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MEMBERS  OF 

BOARD  OF  TRUSTEES  AND  OFFICERS 

OF  THE 

SANITARY  DISTRICT  OF  CHICAGO 

For  the  Years  1899  and  1900 


BOARD  OF  TRUSTEES 

WILLIAM  BOLDBNWECK,  -  -        16S1  North  Halsted  Street 

JOSBPH  C.  BBADBN, 159  La  Sall«  Street 

ZINA  R.  CARTER,  - 225  West  Sixteenth  Street 

BERNARD  A.  ECKHART, 377  Carroll  Avenue 

ALEXANDER  J.  JONES, 707  Tacoma  Bnilding 

THOMAS  KELLY. 1411  Unity  Building 

JAMES  P.  MALLETTE, 300  Taooma  Building 

THOMAS  A.  8MTTH,    ....■■  808  Jaoksoh  Bouleyard 

FRANK  WENTER, 475  Ashland  Boulevard 

OFFICERS 

WILLIAM  BOLDBNWECK, President  of  the  Board 

JOSBPH  F.  HAAS, Clerk  of  the  District 

FRED  M.  BLOUNT, Treasurer  of  the  District 

ISHAM  RANDOLPH, Chief  Engineer  of  the  District 

CHARLES  C.  GILBERT, Attorney  of  the  District 


OFFICES  OF  THE  DISTRICT,  SECURITY  BUILDING 


COMMITTEES  FOR  1899-1900. 


JUDICIARY. 


JAMBS  P.  MALLETTB,  Chairman. 
BERNARD  A.  BCKHART,  ALEXANDER  J.  JONES^ 

JOSEPH  C.  BRADEN,  THOMAS  KELLY. 

FINANCE. 

ZINA  R.  CARTER,  Chairman. 
BERNARD  A.  ECKHART,  FRANK  WENTER^ 

THOMAS  KELLY,  ALEXANDER  J.  JONES. 

ENGINEERING. 

THOMAS  A.  SMYTH,  Chairman. 

JAMES  P.  MALLETTE.  ALEXANDER  J.  JONES,  ZINA  R.  CARTER, 

FRANK  WENTER,  BERNARD  A.  ECKHART, 

JOSEPH  C.  BRADEN,  THOMAS  KELLY,  THE  PRESIDENT. 

FEDERAL  RELATIONS. 

FRANK  WENTER,  Chairman. 
BERNARD  A.  ECKHART,  ALEXANDER  J.  JONES,. 

ZINA  R.  CARTER,  THOMAS  A.  SMYTH. 

LABOR. 

JOSEPH  C.  BRADEN,  Chairman. 
THOMAS  A.  SMYTH,  ALEXANDER  J.  JONES, 

FRANK  WENTER,  .    BERNARD  A.  ECKHART. 

HEALTH  AND  PUBLIC  ORDER. 

THOMAS  KELLY,  Chairman. 
ALEXANDER  J.  JONES,  JAMES  P.  MALLETTE, 

THOMAS  A.  SMYTH,  ZINA  R.  CARTER. 

RULES. 

THE  PRESIDENT,  Chairman. 
ALEXANDER  J.  JONES,  ,  JOSEPH  C.  BRADEN* 

JAMES  P.  MALLETTE,  THOMAS  KELLY. 


N 


REGULAR  MEETINGS. 

The  Board  of  Trnstees  meets  every  Wednesday  at  2  o*clook  P.  M. 


All  Coxmittebs  Subject  to  Call  of  Chairman. 


COMPLETE  LIST  OF  MEMBERS  OF  BOARD  OF  TRUSTEES. 


JOHN  J.  ALTPBTER      -  -      Elected  December  19, 1889 ;  served  to  December  8, 18d5 

ARNOLD  P.  GILMORE         -  Elected  December  12, 1889 ;  served  to  December  2, 1895 

RICHARD  PRBNDERG  AST       -      Elected  December  12. 1889 ;  served  to  December  2, 1895 
WILLIAM  H.  RUSSELL        -  Elected  December  12, 1889 ;  seiTed  to  December  2, 1895 

FRANK  WENTER  -  -      Elected  December  12, 1869 ;  served  to  December  2, 1895 

CHRISTOPH  HOTZ    -  -  -  Elected  December  12, 1889 :  resigned  January  16, 1892 

JOHN  A.  KINO     -  -         -  -  Elected  December  12,  1889 ;  resigned  July  22, 1891 

MURRT  NELSON       -  -  .         Elected  December  12, 1889 ;  resij^ned  June  19, 1891 

HBNRT  J.  WILLING       -  -    Elected  December  12, 1889 ;  resigned  September  28, 1891 

WILUAM  BOLDENWECK   -  -  .  Elected  to  fill  vacancy,  November  3, 1891 

LYMAN  B.  COOLBY        -  _  -  -      Elected  to  fill  vacancy,  November  8, 1891 

BERNARD  A.  ECKHART     -  -  -  Elected  to  fill  vacancy,  November  8, 1891 

THOMAS  KELLY  -  -  _  -      El 3cted  to  fill  vacancy,  Novembers,  1892 

WILLIAM  BOLDENWECK   -----  Re-elected  November  5, 18D5 

JOSEPH  C.  BRADBN       -.---.  Blected  November  5. 1895 

ZINA  R.  CARTER       -------    Elected  November  5. 1893 

BERNARD  A.  ECKHAUT  -----    -Re-elected  November  5, 1895 

ALEXANDER  J.  JONES       ------    Elected  November  5, 1895 

,TUOMAS  KELLY  .---_.     Re-elected  November  5, 1895 

JAMES  P.  MALLBTTE         ------    Elected  November  5, 1895 

THOMAS  A.  SMYTH       ------  Elected  November  6. 1896 

FRANK  WENTER      ------  Re-elected  November  5, 1895 
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COMPLETE  LIST  OF  OFFICERS  OF  DISTRICT. 


MUBRY  N£LSON 
RICHARD  PRBNDBR6AST 
FRANK  WSNTBR 
BERNARD  A.  ECKHART 
THOMAS  KELLT 
WILLIAM  BOLDENWECK 


PRESIDENT 

Elected  Februarjr  1, 1090;  served  to  Deoember  S,  180O 
Elected  December  2, 1890;  serred  to  December  8, 1891 
Elected  December  8, 1891;  served  to  December  8, 189& 
Elected  December  3, 1805;  senrea  to  December  8, 1896 
Elected  December  8, 1896;  served  to  December  7, 1897 

-  Elected  December  7, 18W 


AUSTIN  J.  DOYLE 
THOMAS  F.  JUDGE 
JAMES  RBDDICK 
JOSEPH  F.  HAAS 


CLERK 

Elected  February  1, 1890;  reslgoed  Jane  8R,  1800 

Elected  July  12, 1800;  resigned  Janaary  1, 1886 

Elected  January  1, 1606;  resijrned  December  1, 1898 

-  Elected  December  1, 1898 


BYRON  L.  SMITH 
MELVILLE  E.  STONE 
FRED  M.  BLOUNT     - 


TREASURER 

Elected  February  1, 1890;  resigned  JanuaiT  15, 1892 
Elected  January  S8, 1892;  served  to  December  2, 1896 

Elected  December  2, 1896 


LYMAN  E.  COOLEY 
WILLIAM  E.  WORTHEN 
SAMUEL  Q.  ARTINQSTALL 
BENEZETTE  WILLIAMS 
ISHAM  RANDOLPH 


CHIEF   ENGINEER 

Elected  February  1, 1890;  served  to  December  10, 1800 

Elected  December  17, 1890;  reslgoed  April  81, 1801 

Elected  May  9, 1891;  resigned  January  16, 1802 

Elected  January  16, 1892;  resigned  June  7, 189S 

Elected  June  7, 1898 


GEORGE  W.  SMITH 
ADAMS  A.  GOODRICH 
ORRIN  N.  CARTER 
GEORGE  E.  DAWSON 
CHARLES  S.  DEN  REN      • 
WILLARD  M.  McEWEN 
FREDERICK  W.  C.  HAYfiS 
CHARLES  C.  GILBERT 


ATTORNEY 

Elected  July  12 1890;  resigned  April  25, 1891 

Elected  June  13, 1891 ;  resigned  February  28, 1802 

Elected  February  24, 1892;  resigned  August  15, 1894 

Elected  August  15, 1894;  resigned  January  1, 1896 

Elected  January  1, 1806;  resigned  April  1, 1896 

Elected  April  1, 1806;  resigned  February  3, 1897 

•    Elected  February  3, 1897;  died  November  1, 1898 

-    Elected  November  30, 1898 
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SANITARY  DISTRICT  OP  CHICAGO. 


PROCEEDINGS  OF  THE  BOARD  OF  TRUSTEES. 


A 


DAMS  STKBBT-  Page 

Meraaffe  from  President  traDsniittins:  letters  from  Secretary  of  War  la  reference  to 

permits  for  construction  of  coffer-dam  at,  etc.,  March  28, 1890 5581 

Letters  above  referred  to  printed  In  full,  March  23, 1899 658IS 

Message  from  President  transmitting  permit  from  Acting  Secretary  of  War  for  con- 
struction of   temporary  coffer-dam    for   Bypass    between   Van   Buren  and. 

May  17, 1899 5702 

Agreements- 
American  Steel  and  Wire  Company  of  New  Jersey,  for  conveying  cerlain  land,  for 
water  power,  and  for  motor  for  transmission  of  water  power.  June  21, 1899 5862 

AtchlsoDv  Topeka  and  Santa  Fe  Railway  Company,  for  temporary  occupation  of  right  of 

way  for  ase  of  eight-track  bridge,  Jaly  10, 1899 9988 

Atchison,  Topeka  and  Santa  Fe  Hallway  Company,  et  al.  C'Sanu  Fe  System"),  supple- 
mental agreement  in  reference  to  movable  bridges,  January  23,  1899 5435 

Belt  Railway  Company  of  Chicago  and  Chicago  and  Western  Indiana  Railroad  Com- 
pany, for  crossing  right  of  way,  January  11, 1899 .5996 

CaoalCommisalooers,  The,  for  maintenance  of  "Summit  Level,''  December  21, 1899 6199 

Chicago,  City  of.  for  coostraction  of  Canal  Street  bridge,  September  26, 1899 0087 

Chicago  Bridge  and  Iron  Company— 

For  Van  Buren  Street  approach  span,  January  ii,  1899 5409 

'    ForTaylor  Street  bridge.  May  10, 1899 5680 

For  superstructure  C,  U.  I.  &  P.  Ry.  Co.  bridge,  June  7, 1899 5851 

Chicago  Junction  Railway  Company- 
Supplementary  agreement  in  reference  to  extension  of  time  on  supplemental 

agreement  for  movable  bridge,  February  1, 189fl 5448 

For  transfer  of  C.  T  T.  R  R.  Co.'e  tracks,  September  6, 1899 601» 

Chicago,  Santa  Fe  and  California  Railway  Company,  for  exchange  of  lantls.  January 

25,1809 54a7 

Chicago  and  Western  Indiana  Railroad  Company  and  Belt  RMilway  Company  of  Chi- 
cago, for  crossing  right  of  way,  January  11, 1899 5896 

City  Tratt,  Sale  DApoBit  and  Sarety  Company  of  Philadelphia  (The),  consent  of,  toasBii<n- 
meBt  of  contract  for  rnhstroctare  of  eight-track  brMge  by  The  Scherzer  Rolling  Lift 
Bridge  Company  to  McArtbur  Bros.  Co.,  Joly  IS,  1899  5VJ5 

Joliet  Bridge  and  Iron  Company  (The),  for  snperstrnctare  for  Tow  path  Br.dge  crossing 

River  Diversion,  October  12, 1899 H0ts6 

Joliet  Railroad  Company,  for  temporary  crossing  Desplainea  River  at  Jefferson  Street, 

Joiiet,  liHnols.  March  1, 1899 5499 


viil  INDEX. 

ARrecmente—  Page 

McArthar  Brothers  Comptny— 

ABSignmeot  by  The  Scherzer  Rolling  Lift  Brid^  Company  to,  oC  contract  for  eab- 

atractore  of  eightptrack  bridge,  Jaly  12, 1809 E924 

^        Consent  of  The  City  Trast,  Safe  Deposit  and  Sarety  Company  of  Philadelphia 

to  said  assignment,  Jaly  12, 1899 5925 

Consent  of  Sanitary  District  to  said  assignment,  Jaly  12, 1899 5925 

Waiver  of  all  claims  by  said  assignor  arising  ont  of  said  contract,  July  12, 1899. .    5926 

Acceptance  by,  of  said  assignment,  July  18, 1899 5926 

Metropolitan  West  Side  Elevated  Railway  Company  (The),  for  By-pass,  June  7, 1889. .    6860 
Metropolitan  West  Side  Blevated  Railway  Company  (The)  and  Pennsylvania  Com- 
pany, for  By-pass,  June  7, 1899 5863 

Oliver,  David— 

For  conveying  land  and  for  water  power,  June  7, 1899 6866 

For  motor  for  transmission  of  water  power,  June  7, 1899 5869 

Pennsylvania  Company,  and  The  Metropolitan  West  Side  Blevated  Railroad  Company, 

for  By-pass,  June  7, 1899 5863 

Pennsylvania  Steel  Company,  for  Chicago  Terminal  Transfer  Railway  Company 

bridge  near  Taylor  Street,  May  17, 1899 5779 

Scherzer  Rolling  Lift  Bridge  Company  (The)— 

Assignment  by,  to  McArthar  Bros.  Co.,  of  contract  for  snbstmctare  of  eight-track 

bridge,  Jaly  12, 1899 5994 

Consent  of  The  City  Trast,  Safe  Deposit  and  Sarety  Company  of  Philadelphia 

to  said  assignment,  Jaly  12, 1899 6926 

Consent  of  Sanitary  District  to  said  assignment,  Jaly  12, 1899 6996 

Waiver  of  all  claims  by  said  assignor  arising  oat  of  said  contract,  Jaly  12, 1899. .    5926 

Acceptance  by  Mc Arthur  Bros.  Co.  of  said  assignment,  Jaly  19, 1899 5926 

Thomas  Moniding  Company,  for  cement  for  nse  of  sabstractare  of  eigh^track  bridge, 

Jaly  26, 1899 5946 

Toledo  Bridge  Company(Tbe),  for  Belt  Railway  Company  of  Chicago  and  Chicago  and 

Western  Indiana  Railroad  Company  bridge.  May  31, 1899 5821 

Wagner,  J.  G.  Company  (The)— 

For  Jefferson  Street  bridge,  April  12, 1899 6612 

For  Cass  Street  bridge,  April  12,1899 5<f24 

Alger,  R.  A.,  Secretary  of  War- 
Message  from  President  transmitting  letters  from,  in  reference  to  permits  for  con- 
struction of  coffer-dam  at  Adams  Street,  temporary  and  permanent  bridges  for 

C.  T.  T.  R.  R.  Co.,  and  permanent  bridge  at  Taylor  Street,  March  22, 1899 6681 

Letters  above  referred  to  printed  in  full,  March  22, 1899 5682 

Permit  from,  for  oonnection  of  Main  Channel  with  Chicago  River,  May  10, 1899 5675 

Allen,  Chester  A.— 

Report  of  Committee  on  Engineering  in  reference  to  settlement  with,  for  lands  and 

damages,  April  26, 1899 5664 

Allison,  John  T.— 

Communication  from,  in  reference  to  condition  of  highway  at  Summit,  111.,  referred 

to  Committee  on  BDgineenng,  February  1, 1899 6450 

American  Bridge  Works- 
Report  of  Chief  Engineer  transmitting  bill  of  sale  from,  to  Griffiths  &  MoTlermott  for 
steel  in  By-Pass  along  Chicago  River,  and  asking  authority  of  a  payment  of 

f38,000.00  on  account,  March  23,1899 5589 

American  Steel  and  Wire  Company  of  New  Jersey- 
Report  of  Committee  on  Engineering  transmitting  agreement  with  for  conveying 
certain  land,  for  water  power,  and  motor  for  transmission  of  water  power,  June 

21,1899 6882 

Agreement  with,  for  conveying  certain  land,  for  water  power,  and  motor  for  trans- 
mission of  water  power,  June  21, 1899 5882 

American  Stone  Company  (The)  ads.  Sanitary  District- 
Report  of  Joint  Committee  on  Finance  and  Engineering  on  payment  for  certain  lands  in 

accordance  with  court  decree  in  case  of,  Jaly  5, 1899 5918 

Analyses  of  Waters  of  Rivers  and  Canal- 
Report  of  Joint  Committee  on  Federal  Relations  and  Health  and  Public  Order  in  ref- 
erence to,  March  29, 1899 6697 

Order  in  reference  to  same,  March  29, 1899 5597 

Report  of  Committee  on  Engineering  in  reference  to  advancing  monthly  payment  to  Dr. 

Arthur  R.  Reynolds  on  account  of ,  July  19, 1899 5989 


INDEX.  ix 

AnffiiS  A  Gindele—  Page 

CommuDioatloQ  from,  in  reference  to  payment  by  Halvorson,  Riohards  ft  Ck).  certain 
claims  agralnst  Section  B,  referred  to  Joint  Committee  on  Judiciary  and  Bn^ineer- 

ing,  Marcb22,1899 5686 

JEteport  of  Committee  on  Engineering  on  same,  December  Si7, 1899 / d2S0 

Report  of  Committee  on  Bnglneering  In  reference  to  final  certificate  (and  t  lie  impplement 
thereto)  for  Halroj^son,  Rlcliards  &  Co.  on  contract  for  Section  E  assigned  by,  Becem- 

ber27,18a9 6220 

Final  certificate  above  referred  to,  December  87, 1889 6S22 

Supplement  to  tbe  final  certificate  above'ref erred  to,  December  27, 1889 6883 

Annual  meeting  of  Board  of  Trnstees,  December  6, 1889 6145 

Annoal  message  from  President  Boldenweck,  Decembers,  1899 145 

Annual  Reports— 

Clerioal  Department  for  1806,  February  16, 1889 6468 

Bngineering  Department  for  1808,  May  17^  1899 \...  6704 

Law  Department  for  1806.  March  8, 1809 6524 

Police  Department  for  1896,  January  11, 1899 5408 

Treasury  Department  for  1896,  February  8, 1899 5467 

Appointment  ef  Committees  for  1899-1900,  December  18, 1809 6161 

Aaslgnments— (g#«  Agreemenii.) 

Atchison,  Topeka  and  Santa  Fe  Railway  Company- 
Chief  Engineer's  final  certificate  on  bridge  substructure  at  west  end  of  Section  N  of, 
for  McArthur  Bros.  Company  and  Winston  A,  Co.,  referred  to  Committee  on  En- 
gineering, January  4, 1899 6390 

Report  on  Same  January  11, 1889 5406 

Final  certificate  above  referred  to  printed  in  full,  January  11, 1889 5407 

Chief  Bogineer's  final  certificate  on  bridge  superstructure  on  Section  8  of,  for  Penn 

Bridge  Company,  referred  to  Committee  on  Engineering,  January  4, 1899 6390 

Report  on  same,  January  11,1899 5400 

Final  certificate  abo  ve  referred  to  printed  in  full,  January  11, 1890 5407 

Report  of  Committee  on  Judiciary  reducing  bond  of  McArthur  Bros.  Company  and 
Winston  ft  Co.  for  contract  for  bridge  substructure  at  west  end  of  Section  N  for, 

January  18, 1809 ..    6481 

Chief  Engineer's  report  transmitting  communication  from  Carnegie  Steel  Company, 
Ltd.,  for  release  of  bond  on  contract  for  bridge  superstructure  on  Section  O  of, 

referred  to  Committee  on  Engineering,  January  25, 1889 5440 

Report  on  same,  April  18, 1899 6628 

Chief  Engineer's  report  transmitting  communication  from  Carnegie  Steel  Company, 
Ltd.,  for  release  of  bond  on  contract  for  bridge  superstructure  for,  near  east  end 

Section  Q,  referred  to  Committee  on  Engineering,  March  17, 1899 6574 

Report  on  same,  Apri  1 12, 1899 5628 

Chief  Bngineer's  final  certificate  on  bridge  superstructure  near  east  end  of  Section  O 
of,  for  Carnegie  Steel  Company,  Ltd.,  referred  to  Committee  on  Engineering, 

February  8, 1809 5467 

Report  on  same  presented  and  recommitted  to  said  Committee,  February  16, 

1899. 5476 

Report  on  same,  April  12, 1899 6626 

Pinal  certificate  above  referred  to  printed  in  f u II.  April  12, 1899 5627 

•Report  of  Committee  on  Finance  approving  reduced  bond  of  McArthur  Bros.  Co.  and 
Winston  ft  Co.  on  contract  for  substructure  of,  at  west  end  of  Section  N,  April  19, 

1890 5645 

Report  of  Committee  on  Finance  approving  reduced  bond  of  Carnegie  Steel  Com- 
pany, Ltd.,  on  contract  for  bridge  superstructure  of,  near  east  end  of  Section  G, 

Mavl7.1809 5778 

Bepoi^of  Committee  on  Engineering  in  reference  to  agreement  with,  for  temporary 

occupation  of  right  of  way  for  use  of  eight  track  bridf^e.  May  81, 1899 5888 

Report  of  Clark  transmitting  executed  agreement  with,  for  temporary  occupation  of  use  of 

eight-track  bridge,  July  19, 1899 5938 

Agreement  above  referred  to,  July  19, 1899 59SS 

Keport  of  Committee  on  Engineering  in  reference  to  final  certificate  for  Carnegie 
Steel  Company,  Ltd.,  on  bridge  superstructure  for,  at  west  end  of  Section  N, 

June  14, 1809 5875 

Final  certificate  above  referred  to,  June  14, 1899 6876 
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AtohiBOD,  Topeka  A  Santa  Fe  Railway  Company—  Page 

Report  of  Chief  Bogineer  flxioff  amount  of  forfeiture  on  oootraot  with  Carnegie 
Steel  Company,  Ltd.,  for  bridge  Buperstruoture  of,  across  Main  Channel  on  Sec- 
tion 8.  referred  to  Committee  on  Engineering,  June  21, 1889 6888 

Report  on  same;  June  28, 1889 6809 

Report  of  Committee  on  Bngineering  In  reference  to  final  oertlfloace  for  Carnegie 
Steel  Company,  Ltd.,  on  bridge  superstructure  for,  across  Main  Channel  on  Sec- 
tion 8,  June  28, 1899 6906 

Final  certifloAte  above  referred  to,  June  28, 1899 6909 

Report  of  Chief  Bnglneer  In  reference  to  payment  by,  for  one*h«lf  cost  saperslractare  of 

A.,  T.  A  S.  F.  Ry.  Co.  brldce  across  Desplawes  River  on  Section  8,  Jaly  6, 1899 8919 

Commanlcatlons  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadelphia 
In  reference  to  release  of  bonds  of  Carnegie  Steel  Company,  Ltd.,  on  contracts  for 
bridge  saperstrnctares  for,  at  west  end  of  Section  N  and  on  Section  8,  referred  to  Com- 
mittee on  Finance,  Jaly  12, 1899 S9S8 

Report  on  same,  JQly  26, 1899 6?48 

Report  of  Committee  on  Finance  approving  redaced  bonds  of  Carnegie  Steel  Company, 
Ltd.,  on  contracts  for  bridge  eaperstmciares  of,  crossing  Main  Channel  at  west  end  of 
Section  N,  and  SecUon  8,  September  6,1889 6010 

Majority  and  minority  reports  of  Committee  on  Bngineering  in  reference  to  bids  on  asphalt 

filling  between  bridge  connterweishts  of ,  at  Lemon t,  October  4, 1899 6069- 

Resolation  ia  reference  to  payment  to  Galian  A  Byrne  amonn  of  jadgmeot  la  case  of 
Hooyer  A  Mason  ys.  Gahan  A  Byrne  on  acconnt  of  delay  In  giving  possession  of,  right 

of  way  on  Sections  OandH,  Becember  18, 1899 6186 

Atchison,  Topeka  and  Santa  Fe  Railway  Company  et  al.  (''Santa  Fe  System'*)— 

Report  of  Clerk  transmitting  supplemental  agreement  with,  in  reference  to  movable 

bridges,  January  25, 1899 5485 

Supplemental  agreement  in  reference  to  movable  bridges,  January  25,  1899 5485 

Report  of  Chief  Bngineer  transmitting  Joint  certificate  covering  capitalization  of 
bridge  at  west  end  of  Section  N  for,  for  repairs  and  maintenance,  June  14, 1899 5875 

Certificate  of  engineers  determining  capitalization  for,  for  maintenance  and  repairs 

for  bridge  at  west  end  of  Section  N,  June  14,  1899 68T6 

Attorney  Authorised  or  Ordered  and« Directed— 

To  require  release  in  full  for  all  claims  from  Bdward  Payette,  February  1, 1899 5460' 

To  Institute  condemnation  proceedings  for  right  of  way  across  C.,  S.  A  C.  Ry.  In 
Section  20-87-11  and  at  Stephens  street  crossing  m  Lemont,  III.,  and  elevate  said 
Company's  tracks,  etc.,  March  8, 1899 5669* 

To  dismiss  salts  sgainst  Paal  Redleske,  Jaly  19, 1899 £936 

Attorney,  Charles  C.  Gilbert,  Reports  — 

Transmitting  checks  for  f 22.80  and  $40.00  reoelved  from  sale  of  buildings,  machinery, 

etc.,  on  Joliet  right  of  way,  January  4, 1899 5892 

Transmitting  refunded  court  costs  in  case  of  Sanitary  District  vs.  Schuster  et  al., 

April26,l899 6660i 

Transmitting  assignment  by  The  Scherzer  Rolling  Lift  Bridce  Company  to  M cArthar  Bros. 
Company  of  contract  for  snbstracture  of  eiehtrtrack  bridge,  consent  of  The  City  Trn^t, 
Safe  Deposit  and  Sarety  Company  of  Philadelphia  to  saM  assignment,  consent  of  Sani- 

'  tary  District  to  said  assignment,  waiver  by  Scherzer  Rolling  Lift  Bridge  Company  of 
claims  for  damages  and  agreement  of  McArtbur  Bros.  Company,  Jaly  12,1899 6924 

Auditing  of  Books- 
Report  of  Committee  on  Finance  having  had  audited  books  of  Clerical  and  Treasury 
Departments,  March  1, 1899 6602. 
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^ARNHILL,  R.— Report  of  Clerk  In  reference  to  redeposlting  with  Treasarar  nncatled  pay- 
envelope  of,  X^ovember  1,  1899  6098' 

Bear  Trap  Dam— (See  £eg%Uating  Worke,) 
Bell,  Thomas  S.—(See  Clerk,  Acting,  Thomae  S.  Bell.) 

Belt  Railway  Company  of  Chicago,  The,  and  Chicago  and  Western  Indiana  Railroad  Company- 
Report  of  Committee  on  Bngineering  on  agreement  with,  for  crossing  right  of  way, 

January4,  1899 6892 

Communication  from  Alexander  J.  Jones  asking  to  be  reoorded  in  the  affirm- 
ative on  adoption  of  above  report,  January  4, 1899 589(1 

Report  of  Clerk  transmitting  agreement  with,  for  crossing  right  of  wsy,  January  11, 

1899 6396. 
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Belt  Bailwajr  CompaDy  of  Chicago  The,  and  Chicago  A  Westera  1  ndlan  a  Railroad  Company— 

Agreement  for  oroflBing  right  of  way,  Janaary  11, 1899 5896 

Bids  OD  bridge  aub  aad  auperstniotore  for,  opened  and  r^erred  to  Committee  on 

Bngineering,  May  10. 1809. 6686 

Bids  above  referred  to  tabulated,  May  10,  1B99 609B 

Report  on  same,  BUiy  M,  1890 5817 

Beport  of  Committee  on  Finance  approving  bond  of  The  Toledo  Bridge  Company  on 

bridge  contract  for.  May  81, 1809 > 5821 

Agreement  with  The  Toledo  Bridge  Company  for  bridge  sub  and  superstructure  for. 

May  81«  1890. 6831} 

Beport  of  Chief  Engineer  transmitting  Joint  certificate  covering  capitalization  of 

bridge  for,  for  repairs  and  maintenance,  June  7. 1800 6860 

Certificate  of  engineers  determining  capitalization  for,  for  maintenance  and  repairs 

for  bridge,  June  7«  1800 5850" 

Bids— 

Atchison^  Topeka  and  Santa  Fe  Railroad  Company— 

Majortty  and  mmority  reports  of  Committee  on  Boglneerinp  in  teference  to,  on  asphalt 

filling  twtween  bridge  eoontei^veighte  of,  at  Lemont,  October  4, 1800 6060 

Belt  Railway  Company  of  Chicago,  The,  and  Chicago  and  Western  Indiana  Railroad 
Company— 

On  bridge  sub  and  suoerstruoture  for.  opened  and  referred  to  Committee  on 

Bngfneering,  May  10, 1890 5606 

Bids  above  referred  to  tabulated,  May  10,  1899 5608 

Beport  on  same.  May  24.  1800 6817 

Cass  Street,  Joiiet.  Illinois— 

On  bridge  sub  and  superstructure  for,  opened  and  referred  to  Committee  on  Bngl- 

neering,  March  17, 180^. 6676 

Bids  above  referred  to  tabulated,  March  17,  1809 6678 

Beport  on  same,  March  20, 1800 6508 

Communication  from  The  Toledo  Bridge  Company  in  reference  to  bid  on, 

referred  to  Committee  on  Engineering,  March  17, 1899 6676 

Beport  on  same,  March  29, 1899 5698 

Communication  from  The  Toledo  Bridge  Company  asking  return  of  check 
In  consideration  of  waiver  of  claims  on  account  of  bridge  bid  for, 

March  29, 1899 5698 

Chicago  and  Western  Jndlapa  Railroad  Company  and  The  Belt  Railway  Co.  of  Chi- 
cago— 
On  bridge  sub  and  superstructure  for,  opened  and  referred  to  Committee  on  Engi- 
neering, May  10, 1809 6606 

Bids  above  referred  to  tabulated,  May  10, 1800 6608 

Report  on  same.  May  24, 1899 6817 

Chicago,  Bock  Island  and  Pacific  Railway  Company— 

On  bridge  superstructure  for,  opened  May  31, 1809 5840 

Bids  above  referred  to  tabulated,  May  31, 1800 6841 

Contract  for  superstructure  for,  awarded  to  Chicago  Bridge  and  Iron  Co.,  May  31, 

1899 6840 

Chicago  Terminal  Transfer  Railway  Company- 
Reports  (majority  and  minority)  of  Committee  on  Engineering  in  reTerence  to 
postponement  of  opening  of  bids  for  bridge  sub  and  superstructure  near 

Taylor  Street.  April  6, 1899 6604 

On  bridge  sub  and  superstructure  for,  near  Taylor  Street,  opened  and  referred  to 

Committee  on  Engineering,  April  26,  1809 6664 

Bids  above  referred  to  tabulated,  April  26, 1890 A6665 

Report  on  same.  May  8, 1800 5673 

Jefferson  Street.  JoHet,  Illinois— 

On  bridge  sub  and  superstructure  for,  opened  and  referred  to  Committee  on  Engi- 
neering, March  17, 1800 6676 

Bids  above  referred  to  tabulated,  March  17.  1899 5578 

Report  on  same,  March  29, 1899 6698 

Communication  from  The  Toledo  Bridge  Company  in  reference  to  bid  on, 

referred  to  Committee  on  Engineering,  March  17,  1809 5676 

Report  on  same,  March  29.  1800 6598 

Communication  from  The  Toledo  Bridge  Company  asking  return  of  check 
in  consideration  of  waiver  of  claims  on  account  of  bridge  bid  for, 
March  20, 1899. 5598 
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Bids- 
Taylor  Street- 
Reports  (majority  and  minority)  of  Committee  on  Bng-ineerlngr  in  reference  to 
postponement  of  opening  of  bids  for  bridge  sub  and  superstructure,  April  6, 

1«» 5604 

On  bridge  sub  and  superstructure  for,  opened  and  referred  to  Committee  on  Engf- 

ing,  April «,  1898 6664 

Plds  above  referred  to  tabulated,  April  26, 1899 A6a66 

Beport  on  same,  May  8, 1899 5672 

Tow-Path  Bridge  croBslng  River  Diversion— 

On  snperBtracture  for,  opened  and  referred  to  Committee  on  Boglneering,  September 

20,1899 6088 

Bids  above  referred  to  tabalated,  September  SO,  1899 6064 

Report  on  same,  September  26, 1899 6054 

Water  Power- 
Order  directing  modification  of  proposals  received  for  development  of,  August 

28,1899 6010 

On  development  and  lease  of,  opened  and  referred  to  Committee  on  Engineering, 

August  Sa,  1809 6011 

Communication  from  Economy  Light  and  Power  Company  asking  return  of  check 

deposited  with  bid  for  development  and  lease  of,  referred  to  Committee  on  Enici- 

neerisg  with  power  to  act,  September  6, 1899. . . .- 602 

Cbmmanication  from  Clarence  Buckingham  recalling  bid  for  development  and  lease  of, 

November  8, 1899 6117 

Blount,  Fred  M.,  Treasurer— (Sea  Treaawry  DejHirtment.) 
Board  Meetings— 

Disoontin  uanoe  of,  on  Saturday,  January  25, 1899 5442 

Report  of  Committee  on  Rules  in  reference  to  having,  every  Wednesday,  May  10, 

1899 6696 

President  authorised  to  postpone,  dnrlog  Pall  Festival  Days,  October  4, 1899 6061 

BoJdenweck,  William,  President- (5«0  Pruident  William  Boldenweck.) 
Bonds  (Official)— 

Roddick,  James,  Report  of  Committee  on  Finance  canoelllng  bond  of.  May  17,  1809. . .     5778 

Bonds  (Security)— 

Order  direoting  payment  of  semi-annual  interest  due  May  1,  1899,  on  1st  issue  of, 

April  19, 1899 5647 

Order  direotmg  payment  maturing  bonds  of  3rd  issue  and  semi-annual  interest  on 

2nd,  3rd,  4tb,  5th,  6th,  7th  and  8th  issues,  June  S8, 1899 5010 

Order  directing  payment  of  maturing  bonds  of  first  Isene  and  semi-annual  interest  due  No- 
vember 1, 1899,  on  said  iBsne,  October  26, 1899 6090 

Report  of  Committee  on  Finance  transmitting  ordinance  for  the  Issuance  of  $1,000,000 

bonds,  December  20, 1899 6192 

Ordinance  above  referred  to,  December  90, 1899 6198 

Older  directing  payment  maturing  boads  of  2dl,  4ih,  6th  and  6th  issues  and  semi-annual 
interest  on  2d,  8d,  4th,  5th,  6th,  7th  and  8th  issues,  December  20, 1899 6194 

'Bonds  (Surety)— 

Carnegie  Steel  Company,  Limited- 
Report  of  Chief  Engineer  transmitting  communication  from,  asking  release  of 
bond  on  contract  for  bridge  superstructure  of  A.,  T.  A  S.  F.  Ry.  (>o.  on  Sec- 
tion O,  referred  to  Committee  on  Engineering,  January  26, 1899 5440 

Report  on  same,  April  12, 1899 5628 

Report  of  Chief  Engineer  transmitting  oommunloatlon  from,  asking  release  of 
bond  on  contract  for  superstructure  for  A.,  T.  A  S.  F.  Ry.  Co.  bridge  near  east 

end  Section  O,  referred  to  Committee  on  Engineering,  March  17, 1899 5574 

Report  on  same,  April  12, 1899 5628 

Report  of  Committee  on  Finance  approving  reduced  bond  of,  on  contract  for 
superstructure  of  A.,  T.  &  S.  F.  Ry.  Co.  bridge  near  east  end  of  Section  G, 

May  17,1890 5778 

Commxmications  from  The  City  Trust,  Safe  Deposit  and  bursty  Company  of  Philadel- 
phia in  reference  U>  release  of  bonds  of,  on .  contracts  for  superstructures  of  A.,  T. 
&  S.  F.  Ry.  Co.  bridges  at  westeod  of  Section  N  and  on  Section  8,  referred  to  Com- 
mittee on  Finance,  July  12,  1899 5923 

Report  on  same,  July  26, 1899 5048 
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BoadB  (Surety)— 

Carnegie  Steel  Company,  Limited—  Page 

Bapor^  of  Committee  jon  Finance  approving  redaoed  bonds  of «  on  contracts. for 
snperatmctares  of  A.,  T.  A  S.  F.  Ry.  Co.  brldves  crossing  Main  Channel  at  west 
end  of  Section  K  and  Sections,  September  6, 1899 6090 

Cblcago  Bridge  and  Iron  Company— 

Keport  of  Committee  on  Finance  approving  bond  of.  on    ooatract    for   Van 

Buren  Street  approsoh  span,  January  11, 1899 5408 

Report  of  Commit  tee  on  Finance  approving  bond  of,  on  contract  for  Taylor  Street 

bridge,MBy  10,1899 .../ 667^ 

Report  of  Committee  on  Finance  approving  bond  of,  on  contract  for  superstruc- 
ture for  C,  B.  I.  ft  P.  Ry.  Co.  bridge,  June 7. 1899 ,t 6861 

Cbioago  Star  Construction  and  Dredging  Company- 
Report  of  Joint  Committee  ou  Judiciary  and.  Finance  reducing  bond  of,  on  con- 
tract for  substructure  Kedzie  Avenue  bridge,  January  18, 1899 6431 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Phila- 
delphia in  reference  to  release  of  bond  of,  on  contract  for  substructure  of 
Kedzie  Avenue  bridge  on  Section  N,  referred  to  Joint  Committee  on  Finance 
and  Engineering,  March  82,1899 6585 

Christie  ft  Lowe- 
Communication  from,  requesting  release  of  bonds  on  contracts  for  Sections  I  and 

K,  referred  to  Joint  Committee  on  Finance  and  Engineering,  February  15, 1899   6472 
Report  on  same,  March  23, 1899 6690 

Oaban  ft  Byrne- 
Communication  from,  in  reference  to  release  of  bond  on  contract  for  Section'  F, 

referred  to  Coo&mittee  on  Finance,  January  25, 1899 6442 

Report  on  same,  February  1, 1899 •. 6449 

Report  of  Chief  Engineer  transmitting  communication  from  The  City  Trust,  Safe 
Deposit  and  Surety  Company  of  Philadelphia  for  release  of  bond  of,  on  con- 
tract for  Section  F,  referred  to  Committee  on  Engineering,  March  17, 1899. . .  .    5574 

Report  on  same,  April  12, 1899 6627 

Report  of  Committee  on  Finance  approving  reduced  bond  of,  for  $25,000,  on  con- 
tract for  Section  18,  May  8, 1899 6670 

Griffiths  ft  McDermott— 

Report  of  Committee  on  Finance  in  reference  to  release  of  bond  of,  on  contract  for 
sabstmctare  of  Lockport  Highway  bridge  crossing  River  Diyersion  on  Section  16, 

November  28, 1899 6148 

Joliet  Bridge  and  Iron  Company,  The— 

Report  of  Committee  on  Finance  approving  bond  of,  on  contract  for  saperstractare 

for  Tow-path  bridge  crossing  River  Diversion,  October  4, 1899 6069 

King  Bridge  Company,  The—  > 

Commanication  from  The  City  Trnst,  Safe  Deposit  and  Sarety  Company  of  Philadelphia 
in  reference  to  release  of  bond  of,  on  contract  for  saperstrncture  of  Kedzie  Avenue 

bridge,  referred  to  Committee  on  Finance,  Jaly  IS,  1899 6988 

Report  on  same,  A ugust  2, 1899 6970 

MasaiUon  Bridge  Company— Communicaiion  from,asking  release  of  bond  on  contract 
for  bridge  superstructure  across  Desplalnes  River  of  Summit  and  Lyons  High- 
way, referred  to  Joint  Committee  on  Finance  and  Judiciary,  January  11, 1899 6422 

Report  of  Committee  on  Finance  on  same,  August  16, 1899 6987 

Mo  Arthur  Bros.  Company- 
Consent  of  The  City  Trast,  Safe  Deposit  and  Sarety  Company  of  Philadelphia  to  assign- 
ment by  The  Scherzer  Rolling  Lift  Bridge  Company  to,  of  contract  for  substrnctare 

of  eight-track  bridge,  Jaly  12, 1899 1 6925 

MoArthnr  Bros.  Company  and  Winston  ft  Co.— 

Report  of  Committee  on  Judiciary  reducing  bonds  of,  on  contracts  for  substruc- 
ture of  C,  M.  ft  N.  R.  R.  Co.  and  A..  T.  ft  S.  F.  Hy.  Co.  (west  end  Section  N) 

bridges,  January  18,  1899 6481 

Report  of  Committee  on  Finance  approving  reduced  bonds  of,  on  contracts  for 
substructure  of  C.«  M.  ft  N.  R.  R.  Co.  bridge  near  east  end  of  Section  N  and 
A.,  T.  ft  S.  F.  Ry.  Co.  bridge  at  west  end  of  Section  N,  April  19. 1899 6645 

Peonsylvanla  Steel  Company- 
Report  of  Committee  on  Finance  approving  bond  of,  on  contract  for  C.  T.  T.  Ry. 

Co.  bridge  near  Taylor  street.  May  17, 1899 6779 
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Bond8-(Surety)— 

Sackley  &  Peterson—  Pafe 

Report  of  Committee  on  FinsBoe  releaainit  bond  of,  on  contract  for  snbetractnre  of 

Wil low  Spring's  Highway  bridge  across  Main  Chcnnel,  Decenriwr  SO,  189» 619S 

SclierseT  RoUine  Lift  Bridge  Com  pan  f,  The-- 

Consent  of  The  City  Trast,  Safe  Deposit  and  Sarety  Company  of  Philadelphia  to  assign- 
ment by,  to  McArthnr  Bros.  Co.  of  contract  for  snbstraotnre  of  eight-track  bridge, 

July  12. 1899 ; .• 6985 

Strobel,  C.  L  — 

Commnnication  from  Th^  City  Trast,  Safe  Deposit  and  Sarety  Company  of  Philadel- 
phia in  refetence  to  release  of  bonds  of,  on  contracts  for  saperstractares  for  Sum- 
mit and  Lyons,  Willow  SprinsrSf  Lemont  andRomeoville  Highway  bridges,  referred 

to  Committee  on  Finance,  October  18,1899 0035 

Sullivan,  Daniel- 
Report  of  Committee  on  Finanoe  in  reference  to  release  of  bond  of,  on  contract 

for  buUdidir  culverts  and  grading  Romeoville  highway,  August  16,  1899 6987 

Toledo  Bridge  Company,  The— 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Phila- 
delphia in  reference  to  release  of  bond  of,  on  contract  for  superstructure  for 
C,  M.  &  N.'R.  R.  Co.  bridge  near  east  end  of  Section  N,  referred  to  Joint  Com- 
mittee on  Finance  and  Engineering,  March  22, 1899 6585 

Report  on  same,  March  29. 1899 5605 

Report  of  Committee  on  Finanoe  approving  bond  of.  on  oontraet  for  Belt  Ry.  Co. 

of  Chicago  and  Chicago  &  Western  Indiana  U.  R.  Co.  bridge.  May  21, 1899.  6831 

Wagner,  J.  Q.— Report  of  Committee  on  Judiciary  releasing  sureties  on  bond  of,  for 

contract  for  superstructure  of  B.,  J.  A  t.  Ry.  Co.  bridge,  January  18, 1899 6480 

Wagner,  J.  O.,  Company.  The— 

Report  of  Committee  on  Finance  approving  twnds  of,  on  contracts  for  Cass  and 

Jeftereon  Streets  bridges,  April  12, 1899. .     5611 

-     Western  Dredging  and  Improvement  Company— 

Report  of  Committee  on  Finance  In  reference  to  redaction  of  bond  of,  on  contract  for 

Section  C,  November  1,1899 6108 

Williams,  Benesette— Report  of  Committee  on  Judiciary  releasing  sureties  on  bond 

of,  for  contract  for  substructure  of  Southwest  Boulevard  bridge.  January  18, 1899   5480 
Wright,  Meysenburg,  Sinclair  &  Carry- 
Report  of  Committee  on  Bnglneering  releasing  surety  on  bond  of,  on  contract  for 

Section  15,  May  24, 1899 5815 

Report  of  Committee  on  Finance  in  reference  to  release  of  bond  of,  on  contract  for 

Section  16,  Jalyl9,1899 6983 

Rraden,  Joseph  C— 

Appointed  member  of  special  committee  for  conducting  conferences  on  behalf  of 
Sanitary  District  in  reference  to  organization  of  sewage  district  from  Seventy- 
fifth  Street  south  to  BIghty-seventh  Street.  Febraary  1, 1899 5446 

Appointed  member  of  Special  Committee  for  removal  of  dams  at  Henry  and  Copperas 
Creek,  October  26,1809 6087 

Bridges— 

Atchisou.  Topeka  and  Santa  Fe  Railway  Company- 
Chief  Engineer's  final  certificate  for  McArthur  Bros.  Company  and  Winston  ft 
Co.  on  contract  for  substructure  at  west  end  of  Section  N.  referred  to  Com- 
mittee on  Engineering,  January  4, 1899 6890 

Report  on  same,  January  11. 1800 5406 

Final  certificate  above  referred  to  printed  in  full,  January  11, 1809 5407 

Chief  Engineer's  final  certificate  for  Penn  Bridge  Company  on  contract  for  super- 
structure across  Dc^plalnes  River  on  Section  8,  referred  to  Committee  on  En- 
gineering, January  4, 1899 6801 

Report  on  same,  January  11, 1890 6406 

Final  certificate  above  referred  to  printed  In  full.  January  11, 1899 5407 

Chief  Bnglneer*8  final  certificate  for  Carnegie  Steel  Company,  Ltd.,  on  contract 
for  superstructure  near  east  end  of  Section  G,  referred  to  Committee  on  En- 
gineering, February  8, 1899 6467 

Report  on  same  presented  and  recommitted  to  said  Committee,  February 

16.1899 6476 

Report  on  same,  April  12, 1899 6628 

Final  certificate  above  referred  to  printed  in  fail,  April  12, 1899 6627 
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Atobiaon,  TOpeka  and  Banta  Fe  Railway  Company—  Page 

Report  of  Committee  on  Judioiarj  reducing  bond  of  Mc Arthur  Bros.  Company 
and  Winston  A  Co.  on  eontract  for  substructure  at  west  end  of  Section  N,  Jan- 
uary 18. 1899 6481 

Report  of  Chief  Engineer  transmitting  communication  from  Carnegie  Steel  Com- 
pany, Ltd.,  for  release  of  bond  on  contract  for  superstructure  on  Section  G, 

referred  to  Committee  on  Engineering,  JapuarySfi,  1890 6440 

Report  on  same,  April  12, 1899 6688 

Report  of  Chief  Engineer  transmitting  communication  from  Carnegie  Steel  Com- 
pany, Ltd.,    for  release  of  bond  on  contract  for  superstructure  near  east 

end  Section  G,  referred  to  Committee  on  Engineering,  March  17,  1899 6574 

Report  on  same,  April  12,  1899 6688 

Report  of  Committee  on  Finance  approving  reduced  bond  of  Mc  Arthur  Bros. 
Company  and  Winston  &  Co.  on  contract  for  substructure  of,  at  west  end 
of  Section  N,  April  19,  1899 6646 

Report  of  Committee  on  Finance  approving  r^uced  bond  of  Carneg^Ie  Steel  Com- 
pany, Ltd.,  on  contract  for  superstructure  of,  near  east  end  of  Section  G,  May 
17,1899 6778 

Report  of  Committee  on  Engineering  In  reference  to  Qnal  certificate  for  Carnegie 
Steel  Company,  Ltd.,  on  superstructure  for,  at  west  ^nd  of  Section  N,  June 

14,1899 5876 

Final  certificate  above  referred  to,  June  14, 1809 6S75 

Report  of  Chief  Engineer  fixing  amount  of  forfeiture  on  contract  with  Carnegie 
Steel  Company,  Ltd.,  for  superstructure  of,  across  Main  Channel  on  Section  8. 

referred  to  Committee  on  Engineering,  June  11, 1899 5882 

Report  on  same,  June  28. 1899 6906 

Report  of  Committee  on  Engineering  in  reference  to  Anal  certificate  for  Carnegie 
Steel  Company,  Ltd.,  on  superstructure  for,  across  Main  Channel  on  Section  8, 

June28,1899 6906 

Final  certificate  above  referred  to.  June  28, 1899 5900 

Report  of  Chief  Engineer  in  reference  to  payment  by  A.,  T.  &  S.  F.  Ky.  Co.  for  one- 
half  cost  snpersiractare  for,  across  Deeplaines  River  on  Section  8,  Jaly  6, 1899 591S 

Commnnlcatlons  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Phila- 
delphia m  reference  to  release  nf  bonds  of  Carnesfie  Steel  Compan3%  Ltd.,  on  con- 
tracts for  snpenitrnciured  for,  at  west  end  of  Section  N  and  on  Section  t*,  referred 

to  Commftte*  on  Finance,  Jnly  12, 1899 5928 

Report  on  same,  Jaly  96, 1899 6948 

Report  of  Committee  on  Finance  approving  redncod  bond4  of  Carnegie  Steel  Company, 
Ltd.,  on  coiitracts  for  superstractaree  of.  croeelnis  Mala  Channel  at  west  end  of 
Section  N,  and  Section  8,  September  6,  1890 60SO 

Majority  and  minority  reports  of  Commltfee  on  Engineering  in  reference  to  bids  on 

asphalt  fill ing  between  counterweights  of,  at  Lemont,  October  4, 1699 6059 

Atchison,  Topeka  and  Santa  Fe  Railway  Company,  et  al.  ("Santa  Fe  System")— 

Report  of  Clerk   trananoAitting  supplemental  agreement  with,  In  reference  to 

movable  bridges.  January  25. 1899 5136 

Supplemental  agreement  in  reference  to  movable  bridges,  January  26, 1899   6486 

Report  of  Chief  Engineer  transmitting  Joint  certificate  covering  capitalisation  of 

bridge  at  west  end  of  Section  N  for,  for  repairs  and  maintenance,  June  14. 1899   5876 

Oertilloate  of  engineers  determining  capitalization  for,  for  maintenance  and  re- 
pairs for  bridge  at  west  end  of  Section  N,  June  14, 1899 6876 

Belt  Railway  Company  of  Chicago  and  Chicago  and  Western  Indiana  Railroad  Com- 

Beport  of  Clerk 'transmitting  agreement  with,  for  crossing  right  of  way,  January 

11,1809 5896 

Agreement  for  crossing  right  of  way.  January  11, 1899 5806 

Bids  on  sub  and  superstructure  for.  opened  and  referred  to  Committee  on  Engl- 

mertng.  May  10, 1899 5696 

Biddftbo^e  referred  to  tabulated.  May  10, 1899...  5698 

Report  on  same.  May  )r4. 1899 5817 

Report  of  Committee  on  Finance  approving  bond  of  The  Toledo  Bridge  Company 

oti  eontrsct  for.  May  81. 1899 6821 

Agreement  with  The  Toledo  Bridge  Company  for  sub  and  superstructure  for, 

May81,1899.., 6821 
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Belt  Railway  Company  of  Cblcago  and  Cblcaffo  and  Western  Indiana  Railroad  Com- 
pany— Pa£e 
Report  of  Chief  Engineer  transmitting  Joint  oertiflcate  oovering  capitalization  for, 

for  repairs  and  maintenance,  Juno  7, 1899 S860 

Certificate  of  engineers  determining  capitalization  for,  for  maintenance  and  re- 
pairs, June  7, 1899 5860 

Campbell  Avenut^See  Eight-Track.) 

Canal  Street- 
Report  of  Committee  on  Engineering  in  reference  to  agreement  with  City  of  Cbi- 

ca«o  for  construction  of ,  August  30, 1899 0015 

Report  of  Clerk  transmittlni  execated  agreement  with  City  of  Chlcafl;o  for  conBtractlon 

of  bridge  at,  Sep  tember  26. 1899 ^ 6087 

Agreement  above  referred  to,  September  26, 189tf 6087 

Cass  Street,  Joliet,  Illinois- 
Bids  on  sub  and  superstructure  for,  opened  and  referred  to  Committee  on  Engi- 
neering, March  17, 1899 6o7H 

Bids  above  referred  to  tabulated,  March  17, 1899 S576 

Report  on  same,  March  29. 1899 5596 

Communication  from  The  Toledo  Bridge  Company  in  reference  to  bid  on, 

referred  to  Committee  on  Engineering,  March  17, 1899 5576 

Report  on  same,  March  29, 1899 5596 

Communication    from  The  Toledo   Bridge  Company  asking  return  of 
check  in  consideration  of  waiver  of  claims  on  account  of  bid  for, 

March29,1899 5598 

Report  of  Committee  on  Finance  approving  bond  of  The  J.  G.  Wagner  Co.  on  con- 
tract for,  April  12, 1899 56U 

Agreement  with  The  J.  G.  Wagner  Co.  for  sub  and  superstructure  for,  April  12, 

1899 5684 

Report  of  Committee  on  Ensrlneering  transmitting  ordinance  accepting  ordinance 

passed  by  City  Council  of  Joliet  relating  to  the  conetractlon  of,  October  18, 1899. ...    OOBO 
Ordinance  accepting  ordinance  passed  by  City  Council  of  Joliet  relating  to  the  con- 

Btrnctlon  of,  October  18, 1899 6061 

Ordinance  paused  by  City  Council  of  Joliet  relating  to  the  constrnction  of,  October 

18,1899 6081 

Report  of  Committee  on  Bagineering  transmitting  ordinance  accepting  amended  ordi- 
nance pissed  by  City  Council  of  Joliet  relating  to  the  construction  of,  December  13, 

1899 6188 

Ordinance  accepting  amended  ordinance  passed  by  City  Couocil  of  Joliet  lelating  to 

the  construction  of,  December  la,  1899 6184 

Amended  ordinance  passed  by  City  Council  of  Joliet  relating  to  repair  of,  December  18, 

1899 6184 

Chicago  Junction  Railway  Company- 
Report  of  Committee  on  Eiiglneerlng  in  reference  to  extension  of  time  on  sup- 
plemental agreement  for  movable  bridge  with,  January  11, 1899 5408 

Report  of  Clerk  transmitting  supplemental  agreement  with,  in  reference  to 
extension  of  time  on  supplemental  agreement  for  movable  bridge,  February 

1,1889 , 5448 

Supplemental  agreement  in  reference  to  extension  of  time  on  supplemental 

agreement  for  movable  bridge,  February  1, 1899 5448 

Chicago,  Madison  and  Northern  Railroad  Company- 
Chief  Engineer's  final  certificate  for  MoArthur  Bros.  Company  and  Winston  &  Co., 
on  contract  for  substructure  near  east  end  of  Section  M,  across Kedzle  Avenue, 

referred  to  Committee  on  Engineering,  February  8, 1899 5457 

Report  on  same,  February  16, 1899 5476 

Final  certificate  above  referred  to  printed  in  full,  February  16,  1899 5477 

Report  of  Committee  on  Judiciary  reducing  bond  of  MoArthur  Bros.  Company 

and  Winston  &  Co.,  on  contract  for  substructure  for,  January  18. 1899 5431 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Phila- 
delphia in  reference  to  release  of  bond  of  The  Toledo  Bridge  Company  on  con- 
tract for  superstructure  for,  near  east  end  Section  N,  referred  to  Joint  Com- 
mittee on  Finance  and  Engineering,  March  22, 1899 5585 

Report  on  same,  March  29.  1899 ^596 
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Bridgree— 

Chicago,  Madison  ft  Northern  Railroad  Company—  P  age 

Report  of  Committee  on  Finance  approving  reduced  bond  of  MoArtbur  Bros.  Co. 
^  and  Winston  &  Co.  on  contract  for  substructure  of,  near  east  end  of  Section  N, 

Aprlll9,18»9 5645 

^    I  Report  of  Committee  on  Engineering  In  reference  to  iinal  certificate  for  The 

Toledo  Bridge  Company  on  superstructure  for.  May  24, 1899 5813 

Final  certificate  above  referred  to,  May  24. 1899 5813 

Report  of  Committee  on  Bngineering  in  reference  to  payment  of  indemnity  to, 

for  repairs  and  maintenance  of  bridges  of.  May  24, 1899 5814 

Certificate  of  engineers  determining  amount  of  capitalization  to  be  paid  to,  for 
repairs  and  maintenance  of  bridges  of.  May  24, 1899 5815 

Chicago,  Rock  Island  and  Pacific  Railway  Company—  "" 

Order  directing  President  and  Clerk  to  deposit  certain  money  and  execute  sup- 
plemental agreement  with,  for  bridge  construction  at  Joliet,  III.,  March  22, 
1899 r..    6585 

Bids  on  superstructure  for,  opened  May  31, 1899 5840 

Bids  above  referred  to  tabulated  May  31, 1899 5841 

Contract  for  superstructure  for,  awarded  to  Chicago  Bridge  and  Iron  Company, 

May31,1899 5840 

Report  of  Committee  on  Finance  approving  bond  of  Chicago  Bridge  and  Iron 

Company  on  superstructure  for,  June  7, 1899 6851 

Agreement  with  Chicago  Bridge  and  Iron  Company  for  superstructure  for,  June 

7,1899 6851 

Chicago,  Santa  Fe  ft  California  Railway  Company— 

Report  of  Chief  Engineer  transmitting  joint  certificate  covering  capitalization  of 
bridge  crossing  Main  Channel  on  Section  8  at  Lemont  for,  for  repairs  and 

maintenance,  August  6, 1809 5976 

Certificate  above  referred  to,  August  5, 1899 5976 

Chicago  Terminal  Transfer  Railway  Company- 
Report  of  Chief  Engineer  in  reference  to  partial  payment  to  TVisconsln  Bridge 
and  Iron  Company  on  bridge  superstructure  of,  across  Desnlaines  River  near 
wect  end  of  Section  E,  February  1, 189v 5448 

Messa^ro  from  President  transmitting  letters  from  Secretary  of  War  in  reference 
to  permits  for  construction  of  temporary  and  permanent  bridges  for,  etc., 

Maroh2S,1809 5581 

liCtters  above  referred  to  printed  In  full,  March  23, 1899 5582 

Reports  (majority  and  minority)  Committee  on  Engineering  in  reference  to  post- 
ponement of  opening  of  bids  for  sub  and  superstructure  near  Taylor  Street, 
Aprll6.1899 5604 

Bids  on  sub  and  superstructure  for,  near  Taylor  Street,  opened  and  referred  to 

Committee  on  Engineering,  April  26, 1899 5664 

Bids  above  referred  to  tabulated,  April  26. 1809 A6666 

Report  on  same.  May  3,  1899 6672 

Report  of  Committee  on  Finance  approving  bond  of  Pennsylvania  Steel  Company 

on  contract  for,  near  Taylor  Street.  May  17, 1899 B779 

Agreement  with  Pennsylvania  Steel  Company  for  sub  and  superstructure  for. 

May  17,1899 5779 

Report  of  Committee  on  Engineering  in  reference  to  employment  of  R.  W.  Hunt  ft  Co. 

on  mill  and  shop  inspection  of,  near  Taylor  Street,  October  13, 1899 6C74 

Report  of  Committee  on  Bnjziaeering  in  reference  to  final  certificate  for  Wisconsin 
Bridge  andiron  Company  on  saperstracta  re  for,  croseing  Deeplaines  River  near 

west  end  of  Section  £,  November  92, 1899 6130 

Final  certificate  above  referred  to,  November  22, 1699 6180 

Final  certificate  for  Heldmaier  ft  Nea  on  bridge  sabBtraclnre  for,  over  Desplainee 

River  on  Section  E,  December  18, 1899 6182 

Report  of  Chief  Engineer  in  reference  to  additional  payment  to  Heldmaier  ft  Nen  on 
contract  tor  bridge  anbttroctnre  for,  over  Desplainee  River  on  Section  E,  December 
SO,  1899 6191 

Chicago  and  Western  Indlanfi  Railroad  Company,  and  Belt  Railway  Company  of 
Chicago— (See  Belt  RaUtoav  Company  of  Chieaoo  and  Chicago  and  Western  Indiana 
Railroad  Company.) 
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Eight-Track—  Page 

Keport  of  Committee  on  EneiQeering  in  reference  to  agreement  with  A.,  T.  <fe  8.  F. 

By.  Go.  for  temporary  occupation  of  right  of  way  for  nse  of,  May  81,  1860 6888 

Report  of  Clerk  tranemitting  ezecated  agreement  above  referred  to,  Jnly  19, 1899    6988 

Agreement  above  referred  to  printed  in  fall,  Jaly  19, 1899 6988 

Report  of  Committee  on  Engineering  in  reference  to  assignment  by  The  Scherzer  Roll- 
ing Lift  Bridge  Company  to  McArthur  Bros.  Company  of  contract  /or  snbstrnctare 

of,  July  28,1899 6998 

Report  of  Attorney  transmitting  said  assiflrnment,  consent  of  The  City  Trust, 
Safe  Deposit  and  Snrety  Company  of  Philadelphia  to  said  assi&rnment,  con- 
sent of  Sanitary  District,  waiver  by  assicrnor  of  claims  for  damages,  and 

acceptance  by  assignee  of  said  assignment,  July  12, 1899 692t 

Consent  of  The  City  Trost,  Safe  Deposit  and  Surety  Company  of  Philadelphia 

losaid  assignment,  July  12,1899 6986 

Consent  of  Sanitary  District  to  said  assignment,  July  12,1899 6926 

Waiver  of  all  claims  by  said  assignor  arising  oot  of  said  contract,  July  12, 1899..    6926 

Acceptance  by  assignee  of  paid  assignment,  July  12, 1899 6926 

Report  of  Committee  on  Engineering  in  reference  to  readjustment  of  prices  on  contract 

with  McArthur  Bros.  Company  for  substructure  for,  July  13, 18&0  6927 

Order  of  Chief  Engineer  readjusting  prices  ou  coot  ract  for  substructure  for,  July  12, 1899  6929 
Order  directing  President  to  purchase  cement  for  use  of  substructure  for,  July  If),  1899. .  6941 
Message  from  President  transmitting  agreement  with  Thomas  Moulding  Company  for 

purchase  of  cement  for  use  of  substructure  for,  July  26, 1899 6944 

Agreement  above  leferred  to  printed  in  full,  July  26, 1899 6946 

Order  directing  President  and  Clerk  to  arrange  for  extension  of  tim<«  for  completing,  on 
contracts  with  C.  J.  Ry.  Co.,  C.  T.  T.  R.  R.  Co.  and  P.,  C,  C.  &  St.  L.  Ry.,  Decem- 
ber 18, 1899 6185 

Report  of  Chief  Engineer  in  reference  to  payment  for  force  account  work  employed  by 

McArthur  Bros.  Co.  for  District  at,  December  27, 1899 6220 

Elgin.  Jollet  and  Eastern  Railway  Company— Keport  of  Committee  on  Judiciary  re- 
leasing sureties  on  bond  of  J.  6.  Wagner  on  contraot  for  superstructure  lor,  Jan- 
uary 18, 1899 6480 

Jackson  Street,  Joliet,  Illinois- 
Report  of  Committee  on  Engineering  transmitting  ordinance  accepting  ordinance 

passed  by  City  Council  of  Joliet  relatinz  tn  repair  of,  October  18, 18U9 6080 

Ordinance  accepting  ordlnaoce  passed  by  City  Council  of  Joliet  relating  to  repair  of, 

October  IS,  1899 6081 

Ordinance  passed  by  City  Council  of  Joliet  relating  to  repair  of,  October  18, 1899 6181 

Report  of  Committee  on  Engineering  transmitting  ordicance  accepting  amended  ordi- 
nance passed  by  City  Council  of  Joliet  relating  to  repair  of,  December  IH,  1899 6183 

Ordinance  accepting  amended  ordinance  passed  by  City  Council  of  Joliet  relating  to  re- 
pair ot,  December  13, 1899 6184 

Amended  ordinance  passed  by  City  Council  of  Joliet  relating  to  repair  of,  December  18, 

1899 .* 6184 

Jefferson  Street,  Joliet,  Illinois- 
Report  of  Clerk  transmitting  executed  agreement  with  Joliet  Railroad  Company 

for  temporary  crossing  Desplaines  River  at,  iMarcb  1, 1899 6499 

Agreement  above  referred  to,  Maroh  1, 1899 5499 

Bids  on  sub  and  superstructure  for,  opened  and  referred  to  Committee  on  Engi- 
neering, March  17, 1899 5576 

Bids  above  referred  to  tabulated,  March  17, 1899 6578 

Report  on  same,  March  29, 1899 * 6598 

Communication  from  The  Toledo  Bridge  Company  in  reference  to  bid  on, 

referred  to  Committee  on  Engineering,  March  17, 1899 6676 

Report  on  same,  March  29, 1899 6698 

Communioation  from  The  Toledo  Bridge  Company  asking  return  of  check 
In  consideration  of  waiver  of  claims  on  account  of  bid  for,  March  29, 

1899 6608 

Report  of  Committee  on  Finauoe  approving  bond  of  The  J.  (4.  Wagner  Company 

on  contract  for,  April  12. 1890 6611 

Agreement  with  the  J.  G.  Wagner  Company  for  sub  and  superstructure  for,  April 

18,1899 6612  * 

Report  of  Commltttee  on  Engineering  transmitting  ordinance  accepting  ordinance 

passed  by  City  Coancll  of  Joliet  relating  to  the  construction  of,  October  18, 1899..  ..*  6080 
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Jefferson  Street  Joliet,  Illinoia^-  Page 

Ordinance  accepting;  ordinance  pasted  by  Cltj  Council  of  Joliet  relating;  to  the  construe- 

lion  of ,  October  18. 1899 6081 

Ordinance  pasced  by  City  Coancll  of  Joliet  relating  to  the  constraction  of,  October 

18,  1869 .". 6081 

Beport  of  Committee  on  Bngineeriog  transmliting  ordinance  accepting  amended  ordi- 
nance passed  by  City  Council  of  Joliet  relating  to  the  construction  of,  December  18, 

1899 6188 

Ordinance  accepting  amended  ordioaoce  passed  by  City  Council  of  Joliet  relating  to  the 

construction  of,  December  14, 1(^09 8186 

Amended  ordinance  pas^d  by  City  Council  of  Joliet  relating  to  repair  of,  December  18, 

1899 : 6184 

Kedzie  Avenue- 
Report  of  Joint  Committee  on  Judiciary  and  Finance,  reducing  bond  of  Chicago 
Star  Construction  and  DredKing  Company  on  contract  for  substructure  for,    ' 

on  Section  N,  January  18, 1899 6481 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Pblia- 
delpbla,  in  referenoe  to  release  of  bond  of  Chicago  Star  Construction  and 
Dredging  Company  on  contract  for  substructure  for,  on  Section  N.  referred 

to  Joint  Committee  on  Finance  and  Engineering,  March  22,  1899 5586 

Beport  of  Committee  on  Engineering  in  reference  to  flnai  certificate  for  The  King 

Bridge  Company  on  superstructure  for.  May  24, 1899 6818 

Final  certificate  above  referred  to.  May  24, 1899 5818 

Communication  from  The  City  Trnst,  Safe  Deposit  and  Surety  Co  npany  of  Philadelphia 
in  reference  to  release  of  bond  of  The  Kins  Bridge  Company  on  contract  for  super- 
structure for,  referred  to  Committee  on  Finance,  July  1 2, 1899 5928 

Beport  on  same,  August  2, 1899 5970 

Iiemont  Highway— 

Beport  of  Chief  Engineer  In  reference  to  payment  of  Sackley  &  Peterson  ob  con- 
traot  for  bridge  substructure  across  Main  Channel  of,  referred  to  Committee 

on  Engineering,  February  8, 1899 6457 

Beport  on  same,  February  16, 1899 5474 

Beport  of  Chief  Engineer  above  referred  to  printed  in  full,  February  16, 

1899 6475 

Beport  of  Committee  on  Engineering  in  reference  to  final  certificate  for  C.  L. 

Strobel  on  bridge  superstructure  for,  April  5, 1899 5803 

Final  cctrtlficate  above  referred  to  printed  In  full,  April  6, 1899 5603 

Beport  of  Committee  on  Engineering  in  reference  to  final  ceniflcate  for  C.  L.  Strobel 

on  bridge  superstructurs  for,  Joly  19, 1899.  5989 

Pinal  certificate  above  referred  to  printed  in  fnl  I,  Jnly  19, 18i^9 5940 

Communication  from  Tde  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadelphia 
in  reference  to  release  of  bond  of  C.  L.  Strobel  on  contract  for  superstructure  for, 
referrel  to  Committee  on  Finance,  October  8, 1899 6085 

liockport  Highway— 

Chief  Engineer's  final  certificate  for  Griffiths  &  McDermott  on  contract  for 
substructure  of,  crossing  Blver  Diversion  on  Section  16,  referred  to  Committee 

on  Engineering,  May  3. 1899 6668 

Beport  on  same.  May  10, 1899 5695 

Flual  certificate  above  referred  to  printed  In  full,  May  10, 1899 5695 

Beport  of  Committee  on  Engineering  In  reference  to  final  oertlficate  for  Wis- 
consin Bridge  and  Iron  Co.  on  bridge  superstructure  for,  August  2, 1899 5970 

Final  oertlficate  above  referred  to  printed  in  full,  August  2, 1899 6971 

Beponof  Committee  on  Finance  in  reference  to  release  of  bond  of  Griffiths  &  McDer- 
mott on  contract  for  bridge  substructure  of,  croseiog  Biver  Diversion  on  Section 

16,  November  28, 1899 6143 

Lyons  and  Summit  Highway— < 9m  Summit  and  Lyons  Highway  ) 
Pan  Buidl^-^See  Eight-Track ) 

Bomeoviile  Highway—  Page 

Beport  of  Committee  on  Engineering  transmitting  ordinance  for  construction  of, 

May  81,1899 6886 

Ordinance  above  referred  to.  May  81, 1899 5836 

Beport  of  Committee  on  Finance  in  reference  to  release  of  bond  of  Daniel  Sullivan 

on  contract  for  building  culverts  and  grading  for,  August  16, 1899 6987 
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Bridges— 

RomeovUle  Higbway—  Page 

Acting  Chief  Bnglneer's  final  certificate  on  bridge  saperstractare  of,  crossing  Main 

CliannelforC.L.  StrobeK  September  13, 1899 6089 

Report  of  Committee  on  Bngineerug  on  same,  September  tS,  1899 60S9 

Commanication  from  The  City  Trast,  Safe  Deposit  and  Surety  Company  of  Philadelphia 
in  reference  to  release  of  bond  of  C.  L.  Strobel  on  contract  for  enperstractare  for, 

referred  to  Committee  on  Finance,  October  18,1899 60S& 

Chief  Engineer's  final  certificate  on  bridge  sabstractare  of,  crossing  Main  Channel  for 

Heldmaler  &  Nen,  November  1. 1899 610» 

Report  of  Committee  on  EnKlneeriag  on  same,  November  1, 1899 6106 

Sag,  Illinois,  over  Illinois  and  Michigan  Canal-- Message  from  President  in  reference  to 

removal  of,  October  18, 1899 607T 

Southwest  Boulevard- 
Report  of  Committee  on  Judiciary  releasing  sureties  on  bond  of  Benezette  Wil- 
liams on  contract  for  substructure  for,  January  18, 1899 6430. 

Report  of  Commmlttee  on  Finance  In  reference  to  payment  on  contract  for  super- 
structure for,  February  16, 1899 -r 5474 

Southwest  Boulevard  and  Western  Avenue- 
Report  of  Chief  Engineer  recommending  payment  to  The  J.  G.  Wagner  Company 

on  account  of  contract  for  superstructure  for.  May  SI,  1899 6631 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  The  J.  O. 

Wagner  Company  on  superstructure  for,  June  7, 1899 6861^ 

Final  certificate  above  referred  to,  June  7, 1899.  5870 

Summit  and  Lyons  Highway- 
Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  Mc- 

Arthur  Bros.  Company  and  Winston  &  Co.  on  substructure  for,  May  24, 1899. ..    58iS 

Final  certificate  above  referred  to.  May  34, 1899 6814 

Report  of  Committee  on  EogioeeriDG:  in  reference  to  final  certificate  for  C.  L.  Strobel 

on  bridge  supsrstractnre  for,  Jaly  19, 1899 6980 

Final  certificate  above  referred  to  printed  In  fall,  Joly  19, 1899 5941 

Communication  from  Massillon  Bridge  Co.  asking  release  of  bond  on  contract  for 
superstructure  aorosa  Desplaines  River  of,  referred  to  Joint  Committee  on 

Finance  and  Judiciary,  January  11,  1899 6429^ 

Report  of  Committee  on  Finance  on  same,  August  16, 1899 6987 

Commanication  from  The  City  Trust,  Safe  Deposit  and  Sarety  Company  of  Phila- 
delphia in  reference  lo  release  of  bond  of  C.  L.  Strobel  on  contract  'for  super- 
structure for,  referred  to  Committee  on  Finance,  October  18, 1899 6085 

Taylor  Street- 
Message  from  President  transmitting  letters  from  Secretary  of  War  in  reference 

to  permits  for  construction  of  permanent  bridge  at,  etc.,  March  28, 1899 . .    5581 

Letters  above  referred  to  printed  In  full,  March  22, 1899 568S 

Reports  (majority  and  minority)  of  Committee  on  Engineering  in  reference  to 

postponement  of  opening  of  bids  for  sub  and  superstructure,  April  5,  1899 5604 

Bids  on  sub  and  superstructure  for,  opened  and  referred  to  Committee  on 

Engineering.  April  26, 1899 5664 

Bids  above  referred  to  tabulated,  April  26, 1899 A566& 

Report  on  same.  May  3, 1899 6072 

Report  of  Committee  on  Finance  approving  bond  of  Chicago  Bridge  and  Iron 

Company  on  contract  for.  May  10, 1899 6679- 

Agreement  with  Chicago  Bridge  and  Iron  Company  lor  sub  and  superstructure 

for.  May  10,  1899. 5680 

Thirty-first  Street— (iS«6  Eight-Track.) 

Tow-Path  CrosBine  River  Diversion- 
Bids  on  superstructure  for,  opened  and  referred  to  Committee  on  BngineerlDg,  Sep- 
tember 20, 1899 6083 

Bids  above  referred  to  tabulated,  September  20, 1899 6014 

Report  on  same,  September  26, 1899 6064 

Report  of  Committee  on  Finance  approving  bond  of  The  Joliet  Bridge  and  Iron  Com- 
pany on  contract  for  superstructure  for,  October  4, 1899 6059 

Report  of  Clerk  transmitting  executed  agreement  with  The  Joliet  Bridge  and  Iron 

Company  for  soperetructure  for,  October  12, 1899 6066 

Agreement  above  referred  to,  October  12, 1899 6016 
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BridgeA—  Pairs 

Twen^-tixth  Street— (j9e«  AtcMtorit  Topeka  and  Santa  Ft  Railway  Company.) 
Weeiem  Arenue  (Pontoon),  Report  of  Committee  on  Bngineertng  in  referenoa  to 

agreement  with  P.  Petersen  for  removal  of.  May  84, 1889 6818 

Western  Avenue  and  Southwest  Boulevard- 
Report  of  Chief  Bngineer  reoommending  payment  to  The  J.  G.  Wagner  Company 

on  account  of  contract  for  superstruoture  of.  May  81, 1899 5881 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  The 

J.  O.  Wagner  Company  on  superstructure  for.  June  7, 1899 6869 

Final  certificate  above  referred  to,  June  7, 1899 6870 

Western  Indlnna  Railroad  CompaDy— (5««  Belt  RaUway   Company ^  <tf  Chicago  and 

Chicago  and  WuUm  Indiana  Railroad  Company ) 
Willow  Springs  Highway- 
Chief  Bngineer's  final  certificate  for  Sackley  &  Peterson  on  contract  for  sub* 
structure  crossing  Main  Channel,  referred  to  Committee  on  Bnglneering, 

Jttnuary4,  1899 6S91 

Report  on  same,  January  14, 1899 6484 

Final  certificate  above  referred  to  printed  in  full,  January  14. 1899 6484 

Report  of  Committee  on  Bnglneering  in  reference  to  final  certificate  for  C.  L. 

Strobel  on  bridge  superstructure  for,  April  5, 1899 6808 

Final  certificate  above  referred  to  printed  in  full,  April  5, 1899 6604 

Report  of  Committee  on  BngiaeeriDg  in  reference  to  final  certlilcAte  for  C.  L.  Strobel 

on  bridge  «ap«r9trQCtare  for,  Jaly  19, 1899 6989 

Final  certificate  above  referred  to  printed  in  tail ,  Jaly  19,  1899 6640 

Commnnfcation  from  The  City  Trnst,  Safe  Deposit  and  Sarety  Company  of  Phila- 
delphia in  reference  to  release  of  bond  ef  C.  L.  Strobel  on  contract  for  saper- 

strnctore  for,  referred  to  Committee  on  Finance,  October  18, 1899 6066 

Report  of  Committee  on  Finance  releasing  bond  of  Sackley  &  Peterson  on  contract  for 

bridge  sabetrnctore  of,  across  Mam  Channel,  December  20. 1899 6192 

Wire  Mills  Road- 

CBlef  Bnglneer's  final  certificate  for  Hayes  Bros,  on  contract  for  substructure  of, 
crossing  River  Diversion  on  Section  16,  referred  to  Committee  on  Engineering 

May3,1899 6669 

Report  on  same.  May  10. 1899 6696 

Final  certificate  above  referred  to  printed  in  full.  May  10, 1899 6696 

Report  of  Committee  on  Engineering  in  reference  to  remittance  and  waiver  of 

time  penalty  on  contract  for  superstructure  of,  August  16, 1899 6968 

Chief  Bngineer'B  final  certificate  on  bridge  taperetroctcre  of,  croBsiog  River  Diversion, 

for  Wtoconsin  Bridge  and  Iron  Company,  September  18, 1899 6089 

Report  of  Committee  on  Engineering  on  same.  September  13, 1899 6038 

Bridges  and  Bridge  Construction,  Engineer  of— 

Report  of  Committee  on  Engineering  on  employment  of  W.  M.  Hughes  to  take  charge 

of  the  bridge  construction.  May  3, 1899 5678 

Report  of  Committee  on  Rules  in  reference  to  title  of.  May  10, 1899 5696 

Buckingham,  Clarence- 
Bid  of.  on  development  and  lease  of  water-power  opened  and  referred  to  Committee 

on  Engineering,  August  23, 1899 6011 

Commnnication  from,  recalling  bid  for  development  and  lease  of  water-power,  November 

8,1899 6117 

Bush,  John  E— 

Report  of  Joint  Committee  on  Finance  and  Engineering  on  payment  to,  for  certain 

land  in  accordance  with  court  decree,  June  28, 1890 5006 

By-Pasfl  Along  Chicago  River- 
Report  of  Chief  Engineer  transmitting  bill  of  sale  from  American  Bridge  Works  to 
Griffiths  ft  McDermott  for  steel  In,  and  asking  authority  of  a  payment  of  832,000.00 

on  account,  March  23, 1899 6689 

Message  from  President  transmitting  permit  from  Acting  Secretary  of  War  for  con- 
struction of  temporary  ooffer-dam  for,  between  Adams  and  Vaa  Buren  streets. 

May  17. 1899 8708 

Order  directing  payment  of  8emi*annual  rental  due  May  1, 1899,  to  Pennsylvania  Oom- 

paoy  under  agreement  for,  April  19,1889 6647 

Report  of  Committee  on  Engineering  transmitting  agreements  with  The  Metropolitan 
West  Side  Elevated  Railway  Company,  and  with  Pennsylvania  Company  and  said 
Elevated  Railway  Company  for,  June  7, 1899 6869 
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By-Pass  Along  Cblcago  River—  Page 

▲greement  with  ^he  Metropolitan  West  Side  Elevated  Railway  Company  for,  June 

7, 18W 588a 

Airreement  with  Pennsylvania  Company,  and  Tbe  Metropolitan  West  Side  Elevated 

Railway  Company  for,  June  7.1899 5888^ 

Order  directing  payment  of  annual  rental  due  June  1, 1890,  to  Tbe  Chicago  and  Alton 

Railroad  Company  under  avreement  for,  June  28, 1889 9910 

Report  of  Committee  on  Engineering  in  reference  to  re-adjastment  of  prices  on  contract 

with  Griffiths  A  McDermott  for  enperstrnctare  for,  Jaly  12, 189i) S9t7 

Order  of  Chief  Engineer  re-adjasting  prices  on  contract  for  saperstractare  for,  Jaly  18,  l&M    5938 
Order  directing  payment  of  semi-annual  rental  dae  November  1, 1899, to  Pennsylvania  Com- 
pany, nnder  agreement  for,  October  26, 1899 6G90 


ALLS  FOR  SPECIAL  BOARD  MEETINGS— 

By  President,  March  23, 1899 8«8T 

By  President,  May  3, 1899 668T 

ByClerk,  Jun©3. 1899 B864 

By  Clerk.  August  5, 1899 59T6 

By  Acting  Clerk,  August  17, 1899 5991 

By  Clerk,  September  36, 1899 8086 

By  Clerk,  November  28, 1899 818S 

Campbell  Avenue  Bridge— (^«6  Eight-Track  Bridge ) 

Canal  Commissioners.  The— 

Report  of  Committee  on  Judiciary  in  reference  to  olaim  of,  for  S212.25  against  Sani- 
tary District  for  damages  and  tolls,  February  8, 1899 6451^ 

Report  of  Committee  on  Engineering  in  reference  to  payment  of  sundry  claims  (for 

demurrage,  etc.,  to  boats)  under  agreement  with,  August  16, 1899. 5989 

Majority  a^d  minority  r'^poris  of  Committee  on  Engineering  in  refereuce  to  agreement 

with,  for  maintenaaoe  of  "Summit  Level, '^'December  21, 1699 6107 

Agreement  above  referred  to,  December  21, 1899 8199 

Canal  Street- 
Report  of  Committee  on  Engineering  in  reference  to  agreement  with  City  of  Chicago 

for  construction  of  bridge  at,  August  30, 1899 8015 

Report  of  Clerk  transmitting  executed  agreement  with  City  of  Chicago  for  construction  of 

bridge  at,  September  26. 1899 808T 

Agreement  above  referred  to,  September  26, 1899 6087 

Capitalization  Certificates  of  Engineers— 

Atchison,  Topeka  and  Santa  Fe  Railway  Company  et  al,  ("Santa  Fe  System**)— 
'  Determining  amount  to  be  paid  to,  for  repairs  and  maintenance  of  bridge  at  west 

end  of  Section  N.  June  14,  1899 6878 

Report  of  Chief  Engineer  transmitting  same.  June  14, 1899 6878 

Belt  Railway  Company  of  Chicago  and  Chicago  and  Western  Indiana  Railroad  Co.— 
Determining  amount  to  be  paid  to.  for  repairs  and  maintenance  of  bridge.  June  7, 

1899 : 6860 

Report  of  Chief  Engineer  transmitting  same.  June  7, 1899 5860 

Chicago,  Madison  and  Northern  Railroad  Company- 
Determining  amount  to  be  paid  to,  for  repairs  and  maintenance  of  bridges.  May  24, 

1899  6816 

Report  of  Committee  on  Engineering  on  same.  May  24, 1899 5814 

Chicago,  Santa  Fe  <fe  California  Railway  Company- 
Determining  amount  to  be  paid  to,  for  repairs  and  maintainence  of  bridge  cross- 
ing Main  Channel  on  Section  Sat  Lemont,  August 5, 1899 6978 

Report  of  Chief  Engineer  transmitting  same,  August  5, 1809 6978 

Carnegie  Steel  Company.  Limited- 
Chief  Engineer's  final  certificate  on  superstructure  of  A..  T.  &  8.  F.  Ry.  Co.  bridge 
near  east  end  of  Section  G  for,  referred  to  Committee  on  Engineering,  February 

8,1899 6467 

Report  on  same  presented  and  recommitted  to  said  Committee,  February  18, 

1899 6478 

Report  on  same,  April  12, 1899 6825 

Final  certificate  above  referred  to  printed  in  full,  April  12, 1899 5687 
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Gameflrie  Steel  Company,  Limited—  Page 

Report  of  Cblef  ED^fneer  transmittinfir  oommuDlcation  from,  for  release  of  bond 
on  contract  for  superstructure  A.,  T.  A  S.  F.   Ry.  Co.  bridge  on   Section   O, 

referred  to  Committee  on  Bngineerlntr.  January  25, 1809 ^ 5440 

Report  on  same,  April  12, 1899 6<Q^ 

Report  of  Cblef  Bnsrineer  transmlttiner  communication  from,  for  release  of  bond 
on  contract  for  superstructure  for  A.,  T,  <fe  8.  F.  Ry.  Co.  bridge  near  east  end 

Section  O,  referred  to  Committee  on  BDginecring,  March  17, 1899 60T4 

Report  on  same,  April  12, 1899 56an 

Report  of  Committee  on  Finance  approving  reduced  bond  of,  on  contract  for  super- 
structure of  A.,  T.  &  8.  F.  Ry.  Co.  bridge  near  east  end  of  Section  O,  May  17,  1899. .    6778 
Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for,  on  oontraot 
for  superstructure  of  A.,  T.  A  S.  F.  Ry.  Co.  bridge  at  west  end  of  Section  N,  June 

14,1899 5876 

Final  certificate  above  referred  to,  June  14, 1899 6876 

Report  of  Cblef  Engineer  fixing  amount  of  forfeiture  on  contract  with,  for  super- 
structure of  A.,  T.  &  S.  F.  Ry.  Co.  bridge  across  Main  Channel  on  Section  8,  re- 
ferred to  Committee  on  Ensrlneering,  June  21, 1899 5882 

Report  on  same.  June  28, 1899 6908 

Report  of  Committee  on  Engineering  in  reference  to  final  ceritficate  for,  on  contract 
for  superstructure  of  A..  T.  &  S.  F.  Ry.  Co.  bridge  across  Main  Channel  on  Section 

8,  June  28. 1899 6908 

Final  certificate  above  referred  to,  June  28, 1899 6009 

Commonications  from  The  City  Treat,  Safe  Deposit  and  Sarf^ty  Company  of  Philadelphia 
m  reference  to  release  of  bonde  of,  on  contracts  for  superstructures  nf  A.,  T.  &  S.  F. 
Ry.  Co.*B  bridges  at  West  ead  of  Section  N  and  on  SecUou  8,  referred  to  Committee  on 

Finance,  July  12, 1899 698S 

Report  on  same,  July  26,  !8U9 ' 6048 

Reportof  Committee  on  Finance  approving  reduced  bond  of,  on  contracts  for  saperstrac- 
tares  of  A.,  T.  A  S.  F.  Ry.  Co.  bridges  crossing  Main  Channel  at  west  end  of  Section  N, 

acd  Section  8,  September  6, 1899 6090 

Carroll,  Timothy- 

Communication  from,  in  reference  to  purchase  the  police  station  building  near  Sag 

Bridge,  referred  to  Committee  on  Finance,  February  8, 1899 5429 

Report  on  same,  March  22,1809 6584 

Carter,  ZIna  R.— 

Appointed  member  of  Special  Pommittee  for  removal  of  dams  at  Henry  and   Copperas 

Creek,  October  25, 1899 6087 

Cass  Street,  Joliet,  Illinois- 
Bids  on  bridge  sub  and  superstructure  for,  opened  and  referred  to  Committee  on 

Engineering,  March  17, 1899 667« 

Bids  above  referred  to  tabulated  March  17, 1899 6678 

Report  on  same,  March  29, 1899 6606 

Communication  from  The  Toledo  Bridge  Company  in  reference  to  bid  on,  re- 
ferred td  Committee  on  Engineering,  March  17,  1899 6670 

Report  on  same,  March  29. 1899 5696 

Communication  from  The  Toledo  Bridge  Company  asking  return  of  check 
In  consideration  of  waiver  of  claims  on  account  of  bridge  bid  for,  March 

29,1899 5508 

Report  of  Committee  on  Finance  approving  bond  of  The  J.  O.  Wagner  Company  on 

bridge  contract  for.  April  12, 1899 6611 

Agreement  with  The  J.  G.  Wagner  Company  for  bridge  sub  and  superstructure  for, 

April  12.  1899 6628 

Bepori  of  Committed  on  Eneineerinf;  transmitting  ordinance  accepting  ordinance  passed 

by  City  Council  of  Joliet  relat  Ing  to  the  bridge  construction  at,  October  18, 189i4 6C80 

Ordinance  acceptlna  ordinance  passed  by  City  Council  of  Joliet  relating  to  the  bridge  con- 
struction at,  October  18, 1899 aosi 

Ordinance  passed  by  City  Council  of  Joliet  reJatinc:  to  the  bridge  construction  at,  October 

18.  1899 6081 

Report  of  Committee  on  Bnelneering  transmitting  ordinance  aoceptlnir  amended  ordinance 
passed  by  City  Council  of  Joliet  relating  to  the  bridge  construct  ion  at,  December  18, 

1899 6188 

Ordinance  accepting  auiended  ordinance  passed  by  City  Council  of  Joliet  relating  to  the 

bridge  construction  at,  December  18, 1899 6184 


xxlv  INDEX. 

CasB  Street,  JoUet,  IllinolB—  Pa«re 

Amended  ordlnaiice  passed  by  City  Coancil  of  Joliet  relstlns;  to  the  bridge  coastrnctlon  at, 

December  18, 1809 6184 

Caton,  Arthur  J.— 

Report  of  Joint  Committee  on  finance  and  Engineering  on  payment  to*  for  certain 

land,  in  accordance  wiih  court  decree,  June  28, 1809 8006 

Cement- 
Order  directing  President  to  purchase,  for  nse  of  substroctare  for  eigbMrack  bridge, 

July  19, 1889 J 8941 

Message  from  President  transmitting  i^reement  with  Thomas  Moalding  Company  for 

pnrcbase  of,  for  use  of  sabstrnctnre  of  eight- track  bridge,  Jaly  26, 1899 , .    8944 

Agreement  above  referred  to  printed  in  fall,  Jaly  26, 1899 8948 

Cement  Testing  Department— 

Report  of  Committee  on  Engineering  In  reference  to  lease  of  quarters  in  Chicago 

from  Security  Deposit  Co.  for,  Augusts,  1899 697s 

Chicago,  City  of— 

Report  of  Committee  on  Bnglneering  In  reference  to  agreement  with,  for  mainte- 
nance of  pumping  station  south  of  Seventy-fifth  Street,  June  28, 1899 690T 

Report  of  Committee  on  Engineering  in  reference  to  agreement  with,  for  construc- 
tion of  bridge  at  Canal  Street,  August  30, 1899 , 6016 

Report  of  Clerk  transmltticsr  executed  agreement  with,  for  constraction  of  bridges  at  Canal 

street,  September  96, 1899. 6087 

Agreement  above  referred  to,  September  26, 1899 6067 

Chicago  and  Alton  Railroad  Company,  T he- 
Order  directing  payment  to,  annual  rental  due  June  1, 1899,  under  agreement  for  By- 
pass along  Chicago  River,  June  28, 1899 6910 

Chicago  Bridge  and  Iron  Company- 
Report  of  Committee  on  Finance  transmitting  executed  agreement  with,  for  Van 

Buren  street  approach  span,  and  approving  bond  on  same,  January  11, 1899 6408 

Agreement  atx)ve  referred  to,  January  11, 1809 6409 

Bids  of,  on  sub  and  superstructure  of  Jefferson  and  Cass  Street  bridges  opened  and 

referred  to  Committee  on  Engineering,  March  17, 1899 6676 

Bids  above  referred  to  tabulated,  March  17, 1899 6678 

Report  on  same,  March  29, 1890 6698 

Bids  of,  on  sub  and  superstructure  of  Chicago  Terminal  Transfer  Railway  Company 
and  Taylor  Street  bridges  opened  and  referred  to  Committee  on  BnglneerlDgt 

April  26,  W99 6064 

Bids  above  referred  to  tabulated,  April  26, 1899 A6666 

Report  on  same.  May  3. 1800 6678 

Report  of  Committee  on  Finance  approving  bond  of,  on  contract  for  Taylor  Street 

bridge.  May  10. 1899 6670 

Agreement  for  sub  and  superstructure  for  Taylor  Street  bridge.  May  10, 1899 6680 

Bid  of,  on  sub  and  superstructure  of  Belt  Railway  Company  of  Chicago  and  Chicago 
and  Western  Indiana  Railroad  Company  bridge  opened  and  referred  to  Commit- 
tee on  Engineering,  May  10, 1899 6606 

Bid  above  referred  to  tabulated.  M  ay  10, 1890 6608 

Report  on  same,  May  24, 1899 6817 

Bid  of,  on  superstructure  of  Q.,  K.  I.  &  V.  Ry.  Co.  bridge  opened,  May  31, 18U9 6840 

Bid  above  referred  to  tabulated,  May  31. 1899 8841 

Contract  for  superstructure  of  C,  R.  I.  <fe  P.  Ry.  Co.  bridge  awarded  to.  May  31, 1899. . .  6840 
Report  of  Committee  on  Finance  transmitting  executed  agreement  with,  for  super- 
structure for  C,  R.  I.  &  P.  Ry.  Co.  bridge,  and  approving  bond  on  same,  June  7, 1899  6861 

Agreement  for  superstructure  of  C,  R.  I.  &  P.  Ry.  Co.  bridge,  June  7, 1899 6801 

Bid  of  on  Tow-path  Bridge  crossing  River  Diversion,  opened  and  referred  to  the  Committee 

on  Engineering,  September  20, 18U9 6083 

Bid  above  referred  to  tabalated,  September  80, 1899 6084 

Reportonsame  September  26, 1899 60B4 

Chicago  and  Desplalnes  Valley  Electric  Railway  Company- 
Report  of  Joint  Committee  on  Enirineerlng  and  Judiciary  in  reference  to  signing 

frontage  petition  to  operate  railway  on  Summit  and  Lyons  Uoad,  March  8, 1800. . .    6667 
Report  of  Committee  on  Engineering  in  reference  to  agreements  for  right  of  way 
privileges,  maintenance  of  bridge  over  Main  Channel  and  for  maintenance  of 
flagman.  March  8,1800  6668 
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Chioaffo  JuDotion  Railway  Ck>mpan7—  Pa^e 
Ueport  of  Committee  on  BngineerlDg  In  reference  to  extension  of  time  on  supple- 
mental aurreement  with,  January  11, 1899 6408 

Report  of  Clerk  transmlttlnj^  Rupplemental  agreement  with  in  reference  to  extension 

of  time  on  supplemental  agreement,  February  1, 1809 6448 

Supplemental  agreement  in  referenoe  to  extension  of  time  on  supplemental  airree- 

ment  for  movable  bridge.  February  1, 1899 6448 

Report  of  Committee  on  Engineering  in  reference  to  agreement  with,  for  transfer  of 

C.T.  T.R,  R.  Co.  tracks,  August  2,1899 6978 

Report  of  Clerk  transmitting  execnted  agreement  with,  In  reference  to  tranBfer  of  C.  T.  T. 

R.  R.  Co.  tracks,  September  6, 1899 0019 

Agreement  above  referred  to,  September  6, 1899 6019 

Order  directing  Prealdent  and  Clerk  to  arrange  for  exteneion  of  time  for  completing  Bfght* 

track  bridge  on  contract  with,  December  18, 1899 6186 

Chicago,  Madison  A  Northern  Railroad  Company— 

Chief  Bnglneer's  final  certificate  on  bridge  substructure  near  east  end  of  Section  N, 
across  Kedzle  avenue,  of,  for  Mc Arthur  Bros.  Co.  and  Winston  &  Co.,  referred 

to  Committee  on  Engineering,  February  8, 1809 6467 

Report  on  same,  February  16, 1809 6476 

Final  certificate  above  referred  to  printed  In  full,  February  16, 1899 6477 

Bep<N't  of  Commltteaon  Judiciary  reducing  bond  of  MoArthur  Bros.  Company  and 

Winston  A  Co.  on  contract  for  bridge  substructu  re,  January  IS,  1899 6481 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Pblladel* 
phla  in  reference  to  release  of  bond  of  The  Toledo  Bridge  Company  on  contract 
for  bridge  superstructure  for,  near  east  end  Section  N,  referred  to  Joint  Commit- 
tee on  Finance  and  Engineering,  March  22, 1899. 5686 

Report  on  same,  March  29, 1899 6696 

Report  of  Committee  on  Finance  in  reference  to  payment  to,  for  easement  over  cer- 
tain land,  March  23, 1899 5690 

Report  of  Committee  on  Finance  approvinir  reduced  bond  of  McArtbur  Bros.  Co.  and 
Winston  &  Co.  on  contract  for  substructure  of,  near  east  end  of  Section  N,  April 

19,  1899 6646 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  The  Toledo 

Bridge  Company  on  bridge  superstructure  for.  May  24, 1899 6818 

Final  certificate  above  referred  to.  May  24, 1899 6818 

Reportof  Committee  on  Engineering  in  reference  to  payment  of  indemnity  to,  for 

repairs  and  maintenance  of  bridges  of ,  May  24, 1899 5814 

Certificate  of  Engineers  determining  amount  of  capitalization  to  be  paid  to, 

for  repairs  and  maintenance  of  bridges.  May  24, 1899 6816 

Chicago  A  Northern  Pacific  Rillway— (^««  Chicago  Terminal  J  ranefer  Railroad  Company.) 
Chicago  River- 
Report  of  Joint  Committee  on  Finance  and  Englneerinar  In  reference  to  sale  of  cer- 
tain lands  on  South  Branch  of,  to  United  States,  May  3, 1899 5671 

Permit  from  R.  A.  Alger,  Secretary  of  War.  for  connection  of  Main  Channel  with. 

MaylO,1809 5676 

Commonicatlon  from  Major  William  L.  Marshall  in  reference  to  payment   by  United 

States  for  "Snry  tract''  oo,  November  8, 1809 6117 

Report  of  Clerk  in  reference  to  payment  by  United  otates  for  **Spry  tract''  on,  November 

15,1899   i 6128 

Report  from  Chief  Engineer  transmitting  commnnicatlon  from  Contalting  Engineer  in 

reference  to  the  capacity  of  the,  November  22, 1899 6126 

Report  of  Clerk  In  reference  to  payment  by  United  States  for  certain  lands  on,  December 

»,1899 8189 

Chicago,  Rock  Island  A  Pacific  Railway  Company- 
Order  directing  President  and  Clerk  to  deposit  certain  money  and  execute  supple- 
mental agreement  with,  for  bridge  construction  at  Joliet,  111..  March  22, 1899 5586 

Report  of  Joint  Committee  on  Finance  and  Engineering  in  reference  to  purchase 

from,  certain  lands  In  Joliet,  111.,  March  23. 1899 6691 

Bids  on  bridge  superstructure  for,  opened,  May  31. 1899 6840 

Bfdsabovereferred  to  tabulated.  May  31, 1899 6841 

Contract  for  superstructure  for.  awarded  to  Chicago  Bridge  and  Iron  Company,  May 

81.1809 6840 

-Report  of  Committee  on  Fltaanoe  approving  bond  of  Chicago  Bridge  and  Iron  Com> 

pany  on  bridge  superstructure  for,  June  7, 1899 6861 
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Chicago,  Rock  Island  &  Faclflc  Railway  Company—  agr^ 

Agreement  witb  Chicago  Bridge  and  Iron  Company  for  bridge  superstruoture  for, 

June  7, 1899 6861 

Chicago,  Santa  Fe  and  California  Railway  Company- 
Report  of  Clerk  transmitting  agreement  witb,  for  exchange  of  lands,  January  26, 1899   M87 

Agreement  for  exchange  of  lands,  January  25, 1899 T 6437 

Order  directing  Attorney  to  Institute  condemnation  proceedings  for  right  of  way 
across.  In  Section  20-37-11,  and  at  Stephens  Street  crossing  in  Lemont,  111.,  and 

elevate  said  Company's  tracks,  etc.,  March  8, 1899 5609 

Report  of  Committee  on  Engineering  in  reference  to  exchauKe  of  oertain  lands  with, 

March  29, 1699 6596 

Report  of  Chief  Engineer  transmitting  joint  certificate  covering  capitalization  of 
bridge  crossing  Main  Channel  on  Section  8  at  Lemont  for,  for  repairs  and  main- 

•  tenance,  August  6, 1899 6976 

Certificate  above  referred  to,  August  8, 1899 697^ 

Chicago,  Santa  Fe  and  California  Railway  Company  et  al.  C^Santa  Fe  System"}— 

Report  of  Clerk  transmitting  supplemental  agreement  with,  in  reference  to  movable 

bridges,  January  28, 1899 5485 

Supplemental  agreement  In  reference  to  movable  bridges,  January  25, 1699 6485 

Chicago  Star  Construction  and  Dredging  Company—- 

Report  of  Joint  Committee  on  Judiciary  and  Finance  reducing  bond  of,  on  oontraot 

for  substructure  of  Kedxie  Avenue  bridge,  January  18,  1899 6481 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Phila- 
delphia in  reference  to  release  of  bond  of,  on  contract  for  substructure  of  Kedale 
Avenue  bridge  on  Section  N,  referred  to  Joint  Committee  on  Finance  and  Engl- 
neerlng,  March  22,1899 6585 

Chicago  Terminal  Transfer  Railroad  Company- 
Message  from  President  transmitting  letters  from  Secretary  of  War  in  reference  to 
permits  for  construction  of  temporary  and  permanent  bridges  for,  etc.,  March  22, 

1899 6681 

Letters  above  referred  to  printed  In  full.  March  22, 1899 6682 

Reports  (majority  and  minority)  of  Committee  on  Engineering  in  reference  to  post- 
ponement of  opening  of  bids  for  bridge  sub  and  superstruoture,  near  Taylor 
street,  April  6, 1899 flU4 

Bids  on  bridge  sub  and  superstructure  for,  near  Taylor  street,  opened  and  referred 

to  Committee  on  Engineering,  April  26, 1899 5664 

Bids  above  referred  to  tabulated.  April  26, 1899 A6665 

Report  on  same,  May  3,1899 S&Ti 

Report  of  Committee  on  Finance  approving  bond  of  Pennsylvania  Steel  Company  on 

bridge  contract  for,  near  Taylor  street.  May  17, 1899 677©- 

Agreement  with  Pennsylvania  Steel  Company  lor  bridge  sub  and  superstructure  for. 

May  17,  1899 577^ 

Report  of  Committee  on  Engineering  in  reference  to  agreement  with  Chicago  Junc- 
tion Railway  Company  for  transfer  of  tracks  of.  August  2, 1899 6972 

Report  of  Clerk  transmittiog  executed  agreement  with  Chicago  Junction  Railway  Com- 
pany, Iq  reference  to  transfer  of  tracks  of,  September  6, 1899 0019- 

Agreement  above  referred  to,  September  6, 1899 ^ 0019- 

Report  of  Committee  on  Engineering  in  reference  to  employment  of  R.  W.  Hunt  &  Co.  on 

mill  and  shop  Inspection  of,  bridge  near  Taylor  Sti fist,  October  12, 1899 0074 

Report  of  Committee  on  Engineering  in  reference  t9  final  certificate  lor  WiBconeln  Bridge 
and  Iron  Company  on  bridge  saperdtracture  for,  crossing  Desplalnes  River  near  west 

end  of  Section  B,  November  22, 1899 6180 

Final  certificate  above  referred  to,  November  22, 1899 6180 

Final  certificate  for  Heldmaier  &  Nea  on  bridge  substructure  for,  over  Desplalnes  River  on       ^ 
Section  B,  December  18, 1890 6182 

Report  of  Chief  Engineer  in  reference  to  additiontl  paymect  to  Heldmaier  &  Nen  on  con- 
tract for  bridge  substructure  for,  over  Dssplam^s  River  on  Section  £,  December  20. 
1899 • 6191 

Order  directing  Presldfnt  and  ClerK  to  arrange  for  extension  of  time  for  completing  eight- 
track  bridge  on  contract  with,  Decembar  18, 1899 618& 

Chicago  and  Western  Indiana  Railroad  Company  and  Belt  Railway  Company  of  Chicago— 
(See  Belt  Railway  Company  of  Chicago  and  Chicago  and^  Wettern  Indiana  Railroad 
Company.) 
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CSilef  BDgrineer  Authorized  or  Ordered  and  Directed—  Page 

To  compile,  summarlzo  and  tabulate  bids  on  sub  and  supetstruoture  for  Jefferson 

and  Cass  street  bridjres.  Marcb  17, 1899 6676 

To  suspend  Saturday  half  holiday  In  certain  cases.  April  19. 1800. 6648 

To  compile,  summarize  and  tabulate  bids  on  sub  and  superstructures  of  Chioaxo 

Terminal  Transfer  Railway  €!ompany  and  Taylor  Street  bridges,  April  26, 1899 B06i 

To  compile,  summarize  and  tabulate  bids  on  sub  and  superstructure  of  Belt  Railway 

Company  of  Chicago  and  Chicago  and  Western  Indiana  Railroad  Company  bridge. 

May  10, 1809 669& 

To  compile,  eammarize  and  t&balate  bids  oa  superstractare  of  Towpath  bridge  croselni? 

Biver  Divereioo ,  Heptember  20, 1899 9088 

To  have  asphalt  filling  done  between  coanierweigbtB  of  A.,  T.  <fe  8.  F.  R  R.  Co.  bridge  at 

LemoBt,  October  4,  1 899 < 60S» 

To  employ  R.  W.  Hnnt  A  Co.  on  mill  and  shop  inspection  of  C.  T.  T.  R.  R.  Co.  bridge  near 

Taylor  Street,  October  12,  lb99 6074 

Chief  Engineer,  Orders  Issned  By— 

Readjosting  prices  on  contract  with  Griffiths  A  McDermott  for  saperstractnre  of  By-pass 

along  Chicago  River,  July  12, 1899 6918 

Readja»ting  prices  en  contract  wiih  HcArthur  Bros.  Company  for  sabstrnctare  of  Ei^ht- 

Track  Bridge,  Jnly  18, 1899 6989 

Chief  Boglneer,  Isham  Randolph,  Reports- 
Final  oertifloate,  Carnegie  Steel  Co..  Ltd.,  on  superstructure  A.,  T.  &  S.  F.  Ry.  Co. 
bridge  near  east  end  of  Section  Q,  referred  to  Committee  on  Engineering,  Febru- 
ary 8, 1899 : 6457 

Report  on  same  presented  and  recommitted  to  said  Committee,  February  16, 

1899 647« 

Report  on  same,  April  12, 1899 6626 

Final  certificate  above  referred  to  printed  in  full,  April  12, 1899 66S7 

Final  oertifloate.  Carnegie  Steel  Co.,  Ltd.,  on  superstructure  A.,  T.  A  S.  F.  Ry.  Co. 

bridge  at  west  end  of  Section  N,  June  14, 1899 5876 

Report  of  Committee  on  Engineering  on  same,  June  14, 1899 6876 

Final  oertlflcate,  Carnegie  Steel  Co.,  Ltd..  on  superstructure  A.,  T.  A  S.  F.  Ry.  Co. 

bridge  across  main  channel  on  Section  8.  June  28. 1899 6909 

Report  of  Committee  on  Engineering  on  same,  June  28, 1899 6908 

Final  certificate,  Christie  <fe  Lowe,  on  eapersiructare  of  Regal atlng  Worki  at  Lockport, 

Jnly  12,1899 6928 

Report  of  Committee  on  Ensrineeriug  on  same,  July  12, 1899 6922 

Final  certificate,  Christie  &  Lowe,  on  contract  for  Section  E  and  on  verbal  contract  for  un* 

finished  excavation  on  Section  L,  December  27, 1899 6220 

Final  certificate,  Gahan  A  Byrne,  on  contract  for  Section  F,  February  16, 1899 6476 

Final  certificate,  Oahan  A  Byrne,  on  contract  for  Section  G,  December  13, 1899 6182 

FfamJ  certificate,  Gahan  A  Byrne,  on  contract  for  Section  II,  December  18, 1899 6388 

Final  certificate,  Griffiths  A  McDermott.  on  substructure  for  Lockport  Highway 
bridge  crossing  River  Diversion  on  Section  16,  referred  to  Committee  on  Engi- 
neering. May  8, 1899 6669 

Report  on  same.  May  10, 1899 6696 

Final  oertifloate  above  referred  to  printed  in  full.  May  10, 1899 6696 

Final  certificate,  Griffiths  A  McDermott  Construction  Company,  on  foundations  for 

Bear  Trap  Dam  and  collateral  works  on  Section  16,  August  16, 1899 6990 

Report  of  Committee  on  Engineering  on  same,  August  16, 1899 6981^ 

Final  certificate,  Halvorson,  Richards  A  Co.,  on  contract  for  Section  E,  December  27, 1899..    6922 

Report  of  Committee  on  Eag;ineerlngon  same,  December  27, 1899 6220 

Final  certificate  (snppl(*ment  to  the),  Halvorson,  Richards  A  Co.,  on  contract  for  Section  B, 

December  27, 1899 6228 

Report  of  Committee  on  EnKineerine  on  same,  December  27, 1B99 6220 

Final  certificate,  Hayes  Dros.,  on  substructure  for  Wire  Mills  Hoad  bridge  crossing 

•River  Diversion  on  Section  16,  referred  to  Committee  on  Engineering,  May  3, 1899.    6669 

Report  on  same.  May  10, 1899 6696 

Final  certificate  above  referred  to  printed  in  full,  May  10, 1899 6695 

Final  certificate,  Heldmaier  A  Ken,  on  sabstrnctare  of  Romeoville  Highway  bridge  cross- 
ing Main  Channel,  November  1, 1899 610fr 

Report  of  Committee  on  Eaglneeriog  on  same,  November  1, 1899  610& 

Final  certificate,  Heldmaier  A  Nea,  on  substroctnre  of  C.  T.  T.  R.  R  Co.  bridge  over  Des- 

plataes  River  on  Section  E,  November  18, 1899 618ifc 
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Chief  BngriDeer,  Isham  Handolph,  Beports—  Pace 

Final  certificate,  Kioir  Bridge  Company  (The),  on  superstructure  of  Kedxle  Avenue 

bridge.  May  24. 1899 6818 

Report  of  Committee  on  Engineering  on  same.  May  24, 1899  5818 

Final  certificate,  MoArthur  Bros.  Co.  and  Winston  &  Co.,  on  substructure  A.,  T.  A  8. 
F.  Ry.  Co.  bridge  at  west  end  of  Section  N,  referred  to  Committee  on  Engineer- 
ing. January  4, 1889 6890 

Report  on  same,  January  11, 1899 6406 

Final  certificate  above  referred  to  printed  in  full,  Januarr'U,  1899 6407 

Final  certificate,  Mc Arthur  Bros.  Co.  and  Winston  <fe  Co.,  on  substructure  C,  M.  A  N. 
R.  R.  bridge  near  east  end  of  Section  N,  across  Kedzie  Avenue,  referred  to  Com* 

mltteeon  Engineering,  February  8, 1&99 646T 

Report  on  same,  February  16, 1899 5476 

Final  certificate  above  referred  to  printed  In  full.  February  16, 1899 5477 

Final  certificate,  McArthur  Bro&  Co.  and  Winston  &  Co.,  on  Summit  and  Lyons  High- 
way bridge.  May  24, 1899 6814 

Report  of  Committee  on  Engineering  on  same.  May  24, 1899 5818 

Final  certificate,  McMahon  A;  Montgomery  Co.  et.  al.,  on  Section  O.  referred  to  Com- 
mittee on  Engineering,  February  23, 1899 6481 

Report  on  same  March  1, 1899 6608 

Final  certificate  above  referred  to  printed  In  full,  March  1, 1809.^ 5B08 

Final  cf«rtlficate,  Penn  Bridge  Company  on  superstructure  A.,  T.  &'S.  F.  Ry.  Co.  bridge 
across  Desplaloes  River  on  Section  8,  referred  to  Committee  on  Engineering, 

January  4,1899 6391 

Report  on  same,  January  11, 1899 6406 

Final  certificate  above  referred  to  printed  in  full,  January  11, 1809 6407 

Final  certificate,  Sackley  &  Peterson,  on  substructure  Willow  Springs  Highway  bridge 

crossing  Main  Channel,  referred  to  Committee  on  Engineering,  January  4, 1899 6891 

Report  on  same,  January  14, 1899 6424 

Final  certificate  above  referred  to  printed  in  full,  January  14, 1889 6424 

Final  certificate,  C.  L.  Strobel,  on  superstructure  of  Lemont  Highway  bridge.  April 

6,1899 6608 

Report  of  Committee  on  Engineering  on  same,  April  5, 1899 6608 

Final  certificate,  C.  L.  Strobel,  on  superstructure  of  Willow  Springs  Highway  bridge, 

April5,1899 6604 

Report  of  Committee  on  Engineering  on  same,  April  5, 1899 6606 

Final  certiflcatee,  C.  L.  Strobel,  on  enperBtroctares  for  Willow  Springs  and  Lemoot  High- 
way bridges  croeelDg  Main  Channel,  July  19, 1899 6940 

Report  of  Committee  on  Engineering  on  eame,  July  19, 1809 6989 

Final  certificate,  C.  L.  Si  rebel,  on  BaperstructDre  for  Sammltand  Lyons  Highway  bridge 

croBBing  Main  Channel,  July  19, 1899 6941 

Report  of  Committee  on  Engineering  on  same,  Jaly  19, 1899 6989 

Final  certificate,  Toledo  Bridge  Company  (The),  on  superstructure  of  C,  M.  A  N.  R. 

R.  Co.  bridge.  May  24.  1899 5818 

Report  of  Committee  on  Engl  neerlng  on  same.  May  24, 1899 6813 

Final  certificate,  Wagner  Company,  The  J.  6.,  on  superstructure  of  Southwest  Doule* 

vard  and  Western  Avenue  bridge,  June  7, 1899 6870 

Report  of  Committee  on  Engineering  on  same,  June  7, 1899 5869 

Final  certificate,  Wisconsin  Bridge  and  Iron  Co..  and  remission  of  penalty,  on  super- 
structure of  Lockport  Highway  bridge,  August  2, 1809 6971 

Report  of  Committee  on  Engineering  on  same.  August  2, 1899 5970 

Final  certificate,  WisconBln  Bridge  and  Iron  Company,  on  saperstrnctare  for  Wire  Mills 

Road  bridge  croBBlng  River  Diversion,  September  18, 1899 60S9 

Report  of  Committee  on  BngineerlDg  on  pame,  September  18, 1899  6088 

Final  certificate,  Wisconsin  Bridge  and  Iron  Company,  on  saperatrnctare  for  C.  T.  T.  R.  R. 

Co.  Bridge  crossing  Desplaines  River  near  west  end  of  Section  £,  November  22, 1899. . . .    6180 

Report  of  Committee  on  Engineering  on  ^ame,  November  2^1899 6180 

Transmitting  award  settling  claims  of  Heldmaier  A;  Neu  on  Section  17,  January  26, 

1899 6440 

Transmitting  communication  from  Carnegie  Steel  Company,  Ltd.,  for  release  of  bond 
on  contract  for  superstructure  A..  T.  ft  8.  F.  Ry.  Co.  bridge  on  Section  G,  referred 

to  Committee  on  Engineering,  January  26, 1899 5440 

Report  on  same  April  12, 1809 5628 
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Chief  Bogineer,  Jsham  Randolpb«  Reports  -  Page 

Transmitting  oommunication  from  Carnegie  Steel  Company,  Ltd.,  for  release  of  bond 
on  oontract  for  superstructure  for  A.,  T.  &  8.  F.  Ry.  Co.  bridge  near  east  end 

Section  G,  referred  to  Committee  on  Engineering,  March  17, 1890 567A 

Report  on  same,  April  12, 1890 8628 

In  reference  to  partial  payment  for  Wisconsin  Bridge  and  Iron  Company,  on  super- 
structure  of  C.  T.  T.  By.  bridge  across  Desplaines  River  near  west  end  of  Section 
B,  February  1. 1899 6448 

In  reference  to  payment  of  Sackley  &  Peterson  on  contract  for  substructure  Lemont 
Highway  bridge  across  Main  Channel,  referred  to  Committee  on  Engineering, 

February  8, 1899 5457 

Report  on  same,  February  16,1899 6474 

Report  of  Chief  Engineer  above  referred  to  printed  in  full,  February  16, 1899. .    6476 

Transmitting  oommunication  from  The  City  Trust,  Sate  Deposit  and  Surety  Company 
of  Philadelphia  for  release  of  bond  of  Oaban  A  Byrne  on  contract  for  Section  F. 

referred  to  Committee  on  Engineering.  March  17, 1899 9574 

Report  on  same,~April  12, 1899 668T 

Transmitting  bill  of  sale  from  American  Bridge  Works  to  Grlf&lhs  A  McDermott  for 
steel  in  By-paas  along  Chicago  River  and  asking  authority  of  a  payment  of  $8IS,000 
on  account,  March  23, 1899 5689 

Recommending  payment  to  The  J.  G.  Wagner  Company  on  account  of  contract  tor 

superstructure  of  Western  Avenue  and  Southwest  Boulevard  bridge.  May  Bl,  1899    5811 

Tmnaroitting  Joint  certificate  covering  capitalization  of  bridge  for  Belt  Ry.  Co.  of 
Chicago  and  Chicago  and  Western  Indiana  R.  R.  Co.  for  repairs  and  maintenance, 

June7.1899... 9860 

Certificate  above  referred  to«  June  7, 1899 58Sa 

Traoemltting  joint  certificate  covering  capitalization  of  bridge  at  west  end  of  Sec- 
tion N,  for  A.,  T.  &  S.  F.  Ry.  Co.  et  al.  (**Santa  Fe  System"),  for  repairs  and  main- 
tenance, July  14, 1899 6876 

Certificate  above  referred  to,  June  14, 1899 5876^ 

In  reference  to  fixing  amount  of  forfeiture  on  contract  with  Carnegie  Steel  Com- 
pany, Ltd.,  for  superstructure  of  A., T.  &  8.  F.  Ry.  Co.  bridge  across  Main  Chan- 
nel on  Section  8.  referred  to  Committee  on  Engineering.  June  21, 1899 6882 

In  reference  to  payment  by  A.,  T.  A  8.  F.  Ry.  Co.  for  one-half  coat  Baperstrncture  of  A.,  T. 

A  8.  P.  Ry.  Co.  bridge  acroes  Desplaioee  River  on  Section  8,  Jaly  5, 1699 591B 

In  reference  to  claims  of  McMahon  A  Montgomery  Company,  et  al.,  for  extra  compensation 

on  Section  O,  July  19, 1899 6985^ 

Transmitting  joint  certificate  covering  capitalizaiion  of  bridge  crossing  Main  Channel 
at  Lemont  on  Section  8,  for  C.«  S.  F.  A  C.  Ry.  Co.,  for  repairs  and  maintenance, 
August  6, 1899 8976 

Tiansmltting  commnnication  from  Conaaltiog  Bogineer  Tbomas  T.  Johnston  in  reference 

to  capacity  of  tne  Chicago  River,  November  22, 1899 6126 

la  reference  to  claims  of  Gahan  A  Byrne  for  extra  compensation  on  contracts  for  Sections 

F.  U  and  H,  December  18, 1899 6164 

In  reference  to  additional  payment  to  Heldmaier  A  Heu  on  contract  for  snbstrnctnre  of  C. 

T.  T.  R.  R.  Co.  bridge  over  Desplaines  River  on  Section  E,  December  20, 1899 6191 

la  reference  to  payment  for  force  account  work  employed  by  McArthur  Bros.  Co.  for  Dle- 
'trlctat  Biisht-track  bridge,  December  27, 1899 6220 

Chief  Engineer  (Acting),  Thomas  T.Johnston,  Reports- 
Final  certificate*  C.  L.  Btrobel,  on  snperstrnctnre  for  RomeoviUe  Highway  bridge  crossing 

Main  Channel,  September  18, 1899 6029 

Report  of  Committee  on  Engineering  on  same,  Sep  ember  18, 1899 6096 

Christie  A  Lowe— 

Communication  from,  requesting  release  of  bonds  on  contracts  for  Sections  I  and  K, 

referred  to  Joint  Committee  on  Finance  and  Bngi  nee  ring,  February  16, 1899 6479 

Report  on  same,  March  28, 1899 6690 

Report  of  Committee  on  Bngineerlng  in  reference  to  final  certificate  for,  on  contract  for 

anperstnictare  of  Begoiating  Works  at  Lockport,  Jaly  12, 1899 6911 

Final  certificate  above  referred  to,  Jnly  12, 1899 69fiS 

Final  certificate  for,  on  contract  for  Section  K  and  on  verbal  contract  for  anfinlsaed  excava- 
tion on  Section  L,  December  27, 1899 6290 

City  of  Chicago -(5«  Ohieago,  City  qf.) 
City  of  JoliiV^(8eeJoli€e,  CUy  cf.y 
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City  Truer,  Safe  Deposit  and  Surety  Company  of  Philadelphia,  The—  Page 

Heport  of  Chief  Engineer  transmittinflr  conamunicatlon  from,  for  release  of  bond  of 
Gahan  &  Byrne  on  contract  for  Section  F,  referred  to  Committee  on  Bngineering, 

March  17,1899 '. 6B74 

Report  on  same,  Aprill2, 1899 6687 

Communication  from,  in  reference  to  release  of  bond  of  The  Toledo  Bridflre  Company 
OQ  contract  for  superstructure  for  C,  M.  A  N.  R.  B.  Co.  bridge  nbar  east  end  Sec- 
tion N,  referred  to  Joint  Committee  on  Finance  and  Engineering,  March  22, 1899. .  5586 

Report  on  same,  March  ^,  1899 5695 

Communication  from.  In  reference  to  release  of  bond  of  Chicago  Stai-Construction 
and  Dredging  Company  on  contract  for  substructure  of  Kedeie  Avenue  bridge  on 
Section  N,  referred  to  Joint  Committee  on  Finance  and  Engineering.  March  22, 

1899 5585 

Commankation  from,  in  reference  to  release  of  bond  of  The  King  Bridge  Company  on  eon- 
tract  for  snperstractare  of  Kedzie  AveoDe  bridge,  referred  to  Committee  on  Finance, 

July  18, 1899  5928 

Report  on  same,  August  2, 1899 6970 

Communications  from,  In  reference  to  release  of  bonds  of  Carnegie  Steel  Company,  Ltd.,  on 
contracts  for  enperstructures  of  A.,  T.  &  S.  F.  Ry.  Co.  bridges  at  west  end  of  Section  N, 

and  on  Sections,  referred  lo  Committee  on  Finance,  Jaly  12, 1899 5838 

Report  on  same,  July  26, 1899 5948 

Report  of  Committee  oa  Engineering  In  reference  to  assignment  by  The  Scherzer  Rolling 
Lift  Bridge  Company  to  McArthnr  Bros.  Co.  of  contract  lor  sabatractDre  of  eight*trsck 

bridge  and  consent  qf,  to  seld  assigoment,  July  12, 1899 6828 

Report  of  Attorney  trsnsmittiDg  said  assignment  and  consent  of,  Jn'y  12,1899 59M 

Communication  from,  in  reference  to  release  of  boDds  of  C.  L.  Strobe  I  on  contracts  for 
eaperstrnctures  of  Sommlt  and  Lyons,  Willow  Springs,  Lemont  and  Romeoville  High- 

way  bridges,  referred  to  Committee  on  Finance,  October  18. 1899 6065 

Clerical  Department— 

Aunual  report  for  1898,  February  15, 1899    6408 

Monthly  report  for  December,  1898,  January  11, 1899 5401 

Monthly  report  for  January,  1899,  February  15, 1899 5468 

Monthly  report  for  February,  1899,  March  17, 1899 .  5678 

Monthly  report  for  March,  1899,  April  19,  1699 5644 

Monthly  report  for  April,  1899,  May  10, 1899 5678 

Monthly  report  for  May.  1899,  June  14, 1899 6878 

Monthly  report  for  June,  1899,  July  12, 1S99 5919 

Monthly  report  for  July,  1899,  August  16, 1899 5865 

Monthly  report  for  Anirust,  1899,  September  18, 1899 6086 

Monthly  report  for  September,  18»9,  October  18,  1899 6079 

Monthly  report  for  October,  1899,  Novemb-«r  15, 1899 6181 

Monthl  .•  report  for  November,  If 99,  December  6, 1899 6157 

Order  allowing  $Z,^  lO.OO  additional  as  Emergency  Fond.  November  1, 1899. 6110 

Report  of  Committee  on  Finance  having  had  books  of,  audited,  March  1,  1899 6602 

Weekly  report  on  employes,  January  4,  1899 5390 

Weekly  report  on  employes,  January  11, 1899 6896 

Weekly  report  on  employes,  January  IS,  1899 5429 

Weekly  report  on  employes,  January  25,  1899 5484 

Weekly  report  on  employes,  February  1,  1899 - 6447 

Weekly  report  on  employes,  Februarys,  1899 5456 

Weekly  report  on  employes,  February  15,  1899 5462 

Weekly  report  on  employes,  February  23,  1899 6480 

Weekly  report  on  employes,  March  1,  1899 5498 

Weekly  report  on  employes,  March  8,  1899 5510 

Weekly  report  on  employes,  March  17,  1899 5572 

Weekly  report  on  employes,  March  22,  1899 6568 

Weekly  report  on  employes,  March  29,  1899 5584 

Weekly  report  on  employes,  Aprils,  1899 5602 

Weekly  report  on  employes,  April  12. 1899 6609 

Weekly  report  on  employes,  April  19. 1899 5680 

Weekly  report  on  employes,  April  26, 1899 5660 

Weekly  report  on  employes,  May  3, 1899 6668 

Weekly  report  on  employes.  May  10,  1899 5678 

Weekly  report  on  employes.  May  17,  1899 5703 
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Weekly  report  on  employes.  May  24, 1899 579T 

Weekly  report  on  employes.  May  81.  1899 6890 

Weekly  report  on  employes,  June  7,  1899 5849 

Weekly  report  on  employes,  June  14,  1899 6878 

Weekly  report  on  employes,  June  21,  1899 6880 

Weekly  report  on  employes,  June  28,  1899 5888 

Weekly  report  on  employee,  Jaly  5, 1899 6912 

Weekly  report  on  employes,  July  1*2, 1899 6919 

Weekly  report  on  employee,  Joly  19, 1899 5988 

Weekly  report  on  employes,  Jaly  SH,  1899 7 6946 

Weekly  report  on  employes,  AuerustS,  1899 6953 

Weekly  report  on  employes,  August  9, 1899 5981 

Weekly  report  on  employes,  Augrust  16, 1899 5885 

Weekly  report  on  employes,  August  23, 1899 6994 

Weekly  report  on  employes,  August  30,  1899 6016 

Weekly  report  on  employet ,  September  6. 19169 6018 

Weekly  report  on  employes,  September  It,  1899 .^ 6026 

Weekly  report  on  employes,  September  20, 1899 6088 

Monthly  reports  on  employes  ordered  in  plare  of  weekly  reports,  September  26, 1899 6066 

Monthly  report  on  employes  for  October,  189'^,  Ilovember  1 ,  1899 6098 

Monthly  report  on  employee,  December  6, 1B99 6167 

Clerk  Authorized  or  Ordered  and  Directed— 

To  execute  (with  President)  release  of  judgment  for  $156.67  against  Frances  Living- 
ston, January  11, 1899 6406 

To  make  (wHh  President)  final  payment  on  contracts  for  substructure  A.,  T.  &  8.  F. 
Ry.  Co.  bridge  at  west  end  of  Section  N,  and  superstructure  A.,  T.  ^  8.  F.  liy.  Co. 
bridge  across  Desplalnes  River  on  Section  8,  January  11,  1899 6406 

To  execute  (with  President)  agreement  for  extension  of  time  on  supplemental  agree* 

ment  with  Ch'lcago  Junction  Railway  Company,  January  11, 1999 6408 

To  return  checks  of  Chicago  Bridge  and  Iron  Co.  and  Lydon  &  Drews  Co.,  deposited 

with  bids  on  Van  Buren  Street  approach  span,  January  11.  1899 6408 

To  transmit  (with  President)  copy  of  order  directing  inspection  of  Main  Channel  by 

Commission  to  be  appointed  by  Qorernor  Tanner,  January  1 1, 1899 5422 

To  make  (with  President)  final  payment  on  contract  for  substructure  of  Willow 

Springs  Highway  bridge  crossing  Main  Channel.  January  14,  1899 5424 

To  draw  warrants  against  1898  tax  levy,  and  method  warrants  less  than  950  shall  be 

drawn,  January  18, 1809 5482 

To  execute  (with  President)  agreement  for  temporary  crossing  Desplalnes  River  with 

JoHet  Railroad  Company,  January  25.  1899 6442 

To  make  (with  Presidefit)  final  payment  on  contract  for  substructure  of  licmont 

Highway  bridge  crossing  Main  Channel,  February  10, 1899 6474 

To  make  (with  President)  final  payment  on  contract  for  Section  F,  February  16, 1899.    5476 

To  make  (with  President)  final  payment  on  contract  for  substructure  of  C,  M.  A  N. 

R.  R.  Co.  bridge,  February  16,  1899 5476 

To  certify  to  County  Clerk  on  or  before  second  Tuesday  of  August,  1899,  amount  of 

tax  levy  for  1899,  February  28, 1899 5496 

To  execute  (with  President)  lease  with  Security  Deposit  Company  for  offices  in  Chi- 
cago for  Sanitary  District,  March  1, 1899 5602 

To  make  (with  President)  payment  of  certain  sums  to  McMahon  &  Montgomery  Co.. 

et  aL.  upon  latter  filing  bond  for  the  un watering  of  Section  O.  March  1. 1899 5508 

To  sign  (with  President)  frontage  petition  for  Chicago  and  Desplalnes  Valley  Electric 

Railway  Company  to  operate  railway  on  Summit  and  Lyons  Road,  March  8, 1899..     6567 

To  execute  (with  President)  agreements  with  Chicago  and  Desplalnes  Valley  Electric 
Railway  Company  for  right  of  way  privileges,  maintenance  of  bridge  over  Main 
Channel  and  for  maintenance  of  flagman,  March  8, 1899 6668 

To  execute  (with  President)  papers  for  transfer  of  **Adams  storehouse."  March  17, 1899.    5574 

To  execute  (with  President)  agreement  with  Metropolitan  West  Side  Elevated  Rail- 
way Company  for  construction  and  maintenance  of  By-pass,  etc..  March  IT,  1899..    5675 

To  execute  (with  President)  leases  to  Albert  Plgarsch,  Richard  Marshall,  or  other 

persons,  for  lands  on  Sections  A,  B,  C  and  D,  March  22, 1899 6684 

TO  deposit  (with  President)  certain  money  and  execute  (with  President)  supplemental 
agreement  with  C,  R.  L  A  P.  Ry.  Co.  for  bridge  construction  at  Jollet,  111.,  March 
20,1800 5685 
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To  execute  (with  PreBldont)  release  of  judgment  for  9156.67  against  Franoea  Livinff- 

ston,  March  23, 1899 6589 

To  make  (with  President)  payment  to  C,  M.  &  N.  K.  R.  Co.  for  easement  over  certain 

land,  March  28, 1899 6600 

To  par  Sl,254.64  to  C.  R.  I.  &  P.  By.  Co.  for  certain  lands  in  Joliet,  111.,  March  23. 1809.    5601 
To  draw  warrant  for  92,000.00  as  additional  emergency  fund  for  Law  Department, 

March23,1899 5602 

To  execute  (with  President)  deed  for  exchange  of  oertaio  lauds  with  C,  8.  F.  A  C.  Ry. 

Co..  March  29, 1899 6606 

To  execute  (with  President)  contracts  with  The  J.  O.  Wagner  Company  for  sub  and 

superstructures  of  Jefferaon  and  Cass  Streets  bridges  in  Joliet,  111.,  March  29,  5596 

To  return  certain  checks  deposited  with  bids  on  sub  and  superstructures  of  Jefferson 

andCassStreetsbridgesin  Joliet.  111.,  March  29, 1899 559» 

To  make  (with  President)  payment  to  Cosmopolitan  Electric  Company  for  damage 

to  building  and  plant,  March  29, 1899 

To  make  (with  President)  final  payment  on  contracts  for  superstructures  of  Lemont 

and  WtUow  Springs  highway  bridges  across  Main  Channel,  April  5, 1899 6603 

To  publish  notice  of  postponement  of  opening  of  bids  for  sub  and  superstructures  of 

Chicago  Terminal  Transfer  Ry.  Co.  and  Taylor  Street  bridges,  April  6, 1899 6604 

To  pay  9260.00  to  Sayre  Rodman  for  certain  lands  in  Will  County,  111.,  April  12, 1809. .    6686 
To  make  (with  President)  final  payment  on  contract  for  superstructure  of  A.,  T.  &  S. 

F.  Ry.  Co.  bridge  near  east  end  of  Section  G,  April  12«  1800 6686 

To  draw  warrant  for  payment  of  semi-annual  interest  due  May  1,  1899,  on  bonds  of 

first  issue,  April  19,  1899 6647 

To  pay  (with  President)  semi-annual  rental  due  May  1,  1899,  to  Pennsylvania  Com- 
pany under  agreement  for  by^pass  along  Chicago  River,  April  19, 1899 6647 

To  execute  (with  President)  necessary  conveyances  for  certain  lands  for  BomeoviUe 

highway  and  release  damages  sustained  by  reason  of  the  establishment  of  said 

highway,  April  19. 1899 6647 

To  lease  (with  President)  lands  of  the  SaniUry  District,  April  19, 1899 664& 

To  make  (with  President)  payment  to  Chester  A.  Allen  in  full  settlement  for  lands 

and  damages.  April  26, 1899 6664 

To  draw  warrant  in  payment  of  Will  County  taxes,  April  26, 1899 5664 

To  execute  (with  President)  agreements  and  warranty  deed  to  the  United  States  for 

certain  lands  on  South  Branch  of  Chicago  River,  May  8, 1899 6671 

To  enter  (with  President)  into  contracts  with  Pennsylvania  Steel  Company  and  Chl-^ 

cago  Bridge  and  Iron  Company  for  sub  and  superstructures  of  C.  T.  T.  Ry.  Co. 

and  Taylor  Street  bridges.  May  8, 1899  6678 

To  make  (with  President)  final  payments  on  contracts  for  substructures  of  Lock  port 

Highway  and  Wire  Mills  Road  bridges  on  Section  16.  May  liO,  1609 6605 

To  call  regular  meetings  of  the  Board  for  every  Wednesday  until  further  ordered. 

May  10.1899 6606 

To  cancel  bond  of  James  Reddlck  as  Clerk  and  notify  him  of  the  action  of  the  Board, 

Mayl7,1809 5702 

To  enter  (with  President)  Into  agreement  with  P.  Peterson  for  removal  of  Western 

Avenue  Pontoon  Bridge.  May  24, 1899 5812 

To  make  (with  President)  final  payments  on  contracts  for  superstructures  of  Kedzle 

Avenue  Highway  and  C,  M.  A  N.  R.  R.  Co.,  and  substructure  of  Summit  and 

Lyons  Highway  bridges.  May  24, 1800 5813 

To  pay  (with  President)  to  C,  M.  A  N.  R.  R.  Co..  Indemnity  for  repairs  and  mainten- 
ance of  bridges.  May  24. 1899 5814 

To  execute  (with  President)  contract  with  The  Toledo  Bridge  Company  for  sub  and 

superstructure  of  Belt  Railway  Company  of  Chicago  and  Chicago  and  Western 

Indiana  Railroad  Company  bridge.  May  24,  1899  6817 

To  execute  (with  President)  agreement  with  A.,  T.  A  S.  F.  Ry.  Co.  for  temporary  oc- 
cupation of  right  of  way  for  use  of  elght<traok  bridge,  May  31, 1899 688B 

To  execute  (with  President)  contract  with  Chicago  Bridge  and  Iron  Company  for 

superstructure  of  C.,R.  I.  A  P.  Ry.  Co.  bridge.  May  31, 1899 6840 

To  return  checks  deposited  with  bids   for  superstructure  of  C,  R.  I.  &  P.  Ry.  Co. 

bridge.  May  81,1899 6840 

To  publish  ordinance  appropriating  326,000  for  use  of  Special  Commissioners  Chicago 

Drainage  Canal,  June  3, 1899 6844 
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To  pay  (with  President)  to  Belt  Railway  Company  of  Chioa^o  indemnity  for  repairs 

and  maintenance  of  bridge.  June  7. 1899 5880 

To  execute  (with  President)  agrreements  wltfi  The  Metropolitan  West  Hide  Elevated 
Railway  Company,  and  with  Pennsylvania  Company  aod  said  Alerated  Railway 
Company  for  By-Pass,  June  7, 1899 6869 

To  ezeoate  (with  President)  agreements  with  David  Oliver  for  conveying  certain 
land  and  for  water  power,  and  for  motor  for  transmission  of  water  power,  June 
7.  1899 66M 

To  make  (with  President)  final  payment  on  contract  for  superstructure  of  South- 
west Boulevard  and  Western  Avenue  bridge,  June  7, 1899 5869 

To  make  (with  President)  final  payment  on  contract  for  superstructure  of  A.,  T.  &  8. 

P.  Ry.  Co.  bridge  at  west  end  of  Section  N,  June  14, 1899 6875 

To  pay  (with  President)  to  A.,  T.  ft  8.  F.  Ry.  Co.  et  al.  (''Santa  Fe  System*'),  indemnity 

for  repairs  and  maintenance  of  bridge  at  west  end  of  Section  N,  June  14, 1899 5878 

To  execute  (with  President)  agreement  with  American  Steel  and  Wire  Company  of 
New  Jersey  for  conveying  certain  land  for  water  power  and  for  motor  for  trans-  * 
mission  of  water  power,  June  SI.  1899 588t 

To  advertise  (with  President)  for  bids  for  development  and  leasing  of  water  power, 

June2t,1899 6866 

To  pay  9160.00  to  E.,  J.  A  B.  Ry.  Co.  for  certain  land,  June  28, 1899 5904 

To  pay  John  T.  White,  Addie  Eliza  House.  Amanda  D.  Higgins,  John  T.  Donahoe, 
Arthur  Caton,  Carrie  Williams,  John  Deane  Towne  and  Norman  Towne,  Samuel  8. 
Parks,  James  O.  Blwood,  John  E.  Bush  and  James  B.  Speer  for  certain  lands  in 
accordance  with  court  decree,  June  28, 1899 6906 

To  execute  (with   President)  agreement  with  City  of  Chicago  for  maintenance  of 

pumping  station  south  of  Seventy-fifth  street,  June  28,  1899 *.    6007 

To  pay  maturing  bonds  of  third  issue  and  semi-annual  interest  on  second,  third, 

fourth,  fifth,  sixth,  seventh  and  eighth  issues,  June  28. 1899 6910 

To  pay  (with  President)  annual  rental  due,  June  1,  1899,  to  The  Chicago  and  Alton 
Railroad  Company  under  agreement  for  By-pass  along  Chicago  River,  June  28, 
1899 6910 

To  pay  to  parties  Interested  for  certain  lands  in  acoordance  with  conrt  decree  in  cats  of 

Sanitary  District  vs.  The  American  Stone  Company  et  al.,  July  6, 1899 §918 

To  ezecote  (with  President)  agreement  with  William  G.  and  Eleanor  J.  Roelker  for  war- 
ranty deed  and  Kuarantee  abstract  of  title  to  certain  land,  and  for  dock  constraction, 
Jaly  5,1809 6914 

Tb  pay  $340.00  to  James  Q.  Elwood  for  certain  laade  in  Will  County,  111.,  Jnly  18, 1899 6931 

To  main  (with  President)  final  payment  on  contract  for  snperstroctare  of  Regnlatinir 

Works  at  Lockport,  July  13,1899 6998 

To  execata.  (with  President)  consent  of  Sanitary  District  to  assignment  by  The  Scherzer 

Rolling  Lift  Bridge  Company  to  McArthnr  Bros.  Company,  Jaly  13, 1899 6098 

To  pay  (with  President)  to  Dr.  Arthor  R.  Reynolds  $800.00  per  month  on  accoaai  of  streams 

examination,  July  19, 1899 6989 

To  make  (with  President)  final  payments  on  contracts  for  snperstractares  of  Willow 
Springs,  Lemont,  and  Summit  and  Lyons  Highway  bridges  crossing  Main  Channel, 
Jnly  19, 1899 6989 

To  make  (with  President)  final  payment  on  contraoi  for  superstructure  of  Lockport 

Highway  bridge,  August  2, 1899 6070 

To  sign  (with  President)  lease  with  Security  Deposit  Co.  for  quarters  for  (^ment 

Testing  Department,  August  2, 1899 5972 

To  execute  (with  President)  sgreement  with  Chicago  Junction  Ry.  Co.  for  transfer  of 

C.  T.  T.  R.  R.  Co. tracks,  August  2. 1899 5978 

To  pay  Special  Commissioners'  pay-roll  and  bills  incurred  July,  1899,  August  2, 1899. . .    6974 

TO  make  (with  President)  final  payment  on  contract  for  foundation  of  Bear  Trap  Dam 

and  oollateral  works,  August  16, 1899 6909 

To  execute  (with  President)  agreement  with  City  of  Chicago  for  construction  of 

Canal  Street  bridge,  A  ugust  90, 1 899 0016 

To  pnrehaae  mimeograph,  September  0, 1899 6018 

To  pay  Special  Commissioners*  pay-roll  and  bills  incorrsd  Aagnst,  1899,  September  ft,  1899.    0088 

To  pay  (with  President)  final  certificate  on  contracts  for  bridge  superstmctnres  of  Wire 
XtUs  Road  crossing  River  Diversion  and  Romeoville  Highway  crossing  Ma<n  Chaonsl, 
SeptembarlO,  1899 6088 

To   execQte  (with  President)  contract  with  the  Joliet  Bridge  and  Iron  Compuny  for  snper- 

stmctars  of  Tow-path  bridge  crossing  River  Diversion ,  September  26, 1899 6004 
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Tj  pay  Special  CommissionerB*  pay-roll  aod  biUe  Incarred  September,  1889,  September 

26,1899 005B 

To  draw  (with  Preeldent)  warrant  for  payment  of  pay-rolls  of  force  account,  September 

86,  1899 : 6056 

To  report  on  employes  monthly  Inetead  of  weekly,  September  26,1899 6056 

To  pay  Heldm&ier  &  Nea  $10,000.00  oat  of  reserve  percentage  on  Section  17,  October  18, 1899   0075 

To  file  (with  President)  with  City  Clerk  of  Joliet,  acceptance  of  ordinance  for  construction 
nt  Cass  aad  Jeftereon  Streets  bridges  and  repair  of  Jackson  Street  brldfi^e,  October  18, 
1899 6061. 

To  pay  maturing  bonds  of  first  issue  and  semi-annual  interest  due  November  1, 1899,  on  aaid 

issDe,  October  26, 1899 6090 

To  pay  (with  President)  semi-annual  rental  doe  November  1, 1899,  to  Pennsylvania  Com- 
pany under  agreement  for  By-pass  along  Chicago  Kiver,  October  86, 1899 6090 

To  make  (with  President)  final  payment  on  contract  for  sobitrncture  of  Romeoville  High- 
way bridge  crossing  Main  Channel,  November  1, 1899 6108 

'To  pay  (with  President)  Hayes  Bros.  $4,000.00  out  of  reserve  percentage  on  Section  N, 

November  1, 1899 6109 

To  pay  Special  Commissioners*  p»y  roil  and  bills  iocarred  October,  1899,  November  1, 1899.    6109 

To  draw  warrant  for  $2,600.00  as  additional  emergency  fund  for  Clerical  Department,  No* 

vember  1,1899 6110 

To  ezecuce  and  deliver  (with  President)  deed  for  certain  lands  to  Bconomy  Light  and  Power 

Company,  November  8, 1899 6116 

Tv)  draw  (with  President)  warrant  for  $8,000.00  as  additional  emergency  fund  for  Law  De- 
partment, November  15, 1899 ; 9l2i 

To  make  (with  President)  final  payment  on  contract  for  supersiructure  of  C.  T.  T.  R.  R.  Co. 
•     bridge  crossing  Desplaines  River,  November  22, 1899 6180 

To  pay  Special  Commissioners*  pay-roll  and  bills  incurred  November,  1899,  December  6, 

1899 6169 

To  arrange  (with  President)  for  extension  of  time  for  completing  Bight-track  bridge  on 
contracts  with  C.  J.  Ry.  Co.,  C.  T.  T.  R  R.  Co.,  and  P  ,  C,  C.  A  St.  L.  Ry.,  December 
13,1899 6185 

To  advertise  for  proposals  on  $l,C0O.O0O  bonds,  December  20, 1899 6192 

To  pay  maturine  bonds  of  second,  fourth,  fifth  and  sixth  issnes  and  semi-annual  interest 

on  second,  third,  fourth,  fifth,  sixth,  seventh  siid  eighth  issues,  December  20, 1899 6194 

To  execute  (with  Prefiid<int)  and  deliver  copy  of,  agreement  with  the  Canal  Commission- 
ers for  maintenance  of  **Snmmit  Level,*'  December  21, 1899 ^ 6197 

To  pay  final  certificate  on  contract  for  Section  E  and  to  pay  (with  President)  certain  claims 

against  Angus  A  G indole,  December  27, 1899 6220 

Clerk,  Joseph  F.  Haas.  Reports- 
Transmitting  executed  agreement  with  Belt  Railway  Company  of  Chicago  and  Chi- 
cago and  Western  Indiana  Railroad  Company  for  orossiog  right  of  way,  January 

11.1899 5806 

Transmitting  executed  supplemental  agreement  with  A.,  T.  ft  S.  F.  Hy.  Co.,  et  al. 

(*'Santa  Fe  System"),  i  n  reference  to  movable  bridges,  January  25, 1899 5486 

Transmitting  executed  agreement  with  C,  S.  F.  A  C  Ry.  Co.  for  exchange  ot  lands, 

January 25, 1899..... 548T 

Transmitting  executed  supplemental  agreement  with  Chicago  Junction  Railway 
Company  in  reference  to  extension  ot  time  on  supplemental  agreement,  Feb- 

ruaryl,1899 6448 

Transmitting  executed  agreement  with  Joliet  Railroad  Company  for  temporary 

crossing,  Desplaines  River  at  JefFerson  Street,  Joliet,  111.,  March  1, 1899 5499 

In  reference  to  refusal  of  McMahon  &  Montgomery  Company,  et  al.  to  aooept  and 
receipt  for  vouchers  (in  payment  of  final  reserve  on  Section  O)  and  transmitting 

order  setting  forth  manner  of  payment  and  receipt  for  same,  March  8, 1899 6566 

Call  by,  for  special  meeting  of  Board  of  Trustees,  June  3, 1899 5843 

In  reference  to  having  deposited  appropriation  to  credit  of  Special  Commissioners 

Chicago  Drainage  Canal,  June  14, 1899 5874 

Transmitting  executed  agreement  with  A.,  T.  &  S.  F.  Ry.  Co.  for  temporary  occupation  of 

right  of  way  for  ase  of  eight-track  bridge,  July  19, 1899 5988 

In  reference  to  account  of  Paul  Redieske,  Collector,  July  26, 1899 5946 

Call  by,  for  speoial  meeting  of  Board  of  Trustees,  August  6, 1899 5876 

Transmitting  executed  agreement  with  Chicago  Junction  Railway  Company  in  reference  to 

transfer  of  C.  T.  T.  R.  R.  Co.  tracks,  September  6, 1899 6019 
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Call  b?,  for  special  meeting  of  Board  of  Trastees,  September  26, 1899 6066 

Transmlttiog  ezecnted  agreement  with  City  of  Chicago  for  constraction  of  Canal  Street 

bridge,  September  26, 1899 , 6(W7 

Transmitting  executed  agreement  with  The  Jollet  Bridge  and  Iron  Company  for  enper- 

etractnre  for  Tow-path  Bridge  crossing  River  Diversion,  October  12, 1899 6066 

In  reference  to  re-deposltiog  with  Treasacer  uncalled  pay-envelopes  of  William  Coogan  and 

R.  Bamhill,  November  1, 1899 6093 

In  reference  to  payment  by  United  Slates  for  **Spry  tract,"  November  16, 1899 6123 

In  reference  to  execatloa  and  delivery  of  deed  for  certain  lands  to  Economy  Light  and 

Power  Company,  November  2^  1899 6124 

Call  by,  for  special  meet  ng  uf  Board  of  Trasleei^,  November  28, 1899 6188 

In  reference  to  payment  b  r  (Tnited  Staled  for  certain  lands,  December  20, 1899 6189 

Clerk  (Acting),  Thomns  8.  Bell,  Reports- 
Call  by,  for  special  meeting  of  Board  of  Trustees,  August  17, 1899 6991 

dosing  of  Offices  of  Sanitary  District- 
On  Decoration  Day,  May  80,  1809.  May  24, 1899 5818 

On  Fall  Festival  Days  of  w«»ek  commenclDg  October  9, 1899,  as  msy  be  deemed  advisable  by 

President^  October  4, 1899 «  6061 

On  Independence  Day,  July  4. 18d9,  June2H,  1890 5910 

On  Labor  Day,  September  4, 1899,  August  80, 1899 6016 

On  Lincoln's  birthday,  February  18, 1899,  February  8, 1899 6460 

On  Prendergaac,  Richard,  day  of  funeral  of,  Augiist  17, 1899 6002 

On  Saturdays  at  noon,  from  April  22. 1890,  to  September  80, 1899,  April  19, 1800 6648 

Oo  Washington's  birthday,  February  22,  1899.  February  8. 1899 6459 

Goen,  Edward  J.,  Marshal— <Ses  Poiiee  Detjariment.) 

Committee  on  Engineering,  Reports— 

In  reference  to  agreement  with  0.  &  W.  I.  R.  R.  Co.  and  Belt  Railway  Co.  of  Chicago 

for  crossing  right  of  way.  January  4, 1899 6392 

In  reference  to  final  payment  on  contracts  for  substructure  A.,  T.  A  S.  F.  Ry.  Co. 
bridge,  at  west  end  of  Section  N,  and  superstructure  A.,  T.  &  S.  F.  Ry.  Co.  bridge 
across  Desplainea  River  on  Section  8,  January  11, 1899 6406 

In  reference  to  extension  of  time  on  supplemental  agreement  with  Chicago  Junction 

Railway  Company,  January  11, 1899 6408 

fn  reference  to  final  payment  on  contract  for  substruoture  of  Willow  Springs  High- 
way bridge  crossing  Main  Channel,  January  14, 1899 5424 

Allowing  ReauJsltlon  No.  691  for  Bngineeriog  Department,  January  26, 1899 6441 

In  reference  to  agreement  with  Jollet  Railroad  Company  for  temporary  crossing 

Desplainea  River,  January  25, 1890 6442 

In  reference  to  claim  of  Edward  Payette  against  Sanitary  District,  February  1, 1899   5460 

In  reference  to  final  payment  on  contract  for  substructure  of  Lemont  Highway, 
bridge  crossing  Main  Channel,  February  16, 1800 6474 

In  reference  to  final  payment  on  contract  for  Section  F,  February  16, 1899 5476 

In  reference  to  final  certificate  on  contract  for  substructure  of  C,  M.  A  N.  R.  R.  Co. 

bridge  aorosss  Kedzie  Avenue,  February  16, 1899 6476 

In  reference  to  final  certificate  on  contract  for  superstructure  A.,  T.  A;B.  F.  Ry.  Co. 
bridge  near  east  end  of  Section  O,  report  recommitted  to  said  Committee,  Feb- 
ruary 16, 1890 5476 

Report  on  same,  April  12, 1899 6626 

In  reference  to  monthly  report  of  Engineering  Departmeot  for  month  of  December, 

1808,  February  S8. 1899 6481 

In  reference  to  final  certificate  on  contract  for  Section  O,  March  1, 1899 5508 

In  reference  to  agreement  with  Metropolitan  West  Side  Elevated  Railway  Company 

for  constsuotion  and  maintenance  of  By-pass,  etc.,  March  17, 1899 6676 

On  communications  from  Albert  Pigarsch  and  Pease  &  Allen,  attorneys  for  Richard 

Marshall,  leasing  lands  on  Sections  A.  B.  C  and  D,  March  29, 1809 5684 

In  reference  to  exchange  of  certain  lands  with  C.  S.  F.  A  C.  Ry.  Co.,  March  29,  1809.. .    6596 

OiTblds  for  sub  and  superstructures  for  Jefferson  and  Cass  Street  bridges  at  Joiiet, 

lU^  March  20, 1809 6696 

In  reference  to  claim  of  Cosmopolitan  Electric  Company  for  damages  to  building  and 

plant,  March  80.1809 5600 

In  reference  to  final  oertifioates  on  contracts  for  superstructures  of  Lemont  and  Wil- 
low Springs  Highway  bridges,  April  5, 1800 5608 
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(Majority  and  minority)  in  reference  to  postponement  of  opening  of  bids  for  sub  and 

superstructures  of  Chicago  Terminal  Transfer  Railway  Company's  and  Taylor 

Street  bridges,  April  6, 18W M04 

In  reference  to  reduction  of  bond  on  contract  for  Section  F,  April  12, 1890 682T 

In  reference  to  reduction  of  bond  on  contract  for  superstructure  of  ▲.,  1^*  A  &•■  F.  Ry. 

Co.  bridge  near  east  end  of  Section  G,  April  13, 1899 5839 

Transmitting  ordinance  for  Stephens  Street  subway,  April  19. 1899 5046 

In  reference  to  settlement  with  Chester  A.  Allen  for  lands  and  damages.  April  26, 

1899 5M4 

On  bids  for  sub  and  superstructures  of  Chicago  Terminal  Transfer  Railway  Company 

and  Taylor  Street  bridges,  May  3. 1899 S072 

In  reference  to  employment  of  W.  M.  Hughes  to  take  charge  of  the  bridge  construc- 
tion, May  8, 1899 6672 

In  reference  to  final  oertifloates  on  contracts  for  substructures  of  Lockport  Highway 

and  Wire  Mills  Road  bridges.  May  10, 1899 5695 

In  reference  to  agreement  with  P.  Peterson  for  removal  of  pontoon  bridge  at 

Western  avenue.  May  24, 1899 5812 

In  reference  to  final  ocrtiflcateq^on  contracts  for  superstructures  of  Kedzie  Avenue 

and  C,  M.  &  N.  R.  R.  Co.  and  substruoture  of  Summit  and  Lyons  Highway  bridges, 

May24,1899 ' 581» 

In  reference  to  payment  of  indemnity  to  C,  M.  &  N.  R.  R.  Co.  for  repairs  and  main- 
tenance of  bridges.  May  24,  1899 5814 

In  reference  to  release  of  surety  on  bond  of  contract  for  Section  15.  May  24. 1899. . . .     5815 
In  reference  to  agreement  for  models  of  Sanitary  District  Channel  and  works  for 

Paris  Exposition,  May  24, 1899 5815 

On  bids  for  sub  and  superstructure  for  Belt  Railway  Company  of  Chicago  and  Chicago 

and  Western  Indiana  Railroad  Company  bridge  near  east  end  of  Section  K,  May 

24.1899 581T 

Transmitting  ordinance  for  Romeoville  bridge  and  highway,  May  31. 1899 588& 

In  reference  to  agreement  with  A.,  T.  A  S.  F.  Ry.  Co.  for  temporary  occupation  of 

right  of  way  for  use  of  eight- track  bridge.  May  81, 1899 5888 

(Majority  and  minority)  on  proposition  from  Madden  &  Sawyer  to  collect  92,800.00 

taxes,  May  31,  1899 5899 

Transmitting   agreements  with    The  Metropolitan  West   Side   Elevated   Railway 

Company  and  with  Pennsylvania  Company  and  said  Elevated  Railway  Oimpany 

for  By-pass,  June  7, 1899 5859» 

Transmitting  agreements  with  David  Oliver  for  conveying  certain  land,  and  for 

water  power  and  motor  for  transmission  of  water  power,  June  7, 1899 5864^ 

In  reference  to  final  certificate  on  contract  for  superstructure  of  Southwest  Boule* 

vard  and  Western  Avenue  bridge,  June  7, 1899 5861^ 

In  reference  to  final  certificate  on  contract  for  superstructure  of  A.,  T.  A  S.  F.  Ry.  Co. 

bridge  at  west  end  of  Section  N,  June  14, 1899 5876- 

Transmitting  draft  of  agreement  with  American  Steel  and  Wire  Company  of  New 

Jersey  for  conveying  certain  land,  for  water  power,  and  motor  for  transmission 

of  water  power.  June  21,  1899 6882 

In  reference  to  advertising  for  bids  for  development  and  leasing  of  water  power, 

June21,1899 5884 

In  reference  to  agreement  with  City  of  Chicago  for  maintenance  of  pumping  station 

south  of  Seventy-fifth  Street,  June  28, 1899 5907 

In  reference  to  final  certificate  on  contract  for  superstructure  of  A.,  T.  &  S.  F.  Ry. 

Co.  bridge  across  Main  Channel  on  Section  8,  June  28,  1899 6908 

In  reference  to  final  certificate  on  contract  for  saperstructure  uf  Regalating  Workoat  . 

Lockport.  Jttly  18, 1899 59S3 

In  reference  to  asBlgnmeot  by  The  Scherzer  Rolling  Lift  Bridge  Compaoy'ta  McArtbar 

Bros.  Co.  of  contract  for  sabstractnre  of  eight-track  bridi^e,  July  12, 1899 6988 

In  reference  to  readjaetment  of  prices  on  contract  for  sabstrnctnre  of  eiffht-track  bridge 

and  on  contract  for  sapersiractnre  for  By-paes  along  Chicago  River,  July  12, 1899 6987 

In  reference  to  advancing  monthly  payment  to  Dr.  Arthur  R.  Reynolds  on  accoant  of 

streams  examination,  Joly  19, 1899 6989 

In  reference  to  final  certificates  on  contracts  for  snperstrnctares  of  Willow  Springs,  Le- 

mont,  and  Sammit  and  Lyons  Highway  bridges  crotaing  Main  Channel,  Jnly  19, 1899.. . .    6989 
In  reference  to  final  oertificate'and  remission  of  penalty  on  oontraot  for  superstruot* 

ure  of  Lockport  Highway  bridge,  August  2, 1899 6970^ 
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Iq  refereDoe  to  lease  of  quarters  In  Chicago  from  Security  Deposit  Company  for 

cement  testing  department,  August  ;5«  1899 5972 

Xn  reference  to  agreement  with  Chicago  Junction  Railway  Company  for  transfer  of 

C.T.  T.R.  R.  Co. 's  tracks.  August  2, 1899 5972 

In  reference  to  remittance  and  waiver  of  time  penalty  on  contract  for  superstructure 

of  Wire  Mills  Road  bridge.  August  10, 1899 5988 

la  reference  .to  payment  of  sundry  claims  (for  demurrage,  etc.,  to  boats)  under 

agreement  with  The  Canal  Commissioners,  August  1$,  1899 5989 

In  reference  to  final  certificate  on  contract  for  Bear  Trap  Dam  foundations  and  col- 
lateral work  on  Section  15.  August  16,  1899 5969 

in  reference  to  agreement  with  City  of  Chicago  for  construction  of  bridge  at  Canal 

Street,  August  ao.  1899 WU 

In  reference  to  final  oeriliicate*  on  contracts  for  eaperttructores  of  Wire  Mills  Road  bridge 

crosBing  River  Diversion  on  Section  16,  and  Romeovilie  Hiahway  bridfl:e  croMing  Main 

Lhannel,  September  18.1899 6Q28 

On  bids  for  superslractnre  for  Tow*path  bridge  crossing  R^ver  Diverson,  September  26, 1899  0C54 
(Msjoriiy  and  minority)  in  reference  to  bids  on  asphalt  filling  between  connterweights  of 

A.,  T.  <fe  S,  F.  R.  R.  Co.  bridge  at  LemoDt,  October  4, 1899 6069 

In  reference  to  employment  of  R.  W.  Hunt  &  Co.  on  mill  and  shop  Inspection  of  C.  T.  T. 

R.R.  Co.  bridge  near  Taylor  Street,  October  12,1899 6074 

In  reference  to  granting  Bgbert  Phelps  permieeion  to  remove  historic  mill  stone  froija  Des- 

plalnes  River  in  Jollet,  111.,  October  12,1899 6076 

Transmitting  ordinance  acceptini?  ordinance  pasted  by  the  City  Conncil  of  JoUet,  111.,  re- 
lating to  the  construction  of  bridges,  October  18, 1899 6060 

In  retereoce  to  flaal  certificate  on  contract  for  substructure  of  Romeovilie  Hii^hway  bridge 

cros* ina  Main  Channel,  November  1, 1809 6106 

In  reference  to  execution  of  deed  for  certain  lands  to  Economy  Light  and  Power  Company, 

Movember  8, 1809 6116 

In  reference  to  final  certificate  on  contract  for  iuperstrnctnre  of  C.  T.  T.  R.  R.  Co.  bridge 

crosslog  Desplaines  River  near  west  end  of  Section  E,  November  22, 1899 6180 

Transmitting  ordinance  acceptiug  amended  ordinance  passed  by  City  Council  of  JoUet,  £11., 

relating  to  the  con«trnction  of  bridges,  December  18, 1899 0183 

<Majority  and  minority)  in  reference  to  asrreement  with  The  Canal  Commissioners  for 

maintenance  of  **Snmmit  Level,^*  December  21, 1899 6197 

In  reference  to  final  certificate  on  contract  for  Section  E,  December  27, 1899 6220 

Committee  (Joint)  on  Bngioeerlog  and  Judidary.  Reports— 

In  reference  to  signing  frontage  petition  for  Chicago  and  Desplalnos  Valley  Electric 
Railway  Company  to  operate  railway  on  Summit  and  Lyons  Road«  March  8, 1809. .    6667 

Committee  on  Federal  Relations,  Reports— 

In  reference  to  communication  from  Special  Commissioners  Chicago  Drainage  Canal 
asking  for  926,000  for  payment  of  salaries  and  other  bills  and  recommending 
ordinance  on  same,  June  8, 1809 .« 6814 

Committee  (Joint)  on  Federal  Relations  and  Engineering,  Reports— 

In  reference  to  appointment  of  Commission  for  inspection  of  Main  Channel,  January 

11,1899 6421 

In  reference  to  resolution  pertaining  to  Deep  Waterway  Convention  to  be  held  at  Peoria, 

111.,  October  4, 1899 6060 

In  reference  to  removal  of  dams  at  Henry  and  Copperas  Creek,  October  18, 1899 6084 

Committee  (Joint)  on  Federal  Relations  and  Health  and  Public  Order,  Reports— 

lo  reference  lo  examination  of  waters  of  Illinois  and  Michigan  Canal,  Desplaines,  Illi- 
nois and  Mlssiaslppi  Rivers,.March  29, 1809 6697 

Committee  on  Finance- 
Directed  to  audit  and  report  for  payment  to  Board,  bills  of  Commission  for  Inspection 

of  Main  Channel.  January  U,  1899 5422 

Committee  on  Finance,  Reports- 
Transmitting  executed  agreement  with  Chicago  Bridge  and  Iron  Ck>mpany  for  Van 

Buren  Street  approach  span,  and  approving  bond  on  same,  January  11. 1899 5408 

In  reference  to  reduction  of  bond  on  contract  for  Section  F,  February  1, 1899 6449 

In  reference  to  payment  on  contract  for  superstructure  of  Southwest  Boulevard 

bridge,  February  16, 1899 , 6474 

Bubmittlng  ordinance  providing  for  payment  of  interest  on  warrants  against  tax 

levy  for  1899,  March  1, 1899 5601 
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Committee  on  Finance,  Reports—  Pa^e 

In  reference  to  havinflr  bad  audited  books  of  Clerical  and  Treasury  Departments, 

Marohl,1899 5501^ 

In  reference  to  sale  of  *'Adam*s  storehouse/'  Marcb  17. 1809 5574 

On  bid  of  Timothy  Carroll  for  Sag  Bridge  Police  Station,  March  82, 1899 558« 

In  reference  to  payment  to  C,  M.  A  N.  K.  B.  Co.  for  easement  over  certain  land, 

March28,1899 5500 

Approving  bonds  of  The  J.  (f.  Wagner  Company  on  contracts  for  Cass  and  Jefferson 

Streets  bridges,  Aprt 1 13, 1899 561J 

Approving  reduced  bonds  of  McArtbur  Bros.  Co.  and  Winston  &  Co.  on  contracts  for 
substructure  of  C,  M.  A  N.  R.  R.  Co.  bridge  near  east  end  of  Section  N  and  A.,  T. 
&  S.  F.  By.  Co.  bridge  at  west  end  of  Section  N,  April  19, 1899 5645 

Approving  reduced  bond  for  9^,000  of  Gahan  A  Byrne  on  contract  for  Section  18, 

Mav3.1899 6070 

Approving  bond  of  Chicago  Bridge  and  Iron  Company  on  contract  for  Taylor  Street 

bridge.  May  10. 1899 597» 

Cancelling  bond  of  James  Reddick  as  Clerk  of  the  Sanitary  District,  May  17, 1899 5778 

Approving  reduced  bond  of  Carnegie  Steel  Company,  Limited,  on  contract  for  super- 
structure of  A.,  T.  A  S.  F.  Ky.  Co.  bridge  near  east  end  of  Section  G,  May  17, 1899..    5779 

Approving  bond  of  Pennsylvania  Steel  Company  on  contract  for  C.  T.  T.  Ry.  Co. 

bridge  near  Taylor  Street,  May  17, 1899 5779 

Approving  bond  of  The  Toledo  Bridge  Company  on  contract  for  Belt  Railway  Com- 
pany of  Chicago  and  Chicago  and  Western  Indiana  Railroad  Company  bridge, 
May81,]899 583B1 

Approving  bond  of  Chicago  Bridge  and  Iron  Company  on  contract  for  superstructure 
forC,  R.I.  &  P.  Hy.  Co.  bridge,  June  7, 1899 5861 

In  reference  to  dismiss&l  of  saitB  against  Paal  Redleske,  Jaly  19, 1899 , .    5983 

In  reference  to  release  of  bond  on  contract  for  Section  16,  Jaly  19, 1899 6B3& 

In  reference  lo  release  of  bonds  on  contracts  for  enperstrncturea  of  A.,  T.  A  S.  F.  R7.  Co. 

bridges  on  Main  Channel  at  west  end  of  Section  K  and  on  Section  8,  Jaly  26, 1899 5948 

In  reference  to  release  of  bond  on  contract  for  superstructure  of  Kedile  Avenue 

bridge  on  Section  N,  August  2, 1899 5970 

In  reference  to  release  of  bond  on  contract  for  superstructure  of  Summit  and  Lyons 
Highway  bridge  across  Desplalnes  River,  and  on  contract  for  building  culverts 
and  grading  Romeoville  Highway,  August  16, 1899 598T 

Approving  reduced  bonds  of  Carnegie  Steel  Company,  Ltd., on  contracts  for  snperstractnres 
of  A.,  T.  A  8.  F.  Ry.  Co.  bridges  crossing  Mam  Channel  at  west  eod  of  Section  N,  and 
Sections,  September  6, 1899 6080 

Approvmg  bond  of  The  JoUet  Bridge  and  Iron  Company  on  contract  for  saperstrnctnre 

for  Tow-path  bridge  crossing  Rivf  r  Di version,  October  4, 189;^ 6051^ 

In  reference  to  redaction  of  bond  on  contract  for  Section  C,  November  1, 1899 0106 

In  reference  to  release  of  bond  on  contract  for  sabstructare  of  Lockport  Highway  bridge 

crossing  Hiver  Diversion  on  Section  16,  November  28, 1899 6148 

In  reference  to  release  of  bond  on  contract  for  sabstructare  of  Willow  Springs  Hignway 

bridge  across  Main  Channel,  December  20, 1899 6198 

Transmitting  ordinance  for  the  issuance  of  $1,009,0)0  bonds,  December  20,  1899 6192 

Committee  (Joint)  on  Finance  and  Bngineering,  Reports— 

In  reference  to  lease  of  offices  in  Chicago  for  Sanitary  District.  March  1, 1899 660t 

In  reference  to  release  of  bonds  on  contracts  for  Sections  I  and  K,  March  23, 1890 5500 

In  reference  to  purchase  from  C-,  R.  I.  A  P.  Ry.  Co.  certain  lands  in  Jollet,  111.,  March 

23,1899 5591 

In  reference  to  reduction  of  bond  on  contract  for  superstructure  for  C,  M.  &N.  R.  R. 

Co.  bridge  near  east  end  Section  N,  March  29, 1899 5595 

In  reference  to  purchase  from  Sayre  Rodman  certain  lands  in  Will  County,  Illinois, 

Aprlll2,1899 5626^ 

In  reference  to  sale  of  certain  lands  on  South  Branch  of  Chicago  River  to  the  United 

States,  May  3, 1899 5671 

In  reference  to  purchase  from  E.,  J.  A  E.  Ry.  Co.  certain  land,  June  28, 1899 5904 

In  reference  to  payment  for  certain  lands  in  Jollet  in  accordance  with  court  decree 

in  case  of  District  vs.  Alanson  Sweet,  et  al..  June  28, 1899 6905 

In  reference  to  payment  for  cerlain  lands  in  Jollet  in  accordance  with  court  decree  in  case  of 

District  vs.  The  American  Stone  Company  et  al.,  July  5, 1899 591& 

In  reference  to  agreement  with  William  G.  and  Eleanor  J.  Roelker  for  warranty  deed  and 

Euarantee  abstract  of  title  to  certain  land,  and  for  dock  constmction,  July  5, 1899 5914 
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Cdmmlttee  (Joint)  on  Finance  and  EDfirlneerlnfir*  Reports—  Pas:e 

In  refereoce  to  pnrchuefrom  Jamee  Q.  Blwood  certain  lands  in  Will  Coanty,  Illinois,  July 

12,1809 5921 

Committee  on  Judlolarj,  Reports— 

In  reference  release  of  Judgment  for  $166.67  a^lnst  Frances  LlTlngrston,  January  11, 

1890 6406 

In  reference  release  of  surelies  on  bonds  of  contracts  for  superstructure  of  E.,  J.  A 
B.  By.  Co.  bridge  and  substructure  of  Southwest  Boulevard  bridge,  January  18, 

1899 5480 

In  reference  to  reduction  of  bonds  on  contracts  for  substructures  of  C,  M.  A  N.  B.  K. 

Co.  and  A..  T.  A  8.  F.  By.  Co.  (at  west  end  of  Section  N)  bridges,  January  18, 1899. .    6481 

Disallowing  claim  of  B.  8.  Reed  against  Donald  Fraser,  January  25, 1899 6441 

In  reference  to  claim  of  The  Canal  Commissioners  for  $212.25  against  Sanitary  Dis- 
trict for  damages  and  tolls,  February  8, 1899 6459 

On  communication  from  Stein  A  Piatt  in  reference  to  judgment  for  $156.67  against 

Frances  Livingston.  March  23, 1899 6589 

Committee  (Joint)  on  Judiciary  and  Finance,  Reports  — 

In  reference  to  reduction  of  bond  on  contract  for  substructure  of  Kedzie  Avenue 

bridge.  January  18, 1809 6481 

Committee  on  Kesolutions,  Reports— 

Transmitting  resolutions  in  the  memory  of  Richard  Prendergast,  August  17, 1809 6992 

Committee  on  Rules- 
Directed  to  consider  Rule  1  of  Rules  of  Order  and  report,  January  25, 1899 6442 

Authorized  to  have  printed  a  compilation  of  rul6B  as  amended,  March  1, 1809 56tt 

Authorized  to  have  printed  500  copies  of  first  volume  of  proceedings  of  Sanitary  Dis- 
trict. March  1, 1899 6606 

Committee  on  Rules,  Reports— 

In  reference  to  Rule  1  of  Rules  of  Order  and  Rule  3  of  Rules  and  Regulations,  laid 

over  one  week,  February  1, 1899 6460 

Report  above  referred  to  adopted,  February  15, 1899 6472 

In  reference  to  Rules  13  and  14  of  Rules  and  Regulations,  laid  over  one  week,  March 

1.1899 8604 

Report  above  referred  to  adopted.  March  8, 1899 6660 

In  reference  to  title  of  Engineer  of  Bridges  and  Bridge  Construction,  May  10, 1809. .  .    6696 

In  reference  to  suspension  of  Bule  8  of  Rules  and  Regulations,  May  10, 1899 5696 

In  reference  to  Rale  87  of  Rales  and  ReKnlatlons,  laid  over,  July  6, 1809 6^115 

Report  above  referred  to  adopted,  July  It,  1800 5991 

Committee  (Special)  for  conducting  conferences  on  behalf  of  Sanitary  District,  in  reference 
to  organization  of  sewage  district  from  Seventy-fifth  Street  south  to  Eighty-seventh 

Street,  appointed,  February  1, 1809 6446 

Commiiteee,  apuolntmentof,  for  1899-1900,  December  18,1899 6161 

Consal'  log  Bogineer,  Thomas  T.  Johnsion— 

Report  from  chief  Engineer  transmittlns:  commoDlcatlon  from,  in  reference  to  capacity  of 

Chicago  River.  Movember  22, 1899 6125 

Contracts— (5m  Agrtetnentt.) 

Controlling  Works— <8€€  Reotdating  Works,) 

Coogao,  William— 

Report  of  Clerk  in  reference  to  re-depositlog  with  Treasurer  ancalled  p&y  envelope  of,  No- 

vf>mber  1, 1809 6098 

Copperas  Creek  Dam— 

Report  of  Joint  Committee  on  Federal  Relations  aad  Engineerlog  recommendins  appoint- 
ment of  ppecial  committee  of  three  to  remove,  October  18, 1899 6064 

Special  committee  above  referred  to,  consisting  of  Trustees  Jones,  Carter  and 

Braden,  appointed  by  the  President,  October  25, 1890 tOST 

Coamopolltan  Bleotrlc  Company,  Report  of  Committee  on  Engineering  in  reference  to 

claim  of,  tor  damages  to  building  and  plant,  March  20, 1899 6600 

Dams- 

BttLT  Tnp^See  Begulating  Work$.) 
Copperas  Creek- 
Report  of  Joint  Committee  on  Federal  Relations  and  Engineering  recommend'.ng  ap- 
pointment of  special  committee  of  three  to  remove,  October  18, 1 899 6C84 

Special  committee  above  referred  to,  consisting  of  Trustees  Jones,  Carter  and 

Braden,  appointed  by  the  President,  October  25, 1899 6067 
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Dams—  Page 

HeDry— 

ReportofJoiDt  Committee  on  Federal  RelationB  aod  Engineering  recommending  ap- 
pointment of  special  committee  of  three  to  remove,  October  18, 1899 6064 

Special  CO onmittee  above  referred  to,  consisting  of  Trustees  Jones,  Carter  and 

Braden,  appointed  by  the  President,  October  26, 1899 6087 

Kampsvllle— 

Order  directing  Joint  Committee  on  Federal  Relations  and  Engineering  to  investigate 

removal  of,  June  14, 1899 6876 

La  Grange- 
Order  directing  Joint  Committee  on  Fedefai  Relations  and  Engineering  to  investigate 

removal  of,  Jnne  14, 1899 6876 

Decoration  Day,  May  30, 1899,  office  of  Sanitary  DistHct  ordered  closed.  May  ^,  1899 6818 

Deep  Water- Way  Convention— 

Resolution  in  reference  to,  to  ba  held  at  Peoria,  III.,  referred  to  Joint  Committee  on  Fed- 
eral Relations  and  Engineering,  September  20, 1899 , 6088 

Report  on  same,  October  4,1899 0060 

Democratic  National  Committee- 
Inspection  of  Main  Channel  by,  referred  to  Committee  on  Engineering  with  power  to 

act,  July  19, 1899 , 5941 

Diaz,  General  Porflrio— 

RasolnUon  inviting,  July  26, 1899 5949 

Donahoe,  John  T.  — 

Report  of  Joint  Committee  on  Finance  and  Engineering  on  payment  to,  for  certain 

land,  in  accordance  with  court  decree,  June  S8, 1899 5905 
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CKHART,  BERNARD  A.- 

Elected  temporary  Chairman,  February  23, 1809 6479 

Appointed  member  of  committee  to  prepare  reiolntions  In  the  memory  of  Richard  Prender- 

gaat,  August  17, 1899 5991 

Temporary  Chairman  during  election  of  President,  December  5, 1899 6164 

Economy  Li^ht  and  Power  Company- 
Bid  of,  on  development  and  lease  of  water-power  opened  snd  referred  to  Committee  on 

Engineering,  August  23, 1899 6011 

Communication  from,  asking  return  of  check  deposited  with  bid  for  development  and  lease 
of  water-power,  referred  to  Committee  on  Engineering  with  power  to  act,  September 

6,1899 60t0 

Report  of  Committee  on  Engineering  in  reference  to  execution  of  deed  for  certain  lands  to, 

November  8, 1899 6116 

Report  of  CMerk  in  reference  to  execution  and  delivery  of  deed  for  certain  lands  to,  Novem- 
ber 22, 1899 6124 

Eight-track  Bridflre— 

Report  of  Committee  on  Engineering  in  reference  to  agreement  with  A.,  T.  A  S.  F.  Ry.  Co. 

lor  temporary  occupation  of  right  of  way  for  use  of.  May  31, 1899 6888 

Report  of  Clfrk  transmitting  SG^reement  above  referred  to,  July  19, 1899 6988 

A8reem<«nt  above  referred  to,  July  19, 1899 6988 

Report  of  Committee  on  Engineering  in  reference  to  assignment  by  The  Scnerzer  Rolling 

Lift  Bridee  Co.  to  McArthur  Bros.  Co.  for  contract  for  substructure  of,  July  12, 1899. . . .    69S9 
Report  of  Attorney  transmitting  said  assignment,  consent  of  The  City  Trust,  Safe  Deposit 
and  Surety  Co.  of  Philadelphia  to  said  asslrnment,  consent  of  Sanitary  District,  waiver 
by  assignor  of  claims  for  damages,  and  acceptance  by  assignee  of  said  assignment,  July 

12,  1P99 5924 

Consent  of  The  City  Trust,  Sate  Deposit  and  Surety  Co.  of  Philadelphia  to  said  assigomeni, 

July  12,1899 69S6 

Consent  of  Sanitary  Dif^trict  to  said  assignment,  July  12, 1899 5985 

Waiver  of  all  claims  by  said  assignor  arising  out  of  said  contract,  July  IH^  1869 SftM 

Acceptance  by  assignee  of  said  assignment,  July  12, 1899 692S 

Report  of  Committee  on  Engineering  in  reference  to  re-adjustment  of  prices  on  contract 

with  McArthur  Bros.  Co.  for  substructure  for,  July  12, 1899 6927 

Order  of  Chief  Engineer  re-adjusting  prices  on  contract  for  substructure  for,  July  12, 1809. .    6930 

Order  directing  President  to  purchase  cement  for  use  of  bubstructure  for,  July  19, 1899 5941 

Message  from  President  transmitting  agreement  with  Thomas  Moulding  Co.  for  purchase 

of  cement  for  use  of  substructure  for,  July  28, 1899 6944 

Agreement  above  referred  to  printed  m  full,  July  26, 1899 6945 
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Btgbt-Track  Bridge—  Page 

Order  dfrectini;  President  and  Clerk  to  arrange  for  eiteoBlon  of  time  for  completing,  on 
contracts  with  C.  J.  Ry.  Co.,  C  T.  T.  R.  R.  Co.,  and  P.,  C,  C.  A  St.  L.  R7.,  December  13, 

1899 6186 

Reportof  Chief  Engineer  in  reference  to  payment  for  force  account  work  employed  by 

McArthar  Broe.  Co.  for  District  at,  December  ST,  1899 6220 

Election  of  William  Boldenweck  as  President,  December  6,  1899 6154 

Blgin,  Jollet  and  Eastern  Railway  Company- 
Report  of  Committee  on  Judiciary  releasing  sureties  on  bond  for  contract  for  bridge 

superstructure.  January  18, 1809 5430 

Report  of  Joint  Committee  on  Finance  and  Engineering  in  reference  to  purchase 

from,  certain  land,  June  28,1899 5904 

Blwood,  James  6.— 

Report  of  Joint  Committee  on  Finance  and  Engineering  in  reference  to  payment  to, 

for  certain  land  In  accordance  with  court  decree,  June  28, 1809 5905 

Report  of  Joint  Committee  on  Finance  and  Engineering  in  reference  to  purchase  from,  cer- 
tain lands  in  Will  County,  111,,  Jnly  12. 1899 5921 

Emergency  Fund  for  Clerical  Department- 
Two  thoQsand  fiye  hundred  dollars  additional  allowed,  November  1, 1899 6110 

Bmergeocy  Fund  for  Law  Department- 
Two  thousand  dollars  additional  allowed,  March  23, 1809 6592 

Three  thousand  dollars  additional  allowed,  November  15, 1899 6122 

Employes,  Report  on  number  of-  (See  Clerical  Department.) 
Engineering  Department- 
Annual  report  for  1808,  Biay  17, 1899.... 5TO4 

Monthly  report  for  December,  1896.  referred  to  Committee  on  Engineering,  February 

15,1809 5472 

Report  on  same,  February  23, 1890 5481 

Monthly  report  above  referred  to  printed  In  full,  February  23, 1809 5481 

Monthly  report  for  January  1899.  March  8.1800 5510 

Monthly  report  for  February,  1809,  April  19, 1899 5680 

Monthly  report  for  March,  1809,  April  26, 1800 5651 

Moothlyreportfor  April,  1899,  May  24. 1899 5707 

Monthly  report  for  May,  1899,  June  28, 1800 5880 

Monthly  report  for  June,  1899,  August  2, 1899 5958 

Monthly  report  for  July,  1899,  August  23, 1899 5094 

Monthly  reoort  for  August,  1899,  Heptember  86, 1899 6080 

Monthly  report  for  September,  1800,  November  1, 1899 ,^ 6093 

Monthly  report  for  i)ctober,  1899.  Decemb«ir  IS,  1899 6166 

Monthly  report  for  November,  1899,  December  27, 1899 0204 

Semi-annualproperty  return  ending  December  81, 1896.  May  3, 1809 5669 

Engineer  of  Bridges  and  Bridge  Construction- 
Report  of  Committee  on  Engineering  on  employment  of  W.  M.  Hughes  to  take  charge 

of  the  bridire  construction.  May  3, 1899 5672 

Report  of  Committee  on  Rules  In  reference  to  title  of.  May  10, 1899 5696 

Examination  of  Waters  of  Rivers  and  Canal— (5m  Analyte*  of  Waters  qf  Bivert  and  Canal.) 

FALL  FESTIVAL  DAYS  of  week  commencing  October  9,  1899.  offices  of  SaniUry  District 
ordered  closed  as  may  be  deemed  advisable  by  President,  October  4, 1899 6061 

Fidelity  and  Deposit  Company  of  Maryland- 
Report  of  Committee  on  Engineering  on  communication  from,  in  reference  to  release 
of  surety  on  bond  of  Wright,  Mysenburg,  Sinclair  ft  Carry  on  contract  for  Sec- 
tion 15,  May  24, 1800 5816 

Jfloai  Certifloates  of  Chief  Engineer— 

Carnegie  Steel  Company,  Ltd.,  on  superstructure  A.,  T.  A  S.  F.  Ry.  Co.  bridge  near 

I  east  end  of  Section  O.  referred  to  Committee  on  Engineering,  February  8, 1809 5457 

!  Report  on  same  presented  and  recommitted  to  said  Committee,  February  16, 

}  1800 5476 

I  Report  on  same,  April  12, 1899 5626 

I  Final  certificate  above  referred  to  printed  in  full,  April  12, 1899 6627 

Carnegie  Steel  Company,  Ltd.,  on  superstructure  A.,  T.  A  S.  F.  Ry.  Co.  bridge  at  west 

end  of  Section  N,  June  14, 1899 587N 

Report  of  Committee  on  Engineering  on  same,  J  une  14, 1809 5875 
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Final  Certificates  of  Chief  Bngineer—  Page 
CarDOfiie  Steel  Company.  Ltd.,  on  superstructure  A.,  T.  &  8.  F.  Ry.  Co.  bridge  across 

Main  Channel  on  Section  8,  June  28. 1899 590O 

Report  of  Committee  on  Engineering  on  same.  June  28, 1899 6008 

Chrletie  &  Lowe,  on  soperstractare  of  RegnlatiDg  Works  at  Lockport,  Jaly  12, 1899 5928 

Report  of  Committee  on  EnglneeriDg  on  same,  Jnly  12, 1899 6922 

Christie  <fc  Lowe,  on  contract  for  Section  K  and  on  verbal  contract  for  nnflni^hed  excava- 
tion on  Section  L,  December  27,  i899. 8220 

Gahan  &  Byrne,  on  contract  for  Section  F,  report  of  Committee  on  Bngineering  in 

reference  to  payment  of ,  February  16, 1899 6476 

Final  certificate  above  referred  to  printed  in  full.  February  16. 1899 6475 

Oahan  &  Byrne,  on  contract  for  Section  G,  December  13, 1899 6182 

Oahan  &  Byrne,  on  contract  for  Section  H.  December  IS,  1899 6188 

Griffiths  &  McDermott.  on  substructure  Lockport  Highway  bridge  crossing  River 

Diversion  on  Section  16,  referred  to  Committee  on  Engineering,  May  8, 1899 6669 

Report  on  same.  May  10, 1899 6605 

Final  certlficateabove  referred  to  printed  in  full.  May  10, 1899 6695 

Griffltbsand  McDermott  Constrnctlon  Company,  on  fouDdatiocs  for  Bear  Trap  Dam  and 

Collateral  Works  on  Section  16,  Angnst  16. 1699 5990 

Report  of  Committee  on  Englneermg  oq  f>ame,  Angnst  16, 1899 6989 

Hal vorson,  Richards  &  Co.,  on  contrat  t  for  Section  B,  December  27, 1899 6222 

Report  of  Committee  on  Bngineerim;  on  same,  December  27, 1899 6290 

Halvoreon.  Richards  &  Co.,  sapplement  to  final  certificate  on  contract  for  Section  E,  De- 

cember27,l89» 62« 

Report  of  Committee  on  Ens^ineeriog  on  same,  Deceml)er  *i7, 1899 6223 

Hayes  Bros.,  on  substructure  Wire  Mills  Road  bridge  crossing  River  Diversion  on 

Section  16,  referred  to  Committee  on  Bngineering,  May  3, 1899 6669 

Report  on  same.  May  10, 1899 5695 

Final  certificate  above  referred  to  printed  in  full.  May  10, 1899 6605 

Beldmaier  &  Nen,  on  stbstructnre  of  Romeoville  Highway  bridge  crossing  Main  Channel, 

November  1, 1899 6109 

Report  of  Committee  on  EnginesriDe  on  same,  November  1, 1899 6108 

Heldmaior  &  Nen,  on  snbstrnctare  ot  C.  T.  T.  R.  R.  Co.  bridre  over  Desplalnee  River  on 

Section  B,  November  18, 1899 6182 

King  Bridge  Company  (The),  on  superstructure  of  Kedzle  Avenue  bridge.  May  24, 

1899 6818 

Report  of  Committee  on  Bngineering  on  same,  May  24. 1899 6818 

McArthur  Bros.  Company  and  Winston  A  Co.,  on  substructure  A.,  T.  &  8.  F.  Ry.  Co. 
bridge  at  west  end  of  Section  N,  referred  to  Committee  on  Engineering,  January 

4,1899 '. 5890 

Report  on  same,  January  11, 1899 6400 

Final  certificate  above  referred  to  printed  In  full,  January  11, 1899 640T 

McArthur  Bros.  Company  and  Winston  &  Co..  on  substructure  C,  M.  ft  N.  R.  R.  Co. 
bridge  near  east  end  of  Section  N,  across  Kedzle  avenue,  referred  to  Committee 

on  Engineering,  February  8, 1809 6467 

Report  on  same.  February  16. 1899 6476 

Final  certificate  above  referred  to  printed  in  full,  February  16, 1809 6477 

McArthur  Bros.  Company  and  Winston  &  Co..  on  substructure  of  Summit  and  Lyons 

Highway  bridge.  May  24, 1899 6814 

Report  of  Committee  on  Engineering  on  same.  May  24,  1899 6813 

McMabon  &  Montgomery  Company  et  al.,  on  Section  O,  referred  to  Committee  on 

Bngineering,  February,  23. 1899 5481 

Report  on  same,  March  1, 1809 6608 

Final  certificate  above  referred  to  printed  in  full,  March  1, 1899 6608 

Penn  Bridge  Company  on  superstructure  A..T.  A  S.  F.  Ry.  Co.  bridge  aoross  Des- 

plaines  River  on  Section  6,  referred  to  Committee  on  Engineering,  January  4, 1890  6801 

Report  on  same,  January  11, 1809 5406 

Final  certificate  above  referred  to  printed  in  full,  January  U,  1800 5407 

Sackley  A  Peterson,  on  substructure  Willow  Springs  Highway  bridge  crossiag  Main 

Channel,  referred  to  Committee  on  Bngineering,  Januar}'  4. 1800 6801 

Report  on  same,  January  14,  1809 6424 

Final  certificate  above  referred  to  printed  in  full,  January  14,  1800 6424 

Strobel,  C.  L.,  on  superstructure  of  Lemont  Highway  bridge,  April  5.  1899 6608 

Report  of  Committee  on  Engineering  on  same,  April  5.  1890 5608 
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Final  Certificates  of  Chief  Engineer—  Page 

Strobe],  C.  L..  on  superstruciure  of  Willow  Springe  Highway  bridge,  April  5«  1809.  660i 

Report  of  Committee  on  Engineering  on  same,  April  5.  18tf9 5003 

Strobel,  C.  L.,  on  sapcrBtructmefor  Willow  Sprlogs  Highway  bridge  crossing  Main  Chan- 
nel, Joly  19, 1899 6940 

Report  of  Committee  on  Engineering  on  snme,  Joly  19, 1899 5989 

Strob*],  C.  L.,  on  enpeT  strnctnre  for  Lemont  Highway  bridge  crossing  Main  Channel,  Jnly 

19,1899 5940 

Reportof  Committee  on  ^Dgioeering  on  same,  July  19, 1899 5989 

Strobel,  C.  L.,  on  superstraclnre  for  Snmmlt  and  Lyons  Highway  bridge  crossing  Main 

Cnannel,  July  19, 1899 5941 

Report  on  Committee  on  Engineering  on  same,  Jaly  19, 1899 5939 

Toledo  Bridge  Company  (The),  on  superstructure  of  C,  M.  &  N.  R.  R.  Co.  bridge. 

May  24,  1899 5813 

Report  of  Committee  on  Engineering  on  same,  May  24,  1899 5813 

Wagner  Company,  The  J.  O.,  on  superstructure  of  Southwest  boulevard  and  Western 

avenue  bridge,  June  7, 1809 38T0 

Report  of  Committee  on  Engineering  on  same,  June  7, 1809 6869 

Wisconsin  Bridge  and  Iron  Company,  on  soperstrocture  of  Lockport  Highway  bridge, 

Angt'st  2,1899 5971 

Report  of  Committee  on  Engineering  on  same,  Angaet  t,  1899 5970 

Wisconsin  Bridge  and  Iron  Company,  on  snperstractnre  of  Wire  Mills  bridge  crossing 

River  Diversion,  September  18, 1899 6029 

Report  of  Committee  on  Engmeering  on  same,  September  13, 1899 6(128 

Wisconsin  Bridge  and  Iron  Company,  en  Saperstractnre  of  C.  T.  T.  R.  R.  Co.  bridge  cross- 
ing Derplaines  River  near  west  end  of  Section  B,  November  22, 18Sf9 6130 

Report  of  Committee  on  Engineering  on  same,  November  22, 1899 6130 

Final  Certificate  of  Chief  Engineer  (Acting)— 

Strobel,  C.  L.,  on  superstractore  of  Romeoville  Highway  bridge  crossing  Main  Cbannel, 

r  September  13, 1899 6029 

Report  of  Committee  on  Engineering  on  same,  ^  eptember  18, 1899 6028 

I  Force — Acoonnt— 

Order  directing  payment  of,  September  26, 1899 6066 

Report  of  Chief  Engineer  in  reference  to  payment  for,  work  employed  by  McArthnr  Bros. 

Co.  for  District  at  Bight-track  bridge,  December  k7, 1891 6220 

Foster,  J.  M — 

Report  of  Committee  on  Engineering  in  reference  to  payment  of  claims  to,  (for  demnr- 
I  rage,  etc  to  boats),  nnder  agreement  with  The  Canal  Commissioners,  Angnst  16, 1899...    5989 

;  Donald.  Report   of  Committee  on  Judiciary    disallowing  claim  of   E.  S.  Reed 
a^inst ,  Jan  uary  25, 1899 5441 
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lAHAN  A  BYRNE— 

Communication  from,  in  referenoe  to  release  of  t>ond  on  oontract  for  Section  F,  re- 
ferred to  (Committee  on  Finance,  January  25, 1899 644fi 

Report  on  same,  February  1, 1899 5449 

Report  of  Ck>mmittee  on  Engineering  in  reference  to  final  payment  of,  on  contract 

for  Secdon  F,  February  16, 1899 5476 

Final  oertifloate  for,  on  Section  F,  February  16, 1899 6475 

Report  of  Chief  Engineer  transmitting  communication  from  The  City  Trust,  Safe  De- 
posit and  Surety  Company  of  Philadelphia  for  release  of  bond  of,  on  contract  for 

Section  F,  referred  to  Committee  on  Engineering,  March  17, 1899 5574 

Report  on  same,  AprlU2, 1899 8627 

Report  of  Committee  on  Finance  approving  reduced  bond  of,  for  $25,CU0,  on  contract 

forSection  18,May3,1899 5670 

Report  of  Chief  Eurineer  in  reference  to  claims  of,  for  extra  compensatidh  on  contracts 

for  Sections  F,  O  and  H,  December  1 8, 1899 6164 

Final  certificate  for,  on  contract  for  Section  Q,  December  13. 1809 , 6182 

Final  certificate  for,  on  contract  for  Section  H,  December  18, 1899 6183 

Remlntion  in  reference  to  payment  to,  amount  of  jadgment  in  case  of  Hoover  &  Mason 

against,  December  13, 1899 618& 

CUIberr,  Charles  C,  Attorney-><5«0  Attorney.) 
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Grimtbs  9c  McDermott—  Pa^e 

Report  of  Chief  BDorineer  transmittiner  bill  of  sale  from  Amerieaii  Bridge  Works  to. 

for  steel  in  By-Pass  along  Chicago  River,  and  asking  authority  for  a  payment  of 

t82,000.00  on  account,  March  83, 1809 6689 

Chief  Engineer's  final  certificate  on  substructure  Lockport  highway  bridge  crossing 

River  Diversion  on  Section  16,  referred  to  Committee  on  Engineering,  May  3, 1899    5669 

Report  on  same,  May  10, 1899 6696 

Final  certificate  above  referred  to  printed  in  full.  May  10, 18Q9 6696 

Report  of  Committee  on  Engineering  la  reference  to  readjastment  of  prices  on  contract 

with,  for  soperetracture  for  By-pass  along  Chicago  River,  Jnly  18, 1890 6987 

Order  of  Chief  Bogineer  to,  readjasting  prices  on  contract  for  saperstractare  for  By-pass 

along  Chicago  River,  July  12, 1890 69S8 

Report  of  Committee  on  Finance  in  reference  to  releaB<»  of  bond  of,  contract  for  anbstrnct- 

are  of  Lockport  Highway  bridge  crossing  River  Diversion  on  Section  16,  November  98, 

1899 684S 

Griffiths  and  McDermott  Constroction  Company- 
Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for,  on  contract  for 

foundations  for  Bear  Trap  Dam  and  Collateral  Works,  Aairast  16, 1899 6069 

Final  certificate  aboTe  referred  to,  Angast  16, 1899 5990 
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AAS,  JOSEPH  F.,  CLEftK-(Se«  Clerk.) 
HalTorson,  Richards  &  Co.— 

Communioation  from  Angus  &  Gindele  in  reference  to  payment  by,  certain  claims 
against  Section  B,  referred  to  Joint  Committee  on  Judiciary  and  Engineering, 

March  28,1899 6886 

Rsport  of  Committee  on  Engineering  on  same,  December  27, 1899 6280 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  (and  the  supplement 

thereto)  for,  on  contract  for  Section  E,  December  27, 1899 090 

Final  certificate  aboTS  referred  to,  December  87, 1899 6890 

Supplement  to  t  he  final  certificate  above  referred  to,  December  27, 1899 6828 

■Hayes  Bros.— 

Chief  Engineer's  final  certificate  on  substructure  Wire  Mills  road  bridge  crossing 

River  Diversion  on  Section  16,  referred  to  Committee  on  Engineering,  May  3, 1899.    5669 

Report  on  same,  May  10, 1809 6095 

Final  certificate  above  referred  to  printed  in  full.  May  10, 1899 6695 

Order  directing  Pref  ident  and  Clerk  to  pay  to,  $4,000.00  oat  of  reserve  percentage  on  Sec- 
tion N,  November  1 ,  1899 6109 

'Heldmaler  A  Neu— 

Report  of  Chief  Engineer  transmitting  award  bottling  claims  of,  on  Section  17,  Janu- 

ary86,1899 5440 

Order  directing  Clerk  to  pay  to,  $10,000.00  out  of  reserve  percentage  on  Section  17,  October 

12.  1899 6075 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for,  on  contract  for 

substractare  of  Romeoville  Highway  bridge  crossing  Main  Channel,  November  1, 1899.    6106 
Final  certificate  above  referred  to,  November  1, 1899 6109 

Final  certificate  for,  on  substructure  of  C.  T.  T.  R.  R.  Co.  bridge  over  Desplaines  River  on 

Section  E,  November  18,1899 6188 

Report  of  Chief  Engineer  In  reference  to  additional  payment  to,  on  contract  for  substruct- 
ure of  C.  T.  T.  R.  R.  Co.  bridge  over  Desplaines  River  on  Section  E,  December  80, 1899.    6191 

Henry  Dam- 
Report  of  Joint  Committee  on  Federal  Relations  and  Engineering  recommending  appoint- 
ment of  a  special  committee  of  three  to  remove,  October  18, 1899 6064 

Special  committee  above  referred  to,  consisting  of  Trustees  Jones,  Ca^er  and  Bra- 
den,  appointed  by  the  President,  October  86, 1899 6087 

Higgins,  Amanda  D.— 

Report  of  Joint  Committee  on  Finance  and  Engineering  on  payment  to.  for  certain 

land  In  accordance  with  court  decree,  June  26, 1899 5905 

'Hogan,  Martin  J.~ 

Report  of  Committee  on  Engineering  in  reference  to  payment  of  claim  to,  (for  de- 
murrage, etc..  to  t)oat8),  under  agreement  with  The  Canal  Commissioners,  August 
16.1899 6080 
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Holidays—  Paffe 

DeooratiOD  Bay,  May  30, 1809,  offlceB  of  Sanitary  District  ordered  closed,  May  24, 1809.    5818 

Fall  PestiTal  Days  of  week  commenciiiflf  October  9, 1899,  ofHcee  of  Saoltary  Distrlci  ordered 

cloced  as  may  be  deemed  advisable  by  President,  October  4, 1899 6061 

iDdependeooe  Day,  Ju ly  4, 1899,  offices  of  Saoltary  District  ordered  closed ,  J  u ne  28, 1899   6910 

Labor  Day,  September  4, 1890,  offices  of  Sanitary  District  ordered  closed,  Auerust  80, 

1899 6016 

Lincoln's  Blrtbday,  February  18, 1899,  offices  of  Sanitary  District  ordered  closed,  Feb- 
ruary 8, 1899 6459 

Prendergast,  Riobard,  offices  of  Sanitary  District  ordered  closed  on  day  of  funeral  of, 

August  17, 1899 5098 

Saturdays  at  noon,  offices  of  Sanitary  District  ordered  closed  on,  from  April  2S,  1899. 

to  September  80, 1899,  April  19.1899 5648 

Washington's  Birthday.  February  22, 1899,  offices  of  Sanitary  District  ordered  closed, 

February  8. 1899 5459 

HooTOT  A  Mason— 

Besointlon  ia  reference  to  payment  to  Oaban  A  Bjrne  amonot  of  jadgment  in  esse  of, 
a^:alD8t  Gahan  ft  Byrne  on  acoonnt  of  delay  in  glvlne  poesesf  ion  of  A.,  T.  A  8.  F.  By. 

Co.  right  of  way  on  Sections  G  and  H,  December  IS,  1899 6186 

House,  Addle  Blisa— 

Report  of  Joint  Committee  on  Finance  and  Bngrineering  on  payment  to,  for  certain 

land  in  accordance  with  court  decree,  June  28, 1899 5906 

Howell,  Edwin  B.— 

Report  of  Committee  on  Bngineering  In  reference  to  agreement  for  models  of  Sani- 
tary District  Channel  and  Works  for  Paris  Exposition,  May  24, 1899 581^ 

Hughes,  W.  M.— 

Beport  of  Committee  on  Engineering  on  employment  of,  to  take  charge  of  the  bridge 

oonstruotion.  May  8, 1899 .'    6672 

Beport  of  Committee  on  Rules  In  reference  to  title  of,  May  10, 1899 5696 

Haatft  Co.,  R.  W.— 

Beport  of  Committee  on  Bngineering  authorizing  Chief  Engineer  to  employ,  on  mill  and 

shop  inspection  of  C .  T.  T.  R.  R.  Co.  bridge  near  Taylor  Street,  October  18, 1899 6071 
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LLINOIS  AND  MICHIGAN  CANAL— (See  CaiuA  CommissUmen,  The.) 

Independence  Day,  July  4,  1899.  offices  of  Sanitary  District  ordered  closed,  June  28. 1899 5910 

Inspection  of  Main  Channel   by  CommissIoners—CSee    Special     Comnlfefttotiers   Chicago 

Drainage  Canal,) 
Intercepting  Sewers— 

Report  of  Committee  on  Engineering  in  reference  tu  agreement  with  City  of  Chicago 
for  maintenance  of  pumping  station  for,  south  of  Seventy-fifth  street,  June 
28,1899 .' 6907 
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ACKSON  STREET,  JOLIET,  ILLINOIS- 

Report  of  Committee  on  Engineering  traosmittinv  ordinance  acceptlDg  ordinance  passed 

by  the  City  Coancil  of  Jollet  relating  to  bridge  repair  at,  October  18, 1899 6080 

Ordinance  accepting  ordinance  paesed  by  City  Coancil  of  Jollet  relating  to  bridge  repair  at, 

,  October  18, 1899 8081 

I  Ordinance  passed  by  City  Conncil  of  Jollet  relating  to  bridgn  repair  at,  October  18, 1899 6061 

Beport  of  Committee  on  Engineering  transmitting  ordinance  acceptmg  amended  ordinance 

passed  by  City  Cooncil  of  Jollet  relating  to  bridge  repair  at,  December  18, 1899 0188 

Ordinance  accepting  amended  ordinance  passed  by  City  Council  of  Jollet  relating  to  bridge 

!  repair  at,  December  It,  1899 8184 

Amended  ordinance  passed  by  City  Council  of  Jollet  relating  to  bridge  repair  at,  Deoem- 

I  ber  18,1899 6184 

Jefferssn  btreet,  Jollet,  Illinois— 

Beport  of  Clerk  transmitting  executed  agreement  with  Jollet  Railroad  Company  for 

temporary  crossing  Desplalnes  River  at,  March  1, 1899. 6499 

Agreement  above  referred  to.  March  1, 1899 6499 

Bids  on  bridge  sub  and  snperstruoture  for,  opened  and  referred  to  Committee  on 

Bogineering,  March  17, 1899 6676 

Bids  above  referred  to  tabulated,  March  17, 1899 6678 

Report  on  same,  March  89. 1899 65W^ 
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JefferaoD  Street,  Joliet,  Illinois—  Page 
Communication  from  The  Toledo  Bridge  Ck>mpany  in  reference  to  bridge  bid  on,  refer- 
red lo  Committee  on  Bngineerfhg.  March  17, 1899 5676 

Report  on  same,  March  29, 1899 6598 

Communication  from  The  Toledo  Bridge  Company  asking  return  of  check  in  con- 
sideration of  waiver  of  claims  on  account  of  bridgre  bid  for.  March  29, 1899 6698 

Report  of  Committee  on  ITinance  approving  bond  of  The  J.  O.  Wagner  Company  on 

bridge  contract  for,  April  12, 1899 : 6611 

Agreement  with  ^he  J.  G.  Wagner  Company  for  bridge  sub  and  superstructure  for, 

April  12,1899 6612 

Report  of  Committee  on  Eogineerlog  tranBmittinfir  ordinaDce  accepting  ordintDce  passed 

by  CI'  ▼  Conocil  of  Joliet  relating  to  tbe  bridge  constractlon  at,  October  18, 1899 6060 

Ordinapre  acreptiag  ordinance  passed  by  City  Conncil  of  Joliet  relating  to  the  bridge  con- 

straction  at,  October  18,1899 6081 

Ordinance  passed  by  City  Council  of  Joliet  relating  to  the  bridge  construction  at,  October 

18,  1899 6061 

Report  of  Committee  on  Engineering  imnsm'tting  ordinance  accepting  amended  ordinance 
passed  by  City  Council  of  Joliet  relating  to  the  bridge  construction  a't,  December  13,   • 

1899  6183 

Ordinance)  accepting  amended  ordinance  pissed  by  City  Conncil  of  Joliet  relating  to  the     ' 

bridge  construction  at,  December  13, 1899 6184 

Amended  ordinance  passed  by  City  Council  of  JolieL  relating  to  the  bridge  construction  at, 

December  IS,  1899 6184 

Johnston,  Thomas  T.-^See  Chi^  Engineer^  Aeting^and  Coiuuiling  engineer.) 
Joliet  Bridge  and  Iron  Company,  The— 

Bid  of,  on  Tow-path  Bridge  crossing  River  Diversion,  opened  and  referred  to  Committee  on 

Engineering,  September  20,1899 6068 

Bid  above  referred  to  tabulated,  September  80, 1899 0084 

Report  on  same,  September  26,1899 6054 

Report  of  Committee  on  Finance  approving  bond  of  on  contract  for  Tow-path  Bridge  cross- 
ing River  Diversion,  October  4,1899 6059 

Report  of  Clerk  transmitting  executed  agreement  with,  for  superscrncture  for  Tow-path 

Bridge  crossing  River  Diversion,  October  12, 1899 6066 

Agreement  above  referred  to,  October  12, 1899 6066 

Joliet.  City  of— 

Report  of  Committee  on  Engineering  transmitting  ordinance  accepting  ordloance  passed 

by  Conncil  of,  relating  to  the  constraction  of  bridges,  October  18, 1899 6060 

Ordinance  accepting  ordinance  passed  by  Council  of,  relating  to  the  construction  of  bridges, 

October  18, 1899 „ 6081 

Ordinance  passed  by  Council  of,  relating  to  the  construction  of  bridges,  October  18, 1899 6061 

Report  of  Committee  on  Engineering  transmitting  ordinance  accepting  amended  ordinance 

passed  by  Council  of,  relating  to  the  constraction  of  bridges,  December  18, 1899 6188 

Ordinance  accepting  amended  ordinance  passed  by  Conncil  of,  relatiog  to  the  construction 

ofbridges,  December  13. 1899 6184 

Amended  ordinance  passed  by  Council  of,  relating  to  the  constraction  of  bridges,  Decem- 
ber 18,  1899 6184 

Joliet  Pabllc  Library— Report  of  Committee  on  Engineering  granting  permission  to  president  of, 

to  remove  historic  mill  stone  from  Desplaines  River  In  Joliet,  Illinois,  October  12, 1899 6075 

Joliet  Railroad  Company- 
Report  of  Committee  on  Engineering  In  reference  to  agreement  with,  for  temporary 

crossing  Desplaines  River,  January  25, 1899 5442 

Report  of  Clerk  transmitting  agreement  with,  for  temporary  crossing  Desplaines 

River,  at  Jefferson  Street.  Joliet,  111.,  March  1, 1899 5499 

Agreement  with,  for  temporary  crossing  Desplaines  River,  at  Jefferson  street,  Joliet, 

111.,  March  1, 1899 6499 

Jones,  Alexander  J.— 

Communication  from,  asking  to  be  recorded  In  the  affirmative  on  adoption  report 
Committee  on  Engineering,  in  reference  to  Belt  Railway  Company  of  Chicago  and 
C.  &  W.  I.  R,  R.  Co.,  January  4,  1899 5898 

Appointed  member  of  Special  Committee  for  conducting  conferences  on  behalf  of 
Sanitary  District  In  reference  to  organization  of  sewage  district  from  Seventy- 
fifth  street  to  Eigbty-seveoth  street,  February  1, 1899 5446 

Appointed  member  of  committee  to  prepare  resolutions  in  the  memory  of  Richard  Prender* 

gast,  August  17,  1899 6991 
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Jones,  Alexander  J.—  Pa^e 

Appointed  member  of  Special  Committee  for  removal  of  dams  at  Henry  and  Copperas 

Creek,  October  25, 1899 «C87 

Sleeted  temporary  chairman,  Noyember  15, 1899 6119 
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AMP8VILLB  DAM- 
Order  directing  Joint  Committee  on  Federal  Relations  and'Englneering  to  investigate 

removal  of,  June  14, 1^99 6876 

Kedzie  Avenue  - 

Report  of  Joint  Committee  on  Judiciary  and  Finance  re'luclng  bond  of  Chicago  Star 
Construction  and  Dredging  Company  on  contract  for  bridge  substructure,  Jan* 

uaryl8,1899 5481 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Phila- 
delphia in  reference  to  release  of  bond  of  Chicago  star  Construction  and  Dredg- 
ing Company  on  contract  for  bridge  substructure  for,  on  Section  N,  referred  to 

Joint  Commiitee  on  Finance  and  Engineering,  March  22, 1899 6586 

Report  of  Committee  on  Engineering  in  reference  to  final  cortiflcate  for  The  King 

Bridge  Company  on  bridge  superstructure  for.  May  24, 1899 6818 

Final  certificate  above  referred  to.  May  24, 1899 ^.    5818 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadelphia  in 
reference  to  release  of  bond  of  The  King  Bridge  Company  on  contract  for  bridge  saper- 

etractnre  for,  referred  to  Committee  on  Finance,  July  12, 1899 5923 

Report  on  same,  August  2, 1809 5970 

King  Bridge  Company,  The— 

Bids  of,  on  sub  and  superstructures  of  Chicago  Terminal  Transfer  Railway  Com- 
pany and  Taylor  Street  bridges,  opened  and  referred  to  Committee  on  Engineer- 
ing, AprU  26,1899 6664 

Bids  above  referred  to  tabulated,  April  28, 1899 A5666 

Report  on  same.  May  3, 1889 6672 

Bid  of,  on  sub  and  superstructure  of  Belt  Railway  Company  of  Chicago  and  Chicago 
and  Western  Indiana  Railroad  Company  bridge,  opened  and  referred  to  Com* 

mittee  on  Engineering,  May  10, 1899 6606 

Bids  above  referred  to  tabulated.  May  10, 1899 5698 

Report  on  same.  May  24, 1899 5817 

Report  of  Committee  on  Engineering  In  reference  to  final  certificate  for,  on  contract 

for  superstructure  for  Kedzie  Avenue  bridge.  May  24, 1809 6818 

Pinal  certificate  above  referred  to,  May24. 1809 6813 

Bid  of,  on  superstructure  of  Chicago,  Rock  Island  and  Pacific  Railway  Company 

bridge  opened.  May  81, 1899 6840 

Bid  above  referred  to  tabulated.  May  31, 1899 6841 

Commonlcatlon  from  the  City  Trust,  Safe  Deposit  and  Snrety  Company  of  Philadelphia 
Id  reference  to  release  of  bond  of,  on  contract  tor  aaperstractnre  of  Kedzie  Avenne 

bridge,  referred  to  Committee  on  Finance,  Jaly  12, 1899 6928 

Report  on  same,  Angnst  2, 1899 6970 

Bid  of,  on  Tow-path  Bridge  crossing  River  Diversion,  opened  and  referred  to  Commiitee  on 

Engineering,  September  20,  1889 6088 

Bid  above  referred  to  tabnlated,  September  20,  1899 6084 

Report  on  same,  September  26, 1899 6054 
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ABOB  DAY,  September  4, 1899,  offices  of  Sanitary  District  ordered  closed,  Augnst  80, 1899. . . .    601& 
l«aXayette  Bridge  Company,  The— 

Bid  of,  on  superstructure  of  Chicago,  Rock  Island  and  Pacific  Railway  Company 

bridge  opened.  May  81, 1880 5840 

BIdabovereferred  to  tabulated.  May  31. 1889 5841 

tMOrmnge  Dam— 

Order  directing  Joint  Committee  on  Federal  Relations  and  Engineering  to  investi- 
gate removal  of,  June  14, 1890 6876 

liAmbert,  John— (^!0«  Special  Commiastoners  Chicago  Drainage  Canal.) 
Lmw  Department- 
Annual  report  foriSOS,  March  8,1809 6684 

Monthly  report  for  December,  1898,  January  11. 1809 5104 

Monthly  report  for  January,  1890,  February  23, 1809 6480 


xwm  INDEX. 

Law  Department—  PAge 

Monthly  ret>ort  for  February,  1899,  March  22, 1899 B588 

Monthly  report  for  March.  1899.  April  12. 1899 6610 

Monthly  report  for  April,  1899.  May  17, 1899 6703 

Monthly  report  for  May,  1899,  June  21, 1899 5881 

Monthly  report  for  Jnne,  1899,  July  S8,  1899 5947 

Monthly  report  for  Jnly,  1699,  Aagnat  16, 1899 596e 

Monthly  report  for  AngnBt,  1899,  September  18, 1899 6027 

Monthly  report  for  September,  1899,  October  86, 1899 6069 

Monthly  report  for  October,  1899,  Norember  8S,  1S99 6139 

Monthl  f  re  port  for  T4  o  vember,  1899,  December  80, 1899 6190 

Order  allowinar  fS,000  additional  as  emerprency  fund.  March  28, 1809 6692 

Order  allowioK  t8,QpO  additional  as  emerf^ency  fnnd,  Norember  15, 1899 6132 

Semi-annual  property  return  to  January  2. 1899,  January  14, 1899 6424 

Semi-annnal  property  retnrn  to  July  1, 1899,  Jaly  86, 1899 5947 

Lease  of  offices  in  Chloago  for  Sanitary  District,  Report  of  Joint  Committee  on  Finance 

and  Bngrineeriner  in  reference  to,  March  1, 1899 6602 

Lemont  Highway- 
Chief  Bnglneer's  report  in  reference  to  payment  of  Sackley  A  Peterson  on  contract 
*  for  bridge  substnicture  across  Main  Channel  of,  referred  to  Committee  on  Engi- 
neering, February  8. 1899 5457 

Report  on  same,  February  16, 1899 .^ 6474 

Report  of  Chief  Engineer  above  referred  to  printed  in  full,  February  16, 1899. .    5475 
Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  C.  L.  Strobel 

on  bridge  superstructure  for,  April  5, 1899 6608 

Final  certificate  above  referred  to  printed  in  full,  April  6, 1899 5608 

Report  of  Committee  on  Bnglneeriog  in  reference  to  final  certificate  for  C.  L.  Btrbbel  on 

bridge  enperstroctare  for,  July  19, 1899 5989 

Final  certificate  above  referred  to  printed  in  full,  Jnly  19, 1699 5940 

Communication  from  Highway  Commissioners  of  Town  of  Lemont  in  reference  to 

Stephens  Street,  referred  to  Committee  on  Engineering,  August  23, 1899 6010 

Communication  from  The  City  Trnst,  Safe  Deposit  and  Surety  Company  of  Philadelphia 
in  reference  to  release  of  bond  of  C.  L.  Strobel  on  contract  for  bridge  superstructure 

for,  referred  to  Committee  on  Finance,  October  18, 1899 6065 

Lemont  Improvement  Association- 
Communication   from,   in  reference  to  purchase  or  lease  from  District  certain 
grounds  for  industrial  purposes,  referred  to  Committee  on  Engineering,  June  14, 

1899 6877 

Lincoln's  birthday,  February  13, 1899,  offices  of  Sanitary  District  ordered  closed,  February 

8,1899 6469 

Livingston,  Frances- 
Report  Commltiee  on  Judiciary  in  reference  to  release  of  Judgment  for  $166.67,  Jan- 

uaryll,  1899 6406 

Communication  from  Stein  A  Piatt  asking  release  of  judgment  for  $156.67  against, 

referred  to  Committee  on  Judiciary,  March  1. 1899 6506 

Report  on  same.  March  23, 1899 6589 

Lockport  Highway- 
Chief  Engineer's  final  certificate  on  bridge  substructure  of,  crossing  River  Diversion 
on  Section  16,  for  Griffiths  A  McDermott,  referred  to  Committee  on  Engineering, 

Mays.  1899 6669 

Report  on  same.  May  10, 1899 5695 

Final  certificate  at)Ove  referred  to  printed  in  full.  May  10, 1899 669i 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  Wisconsin 

Bridge  and  Iron  Co.  on  bridge  superstructure  for,  August  2, 1899 6970 

Final  certificate  above  referred  to  printed  in  full,  August  2, 1899 5971 

Report  of  Committee  on  Finance  in  reference  to  release  of  bond  of  Griffiths  A  McDermott 
on  contract  for  bridge  substructure  of,  crossing  River  Diversion  on  Section  16,  Novem* 

bor28,  1899 6148 

Lyons  and  Summit  Highway— (5««  Summit  and  Lyons  Highway.) 


M 


ADDBN  A  SAWYER— 
Majority  and  minority  reports  of  Committee  on  Engineering  on  proposition  from,  10 

collect  $2,800.00  taxes.  May  81, 1899 8889' 


INDEX.  xlix 

Main  Channel—  PaffO 

Permit  from  R.  A.  Alger,  Secretary  nf  War,  for  connection  of  Cbloagro  Kiverwitb, 

May  10,1899 M76 

Preliminary  report  by  Special  CommlssloDere  Chicago  Dralnase  Canal  of  some  of  th^  con- 

clneions  reached  on  adequacy  of  constraction  of  the,  November  28, 1899 6185 

Reply  by  Board  of  TraMees  to  report  above  referred  to,  November  28, 1809 6140 

Maintenance  of  Bndgcfi— (See  Capitalization  Certificates  of  Eufftneen). 
Mailette,  James  P.— 

Appointed  member  of  Special  Committee  for  conducting  conferences  on  behalf  of 
Sanitary  District  in  reference  to  organization  of  sewage  district  from  Seventy- 
fifth  Street  south  to  Bighty-seyenth  Street,  February  1,  ]899 5446 

Blected  temporary  chairman,  February  15, 1899 5461 

Elected  temporary  chairman.  May  17, 1899 5701 

Marshall,  Richard— 

Communication  from  Pease  A  Allen  setting  forth  that,  desires  to  rent  lands  for  farm 

purposes,  referred  to  Committee  on  Engineering,  March  8, 1899 5668 

Report  on  same,  March  22, 1899 6584 

Marshall,  Major  William  L.— 

Report  of  Joint  Committee  on  Finance  and  Engineering  in  reference  to  sale  of  cer- 
tain lands  on  South  Branch  ot  Chicago  River  to  United  States,  May  8, 1899 5671 

Commonicatlon  from,  in  reference  to  payment  by  the  United  States  for  the  "Spry  tract,^^ 

November  8, 1899 6117 

Report  of  Clerk  In  reference  to  payment  by  United  States  for  "Spry  tract,'*  November  15, 

1899 6129 

Reaolntlon  In  reference  to,  November  22,  1899 6130 

Mason  A  Hoover  -  {See  Eoover  tt  Mason.) 
Maaalllon  Bridge  Company- 
Communication  asking  release  of  bond  on  contract  for  bridge  superstructure  across 
Desplaines  River  of  Summit  and  Lyons  Highway,  referred  to  Joint  Committee  on 

Finance  and  Judiciary,  January  11,  189i 6422 

Report  of  Committee  on  finance  on  same,  August  16, 1899 5987 

Bids  of,  on  sub  and  superstructures  of  Chicago  Terminal  Transfer  Railway  Co. 
and  Taylor  Street  bridges,  opened  and  referred  to  Committee  on  Engineering, 

Apm26.1899 5664 

Bids  above  referred  to  tabulated,  April  26,  1899 A5M5 

Report  on  same.  May  3. 1899 5672 

Bid  of,  on  sub  and  superstructure  of  Belt  Railway  Company  of  Chicago  and  Chicago 
and  Western  Indiana  Railroad  Company  bridge,  opened  and  referred  to  Com- 
mittee on  Engineering,  May  10, 1899 5696 

Bid  above  referred  to  tabulated.  May  10,  lb09 5698 

Report  on  same.  Ma  v  24, 1899 5817 

Bid  of,  on  superstructure  of  C,  R.  I.  &  P.  Ry.  Co.  bridge,  opened  May  81, 1899 5840 

Bid  above  referred  to  tabulated.  May  81. 1899 5841 

Bid  of,  on  Tow-path  bridge  crossing  River  Diversion,  opened  and  referred  to  Commlitee  on 

Engineermg,  September  20, 1899 6068 

Bid  above  referred  to  tabnlated,  September  20, 1899 6084 

Report  on  same,  September  26, 1899 6054 

McArtknr  Brothers  Company- 
Report  of  Committee  on  Engineering  in  reference  to  assignment  by  The  Scherzer  Holllng 

Lift  Bridge  Company  to,  of  contract  for  anbetructare  of  eight-track  bridge,  Jnly  12, 1899.  5928 
Report  of  Attorney  transmitting  assignment  by  The  Scherzer  Rolling  Lift  Bridge  Company 
to,  of  contract  for  eobstrncture  of  eight  track  bridge,  consent  of  The  City  Trust,  Safe 
Deposit  and  Surety  Company  of  Philadelphia  to  said  assignment,  consent  of  Sanitary 
District  to  said  assignment,  waiver  by  The  Scherzer  Rolling  Lift  Bridge  Company  of 
claims  for  damages,  and  acceptance  and  agreement  of  McArthur  Bros.  Co.,  July  12, 1899.    5924 

Aaaignment  above  referred  to.  July  12, 1890, 5924 

Consent  of  The  City  Trust.  Safe  Deposit  and  Surety  Company  of  Philadelphia  above 

referred  to,  July  12, 1899 ; 5925 

Consent  of  Sanitary  District  above  referred  to,  July  12, 1899 5925 

Waiver  by  The  Scherzer  Roll  mg  Lift  Bridge  Company  of  claims  for  damages  above 

referred  to,  July  12, 1899 5926 

Acceptance  and  agreement  of  McArthur  Bros.  Co.  of  said  assignment  above  referred 

to,  July  12, 1899 5926 

Report  of  Committee  on  Engineering  in  reference  to  readjustment  of  prices  on  contract 

with,  for  Bubetructure  of  eight-track  bridge,  July  12, 1899 5927 


1  INDEX. 

Mo  Arthur  Brothers  Company—  Panre 

Order  of  Chtef  Bngloeer  readjnBting  prices  on  contract  for  substractare  of  eight-track 

bridg^  July  12. 1899 5939 

Report  of  Chief  Eniciooer  in  reference  to  payment  for  force  accoanc  work  employed  b;, 

for  District  at  Bight- track  Bridge,  December  i^,  1899 6280 

MoArthur  Bros.  Company  and  Winston  &  Company- 
Chief  Bnglneer's  final  oartifleate  on  substructure  A.,  T.  &  S.  F.  Ry.  Co.  bridge  at  west 

end  of  Section  N,  referred  to  Committee  on  Bngloeerlng,  January  4, 1890 1890 

Report  on  same,  January  ll«1899 6406 

Pinal  certificate  above  referred  to  printed  in  full,  January  11, 1899 6407 

Chief  Bngineer's  final  certificate  on  substructure  C,  M.  ft  N.  R.  R.  Co.  bridge  near 
east  end  of  Section  N.  across  Kedzle  avenue,  referred  to  Committee  on  Boglneer- 

Ing.  Februarys,  1899 6467 

Report  on  same,  February  16, 1899 6416 

Final  certificate  above  referred  to  printed  in  full,  February  16, 1899 6477 

Report  of  Committee  on  Judiciary  reducing  bonds  of,  on  oontraots  for  substructures 
C,  M.  &  N.  R.  R.  Co.  and  A.,  T.  &.  8.  F.  Ry.  Co.  (west  end  Section  N)  bridges,  Jan- 
uary 18, 1899 5481 

Report  of  Committee  on  Finance  approving  reduced  bond  of,  on  contracts  for  sub- 
structures of  C,  M.  ft  N.  R.  R.  Co.  bridge  near  east  end  of  Section  N,  and  A.,  T.  ft 

8.  F.  Ry.  Co.  bridge  at  west  end  of  Seotion  N,  April  19, 1809 6615 

Report  of  Committee  on  Bngineering  in  reference  to  final  oertlfloate  for,  on  contract 

for  substructure  of  Summit  and  Lyons  Highway  bridge,  May  24, 1890 5618 

Final  certificate  al>ove  referred  to.  May  24, 1800 6814 

McMahon  ft  Montgomery  Company  et  al.— 

Chief  Bngineer's  final  certificate  on  Section  O,  referred  to  Committee  on  Bngineering, 

February  23, 1809 v 6481 

Report  on  same,  March  1, 1899 6608 

Final  certificate  above  referred  to  printed  in  full,  March  l,  1800 6606 

Report  of  Clerk  in  reference  to  refusal  of,  to  accept  and  receipt  for  vouchers  (In 
payment  of  final  reserve  on  Seotion  0)  and  transmitting  order  setting  forth  man- 
ner of  payment  and  receipt  for  same,  March  8, 1800 6666 

Order  in  reference  to  same,  Maroh  8, 1890 6666 

Report  of  Chief  Engineer  in  reference  to  claims  of,  for  extra  compensation  on  Section  O, 

July  10,1899 6966 

Meetings- 
Discontinuance  of,  Saturday,  Boaid.  January  26, 1600 6442 

Report  of  Committee  on  Rules  in  reference  to  having  Board,  every  Wednesday,  May 

10.1800 6606 

Metropolitan  West  Side  Elevated  Railway  Company- 
Report  of  Committee  on  Bngineering  on  agreement  with,  for  construction  and  main- 
tenance of  By-pass,  etc.,  Maroh  17, 1800 6576 

Report  of  Committee  on  Bngineering  transmitting  agreements  with,  and  with  Penn- 
sylvania Company  and  said  Blevatod  Railway  Company  for  By-pass,  Juue  7, 1800..    6860 

Agreement  with,  for  By -pass,  June  7, 1809  6860 

Agreement  with  Pennsylvania  Company  and,  for  By-pass,  June  7, 1809 6868 

Mexico,  President  of— 

Resolution  InTitinjr,  Jnly  26, 1809 6040 

Mill  Stone- 
Report  of  Committee  on  Bngineering  granting  permission  to  Egbert  Phelps  to  remove 

historic,  f rom^ Desplalnes  River  in  JolJet,  111.,  October  18, 1890 6076 

Mimeograph- Clerical  Department  authorized  to  purchase,  September  6, 1800 6016 

Moulding  Company,  ThomtiB—(See  Thomas  Moulding  Company.) 
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ORTON,  J.  L  —{Sec  Economy  Light  ami  Power  Company  ) 


LIVER,  DAVID- 
Report  of  Committee  on  Engineering  transmitting  agreements  with,  for  conveying 
certain  land,  and  for  water-power  and  motor  for  transmission  of  water-power, 

June  7, 1899 6866 

Agreement  with,  for  conveying  certain  land  and  for  wateivpower,  June  7, 1899 5866 

Agreement  with,  for  motor  for  transmission  of  water-power,  June  7, 1809 6660 
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Orders—  Page 

Directing  that  Oovernor  Tanner  be  notified  of  completion  of  Main  Obannel,  and  to 

appoint  commission  to  Inspect  same,  January  11,  1800 5422 

Clerk  to  draw  warrants  against  1808  tax  levy,  and  method  warrants  less  than  $60.00 

shall  be  drawn,  January  18, 1800 5438 

In  reference  to  manner  of  payment,  and  receipt  for  same,  of  final  reserve  on  Section 

O  for  McMahon  &  Montgomery  Co.  et  al..  March  8, 1800 5506 

Directing  Attorney  to  institute  condemnation  proceedings  for  right  of  way  across  C, 

8.  F.  &  C.  Ry.  in  Section  20-37-11  and  at  Stephens  Street  crossing  in  Lemont,  111., 

and  elevate  said  Company's  tracks,  etc.,  March  8,1800. 5500 

Directing  President  and  Clerk  to  deposit  certam  money  and  execute  supplemental 

agreement  with  C,  H.  I.  &  P.  Ry.  Co.  for  bridge  construction  at  Joliet,  111.,  March 

38,1800 : 5586 

Directing  Clerk  to  draw  warrant  for  $'^000  as  additional  emergency  fund  for  Law 

Department,  March  28, 1890 5603 

Directing  payment  of  semi-annual  interest  due  May  1, 1800,  on  bonds  of  first  issue, 

April  10,  1800 6647 

Directing  payment  of  semi-annual  rental  due   May   1,  1800,  to  Pennsylvania  Com- 
pany, under  agreement  for  By-pass  along  Chicago  River,  April  10,  1800 5647 

Directing   execution    of  necessary    conveyances  for  certain  lands  for  Romeoville 

Highway,  April  10.  1800 6647 

Directing  the  leasing  of  lands  of  the  Sanitary  District,  April  10,  1800 5648 

Directing  the  closing  of  ofiices  on  Saturdays  at  noon  from  April  22.  1800,  to  Sep- 
tember 80,  1800,  April  10,  1800 6648 

Directing  payment  of  Will  County  taxes,  April  26.  1800 6664 

Directing  the  closing  of  offices  on  Decoration  Day,  May  30.  1800,  May  24,  1800 6818 

DJreoting  Joint  Committee  on  Federal  Relations  and  Engineering  to  Investigate  re- 
moval of  LaGrange  and  Kampsville  Dams,  June  14, 1800 6876 

Directing  President  and  Clerk  to  advertise  for  bids  for  development  and  leasing  of 

water-power,  June  21, 1800 6886 

Directing  payment  maturing  bonds  of  3d  issue  and  semi-annual  interest  on  2d,  3d, 

4th,  5th.  6th.  7th  and  8th  Issues,  June  28. 1800 5010 

Directing  payment  of  annual  rental   due  June  1.  1800,  to  The  Chicago  &  Alton 

R.  B.  Co.  under  agreement  for  by-pass  along  Chicago  River,  June  %,  1809 5010 

Directing  President  to  purchase  cement  for  ase  of  sabstractare  of  Eight-Track  Bridge,  July 

10,1809 5041 

Directing  Clerk  to  pay  Special  Commissioners'   pay-roll  and  blllg  iucarred  Jnly,  1809, 

Anguit3,1899 6074 

Directing  modification  of  proposals  received  for  the  development  of  water-power,  August 

28.1880 6010 

Directing  the  closing  of  offices  on  Labor  Day,  September  4, 1899,  August  30, 1800 6018 

Directing  Clerk  to  pay  Special  Commissioners' pay-roll  and  bills  incurred  August,  1899, 

September  6,1890 6C22 

Directing  Clerk  to  pay  Special  Commissioners'  pay-rolls  and  blllis  Incurred  September, 

1899,  September  26, 1899 6065 

Directing  President  and  Clerk  to  draw  a  warrant  for  $2,000.00  for  payment  of  pay-rolls  of 

Force  Account,  September  26, 1809 6056 

Directing  Clerk  to  pay  Heldmaier  &  Neu  $10,000.00  out  of  reserve  percentage  on  Section  17, 

October  12,  J  890 6076 

Directing  payment  of  maturing  bonds  of  first  issue  and  semi-annual  interest  due  November 

'   1, 1800,  on  said  issue,  October  25, 1809 6000 

Directing  payment  of  semi-annual  rental  due  November  1, 1809,  to  Pennsylvania  Company, 

under  agreement  for  By-pass  along  Chicago  River,  October  25, 1809 6090 

Directing  President  atfd  Clerk  to  pay  Hayes  Bros.  $4,000.00  out  of  reserve  percentage  on 

Section  N,  November  1, 1899 6100 

Directing  Clerk  to  pay  Special  Commissioners' pay-rol  1  and  bills  incurred  October,  1800, 

November  1, 1890 6100 

Directing  Clerk  to  draw  warrant  for  $2,500.00  as  additional  emergency  fund  for  Clerical 

Department,  November  1, 1890 6110 

Directing  President  and  Clerk  to  draw  warrant  for  $3,000.00  as  additional  emergency  fund 

for  Law  Department,  November  15, 1899 6122 

Directing  Clerk  to  pay  Special  Commissioners'  pay-roll  and  bills  incurred  November,  1899, 

December  0,  1 899 6169 
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Orders—  Pair©^ 

Direetlnjir  Prefiident  and  Clerk  to  arrange  for  extension  of  time  for  completing  Eight-track 
Bridge  on  contracts  with  C.  J.  By.  Co.,  C.  T.  T.  R.  R.  Co.,  and  P  ,  C,  C.  &  St.  L.  By., 

December  18, 1899 618& 

Directing  payment  maturing  bonds  ot  2d,  4th,  5th  and  6th  Isanee  and  eeml-annoal  interest 
on  Sd,  8d,  4th,  6tb,  6th,  7th  and  8th  issnee,  December  90, 1899 6194 

Ordinances— 

For  tax  levy  of  1899,  February  23, 1899 5496 

For  payment  of  Interest  on  1899  tax  levy  warrants,  March  1, 1899 5501 

For  Stephen  Street  subway  at  Lemont,  III.,  April  19. 1899 564 

For  construction  of  bridge  and  highway  at  Bomeoviile,  111.,  May  91. 1899 5836 

For  appt'oprlation  of   $26,000  for  use  of  Special  Commissioners  Chicago  Drainage 

Canal  for  paymeflt  of  salaries  and  other  bills,  June  8, 1899 5846 

For  cotfBtraction  of  Cass  and  Jefferson  Streets  bridges  and  repair  of  Jackson  Street  bridge 

in  Joliet,  Illinois.  October  18, 1899 6081 

Fjr  change  of  plane  in  constrnction  of  Cass  and  Jefferson  Streets  bridges  and  repair  of 

Jackson  Street  bridge  la  Joliet,  111.,  December  18, 1899 6184 

For  $1,000,000  8^  per  cent  currency  bonds  (ninth  issne),  December  90, 1899 6192 


AN  HANDLE  RAILROAD  COMPANY— (Sto  EiahUTrack  Bridge) 
Paris  Exposition  in  1900— 

Report  of  Committee  on  Engineering  in  reference  to  a«rreement  for  models  of  Sani- 
tary District  Channel  and  Works  for,  May  24, 1899 58ift 

ks,  Samuel  S.— 
Report  of  Joint  Committee  on  Finance  and  Engineering  on  payment  to.  for  certain 

land  In  accordance  with  court  decree,  June  28, 1899 5905 

Payette,  Edward— 

Report  of  Committee  on  Engineering  in  reference  to  claim  of,  against  Sanitary  Di8> 

trict,  February  1. 1899 5450 

Pay  Rolls— 

For  January,  1899.  February  1, 1899 5446 

For  February,  1899,  Maroh  1, 1899 5491 

For  March,  1899.  March  29, 1899 6698 

ForApril,  1899,  May8,1899 6667 

For  May,  1899,  May  31, 1899 681» 

For  June,  1899,  June  28, 1899 6887 

For  Jaly,  1899,  August  2. 1899 5951 

For  August,  1899,  August  80, 1899 §018 

For  September,  1899,  September  26, 1899 6086^ 

For  October,  1899.  November  1, 1899 6091 

For  November,  1899,  November  28, 1899 6184 

For  December,  1899,  Decern  oer  2U,  1899 6187 

Pay  Rolls  of  Special  Commissioners— 

For  July,  1899,  Aueast  a,  1899 5978 

For  August,  1899,  September  6, 1899 0021 

For  September,  1899,  September  26,  1899 6065 

For  October,  1899,  November  1, 1899 6110 

Pease  &  Allen- 
Communication  from,  setting  forth  that  Richard  Marshall  desires  to  rent  lands  for 

farm  purposes,  referred  to  Committee  on  Engineering,  Maroh  8, 1899 5568. 

Report  on  same,  Maroh  22,1899 6684 

Penn  Bridge  Company— 

Chief  Engineer's  final  certificate  on  superstructure  of  Atchison,  Topeka  and  Santa 
Fe  Railway  Company  bridge  across  Desplaines  River  on  Section  8,  referred  to 

Committee  on  Engineering,  January  4, 1899. 6991 

Report  on  same,  January  11,  1899 540ft 

Final  certificate  above  referred  to  printed  in  full,  January  11, 1899 5407 

Bid  of,  on  Tow-path  bridge  crossing  River  Diversion,  opened  and  referred  to  Committee  on 

Engineering,  September  20, 1899 606$ 

Bid  above  referred  to  tabulated,  September  20, 1899 6084 

Report  on  same,  September  26, 1899 6054 
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Pennsylvaaia  CompaDy,  Operating  the  Pittaburffh.  Fort  Wayne  and  Cbioago  Railway—         Page 
Order  direoting  payment  to,  semi-annual  rental  due  May  1, 1899,  under  agreement  for 

By-Pass  along  Chicago  River,  April  If).  1899 5647 

Beport  of  Oommittee  on  Bngineering  transmitting  agreements  with  The  Metropolitan 
West  Side  Blevated  Railway  Company,  and  with,  and  said  Blevated  Railway  Com- 
pany for  By-Pass,  June  7, 1899 5869 

Agreement  with,  and  The  Metropolitan  West  Side  Blevated  Railway  Company  for  By- 

Pass,  June  7, 1899 5863 

Order  directing  payment  to,  aemi-anoixal  rental  due  Noyemboi  1, 1899,  under  agreement  for 

By-pass  along  Chicago  River,  October  S6, 1899 6090 

Pennsylvania  Steel  Company,  The— 

Bids  of,  on  sub  and  superstruotures  of  Chicago  Terminal  Transfer  Railway  Company 
and  Taylor  Street  bridges  opened  and  referred  to  Committee  on  Bngineering, 

Aprll26,1899 6664 

Bids  above  referred  to  tabulated,  April  36,  1899 AS665 

Report  on  same.  May  8,  1899 5672 

Report  of  Committee  on  Finance  Approving  bond  of.  for  contract  for  Chicago  Ter- 
minal Transfer  Railway  Company  bridge  near  Taylor  Street,  May  17, 1899 5779 

Agreement  for  sub  and  superstructure  of  Chicago  Terminal  Transfer  Railway  Com- 
pany bridge,  May  17,  1899 5779 

Bid  of,  on  sub  and  superstructure  of  Belt  Railway  Company  of  Chicago  and  Chicago 
and  Western  IndianiC  Raiiroad  Company  bridge  opened  and  referred  to  Com- 
mittee on  Bngineering,  May  10, 1899 6696 

Bid  above  referred  to  tabulated.  May  10, 1899 6698 

Report  on  same.  May  24.  1899 6817 

Bid  of,  on  Tow-path  bridge  crossing  River  Diversion,  opened  and  referred  to  Committee 

on  Bngineering,  September  90,1699 6033 

Bid  above  referred  to  tabnlated,  September  SO,  1899 6084 

Beport  on  same,  September  26, 1899 6054 

Peoria  Deep  Water-Way  Convention— <fiM  Deep  Water-Way  Convention  ) 

Permit  from  R.  A.  Alger,  Secretary  of  War,  for  connection  of  Main  Channel  with  Chicago 

River,  May  10, 1899 5676 

Peterson,  P.— 

Report  of  Committee  on  Bngineering  in  reference  to  agreement  with,  for  removal  of 

Western  Avenue  Pontoon  Bridge,  May  24. 1809 6812 

Phelps,  Egbert- 
Report  of  Committee  on  EogiaeerlDg  graallng  permission  to,  lo  remove  historic  mill  stone 

from  Deaplaines  River  in  JoUot,  111.,  October  19,1899 6075 

Phcenix  Bridge  Company,  The— 

Bid  of,  on  Tow-path  bridge  crossing  River  Diverson,  opened  and  referred  to  Committee  on 

Bngineer|nflr,Septemberao,  1899 6683 

Bid  above  referred  to  Ubalated,  September  90, 1899 6064 

Report  on  same,  September  86,1889  6064 

Pigarscb,  Albert- 
Communication  from,  applying  for  grass  and  crop  on  certain  lands  on  Section  D, 

referred  to  Oommittee  on  Eogineering,  March  8, 1899 6568 

Report  on  same,  March  22, 1899 6684 

Pittsburgh,  Cincinnati,  Chicago  &  St.  Loats  Railway- 
Order  directing  President  and  Clerk  to  arrange  for  extension  of  time  for  completing  Eight- 
track  bridge  on  contract  with,  December  13, 18^9 6185 

Police  Department- 
Annual  report  for  1898,  January  11, 1899 6402 

PoUntion  of  Waters  of  Rivers  and  Canal— (5e«  Analyeee  of  Waters  of  Bivere  and  Canal) 

Preadergaat,  Richard- 
Appointment  by  President  of  committee  to  prepare  reeolations  in  tbe  memory  of,  Angast 

17,1899 6991 

Report  of  Committee  on  Reeolntions  tran»mftting  resolatloos,  Aognst  17, 1899 6992 

ReKolatlons  above  referred  to,  Angnst  17, 1899 5992 

President  Authorized  or  Ordered  and  Directed— 

To  execute  (with  Clerk)  release  of  judgment  for  $156.67  agaiust  Frances  LiviDgston, 

January  11, 1809 5406 

To  make  (with  Clerk)  final  payment  on  contracts  for  substructure  A.,  T.  &  S  F.  Ry. 

Co.  bridge  at  west  end  of  Section  N,  and  superstructure  A.,  T.  &  8.  F.  Ry.  Go. 

bridge  across  Desplaines  River  on  Section  8,  January  11,  1899 5406 
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President  Authorized  or  Ordered  and  Directed—  Page 

To  execute  (witb  Clerk)  agreement  for  extension  of  time  on  supplemental  agreement 

with  Chicago  Junction  Railway  Company,  January  U,  1899 6408 

To  transmit  (with  Clerk)  copy  of  order  directing  Inspection  of  Main  Channel  by  Com- 
mission to  be  appointed  by  Governor  Tanner/ January  11, 1890 5422 

To  make  (with  Clerk)  final  payment  on  contract  for  substructure  of  Willow  Springs 

Highway  bridge  crossing  Maiu  Channel,  January  14, 1890 5^24 

To  execute  (with  Clerk)  agreement  for  temporary  crossing  Desplaines  River  with 

Joliet  Railroad  Company,  January  26. 1899 6442 

To  make  (with  Clerk)  final  payment  on  contract  for  substructure  of  Lemon  t  Highway 

bridge  crossing  Main  Channel,  February  16, 1899 ^ 6474 

To  make  (with  Clerk)  final  payment  on  contract  for  Section  F,  February  16, 1899 5476 

To  make  (with  Clerk)  final  payment  on  contract  for  substructure  of  C,  M.  ft  N.  R.  R. 

Co.  bridge,  February  16, 1899 6476 

To  execute  (with  Clerk)  release  of  Judgment  for  9166.67  against  Frances  Livingston, 

March  28, 1899 5680 

To  execute  (with  Clerk)  lease  with  Security  Deposit  Company  for  ofBoes  for  Sanitary 

District  in  Chicago,  March  1,1890 5502 

To  make  payment  (with  Clerk)  of  certain  sums  to  MoMahon  &  Montgomery  Company 

et  al.  upon  latter  filing  bond  for  the  unwaterlng  of  Section  O,  March  1, 1899 5603 

To  sign  (with  Clerk)  frontage  petition  for  Chicago  and  Desplaines  Valley  Blectrio 

Railway  Company  to  operate  railway  on  Summit  and  Lyons  Road,  March  8, 1809. . .    6667 

To  execute  (with  Clerk)  agreements  with  Chicago  and  Desplaines  Valley  Blectrio  Rail- 
way Company  for  right  of  way  privileges,  maintenance  of  bridge  over  Main  Channel 
and  for  maintenance  of  fiagman,  March  8,  1899 6668 

To  execute  (with  Clerk)  papers  for  transfer  of  '^Adams  storehouse,"  March  17,  1899 6574 

To  execute  (with  Clerk)  agreement  witb  Metropolitan  West  Side  Elevated  Railway 

Company  for  oonstruetion  and  maintenance  of  By-pass,  etc..  March  17,  1899 5575 

To  execute  (with  Clerk)  leases  to  Albert  Plgarsoh,  Richard  Marshall  and  other  per- 
sons for  lands  In  Sections  A,  B,  C,  and  D,  March  22,  1899 5584 

To  deposit  (with  Clerk)  certain  money,  and  execute  (with  Clerk)  supplemental  agree- 
ment with  C,  R.  I.  &  P.  Ry.  Co.  for  bridge  construction  at  Joliet,  Illinois,  March 
22.1899 5685 

To  make  payment  (with  Clerk)  to  C,  M.  &  N.R.  R.  Co.  for  easement  over  certain  land, 

March23,1899 5590 

To  execute  (with  Clerk)  deed  for  exchange  of  certain  lands  with  C,  S.  F.  &  C.  Ry.  Co., 

March  29, 1899 5696 

To  execute  (with  Clerk)  contracts  with  the  J.  G.  Wagner  Company  for  sub  and  super- 
structures of  Jefferson  and  Cass  street  bridRes  in  Joliet,  111.,  March  29, 1809 5698 

To  make  (with  Clerk)  payment  to  Cosmopolitan  Electric  Company  for  damages  to 

building  and  plant,  March  29, 1899 ^ 560O 

To  make  (with  Clerk)  final  payment  on  contracts  for  superstructures  of  Lemont  and 

Willow  Springs  highway  bridges  crossing  Main  Channel,  April  5, 1899 5603 

To  make  (with  Clerk)  final  payment  on  contract  for  superstructure  of  A.,  T.  A  S.  F. 

Ry.  Co.  bridge  near  east  end  of  Section  G,  April  12, 1899 5626 

To  pay  (with  Clerk)  semi-annual  rental  due  May  1,  1899.  to  Pennsylvania  Company 

under  agreement  for  by-pass  along  Chicago  River,  April  10, 1899 5647 

To  execute  (with  Clerk)  necessary  conveyances  for  certain  lands  for  Romeoville  high- 
way and  release  damages  sustained  by  reason  of  the  establishment  of  said  high- 
way, April  19, 1899..! 5647 

Tq  lease  (with  Clerk)  lands  of  the  Sanitary  District,  April  19,  1899 6648 

To  make  (with  Clerk)  payment  to  Chester  A.  Allen  la  full  settlement  for  lands  and 

damages,  April  26, 1899 5664 

To  execute  (with  Clerk)  agreements  and  warranty  deed  to  the  United  States  for 
certain  lands  on  the  South  Branch  of  Chicago  River,  May  3,  1899 5671 

To  enter  (with  Clerk)  into  contracts  witb  Pennsylvania  Steel  ('ompany  and  Chicago 
Bridge  and  Iron  Company  for  sub  and  superstructures  of  C.  T.  T.  Ry.  Co.  and 
Taylor  street  bridges.  May  3, 1899 5872 

To  employ  W.  M.  Hughett  to  take  charge  of  the  bridge  construction.  May  3, 1890 5672 

To  make  (with  Clerk)  final  payments  on  contracts  for  substructures  of  Lookport 

Highway  and  Wire  Mills  Road  bridges  on  Section  16,  May  10, 1890 6605 

To  enter  ^with  Clerk)  into  agreement  with  P.  Peterson  for  removal  of  Western  ave- 
nue pontoon  bridge.  May  24, 1899 581ft 
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President  Authorized  or  Ordered  and  Directed—  Page 

Xo  make  (with  Clerk)  final  payments  on  contracts  for  superstructures  of  Kedsle 
Avenue  Highway  and  C,  M.  &  N.  K.  R.  Ck).  and  substructure  of  Summit  and  Lyons 
Highway  bridges,  May  24, 1899 6813 

To  pay  (with  Clerk)  to  C*  M.  &  N.  R.  R.  Co.  iudemnity  for  repairs  and  maintenance  of 

bridges.  May  24. 18» 6814 

To  execute  (with  Clerk)  cAntract  with  The  Toledo  Bridge  Company  for  sub  and  super- 
structure  of  Belt  Railway  Company  of  Chicago  and  Chicago  and  Western  Indiana 
Railroad  Company  bridge,  May  24, 1809 6817 

To  execute  (with  Clerk)  agreement  with  A.,  T.  &  S.  F.  Ry.  Co.  for  temporary  occupa- 
tion of  right  of  way  for  use  of  eight- track  bridge.  May  81,  1809 6886 

To  execute  (with  Clerk)  contract  with  Chicago  Bridge  and  Iron  Company  for  super- 
structure of  C.  R.  I.  A  P.  Ry.  Co.  bridge.  May  31. 1899 6840 

To  pay  (with  Clerk)  to  Belt  Railway  Company  of  Chicago  Indemnity  for  repairs  and 

maintenance  of  bridge,  June  7. 1809 6850 

To  execute  (with  Clerk)  agreements  with  The  Metropolitan  West  Side  Blevated  Rail- 
way Company,  and  with  Pennsylvania  Company  and  said  Blevated  Railway  Com- 
pany, for  By -pass,  June  7, 1^09 6650 

To  execute  (with  Clerk)  agreements  with  David  Oliver  for  conveying  certain  land,  for 

water  power,  and  for  motor  for  transmission  of  water  power,  June  7, 1899 58M 

To  make  (with  Clerk)  final  payment  on  contract  for  superstructure  of  Southwest 

Boulevard  and  Western  Avenue  bridge,  June  7, 1899 5600 

To  make  (with  Clerk)  final  payment  on  contract  for  superstructure  of  A.,  T.  &  S.  F. 

Ry.  Co.  bridge  at  west  end  of  Section  N,  June  14,  1809 6876 

To  pay  (with  Clerk)  to  A.,  T.  &  S.  F.  Ry.  Co.  et  al.  ('*3anta  Fe  System")  indemnity  for 

repairs  and  maintenance  of  bridge  at  west  end  of  Section  N,  June  14, 1899 5876 

To  execute  (with  Clerk)  agreement  with  American  Steel  and  Wire  Company  of  New 
Jersey  for  conveying  certain  land,  for  water  power  and  for  motor  for  transmis- 
sion of  water  power,  June  21,1899 6882 

To  advertise  (with  Clerk)  for  bids  for  development  and  leasing  of  water  power,  June 

21.1899 5888 

To  execute  (with  Clerk)  agreement  with  City  of  Chicago  for  maintenance  of  pumping 
station  south  of  Seventy-fifth  Street,  June  28, 1890 6907 

To  pay  (with  Clerk)  annual  rental  due  June  1, 1809,  to  The  Chicago  and  Alton  Rail- 

road  Company,  under  agreement  for  By-pass  along  Chicago  River,  June  28. 1809. . .      5910 

To  ezecate  (with  Clerk)  agreement  with  William  G.  and  Bleanor  J.  Roelker  for  warranty 
deed  and  guarantee  abdtraci  of  title  to  certain  land  andfor  dockcosstrnction,  Jaly 
5,  1890 5014 

To  make(witii  Clerkt  final  payment  on  contract  for  Bapeistractare  of  Regalailng  Works  at 

Lockport,  July  12, 1800 6922 

To  ezecala.(with  Clerk)  coneent  of  Sanitary  Dletrict  to  aeslgoment  by  The  Scherzer  Rolling 
Lift  Bridge  Company  to  McArthur  Bros.  Company,  and  deliver  same  after  all  papers 
hare  been  ezecated,  Jnly  Id,  1809 5928 

To  pay  (with  Clerk)  to  Dr.  Arthur  Reynolds  $800.00  per  month  on  account  ot  streams  ex- 
amination, July  19,  18(»9 5939 

To  make  (with  Clerk)  final  payments  on  contracts  for  superstructure  of  Willow  Springs, 

L^mont  and  Summit  and  Lyons  Highway  bridges  crosalDg  Main  Channel.  July  19, 1890.    5980 

To  purchase  cement  for  use  of  subatructure  of  eight-track  bridge,  Jnly  19, 1890 5941 

To  make  (with  Clerk)  final  payment  on  contract  for  superstructure  of  Lockport  High- 
way bridge,  August  2, 1809 5970 

To  sign  (with  Clerk)  lease  with  Security  Deposit  Co.  for  quarters  for  Cement  Testing 

Department,  August  2, 1899 5972 

To  execute  (with  Clerk)  agreement  with  Chicago  Junction  Ry.  Co.  for  transfer  of  C. 

T.  T.  R.  R.  Co.  tracks,  August  2, 1890 6972 

To  make  (with  Clerk)  final  payment  on  contract  for  foundations  of  Bear  Trap  Dam 

and  collateral  works.  August  18, 1809 5989 

To  make  arrangements  for  Board  and  officers  to  attend  In  a  body  the  funeral  of 

Richard  Prendergast,  August  17, 1899 5992 

To  execute  (with  Clerk)  agreement  with  City  of  Chicago  for  construction  of  Canal 

Street  bridge,  August  30, 1899 6016 

To  pay  (with  Clerk)  final  certificate  on  contracts  for  bridge  superstructure  of  Wire  Mills 
Road  oroflsing  River  Diversion  and  RomeovlUe  Highway  croc ains  Main  Channel,  Sep- 
tember 18,1899 6038 
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President  Authorized  or  Ordered  and  TJireoted—  ^  Page 

To  execate  (with  Clerk)  coniract  with  The  Joliet  Bridge  aod  Iron  Company  for  saperstrnc* 

tare  of  Tow-path  bridfce  crossing  River  DivereioD.  September  88, 1899 6064 

To  draw  (with  Clerk)  warrant  for  payment  of  pay-rolls  of  Porce  Account,  September  96, 

1899 6066 

To  close  (ander  direction  of  Committee  on  Engineering)  offices  of  Sanitary  District  on  such 
days  of  Fall  Festival  week  as  may  be  deemed  advisable,  add  postpone  Board  meeting, 
October  4, 1899 6061 

To  file  (with  Clerk)  with  City  Clerk  of  Joliet  acceptance  of  ordinance  for  constrnction  of 

Cass  and  Jefferson  Street  bridges,  and  repair  of  Jackson  Street  bridge,  October  18, 1899    0061' 

To  pay  (with  Clerk)  semi^annnal  rental,  dae  November  1, 1899  to  Pennsylvania  Compan}', 

nnder  sgreement  for  By-pass  along  Ch  icago  River,  October  25, 1899 0090 

To  make  (with  Clerk)  final  payment  on  contract  for  sabstractnre  of  RomeovHle  Highway 

bridge  crossing  Msin  Channel,  November  1, 1899 6106 

To  pay  (with  Clerk)  Hayes  Bros.  f4,000  oat  of  reserve  percentage  on  Section  N,  November 

1,1899 0109 

To  exeente  and  deliver  (with  Clerk)  deed  for  certain  lands  to  Economy  Light  and  Power 

Company,  November  8, 1899 •....•    6116 

To  draw  (with  Clerk)  warrant  for  $8,000  as  additional  emergency  land  for  Law  Depart- 
ment, November  16,1690 6122 

To  mske  (with  Clerk)  final  payment  on  contract  for  soperstractare  of  C.  T.  T.  R.  R.  Co. 

bridge  crossing  Desplaines  River,  November  8S,  1899 6180 

To  arrange  (with  Clerk)  for  extension  of  time  for  comoleting  Bight-track  bridge  on  con- 
tracts with  C.  J.  Ry.  Co.,  C.  T.  T.  R.  R.  Co  ,  and  P.,  C,  C.  A  St.  L.  Ry.,  December  13, 
1899 6185 

To  exeente  (with  Clerk)  agreement  with  the  Canal  Commissioners  for  maintenance  of 

"Summit  LeveV  December  21,1899 6197 

To  pay  (with  C lerk)  certain  claims  agauat  Angus  &  Qlndele,  December  27, 1899 ftNO 

President  William  Boldenweok— 

Message  from,  in  reference  to  organisation  of  sewage  district,  from  75th  street  south 

to  87th  street,  referred  to  Special  Committee  of  three,  February  1, 1899 5446 

Special  Committee  appointed  by,  February  1, 1899 6446 

Message  from,  transmitting  letters  from  Secretary  of  War  in  reference  to  permits  for 
oonstruoUon  of  colTer-dam  at  Adams  street,  temporary  and  permanent  bridges  for 

O.  T.  T.'  R.  R.  Co.,  and  permanent  bridge  for  Taylor  street,  March  22, 1809 6681 

Letters  above  referred  to  printed  in  full,  Maroh  22, 1899 6682 

Call  by,  for  special  meeting  of  Board  of  Trustees,  Maroh  28, 1899 668T 

Call  by,  for  special  meeting  of  Board  of  Trustees,  May  3, 1899 6667 

Message  from,  transmitting  permit  from  Acting  Secretary  of  War  for  construction  of 
temporary  cofferdam  between  Adams  and  Van  Buren  streets  for  by-pass.  May  17, 

1899 5702 

Message  from,  transmitting  agreement  with  Thomas  Moulding  Company  for  pnrchase  of 

cement  for  use  of  sn bstructure  of  eight-track  bridge.  July  26, 1899 5944 

Agreement  above  referred  to  printed  in  fall,  Jaly  26, 1899 6945 

Appoints  Messrs.  Bckbart,  Jones  and  Smyth  a  committee  to  prepare  resolutions  in 

the  biemory  of  Richard  Prendergast,  August  17, 1899 5901 

Message  from,  in  reference  to  removal  of  bridge  across  Illinois  and  Michigan  Canal  at  Saar, 

Illinois,  October  18, 1899 6077 

Mesfea^e  from,  appointing  Messrs.  Jones,  Carter  and  Braden  a  Special  Committee  for  Re- 
moval of  Dams  at  Henry  snd  Copperas  Creek,  October  96, 1899 6067 

Annual  message  from,  December  5, 1899 6145 

Re-elected,  December  6, 1899 6154 

Appointment  by.  of  committees  for  189U190\  December  18, 1899 6161 

Proceedings  of  Sanitary  District— 

Committee  on  Rules  authorized  to  have  printed  600  copies  of  first  volume  of,  March 

1,1899 6  06 

Public  Library  of  Joliet— («m  Joliet  Public  Library.) 
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UALEY   CONSTRUCTION   COMPANY- 
Supplement  to  the  final  certificate  of  Chief  Engineer  to  Halvorson.  Richards  &  Co.  on  oon- 
tract  for  Section  B  recommending  claim  of,  against  Angus  &  Gindeie  be  paid  in  con- 
formity to  assignment  made  by  said  Ansrus  &  Gindeie,  December  27, 1899 6228 


J 
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HaNDOLPH,  ISHAM,  chief  SNGINBBR-(/S'««  Chi^  Engineer.)  Page 

Beddick,  James,  Report  of  Committee  on  Fioance  canoellinff  bond  of.  May  17, 1899 5778 

Bedleske,  Pan  I—  , 

Report  of  Committee  on  Fmance  in  reference  to  diemlieal  of  enits  against,  Jnly  19, 1899. . . .  5988 

Report  of  Clerk  in  reference  to  account  of,  Jaly  86, 1899 5946 

Reed,  E.  S.,  Report  of  Committee  on  Judiciary  disallowing  claim  of,  against  Donald  Fraser, 

January 25,  1899 6441 

Rtcniattng  Works- 
Report  of  Committee  on  Engiseering  in  reference  to  Anal  certificate  for  Christie  &  Lowe 

on  contract  for  saperstrocture  of.  Joly  12, 1899 692S 

Final  certlUcate  above  referred  to,  Jnly  12, 1899 5928 

Report  of  Committee  on  Engineering  in  reference  to  final  oertifloate  for  Griffiths  A 

MoDermott  Gonstruotlon  Co.  on  contraot  for  foundations,  August  16, 1899 0989 

Final  certificate  above  referred  to,  August  16, 1899 5990 

fleqQisUiona^ 

Clerical  Department- 
No.  1,096  (stationery),  allowed,  January  26,  1899 6484 

No.  1,097  (stationery),  allowed,  March  29. 1899 6694 

No.  I«0e8 (stationery),  allowed.  August9.1899 5981 

No.  1,099  (stationery),  allowed,  September  30,1899 , 6088 

No.  1,108  (sundry  supplies)  allowed,  November  15. 1899 6131 

No.  1,1(  S  (Ale  boxes  and  fittings),  allowed,  November  83, 1899 6134 

No.  1,104  (typewriter,  etc.),  allowed,  November  38, 1899 6185 

No.  1,106  (file  boxM).  allowed,  December  6, 1899 6156 

Xnglneering  Department- 
No.  501  (quarterly  supplies),  referred  to  Committee  on  Engineering.  January  18, 

1899 / 6431 

Report  allowing  same,  January  26, 1899 6441 

No.  581  (quarterly  supplies),  allowed,  April  26. 1609 5660 

No.  SOS  (quarterly  supplies),  allowed.  Jnly  19, 1899 5988 

No.  504  (quarterly  supplies),  allowed,  October  4. 1899 068 

General  Account- 
No.  1,100  (paint  materials),  allowed,  October  13. 1899 6066 

No.  1,101  (8,000  copies  Revised  History  and  cuts  for  same),  allowed,  November  1, 189<).. . .  6098 

No.  1,106  (sundry  supplie*,  *'Str.  Juliet"),  allowed,  December  20, 1899 6189 

Law  Department— 

No.826  (stationery), allowed,  January  4.  1899 5890 

No.  827  (electric  lights,  etc.),  allowed.  February  1, 1899 5447 

No.  828  (copies  of  legislative  bills,  etc.),  allowed,  February  8, 1899 6460 

No.  820  (stationery),  allowed.  May  10, 1899 6677 

No.  880  (stationery),  allowed,  September  6, 1899 6018 

No.  891  (Stationery),  allowed,  October  4, 1899 6058 

No.  882  (supplies),  allowed,  November  8, 1899 6115 

Police  Department- 
No.  061  (kerosene),  allowed,  March  17. 1899 5673 

No.  903  (sundry  supplies),  allowed.  J  une  21, 1899 6880 

No.  968  (coal),  allowed,  September  6,  1899 6018 

No.  964  (Sundry  supplies),  allowed,  September  13, 1899 6085 

No.  965  (supplies),  allowed,  November  8, 1899 6115 

No  966(1  bbl.  kerosene),  allowed,  December  13, 1899 6164 

Refolntlons— 

luvitmg  President  of  Mexico,  July  26, 1899 5949 

In  memory  of  Richard  Prendergast,  August  17, 1899 5893 

In  reference  to  Deep  Water-way  Convention  to  be  held  at  Peoria,  III.,  referred  to  Joint 

Committee  on  FSderal  Relations  and  Engineering:,  September  20, 1899 6088 

Report  on  same,  October  4, 1899 6060 

In  reference  to  inspection  of  Main  Channel  by  Congressmen,  October  18, 1899 6085 

In  reference  to  Major  William  L.  Marshall,  Corps  of  Engineers,  U.  S.  A  ,  November  S3, 1869  61S0 
In  reference  to  payment  to  Gahan  A  Byrne  amount  of  jadgmestin  case  of  Hoover  A  Mason 

vs.  Gahan  A  Byrne,  December  18, 1899 6185 

Rsjnolds,  Dr.  Arthur  R.— 

Report  of  Joint  Committee  on  Federal  Relations  and  Health  and  Public  Order  on 

having  secured  services  of,  as  director  for  Investigation  of  waters,  March  39, 1899.  5607 

Orderin  reference  to  same,  March  29, 1699 5697 
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Reynolds.  Dr.  Arthur  R.—  Page 

Report  of  Commlttea  OD  £nscineeriDg  in  reference  to  advaicing  monthly  payment  to,  on 

accoant  of  etreame  examination,  Jaly  1 9, 1890 5989 

Rodman,  Say  re—    ' 

Report  of  Joint  Committee  on  Finance  and  Bnglneering  in  reference  to  purchase 

from,  certain  lauds  in  Will  County,  Illiuois,  April  18, 1899 5626 

Roelker,  William  G.  and  Eleanor  J. — 

Report  of  Joint  Committee  on  Finance,  and  Snelneering  in  reference  to  agreement  with, 
for  warranty  deed  and  goarancee  abstract  of  tiUe  to  certain  land,  and  for  dock  conatrnc- 
tlon,  jRly  5. 1899 6914 

Romeville  Highway— 

•  Order  directing  execution  of  necessary  conveyances  for  certain  lauds  for,  April  10, 1809.    6647 
Report  of  Committee  on  Engineering  transmitting  ordinance  for  bridge  and  highway 

construction  at.  May  81,  1899 6886 

Ordinance  above  referred  to,  May  31, 1809 6886 

Report  of  Committee  on  Finance  in  reference  to  release  of  bond  of  Daniel  Sallivan  on  con- 
tract for  bnlldlng  cnlveru  and  grading  for,  August  16,-1899 6987 

Acting  Chief  Engineer's  final  certificate  on  bridge  superstroctUTe  of,  cresting  Mam  Chan- 
nel forCLStrobsl. September  13, 1899 60S9 

Report  of  Committee  on  Engineering  on  same,  September  18, 1899 0028 

Commanioation  from  The  City  Trnst,  Safe- Deposit  and  Surety  Company  of  Philadelphia 
in  reference  t>  release  of  bond  of  C.  L.  Strobel  on  contract  for  bridge  enperstrnctnre 

for,  referred  to  Committee  on  Finance,  October  8, 1899 6085 

Chief  Engineer's  final  certificate  on  bridge  smbstructure  of,  crossing  Main  Channel  for 

neldmaier  A  Nen,  November  1. 1899 6109 

Report  of  Committee  on  Engineering  on  same,  November  1, 1809 6106 

Rules  and  Regulations,  and  Rules  of  Order- 
Amendment  of  Rule  1  of  Rules  of  Order  referred  to  Committee  on  Rules,  January 

25.1809 644^ 

Report  on  same,  laid  over  one  week,  February  1, 1899 6460 

Report  above  referred  to  adopted,  February  15, 1899 S47S 

Amendment  of  Rule  8  of  Rules  and  Regulations,  report  of  Committee  on  Rules  on, 

laid  over  one  week,  February  1, 1899 6460 

Report  above  referred  to  adopted,  February  16, 1809 54Tt 

Amendments  of  Rules  13  and  14  of  Rules  and  Regulations,  report  of  Committee  on 

Rules  on,  laid  over  for  one  week,  March  1, 1899 6504 

Report  above  referred  to  adopted  March  8,  1899 6666 

Committee  on.  authorized  to  have  printed  compilation  of  Rules  as  amended,  March 

1,1899 5505 

Suspension  of  Rule  8  of  Rules  and  Regulation  s  until  further  order,  May  10, 1899 6696 

Amendment  of  Rule  87  of  Rules  and  Regulations,  report  of  Committee  on  Rules  on,  laid 

over,  July  6, 1899 6916 

Report  above  referred  to  adopted,  July  12, 1899 5921 
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ACKLEY  &  PETERSON- 

Chief  Engineer's  final  certificate  on  substructure  Willow  Springs  Highway  bridge 

crossing  Main  Channel,  referred  to  Committee  on  Engineering,  January  4,  1899.    6301 

Report  on  same,  January  14,  1899 6424 

Final  certlfloate  above  referred  to  printed  in  full,  January  14,  1899 6424 

Chief  Engineer's  report  in  reference  to  payment  of,  on  contract  for  substructure 
Lemont  Highway  bridge  across  Main  Channel,  referred  to  Committee  on  Engi- 
neering, February  8,  1899 6457 

Report  on  same,  February  19,  1899 6474 

Report  of  Chief  Engineer  above  referred  to  printed  in  full,  February  16, 18^    6476 
Report  of  Committee  on  Flnauce  releasing  bond  of,  on  contract  for  substructure  of  Willow 

Springs  Highway  bridge  across  Main  Channel,  December  30, 1899 6192 

Sag  Bridge  Police  Station  Building- 
Communication  from  Timothy  Carroll  in  reference  to  purchase  of,  referred  to  Com- 
mittee on  Finance,  February  8,  1899 6460 

Report  on  same,  March  22,  1899 6684 

Sag*  Illinois,  bridge  over  Illinois  and  Michigan  Canal— Message  from  President  in  reference  to 

removal  of,  October  18, 1899 6077 


INDEX.  lix 

Page 
Bftnitary  District  vs.  American  Stone  Company  (The),  et  al-<Keport  of  Joint  Committee  on 
Finance  and  Ennineerlng  on  payment  for  certain  lands.  In  accordance  with  conrt  decree  in 

caae  of,  July  M899 5918 

Sanitary  District  vs.  Schuster  et  al.— Report  of  Attorney  transmittlnsf  refunded    ooui*t 

ooets  in  case  of,  April  26,  1899 5650 

Sanitary  District  vs.  Sweet  ( Aianson)  et  al.— Report  of  Joint  Committee  on  Finance  and 
BngrineerinfT  on  payment  for  certain  lands  in  accordance  with  court  decree  In  case  of, 

JaaeS8,1899 6006 

Santa  Fe  Railway  Company~(See  Atchison^  Topeka  &  Santa  Ft  Railway  Company.) 
Seherzer  Roiling  Lift  Bridge  Company,  The— 

Report  of  Committee  on  EngineerInK  in  reference  to  aBsiKnment  by,  to  McArthnr  Bros. 

Company  of  contract  for  substrnctore  of  Bight-Track  Bridge,  Jnly  13, 1899 5923 

Report  of  Attorney  transmitting  assignment  by,  lo  McArthnr  Bros.  Company  of  contract 
for  snbstruotnre  of  Eight-Track  Bridge,  consent  of  The  City  Trust,  Safe  Deposit  and 
Surety  Company  of  Philadelphia  to  said  assignment,  consent  of  Sanitary  District  to 
said  assignment,  waiver  by  The  Scherzer  Rolling  Lift  Bridge  Company  of  claims  for 

damages,  and  acceptance  and  agreement  of  McArthur  Bros.  Company,  July  12, 1899 59d4 

Assigr  ment  above  referred  to,  July  12, 1899 5924 

Consent  of  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadelphia  above 

referred  to,  July  IS,  1899 6925 

Consent  of  Sanitary  District  above  referred  to,  July  1 2, 1899 5936 

Waiver  by  The  Scherzer  Rolling  Lift  Bridge  Company  of  claims  for  damages  above 

referred  to,  July  12, 1899 5926 

Acceptance  and  agreement  of  McArthur  Bros.  Company  of  siid  assignment  above 

referred  to,  July  1-.J,  1899 6926 

S^och,  Al-  F.,  Secretary— (5w  Special  Commissionera  Chicago  Drainage  Canal.) 

Beiiuster  et  al.  ads.  Sanitary  District— Report  of  Attorney  transmitting  refunded  court 

costB  in  case  of,  April  26, 1899 6660 

Secretary  of  War,  R.  A.  Alger— 

Message  from  Prosldeut  transmitting  letters  from,  in  reference  to  permits  for  con- 
struction of  coffer-dano-at  Adams  Street,  temporary  and  permanent  bridires  for 

C.  T.  T.  fl.  R.  Co.  and  permanent  bridge  for  Taylor  Street,  March  2i,  1899 6681 

Letters  above  referred  to  printed  in  full,  March  iS2, 1899 6682 

Permit  from,  for  connection  of  Main  Channel  with  Chicago  River,  May  10.  1899 66T5- 

Secretary  of  War,  Acting- 
Message  from  President  transmitting  permit  from,  for  construction  of  temporary 

coffer-dam  between  Adams  and  Van  Buren  Streets  for  By-pass,  May  17, 1899 6702 

Section  A— Report  of  Committee  on  Engineering  on  communication  from  All)ert  Pigarsch 
and  Pease  A  Allen,  attorneys  for  Richard  Marshall,  leasing  lands  on,  et  al.,  March  22, 

1899 6584 

SectioQ  B— 

Report  of  Committee  on  Engineering  on  communications  from  Albert  Pigarsch  and 
Pease  A  Allen,  attorneys  for  Richard   Marshall,  leasing  lands  on,  et  al,  March 

22.1899 6684 

Section  C— 

Report  of  Committee  on  Engineering  on  communications  from  Alberi  Pigarsch  and 
Pease  &  AUen,  attorneys  for  Richard  Marshall,  leasing  lands  on,  et  al..  March  22, 

1899 5684 

Report  of  Committee  on  Finance  in  reference  to  redaction  of  bond  of  Western  Dredeing 

and  Improvement  Company,  on  contract  far,  November  1, 1899 6108 

Section  D— 

CommunicatJott  from  Albert  Pigarsch  applying  for  grass  and  crop  on  certain  lands 

on,  referred  to  Committee  on  Engineering,  March  8, 1899 5668 

Report  on  same,  March  S2, 1899 6584 

Section  B— 

Communication  from  Angus  &  OIndele  in  reference  to  payment  by  Halvorson, 
Richards  &  Co.,  certain  claims  against,  referred  to  Joint  Committee  on  Judiciary 

and  Engineering,  March  22, 1899 6686 

Report  of  Committee  on  Engineering  on  same,  December  27, 189 J 6280 

Beportof  Committee  on  Engineering  in  reference  to  final  certificate  (and  the  supplement 

thereto)  for  Halvorson,  Richards  «fe  Co  ,  on  contract  for,  December  27, 1899 6290 

Final  C4frtificate  above  referred  to,  December  27, 1899 6222 

Sappiement  to  the  final  certificate  above  referred  to,  December  27, 1899 622a^ 


Ix  INDEX. 

•Section  F—  Pagre 

Gotnmunication  from  Oaban  &  Byrno  in  reference  to  release  of  bond  on  contract  for, 

referred  to  (Committee  on  Finaooe,  January  26. 1899 6442 

Report  on  same,  February  1, 1899 6449 

Report  of  Committee  on  Boflrlneering  in  reference  to  final  payment  of  Gaban  &  Byrne 

on  contract  for,  February  16, 1699 5475 

Final  certificate  of  Chief  Engineer  for  Oaban  &  Byrne  on  contract  for,  February  16, 

1809 64T6 

Chief  Bnfirineer*8  report  transmitting  communication  from  The  City  Trust,  Safe  Deposit 
*     and  Surety  Company  of  Philadelphia  for  release  of  bond  of  Oahan  A  Byrne  on 

contract  for,  referred  to  Committee  on  Bngineerini^,  March  17, 1899 6674 

Report  on  same,  April  12,  1899 5637 

Report  of  Chief  Engioeer  In  reference  to  claims  of  Gaban  A  Byrne  for  extra  compeneatfon 

on  contracts  for  Sections  O,  H  and,  December  IS,  1899 6164 

-Section  0— 

Report  of  Chief  Bsgineer  In  reference  to  claims  of  Gshao  &  Byrce  for  extra  compensation 

on  contracts  for  Sections  F,  H  aod,  December  18, 1899 6164 

Final  certificate  for  Gahan  A  Byrne  on  contract  for,  December  18, 1899 6182 

Resolation  in  reference  to  payment  to  Gahan  &  Byrne  amonnt  of  Jodgment  in  case  of 

Hoover  A  Mason  ts.  Gahan  A  Byrne  on  acocnnt  of  delay  in  giviog  possession  of  A.,  T. 

A  S.  F.  By.  Co,  right  of  way  on,  December  18, 1899 6185 

Section  H— 

Report  of  Chief  Bogineer  In  refererce  to  claims  of  Gahan  A  Byrne  for  extra  compensation 

on  contracts  for  Sections  F,  G  and,  Dec«>mber  18, 1899 6164 

Final  certificate  for  Gahan  A  Byrne  on  contract  for,  December  13, 1809 6183 

Resolation  in  reference  to  payment  to  Gahan  A  Byrne  amonnt  of  Jadgment  in  ca*e  of 

Hoover  A  Mason  vs.  Gahan  A  Byrne  on  scconnt  of  delay  in  giving  possession  of  A.,  T. 

A  8.  F.  Ry.  Co  right  of  way  on,  December  18, 1899 6185 

tSeotion  I— 

Communication  from  Christie  A  Lowe,  requesting  release  of  bond  on  contract  for, 

referred  to  Joint  Committee  on  Finance  and  Bnglneering,  February  16, 1809 6472 

Report  on  same,  March  28, 1899 6600 

Section  K— 

Communication  from  Christie  A  Lowe  requesting  release  of  bond  on  contract  for,  referred 

to  Joint  Committee  on  Finance  and  Bngmeering,  February  16, 1869 6472 

Feport  on  same,  March  93, 1899 5600 

Final  certificate  for  Christie  A  Lowe  on  contract  for,  December  27, 1899 6220 

Section  L- 

Final  certificate  for  Christie  A  Lowe  on  verbal  contract  for  nnfinished  excavation  on,  De- 

cember27,  1899 6820 

Section  N— 

Order  directing  President  and  Clerk  to  pay  Hayes  Bros.  $4,000.00  out  of  reserve  percentage 

on,  November  1,1899 6109 

Section  O- 

Chief  BnflTlnoer's  final  certificate  on,  for  MoMahon   A  Montgomery  Company  et  al., 

referred  to  Committee  on  Bnglneering,  February  28,  1899 6481 

Report  on  same,  March  1, 1899 6603 

Final  certificate  above  referred  to  printed  in  full,  March  1, 1899 6603 

Report  of  Clerk  in  reference  to  refusal  of  MoMahon  A  Montgomery  Company  et  ai. 
to  accept  and  receipt  for  vouchers  (in  payment  of  final  reserve)  and  transmitting 

order  setting  forth  manner  of  payment  and  receipt  for  same,  Marob  8, 1899 5566 

Order  above  referred  to,  March  8, 1899 6666 

Report  of  Chief  Engineer  in  reference  to  claims  of  McMahon  A  Montgomery  Company 

et  al.  for  extra  compensation  on,  July  19, 1899 6986 

Section  15— 

Report  of  Committee  on  Engineering  releasing  surety  on  bond  of  Wright,  Meysen- 

burg,  Sinclair  &  Carry  on  contract  for.  May  24, 1899 6815 

Report  of  Committee  on  Finance  in  reference  to  release  of  bond  on  contract  for,  July  19, 1899    6938 

.Section  17— 

Report'  of  Chief  Engineer  transmitting  award  settling  claims  of  Heldmaier  A  Neu 

on,  January  26,  1899 6440 

Order  directing  Clerk  to  pay  Heidmaier  A  Nen  $IO,0lO.0O  out  of  reserve  percentage  on, 

Oaober  12, 1899 6075 
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Section  18.  Report  of  Committee  od  Fioanoe  approvlDff  reduced  bond  of  Oaban  A  Byrne 

for  $25.000 on  contract  for,  Ifa78,1899 B670 

Security  Depotit  Company- 
Report  of  Joint  Committee  on  Finance  and  Bngineering:  in  reference  to  lease  of  offloes 

from,  in  Chicago  for  Sanitary  District,  March  1, 1800 S002 

Report  of  Committee  on  Bni{ineeriDg  in  reference  to  lease  of  quarters  in  Chicago  from,  for 

Cement  Testing  Department,  Aognst  2, 1809 5978 

Smyth,  Thomas  A.— 

Appointed  member  of  committee  to  prepare  resolatioDB  In  the  memory  of  Richard  Prender- 

gast ,  Aagnst  17, 1899 5991 

Southwest  Boulevard  and  Western  Avenue— 

Report  of  Committee  on  Judiciary  releasing  sureties  on  bond  of  Benezette  Williams 

for  contract  of  bridge  substructure  for,  January  18, 1899 6490 

Report  of  Committee  on  Finance  in  reference  to  payment  on  contract  for  bridge 

BuperatrQoture  for,  February  16,  1890 6474 

Report  of  Chief  Bnglneer  recommending  payment  to  The  J.  O.  Wagner  Company  on 

account  of  contract  for  bridge  superstructure,  May  81, 1899 5821 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  lor  The  J.  Q. 

Wagner  Company  on  bridge  superstructure  for,  June  7, 1809 6669 

Pinal  certificate  above  referred  to,  June  7, 1899 6870 

Special  Commissioners  Chicago  Drainage  Canal- 
Report  of  Joint  Committee  on  Federal  Relations  and  Engineering  in  reference  to 

having  Governor  appoint,  January  11, 1800 6421 

Order  in  reference  to  same,  January  11, 1899 6428 

Communication  from,  asking  926.000  for  payment  of  salaries  and  other  bills,  June  8, 

1899 : 6844 

Report  of  Committee  on  Federal  Relations  recommending  ordinance  on  same, 

June  8, 1899 6M4 

Ordinance  appropriating  $26,00C  for  use  of,  June  3, 1809 6845 

Report  of  Clerk  on  having  deposited  appropriation  to  credit  of,  June  14. 1699 6874 

Commnnication  from,  asking  the  payment  of  transmitted  pay-roll  and  bills  incarred  for 

July.  1899,  Angnsl  2, 1899 6978 

Bchednle  of  pay-roll  and  bills  for  July,  1809,  abore  referred  to,  Angust2, 1899 5978 

Order  in  reference  to  same,  August  2, 1809 6974 

Communication  from,  asking  payment  of  transmitted  pay-roll  and    bills  Incurred  for 

August,  1899,  September  6, 1800 6021 

Schednle  of  pay-roll  and  bills  for  August,  1899,  above  referred  to,  September,  9, 1899.    0021 

Order  in  reference  to  same,  September  6, 1899 6028 

Order  directing  Clerk  to  pay  Special  Commissioners'  pay*rol)  and  bills  Incurred  Septem- 
ber, 1890,  Sepiember  26,1899 -HWes 

Schedule  of  pay-roll  and  bills  for  September,  1699,  above  referred  to,  September 

26.  1899 6066 

Order  directing  Clerk  to  pay  Special  Commissioners'  pay-roll  and  bills  Incurred  October, 

1899,  November  1, 1809 6109 

Schedule  of  pay-roll  and  bills  for  October,  1899,  above  referred  to,  November  1, 1809.    6110 
Preliminary  report  by,  of  some  of  the  conclusions  reached  on  adequacy  of  construction  of 

the  Main  Channel,  November  28, 1899 6185 

Reply  by  Board  of  Trustses  to  report  above  referred  to,  November  28, 1899 6140 

Ordar  directing  Clei k  to  pay  Special  Commissioners'  pay-rolls  and  bills  incurred  Novem- 
ber, 1399,' December  6, 1899 6159 

Schedule  of  pay-roll  and  bills  for  November,  1899,  above  referred  to,  December  6, 

1899 6160 

Special  Meetings  of  Board— 

call  for,  by  President,  March  28, 1880 6687 

Call  for,  by  President,  May  3, 1890 6667 

Call  for,  by  Clerk,  June  8,  IHOO 6848 

Call  for,  by  Clerk,  August  6,1899 5076 

CaU  for,  by  Acting  Clerk,  August  17, 1899 5991 

Call  for,  by  Clerk,  September  26,1890 6086 

Call  for,  by  Clerk,  November  28, 1889 6183 

%  James  B.— 

Beport  of  Joint  Committee  on  Finance  and  Bngineerlng  on  payment  to,  for  certain 

land  In  accordance  with  court  decree,  June  28, 1809 6006 


• 


Ixii  INDEX. 

»»Spry  Tract"—  Page 

CommunicatioD  from  Major  William  L.  Marshall  in  reference  to  payment  by  the  United 

States  for  the,  Novembers,  1ES9 6117 

Report  of  Clerk  In  reference  to  payment  by  the  United  States  for  the,  November  15, 1899. . . .    6122 
Stein  ft  Piatt— 

Comraunication  from,  asking  release  of  juderment  for  S166.67  agralnst  Frances  Living- 
ston, referred  to  Committee  on  Judiciary,  March  1, 1899 5(t06 

Report  on  same,  March  33, 1899 .' 6689 

Stephens  Street  (Lemont)— 

Report  of  Chief  Engineer  in  reference  to  subivay  at  Lemont  for,  February  16. 1899 5476 

Order  directing  Attorney  to  institute  condemnation  proceedings  against  C,  8<  F.  &  C. 

Ry.  Co.,  for  right  of  way,  etc..  for  crossing,  March  8, 1899 6669 

Report  of  Committee  on  Engineering  transmitting  ordinance  for  subway  at,  April 

19,1899 0646 

Ordinance  above  referred  to.  April  19, 1899 6645 

Communication  from  Highway  Commissioners  of  Town  of  Lemont  in  reference  to,  referred 

to  Committee  on  Bngmeering,  Anipast  28, 1899 6010 

Streams  Bzamination— (5««  Analysee  of  Waters  of  Sitoers  and  Canal.) 
Streator  and  Third  Vein  Coal  Company- 
Claim  of,  against  Weir,  MoKeohney  &  Co.,  placed  on  file.  May  10, 1899 6079 

Streeter  &  KenefLck—(See  Section  E.) 
Strobel,  C.  L.— 

Report  of  Committee  on  Engineering  in  reference  to  final  certificates  for,  on  con- 
tracts for  superstructures  of  Lemont  and  Willow  Springs  highway  bridges,  April 

6.1899 8608 

Final  certificates  above  referred  to,  April  5, 1899 6008 

Sida  of,  on  sub  and  superstructures  of  Chicago  Terminal  Transfer  Railway  Company 
and  Taylor  Street  bridges,  opened  and  referred  to  Committee  on  Engineering, 

April28.1899 6084 

Bids  above  referred  to  tabulated,  April  26, 1899 A6665 

Report  on  same.  May  3, 1899 5672 

fiid  of,  on  sub  and  superstructure  of  Belt  Railway  Company  of  Chicago  and  Chicago 
and  Western  Indiana  Railroad  Company  bridge,  opened  and  referred  to  Com- 
mittee on  Engineering.  May  10, 1899 6606 

Bid  above  referred  to  tabulated.  May  10, 1899 5008 

Report  on  same.  May  24, 1899 6817 

Report  of  Committee  on  Jfingineerlng  in  reference  to  final  certificates  for,  on  contracts  for 
superstrnctures  of  Willow  Springs,  Lemont,  and  Summit  and  Lyons  Highway  bridges 

crossing  Main  Channel,  July  19, 1890 5039 

Final  certificates  on  contracts  for  snpersirnctnres  of  Willow  Springs  and  Lemont 

Highway  bridges  above  referred  to,  July  19, 1899 . .? 5940 

Final  certificate  on  contract  for  superstructure  of  Summit  and  Lyons  Highway 

bridge  above  referred  to,  July  19, 1899 ,, 6941 

Beport  of  Committee  on  Engineering  in  reference  to  final  certificate  for,  for  superstructure 

of  Romeoville  Highway  bridge  crossing  Main  Channel,  September  13, 1809 6028 

Fmal  certificate  above  referred  to,  September  18, 1899 6029 

Bid  of,  on  Tow-path  oridge  crossini;  River  Diversion  opened  and  referred  to  Committee  on 

Engineering,  September  20, 1899 6088 

Bid  above  referred  to  tabulated,  September  20, 1899 6064 

Report  on  same,  September  26, 1899 60S4 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadelphia 
in  reference  to  release  of  bonds  of ,  on  contracts  for  superstructures  of  Snmmitand 
Lyons,  Willow  Springs,  Lemont  and  Romeoville  Highway  bridges,  referred  to  Com- 
mittee on  Finance,  October  18, 1899 6065 

tiullivan,  Daniel- 
Report  of   Committee  on  Finance  in  reference  to  release  of  bond  on  contract  for  building 

culverts  and  grading  Romeoville  Highway,  August  16, 1699 5987 

Summit  and  Lyons  Highway— 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  MoArthur 

Bros.  Company  and  Winston  &  Co.  on  bridge  substructure  for.  May  24, 1899 5613 

Final  certificate  above  referred  to.  May  24, 1899 5814 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for  C.  L.  Strobel  on 

bridge  enperstructure  for,  July  19, 1899 5939 

Final  certificate  above  referred  to  printed  in  full,  Jul y  19, 1809 6941 
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Summit  and  Lyons  Highway—  Page 

Commanlcatloa  from  MasBilloii  Bridge  Company,  asking  release  of  bond  on  contract  for 
bridge  soperetractnre  across  Desplaines  River  of,  referred  to  Joint   Committee  on 

Finance  and  Judiciary,  January  11, 1899 543S 

Report  of  Committee  on  Finance  on  same,  Angast  16, 1899 598T 

Communication  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadelphia  in 
reference  to  releaib  of  bond  of  C.  L.  Strobel  on  contract  for  bridge  superstructure  for, 

referred  to  Committee  on  Finance,  Octo'oer  18, 1899 6065 

*^Sammit  Le^eV  Illinois  and  Michigan  Canal-  (See  Canal  Commissioners^  The) 
Sweet  (Alanson)  et  al.  ads.  Sanitary  District— Report  of  Joint  Committee  on  Finance  and 
Engineering  on  payment  for  certain  lands  in  acoordauce  with  decree  in  case  of,  June 
88,1899 5905 


T 


ANKBR,  GOVBRNOR  JOHN  R- 
Report  of  Joint  Committee  on  Federal  Relations  and  Engineering  in  reference  to  in- 
spection of  Main  Channel  by  Commission  to  be  appointed  by,  January  11, 1899. .  .    54tl 

Order  in  reference  to  same,  January  11, 1899 5422 

Taxes,  Order  directing-payment  of  Will  County,  April  26, 1899 5664 

Tftx  Levy  for  189^— 

Order  direoting  Clerk  to  draw  warrants  against,  and  method  warrants  less  than  950 
shall  be  be  drawn,  January  18, 1699 5482 

Tax  Lory  for  1809— 

Ordinance  for,  February  23, 1899 5496 

Report  of  Committee  on  Finance  submitting  ordinance  providing  for  payment  of  in- 
terest on  warrants  against.  March  1, 1899 5501 

Ordinance  above  referred  to,  March  1, 1899 5501 

"l^lor,  Isaac  President— {iS««  Special  CammUsioners  Chicago  Drainage  Canal.) 

Taylor  Street- 
Message  from  President  transmitting  letters  from  Secretary  of  War  in  reference  to 

permits  for  construction  of  permanent  bridge  at,  etc.,  March  22, 1899 5581 

Letters  above  referred  to  printed  in  full,  March  22, 1899 5582 

Reports  (majority  and  minority)  of  Committee  on  Engineering  in  reference  to  post- 
ponement of  opening  of  bids  for  bridge  sub  and  superstructure,  April  5. 1899 5604 

Bids  on  bridge  sub  and  superstructure  for,  opened  and  referred  to  Committee  on 

Engineering,  April  26, 1899 5664 

Bids  above  referred  to  tabulated,  April  26, 1899 .' A5665 

Report  on  same.  May  8, 1899 5672 

Report  of  Committee  on  Finance  approving  bond  of  Chicago  Bridge  and  Iron  Com- 
pany on  bridge  contract  for.  May  10, 1899..' 6679 

Agreement  with  Chicago  Bridge  and  Iron  Company  for  bridge  sub  and  superstruc- 

ture  for.  May  10, 1899 5680 

Tblrty-flrst  Street  Bridge— (<9m  Sight-Track  Bridge,) 

Vh<aa»B  Moulding  Company— 

Jf  essage  from  President  transmitting  agreement  with,  for  purchase  of  cement  for  use  of 

•ubetrnctnre  of  eight-tracic  bridge,  July  26, 1899 5944 

Agreement  above  referred  to  printed  in  full,  July  26, 1899 6945 

Tbiedo  Bridge  Company,  The— 

Bids  of,  on  sub  and  superstructures  of  Jefferson  and  Cass  Street  bridges,  opened  and 

referred  to  Committee  on  Engineering,  March  17. 1899 5576 

Bids  above  referred  to  tabulated,  March  17, 1899 55T8 

Report  on  same.  March  29. 1899 5598 

Communication  from,  in  reference  to  bids  on  Jefferson  and  Cass  Street  bridges,  re- 
ferred to  Committee  on  Engineering.  March  17, 1899 5576 

Report  on  same,  March  29,1899 6698 

C?ommunication  from,  asking  return  of  check  in  consideration  of  waiver  of  claims 

on  account  of  bids  for  Jefferson  and  Cass  Street  bridges,  March  '29, 1899 559P 

Oommunicatlon  from  The  City  Trust,  Safe  Deposit  and  Surety  Company  of  Philadel- 
phia, in  reference  to  release  of  bond  of,  on  contract  for  superstructure  for  C,  M. 
N.  R.  R.  Co.  bridge,  near  east  end  Section  N,  referred  to  Joint  Committee  on 

Floance  and  Engineering,  March  22, 1899 5585 

Report  on  same.  March  29, 1899 5595 
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Toledo  Bridge  Company,  The—  Pa«:e 
Bids  of,  on  Bub  and  supentruotures  of  CbioaRO  Terminal  Transfer  Railway  Company 
and  Taylor  Street  bridses  opened  and  referred  to  Committee  on  Bnglneerinff, 

April  86, 18M 66i& 

Bids  above  referred  to  tabulated,  April  36,1880 A666& 

Report  on  same.  May  8. 1890 6679 

Bid  of,  on  Bub  and  superstructure  of  Belt  Railway  of  Chicago  and  Chloairo  and  West- 
ern Indiana  Railroad  Company  bridge  opened  and  referred  to  Copimittee  on  Sngi- 

neerinir.  May  10,1800 6606 

Bid  above  referred  to  tabulated.  May  10, 1809 660S 

Report  on  same.  May  24, 1809 5817 

Report  of  Committee  on  Finance  approving  bond  of,  on  contract  for  Belt  Railway  of 

CbtoaffO  and  Chicago  and  Western  Indiana  Railroad  Company  bridge,  May  81, 1800  6881 
Agreement  for  sub  and  superstructure  for  Belt  Railway  of  Chicago  and  Chicago  and 

Western  Indiana  Railroad  Company  bridge.  May  31, 1809 6821 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for,  on  contract 

for  superstructure  of  C,  M.  &  N.  R.  R.  Co.  bridge.  May  24, 1809 58ia 

Final  certificate  above  referred  to,  May24, 1800 6816 

Tow-Path  Bridge  Croesing  River  Diver Bion— 

Bids  on  soperstrnctare  for,  opened  and  referred  to  Committee  on  Engineering,  Heptember 

20,1800 608& 

BidB  above  referred  to  tabalfited,  September  SO,  1899 6004 

Report  on  same,  September  26,  1880 6064 

Report  of  Committee  on  Finance  approving  bond  o(  The  Joliet  Bridge  and  Iron  Company 

on  contract  for  f  aperstmctore  for,  October  4, 1899 6061^ 

Report  of  Clerk  tranBmittlng  execated  agreement  with  The  Joliet  Bridi^e  and  Iron  Company 

for  eaperetrnctnre  for,  October  IS,  1899 6066 

Agreement  above  referred  to,  October  12, 1899 606ft 

Towne,  John  Deane  and  Norman- 
Report  of  Joint  Committee  on  Finance  and  Engineering  on  payment  to,  for  certain 

land  in  accordance  with  court  decree,  June  28. 1899. 6905 

Treasury  Department- 
Annual  report  for  1896,  February  8, 1899 5467 

Monthly  report  for  December.  1898,  January  4, 1899 6891 

Monthly  report  for  January.  1899,  February  8, 1899 646& 

Monthly  report  for  February,  1699,  March  8, 1899 6524 

Monthly  report  for  March,  1899.  April  12, 1899 660O 

Monthly  report  for  April,  1899,  May  3,  1899 5669 

Monthly  report  for  May.  1899,  June  7, 1899 5840 

Monthly  report  for  Jane,  1899,  July  12, 1899 5920 

Monthly  report  for  July,  1890,  August  9, 1899 5962 

Monthly  report  for  Angnst,  1899,  September  18, 1899 662r 

Monthly  report  for  September,  1899,  October  18, 1899 6078 

Monthly  report  for  October,  1899,  November  8, 1809 6115 

Monthly  report  for  November,  1899,  December  6, 1889 6169 

Report  of  Committee  on  Finance  having  had  books  of.  audited,  March  1, 1899 5609^ 

Twenty-Blxth  Street  Bridge— (5m  AtcMsonf  Topeka  and  Santa  Ft  Sailway  Company.) 
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NION  STOCK  YARD  AND  TRANSIT  COMPANY- (^ee  Chicago  Junction  Railway  Cotnpanu.} 
United  States- 
Report  of  Joint  Committee  on  Finance  and  Engineering  in  reference  to  sale  of  cer- 
tain lands  on  South  Branch  of  Chicago  River  to,  May  8, 1809 5671 

Permit  from  U.  A.  Alger,  Secretary  of  War  of,  for  connection  of  Main  Channel  with 

Chicago  River,  May  10, 1899 5675 

Commanlcation  from  Major  William  L.  Marshall  la  reference  to  payment  by,  for  "Spry 

tract,"  November  8,1899 6117 

Report  of  Clerk  in  reference  to  payment  by,  for  "Spry  tract,'*  November  15, 1899.. . .    6122 
Report  of  Clerk  in  reference  to  payment  by,  for  certain  lands  on  Chicago  River,  December 

20,1899 6180 

Van  buren  street  approach  span- 

Report  of  Committee  on  Finance  transmitting  executed  agreement  with  Chicago 
Bridge  and  Iron  Company  for  approach  span  for,  and  approviug  bond  on  same, 
January  11, 1899 6408 
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Vao  Burea  Street  Approach  Span—  Vage 

Agreement  aboye  referred  to,  January  II,  1890 5409 

Message  from  President  transmitting  permit  from  Acting  Secretary  of  War  for  con- 
struction of  temporary  coffer-dam  for  by-pass  between  Adams  and,  May  17, 1890..  570S 

Vouchers— 

January^l899 5389 

January  14, 1890 5423 

January  18, 1899 6427 

January  25, 1899 6434 

February  1, 1899 6445 

February  8, 1899 6463 

February  15. 1899 6461 

February  16, 1899 5473 

February  23. 1899 6479 

March  1,  1899 6497 

March  8,  1899 5507 

March  17,  1899 6572 

March  23,  1899 5587 

March  29,  1899.  5508 

Aprils,  1899 5601 

April  12,  1899 5607 

April  19,  1809 5629 

April  26,  1809 6649 

Mays,  1809 6667 

May  10,  1809 5676 

May  17,  1890 6702 

May  24,  1800 5705 

May  31.  1890 6810 

June  7, 1800 6847 

June  14, 1809 6871 

June21.1800 6870 

June28,18»0 6887 

Jnlye,  1800 5011 

Jalyl2,1800 5017 

JalvlO,  1800 6081 

Jalya8,1809 6048 

August  3. 1800 6061 

August0,1800 6070 

August  16,  1800 6088 

August  28,  1890 6008 

August  30.  1800. 6013 

September  6, 1800 6017 

September  18, 1809, 6028 

September  90, 1899 6081 

September  28, 1899. 6086 

October  4, 1809 6067 

October  12, 1899... 6068 

October  18, 1890 6078 

October  26, 1899 6088 

lYovember  1,1890 6091 

Noirember  8, 1899 8113 

HoTember  16, 1890. 6119 

November  22, 1899 6128 

November  28, 1809 6184 

December  6, 1899 6156 

December  18,1899 6162 

December  20,1809 6187 

December  27,1899 6803 
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AONER,  J.  G.,  Beport  of  Committee  on  Judiciary,  releasing  sureties  on  bond  of,  on 

contract  for  superstructure  E.,  J.  &  E.  B^.  Co.  bridge,  January  18, 1890 5430 

Wagner  Company,  The  J.  G.— 

Beport  of  Committee  on  Finance  in  reference  to  payment  of,  on  contract  for  super- 
structure of  Southwest  Boulevard  bridge,  February  16, 1899 5474 
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Waffoer  Company,  The  J .  0.~  Pave 

Bids  of,  on  BUb  and  superatruotures  of  Jefferson  and  Oass  Street  bridges  opened  and 

referred  to  Committee  on  Bngineering,  March  17, 1899. 5676 

Bids  above  referred  to  tabulated,  March  17, 1899 6678 

Report  on  same,  March  29, 1899 *6698 

Report  of  Committee  on  Finance  approving  bonds  of,  on  contracts  for  Cass  and  Jef- 
ferson streeu  bridges,  April  12, 1899 6611 

Agreement  for  sub  and  superstructure  of  Jefferson  street  bridge,  April  12, 1899 5612 

Agreement  for  sub  and  superstructure  of  Cass  street  bridge,  April  12, 1899! 6624 

Bids  ot,  on  sub  and  superstructures  of  Chicago  Terminal  Transfer  Railway  Company 
and  Taylor  Street  bridges  opened  and  referred  to  Committee  on  Engineering, 

Aprii26,1899 6664 

Bids  above  referred  to  tabulated,  April  26, 1899 A6666 

Report  on  same.  May  3, 1899 6672 

Bid  of,  on  sub  and  superstructure  of  Belt  Etallway  Company  of  Chicago  &  Chicago 
and  Western  Indiana  Railroad  Company  bridge  opened  and  referred  to  Commit- 
tee on  Engineering,  May  10. 1899 ,.    6696 

Bid  above  referred  to  tabulated.  May  10, 1899 6698 

Report  on  same.  May  24, 1899 6817 

Report  of  Chief  Engineer  recommending  payment  to,  on  account  of  contract  for 

superstructure  of  Western  Avenue  and  Southwest  Boulevard  bridge.  May  SI,  1899   5831 
Bid  of,  on  superstructure  of  Chicago,  Rock  Island  &  Pacific  Railway  Company  bridge 

opened.  May  81, 1899 6840 

Bid  above  referred  to  tabulated.  May  SI,  1899 6841 

Report  of  Committee  on  Engineering  in  reference  to  final  certificate  for,  on  contract 
for  superstructure  of  Southwest  Boulevard  and  Western  Avenue  bridge,  June  7. 

1899 5869 

Final  certificate  above  referred  to,  June  7, 1899 58T0 

Bid  of,  on  Tow-path  Bridge  crossing  River  Diversion,  opened  and  referred  to  Committee 

on  Engineering,  September  20, 1899 6088 

Bid  above  referred  to  tabalated.  September  20, 1899 6084 

Report  on  same,  September  26, 1899 6064 

Wallace,  W.  H.— 

Report  of  Committee  on  Engineering  in  reference  to  payment  of  claim  to,  (for  de- 
murrage, etc.,  to  boats)   under    agreement    with  The  Canal   Commissioners, 

August  16.1899 6989 

Washington's  Birthday.    February  22.  1899,  oflBoe   of  Sanitary  District  ordered   closed. 

February  8, 1899 '...    5469 

Water-power- 
Report  of  Committee  on  Engineering  transmitting  agreements  with  David  Oliver  for, 

and  for  motor  for  transmission  of.  June  7, 1899 6866 

Agreement  with  David  Oliver  for,  etc..  June  7, 1899 5866 

Agreement  with  David  Oliver  for  motor  for  transmission  of,  June  7, 1899 6869 

Report  of  Committee  on  Engineering  transmitting  agreement  with  American  Steel 
and  Wire  Company  of  New  Jersey  for,  and  for  motor  for  transmission  of,  June 

21,1899 5882 

Agreement  with  American  Steel  and  Wire  Company  of  New  Jersey  for.  and  for  motor 

for  transmission  of,  J  une  91. 1899 5882 

Report  of  Committee  on  Engineering  in  reference  to  advertising  for  bids  for  develop- 
ment and  leasing  of,  June  21, 1899 6884 

Order  directing  President  and  Clerk  to  advertise  for  bids  for  development  and  leas- 
ing of.  June  21, 1899 6886 

Order  directing  modification  of  proposals  received  for  the  development  of,  August 

23.1899 6010 

Bids  on  development  and  lease  of,  opened  and  referred  to  Committee  on  En- 
gineering, August  23, 1899 6011 

Commanication  from  Economy  Light  and  Power  Company  asking  return  of  check  de- 
posited with  bid  for  development  and  lease  of,  referred  to  Committee  on  Engineering 

with  power  to  act,  September  6, 1899 6020 

Commanication  from  Clarence  Backingbam  recalling  bid  for  development  and  lease  of, 

November  8,1899 6117' 

Waters  of  Rivers  and  Canal.  Analyses  of —{See  Analyses  of  Waters  of  Rii>er9  and  Canal.) 
Water-way  Convention  at  Peoria,  l\\.—{See  Veep  Water-way  Convention,) 
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I  Weir,  MoKechney  &  Co.—  Page 

I  Claim  of  Streator  and  Third  Vein  Coal  Company  against,  placed  on  file,  May  10, 1809. . .    fi070 
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PROCEEDINGS 

Board  of  Trustees 


Sanitary  District  of  Chicago. 


JSNUSRY  4,  1899. 


OFFICIAL  RECORD. 

Putillahtd  liy   autliorilv  nf  the  Board  nj  IVui 

Ut*  (if  Ope  SanllaTTi  District  nf  Chleago. 

REGULAR  MEETING. 
The  four  bundreil  and  eighteenth  regu- 
lar meetiog  of  the  Eloard  of  Truat«eB  of 
the   Sanjtaij  District  of   C^hicago    was 
held   in  the  rooms  of    the    Board,    Se- 


Braden  arriving  eubsequcntlf. 


■  VOUCHBR8. 


Mksod,  Hoge,  King  &  Co.  (Hection  j,  Rttilro:nl  uiiitiitnkmenli S  3.Ha  OO 

Haje-«Bnis.  (Section  111.  Uacember  Ml,  IRBS) ■«W  SU 

HAjes  Bros.  ILockport  RoBil) ., 206  33 

aeJ(lniBier&  Ncu  (Section  IT.  DeMnibarai.  IWWj lO.ilO  7.1 

Jalian&  Byrne  (Snctioii  1^,  l)uceiiil.er  31.  lt>ltSi 1,»44  7(J 

0*haa  &  Bynni  (SC'tioa  l\  t^ulverts,  Mc.l IIR  !!■ 

HilTOrsDn.KlthardE&L'u.  («™tio]i  E,  DcceiiiDer  31,  ISliSj 4,12:1  41 

HalvirEOD,  Riclnrtts  &  Co.   (Hi^iition   E,  falumet  Terminal  Tianstar 

Bridge  Ap[)PO»ch| -Ki  -if 


J»nu«rj  4,1  _5390_  11S»« 

Hulvorsiin,  RicJll^^a^^lfct.'o.  iMuctUjii  E,  Siiiimill-i.yans  itiiii.l   llridgel..*      340*". 

Hnyui  Bros,  utiii.  ISecalnn  N,  DHeiimbai-;H.  1«K>j l.rsa)  SO 

HiiyBs  BroB.  Pt  al.  (Sactlon  N.Park  HlUngI l.twa  Sa 

Ljilon  &  DruwsCo.  (nreditlnir  fUictgo  River) II.IKM  +4 

Lydon  ftUrawBCo.  lB.v-F«sa  Chl™so  River)  1,893  (58 

McAnliui-  BniH.  L-o,  iinil  WlaBlon  &  Co.  <Suiiiml(-l4roDsRoBdBrl(l)>el  1,S3T  1ft 

Sachler  &  Vetenaa  (LBiiiiint  Ul^'inra)*  Bridge) 1.9S1  43 

The  King  BridKB  Co.  (Kwliie  Avenue  Biidirel 13.751'  00 

Chicago  Slar  Constrncliop  and  DredcirR  Co.  (Gntdlne  Kadsilu  AvcDuej  3U  13 

Cblcajjo  Crushed  St'ine  Co.  (Summit  Road  pradlBgl 'J91  02 

Illinois  Central  Railroad  Co.  (FroiKbt) "«  OU 

Illinois  Central  Railroad  Co.  iP.  H.  Tamporary  Brlitge) ;  l'*l  I'i 

tlllQols  Central  Railroad  Co,  (C.  M.  &  N.  Bridge) SOS  .W 

Tbe  A.,T.  &  H.  F.  Ry.  Co,  (Tmtk  inapaction  and  Wiilchluj;).. , 96  2ri 

TheA..T   &S-  R  Kv.  Co.  ( Section  N  Brldpoj 1.034  S,S 

tljO.:*i«  iS 

Tbc  Onnlhorp- Warren  I'rintlnuC^ 1.161*  Bfl 

GrnndtnlHl. (91,526  24 


•To  be  paid  iiy  war 


ixlBTy  forlS 


Mr.  Carter,  aeconded  by  Mr.  Wenter, 
moved  that  the  Touchera,  as  read  and 
shown  above,  be  approved  and  ordered 

On  rull-call  the  vote  dtood:  Yejis — 
MeHHrs.  Boldenweck,  Carter,  Ecbhart, 
Kelly,  Mallette  and  Wenter— six.    Nays 


RBQDISITIOS, 

Tlie    Clerk    presented    the    following 

requisition: 

No.  S2S,  Law   Department,   (sta- 
tionery)   |13  75 

Mr.  Mallettfi,  seconded  liy  Mr.  Eckhart, 

moved  that  RequiaiCion  No.  S3C,  as  read 

and  shown  above,  be  allowed. 

On   roll-call   the   vote  stood;      Yeaa— 

Messrs.    Boldeaweck,   Cart«r,    Eckhart, 

Kelly,  Mallette  and  Wenter— six.    Nays 


WEEKLY   BE1"0RT   OS    EHPLOYEe. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  thB  Rules,  showing  the 
number  ot  persona  in  tlie  employ  of  the 
District  for  the  week  ending  December 
31,  1898,  which  was  read,  and.  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  flie. 


"OaiOAOO,  Jan.  4, 18M. 
To  Uie  Ui/>Liirable  the  Board  of  Trutteet 
ot  Ihe  SanUaTy  DlSlTielot  CftiCOffO: 
Qehtlembn  — I  beg  leave  to  report 
herewith  tbe  number  of  employee  in 
each  department  for  the  weex  ending 
December  31,  1898,  aa  the  same  have 
been  reported  to  me  : 

Bn)j;ineering   department 78 

Mamtenance  account 8 

Clerical  department S 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator I 

Total  employee 130 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haab, 

Cterfe." 

COMPLETIUN  OF  CONTRACT  FOB  SUB- 
STKUCTURB  OF  ATCHISON,  TOPKKA  & 
SANTA  FE  BRIDOK  AT  WEST  END  OF 
SKCTION  N. 

The  Clerk  presented  and  read  a  report 
i  from  the  Chief  Engineer  being  final  cer- 
tificate in  reference  to  the  completion  of 
the  contract  with  Messrs.  Mc Arthur 
Bros.  Company  and  Winston  &  Co,  for 
the  substructure  of  the  A.,T.  &S.  F. 
Bridge  at  weet  end  of  Section  N,  which, 
on  motion  of  Hr.  Kelly,  seconded  by  Mr. 


o  Che  Cominittee 


WiMPLETIUN  OF  CHJiTnACT  FOE  8UPBR- 
STRCCTDRE  OF  ATCiUSOS,  TOPBKA  * 
SANTA  FE  BRIDGE  ACKOSS  DESPLAINE8 
lUVER  ON  SECTION  8. 

The  Clerk  presented  and  read  a  report 
from  th«  Chief  Engineer,  being  Unal  cer- 
tificate in  reference  to  the  completfon  of 
the  contract  with  the  Penn  Bridge  Com- 
pany for  the  superstructure  for  the  A., 
T.  &  3.  F.  Bridge  acroBB  the  DespIaioeB 
River  on  Section  8,  which,  on  motion  of 
Mr.   Kelly,    Beconded  bj   Mr.   Eckhart, 


COMPLETION    OF    CONTRACT    FOK    SUB- 
3TEUCTDRE  OF  WILLOW  SPRINGS  HIQH- 
WAYBRIDGE  CROSSINQ  MAIN  aiANNEL. 
The  Clerk  presented  and  read  a  report 
from  the  Chief  Engineer,  being  final  eer- 
tiBcate  with  reference  to  tlie  completion 
of  the  contract  with  MeeBrc.  Sackley  & 
Peterson   for  the    aubstructure    for  the 
Willow  Springs  Highwaj  Bridge,  cross- 
ing Main  Channel,  which,  on   motion  of 
Mr.    Kelly,   seconded   by   Mr,    Eckhart. 
was  referred  to  the   Committee  on  Engi- 
neering by  unanimoue  consent. 


MONTULV   RKFOHTFBOM 


DBPARTMENT. 


The  Clerk  presented  a  report  from  the  Treasury  Departm 
and  placed  on  tile. 
The  following  is 

THE  REPORT  : 
StetipU. 

BaJanoeouhandatcliitBOt  iHUtraport 

From  County  Tffiiwiirep,  Sanitary  DIatrlot,  Tax  Acoonnt 

ent  for  the 
was  orderei 

f 

Km 

410  ffl 

month  ol 
printed 

121.988  77 

Tot»!  Pa»h  reoelred  (or  month 

3S7,4«I«3 
£«,4S9Sg 

Diibui-lfinenls. 

t            8650 

TSBW 
M8  7S 

isaoo 

116  80 

WW) 

90S  90 

»,TflT7r 

i»I3«  06 
509,421)39 

SiAnIilt. 

RBPORT 

BENT  AND  3ALE  OF  CERTAIN  DISTRICT 
PROPERTY. 

The  Clerk  presented  and  rettd  a  report 
from  the  Attorney,  transmitting  checks 
for  the  sums  of  (22.80  and  140.00,  in  pay- 
ntent  for  proceede  of  rent  of  certain 
premiaes  and  sale  of  certain  District 
property,  ae  set  forth  in  the  report. 

By  unanimous  consent,  the  report  was 
ordered  received,  and  the  recommenda- 
tlom  contained  liieiein  concurred  in. 

The  following  ie 

THE  REPORT : 

"Chicaoo,  January  4,  1896. 
To  Ihe  SonornbU  llie  Board  of  Trmleri'  of  the 
Sanllary  Dlslrici  of  Chicryo: 

Gbntlehbh— I  enclose  herewith  check 
for  twenty-two  &nd  eighty  hundredths 
(f3a.80)  dollars  transmitted  to  me  by 
J.  W.  Nadelhofler,  Custodian  for  Will 
County,  and  by  me  endorsed  to  the 
Treasurer  of  the  Sanitsry  District  of 
Chi(»igo,  said  sum  of  twenty-two  and 
eighty -hundredths  ($22.80)  dullart  being 
the  proceeds  of  rent  of  certain  premiaee 
on  the  Joliet  Bight  of  Way,  as  fully  ex- 
pressed in  the  agreement  accompanying 
this  report. 

I  also  enclose  check  drawn  to  my  or- 
der by  Ur,  Nadelhoffer.  and  by  me  en- 
dorsed to  the  Treasurer  of  the  DiBtrict, 
being  in  payment  for  the  eale  of  certain 
machinery  and  buildings  on  the  right  of 
way,  as  follows; 
From  Geo.   P.  Adams,  for  sale  of 

Bridewell $10  00 

From  Adam  Grotb,  fot  old   ma- 
chinery     5  00 

From  Swan  Anderson,  for  Sanford 
Foundry  building 25  00 

$40  00 
I  would  recommend  that  the  above 
Bums  be  deposited  to  the  credit  of  the 
District  and  the  land  account  thereof. 
Respectfully  submitted, 

Chas.  C.  Gilbert, 

Atlometj." 
(Accompanied     by     agreement    and 
checks.) 

REPORT  IN  REPERBNCB  TO   AOREKMENT 
WITH  THE  BELT  RAILWAY  COMPANY  OF 

CBICAflO  AND  THE  CHICAGO  A>-D  WEST- 
ERN INDIANA  RAILROAD  COMPANY. 

On  behalf  of  the  Committee  on  Engi- 


12—  [!■«« 

neeriog,  Mr,  Mallette  presented,  and  tlie 
Clerk  read,  a  report  from  that  CoiiioiLt- 
tee  with  reference  to,  and  sccom]iiinicd 
by,  a  form  of  proposed  agreement  be' 
tween  the  Sanitary  District  of  Chicago, 
the  Belt  Railway  Company  of  Chicago 
and  the  Chicago  and  Western  Indiana 
Railroad  Company,  with  reference  to 
the  various  matters  connected  with  the 
crossing  of  right  of  way,  the  report  rec- 
ommending the  adoption  of  the  contract 
accompanying  same. 

Mr.  Mallette,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Carter,  Elckhart, 
Kelly  and  Wenter—five.  Nays— Mr. 
Mallette~one.  Excused  and  not  voting 
— Mr,  Brad  en— one. 


Mr.  Kelly,  seconded  by  Mr.  Eckhait, 
then  moved  that  the  President  and 
Clerk  of  the  Sanitary  District  be  author- 
ized and  directed  to  execute  a  contract 
with  the  said  railroad  companies  in  the 
form  appended  to  the  report. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly  and  Wenter— six.  Nays 
Mr.  Mallette — one. 


In  the   same  connection,  Mr.  Mallette 

5 resented  a  communication  from  Trustee 
ones,  asking  that  he  be  recorded  in  the 
affirmative  on  the  adoption  of  the  above 
report  of  the  Engineering  Committee 
and  the  contract  therewith  submitted, 
which,  on  motion  of  Mr.  Wenter.  eec' 
onded  by  Mr,  Eckbart,  was  ordered 
printed  and  placed  on  Olu  by  u 


The  following  is 

THE  RBPORT : 

"Chicago,  January  8,  1899. 
To  Uie  HotwrabU,  the  Board  ot  IrtuUes 
of  the  Sanilarv  Dislrict  of  Chicago: 
Gbhtleh EN— Your  Committee  on  En- 
gineering, having  bad  under  considera- 
tion the  condemnation  suit  between  the 
Sanitary  District  of  Chicago  and  the 
Western  Indiana  Railroad  Company, 
begs  leave  to  report  that  it  has  had  a 
series  of  extended  conferences  with  the 
President  and  other  officials  of  that  road, 
and  finds  that  the  only  adjuetnient  which 


cao  be  amicably  made  must  be  based  on 
tbe  coDtract  herewith  submitted,  and 
which  is  rGComiuendeii  for  tbe  approval 
of  your  Honorable  Body. 

Your  Committee  believes  an  adjust- 
meDt  on  tbid  baeis  to  be  an  unjost  bur- 
den upon  tbe  Sanitary  District,  Out  flads 
it  is  the  only  settlement  possible  outside 
of  the  courts,  and  the  great  delay  of  the 
court  in  allowing  this  condemation  suit 
to  come  to  trial  makes  it  im(»eratire  that 
it  be  adjusted  out  of  court,  if  we  are  to 
hope  to  complete  the  bridge  and  open 
the  Channel  during  the  current  year. 

While  your  Committee  believes  a  con- 
te«C  in  the  courts  would  not  result  in 
allowing  the  railroad  company  more 
than  a  three-track  bridge,  and  would  re- 
sult in  other  material  conceaeione  to  the 
District,  it  is  of  the  opinion  that  a  four 
per  centum  capitalization  would  be  ex- 
acted from  the  District  under  the  present 
financial  conditions  and  rates  of  interest. 


case  are  known  to  you  all,  and  there  no 
longer  remains  any  doubt  as  to  the 
aUiulute  necessity  of  an  immediate  set- 
tlement with  this  company,  in  order  to 
avoid  serious  delay  in  apeDiag  the  Chan- 
nel, but  your  Committee  ileeires  here- 
with to  place  on  record  its  belief  that  in 
this  cane  there  has  befu  a  practical 
denial  of  Justi':e  and  a  violation 
of  law  by  the  Cook  County  Circuit 
Judge,  in  whose  court  this  case  is  being 
Cried,  and  that  as  a  consequence  thereof, 
although  the  statute  provides  that  con- 
demnation .proceedings  shall  be  given 
^reredence.  two  years  have  been  fruit- 
lessly consumed  by  our  Law  Department 
in  attempting  to  secure  a  submission  of 
the  issues  involved  to  a  Cook  County 
jury. 

Tbe  adoption  of  the  contract  herewith 
Robmitted  is,  therefore,  recommended, 
not  as  a  matter  of  equity  between  the 
parties,  but  as  an  onerous  burden  upon 
the  District,  made  necessary   by   public 


HeapectTuUy  submitted, 
(Signed)  Alex.  J.  Joneb, 

Tbohas  Kbllt, 
b.  a.  bokbabt, 
Z.  R.  Cartbb, 
Fbane  Wenteb, 
Wk.  Boldknwece, 
(.'ommitln  on  Enginrrrtng." 
(Accompanied  by  form  o(  agreement.) 
(For  form  of  agreement  see  page  5396.) 


"Chicago,  Jan.  8, 1869. 
^  the  HonoraJtle  the  Board  of  Truitea 
of  the  Sanltaru  District  of  Chicam: 
Oentleubb-^As  other  buainess  will 
compel  my  absence  from  the  meeting  of 
the  Board  of  TrusCeee  on  tomorrow, 
Wednesday,  January  4th,  I  hereby  re- 
spectfully request  that  I  be  recorded  in 
the  afSrmative  on  the  adoption  of  the 
report  of  the  Engineering  Committee, 
and  the  contract  therewith  submitted, 
adjusting  the  condemnation  suit  between 
tbe  Sauitarv  District  and  the  Western 
Indiana  R.  R.  Co.  and  the  Belt  Railway 
Ompany  of  Chicago. 

Respectfully, 
(8i|[ned)  Ai.FX.  J.  Jones, 

ADJOUIINMENT. 

On  motion  of  Mr.  Carter,  seconded  bv 
Hr.  Braden,  the  Board  then  adjourned. 
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PROCEEDINGS 
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Board  of  Trustees 


Sanitary  District  of  Chicago. 


JKNUARY  7  AND  11,  1899. 


OPPICIAL    RECORD 

ptMiihid  bn  aul^ioriry  of  tht  Board  of  TnaUa  oj 

tht.  Sanilart  Diitricl  uf  Clileayo. 


REGULAR  MEETING. 

The  ftiur  hundred  and  nineteenth  reg- 
nlar  meeting  ot  the  Board  of  Trustees 
of  the  Unitary  District  of  Chicago  was 
beld  in  the  rooms  of  the  Board ,  S^urity 
Building,  Saturday,  January  7.  1890,  at 
lao  o'clock  P.  M. 

Od  roll-call,  Mee-tre.  Boldenweck,  Eck- 
■-urt   and   Kelly — ihree   memhera,   were 
vaent.    No  quorum. 

At  3  o'clock  P.  M..  uo  other  members 
BFJDg    urrived,    the    Board    then   ad- 
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OFFICIAL  RECORD. 

PvbtUhtd  tjy  authority  0/  Va  Board  of  Tna- 
ttn  lit  ate  Sanitarv  DIttrict  of  Chieaoo. 

REGULAR  MEETING, 

The  four  hundred  and  twentieth  regular 
meeting  of  the  Board  of  Trustees  of  the 
Sanitary  Dixtrict  of  Chicago  was  held  in 
the  rooms  of  the  Board,  Security  Build- 
ing, Wednesday,  January  11,  18B9,  at  2 
o'clock  P.  M. 

On  roll-cali  Messrs.  Boldenweck,  Car- 
ter, Eckhart,  Jones,  Kelly,  Mallette, 
Smyth  and  Wen ter— eight  members, 
were  present,  Mr.  Braden  arriving  sub- 
sequently. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

Therainutes  of  the  regular  meeliugg, 
held  December  24,38  and  3),  18!iH,  and 
January  4,  1899,  were  approved  as 
printed,  on  motion  of  Mr.  Wenter,  sec- 
onded by  Mr.  Kelly. 


WBBKLy  KEPOKT  ON  EMPLOYES. 

Tbe  Clerk  preeented  a  report,  in  ac- 
oordaDce  witb  the  Rules,  BtiowinK  the 
number  of  persons  in  Ihe  employ  of  the 
DJBirict  for  the  week  endinic  Januar; 
7,  18B&,  which  teas  read,  and,  by  udi 
moas  consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT: 

"Cbioaqo,  Jan.  11,  1899. 

To  thi  HaaorabU,  tht  Board  of  Tnutm  of  tin 
Sanitary  DiilriH  of  Chicago: 

Oehtlbhkn^I  beg  leave  to  report 
herewith  tbe  number  of  employes  in 
each  department  for  tbe  week  ending 
January  7,  1899,  as  tbe  same  have  been 
reported  to  me: 

ElDgineering  department 

HaiDtenance  account , 

Clerical  department 0 

Law  department 8 

Treasury  department 

Police  department 29 

Telephone  operator 1 

Total  employee 180 

Bespectfully  submitted, 
(Signed)  Joseph  P.  Haas, 

Clerk." 

XXBCDTIOM   OF    AUBEEHBNT    WITU   THE 
BELT  RAILWAY  COMPANY  OF  CHICAOO 

AND  THE  CmCAOO    AND   WESTERN  IN- 
DIANA EAILROAD  COMPANY. 


road  Company,  in  regard  to  I .  .     .     

matteiB  connected  with  the  crossing  of 
right  of  way,  duly  executed,  and  recom- 
mending that  tbe  said  agreement  be 
printed  and  placed  on  file  with  tbe 
Clerb. 

By  unanimous  consent,  tbe  report  and 
accompanying  agreement  were  ordered 
printed  and  placed  on  file. 

The  following  is 

THB  REPORT; 

"Chicaoo,  Jan.  S,  189S. 

To  ihe  SonorubU,  the  Board  of  Truitee*  of 
the  SanUary  Diitrict  of  CMcago: 
Gknti,emen — I   herewith  tranamit  the 
agreement  dated   Januuty  4,  1899,  be- 
tween    "The      Sanitary     District     of 
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Chicago."  "The  Belt  Railway  C'<mpany 
of  Chicago"  and  "The  Chicsgn  &  West- 
Indiana  Ritllroad  Company,"  w'th  refer- 
ence  to  the  various  mutters  connected 
with  the  crossing  of  right  cif  wht  of  naid 
companipR,  the  same  having  been  duly 
executed  by  tlie  said  uompaiiiea  and  hIho 
by  jour  President  and  Clerk,  as  author- 
ized by  the  Board  of  TruHlpfs  at  liie 
meeting  held  January  4,  1899  (p^igp  6.'<92 
of  the  Proceedings),  and  I  tlierffure  rec- 
ommend that  the  eaid  agrpemfnt  be 
Srinted  in  iht-Procee-iingsand  pluced  on 
le  with  the  Clerk. 

Reflpectfully  submitted, 
(Signed)  JosftPH  F.  Haah, 

CAerk." 
(Accompanied  by  agreement.) 


The  following  is 

THE  AGREEMENT: 
"This  Aobbbubnt,  Made  and  Bnitred  intu 
tbis  4th  dsj  ot  Januar;.  A.  D.  I.SIKI.  tH.-riTeeu 
the  Sanitary  District  at  Ctilca^u,  a  corpora- 
tion undor  tbe  laws  af  the  State  of  Illinois, 
hereinafter  called  the  -Sanllnry  District,' 
party  of  the  flrai:  part;  Thn  Bolt  Uiillw:Ly  ot 
Chlca^,  also  a  corporation  under  aai)  by 
virtue  ot  the  laws  o(  the  State  of  Illinois. 
herelDatt«r  called  the  'Belt  Company .'  part; 
of  the»econdp»rt;  and  the  Chicago  &  Woat- 
ern  Indiana  Railroad  Company,  also  a  corpo- 
ration under  and  b;  virtue  of  the  laws  of  the 
State  of  llllnolj,  hereinafter  called  Ibe  'Weet- 
ern   Indiana    Company,'  party   of   the   third 

WaBBB*H,  In  the  prOEflcution  of  tbi;  work 
for  which  the  Sanitary  District  wiis  organ- 
ized. It  baa  located  its  Main  Channel  upon  a 
route  which  intersects  Ihc  railroad  and  rli;ht 
o(  waj  upon  and  across  the  west  half  (ij)  of 
Section  Three  (3)  In  Township  Thlrly-aigbt 
(;«)  North,  Range  Thirteen  (l.S)  nasi  ot  the 
Third  Principal  Meridian,  In  Conk  County, 
Illinois,  which  right  ot  way  aod  railroad  are 
owned  by  the  Western  Indiana  Coiiipary  and 
held  under  a  leate  and  operated  and  con- 
trolled b;  the  Belt  Company:  anil 

WuKKEAS,  The  SanlWry  District  has  Insti- 
tuted, In  Ihe  Circuit  Court  ot  Cook  County, 
in  the  State  of  Illinois,  condemnation  pro- 
ceedings for  tbe  purpose  o(  aciulrinft  a  right 
ot  way  for  Its  Main  Chaoupi  under  and  acroas 
the  said  right  el  way  and  railroad  of  the  party 
ot  ihe  lecoDd  part ;  and 

Whereas,  Such  condcmiiatiDTi  prijceedlogs 


are  peading  and  undeteruitned  in  eald  court, 
■Dd  tbe  SaDltsrj'  District  cannal  until  the  de- 
[erminattno  thereof  eater  upon  aald  premises 
lor  the  purpose  o[  construcllDJ  Its  said  HuId 
Cbanoel  Undar  aad  across  aald  Hg-bt  o(  waf, 
vilbout  the  i-onsent  of  said  nllroad  com- 
pany; and 

Whebeas.  The  Belt  Company  and  tbe 
WcGtcrn  Indiana  Company  claim  that  they 
bave  been  aad  will  be  lartrely  damaged  by  the 
canstrucllon  and  maintenanca  otaaldMulD 
IJbanael.  whereby  they  will  Da  compelled  to 
operate  said  railroad  across  i  bridge  and  will 
loK  the  nae  ot  so  much  of  their  aixty-sli  (66) 
foot  right  ot  way  there  as  Is  not  providafl  tor 
by  tbe  proposed  bridge,  and  will  also  aniler 
great  loss  by  operatlns  said  rallro^  upon 
tbe  grade  at  wbicb  said  rallrasd  will  be  con- 
ttmcted  across  such  projiosed  bridge;  and. 

acquire  Kuch  rl^bt  u(  way  across  said  railroad 
by  purchase  and  secure  Immediate  possssslon 
thereof  tor  the  purpose  of  ton^tructine  there 
its  proposed  Haia  Channel,  and  to  be  re- 
leased from  all  claims  fur  dumages  resulting 
to  Ibo  Belt  Company  and  the  Western  In- 
tliina  Company  respcctlTGly  by  the  construe- 
lian  and  mainteaaiice  of  said  Uala  Ctaanael : 

Whebkis,  Tbe  parties  hereto  have  agreed 
Bpan  an  a4juetiiieQt  o(  ali  the  natters  In  dif- 
(ereace  in  relation  to  such  crossing'  ani  the 
pending  condomnalion  proceedings:  now, 
tber«fore,  this  a^reeineiit  wtloeasetb: 


(?-,x, 


That  tbe  Banitary  District,  In  considera* 
tion  ot  the  parformance  of  the  covenants  and 
airreemeate  of  the  Belt  Company  and  the 
Western  Indiana  Company,  bureb;  covenants 
and  agrees  a."  follows; 

Section  1.  The  Sanitary  District  shall, 
within  the  time  hereinartcr  fixed,  at  lU 
nwn  cost  and  expense,  build  a  four-track 
rought  Iron  or  steel  bridge,  supiwrted 
f  piers  and  almtments  of  tirat'Class  bridge 
waonry,  laid  in  Portland  cement  mor- 
ar,  u>  carry  the  line  of  railroad  of  the 
Mt  Company  across  tbe  Uain  Dralaaee 
ruBoaei  of  tbe  Banitary  District  near  Le 
foTOe.  in  said  Cook  County,  as  shown  upon 
Bzlilbit  A  hereto  attached  and  made  part 


Hcf^ioK  3.    Said  bridge  shall  b 
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ed  upnn  the  general  lines  of  the  plans  and 
speclQcatlons  as  to  materials,  unit  stresses 
and  details  of  construction  and  workmanship 
agreed  upon  by  the  Sanitary  District  In  Its 
contract  tor  the  construction  ot  bridges  with 
tbe  Atchison.  Topeka  &  Santa  Fe  Railroad 
Company  in  Chicago,  and  the  Chicago,  Santa 
Fe  &  California  Railway  Company,  except 
u  the  same  are  niodlSei  by  the  prorlsions  of 
this  agreement;  which  plans,  however,  shall 
be  first  submitted  to  and  approved  in  writing 
by  tbe  Engineer  of  the  Belt  Company,  and 
such  approval  sbali  be  obtained  before  any 
work  shall  have  been  l>egun  or  contracts  let 
therefor;  and  such  Engineer  of  the  Belt 
Company  shall  have  free  aecess  to  all  such 
plans  and  specifications  and  to  shop  iuspeC' 
tlon  reports,  and  shall  bave  the  i\gbi  to  In- 
spect ail  material  and  workmanship  used  In 
tbe  coostructlon  of  said  bridge  structure, 
piers  and  abutments,  and  the  work  appurte- 
nant thereto,  and  to  reject  all  that,  In  his 
opinien,  is  not  first-class  and  suitable;  and 
all  tbe  inspectors  supervising  tbe  work  pro- 
vided to  be  done  under  this  agreement  shall 
be  paid  by  the  Sanitary  District  and  appoint- 
ed subject  to  the  approval  of  the  Engineer  of 
the  Belt  Company,  and  ^hall  be  discharged  at 

Bbction  3.  Bald  bridee  shall  be  propor- 
tioned and  built  to  carry  a  dead  load  consist- 
ing of  tbe  aggregate  weight  of  the  trusses 
and  Hoor  system,  the  rails  and  fastenings, 
cross  ties  and  guard  rails;  and  a  live 
load  described  as  follows:  two  (2)  tracks, 
each  loaded  with  two  one  hundred  and 
thirty-nino  (13S)  ton  locomotives  coupled 
together,  followed  by  a  moving  load  of  forty- 
two  hundred  '4.300)  pounds  per  lineal  foot 
far  the  remaining  length  of  the  structure  not 
occupied  by  the  two  locomotives;  two  (2) 
tracks  each  loaded  with  one  one-hundred  and 
thirty-nine  (1311)  ton  locomotive,  followed  by 
a  moFing  load  of  forty-Iwo  hundred  (4,200) 
pounds  per  lineal  foot  lor  the  remaining 
length  of  said  structure  not  occupied  by  such 
locomotive. 

The  Sanitary    District   shall 
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pay  for  all   changes  of  grade,  1 

construcliod  ot  said  bridge  and  the  ope 
ot  said  railroad  over  tbe  same,  and 
changes  (the  cost  of  which  s 
the  Sanltiiry  District)  shall  include  tbe  rais- 
ing, relaying,  rellnlng  or  rebailasting  of  all 
tracks  and  switches  affected  thereby,  all  dam- 


r  allgn- 


orno  by 


uttlng 


1  o(  such  cbkngfl  of  grade  and  allgn- 
meDt,  and  eTer;thing  inddeat&l  tu  the  pro- 
posed  cbkneee;  tbe  oliject  and  Intent  of  this 
proTtBloa  being  that  the  parties  of  the  second 
And  third  parts  shall  be  at  no  expense  what- 
ever In  consequence  of  aald  chanifes  orot  bqj- 
of  the  wark  herein  pnivlded  to  lie  done,  and 
shall  seTernlly  be  lndemi]:fled  and  held  he 
less  n^alnst  all  damage  and  claims  For  dam 
that  mo;  be  done  In  pursuance  ot  anything- 
prOTlded  b;  Ibis  agreement  to  be  done  hy  the 
l^anltary  Dislrlet.  In  case  at  any  Euch  claim 
being  made  against  the  Belt  Company  or  the 
Westera  Indiana  Company,  they  shall  nitblp 
ten  <10)  days  give  nrlllen  notice  to  the  S»nl- 
tary  District,  and  piva  It  an  opportunity  to 
defend  or  settle  such  cljilm,  and  no  such  claiii 
shall  be  settled  without  the  consent  of  tbe 
8anltarj  District. 

Hbction  5.  All  werli  lo  be  done  by  the 
Sanltai7  District  under  the  provisions  of  tbis 
Affreenicnt.  shall  be  planned  and  carried  out 
Id  sucb   manner   be  to  reduce  the  delay  to  ail 
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tract  or  otherwise  by  Ibe  Sanitary  District, 
and  enpecially  where  tberc  la  liability  ot  ac- 
cident to  trains,  tbo  Beit  Company  shall  have 
the  right  to  do  sucb  work  at  tlte  cost  and  ex- 
pense or  the  Sanitary  Dlstrlnt,  and  the  Snol- 
tarj  District  shall  pay  to  the  Belt  Company, 
within  ten  (10)  days  after  the  end  of  Bach 
monib  durliif  which  any  work  may  be  done, 
the  amount  expended  by  it  on  said  work  dur- 
ing the  previous  month,  and  said  amount 
shall  include  tbe  cost  of  all  damage  to  per- 
sons or  properly  due  to  the  neglect  ot  em- 
ployees engaged  In  said  work  or  otherwise; 
the  Sanitary  District,  bow  ever,  to  have  the 
right  to  exercise  such  supervision  as  will  en- 
able the  cost  of  said  w*rk  ao  done  by  the  BeU 
Company  to  be  verlfled,  and  said  Sanitary 
District  shall  be  liable  for  such  co»<is  and  ex- 
penses only  when  tbe  railway  company  would 
be  liable. 

Sectkin  (1.  The  Sanitary  District  shall,  at 
its  own  cost  and  expense,  pay  for  raising  the 
Krade  of  said  railroad  wbenever  made  neces- 
sary by  an  order  ot  said  District  whieb  shall 
result  In  ralslntr  the  crades  of  any  other  rall- 
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Bystems  now  provided  .xt  any  auch  railroi 
crossing. 
Section  7,    All  changes  ot  line,  Hlii;nmei 


Sections.  The  Sanitary  Diatrict  shall 
pay  to  the  Belt  Company,  within  the 
time  bcrelnafter  Bied,  aa  compensation  and 

pair  and  liability  to  accident  of  the  bridge 
htrueture  above  provided  for  and  treated  as 
ft  flxed  bridge,  a  sum  of  money  aiaounting  tu 
twenty-five  (25)  limes  the  toul  of  the  follow- 
log  four  (4)  items,  to-wlt: 

'I.  The  annual  cost  of  painting  said  struct- 
ure, which  shall  be  estimated  at  three  one- 
bundredths  LOS)  of  one  (1)  cent  per  pound 
computed  sn  the  whole  weight  of  metal  con- 
tained In  aald  bridge atrnctu re,  not  Including 
track  material. 

li.  The  annual  cost  ot  renenal  ot  cross  ties 
and  guard  rails;  estlitiatGd  at  Hre  (f-i.OO) 
dollars  iicr  thousand  (1,000)  tect,  hoard 
measure,  computed  on  all  the  lumber  in  said 
cross  ties  and  guard  rails. 

r.  Tbe  annual  cost  of  general  lospection 
and  minor  repairs;  estimated  at  twenty  (30j 
cents  tier  lineal  toot  of  track  crossing  said 

<l.  Tbe  annual  depreciation  in  yalue  and 
liability  to  wcident;  estimated  at  two  13) 
percent  of  tbe  entire  cost  of  tbe  metal  in 
said  structure  erected  In  place,  including  In 
such  coat  the  cost  of  the  design  and  plans  tor 
such  bridge  and  ot  all  supervision  and 
Inspection  employed  in  the  construction 
tberi'of. 

Tbe  amount  of  the  four  (4)  itemf  above 
shall  be  verlfled  by  the  Chief  Bnelnucr  of  the 
Sanitary  District  and  the  Engloecr  of  the 
Belt  Company;  and    ninety  (90)  per  cent  of 

Of  the  total  amount  above  provided  tor  shall 
i  paid  by  the  Sanitary  District  to  tbe  Belt 
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structlon  of  said  bridge  has  been  let 
cordunce  with  the  provisions  ot  Seel: 
and  S  <two  end  three)  of  this  Arlk'li 
before  the  Sanitary  District  may  enter 
any  portion  ot  said  right  of  way. 

Said  Railroad  Companies  shall  be  the  sole 
and  exclusive  owners  of  said  brld;;e  and 
shall  have  entire  charge  of  and  control  over 
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ha  smme,  aubjett  enty  l»  tlie  provlBiODH  o[ 
Anlcle  threo  (S)  buraot.  Bui  untU  the  pkj- 
meats  pror[de(l  Tor  In  this  ArMds  shall  hare 
been  FuUr  made  tlie  B&Ditary  District  shall, 
mt  iu  oirn  expease,  Tiismialn  said  bridge 
■truclare  in  Rood  caadltloc. 

8ECT10N  ii.  The  Saultiirj  District  shall, 
on  or  Iwfure  the  first  day  o(  January,  1900, 
FOnEtrucl  said  bridge  and  a gipurte nances 
complete,  and  make  all  diaDp-es  in  the  grade, 
allgoinent  and  connectlonB  oF  snid  railroad 
appurtenant  to  salil  brldi;*,  and  do  and  per- 
torm  bU  Its  coTensnts  and  atfreements  Id  this 
Article  coatalittKl  and  jjay  the  remainder  of 
the  IBOI  o(  monoj  due  to  the  Bell  Company 
upon  a  SbkI  verlHcation  oT  the  total  amount 
or  Ibe  capitalization  o[  tlie  Four  Items  of  an- 
Doal  expense  ns  proTlded  for  In  the  preceding 
ISection,  and  shall  tully  paj  all  other  claims 
and  demands  of  the  Belt  Company  against  the 
Sanitary  DiBlrict  which  may  arise  nnder  the 
proviiiona  ot  this  Article, 


<  Highl  of  Way  inul  JttlriiK  i)/  DanutytK.} 
That  tbe  Belt  Company  and  the  Western 
Tsdiana  Cumpuny.  in  consideration  and  upon 
the  coodltion  at  the  porforinance  «l  the  lore- 
goXas  coTenaula  and  ngroomonta  of  the  Sani- 
tar7  District,  hereby  covenant  and  agree: 

SecdosI.  Tbat  wben  tho  Sunitary  Dis- 
trict shall  bare  constructed  the  bridge  and 
made  all  ihe  change*  in  tsaid  railroad  so  that 
such  bridgre  and  railroad  shall  lie  ready  lor 
operation  across  aaiil  (oai^tracli  bridge,  and 
shall  have  made  all  thn  piTinents  to  the  Belt 
Company  hereinbefore  providen  tor,  and  per- 
ranged  each  and  ail  o[  tbe  other  coTannnts 
and  agrsciuenLs  ot  the  Sanilnry  District  In 
Article  one  (U  horaof  ael  forth,  the  Western 
Todiana  Company  and  Iba  Belt  Company  will 
coDvey  to  Ibe  Sanitary  District,  by  a  good 
wid  EuOicient  deed,  a  right  ol  way  for  ilB 
MUB  CbanncI  across  tboir  right  of  vay  and 
railroad  ncnr  said  Lo  Moyne.  more  partic- 
ularly desctibeil  na  fotlows- 

A  strip  of  land  slxly.slx  (IK!)  feet  wide, 
leross  tbe  nortbwo^t  gnntter  (Jj)  ot  Section 
thPWf  (3),  Township  thlrty-dirbt  (38)  North, 
ISD)^  thlrleen  (13)  East  of  the  Third  Frin- 
ipel  HeridlaD.  la  Cook  Connty.  Illln«is, 
wtnt!  thiny-lbree  (33)  feet  nlde  on  each  side 
of  a  center  line  t)^lnnlng  at  a  paint  in  tbe 
«onb  line  of  tbe  said  northwest  quarter  <^) 
ifaald  Hectlon   three   (3),  thirteen   bnndred 
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and  forty-four  (!,344|  feet  oast  of  the  north- 
west oorcer  of  said  quarter  (H)  section, 
measured  along  Its  north  line,  and  running 
thence  southerly  In  a  straight  line  to  a  point  In 
thesouthilneoftbesaid  quarter  section  thir- 
teen hundred  twenty-seven  and  ninety-two 
hundredths  (1.327.92)  feet  east  ot  the  south- 
west corner  ot  said  northwest  tiuarter  ot  said 
Section  three  (;i).  Tiieasnreil  along  its  south 
line. 

And  will  release  tbe  Sanitary  District  (roni 
all  damages  aud  claims  for  damage .  ntalcb 
tbey  or  either  of  them  have  or  may  have  Id 
consequence  of  the  construction  and  opera> 
tloDot  said  Main  Channel  and  the  erection  of 
said  bridge  tor  the  crossing  of  said  railroad 
over  Bocb  channel,  as  shown  in  Exhibit  A. 


Tbat  tbe  parties  hereto  mutually  corenaat 
and  agree  with  each  other  as  follows; 

Section  1.  If  at  any  time  hereafter  any 
State  or  Federal  authority  shall  require  the 
bridge  provided  for  Id  Article  one  <1)t»be 
operated  as  a  draw  or  awlnglog  bridge,  the 
Sanitary  District  shall,  at  its  own  expense, 
equip  said  bridge  with  such  rotating  mechan- 
ism, and  make  such  alterations  In  and  addi- 


sald 


ridge 


tbe 


structure  thereof.  Including  | 
tectlOD  for  tbe  piers  and  abutments  of 
said  bridge,  aa  shall  be  necessary  to  operate  It 
as  a  draw  or  swinging  bridge;  provided  that 
such  rotatiDg  mechanism  and  all  such  equip- 
ments of  said  bridge  and  alterations  in  or 
additions  thereto  and  to  tbs  substructure 
thereof,  or  any  changes  tharein,  shall  he  con- 
structed according  to  plans  and  spec  ill  cat  ions 
tbat  shall  have  been  approved  In  writlnt;  by 
tbe  Engineer  of  tbe  Belt  Company  before  any 

contracts  lot  therefor;  and  such  Engineer 
shuil  have  tbe  ripbt  to  inspect  any  material 
or  workmanship  used  in  such  construclloD, 
and  to  reject  all  that  he  shall  not  consider 
flrst-claas  and  suitable;  and  provided  further 
tbat  the  Sanitary  District  shall,  at  its  own 
expense,  and  before  sucb  draw  or  swinging 
bridge  shall  have  been  operiited  as  sucb, 
furnisli,  complete  and  Install  an  Interlocking, 
derailloK  and  signaling  system  far  the  pro- 
tection of  trains  crossing  siild  brld^^;  tbe 
said  Interlocking  system  to  lie  designed,  con- 
structed and  Installed  to  tbe  entiiesatlstac- 
tion  of  the  Engineer  of  tbe  Belt  Company, 
end  provided  lurtber,  that  before  such  draw 


w 


January  11, J 


—6400— 


[1899 


or  Bwla^ing:  bridge  shall  be  operated  as  such 
the  Sanitary  District  shall  pay  to  the  Belt 
Company  a  sum  of  money  in  cash  equal  to 
twenty-five  (25)  times  the  amount  of  the  fol- 
lowing: five  (5)  items,  in  addition  to  the  sum 
of  money  provided  to  be  paid  by  the  Sani- 
tary District  under  the  provisions  of  Article 
One  (1)  hereof,  namely: 

a.  For  the  increased  annual  depreciation 
and  wearing  out  of  the  superstructure  of 
such  bridge,  and  for  increased  liability  to 
accident  thereto  on  account  mt  the  same 
being  used  as  a  swinging  bridge,  the  sum  of 
one-half  {}{)  of  one  (1)  per  cent  of  the  total 
cost  of  the  superstructure  of  said  bridge  as 
descrlt>ed  in  Paragraph  d  of  Section  Eight 
of  Article  One. 

6.  For  annual  depreciation,  repair,  re- 
newal and  liability  to  accident  of  the  entire 
rotating  machinery,  including  every  item 
entering  into  the  cost  of  installing  the  same 
complete,  the  sum  of  seven  and  one-half  (73^) 
per  cent  of  the  entire  cost  thereof. 

c.  For  the  annual  depreciation,  renewal 
and  repair  of  pile  and  frame  pier  and  abut- 
ment protection,  and  for  liability  to  accideat 
to  the  same,  the  sum  of  twelve  and  one-half 
(12)^)  per  cent  of  the  entire  cost  of  said 
.structures. 

d.  For  the  annual  depreciation,  repair  and 
renewal  of  the  in^erloclcing  plant,  and  for  lia- 
bility to  accident  thereto,  the  sura  of  ten  (10) 
per  cent  of  the  total  cost  of  such  interlocking 
plant. 

e.  For  the  annual  compensation  for  oper- 
ating said  draw  span  and  interlocking  plant, 
including  wages  of  engineers,  tower-men, 
lamp-men  and  all  others  employed  in  connec- 
tion with  operating  and  maintaining  the 
bridge  and  interlocking  plant  connected 
therewith,  also  for  fuel,  oil,  waste  and  all 
other  supplies  and  materials,  etc.,  the  sum  of 
five  thousand  ($5,000)  dollars. 

The  aggregate  of  the  foregoing  five  (5) 
amounts  shall  be  verified  by  the  Chief  Engi- 
neer of  the  Sanitary  District  and  the  Engi- 
neer of  the  Belt  Company  before  such  bridge 
shall  be  changed  and  converted  from  a  fixed 
span  to  a  draw  or  movable  span,  and  twenty- 
five  (25)  times  the  amount  so  determined  shall 
be  paid  by  the  Sanitary  District  to  the  Belt 
Company  before  such  bridge  shall  be  operated 
as  a  draw  or  movable  structure. 

Section  2.  If,  in  carrying  out  the  work 
herein  proposed,  the  Sanitary  District  shall 


desire  the  Belt  Company  to  abandon  its  pres- 
ent railroad  tracks  before  the  said  new  rail- 
road on  the  said  proposed  four-track  bridge 
shall  have  been  completed,  as  hereinbefore 
provided,  then  the  Sanitary  District  shall,  at 
its  own  expense,  provide  and  construct 
temporary  tracks  and  bridging  for  the 
safe  and  convenient  use  of  the  trains  of 
the  Belt  Company,  including  proper  crossings 
with  the  Atchison,  Topeka  &  Santa  Fe  Rail- 
road and  the  Chicago  &  Alton  Railroad  and 
proper  connections  therewith.  But  the  Belt 
Company  shall  not  be  required  to  abandon  its 
present  tracks  or  any  part  thereof,  or  use 
the  said  temporary  tracks  and  the  bridging 
and  connections  until  the  Engineer  of  the 
Belt  Company  shall  consider  such  temporary 
tracks  and  the  bridging  and  all  things  thereto 
appertaining  safe  and  suitable  for  such  use. 

Section  8.  If,  after  the  Belt  Company 
shall  have  abandoned  the  use  of  its  present 
tracks  and  road  bed  at  their  intersection 
with  said  Main  Channel,  in  pursuance  of  the 
plan  of  action  hereinbefore  proposed,  the 
Sanitary  District  shall  from  any  cause  fail  to 
do  what  it  has  herein oefore  agreed  to  do, 
and  shall  neglect  or  abandon  such  work,  and 
shall  continue  so  to  do  thirty  (30)  days  from 
the  date  of  a  written  notice  thereof  from  the 
Belt  Company,  tnen  and  in  such  case  the 
Belt  Company  shall  have  the  right  at  its  op^ 
tion  to  take  full  charge  of  any  and  all  such 
work  and  complete  it  according  to  the  plans 
herein  outlined,  or  according  to  other  and 
different  plans;  and  the  Sanitary  District 
covenants  and  agrees  to  pay  to  the  Belt 
Company  the  full  cost  and  expense  of  such 
work  so  done  by  it  on  presentation  of  proper 
bills  therefor,  provided  that  the  Sanitary 
District  shall  not  pay  more  for  such  com- 
pleted work,  if  done  upon  a  different  plan, 
than  the  same  would  have  cost  if  completed 
according  to  the  plans  herein  outlined. 

Section  4.  If  the  Sanitary  District  shall 
at  any  time  hereafter  be  required  by  any  law 
of  this  State  or  the-United  States  to  widen  its 
Main  Channel  at  its  intersection  with  said 
railroad,  it  may  do  so;  provided,  that  the 
Sanitary  District  shall,  at  the  same  tine,  at 
its  own  expense,  extend  said  railroad  bridge 
over  its  said  Main  Channel  and  make 
all  other  changes  and  alterations  in  the  same 
and  in  the  substructure  thereof  and  in  said 
rotating  mechanism  and  said  interlocking 
system  that  shall  be  required  by  the  Belt 
Company,  and  all  such  changes  and  altera- 
tions shall  be  made  according  to  plans  and 
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specifications  that  haye  been  approTed  ia 
writing  by  the  en^aeer  of  the  Belt  Company 
before  any  such  work  is  becrun  or  contracts 
let  therefor;  and  the  Sanitary  District  shall 
further  pay  to  the  Belt  Ck}inpany  a  sum  of 
money  sufiDcient  to  fully  coTer  the  Increased 
coat  of  the  maintenance,  renewal,  repair,  de- 
preciation and  operation  of  said  bridge  and 
said  rotating  mechanism,  interlocking  system, 
and  all  other  additions  and  appliaaces  thereof, 
which  sum  of  money  shall  be  determined 
apoB  the  basis  hereinalsove  provided  ia  Bec- 
tiOD  eight  of  Article  one,  and  in  Section  one 
of  Article  three. 

Section  5.  In  case  either  party  hereto 
shall  deem  it  necessary  to  effect  the  purposes 
of  this  agreement,  the  suit  now  pending,  as 
aforesaid,  shall  be  brought  on  to  hearing  and 
trial,  and  such  other  suit  or  salts  shall  be 
brought  and  such  proceedings  shall  be  had 
therein  as  may  be  neeessary  to  carry  out  this 
contract;  and  the  final  order.  Judgment  or 
decree  entered  in  any  such  suit  or  suits  shall 
in  every  respect  be  in  conformity  to  this 
agreement 

Section  6.  This  agreement  shall  be  bind- 
ing upon  and  Inure  to  the  respective  succes- 
sers  and  assigns  of  the  parties  hereto. 

In  witness  whereof,  the  parties  hereto  have 
caused  these  presents  to  be  signed  by  their 
respective  presidents,  and  their  corporate  seals 
to  be  hereunto  affixed  and  duly  attested,  the 
day  and  year  first  above  written. 

( Signed . )       Sanitary  District  of  Chicago, 

By  Wm.  Boldenwbck, 

Its  President. 
Attest. 

.  Joseph  F.  Haas,  [seal.] 

Its  Clerk. 

T/u  Belt  Railway  Company  of  Chicago, 

By  B.  Thomas, 

Its  President. 
Attest: 

M.  J.  Clahk,  [seal.  J 

Its  Secretary. 

i^hicago  4t  Wegtern  Indiana  Mailroad  Co.y 

By  B.  Thomas, 

Its  President. 
Attest: 

M.  J.  Clark,  [seal.] 

Its  Secretary. 

MONTHLY   RBPORT  FROM    CLERICAL    DE- 
PARTMENT. 

The  Clerk  presented  a  report  from  the 


Olerical  Department  for  the  month  of 
December,  1898,  which  was  read,  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT: 

Chicaqo,  Jan.  2,  1809. 

To  the  Honordble  the  Board  of  Trusteei 
of  the  SanUa/ry  District  of  Chicago : 

Gentlemen — I  herewith  submit  the 
report  of  the  Clerical  Department  for 
the  month  of  December,  1898: 

The  total  expenditure  of  the  District 
for  the  month  was  $988,487.25,  of  which 
amount  the  sum  of  $664,9^5.08  was  paid 
in  regular  warrants,  $257,876.45  in  1898 

Tax  Levy  Warrants  and  $16,115.72  bv 
the  Treasurer  of  the  District  for  which 
no  warrant  was  required. 

Of  the  amount  paid  by  the  Treasurer 
the  sum  of  $908.90  was  for  1896  Tax 
Warrants  redeemed,  $14,707.77  for  1897 
Tax  Warrants  redeemed  and  $504.05  for 
interest  on  warrants  redeemed. 

The  total  amount  expended  on  ac- 
count of  and  charged  to  the  Clerical 
Department  during  the  month  of  De- 
cember was  $3,859.26,  of  which  amount 
the  sum  of  $'<3.800.01  was  for  salaries  and 
the  sum  of  $59.25  for  general  office  ex- 
pensee. 

There  are  no  outstanding  liabilities 
against  the  Clerical  Department  and  the 
expenditure  for  the  present  month  will 
be  about  $1,000.00. 

The  total  amount  expended  for  account 
of,  and  charged  to,  the  General  Account 
during  the  month  of  December  was 
$4,420.60,  divided  as  follows: 

Rent  for  December $   48388 

Printing 186  98 

Telephone  service 1,16*3  46 

Salaries 2,453  83 

General  expenses. 184  50 

Total $4,420  60 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$8,000.00. 

Of  the  total  amount  of  1896  Tax  Levy 
Warrants  issued,  there  is  now  outstand- 
ing the  sum  of  $12,709.85;  of  the  1897 
Tax  Levy  Warrants  issued,  there  is  now 
outstanding  the  sum  of  $16,542.78  and 
of  the  1898  Tax  Levy  Warrants  issued  to 
date,  the  total  amount  is  now  outstund- 
ing  and  amounts  to  the  sum  of  $1,585,- 
086.47. 


ACCOUNT. 

ReguLar 
Wairante. 

1898  Tax 

Levy 
WarrantB. 

Paid  by 
Treaa- 
urer. 

Total  for 
Month. 

Bngineehng  Deirartmeui 

(     m  S5 

«17.688  40 
176.266  51 
^,300  01 
13.746  57 
36,oao  00 
883  83 
4,28(i  10 
4,MI  44 
1,809  09 

GQ  25 
711  10 
45  50 

Law  Departmeot 

14,4.'>7  67 

Gonerai .  .^Iv^ .   .  ::::::::: 

184  CO 

102  64 

47  H4 

430,000  00 

288,800  00 

Emeii^Doy  Fund.  Chas.  C.  Gil 

1.000  00 

1       903  90 

14.707  77 

504  OS 

Interest  on   Tax    Warranta  ro- 

Totals 

1864.695  08 

$257,876  45 

f  1S,I15  72 

|93H,487  25 

The  Clerk  presented  a  repott  from  the 
Poltoe  DepartmsDt  for  the  year  endinft 
December  81.  1898,  which,  by  unani- 
mouB  DOnaent,  waa  ordered  prinl«d  and 
placed  on  file. 

The  [oUowing  is 

"Chicaqo,  Jan.  7, 1899. 
To  the  HimonUile  the  Board  of  Truetetg 
of  the  SantUiTV  Dlttrict  of  Chicaoo: 
Gentlehen — Complying  with  the 
rules  of  your  Honorable  Body,  I  have 
the  honor  to  submit  the  Annual  Report 
of  the  Police  Uepartment  for  the  year 
ending  December  31.  1698. 

At  the  oommeooement  of  the  year 
1893  we  were  reuderlng  regular  police 
service  at  five  atations  aJong  the  Canal, 
situated  as  follows:    Forty  eighth 


_i  pumpman  stationed  at  Western 

Avenue  Bridge,  as  the  scow  under  the 
bridge  is  in  a  leaky  condttion,  requiring 
regular  pumping  days,  nights  and  Sun- 
On  May  17.  1898,  we  abandoned  the 
BtatioDB  at    Willow    Springa   and    Sag 


Bridge  and  discontinued  the  service 
thereat.  On  the  »ame  date,  we  estab- 
lished a  new  police  station  at  Joliet  in  a 
building  owned  by  the  Sanitary  District, 
northwest  comer  of  DeaplaineB  and  Jef- 
ferson streets,  and  assigned  the  men 
from  the  abandoned  stations  to  regular 
police  duty  on  Sections  17  and  18,  and  In 
the  City  of  Joliet.  The  cost  of  repairs 
necessary  to  make  this  building  tenant- 
able  was  but  (106.00,  as  the  police  did  all 
the  carpenter  work  and  most  of  the  paint- 
ing. The  men  at  this  station  are  kept 
busy  preventing  t«amBter8  and  store- 
keepers from  dumping  g^bage  and  other 
refuse  on  the  Sanitary  District  property 
and  preventing  others  from  digging  and 
hauling  away  the  black  earth  for  flilinf; 
purposes,  while  the  contractors  need 
more  olay  than  they  oan  get  on  this  seo~ 
tion  for  the  purpose  of  breasting,  top- 
ping and  completing  the  levee  at  this 

We  keep  in  close  tftuch  with  every- 
thing that  happens  along  the  Canal  that 
properly  comes  under  this  department. 
We  get  transportation  on  both  the  rail- 
roads that  parallel  the  Canal.  We  also 
have  a  team  at  Lockport  and  oneat  Sum- 
mit. HO  if  anything  transpires  within  the 
tirenty  miles  between  the  Summit  and 
Lockport  stations  raquiring  our  atten- 
tion, with  the  assistance  of  the  railroads 
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and  cnuveyanoes.  we  can  be  on  the 
grouDil  in  I>-b«  than  an  hour.  Our  rela- 
ItnnR  wiih  the  auLh<'riIi>'B  along  the 
Canul  are  harmonii  uk,  and  our  police 
torct)  works  in  coujuuctioa  with  them 
on  every ' — 


As  ihe  work  ie  b«inf{  rapidly  com- 
plet»>d,  and  [he  b(>K>i>niiig  Ot  Ihe  end  is 
in  siK)i'<  the  workmen  an  not  do  Dumfr- 
008  and  are  deciiluOly  less  hoatile,  Prua- 
perity  in  abroad  and  ihcy  are  out  for  a 
"chunt"  of  it,  a»  tlify  refuse  to  work  for 
lees  than  $1.75  per  day. 

Ve  had  five  strikes  thin  year.  On  two 
ocrJiBions  we  ordered  the  strikers  who 
refused  to  fco  to  wiirk  from  the  Dialrict 
landH,  which  separated  them  aquarter  or 
amil>>  from  thtir  ji>bB.  where  they  ouuld 
not  harrasB  the  contractors,  and  they  im- 
medialely  eigniSed  tlieir  deeire  to  go 
bacli  to  work  again  at  the  same  wages. 

There  was  but  one  murder  on  the 
wnrka  lhi«  year,  i.  e,,  on  8ection  H, 
where  William  Jones  shot  and  killed 
Jamt^D  JchiiBon  July  m.  1308,  both  par- 
tieH  b^ing  negroes.  We  arrested  Jonea 
and  the  Coroner's  Jury  held  him  to  the 
GraDd  Jury  without  bail,  which  latter 
bcdy  eonsidered  it  justifiable  homicide 
and  dischartied  hiiu.  (I  doubt  very 
much  whether  this  body  would  be  as 
charitnhle  to  a  Drainage  puliceman,  as  it 
indicted  two  of  our  men  for  doing  their 
duty  in  BUbserving  the  intereat  of  Lhe 
District.) 

We  arresteil  Biiflnlo  Miller  and  John 
Ueyeraand  on  July  27ih  badlbem  con- 
victed in  the  ('riminal  Court  of  Cook 
County,  where  they  were  given  an  inde- 
terminate term  in  the  Penitentiary  for 
cow  atenling.  When  this  had  been  ac- 
oomplished  we  tboutihtC'iw  stealing  wae 
_.  _     __j  !_    .L,  sumnjji  District,  ■    ' 
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..     _  ,.  in.      D^ci-mber  4th 

arretted  H.  C.  Hule  after  dark,  two  miles 
south  of  Summit,  with  a  stolen  cow.  just 
in  lime  to  save  him  from  being  ivnched 
by  an  angry  crowd  of  farmers.  He  con 
'e*>«ed   he   stole  fifteen   cows  frnm  nine 

I iSerent  farmers.  Uia  mode  of  opera- 
tion waa  to  steal  one  cow  ata  time  and 
walk   her  by  an   ouloftheway  road,  ao 

m  to  get  her  toJoliet  in  the  morning, 
ivfaare  he  would  sell  Iter  In  certain  prom 
ioent  men  of  that  citv.  He  is  held  hv 
the  Cook  County  Grand  Jury  in  $i,(H>0 
bonda,  and  Lhe  farmers  are  going  to  get 
the  price  of  th-iir  cows  back. 
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$500.  for  stealing  copper  wire  of  the  Dis- 
trict telephoni'S.  He  was  convicted  and 
given  nine  months  in  ihe  Bridewell.  We 
had  two  m^n  held  to  the  Criminal  Ciurt 
at  Summit  in  bonds  of  tfJUO  and  (fiOO 
respeoiively,  for  robbing  a  boarding 
bouse  ot  money  and  clothes  belonging  to 
boarders. 

Wearregted  sii  "blind  pig"  keeporain 
C'Kik  County,  four  of  whom  were  fined 
{.)0  each  and  costs.  Two  had  no  govern- 
ment license,  and  we  had  them  held  to 
theUaited  States  Orand  Jury  in  t500 
each.  We  arrested  and  had  convicted 
two  "blind  pig"  keepers  in  Will  Uounty, 
who  were  flnHl  $40  each  and  cosia.  Also, 
at  the  request  of  Mayor  Bsken.  of  Lock- 
port,  we  raided  a  house  of  illfama  la 
that  tiwn,  six  inmates  of  which  were 
fined  f 26  each  and  oosU,  after  two  trials. 

We  have  twenty-eight  policemen  and 
one  pumpman  on  our  force.  Among 
these  there  nas  oonsiderab'e  sickness 
during  the  summer  and  antumn  moniha, 
causml  by  mtlariat  fever.  There  were 
no  deaths  among  the  members  of  the 
force,  and  avide  from  the  malaria,  the 
general  health  and  oonditioa  of  the  men 
were  fairly  good. 

During  the  year  there  were  less  overt 
acta  of  lawlessness  oommitted  Ihnn  In 
preceding  years,  owing  to  the  comple- 
tion of  a  large  number  of  the  Secliona  of 
the  Canal,  but  there  still  remains  a  nunn. 
ber  of  worthless  VHgranta  and  petii  lar- 
ceny thieves,  who  hang  around  and  steal 
stock  and  poultry  from  the  farmers  and 
iron  and  brasi  from  the  machinery  he- 
loORlnglo  the  contractors  on  the  com- 
pleted  Heciions.  of  which  there  is  at  least 
t7b,000  worth  lying  around. 

I  have  been  frequently  asked  by  a 
number  of  people,  resiaents  and  non- 
rexidente,  soue  of  whom  are  editors  and 
other  interested  parties,  as  to  ihe  num- 
ber of  men  killed  directly  or  indireclly 
in  the  wiirk  of  excavating  and  construct- 
ing Lhe  great  Cinal.  Host  of  th-'se  peo- 
ple are  inclined  lo  i.Hink  that  the  casual- 
ties have  reached  four  Bgurea.  As  the 
Uanal  is  now  almo-it  completed,  I  take 
this  oppor'uniiy  of  going  into  the  matter 
and  submitting  the  following  facts. 

O'ling  back  eleven  months  previous  to 
the  orginiziiinn  of  the  D  ainaice  Police 
F'irce.  toS'^ptPmher  U,  )8M2,  when  the 
Hon.  Frank  Wenter,  then  President  ol 
the  Bohrd,  dug  the  Brat  abov>>l  of  earth 
and  rock  on  S  ction  10.  on  the  line  of 
C<«>k  and  Will  C  mnUea,  to  D  o-mb-r  81, 
1398,  I  find  the   total  number  of  violent 
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dpaLliH  fr'  m  nil  (>au!tt«  n\ang  the  Canal  is 

28J.  claPBiflfd  88  fuliowB: 

Killed  un  Iba  works lOS 

Killed  by  rallrMds 56 

Murdered 40 

Drowned iS 

Found  dead ST 

Total 381 

or  thi'  84  murders  com  mil  ted  sioce  the 
organiziti<>n  of  the  DrttinaKe  Police 
Force.  SS  men  have  been  apprehended, 
charged  with  murder,  and  one  Oaspara 
Caruso,  whoniurderpH  8.  Latino  at  Rag 
Bridge,  August  S3,  1S96.  is  still  at  large 

WORK  L<F  DEFABTHBHT  POB  188S. 

The  fnlloning  is  &  samniary  of  the 
worli   done  by  this  deportment  during 

the  yesr  I89S: 

AtTBsts , 267 

Fines  iBipOHBd »l,i28  60 

Tujill  For  nonpayment  or  flnes 2 

ToBrldewBll.. 8 

Held  (o  Umnd  Jurj 13 

Dead  cared  f»r 13 

TohoBijIUila II 

Insane  personEi  talcen  charge  of 1 

Lost  I'hlldrsD  returned  home i 

Runawaj-  girls  lound I 

InjiirddiirEickaoimaUBhot. 1 

IKHRHTH  FOB  1898. 

Abduct  iuua.. a 

AsBHulla 31 

Assaults  with  deadly  weapons 1 

Aswult  and  liattery 5 

Carrjine  concealed  weapons 1 

Cow  BtesllnK 3 

Disorderly  conduct 157 

Disorderly  on  railroad  trains 5 

Oambling 7 

Harboring  girl  under  age  In  house  ot  111- 

fame 4 

InmalMi  ot  bouse  of  Ill-tame S 

Inlerferlnir  with  an  officer 1 

Keeping  house  of  111- fame 1 

Larceny 14 

Larceny  from  railroad I 

Making  threats 4 

Alallclous  mischief I 

Murder 1 

Mulsnnco I 

ObtalnlDE  mosey  by  false  pretenses 1 

ttecelTlDg  stolen  property 3 
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Selling  liquor  without  license. 7 

Shooting  in  vlUafce  limits 'i 

Trespasalnjf 4 

Vaffrancy 'i 

Wife  beating 1 

Mlacellaoeous  oHenses lU 

You  will  Dotic«  by  the  number  ot 
■'disorderly  conduct"  cases,  that  the 
Justices  of  the  Peace  along  the  Tanal,  as 
well  as  some  of  (heir  fellows  in  Chicago, 
are  out  for  the  coin,  as,  in  casee  of  per- 
flons  charged  with  any  crime,  exnept  fel- 
ony, they  are  inclined  to  change  the 
charge  to  disorderly  conduct,  provided, 
however,  that  I  he  defendant  or  his 
friends  can  produce  sufficient  money  to 
pay  a  fine  and  coats. 

Re«peotfully  submitted, 
(Signed)  Edwahd  J.  Gokm, 

JfarthoL 
UOM'HLT    HBPOST  FROH   LAW  DEFABT- 
UENT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of 
December,  18»8.  which,  by  unanimous 
consent,  waaordered  printed  and  placed 
on  file. 

The  following  Is 

THE  REPORT. 
"Chicaoo,  January  11, 1899. 
To  the  BbnorabU  tht  Board  of  Truttea  ofthr 
Sanitary  IHttricl  of  Chicago: 

Oentlehen — I  herewith  eubmit  the 
report  of  ihe  Law  D- partmeni  for  the 
month  of  December,  18uB. 

The  following  is  the  itemized  state- 
n>ent  of  the  expenditures  of  the  Depart- 
ment tor  the  month  of  December,  1898: 

saLakirs. 

Attorneys |1,866  fi7 

Office  force 400  UO 

■%  1,766  67 

QEHRRAL  KXPEHSRS. 

(TourtcostB %    16187 

Right    ot   way    (sal- 
aries)       135  00 

Expense  account.-..    1,869  78 

Legal  services    (sal- 
aiies) 416  86 

LegalserTicesleztra)  7,931  6S 

Books,  printing  and 
atationery 614  70 

Furniture  (bookcase)       VH  00 

110.647  67 
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LAND   ACCOT7MT. 


Will  County— 

By  purohaae $  3.050  00 

By  coDdemnation  82,000  00 
Abstract  account.         45  50 


$85,095  50 


Totol  for  December. $47,509  84 


Of  tbe  above  expenditures  on  account 
of  condemnation,  twenty  thouRand  ($20,- 
000)  dollars  was  paid  the  Board  of  Canal 
Commissioners  under  the  terms  of  the 
amended  d^Ksree  entered  in  the  Circuit 
Court  of  Will  county  on  December  20.  in 
the  suit  of  the  Canal  Commissioners 
▼ersus  the  Sanitary  District  of  Chicago, 
and  ihesumof  twelve  thousand  ($12,000) 
dollars  was  paid  the  E2ronomy  Light  and 
Power  Company  for  damages  by  loss  of 
warer  power  pending  the  construction  of 
the  Channel  under  the  terms  of  same  de- 
cree. The  lots  acquired  are  situated  in 
North  Joliet.  Agreement  has  been 
reached  for  the  acquisition  of.  further 
right- of  way,  involving  the  expenditure 
of  one  thousand  ($1,000)  dollars. 

A  petition  is  being  prepared  for  the 
condemnation  of  all  the  islands  in  the 
Desplaines  river  in  Sections  sixteen  (16) 
and  twenty-one  (21),  Township  thirty  five 
(85)  north.  Range  ten  (10),  north  of 
Hickory  creek  in  the  City  of  Joliet. 

The  following  case  was  begun  during 
the  month: 

Sanitary  District  of  Chicago  versus 
Alanson  Sweet  et  al .,  No.  17,482,  in  the 
Circuit  Court  of  Will  County.  This  is  a 
condeoination  suit   to   acquire   all  the 

Enperty  between  the  tow  path  of  the 
inoie  and  Michigan  Canal  and  the  west 
bank  of  the  Desplaines  river  south  of 
Morgan  street  in  Joliet,  comprising  some 
one  hundred  and  twenty  six  (126)  lots 
and  parts  of  lots.  The  bearing  of  thiti 
is  set  for  the  18th  of  February. 


The  following  proceedings  were  had  in 
tihe  cases  pending  in  the  several  courts: 

The  case  of  the  Sanitary  District  of 

'^icago  versus   the  Chicago   &  Alton 

Uilroad  Company,  etal.,  was  dismissed. 

Jbe  property  mvolved  having  been  pre- 

fiouttly  acquired. 

In  the  case  of  the  Canal  Commission' 
ers  versus  the  Sanitary  District  of  Chi- 
aigo,  the  decree  of  the  County  Court  of 
Will  county  has  been  amended  and  the 
ippeal  to  the  Supreme  Court  has  been 
Aismissed  in  accordance  with  the  reeolu- 
ion  of  your  honorable  body  of  Decem- 
m  14«  1808. 


In  the  case  of  John  King,  for  the  use 
of  Bridget  Mitchfll,  executrix,  etc., 
versus  the  Sanitary  District  of  Chicago, 
(>)ntinental  National  Bank,  Illinois 
Trurit  and  Savings  Bank  and  Lemont 
State  Bank,  a  motion  was  made  to  dis- 
miss as  to  the  Sanitary  District  and  sus- 
tained by  Judge  Holdom,  and  judgment 
for  costs  entered  in  favor  of  the  District 
and  satisfied. 

In  the  case  of  George  P.  Lee  versus 
the  Hanitary  District  of  Chicago  and 
Fred  M.  Blount,  Treasurer  of  said  Sani- 
tary District,  Qen.  No.  198,077,  in  the 
Superior  Court  of  Cook  county,  a  finding 
was  entered  that  the  cause  was  not 
proved  and  the  bill  was  dismissed  for 
want  of  equity. 

The  case  of  Bridget  McQuirl  versus 
the  Sanitary  District  of  Chicago,  Qen. 
No.  161,695,  in  the  Circuit  Court  of 
Cook  county,  after  a  trial  lasting  about 
a  week  a  verdict  was  rendered  in  favor 
of  the  plaintiff,  for  seventeen  thousand 
five  hundred  ($17,M)0)  dollars.  Motion 
for  a  new  trial  was  overruled  and  judg- 
ment entered  on  the  verdict.  An  ap~ 
peal  has  been  prayed  to  the  Appellate 
Court  by  the  defendant  and  allowed. 

The  trial  of  the  cases  of  Henry  J. 
Burke  versus  the  Sanitary  District  of 
Chicago  and  A.  Hero  versus  the  Sanitarv 
District  of  Chicago,  and  the  routine  work 
will  occupy  the  Department,  together 
with  other  pending  matters,  for  the  en- 
suing month. 

Respectfully  submitted. 


(Signed) 


Charles  C.  Qilbbbt, 


REPORT  IN  REFERENCE  TO  RELEASE  OP 
JUDGMENT  AGAINST  FRANCES  LIY* 
ING8T0N. 

Mr.  Mallette,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Judiciary,  in  reference  to  the 
release  of  a  certain  judgment  on  behalf 
of  the  Sanitary  District,  for  the  sum  of 
$156.67,  against  Frances  Livingston,  the 
report  being  accompanied  by  form  of 
proposed  release,  and  other  papers  in 
reference  thereto,  and  recommending 
that  the  President  and  Clerk  be  directed 
to  execute  a  release  of  said  judgment,  as 
provided  for  in  the  form  attached  to  the 
report. 

Mr.  Mallette,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:    Teas — 


Mehsra.  Boldeoweck,  Carter,  Echhart, 
Joces,  Kelly.  Mallette,  .Sm;th  and  Wen- 
tfr— eight.    Nays— none. 


The  following  is 

TEE  REPORT: 

"Chicaoo,  January  11. 1899. 
Ta  the  Hmorablt  (he  Board  of  Tnuftft  of  the 

Sanitary  Dittrict  of  Chieago  : 

GBNTi-KHRN—Your  ComniittMon  Ju- 
diciary haa  bad  under  coDsideratfon  the 
mutter  of  the  release  of  the  judgment 
on  bebair  of  the  Sanitary  District  tor 
tbe  amount  of  one  hundred  fiftyeix  aod 
sixty  seven  hundredtba  (|lfia.67)  dollars 
agHinst  Frances  Livingston.  Aftercare- 
ful  consideration  of  the  sam.e  we  re.- 
spectfully  recommend  that  the  President 
and  Clerk  be  directed  to  execute  a  re- 
lease of  said  judgment  as  provided  for 
in  the  form  hereto  attached. 

Respectfully  submitted, 
(Signed)  J.  p.  Mallette, 


Thohab  Eklly, 

Committee  on  jHUteiarg," 
(Three  enclosures). 

KBPORT  IN  REPEREKCE  TO   COMPLETION 
OF  CONTRACTS  FOR  SUBSTRUCTURE  OF 
A.,  T.  «  8,  F.  BRIDOE  AT  WEST  END  OP 
SECTION   N,  AND  SUPKRSTRUCTDRB  OP 
A.,  T.   A   8.      F.    BRIDGE    ACROSS    DES- 
PLAINK9  RIVER  ON  SECTION  B. 
Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  tbe   Com- 
mittee on  Engineering,  in  reference  to, 
and  accompanied  by,  ibe  Onal  oertiflcates 
of  tbe  Uhiet  Engineer  as  to  the   comple- 
- — tfon    of    the    contract    with    McArthur 
Bros.  Cu,  and   Winston   *  Co.,  for  the 
substructure  of  the  A.,  T.  &  S.  F.  Bridge 
at  the  west  end  of  Section  N,  and  the  con- 
tract with  the  Penn   Bridge  Co.  for   the 
superstructure    of  the   A.,  T.   &   8.    F. 
Bridge  across  Despiaines   River  on  Sec- 
tion 8   presented  and   referrrpd   to   that 
Committee  at  the  meeting  held  January 
4,  1899   (pages   5390-81   of  the  Proceed- 
ings), the  repfirt  recommending  that  the 
President  and  Clerk  of  the   District  be 
authorized  and   directed   to   make   final 
payment  to  tbe  snid  McArthur  Bros.  Co. 
anrt    Winston    4    Co.    in    tbe    sum    of 
$3,644  83,  and   to  the  said  Penn   Bridge 
Co.  in  tbe  sum  of  *10,440.0a,  all  under 


Mr.  Smyth,  seoonded  by  Mr.  Bckhart, 
moved  (bat  tbe  report  be  adopted  and 
the  recommendationB  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Bold  en  week,  Braden.  OarlPr, 
Eckhart,  Kelly,  Mallette,  Smvth  nnd 
Wentet— eight.  Nays— none.  Excused 
and  not  voting— Mr.  Jones — one. 


The  following  is 

THE  REPORT: 

"Chicago,  January  9,  I8[>9. 
To  (he  BonoribU  tht  Board  of  Trueleei  of  the 

tianitary  DiftrM  of  Chicago: 

UeNtlehen  —  Tbe  Commlll»e  on  Enjl- 
nearlDif,  to  whom  was  rerorrad  (page  W91  ol 
the  procoeaines)  the  final  certlllcalas  of  the 
ChiBt  Engineer  of  the  District,  Id  reference 
to  the  contract  with  McArthur  Brolherp 
Cempany  and  Winston  &  Company,  dated 
SoptembeT  14,  1807,  f»r  excATatluK  founda- 
tion, timber  work,  piling  and  masonry  (or 
(be  AtcliUon,  Topeka  &  Santa  Fe  Hallway 
bridge  aubalructure  on  Beellon  N  of  the  Main 
Cbannel,  and  also  with  reference  to  tbe  con- 
tract with  the  Penn  BridgB  Company,  listed 
May  31.  1898,  for  the  superatructura  of  the 
bridge  acrogg  th«  Desplaloce  River  DiTer.tion, 
near  Lamont,  on  Contract  ISectlon  8,  tor  the 
use  of  the  Atchison,  Tajiks  &  Sanu  Fc 
Kailwayi,  herewith  desires  to  report  thut  the 
Committee  lisa  exainlneii  said  cortlflntlaa, 
respectively,  and  fully  considered  tbe  sub- 
ject-Diattcr  of  the  campleticm  ot  tbs  work 
dune  under  the  said  contracts,  respectively, 


That 
trltt  hi 


ind  Clerk  of  thi-  Dis- 


ected  U 


pajment  to  aiid  McArthur  Brotbera  Coin- 
paiiy  and  Winston  &  Coiiipsny  In  tbo  sum  of 
thlrtj-Dve  hundred  forty-lour  and  aiily-two 
hundredths  (*3,,544.92)  dollnrs.  tbe  sum 
teuiid  t«  he  due  f.n\A  contractors  in  the  nfore- 
Bsld  fliisl  certlllcale  hereto  attached,  anit  alao 
to  make  linal  payment  to  said  Penn  Bridge 
Company  In  the  sum  ot  ten  thouaani^  four 
hunilred  forty  and  eix  hundredths  (|10.*40.l«) 
dollars,  the  sum  found  lo  be  due  said  Com- 
pany In  the  aforesnld  final  certificate  bereto 
attached,  upon  the  executlan  of  a  receipt  In 
taior  of  tbe  District  made  bj 
ors.  respectively,  in    full   and 
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District  from  any  and  all  claims  and  demands 
of  every  kind  and  nature  whatsoever  en  said 
cantract. 

Respectfully  sul)mltted, 

(Signed)  Thomas  A.  Smyth, 

Chairman. 

J.  P.  Mallettb, 
Thomas  Kelly, 
Z.  R.  Carter, 
B.  A.  Egkhart, 
Frank  Wbnter, 
Wm.  Boldenweck, 
Committee  ofi  Engineering.'^ 
(Two  enclosures.) 


The  following  arc 

THB  FINAL  CERTIFICATES   OF  THE  CHIEF 

ENGINEER. 

••  Chicago,  Jan.  8,  1899. 

To  the  Honorable^  the  Board  of  TruHtees  of  the 
Sanitary  District  of  Chicago: 

Obntleven — I  hereby  certify  that  Mc- 
Arthur  Bros.  Company  and  Winston  &  Co. 
have  completed  all  of  the  work  covered  by 
their  contract  dated  Sept.  14th,  1897,  for  ex- 
cavatinjg:  foundations,  timber  work,  piling 
and  masonry  for  the  A.,  T.  &  S.  F.  Ry. 
Bridge  substructure  on  Section  "N"  of  the 
Main  Channel,  together  with  an  extra  item 
for  work  loading,  unloading  and  transferring 
sarpias  piles  and  oak  timber  from  the  site  of 
the  C.  T.  T.  R.  R.  Co*8.  Bridge  on  Section 
"E"  to  the  site  of  the  above  mentioned 
Santa  Fe  Bridge.  The  work  is  done  to  the 
full  satisfaction  of  the  Chief  Engineer  and 
in  accordance  with  the  terms  of  said  con- 
tract with  this  District. 

This  certificate  is  given  subject  to  any  un- 
accrued or  unmatured  obligations  imposed 
by  the  contract. 

The  Tolame  and  value  of  the  work  done  is 
as  follows: 

Ixcavation,  6,676  on.  yds.  at  86o $  2,048  96 

Timber  in  foandation,  0.408  ft.  B.  M.  at 

|«t.00 20698 

Piles  delirered.  5.030  lln.  f  t.  at  14o -  704  20 

PaefldrlTen,4,544lin.ft.at  6^0 295  86 

ortland  Cement  Conorete,  1,831.48  ou. 

7d8.at$500 6,657  15 

iaaonry,  1,157.03  en.  yds.  at  $0.40 10,884  54 

Ufa  labor  transferring  piles,  as  per 
voucher  No.  6 289  26 

Total  amoant  earned $21,080  85 

Total  amount  paid 17,488  28 

Total  amooDt  due  and  unpaid $  8,544  62 

Respectfully  submitted, 

IsHAM  Randolph, 
Chief  Engineer.*' 


"Chicago,  Jan.  4,  1899. 

To  the  Jfonorabk^  thn  Board  of  Trnnteex  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — I  hereby  certify  that  ihePenn 
Bridge  Company  has  completed  all  of  the 
work  covered  by  its  contract  dated  May  31, 
1898,  for  the  superstructure  of  the  bridge 
across  the  Desplaines  River  Diversion  near 
Leraont  and  on  Contract  Section  8  for  the 
use  of  the  Atchison,  Topeka  and  Santa  Fe 
Railway,  to  the  full  satisfaction  of  the  Chief 
Engineer  ana  in  accordance  witlf  the  terms 
of  the  said  contract  with  this  District,  except 
that  the  painting  has  not  been  done,  the 
weather  being  such  that  I  d6em  it  best  to  de- 
lay painting  until  spring.  The  materials  for 
this  painting  have  been  delivered  and  stored 
in  the  Santa  Fe  warehouse,  and  I  reserve 
$350  to  cover  the  labor  of  painting. 

There  is  also  an  extra  bill  not  covered  by 
the  voucher  accompanying  this  certificate, 
amounting  to  $378.35,  which  must  be  paid  by 
this  District  or  the  Santa  Fe  Railway  Com- 
pany, it  being  a  case  of  divided  responsibility. 

This  certificate  is  given  subject  to  any  un- 
accrued or  unmatured  obligation  imposed  by 
the  contract. 

The  following  is  a  statement  covering  this* 
contract: 

Contract  price  for  superstructure  com- 
plete   $28,890  00 

Extra  material,  1,361  pounds  soft  steel 

at$.0215 29a6 

Extra  work  punching  holes  In  stiffen- 
ers  of  girders 4  80 

Total $26,924  06 

Less     amount     reserved     until 

structure  is  painted $     860 

Less  amount  paid   on  previous 

estimate 16,134 

$16,484  00 

Amount  due  and  unpaid $10,440  06 

Respectfully  submitted, 

IsuAM  Randolph, 
CJiief  Engineer.'" 


REPORT  IN  REFERENCE  TO  EXTENSION  OF 
TIME  AS  TO  SUPPLEMENTAL  AGREE- 
MENT WITH  UNION  STOCK  YARDS  AND 
TRANSIT  CO.  FOR  MOVABLE  BRIDGE. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on    Engineering,  transmitting  a 
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form  of  proposed  supplemeo^a/  agree- 
ment to  the  supplemental  agreement  of 
date  of  April  17.  1897,  with  the  Union 
Stock>  Yard  and  Transit  Co.  for  movable 
bridge,  the  report  recommending  that 
the  form  of  agreement  attHched  to  the 
report  be  executed  in  duplicate  by  the 
President  and  Clerk  of  the  District, 
when  the  same  shall  have  been  executed 
and  returned  to  the  Dirttrict  by  the  Chi- 
cago Junction  Railway  Co.,  successors  to 
the  Union  Stock  Yard  and  Transit  Co. 
of  Chicago. 

Mr.  Smyth,  seconded  by  Mr.  Carter, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kellv,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
le  motion  carried. 

The  following  is 

THE  REPORT: 

"CmCAao,  January  9,  1899. 

To  the  JSonarable  tlie  Board  of  Trustees  of  Vie 
Sanitary  District  of  Chicago: 

Obntlkmbn— The  Committee  on  Engi. 
neering  denires  herewith  to  advise  your 
Honorable  Body  that  the  Chief  Engineer 
has  handed  to  the  Committee  a  commu- 
nication addressed  to  him  from  the  Chi- 
cago Junction  Railway  Company  as  to 
the  subject  of  atiaching  to  the  contract, 
between  the  Union  Stock  Yard  and 
Transit  Company  and  the  Sanitary 
District  a  •'rider'*  extending  the  time  for 
constructing  a  movable  bridge,  provided 
for  in  said  contract,  for  one  (I)  year 
from  the  date  flxed  in  the  Supplemental 
Contract,  or  until  November  14,  1*'99. 
The  Chicago  Junction  Railway  Company 
is  the  successor  to  the  Union  Stock  Yard 
and  Transit  Company  of  Chicago  and 
takes  the  position  under  the  contract  be- 
tween said  latter  company  and  the  Dis- 
trict that  company  formerly  held. 

The  Committee  deems  it  advisable  and 
necessary  that  the  extension  of  time 
suggested  in  said  communication  be 
agreed  to  by  the  District. 

The  Committee,  therefore,  recom- 
mends that  the  form  of  agreement  hereto 
attached  be  executed  in  duplicate  by  the 
President  and  Clerk  of  the  District  when 
the  same  shall  have  been  executed  and 
returned  to  the  District  by  the  said 
Chicago  Junction  Railway  Company. 
Also  attached  hereto  is  a  commimica- 


tion  from  said  Company  to  the  Chief 
Engineer,  as  aforesaid. 

Respectfully  submitted, 

Thomas  A.  Smyth, 
Chairman. 

J.  P.  Mallette, 
b.  a.  eckhabt. 
Thomas  Kbllt, 
Z.  R.  Carter, 
Frank  Center, 
Wm.  Boldenweck. 
Committee  on  Engineering.*^ 

(Two  enclosures.) 


APPROVAL  OF  BOND  ON  CONTRACT  FOB 
**  SUBSTRUCTURE,  8  CTPERSTRUCTURB, 
AUXILIARY  WORK  AND  MATERIALS 
FOR  CHANGE  OF  THE  VAN  BUREN 
STREET  APPROACH  SPAN  ACROSS  BY- 
PASS ALONG  CHICAGO  RIVER,  IN  THE 
CITY  OF  CHICAGO." 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance,  in  reference  to  the 
approval  of  the  bond  of  Chicago  Brif«ge 
and  Iron  Co.  on  the  contract  for  the  con- 
struction of  the  *' substructure,  super- 
structure, auxiliary  work  and  materials 
for  change  of  the  Van  Buren  Street  ap- 
proach span  across  By  pass  along  the 
( -hicago  River,  in  the  City  of  Chicago,** 
the  report  being  accompanied  by  the 
said  contract  and  bond  in  duplicate,  and 
recommending  that  the  bond  as  eze* 
cuted  and  attached  to  the  contract  afore* 
said  be  approved,  and  that  the  same  be 
filed  with  the  Clerk  of  the  District,  and 
also  recommending  that  the  ch«»cks  of 
the  Chicago  Bridge  and  Iron  C<>.  and 
the  Lydon  &  Drews  Co.  be  returned  to 
said  companies  by  the  Clerk. 

Mr.  Carter,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs,  Boldenwpck,  Braden,  Ctrter, 
Ecbhart,  Jones,  Kelly.  Mallette,  Smyth 
and  Wenter — nine.     Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  KEPOIIT-. 

"Chicago,  Januarj-  9,  1899. 

To  the  Honorable,  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen— Your  Committee  on  Fi- 


J 
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Dance,  to  which  was  referred  at  the  meet- 
iog  of  the  Board  held  December  10, 1898, 
(page  5311  of  the  Proceed inge)  for  accept- 
ance and  approval,  a  bond  to  be  executed 
by  the  GhicaKO  Bridge  and  Iron  Com- 
pany to  secure  the  faithful  performance 
of  the  work  specified  in  the  contract 
executed  by  said  company  with  the  Dis- 
trict for  the  construction  of  the  substruc- 
ture, superstructure  and  auxiliary  work 
for  the  change  in  the  Van  Buran  street 
approach  spanacross  the  By-pass  along 
the  Chicago  River,  desires  herewith  to 
report  that  the  Committee  has  carefully 
examined  said  bond,  together  with  the 
surety  thereon,  and  advises  that  the 
same  is  satisfactory  and  acceptable  to 
the  Committee. 

That  aaid  bond  is  conditioned  in  the 
penal  sum  of  five  thousand  ($5,000.00) 
dollars,  and  that  the  City  Trust  Safe  De-  . 
porit   and   Surety  Company  of  Phila- 
delphia is  surety  thereon. 

Tour  Committee,  therefore,  recom- 
mends that  the  bond  executed  by  said 
company  and  attached  to  the  contract 
aforesaid  be  approved  and  that  the  same 
be  turned  over  to  the  Clerk  of  the  Dis- 
trict for  filing. 

The  Committee  also  recommends  that 
the  checks  of  the  Chicago  Bridge  and 
Iron  Company  and  the  Lydon  &  Drews 
Company,  which  have  been  held  by 
order  of  your  Honorable  Body,  be  re- 
turned to  said  companies  by  the  Clerk  of 
the  District. 

Respectfully  submitted, 
(Bi^ed)  Z.  R.  Carter, 

Cfiairman. 

b.  a.  eckhart, 
Frank  Wentbr, 

Committee  an  Finance. ^^ 


The  following  Is 

THX  contract: 
^'8anit<vry  District  of  Chicago: 

JOJITBACT  AND  SPECIFICATIONS  FOR  THE  SUB- 
STROCTUBB,  SUPERSTRUCTURE  AND  AUXIL- 
IARY WORK  FOR  THE  CHANGE  IN  THE  VAN 
BURBK  8TBBBT  APPROACH  SPAN  ACROSS  THE 
BY-FA89  AI-ONO  CHICAGO  RIVER  IN  THE  CITY 
OF  CHICAGO,  ILLINOIS. 

This  Aorbbmvnt,  Made  and  entered  into 
this  Slat  day  of  December,  A.  D.  1898,  by 
\ofl  between  the  Sanitary  District  of  Chi- 


cago, of  the  first  part,  and  Chicago  Bridge 
and  Iron  Company,  a  corporation  organized 
and  existing  under  and  by  virtue  of  the  laws 
of  the  State  of  Illinois,  of  the  City  of  Chi- 
cago in  the  State  of  Illinois,  of  the  second 
part. 

A— 

WITNESSETH,  That  the  said  party  ef  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  covenant, 
contract  and  agree  with  fhe  said  party  of  the 
first  part,  for  the  consideration  of  the  pay- 
ments to  be  made  as  provided  for  herein,  to 
the  said  party  of  the  second  part  by  the  said 
party  of  the  first  part,  and  under  a  penalty 
expressed  In  a  bond  bearing  even  date  here- 
with, at  its  own  proper  cost  and  expense  to 
do  all  the  work,  and  te  furnish  all  material, 
tools,  labor  and  all  appliances  and  appui^ 
tenances  called  for  by  this  agreement,  in  the 
manner  and  under  the  conditions  hereinafter 
stipulated,  that  are  necessary  to  the  com- 
plete doing  of  the  work  known  and  dis- 
tinguished by  the  specifications  herein  con- 
tained, and  the  plans  accompanying  them,  as 
the  construction  of  the  substructure  and  su- 
perstructure for  the  change  In  the  Van  Bu- 
ren  street  approach  span  across  the  By-Pass 
along  the  Chicago  River. 

B— 

It  Is  further  covenanted,  contracted  and 
agreed  that  the  work  shall  be  executed  under 
the  direction  and  supervision  of  the  Chlet 
Engineer  of  the  Sanitary  District  of  Chicago, 
and  his  properly  authorized  agents,  by  whose 
measurements  and  calculations  the  quantities 
and  amounts  of  the  several  kinds  of  work 
performed  under  this  contract  shall  be  deter, 
mined,  and  on  whose  Inspection  all  work  shall 
be  accepted  or  condemned.  The  said  Chief 
Engineer  and  his  properly  authorized  agents 
shall  have  full  power  to  reject  or  condemn  all 
materials  furnished  or  work  performed  un- 
der this  contract  which  do  not  fully  conform 
to  its  spirit  and  to  the  terms  and  conditions 
herein  expressed;  and  the  Chief  Engineer 
shall  decide  ever^-  question  which  may  arise 
between  the  parties  hereto  relative  to  the  exe- 
cution thereof,  and  his  decision  shall  be  final 
and  binding  upon  both  parties. 

C— 

Wherever  the  words  "Sanitary  District" 
are  used  in  this  contract  they  shall  be  under- 
stood to  mean  the  Sanitary  District  of  Chi- 
cago, as  represented  by  the  Board  of  Trustees 
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"EnglDM  ar«  u  d  herein  tbev  stall  be 
□nderst  I  1  m  He  Chief  Eogiaeer  o( 
the  S  it  ri  D  t  i  t  of  Chioaito,  or  his 
prope  Ij  uthurlr^d  aBents.  limited  by  the 
particulsr  duties  Intrusted  t<>  tbem. 


Wherever  (ho  word  ■■contractor' 
herelQ  it  shall  bo  UDderslooil  to  m< 
person  or  persona,  or  co-partnersblp 
pi.rBtloD  enlerlns  lDt«  the  coDtraet  a 


of  the  He 
The   f. 


The  work  hereinafter  epeolfled  shall  coji- 
slstln  furaishine,  iJelicerlDs  and  building  in 
i  place  all  temporary  work  reqotred,  the  abjit- 
j  ruenl,  the  retalnlDfr  walls  and  the  new  super- 
struflure,  as  well  as  all  necessary  work  on 
the  olii  structure,  as  shown  and  Indicated  on 
|>Uns, 


:e,  passed  by  the 
Board  of  Trustees  of  the  Sanitary  District  of 
CbicBgo,  June  SH,  1S07,  it  hereby  made  a 
part  of  this  contract,  and  the  party  of  the 
second  part  agrees  to  comply  with  Its  pro-  , 
Tlsioos,  and  in  case  of  Tiolstloa  thereol  to  be 
subject  to  the  penalties  tbcrein  aulfaorized  to 
be  Imposed :  I 

,..1 


"Section  I.  That  in  the  preparation  of  all 
,^^  future  spaclflcations  for  contracts  tor  the 
Etructlon  of  the  Main  Channel  and  uuill 
works,  the  EpRlneering  Department  .' 
provide  that  such  contracts  shall  be  eveci 
in  coDformanco  with  the  law  conslilu 
eight  (H)  hours  a  legal  day's  work  In  all 
tracts  under  the  Sanitary  District  of  Chicaeu. 
and  that,  in  the  employment  ol  labor, 
tractors  shall  be  required  and  specifically 
agree  to  give  preference  to  union  labor. 

■'Skctios  3.  That  all  contracts  hcreatler 
executed  for  the  works  of  the  Sanitary  Dis- 
trict ot  Chicago  shall  contain  proylslODs  con- 
stituting eight  (S)  hours  a  legal  day's  work. 
and  forbidding  the  employment  ef  any  em- 
ploye or  employes  for  a  longer  period  than 
eight  IS)  hours  in  any  twenty-four  I'H)  hours, 


Thec< 


;e  publ 


ir  shall  conduct 


The 


lat  no  time  be  allows*! 
traffic  across  the  bridge. 
,  tbe  contractor  Bhail  tie 
et-car  trfltOe  across  tbe 


to  Interfere 
If  deemed  i 
al  lowed  to  a 

The  necessary  switches  on  either  side  ot 
the  bridge  Shalt  be  furnished  and  put  la  place 
St  the  expense  of  the  contractor. 

The  contractor  shall  arraoge  his  work  lo 
conform  with  all  tbe  ordinances  in  force  in 
Iho  City  of  Chicago. 


The  accompanying  drawings  form  part  of 
these  speclfl cations.  The  Sgured  dimensions 
on  the  drawings  are  to  be  taken  whenever 
they  do  not  agree  with  the  dlmensioni  ob- 
tained by  scaling  from  such  drawings. 


said  c 


ifl  Sani- 


tborily  in  the  Pulleo  Departm 
tary  District  of  Chicago  to  exercise  suporTls- 
ion  for  the  enforcement  «f  this  proyiston,  and 
sball  provide  that  the  Board  of  Trustees  ot 
tbe  Sanitary  District  ot  Chicago  shall  be  em- 
powered in  all  cases  ot  violation  of  said  citrht 
(8)  hour  law,  to  deduct  and  retain  from  any 
money  accruing  to  said  contractors  a  sum  as 
liquidate  damages  at  the  rsle  of  live  dollars 
(»5,00)  per  hour  foreach  employe  who  shall 
be  required  to  work  in  excess  of  eight  (8) 
hours  per  day  by  any  contractor  on  paid 
Canal," 


1,  Tbe  stone  useil  shall  be  Bedford  stone 
or  an  equally  good  stone,  the  quality  aubjocl 
to  the  approval  of  the  Chief  Engineer.  ]t 
shall  be  sauud  and  durable,  free  from  drjs, 
shakes  or  Haws,  and  of  a  character  that  will 
wIlhBland  the  action  of  the  weather.  All 
itone  must  l>e  quarried  without  the  exces- 
sive use  of  explosives,  and  shall  be  taken  out 
whenever  practicable  by  the  use  ot  plug  and 
feather.  It  shall  be  qaarrled  in  time  to  sea- 
son against  frost  before  being  used. 


and  quality  to  be 
>f  the  Chief  Bagi- 
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1668  thfm  four  hundred  (400)  pounds  por 
square  inch,  after  beings  exposed  one  (1)  day 
in  air  and  six  (6)  days  in  water.  All  lumpy, 
dirty  or  damaged  cement  shall  be  rejected ; 
also  damaged  or  short  weight  packages. 

Sand. 

3.  The  sand  used  shall  be  coarse,  clean 
and  sharp,  free  from  all  clay,  loam  or  gravel, 
and  shall  be  well  screened  and  of  a  quality 
spproved  by  the  Chief  Engineer. 

2/ or  tar. 

4.  When  Portland  cement  mortar  is  used 
for  beds  and  joints,  it  shall  be  mixed  in  pro- 
portions of  one  (1)  part  of  cement  to  three 
(3)  parts  of  sand.  When  mortar  is  used  for 
groat,  it  shall  be  mixed  •ne  (1)  part  cement 
and  two  (2)  parts  sand.  When  it  is  used  for 
pointing,  one  (1)  part  cement  and  one  (1) 
part  sand. 

Timber. 

5.  Timber  used  in  foundations  shall  be 
white  oak,  sound,  straight  and  free  from 
wind  shakes. 

Shtet  Piling. 

6.  Sheet  piling  and  bracing  may  be  of  any 
timber  suitable  for  the  purpose  and  shall  be 
of  such  dimensions  and  placed  as  directed  by 
the  Engineer. 

CI.AS8  or   WOKK. 

£xcavation. 

7.  All  ioundatioRs  shall  be  prepared  to 
receive  the  masonry  by  the  contractor,  who 
shall  make  excarations  t«  such  a  depth  and 
width  as  directed  by  the  Engineer.  The  con- 
tractor shall  also,  where  necessary,  supply 
and  operate,  free  •f  cost,  all  pumps  in  order 
to  keep  the  foundation  excayatien  dry.  The 
contractor  shall  provide,  drive,  frame  and 
place  all  sheet  piling  or  other  timber  work 
necessary  to  the  successful  excavation  and 
protection  of  the  foundation  excavation,  and 

liall  malotain  the  same  until  the  masonry 
tiall  be  built.  All  material  excavated  from 
he  foundations  shall  be  removed  and  placed 
n  eaibankraents  or  spoil  banks  as  may  be 
lirected  by  the  Engineer  within  a  limit  of 
Ive  hundred  (500)  feet  from  the  site  of  the 
nccavation.  The  contractor  shall  make  any 
izcavation  under  the  bridge  as  directed  by 
the  Engineer  at  the  same  price  bid  for  foun- 
dation excavation. 

ft.    All  refilling  ordered  by  the  Engineer 


shall  be  done  without  extra  cost  to  the  Sani- 
tary District. 

Foundation  Timber. 

9.  Payment  for  timber  in  foundation  to 
be  made  per  one  thousand  (1,000)  feet  B.  M. 
in  the  completed  work,  as  called  for  by  the 
bills  of  material  given  by  the  Engineer, 
which  bills  shall  cover  the  waste  ordinarily 
incident  to  framing. 

Portland  Cement  Concrete. 

10.  Po Aland  cement  concrete  shall  be 
Hade  in  proportions  as  follows:  One  (1)  part 
Portland  cement,  three  (8)  parts  of  sand  and 
five  (5)  parts  of  broken  stone,  all  as  per 
specifications.  The  cement  and  sand  shall  be 
thoroughly  mixed  before  mixing  with  the 
stone,  after  which  all  three  constituents  shall 
be  thoroughly  incorporated  to  the  satisfaction 
of  the  Engineer,  and  the  mass  sprinkled  with 
clean  water  until  it  quakes  under  ramming. 
The  concrete  shall  be  placed  in  the  forms  in 
layers  of  six  (6)  inches  and  compacted  by 
ramming.  All  exposed  faces  ef  the  abut- 
ments shall  be  faced  with  a  layer  of 
two  (2)  inches  of  Portland  cement  mortar 
in  proportion  of  one  (1)  part  of  the 
specified  cesaent  to  two  (2)  parts  of  the 
specified  sand.  This  facing  to  be  so 
applied  as  to  secure  a  perfect  bond  with  the 
concrete  before  the  same  has  taken  its  initial 
set.  All  expesed  faces  to  be  smooth  and  true 
to  the  form  called  for  by  the  plans.  The 
stone  for  concrete  shall  be  of  a  quality  ap- 
proved by  the  Engineer,  broken  into  angular 
pieces  of  a  size  small  enough  to  pass  through 
a  ring  one  and  one-half  (1)^)  inches  in  diame- 
ter and  entirely  free  from  dust,  sand,  dirt  or 
any  foreign  substance.  The  stone  must  be 
thoroughly  drenched  with  clear  water  before 
mixing  with  the  mortar. 

Jfa^onry. 

11.  All  stone  masonry  shall  consist  of 
pitched  draft,  rock-faced  work  built  in  regu- 
lar courses,  said  courses  to  be  of  a  thickness 
as  shown  on  plans. 

Pointing. 

12.  All  masonry  shall  be  pointed  so  as  to 
fill  the  joints  solid.  The  surface  of  the  wall 
shall  be  scraped  clean  and  the  joints  freed  of 
all  mortar  to  a  depth  of  one  and  one-half 
mi)  Inches,  and  refilled  solid  by  using  proper 
ramming  tools.  Joints  must  be  well  wet  be- 
fore  pointing. 


Crampt. 
IS.  CmmpB  shall  be  »[  such  number  and 
dlmoaaions  ae  sbovn  OD  plao ;  these 
trampB  nhuU  be  fltwd  into  the  course 
ulter  tt  la  laid  and  to  be  enuntersuak ; 
sad  ali  the  holes  shall  be  filled  irlth  grout 
m*deuf  Portland  cement  after  the  cramps 
areliuerMd.  CostoF  ruralthlDK  and  placiot; 
theM  cramps  abati  be  included  tn  the  price 
bid  per  cubic  yard  (or  inasoar;. 

Mtaiuremenl. 

14.    Measurements  o(  all  mason^  shall  be 

bj  the  cubic  yard,  autl  paymeats  shall  be 

made  upon  the  actnal  Cubical  coDteaUol  tbe 

completed  masonry  within  the  lines  as  ehown 


IS.    Thi 


1  tbe  n 


lall   I 


t  directed 


plans  or  directed  by  the  Eng'liieer.  The  bid 
shall  be  per  cubic  yard  for  reinoTlng  such 
masonry  and  shall  Include  taking  down  the 
Bkine  or  coacrete  as  well  as  removal  ot  old 
crlbwork,  cofferdams  aod  sheet  piling;  also 
cutdnK  ot  any  piles  which  may  be  found 
a  bore  elerailoD — 16. 

le.  The  Coatractor  shall 
remnaots  to  such  place  or  plat 
by  tbe  Engineer,  within  a  limit  of  flre 
hundred  (5U0)  feet  from  the  site  or  the 
bridee. 

Taapvrary  J{oadm^y. 

17.  The  contractor  shall  support  the  road- 
way as  well  as  tbe  sidewalk  during  the  con- 
struction at  the  BOW  abutment.  After  re- 
moTlng  the  pavement  he  shall  plank  tbe  road- 
way with  4-lnch  plank  supported  on  stringers 
spaced  two  feet  c.  t.  c.  For  a  span  ot  twelve 
feet,  he  shall  use  a  4-lnch  x  Ifl-lncb  stringer; 
for  twelve  to  sixteen  feet,  he  shall  use  a 
«-inch  1 16-inch  stringer,  and  for  sixteen  to 
eichtcea  feet  he  ahaii  use  an  8-lnch  x  Ift-ineb 
Gtrlneer.  The  beam  carrylap  these  stringers 
shall  be  13-ltich  x  I'^lnch  timber,  supported 
bj  posts  at  such  Intervals  as  the  Enelneer 

It).  The  material  used  for  this  temporary 
work  shall  be  white  pioe,  sound  and  free 
from  loose  or  rotten  knots. 

19.  Payment  for  lumber  Id  temporary 
roadway,  as  well  as  for  sheet  piling  and  brac- 
ing, shall  be  made  per  thousand  feel  B.  M. 
M  used  in  tbe  work. 


1  build 


the  new  girdern  of  the  superstrncture. 
Ha  will  at  no  tliae  be  allowed  tu  remove  any 
part  of  tiie  uld  abutment  or  the  supports  for 
the  present  structure  until  the  old  work  is 
thauroughiy  connected  with  the  new  work. 
This  parllrnlar  feature  is  to  prevent  any  uiov- 
lnirorchau;lni>  ot  position  ut  the  uld  struc- 
ture from  the  position  it  now  occupies, 

araaite  I'arfmnl. 
21.  After  the  superstructure  Is  ciimpleted 
and  retlliing  iiindc.  Che  contractor  shall  re- 
move all  staging,  false  work  and  planking. 
Tbe  conlraclor  Bhnll  tliereafter  relay  all 
granite  puvlni;  remored  by  him,  naing  what- 
ever materiai  may  be  available  from  that 
originally  removed.  The  price  for  relaying 
this  pave  men  I  shall  be  by  the  square  yard, 
and  shall  cover  the  necessary  HUing  of  sand 
and  graval  beneath  and  liftwcen  the  blocks, 
and  all  -itber  maleriuU  required  to  do  the 
work  In  I  he  usual  and  approved  manner. 


/'U 


i-/ur  ISIMlnn 


22.  Tills  work  consists  of  turnlshlng,  de- 
livering fcnd  erecting  In  placeall  iron  and  steal 
work,  al]  door  and  sidewalk  planking,  all 
asphalt  filling  and  :(,1I  other  work  far  which 
unit  prices  sre  not  asked  for  herein.  & 
lump-sun  I  hid  in  required  for  the  entire 
superstrurture. 


33.  Ail  plans  and  drawings  preparad  by 
the  Sanitary  District  for  this  work,  with  ail 
notes,  dliiionsions,  figures  and  cerreclions 
thereon,  shall  he  considered  a  part  of  those 
spcclflcations,  and  iu  the  event  of  any  dis- 
crepancies between  plans  and  specifications 
the  Judgiu^t  of  thu  Chief  Engineer  shall  be 


require. 


Iiali   b 


made 


r,  and 

subinitte{|  u>  theChief  Engineer  for  approval 
before  begmuini;  work,  and  at  least  aix  (6) 
seta  of  prints  of  such  approred  plans  shall 
be  furnli^hed  the  Sanitary  District  free  of 
cast.  No  iiltcrutlons  ot  approved  plans  will 
be  porniliieti  to  ho  made  by  the  contractor 
withaut  the  written  consent  of  the  Chief 
Engl  Deer. 


•15.  Tbe  approral  et  Biid  plans  by  tlie 
Chief  Engineer  will  not  relleTC  llic  contriictar 
from  too  reaponslbilUy  of  errors  thereoQ. 

26.  PliDE  furnlsliDi]  Ijy  [be  Sanltarf  Dis- 
trict xbiU  be  CHrerulIf  cbeDkad  by  the  cnn- 
traclur  before  b«(rt]ialDg  work.  Sliould 
errors  be  dlncovered.  ibe  Cblef  Eaglneer'i> 
stlcnlloa  ihoulij  be  called  to  ttie  ume  sod 
eoirectloDH  made,  after  wliich  the  contractor 
Will  be  reaponslblc  for  all  errore  whicli  ma; 
ocearor  ms;  bare  occurred. 

V.  AllBntho-orkingdraoiQifs  SDbmltted 
shall  havBaunirurm  Hliteof  twenty-six  (36) 
laches  by  forty  (40)  lacbes  lusldg  border 
liDM,  irltb  border  manrln  of  on^half  (}Q 
incb.  Wben  submitted  For  approfKl,  a  com- 
plete set  af  aucb  drawiogs  shall  be  presented. 


used  t- 


jrU  h 


Dltimate  tensile  stretiBtli  of  not  less  tban 
tt.OOO  pounds  per  siinaru  inch,  an  elastic 
limit  of  at  least  30,000  pounds  per  square 
(icb.  anu  an  elongation  of  at  least  twenty 
(20)  per  cent  in  eight  (l^j  Incbcs,  and  be  so 
dactile  tbat  when  bent  cald  through  ISO  de- 
jreei.  and  hammered  down  flat  on  Itself.  It 
■hallsbow  no  sign  of  tractnre  cm  canvei  slile 


■».  All  steel  shall  bia  uniform  In  quail tf 
sod  made  by  the  open  bearth  process, 

30.  Tests  shall  be  made  upon  pieces  cut 
from  [be  flnisbcd  material,  and  Khali  not  be 
leu  than  one-balf  ( 1.)  acguarc  Inch  In  sec- 
llonal  area.  Two  pieces,  one  (or  tsnslle  lest, 
■nd  one  ror  beodlng  test,  shall  be  fumlsbod 
lor  eaeb  blow  or  ca.ct.  and  so  .selacCed  that 
each  beat  or  furnacG  Full  of  blllel<>.  blooms  or 

to  prove  t be  condition  of  the  metal  after  re- 


iling.  I 


When  tested  in  speciiiiCDs  ns  above. 
a  steel  shall  bave  an  ultimate  tensile 
h  o'  from  60.000  t«  68.01*)  pounds  per 
ineb,  an  elastic  limit  of  not  loss  than 
Munds  per  K(|uare  Inch,  shall  elonf^ate 
,s  than  twenty-Hve  ('^5)  per  cent  In 
IS)  inches,  and  show  a  reduction  of 
I  point  of  fracture  of   not  less  tbaa 


m.  The  test  piece  mnst  also  bend  i<«)d  186 
degrees  around  a  curre  wbose  dlametar  li 
equal  to  the  thlckaess  of  the  piece  without 
crack  or  Han  on  convex  side  of  bend. 

33.  A.  hole  punched  for  a  three-quarlor 
l«i)  Incb  rivet,  one  and  one-half  0<^}  Inchss 
from  the  edee  of  plate,  shall  be  capable  of 
he\ag  enlareed  by  drifting  to  one  ant)  one- 
eighth  ( I V)  Inches  in  diameter  without  sign 
of  fracture. 

Jiivti  fital. 

34.  Klvet  steel 'shall  bave  ao  altliuale 
streogtb  of  50,000  to  5lj, 000  pounds  and  an 
elastic  limit  of  not  less  than  Stty-Bvc  (56) 
per  cent,  of  the  ultimate,  an  elongation  of 
not  less  than  twenty-seven  (37)  per  cent.,  and 
must  bend  ISO  degrees  Hat  on  tiself  witboat 
sign  of  fracture  on  tbe  convex   side  of  the 


35.  All  band  driven  rivets,  wbetber,  shop 
or  Seld,  shall  be  of  the  best  qunlity  of  rivet 
Iron,  as  sped  fled. 

86.  Specimens  taken  from  all  grades  of 
steal,  after  belne-  heated  to  a  light  cherry  red 
(as  seen  In  the  dark),  and  quenched  In  water 
•t  S3  degrees  Fahrenheit,  rouet  conferm  to 
the  bend  In);  reiiuireinents  above. 

37.  The  chemictti  analysis  for  carbon  and 
phoBpborua  of  each  blow  or  cast  must  b« 
furnished  to  llie  Engineer  or  his  Inspectors 
before  any  of  the  material  rolled  from  said 
blow  or  cast  la  shlpiwd  from  the  mill.  Phos- 
phorus must  not  exceed  Gil  one-bundredths 
(0.06)  per  cenL  for  acid  steel,  or  four  one- 
hundredths  (0.04)  percent,  for  basic  steel. 

:<».  All  blooma,  billets  or  Hlaba  shall  be  ex- 
aniined  for  surface  defects,  Haws  or  blow 
holes  before  being  rolled  intolbo  flnisbcd  sec- 
tions, and  such  chlpplui;!!  and  alterations 
made  as  will  secure  perfect  sslldity  In  the 
Snished  sections. 


»U.  The  original  blow  or  uist  Dumber  must 
be  painted  or  staioped  on  all  blooios.  billets 
or  stB)>a  in  order  to  identify  Iha  malDrlul 
throughout  the  various  proccssi^s  of  manu- 
facture ;  and  the  original  blow  or  cast  num- 
ber, together  with  the  furnace  beat  nuinuer. 


said  bioR 


B  of    1 


January  11, |  5, 

40.  All  SnlBhed,  rolled  in&tarlal  tnuK  pre- 
sunt  *  smoeth,  clean  aurCacB,  free  from 
buqklos,  flanit,  crachB,  tagged  eSgei  or  aof 
btber  dafecte,  and  must  be  straight  tbr^ngb- 
oat  and  true  to  aectlon. 


No  stael  w 


Urittle  Steel. 


B  sball  be 

used  under  any  clrcumatancas ;  If  It  develops 
tbla  cbaracterBtany  stage  of  Ite  inanufacture, 
It  Bball  be  at  once  Mndeaiued  and  other  ma- 
ierlal  naed.  The  ubiectot  the  more  particular 
claaaea,  hereto  relatla^r;  belag  to  guard 
against  the  poaalblllt;  of  the  use  at  this  class 
ot  metal. 

ti.  Cost  Iron  must  be  the  best  quality  of 
BOtt  gray  Iron.  The  castings  must  bo  free 
from  flaws,  ragged  edges,  or  any  othnr  de- 
fects impairing  its  nfflclency  or  appearance; 
and  bara  ot  a  section  one  (1)  inch  square, 
placed  four  (4)  feet  six  (6}  Incbea  between 
snpparts,  mnat  be  strung  enough  to  bear  a 
weight  o(  five  hundred  (500)  pounds  placed 
half  way  between  supporlG. 


48.  Tbe  madwajr  planking  aball  be  of  first 
i|ualltj,  long  leaf  yellow  heart  pine,  entirely 
free  (rom  sap  and  to  be  cut  from  live  trees, 
grown  south  of  the  south  line  of  TeDOessee. 
To  be  straight,  square  edged,  free  from 
BbalieE,  loose  or  rotten  knots  or  other  material 
defBCls. 


Character  of  Wort. 

44.  All  work  must  tje  done  In  a  strictly 
Urst-ciaas  manner  and  sball  ut  all  times  be 
subject  to  thorough  and  careful  iaspectlon. 

45.  Finished  pieces  shall  be  true  to  slue, 
section  and  line,  straight  and  out  or  wind  at 
all  points;  and  all  machine,  rivet  and  smith 
work  doD«  upon  them  ahsU  be  of  the  best 
character. 

tilraigMening. 

46.  All  material  must  be  carefully 
straightened  before  being  laid  oB. 

Mark-ing. 

47.  Ail  parts  which  are  glyen  a  descrip- 
tlye  letter  or  number  in  the  drawlngi  shall 
haTe  that  letter  er  number  stpnclled  on  them 
before  shipment. 


been  heated  shall,  after   work    an   tben 
completed,  be  thor«ugbl,T  unnealed  by  1 
log  them  uniformly  to  a  chsrry-rcil  heat, 
allowing  them  to  cool  slowly. 
Splite^. 

4ti.  Abutting  joints  shall  be  ml] led  o. 
exact  lengths,  and  sfjuan:  to  the  line  of 
cord,  or  to  exact  beyel,  where  required. 

50.    Pin  holes  shall  be  lK>rcil   I 


■>   th^ 


le  poDJtton. 
Web  Pl.ilrg. 
51.  For  all  girders,  web  jilales  iiiusi:  be  so 
arranged  as  not  to  project  lieyoml  the  tacep 
of  tbe  flange  nngleE,  nor  lie  more  than  on e- 
Bliteenth  (1-16)  of  an  la^'h  lesi  on  cncli  edge 
than  the  distance  out  to  out    of   the   Oangt 

.ValM„u. 
h'i.  After  the  splice  plates  are  rlvsled  un 
in  the  shops,  each  line  uf  chords  shall  be 
assembled,  the  joints  matched,  their  abutting 
surfaces  brought  to  a  light  flt  by  use  ef 
clamps,  and  all  the  rivet  holes  la  the  ends  ol 
cbordsand  splicesshall  be  reamed  to  an  exact 
match  and  Bt.  Match  marks  shnli  then  be 
made  In  each  piece, 

Riveti,,!!. 

53.    All    rlTets    with    ero-iked    heads,    or 

heads  not  formed  centrally  on   the  shank,  or 

loose,  either 


under  the  si 


■uider,  B 


1  the  hi 


I   be  VI 


placed  with  good  rivets. 

hi.  The  diameter  ot  tbe  hole  shall  nut  ex- 
ceed the  diameter  ot  the  rivet  more  than  one^ 
slxleenih  (1-lfl)  of  an  inch 

56.  All  joint  rlTBt  holos  shall  be  so  accu- 
rately spaced  that  rivets  \ti  the  proper  Bize 
can  be  passed  through  all  thu  holes  in  tbe 
joint  after  tbe  parts  are  pieced  In  position 
without  the  use  of  drift  pins 

Rfaming  and   Filhni/. 
aa.     Ail  riveted  work  In  medium  steel  shall 
be  reamed. 

57.  Ail  splice  plates  Id  which  the  holus  am 
mismatched,  either  in  t  ha  plates  themselves 
or  with  tbeadjoinlngchordor  flangs,  sball  be 
matched  and  the  holes  reamed  la  tit  belare 
leaving  tbe  shijp. 


58.    Koin 


courato  or  otherwise  defective 
■  accepted  under  any  clrcum- 
nection  joints  or  riveted  work. 


S».    Tbe  riveted  field  c 
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beiina,  slrlDj^ers,  posu  aud  itruts  must  b* 
accuntel;  matcbed  before  lenvinir  tbe  shops, 
and  all  uarnnlctaed  hales  roHined  to  fit;  the 
ends  at  floor  bsamii  and  ntHngers  must  be 
nueblae  faced  to  exact  leni^tht. 


Whet 


ublne 


<r  pructlcBble,  i 


lil.  In  all  riTcied  atveL  irark  wherever 
[«ainlac  U  i[>ectlle<<.  na  In  pars^craph  flllj-slx 
iSft),  the  punch  hole  shall  be  oas-etehth  (><) 
inch  IcH  Ihan  the  s\ze  required,  and  ihnll 
Ihen  be  reamed  to  St. 

ti.  The  brldce  ehall  be  given  a  cambre 
not  leia  than  Ihe  deflection  under  eitremB 
loads. 

93.  Ttae  contractor  sbal!  Turnlsh  complete 
tacilltles  tor  ia-jpcclioa  of  materia  and  irork- 
maoehlp.  Bmatl  spet^imens  fur  ten\ag  of 
msMrlal  and  also  the  necesaar;  Labor  shall 
Im  fernlshecl  bj-  tbe  con  true  lor  without 
charge,  when  called  for  by  the  Engineer  or 
inspector.  Inspectors  will  bo  retained  bj 
ttae  Sanitary  District  with  full  power  to  re- 
ject all  werk  or  material  which  doea  not  Id 
trerj  way  contonn  ts  the  letter  and  iplrit  of 
the  ipeciltcatlons. 


Mill 


They  i 


[lall  be  la!i|>ect«d  ai 


r  quality  before 


ilcable  so  as  lo  retain  two  opp-iilte  tides  as 
ihFy  come  from  the  rolls,  llads  not  eiceed- 
loEoa*  (1)  Bciusre  inch  shall  br  tested  In  full 

*a.  Rcirular  baDding  BpeciiiiCna  shall  be 
uhen,  one  for  every  tensile  tcEit.  They  shall 
have  the  rough  edi;c3  pinned  off,  and  shall  be 
'oplIeBLes  of,  and  cut  (rom,  the  eama  origl- 
ali  as  tensile  Ce<<ts  for  the  same  material. 
n.  Testa  shall  be  BuSlcient  in  Dumber  to 
slrly  represonl.  in  the  judcment  of  the  En^ 
iaeer,  the  material  to  be  inspected;  there 
ihaJl,  however,  be  no  more  than  two  (2) 
eiti,{.  t..  two  (3)  tensile  and  tiro  (2)  bend- 
ag  ipecimena.  lor  every  twenty  pieces  Id  the 

ft     The   pasBlDs  nf   any    material  at  the 


mills  shall  not  prevent  Its  subsequeDt  rejec- 
tion tor  cause.  If  found  detective  after  de- 
livery, such  material  shall  be  replaced  at  the 
eipcDse  of  the  contractor. 


J'aintiHg. 

HV.  All  iron  work  before  leaving  the  shop 
shall  be  thoroughly  cteaDsd  from  all  loose 
scales  and  rust  and  be  Klven  oae  eeod  coat  of 
Mineral  Rabber  Aetna  Special  H.  A.  FalDt, 
or  paint  of  equal  eicellonce.  well  worked 
into  all  joints  and  open  spaces. 

TO.  In  riveted  work,  the  Bnrtaces  coming 
Id  contact  shall  each  he  painted  before  being 
riveted  together.  Bottoms  of  bed  plates, 
bearing  plates  aDd  aDy  parts  which  are  not 
acceasibla  for  panting  attar  erection,  shall 
have  twa  coats  of  paint  e(  the  same  brand, 

Tl.  Afterthe structure  la  erected,  the  Iran 
work  shall  be  thoroughly  and  etecly  painted 
with  two  addltioiBl  coats  of  paint  of  the 
same  brand,  or  paletot  equal  excellence.  All 
recesse*  which  will  retain  water  or  through 
which  water  can  enter,  must  be  Oiled  with 
thick  paint  or  some  asphalt  cement  before  re- 
ceiving the  Hnal  painting. 

73.  All  those  parts  of  the  old  structure 
which  remain  shall  he  thoroughly  cleaned  by 
■craping,  then  brushed  with  a  wire  binsh 
and  Anally  dusted  off  with  a  whisk.  The  ob- 
ject being  tothoroucbly  ramore  all  old  paint, 
scale,  rust  or  other  substances  iDJarieus  to 
painting, 

78,  After  the  eld  structure  has  been 
cleaned  t«  the  satlsfactlOD  of  the  EDgioeer, 
It  shall  receive  three  ceats  •(  the  same  brand 
of  paint  SB  specified  above.  However,  no 
coat  shall  be  put  on  betsre  Ibe  preceding  one 
is  thoroughly  dry. 

74.  After  the  painting  is  cempleted,  the 
•pace  between  the  webs  ot  the  new  girders 
and  the  old  ones  shall  be  Blled  with  the  As- 
syrian AsphaltCo.'s  Mineral  Rubber  Asphalt 
No,  1—2  L— 3540  Special.  This  composition 
sbatl  he  heated  to  a  temperature  about  400 
degrees  Fahrenheit  and  run  In  hot.  Provis- 
ion must  be  made  to  hold  the  composition  In 
place  until  it  Is  thoroughly  coeled. 

T.'i,  All  finished  surfaces  shall  ba  coated 
with  white  lead  and  tallow  before  being 
shipped  from  the  shop. 

TS,  No  painting  shall  be  done  In  wet  or 
f reeling  weather. 
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fihipi>ing. 

Tt.  All  parte  Bball  be  carefnllj'  landed,  so 
■g  to  avoid  iojury  In  traDaportatJon,  hdU 
sball  be  at  tho  »ntractor'e  rtgk  uotil  crccHd 
and  read;  tor  the  ralla. 

78.  All  acrew  Bnds  shall  be  wrapjied  with 
twine  before  shipment. 

n.  All  pins  and  amuU  parU  iuuhi  lie  se- 
curely boxed,  and  the  baxea  plainly  miirkcd. 
The  volshts  of  large  pieces  mast  ba  tiiarhed 
on  tbem.  Tbe  iDvolces  sbsU  atate  Ihe  coo- 
tenta  of  eacb  b«x  and  the  Oeisbt  and  dascrlp- 
tiaa  of  eacti  piece  tbat  Is  not  boxed,  and  two 
copies  of  each  Inxoice  shall  ba  (urniEhed  the 
SaniUtrr  District  or  Cbtcaeo. 


ing  and  false  work,  ahall  erect  and  adjust  all 
tbe  metal  work,  shall  furnish  and  put  In  plnee 
all  Boor  timbers,  timber  guards,  also  placR 


B  them 


iplac 


8L  Tbe  contractor  HbKll  so  coaduct  all  of 
his  operations  a&  not  to  Impede  the  tialllc  on 
public  higbway  or  interfere  with  the  work  of 
alber  COD  tractors,  or  close  an;  thoroui^tafare 
by  land  or  water,  eieept  by  written  consent 
of  tbe  Chief  Enelneer. 

^.     The  contractor  shall  assume  atl  risk  of 


.iBbed  si 


Tho  . 


tractor  must  also  remoTc  all  false  work,  pil- 
terlal  produced  \ij  his  operations, 

83.  Tha  cOQtrsctor  shall,  after  Ihu  oiitlrt 
structure  1^  crcoteil  and  painted,  relay  all 
cedar  block  paremeDt  on  the  approach  span 
which  be  had  to  remove  In  order  to  prosecute 
his  work.  On  that  part  of  the  approneh  span 
where  a  new  cedar  block  pavemeal  is  re- 
qaired  he  shall  furnish  all  cedar  block, 
planking  and  pavlns  composition,  and  sU 
other  material  necessary  to  do  the  work 
in  accordance  with  the  latest  siwclBcn- 
ti*na  Issuad  by  the  City  sf  Chicago  for  this 
class  of  work.  Tbe  payment  shall  bo  per 
snuare  yard  of  such  p.ivement  laid  or  relald. 


M.  Any  material  or  wurkmanshiu  which 
docs  not  satisfy  the  requirements  of  these 
speclttcatloas  may  be  rejoAod  by  the  Chief 
Engineer  at  any  time  before  the  final  accept- 
ance of  tbe  wark,  and  tho  contractor  shall 
make  good  all  deficiencies  at  bis  ourn  coat. 
Tht  fact  that  the  authorized  Ini^pecton  have 


accepted  said  material  oi'  wurkmanship  shi 
not  make  the  SanlMrv  Ul.ttrlcl,  liable  f 
on™  cost  above  tbat  Bpeclfled  in  the  centra 
tor  replsclng  same  with  material  orworkma 
ship  accepted  by  the  Chief  Engineer  on  Bn 
accejilance. 


C/ianga  In  Plan. 

t>5.  The  amount  of  masonry  figured  from 
the  pUns  ib  approximate,  and  the  Sanllary 
District  reaervea  the  riffht  to  make  slterations 
Id  the  line,  grade,  ptsn,  form  or  dimoaslons  of 
the  work  herein  proildeil  for.  either  before 
fter  heginning  the  construction  thereof; 


1 


ivlded. 


altera 


oade. 


as  a  whole  Is  not  tbiTchy  changed.  If 
surh  alterations  diminish  the  iiuantity  of 
work  to  he  done  they  shall  not  constitute  a 
claim  for  dama^Bs  nor  for  anticipated  profits 
on  Ihe  work  that  may  bo  dispensed  with;  If 
they  incrense  tbe  atiiount  of  work,  such  !□- 
creoso  shall  be  paid  for  according  to  the 
<iuanljly  of  work  actually  don«.  and  at 
prices  ami  rates  estfUilshei)  for  such  work 
under  this  contract. 

m.  Nolice  of  change  of  plan  must  be 
given  10  tho  contmclor  In  writing,  and  it  la 
expressly  agreed  that  no  alterations  or  ad- 
ditions or  extra  work  are  10  be   paid    for  un- 


All  I'l 


s  for  e: 


1  laboi 


furnished  by  the   contractor  or  for  damatres 
from  any  cbubb  whatever  must  bo    reported 

tcrlal  are  furnished  or  such  damages  occur, 
and  they  must  also  lie  preseuteil  to  bim  in 
writing  at  the  end  of  tbe  month;  provided 
that  nothTDg  shall  be  paid  for  as  eilra  work 
that  can  be  classif1e>l  under  any  of  the  faesds 
upon  which  prices  are  llxcd  by  this  contract. 
bH.  Whenever  work  is  re^uirKl  tol>e  done, 
which  Ie  not  now  cuntemplated  or  covered  by 
the  prices  bcreiuaftor  given,  the  BDelneer 
shall  nx  such  prices  for  the  work  as  he  shall 
consider  just  and  eriiiltable,  and  the  contrac- 
wr  shall  abide  by  such  prices,  provided  ba 
enters  upon  aocli  work  with  full  knowiodgo 
of  the  prices  so  Hxed  by  tho  Engineer;  but  If 
the  contractor  declines  execnting  sstd  work 
at  the  prices  fliod  by  the  Engineer,  then  tha 
Sanitary  District  may  enter  into  contract 
with  any  person  or  persons  for  its  execution, 
tho  same  as   If  this  contract  had  never  ex- 


itted;  snd  ItexLm  work,  ur  nork  nut  |>ru- 
ilded  For  in  this' cuntract,  \i  performed  bj 
ibe  too  tractor,  beFors  prices  baTe  been  flxed 
tor  such  vrark,  tUea  the  EnKlnsBr  >b*U  est! 
aula  the  ume  &l  guch  prices  as  he  ahnll 
deem  just  Bad  reasaaHblc.  and  his  decision 
sbili  be  flaat,  and  ibe  said  contractur  sbati 
accept  such  prlce«  Id  Cull  SBtlsIaction  oF  all 
demaads  ngBinKl  tbe  Snnitarj'  District  for 
taid  sitr&  work  ;  prurlded,  tDHt  If  the  extrni 
vnrif  dude  nader  this  coalrnCt  is  of  such  u 
allure,  bein^  distinct  froifl  otber  work 
bein);  done  bj  said  coti tractor,  tbat  tbe 
Klual  coat  of  the  same  Can  Oe  determined, 
then  the  said  contractor  shall  receive, 
and  the  Banitary  Dlstrtci.  shall  pay,  in 
tall  satlsraction  for  the  !janie,  iba  actual 
COM  of  the  work  with  fifteen  (15)  per  cent 
added.    FroTided.  further,  that  nothing  sbalt 

this  contract. 

89.  It  1b  further  agreed  tbflt  In  all  cases  of 
i|iHst1on  or  dispute  arisiu?  or  growing  out 
otthh  contract  in  any  way  roLttrding  thecost 
or  value  of  extras,  variation):,  allowances,  de- 
dnctlons  or  the  amount  of  dainaees  In  anj 
manner  Krowlog-  out  of  the  floialiOD  of  this 
'  shall 


t  the 


beflnal  and  binding  on  both  parties  hereto, 
ItcputtailiiUli/  iif  Co'draclor. 
'JO.  All  tbe  work  provided  for  iu  tbia  con- 
tract  Is  to  be  done  under  tbe  direction  and 
(npervlslon  of  the  Chief  Engineer  sod  bis 
properly  authorized  aKents,  The  contractor 
i(to  he  KUldni  by  the  lines  stakes,  marks 
and  ([rades  Riven  by  them,  and  la  to  carefully 
preserve  the  same  as  far  as  jiOBsible  during 
the  progresB  of  tbe  work;  nnd  is  to  furnish 
■II  seeded  facllltie!).  without  ihsrire  therefor, 
loenable  toe  Enirlneerio  uniperly  ei'e  lines 
and  (f  rades  and  to  measure  the  work  from  time 
lo  time. 

»1.  All  work  will  be  subject  tu  Inspection 
bj  Ibe  iaid  EnKineerand  his  iiald  aKents,Bnd  If 
~~t  la  accordancu  with  the  recjulrenientg  of 
lit  contract  Is  to  be  made  i;Dod  bv  tbe  con- 
iclDi,  The  contractor  will  be  responsible 
>r  tbe  entire  work  until  completed  and  ac- 
'pled  by  the  StinlWry  District  The  con- 
setorwlUhe  required  to  give  his  personal 
lien  lion 


iotheei 


He  Is 


e  under  b 


trill,  and  will  not 
ed  to  sublet  all  or  any  part  Of  it;  it 
'tlnctly  uaderstuid  and  agreed  that 
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thesublettlog  of  tbe  work  covered  br  tbis 
contract,  or  aoy  part  thereof,  shall,  after 
tblrty  (SO)  days'  notice,  work  a  torfeilnre  of 
tbe  contract  at  the  option  uf  tbe  Sanitary 
District. 

92.  Tbe  contractor  will  l>c  reiiulred  to 
safely  maintain  all  InlBc  in  a  manner  as 
hereinbefore  stipulated  in  the  constructlen  of 
the  work  herein  provided  far;  and  will  also 
b«  raquired  l«  make  all  necessary  cbanges  In 
the  structure  as  directed  by  the  Chief  En- 
gineer, so  aa  lo  enable  him  to  csnstruct  the 
work  herein  provided  for  without  any  addi- 
tional expense  to  the  party  of  the  Brat  part. 

93.  Tbe  contractor  will  nut  be  allowed  to 
aasifn,  by  power  of  attorney  or  otherwlae. 
any  portion  of  the  moneys  that  may  be- 
come due  through  the  workings  of  tblN 
contract.  In  case  the  contractor  falls  to 
comply  with  the  provisions  of  tbls  contract, 
as  to  progress  and  character  of  work,  he 
ahall  be  duly  notlQed  In  wrlllng,  and  thirty 
(30)  days  after  the  giving  of  aald  notice  the 
party  o(  the  first  part  may  declare  this  con- 
tract forfeited,  if  there  Is  aubstantl.il  failure 
to  comply  with  Hi  proviaions, 

•M.  Tbe  contractor  Is  to  furnish  all  tbe 
tools  of  every  kind   and   description,  inelud- 

tull  and  complete  carryiuKOut  of  this  con- 
tract, and  on  completion  of  the  werk  is  to 
remove  all  tools,  buildings  and  material  of 
all  klQd  from    the  right  of  way  of  the  Main 


W).  Whatever  precautions  may  be  neces- 
sary to  render  any  portion  of  the  work  more 
secure  tn  any  respect,  or  to  decrease  the 
liability  of  accident  troni  any  cause,  or  to 
avoid  contingeneief  which  are  liable  lo  delay 
the  completion   of  the  w^.rk,  shall   betaken 


IXi.  Tbe  contrx-tur  shall  ciiipluy  cuiiipeleut 
foreniea  and  laborers,  and  shall  discharge,  iit 
the  reciaest  of  tbe  Engineer,  any  incompetent 
or  unfaithful  men  In  bis  emplay.  None  but 
men  expert  In  their  respective  branches  of 
work  will  be  enipluyed  where  special  skill  Is 
required,  and  in  the  ouipluymentof  men  pref- 
erence shall  be  given  to  union  la)>orer<>. 

W,  It  is  especially  understood  and  agreed 
that  eight  (K)  hours  shall  constitute  a  day'6 
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work  and  tbst  do  workiaan  shall  be  employed 
ur  raqulred  te  work  more  tbaa  eigbt  (S) 
hours  aut  ol  any  twentj-four  (Si)  hours, 
BDd  DO  work  ia  excess  of  that  tioie  shall  be 
Klloired. 

'J8.  In  the  event  e[  any  vlaUtlOD  et  the 
above  eight  (Sj  hour  provialoa  tt  Is  agreed 
hereby  that  the  said  District  shall,  and  that 
It  Is  duly  authorized  ta  retaia  troro  an; 
iTiODBy  due  or  lo  becouie  due  at  any  time 
from  It  to  the  second  parly,  as  liquidated 
damages,  the  snm  o{  five  (15)  per  hour  tor 
each  haur  that  any  employe  shall  ba  required 
to  work  in  excess  at  eight  {S)  houra  per  day, 
pursuaDt  to  tbe  terms  aod  conditions  of  Iba 
ordinance  adopted  June  !.td,  1997,  attached 
hereto, 

M  It  Is  turtber  'agreed  that  the  second 
party  aball  Indemalfy.  keep  and  save  barm- 
less  aaid  first  party  rrum  all  liabilities,  judg- 
meots,  costs,  damages  and  expenses  which 
may  laany  wise  come  against  said  first  party, 
or  which  may  result  on  account  of  any  In- 
fringement of  any  patant  by  means  of  the 
use  of  any  materials,  machinery,  device  or 
apparatus  used  In  tbe  performance  of  this 
contract,  or  o(  designs  furnished  by  second 
party  and  accepted  by  the  SaulUry  District ; 
aod  <□  tbe  event  ot  any  claim  or  suit  or  ac- 
tion at  law  or  equity  ol  any  kind  whatsoever 
belnjT  made  or  brought  against  said  first 
party,  then  flrst  party  shall  have  the  right 
to  retain  a  sufficient  aniouut  of  money  In  the 
same  man  ner  and  upon  the  same  conditions 
■a  hereinafter  In  tbe  next  following  clause 
of  this  contract  provided 


f  any  dauiago  shall  be  done  by  tbe 
ly  any  person  or  perBona  in 
bis  employ,  to  the  owner  or  occupants  of 
land  or  to  any  property  adjoinlnt;  or  In  the 
vicinity  of  tbe  work  herein  contracted  to  bo 
done,  or  lo  a  neighboring  contractor,  the 
Eaeineer  shall  have  tbe  right  to  estimate  the 
amount  of  eaiil  damage,  and  to  cause  the 
tjanltary  District  to  pay  the  same  to  the  said 
owner  or  occupant,  and  the  amount  so  paid 
for  Bald  damage  shall  be  deducted  from  the 
money  due  from  said  contractor  under  iiald 

101.  Batd  contractor  covenants  and  iigrees 
to  pay  ail  damages  for  any  personal  injury 
sustained  by  any  person  growing  out  of  any 
act  or  doing  of  himself  or  his  employes  that 
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Is  In  the  nature  of  a  let^l  liability,  and  be 
hereby  agrees  to  iDdemntfj  ana  to  save  tlir 
Sanitary  District  harmless  Hiriilnst  all  suits  or 
actions  ot  every  name  and  deKcrlpiion 
brought  against  the  said  Sanitary  District 
for  or  on  account  of  any  euch  injuries  or  such 
damages  received  or  sustained  by  any  person 
or  persons  by  or  from  said  contractor,  his 
servants,  agenta  or  employes,  in  the  eieeo- 
tlon  ot  aald  work;  ar  hi  or  in  cuasequence 
ofany  nt^ligence  In  guartling  the  same;  or 
by  or  on  account  of  any  net  or  omission  of 
said  contractar,  his  agents  or  employes',  and 
the  said  contractor  tnrtlier  agrees  that  so 
much  of  the  money  due  to  him,  under  and  by 
virtue  of  this  contract,  h»  shaU  he  consldereii 
necessary  by  tbe  Board  of  Trustees  of  the 
Sanitary  District,  may  be  retained  tiy  the 
said  Sanitary  District  until  such  suit  or 
claim  for  damages,  oi  aforcEaid,  sball-bave 
been  setUed,  and  evldenc^c  to  that  eHect  fur- 
nished to  tbe  saUsfoctloa  oC  the  said  Board 
ot  Trustees. 

TVmc. 
103.  Tbe  contractor  agrees  to  begin  tbe 
work  covered  by  tbis  contract  within  flftean 
{l.i)  days  after  said  canlract  shall  have  bean 
executed  and  to  prosecnLe  the  building  af  tbe 
■ubstructore  herein  provided  far  bo  as  to 
complete  the  same  on  or  before  April  1,1809: 
and  to  complete  tbe  superstructure  so  as  to 
be  ready  for  tralBc  on  or  liefore  June  15. 
18Be, 

103.  Ib  coDsldoration  of  tbe  said  work  be- 
ing carried  on  and  completed  In  the  time  and 
manner  as  hereinbefore  specified,  toe  said 
party  •(  tbe  Irst  part  agrees  to  pay  to  the 
said  party  ot  the  second  part  the  following 
amount*,  and  tbe  said  party  of  tbe  second 
part  agrees  to  receive  and  necept  the  same  as 
full  compensation  for  tbo  pcrfurniBiice  of  tbe 
work,  including  the  furnishing  of  the  mate- 
rials, tools,  labor,  etc.,  lo  wll : 

o.— For  each  cubic  yard  of  cxcavalion. 
price  to  include  all  refilling,  as  spsclBed,  the 
sum  of  eighty-two  and  one-half  cents  (H2Xc). 

&,— For  timber  la  temporary  work,  sheet 
piling  and  bracing  in  place,  per  Ibousaod 
ll.OOU)  feetB.  M.  (price  lo  cover  all  eplkee, 
bolts,  or  other  iron  tu  be  ubed  in  cuustructing 
same)  ai  per  terms  ot  this  contract,  tue  sum 
of   thirty  and  twenty-five  hundredths  dollars 

•■-—For  timber  In  t»uni.lation,  per  ibouaand 
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(1,000)  feet  B.  M.  Iprlce  lo  cater  »ll  aplkes, 
bolts  oroDier  Iron  10  be  used  In  ronslructlne 
»iDe)  BS  per  tBraiB  of  this  coiitr^t,  th«  mm 
of  fortj-onc  add  iventy-fivc  hundredths  dol- 
lin(W1.2ftj. 

J.— For  each  cubic  jaril  of  Port  1  in d cement 
fonrretL-.  IN  spedflei,  Ibe  aum  of  seven  and 
flfleen  hundredths  dollars  ((7.ir>) 

f.— Foreach  cubic  yard  of  completed  stooe 
maiMii?.  the  sum  ot  k\x  and  eight  hundred 
■nd  ■eTenlT-flve  tbounandthg  dollsra  <K.875), 

/.—For  each  cubic  yard  ot  old  iijasonry  re- 
noTBd.  thcBuiii  ot  one  snd  (brc»  hundred 
aid  KTonlj-flTe  IhousandlhE  doUuf*  (tl.375). 

J.— For  OBch  square  yard  ot  grunlWi  pave- 
meat  relatd,  th«  sum  of  one  and  elffbt  ban- 
di«d  and    soTCntj'llTe  tbausandth*  dollars 

*.-FQr  superalructure  coiiiplaW.  aa 
ipwtfleii,  the  Bnm  ot  all  thousand  aaren 
hnodred  and  fltty  und  no  hundredths  dollars 
IK,  750.00). 

i.— For  extra  mMlluiii  of  uofC  steel,  erected 
In  piBM,  the   sum    ot   four  (4c)  cents   per 

J.— For  extra  Inmlur,  built  In  place,  the 
lum  of  thirty  and  no  hundredths  dollars 
IKOM)  per  thousand  teet  B.  M. 

*.— For  each  sciuare  yard  of  cedar  block 
paiement  laid  or  relaid  on  approach  span, 
tbe  sum  of  one  and  three  bundrod  and  seT- 
mty-fiTe  tbouEandlhs  dollars  IILSTR). 

IW.  The  prices  proposed  must  Include  all 
ruyaltles  tor  patents  or  patealed  malerlal  and 
ippliances  used  la  the  constructloa  ot  the 
work  described  In  thespecificationsandag^reB- 
menu:  and  before  dual  payment  la  made  the 
contractor  shall  furnish  b  satisfactory  puarmn- 
leeainiinst  all  cUItiib 

Thw  'i«d  Mun-^r  u/  I'liyii^Mt. 

1U5,  It  Is  ajireed  by  the  party  ot  the  flrst 
part  that  on  or  before  the  lOIb  and  36th  days 
"f  each  month  during  the  prugress  of  the 

ore  specified  under  the  hesil  of  "Tltne." 
ajrmenl  will    be    iimde  to  tlie    said    party 

t  elghty-Bcveu  and  one-half  (87\') 
vtT  cent  er  tht  conlruot  price  ot 
the  substructure  ot  the  upproiiinate  amount 
•I  work  done  during  the  previous  ball  month, 
upon  wrilteD  certlflcale  from  the  Engineer 
that  inch  apprailmale  amount  of  w«rk  has 


been  done  durluK  that  period;  twelve  and 
one-hBlt  (12X)  PC  cent,  belnz  reserred  until 
the  completion  and  acceptanca  of  the  whole 

106.  It  is  agrreed  by  the  party  of  the  flrst 
part  that  when  the  entire  Iron  WMk  shall 
have  been  delivered  at  the  site  ot  erection, 
payment  shall  be  made  by  the  party  of  the 
secend  part  lo  the  amount  of  sixty  (60)  per 
cent,  ot  the  contract  price  of  the  aaperstruct- 
ure  upon  written  certlScBte  from  the  Chief 
Engineer  that  such  approximate  amouiit  ot 
work  baa  l»een  done.  The  remaining  forty 
(40)  per  cent,  to  be  paid  within  thirty  (30) 
days  alter  the  completion  of  the  work  and 
its  acceptance  by  the  party  ot  the  flrst  part. 
Vrrlijlcatt. 

lOT.  Upan  the  completion  of  the  subatruct- 
are  in  accordance  with  the  speclQcatloaB  and 
contract,  to  the  full  satiBlactlon  ot  the  Chiel 
Engineer,  andapen  the  Inspection  ot  same  and 
the  Issoance  ot  the  final  certificate  by  the 
Chief  Engineer,  the  said  party  of  the  flrst  part 
agrees  to  pay  to  the  said  party  of  the  second 
part  the  anionntB  shown  to  be  due  to  said 
second  party  by  the  said  certificate  ot  the  said 
Chief  Engineer,  including  the  twelve  and 
one-half  (\'i)4)  per  cent,  reseryed. 

108.  Upon  the  completion  o(  the  super- 
structure In  accordanca  with  the  spociflca- 
Uons  and  contract,  to  the  fall  satlBfactloa  ot 
the  Chief  Engineer,  and  upon  the  Inspection 
otsaoieandthelsauaaceof  the  flaal  certificate 
bythaChlel  Engineer,  theaald  party  ot  the 
flrst  part  agrees  to  pay  to  the  saiti  parly  of  the 
second  part  the  amount  shown  to  be  due  to 
the  said  party  of  the  second  part  b}'  the  said 
eertiflcate  ot  the  aald  Chief  Engineer. 


or  the  a 


!r  thla  1 


ahall  be  abaadoDed,orif  It  ahsll  beaEsignedby 
him,  er  it  he  loses  control  ot  the  work  from 
any  cause,  excepting  acts  of  God  and  the 
puWlc  etiemy.  or  If  the  rate  of  progress  Is  not 
aacb  as  to  Insure  its  completion,  within 
the  time  soocified,  or  If  at  any  time 
the  Engineer  shall  be  ot  the  opiiion, 
and  shall  Bu  certify  in  writing  to 
the  Bald  party  of  the  first  part,  that  said 
work  or  any  part  tberosf  Is  unnecessarily  and 
unreasonably  delayed,  or  that  the  cuntractur 
Is  willfully  and  pcrsiBlBnlly  violating  any  of 
the  conditions  < 
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or  Is  not  riilBlliDt;  satd  contract  tn  good  faitb, 
the  said  party  ot  the  first  part  Biiall  hive  the 
power  to  notify  the  said  ee  a  tractor  to  diBCOn- 
tltiue  all  work,  or  any  pan  thereof,  us  may 
be  ileslgDated  b;  the  said  party  of  the  Sret 
part,  and  the  aald  party  of  the  first  part  shall 


■  either 


mplet 


said  work  by  ooDCrai^t  ur  to  employ  Bni^h  men 
and  teams,  and  li>  uMatn  such  machiaery, 
Implemenls  and  tnels,  and  to  purrhnse  such 
matcrlai  as  the  said  Engineer  may  deem  nec- 
essary to  complete  the  work  herein  descnlied, 
or  any  part  thereof.  And  ia  so  duiDg  said 
Engineer  may  use  such  tnols,  impieinents 
and  materials  hm  may  be  found  upon  the  line 
ot  aald  work.  The  cost  of  dolnir  such  work 
by  the  said  En^^tneer  shall  be  chari^d  to  the 
said  conlrartor,  and  the  eipense  so  charged 
shall  be  deducted  and  paid   by  the  said  party 

be  due,  or  may  at  any  time  thereafter  become 
due  to  said  cnmractor  under  and  by  virtue  nt 
Ihls  contract,  or  any  part  thereol,  so  far  as 
tbesBiiiesliBll  auUIco  Iherofor;  and  the  bal- 
ance, If  any,  shall  be  paid  by  said  contractor 

110.  The  entire  metal  work  for  the  struc- 
ture herein  provided  for  shall  be  delivered  at 
the  eite  of  the  erection  on  or  before  April  1. 
1899,  and  all  the  work  of  the  superstructure 
to  be  done  under  this  contract  shall  be  com- 
pleted and  ready  for  inspection  on  or  before 
the  irith  day  of  June.  IN'.KI. 

111.  Should  (here  be  a  failure  by  the  sec- 
ond party  to  deliver  said  Iron  work  of  the 
character  and  strength  herein  provided  for  at 
the  time  herein  t>peclfled.  or  If.  atter  delivery 
ut  same  as  herein  provided,  snid  contractor 
shall  fall  financially,  either  before  or  after 
having  been  paid  the  sixty  (60 1  per  cent,  ot 
the  contract  price  as  hereinbefore  provided, 
nin<l  be  unable  to  carry  out  said  contract  and 
complete  said  work,  then.  In  that  case,  the 
said  party  of  the  first  part  ^^liall  have  the 
power  to  complete  said  work  by  contractor 
otherwise,  at  its  discretion,  and  charge  up  the 

contritclor.    Should  the  amount   remaining 
unpaid  ut  the  contract  price  nolsuflice  there-   | 
for.  then  said  contractor  and  his  bondsmen 
ahttll  be  held  liable  for  the  daflclcncy. 
/■•uilurf  lo  r<i;i  I^iliorer.. 
\Vi.     It  at  any  time  during  the  progress  o( 
bald  work  the  said  contractor  shall  fall  or 
neglect  10  pay  tor  labor  performed  or  material 
furnished  upon  said  work,  for  ten  (lU)  days 


!0-  [1S98 

atter  it  shall  have  become  due,  ibeu  the  party 
•f  tbe  flrst  part  shall  have  power  10  pay  for 
auch  labor  or  for  materials,  tools,  explosivea. 
machinery,  appliances,  fuel,  provisiens  or 
supplies  of  any  sortor  kind  used  or  con- 
sumed in,  UDon  or  en  account  of  the  work 
covered  by  this  coilract:  the  party  of  the 
first   part   sball    have  the  power   lo  7j;iy  for 


labor    ( 


ixplof 


chlnery.  appllaaces,  fuel,  provisions  or  KUp- 
plles  ot  whatsover  aort  or  kind,  out  of 
moneys  that  may  he  due  to  satd  contractor, 
and  aald  amount  so  paid  sliall  br  retained  out 
of  any  money  due  or  to  becona^  due  to  said 
contractor.  In  any  such  case  the  party  o( 
the  first  part  is  hereby  author! zed  mid  em- 
powered  by  the  parly  of  the  soi.-ond  part  to 
ascertain  by  its  Engineer  the  amnunts  due  or 
awing  from  said  contractor  to  any  laborer  or 
laborers  or  to  any  person  or  persons  for  loa- 
teriais.   tools,   explosives,    machinery  appii- 


Bort  or  kind  consumed  upon.  In  <ii 
of  the  work  covered  by  this  conn 
manner  and  upon  such  proafs 
Engineer  ma;  deem  sulllclent. 


f  any 


1  the  s 


1  ot  E 


}  thousand  (^'i.lHNM  1 


the  change  In  Van  Buren  i^treet  Drid^'e  across 
the  By-pass,  with  go«d  and  sufllciont  sureties, 
the  same  to  be  satisfactory  to  ihe  Board  Ot 
Tniatoes  of  the  Sanitary  District,  condi- 
tioned upon  the  faithful  pertormance  ot  all 
the  t«rms  and  conditions  of  Ibis  contract: 
Btid  should  the  siirelles  on  snid  bond  at  any 
time  fail  flnanciaily.  or  be.  In  the  opinion  of 
the  said  Board  ot  Trustees,  Insumcient  secur- 
ity for  the  penally  of  said  bond,  then,  in  that 
case,    they    may,  on    giving   ten    (lUi   ^ay^ 


.0  furnish  a 


,  reqiii 


said  c 


114.  The  sBld  parly  ot  the  secenil  part 
further  agrees  that  he  shall  not  be  entitled  to 
demand  or  receive  final  payment  for  any  por- 
tion ot  the  aforesaid  work  or  mule  rials  except 


mentioned  are  compiled  with,  :ind  Ihe  said 
Chief  Engineer  sbai;  have  given  his  certifi- 
cate >.o  that  effect;  whereupon  the  said  party 
ot  the  first  part  will,  at  the  ex;>!ration   of 


Judui 


/  II. 


thirty  (30|  linys  aricr  sueb  eopiiplBtlon  add 
4ellTeryor  such  cnrllficate,  pay,  and  It  bere- 
by  binds  iteelt  to  pay,  tbe  said  part;  of  the 
second  part.  In  casb,  ths  t^bole  aniount  ot 
loODBj  »ccrnlDg  to'sald  second  parly  under 
Ihls  contract,  exceptlne  such  eum  or  suuiS  ot 
iDoaey  aa  may  be  lawtuUy  relainod  ander  any 
ot  iho  proTtsions  ol  this  contract  hereinbe- 
fara  act  forth.  Prnrlded,  that  nothing  bereln 
contained  shall  be  construed  ts  ifTect  the 
riKhl  lierebj  resoryed  ot  the  aatd  parly  of  the 
Orst  part  lo  rejett  the  whole  or  any  portlan 
ot  the  Bforeeatd  worh  should  the  sM  certlS- 
eat«  be  found  to  be  Inconsistent  «lth  the 
terma  of  this  agreement,  or  otherwise  Im- 
properly given. 

/n  iri/He«»  Whereof,  on  Ihe  day  and  year, 
Hrat  ab«Te  wrltteE,  the  said  SuniLiry  District 
of  Chicago  has  caused  this  agreenieot  to  tie 
■ieoed  by  its  President  nnd  attested  by  its 
Clerk,  and  its  corporate  seal  lo  be  hereto 
affixed,  and  the  said  party  of  the  second  part 

T/i'  .S.milary  IMHriH  of  aUi:<igo. 

By  WlM.IAH  BcjI.DBNWECK, 

President, 

Attest: 
Joseph  F.  Hud. 

[a..!.]  Clerk. 

I'hieigo  Bridge  and  Irun  Vompany, 
By  HOKACE  E.  HoBTON, 

Presldeot, 
\huu.\  Hbmky  W.  Wir.BKB, 

Secretary." 


REPORT  AND  OIIDER  IM  RE 
APPOINTHBNT  OP  C0HM1SSI0KEI13  FOB 
LVSPKCTION  OF  WORK  OF  .SANITARY 
DISTRICT. 

Mr.  Wenter,  Chairman,  preaented  and 

the   Cl^rb    read   a  rt-port  from  ihe  .Tuitit 

I'oniniittee    on    Fedi^ral    RelatiDns    and 

Enj^incertng  in  reference  to  and  Hccom- 

panii'd  bj  the  order   for  appointment  of 

coromiBHiooerB   for  th«  inxpectiun  of  tlie 

irk  ot  the  Sanitur;  Dielrict,  presented 

j   referred   to   that   Commitieeat  the 

fating   held    December  33,  Itl»8,  (pajte 

77   ot   tlie    Proceed  I DgB).   and  also  the 

ler  of  same  general   imtiire   presented 

d   referred   Co  the  Joint  tx>iiintiitee  on 

deral  Relations  and  Health  and  Public 

der  at  the   metting  held  December  21, 

W,  (paffe  5355  ot  the  Proceedings),  the 

>>ri   recoainiending   the  adoption    of 

le  order    presented  at  the  meeting  held 

icember  38.   1898. 


Mr.  Wenter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted. and  the 
redommendations  contained  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  B'lldenweck,  BcRdpn,  Et-khart, 
Jones,  Kelly,  .Smyth  and  Wenier— seven. 
Nays^Measra.  Garter  and  Hallette— ttvo. 

Upon  this  result  the  President  de- 
clai«d  the  motion  carried. 

The  tollswing  Is 

THE  REPORT: 

■•Chicaoo,  January  9, 181W. 


Gentlemen— Your  Joint  Committee  on 
Federal  Relations  and  Enpineerlng.  to  whom 
was  referred  at  the  meeting'  ot  the  Board  of 
Trustees  held  December  38,  ISU3,  (page  5377 
o(  the  Proceedings)  the  order  presented  by 
Trustee  Alexander  J.  Jones  to  said  Board  as 
an  amendment  to  the  order  heretofore  pre- 
sented by  Trustee  Prank  Wenter  at  the  meet- 
ing of  the  Board  hclU  on  December  31,  1898, 
and  which  was  referred  to  the  Joint  Commlt- 
t«e  on  Federal  Relations  and  Health  &  Public 
Order  (page  5.'»5  ot  the  Proceedings),  here- 
nith  desires  to  report  that  the  Uommlltee  has 
considered  the  subject  matter  ot  said  order. 


ittbet 


le  for  It 


appointment  of  Commissioners  by  the  Gov- 
ernor of  Ibe  »tate  of  Illinois  to  inspect  tbe 
Main  Drainage  Channel  ol  the  District,  and 
that  afficial  notice  of  tbe  completion  ot  the 
Main  Drainage  Channel  should  be  giveo  by 
this  Board  to  His  Excellency,  Governor  John 
R.  Tanner,  In  order  that  said  Commission 
may  be  appointed  and  proceed  without  delay 
to  tbe  inspection  of  tlie  work  of  said  Main 
Drainage  Cbaanel  as  provided  by  law. 

TheCommillep  returns  herewith  the  order 
presented  as  aforesaid  at  the  meetini;  held 
December  24,  laOJ.  and  recomiiiends  its 
adoption. 

Respectfully  sub  nil  tied. 


B-  A 

ECKDART 

TnoM 

AS  A.  Smt 

TllOM 

AS  Kelly, 

Albx 

J.    JONEI*. 

Wm. 

BOLUENWE 

TIIE  ORDBR  A 


4D0PTE1>  : 


"Wheheas,  Tba  Act  at  tbe  General  As- 
sembly, uader  vblch  was  organized  ttae  Saol- 
tapy  District  of  Chloifo,  proTldes  tliat  betoro 
Ue  waters  of  Lako  Mlchlgaa  aball  be  turned 
Into  tbe  Main  Draln&ge  Chanael,  autborlty 
tberelor  shall  be  first  secured  From  tbe  Oov- 
eroor  or  tb«  Stale  at  IlllDoiB,  upon  tbe  certifi- 
cate of  com  ml  sat  oners  to  be  appointed  by 
him,  Bodlnj;  tbat  said  Channel  has  been  con- 
structed Id  accordance  vlth  tbe  requlremcats 
of  law;  and 

WaEKEis,  The  Hain  Drainage  Cbannel  of 
the  Sanitary  District  is  now  camplnted  in 
conformity  with  law  and  vith  special  re^rd 
Tor  the  rcqaireinents  of  Section  38  ol  the  Act 
creatine  Sanitary  Distrlctf;  and 

WuKitGAS,  Tbe  auilllary  work  In  the  Chi- 
cago Klvor  and  in  the  Dssplalnes  at 
Jollet  Is  nearln^r  completion  and  tbe  time  ha<i 
arrived  for  tbe  Inspection  by  tbe  Commis- 
sioners to  be  appointed  by  the  QoTernor  and 
tbe  engineers  appointed  by  them  of  the  Haln 
Drainage  Channel,  constructed  by  the  Sani- 
tary District  ot  Chicane;  therefore  be  It 

Ordered,  That  it  is  the  sense  of  the  Board 
of  TraBl«es  of  the  Sanitary  District  of  Chi- 
cago that  Ibe  QoTeruor  of  the  State  ot  Illinois 
should  be  noliflad  of  the  completisn 
oftbeMslD  Drslnnge  Channel  and  Invited, 
In  Hccerdance  with  Section  37  of  tbe  Act  cre- 
ating Sanitary  Diatricts,  to  appoint  three 
commissianers  of  the  proiier  geograpblcal 
location  to  Inspect  tbe  work  ot  the  Sanitary 
District  ot  Cblca^  and  report  thereon,  to  the 
end  that  tbe  inspection  by  the  state  may  In- 
volve the  least  possible  delay  In  the  opening 
of  tbe  Drainage  Cbannel  to  the  waters  ot 
Lake  Michigan  and  tbe  utwiige  oI  the  Sani- 


tary District  and  the  uses  iinc 
which  It  is  designed. 

Ordered  Farther,  That  the  President  and 
Clerk  of  (be  Board  of  TrasteeE  be  directed  to 
transmit  a  copy  ot  this  actlsn,  under  I  he  seal 
of  the  Sanitary  District  to  tbe  Qevcfnor  ot 
tbe  SUle  of  Dllnoie,  and  tbal  tbe  Cummiltee 
on  Finance  be  directed  to  Huiilt  and  report 
for  payment  to  the  Board  of  Trualees,  from 
lime  to  time,  the  bills  for  saiiirles  of  such 
commissioners  and  enelnecr»,  li>gctlior  with 
their  reasonable  expenses  ami  outbtys,  as  the 
same  may  lis  transmitted  to  tbe  Board  ot 
Trnsleeaaf  the  Sanitary  Distflet  of  Chicago 
by  the   Stale  Treasurer  of  the  State  of  Illl- 


COMMUNICATION  IN  RBVEIIENCE  TO  KR- 
LEA3E  OF  BOND  ON  fON'TliACT  FOR 
BRIDGE  SUPERSTHDCTlIItE  ACROSS  DE8- 
PLAINEa  lUVKB  ON  L5NK  OF  SUMMIT 
AND  LYONS  HIGHWAY. 

The  Clerk  preeeoted  a  t^onimunication 
from  John  C.  Darst,  aKCnt,  transmitting 
a  latter  from  the  Massillon  Bridge  Com- 
pBDf  in  reference  to  release  of  bond  on 
contract  tor  bridge  eupei-st  rue  lure  ucrnsB 
DesntaineH  River  on  line  of  Summit  and 
Ltodb  Highway,  which  was  referred  to 
the  Joint  Committee  on  Finance  and 
Judiciary  by  UDanimoua  consent. 


ADJO0RNMEST. 

On  motion  of  Mr.  Wenter,  seconded 
by  Mr.  Mallette,  the  Board  then  ad- 
journed. 


^:©C<. 


PROCBEDINGS 

Board    of  Trustees 

Sanitary  District  of  Chicago. 


JBNUflRT  14.  1899. 


OFFICIAL    RECORD.  ' 

RiMI'heil  by  aathorily  iif  /he  Bnord  uf  Tniatea   ; 
of  Iht  Hanltai-j/Dlittlclof  CMcajo.  j 

REGULAR   MEETING. 

The  four  hundred  and  twenty-first 
regular  meeting  of  the  Board  c.f  Trustees 
of  the  Sanitary  DiRlrict  of  Chicago  was 
held  in  the  roomH  of  the  Board,  Security 
BtiiidiDf:,  t^muTiJay,  January  14,  lb99,  at 
2  o't^luck  P.  M, 

On  rollcaJI  Meeare.  Bohlenweck,  Car- 
ter, J'lnex.  Kdly,  Mnllette,  Smyth  and 
Wenler — eeven  mrmbers,  were  proBent. 

President  Boldenweck  then  called  the 
Board  to  oioer. 

•V0trCHER3. 


W.   M.   Hu^bci   (serrices, 
ConsultiDK  Eogineer) . . .«  370  60 

Donald  Frtser   <lroD    .lad 

8teel  iDspectioDi 307  50 

t      o»8  80 

R.  C.  McClure  (Joliet  ei- 
penao) *  343  00 

Frank  VanderBoKart. clerk 

(court  coBla) fiOO  00 

*843  U) 

Qraad  total %  l.aSO  30 

•To  lie  psid  by  w»rrant§,  witb  Inleresl 
couTHtiia  alCaohed,  draWD  agaliiBt  the  Tax  Levy 
For  leOH. 

Mr.  Carter,  seconded  by  Mr.  Wenter,. 
moved  that  the  vouchers,  as  read  and 
shono  atjove,  be  approved  and  ordered 


JaDuar;  14,]  5 

On  roll-call  the  vote  stood:  Yeas — 
MesBra.  Bold  ea  week,  Carter,  Jonea, 
Eelly,  Millelte,  Smyth  and  Wenter— 
seven .     Na.va — none. 

TJpoD  this  resalt  Ihe  President  declared 
the  motion  carried . 

8BMI.ANNU4L  PROPBHTT  RBTDRN  FROM 
LAW  DBPARTMENT. 

The  Clerk  presented  a  report  from  the 
Attornaj  transmitting  the  semi-annual 
property  return  from  the  Law  Ufpurt- 
ment  for  the  six  months  ending  January 
2,  ItlUS.  which,  on  motion  of  Mr.  Wenter, 
seconded  by  Mr.  Smyth,  was  ordered 
printed  and  placed  on  flle,  by  unanimous 
consent. 

The  following  is 

THE  REPORT: 

"Chicago,  January  2,  IS90. 
To  the  Himorable,  tiie  Board  of  Tntatees 
of  the  SanltaTv  DUbrict  of  Chicago: 
ObntleMkn— I    haTe    the    honor   to 
transmit  the  semi-annual  report  uf  per- 
sonal property  under  the  control  o(  this 
department  in  Chicago  and  Joliet  for  the 
six  months  ending  January  3,  1899. 
Respectfully  submitted, 

Charles  C.  Oilbbrt, 

Altomej/." 
(Accompanied  by  property  return.) 

REPORT  IN  REFERENCE  TO  COMPLETION 
OF  CONTRACT  FOR  SDB3TRUCTUKE  OP 
WILLOW  SPRINQS  HIOHWAY  BRIDQE 
ACROSS  UAIH  CHANNEL  ON  SECTION  1. 

Ur.  Smyth  presented,  and  the  Clerk 
read,  a  report  from  ibe  Committee  on 
Engineering  in  reference  to  and  accom- 

guiied  by  the  flnal  certificate  of  the  Chief 
agineer  as  to  the  completion  of  the 
contract  with  Messrs.  Sacklej  &  Peter- 
son for  the  substructure  of  the  Willow 
Springs  Highway  bridge  cniBsiog  tl>e 
Main  Channel  00  Section  1,  presented 
and  referred  to  that  Committi*  at  the 
meetiUK  held  January  4.  Iij9u.(page  5B9( 
of  the  Proceeding-),  the  report  recom 
mending  ihal  the  President  and  Clerk  ot 
the  District  be  authorized  and  directed 
to  make  final  patmsnt  to  the  said  SftLk- 
ley  &  Peterson  in  the  sum  of  $l.63l.U3. 
under  conditions  and  stipulations  as  set 
forth  in  the  report. 

Mr.  Smyth,  seconded  by  Hr.  Uallette. 
moved  that  the  r<-port  ba  received  and 
the  recommendations  contained  therein 
concurred  in. 


lis 


On  roll-call  the  vote  stood:  Yeas- 
Messrs.  BoldenwBct,  Carter.  Jones, 
Kelly,  Mallette,  ^iniyth  aod  Wenter— 
seven.     Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


The  following  is 


I'OKT: 


"CmcAOO,  January  13,  181)9. 
To  the  HonoToblt,  iht  Bnard  of  Tviilea,  <.f  the 

Sanitarj/  lHllri<:l  of  I'liicasa: 

Gkntlemes— Tour  Com  mil '.«e  on  Engl- 
DeerlDg,  to  which  was  reterrEd  (page  ."iSUl  of 
tbe  Proceedings)  ilie  Ona!  eertiacHtn  ot  the 
Cliiet  Englaeer  af  the  DIsIrlet,  In  ratDrence 
to  HiBcontractwlthMBsRr,s.8acliley&  Peter- 
son for  the  substructure  (or  the  Willow 
Sprlnirs  Highwsj  Bridge  c 


Channel  0 


□  I,  her 


pflth  (i 


follov 


hat  the  Commlttflc  has  enBiiiined  paid 
cate  and   fully   rotisldereil   the  subject 


Tiiat  the  FresWuHt  and  Clerk  iiI  the  Dis- 
trict be  authorized  end  directeil  (■  luake  Hub) 
pa; ment  to  said  Uessrs.  Sackloy  &  I'uterEoD, 
la  the  Hum  of  one  tliousaqd.  eight  buiidred 
slghty-one  and  two  huniindths  (H.SSI.IS} 
dollars,  the  sum  found  to  be  due  Bald  csa- 
tractors  In  the  aruresaid  flnal  eertlflcala  her*. 
to  attached,  upon  the  eiccuUon  of  a  receipt 
Id  tavorot  tha  District,  tu  lie  ninde  by  aald 
contractors  In  full,  and  releiiBing  the  District 
from  any  and  all  claims  and  deinunds  ot 
whatsoever  kind  or  nalum  la  said  contract. 

RospectfiiUj  auliUiittBd, 
(Signed)  Thomas  A.  BxiTu, 

f'hatrmitn. 
J.  P.  MAI.1.BTTK. 
Thomas  Kei.lv, 
Z.  R.  Cahteh. 
Fkask  Wenteh, 
Wm.  Boli>bswbck, 

(One  eaclosuro.  1 

The  following  U 
THE    CERTIFICATE    Ol'    THK    CIIIEV     KN- 
GlSEKlt. 

■'Chicwci,  Jan.  4.  1899. 
To  Ihr  Ihiiorable  the  Bwinl  of  Truslai  i<f  the 
Sanilary  DialrUl  of  rhleago: 
Gbstlemex— I  hereby  certify  lhai  Sackle/ 


Jamsuj  14,  J  — 5 

ft  PcrtereoD  have  eauipletsil  all  of  the  work 
corered  by  their  contract,  dnied  AueuM  19, 
ISWJ,  tor  excavating  toundallnag,  piling:  and 
taaaoarj  tor  the  Willow  SprlncB  Boad  Brtdgre 
sutMtructare  on  Section  1  of  the  Halo  Chan- 
Del.  together  with  throe  items  cf  extra  work. 
The  work  is  done  to  the  full  latietactiOD  ot 
the  Chie(  Knginocr  and  In  npcordaace  with 
Ibe  terms  ot  said  contrart  with  this  District. 


ThiBci 


The  volume  Hmi 
na  follows : 
KicaTstlun.  IJOHai 
Files  fnriilihed  an 

feel  at  SI.DD 

janliiat  S3  0O,,. 
lIaaonr7,41Ba<.'Ub1< 
Sxlra  eicaTBtioD 


I  irlTen  su1ij*ct  to  an;  qd- 
rcd  obllentlons  Imposed  bj 

*nliie  of  the  work  done  Is 

bit;  yards  at  $1.00... (1,383  00 
1  ilrlvi^n.  40O  lineal 

, 40000 

jDorete,  1Tt.4  ouhic 

8BT00 

rardBattil.M 430)40 


Extra  work    uhanslnE  Willow  Springs 

Bitra  work  and  material  delleotlng  Wil- 
low Spritiiis  Temporary  BrldKS 


Total  amount  paid... S.OST 

Total  amonntdasand  unpaid (1,881 

Respect  rail;  submitted, 
(BIfCned)  Ishau  Rakdolpu, 

Chief  Eagiawr 


ut,  851  cubin  rarda 


ADJOU&HHENT. 


S4O40 


^^: 


r 
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— OP  THB   - 


Board    of  Trustees 


—OF  THE— 


Sanitary  District  of  Chicago. 


JflNUflRY  18.  1899. 


OFFICIAL   RECORD. 

PutUttied  hy  auihnrity  of  the  Bitard  nf  TnutecB 

of  the  Sanitary  DMrict  of  Chicago. 


REGULAR  MEETING. 

The  four  hundred  and  twpnty-second 
regular  me(*ting  of  the  Board  of  Tru8tet>B 
of  lb**  Sanitary  District  of  Ohicaj^o  wrb 
held  in  the  rooms  of  the  Board,  Security 


BuildinflT,  Wednesday,  January  18,  1809, 
at  2  o'cluck  P.  M. 

On  roll-call  MeBsre.  Bnldpnweck.  Bra- 
den,  Carter,  Eckhart,  KfUy,  Mallette, 
Smyth  and  Wenter^eight  members, 
were  present. 

Prpsident  Boldenweck  then  called  the 
Board  to  order. 


«  VOUCHERS. 
The  Clark  presented  the  foUowing  Touchers : 

BNOINSBBINO    DEPABTlfBNT.     . 

'jK^t  &  Ayres  (rent,  Corwlth,  Novemher,  1898) $  12  50 

H.  Alexander  (rent,  Lockport,  Decemher,  1898) 17  (X) 

Jwen  W.  Curtis  (coal) 6  76 

lorutt  ftCo.  (coal) 12  02 

l«miiel  L.  Hanks  (Ice.  December,  1898) 11  50 

;.  8.  Auitin  (ice,  Rlalto  Buildlug,  June  to  December,  1898) 17  60 

sorael  Harris  ft  Co.  (sundries) 19  20 
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.  (blueprinW) ..   .., '^  '■^  "" 

Wm   Trlnksua  (O-Panae) W  4^ 

O,  M.  Wlinar  (Bipense) :»  96 

H.  B.  Alexander  (expenaa) ."iS  47 

W.  T,  Kesling  (expanse) WHS 

Uhnm  Rmdolph  (iravollng;  and  axpiasej ...  183  BO 

Robl.  W.  Hunt  &  Co.  (iiisperting  bridge  material]    Ml  22 

Pittsburgh  TtallDR  Laboratorr,  limited  llDflpectlng  bridge  matortal)  ...  HTU  55 

IllinolaCiiitral  Railroad  Co..  leasee   dnepBcllnp  bridge  mBleriall  -228  TO 

Tbc  Cblcago  Tawel  Bupplj  CoiDpaa;  (towellDg,  Decamber,  IHUH) t  2  SO 

SamuolL.  BanliB  (Ice.  Docembar.  1898) 3M 

White  Rock  Mineral  Spring  Companj-  (water) 3  76 

TliBjer&  JackBon  Stationery  Companj  (icatlonery) +0* 

Tlie  Ryan  &  Hart  Company  (stallonory) .i  SB 

V.  F.  Pettiboue  &  Co.  (stationery)   T  ^ 

Thoi.  S.  BalUeipenael... S  sa 

.Samuel  L..  Hauki.  (ice.  Deueniber,  laVS) 

J»cohs,  Colea&Co,  (stationery) ,.,. 

KdwardsA  Hancock  (stationery) 

Knink  Shepard  (uotationa) 

riiliuglian  &  Co.  (law  books i 

Kilivard  Thompson  Company  (law  books) 

TliB  TjDowrller  Inspection  Company  (repairs). . . 

Walton  &  James  (stenography) 

\V,  H.  Richardson  (Law  Institute  meinbarahlp)  . 
.1 .  L.  Bennett  (court  reporting) , . 

I.MUla  C.  Jaqnlah  (court  reporliog] 

\\  ,  M.  McEwon  (attorney  taes)   

.lobD  P.  Wilson  (attorn*}'  fees) 

I'has.  C.  Ollberl  (expsDse) 

Till'  Chlcaifo  Dispatch  (udTertlsuiK  proposals) *  W  :1D 

Tlir'  Intar  Ocean  (adrcrllalng  proposals) 1(1  50 

Ttie  Engineering  Eacord  (advertlslog  proposals) ,   . 47  00 

Tha  Engineering  News  Publishing  Company  (advartlllng  proposals) ...  IB  CiO 

The  Economist  Publishing  Company  (advertising  proposals) 10  Fid 

The  Construction  Mews  Company  (adrertlsing  proposals) 14  25 

(tallroad  GazetW  ( ad  vertl  sing  proposals) IB  Oil 

American  Contractor  Publishing  Company  (adfertislng  proposals) , . , .  20  6Fi 

Chicago  Daily  Law  Bulletin  (publishing  ordinance) 14  90 

IS.isten  Dally  Advertiser  (advertising  bonds) 9  H8 

I'ubllc  Ledger  (advertising  bonds)   13  2fl 

The  Evening  Post  (advertising  bonds) 22  50 

Chaa.  Werner  (livery). 10  00 

Ceo.  B.  Norton  (livery) 8  60 

liham  Eandolph  (travellug) 38  00 

C  L.  Rlcketts  (engrossing) ,. .  100  00 

U'cstern  Bank  Note  ana  Engrailng  Company  (engraving  bonds) 331  75 

Sfiurily  Deposit  Company  (rent,  January.  IH9U) 4S;i  SH 

Jiilin  F.  HlgglDS  (printing  Proceedings,  December,  18981 378  I'J 

Joseph  P.  Haas.  Clark  feipense) tlO  T9 
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FOLtCa  DBFAKTMBRT. 

W,  T.  CoDklfn  (coal) (  U  7B 

Mra.  A.  HBrtwie  (UoDdrj) 4  00 

The  RT«a  &  Bart  CompaDj  (ititiODerj) S  60 

W.L.  Feiknet  (eipen»8) 1  M 

D.  C.  McCarthy  (aipenw) S  39 

E.  J.  Coan  (Bipanaa) 86  28 

SUodard  Oil  Companj  (oil) 18  4B 

Ocden.  Sheldon  &  Co.  (rent) BO  00 

$      132  82 

H.  B.  Alexander  (ezpente) t         0  DO 

WeaTer  Coal  Company  <coal) 281  70 

«      291  30 

CONSTHDCTtOM  ACCODNT. 

i.  T.  Wilcox  (8ec«oo  O— P.  H.  temporarj  bridge) t       4040 

Cblcago  Star  CoDstructloD  and  Dredging  Co.  (SecUan  O,  Junction 

Railway  Bridge) 783  1« 

BMtnBtoi.  (ieclioDlfl,  trestle  and  roadwa;). l.SOO  00 

t  3,272  92 

Orandlotal tlO.lSS  6B 

*Tu  be  patil  hy  warranln  witb  IntereetooapoDsattaobad.drBWa  aKslniit  the  T&i  Levy  torlSM,  aa 

P.  U.  BlouDt,  Treasurer  (sundry  persons,  tSO.OO  and  less) t  ,  6TS  31 

ConslmetloD  Account,  to  contractors 2,272  62 

All  aibera,  alrtct  to  creditors. 7,201  70 

Total (10, 163  UB 


Kr.  Carter,  aecotided  by  Mr.  Wenter, 
moved  thai  the  voachere,  sa  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roU-caU  the  vote  stood:  Yeas— 
McMrs.  Boldenweck,  Braden,  Garter, 
Eckhart,  EeUj,  Haliette,  Bmjtb  and 
Wenter — eight.    Nays — none. 

Upon  this  reault  the  PrMid«Dt  de- 
clared the  motion  carried. 

REQUISITION, 


No.  SOI,  EDfcineerlng  Department 

(quarterly  Bnpplies} (396  75 

On  motion  ol  Mr.  Eckhart,  seconded 
f  Ur.  Hallotte,  reauisilion  No.  G91,  as 
■ad  and  shown  alMve,  wag  referred  to 

je  Committee  on  Engineering  by  unan- 

mons  consent. 

WEZKLY  BSPOBT  ON  ElIPLOTKS. 

The  Clerk  presented  a  report  in  accord- 
nee  with  the  rules,  showing  the  nnm- 
«af  P««onB  in  the  employ  of  the 
■mm  ta!  the  week  ending  January 


14,  1890,  which  was  read,  and,  by  unao' 
imous  consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  BEPOBT: 
"Chioack),  January  18,  1800. 
To  the  SbnorabU  the  Board  of  Trueteet  of  tht 
Santtaty  Diitritt  of  Chicago: 

Okntlekeh— I  beg  leave  to  report  here- 
with the  number  of  employee  in  each 
department  for  the  week  ending  January 
14, 1890,  aa  the  same  have  been  reported 

Eogineering  department 78 

Uaintenance  account. .    ....  8 

Clerical  department S 

Law  department 8 

Treasury  department 1 

Police  department 39 

Telephone  operator. 1 

Total  employee. ISO 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 


JftDDir;  18,}  5 

RBLBASBOP  SITRETISS  OTT  BOND  ON  CON 

TRACT  FOB  8UPBB8TR13CTURK  OF  B.  J. 

*  B    BY.  B  'iDOB    ACROSS    DESPLAINE8 

KIVEK    AND    ALSO    ON   CONTRACT  FOB 

BUBSTRUurmiB   OF   H.  W    BOULICVARD 

BRIDOB  ALROsa  UAIN  CHANNEL. 

Mr.  Malletle.  ChHJrraan.  prenenlPi)  and 

the  lleit  reed  a  ri-port   fnira   Ih*-  C»m- 

niUt«fon  Jifliciary    with    rpfireiicu    to 

the  releaae  of   euivlit-a  on   bond  on  the 

oi>i'(Tacl  fur  the  Hupprntruc'ure  of  Ihp  E. 

J.  &  E.  Rnilwa;   Brdge   »cr.«a  the  Dea 

pinnies  Rivr,  and   hIko  on   the  ci  in  tract 

fur   the   punsiruuiure  of   the  Si-uthweat 

i  BndKf  ucrossthu  Mi 


nel.  1 


n  refer 


Mhe 


latter  having  tMfn  pri-s-'nled  and 
firreil  ti)  that  Coiiimit'i'e  at  rhem'^finj{ 
held  Dfeeintkr  14.  1H9' (pH^e  6345  of  the 
PrnceHlii'Ki);  the  rcpurl  l>eii  g  accipm- 
pHKifd  lij  vniri  epniidence  in  reference 
Ihfieti),  and  reciininieiidii>|;  that  the 
BUieiies  iin  Ihu  bonds  now  on  file  with 
Slid  coiitraciH  b'  reieawd  fromlunher 
liablljiy,  ihecuntraclora,  huwuver,  to  re- 
tnani  liable  thereon. 

Mr.  Malleite,  seconded  bj  Mr.  Wenter, 
moved  IhHt  tlie  reiiort  be  ailoptfd  and 
the  reo'immeiidatioiia  containeil  therein 
concurred  in. 

On  roll  call  the  vole  stood:  Y-iu*— 
M^FBre.  B'lderiwi'ck,  t;arier,  Ecbhart, 
Kelly.  SlHlleiie,  Smjth  and  Wenlw- 
Bevun.     Naya — None. 

Upon  this  result  the  President  declared 
the  motion  carried. 

TtM  followtDg  ti 

THE  RKPOIIT; 
"ChicaqO  January  18, 1899. 
To  tru  EbnordbU,  l!a  Board  of  Tmlee$  of  the 

Sanitary  Dittrict  of  VMcago: 

Qkntlkhen— The  Comnilitee  on  Judi- 
cinry  h>-reH  ith  makee  report  that  com- 
mu  irali'i-iB  from  Iha  (jiiy  TiU<t  Snfe 
Depiihit  &  Surety  Oimnany,  nl  Phila- 
delphia, address'd  to  Jami'S  Re.ldii^k, 
Clerk,  and  to  the  Board  of  Truaieea. 
have  i)een  handed  lo  tliA  oommittee,  and 


quest  Ixr  rele^fe  of  auretiex  on  bondA  of 
oiiiiti'HCtsfXrCUted  by  J.  G,  Wiguer,  of 
UiU-nukee,  Wiri.,  and  of  Benezeite 
Wilhama.  of  GliicaKo,  III.,  respectively, 
np'iii  I  lie  work  of  ronatrucliii){  the  puper 
i-lruciu:[.>i>f  the  El|jin.  Juliet  &  E  mlern 
RHilway  briitge  acrosa  the  Ue^plaine8 
l.iver,  and  bIho  uptm  the  w.>rt  <if  con 
Btiuutin^  Lhe  flu1>B  ruc'ure  of  ihe  South- 
weHt  Boulevard  bridge  acroi^s  the  Main 
Drainage  Cbannel,  reapectiTely. 


The  Committee  advieee  that  the  con- 
tracts upon  each  portion  of  the  work  aa 
above  meniliiiipd  have  long  Kinee  heen 
c<im|jle(ed.  aiid  tliat  Hnal   pa.iment  hna 

cordnnce  vith  the  tinal  cenificaleof  the 
ntiief  Enfttneer  of  tl>e  Dii-trici.  That  the 
neceaaity  for  surety  b^miiaupon  aaid  con- 
tracts has  becom*-  ohviuied.  and  that  the 
District,  withnu'  loaa  or  damage  lo  it, 
m  ght  release    the    sureties    upon    tiaid 

The  Ofmmittre  therefore  recommends 
thMt  the  Bureties  ujion  the  hoi. lis  now  on 
file  with  the  coiitractH  for  the  woili  as 
ahove  meiilhiiied.  be  released  from 
luither  liability  thereon,  the  con  irac  tors, 
however,  to  reinain  liable  thereon. 
Respeclfully  submiiled, 
(Big (ted)  J.  P.  Mallbttb. 

B.  A.  ECKUiHT, 

Tuouis  Kelli, 
J,  C.  Bridbn, 

ComTiUltfe  nil  Jndiciary." 

RBLEASB  OF  StlRGTIES  OS  BOND  ON  CON 
THACT  FOB  SUHsTKL'i-TOUE  OF  KKDZIK 
A\ENUB  BRIUUB  UN  SECTION  N. 
Mr.  Mallette,  Chairman,  presented  and 
the  Clerh  reail  a  r>'port  from  the  Joint 
Committee  on  Judiciary  and  Finaiice 
with  reference  to  and  accompanied  by  a 
communication  from  the  Chicago  Hiar 
ConatruciioQ  and  Dredging  Company  as 
to  the  release  of  their  h>nd  on  contract 
for  the  (.ubstruuture  of  K^-dzie  Avenue 
Bridge  OD  Section  N,  presented  and 
referred  to  that  Comiuinee  at 
the  meeting  Iieid  Deceml)er  81.  189U, 
(pane  63M8  of  the  Pniteedingr)  ihe  report 
reeom mending  that  the  surety  on  the 
original  bond  be  released  (mm  further 
liahitiiy,  the  contractor,  however,  to  re- 
miinliaiile  Iherenn,  piovided  said  cim- 
iia  tor  kHhiI  furnirh  a  new  t  oi<d  in  the 
aum  of  I'j.OiH)  <vith  surely  ihereuu  sulia- 
factory  to  the  Board. 

Mr.  Mallette,  eiconded  liy  Mr.  Braden. 
moved  (bat  the  rejiort  be  adopted  and 
the  recommenduiioua  ountaineJ  therein 


On  roll  call  Ihe  vote  stoo'l:  Yewi — 
M-airn.  Boldenwe-k.  Braden,  C  .rter. 
Eckhart,  Kejiy.  Mjlelie,  Smyth  and 
Wenler-elgbl..    N^.>b— .lone. 


TBB  REPORT; 

'THiOAao,  Jan.  IB,  ISQO. 
lb  (fte  Htmarahie,  the  Board  of  Tmatett 
of  the  SanilaTti  Dulrict  of  VhicaQo: 
QRhTi.EHBN:  Ynur  Jiiint'  Commiltee 
on  Juriiciarf  and  Finance  hprcwiih  re- 
pnrtn  thul  the  Uummittfe  bHS  received  a 
WDiinuniCHtion  from  the  Chii'-egn  Star 
Ciins'ructiim  and  DrtdK'nK  C>ni[iBny, 
nqu»siinKa  relt-ase  if  ourt-iy  upon  the 
build  fnrDif<he<1  by  n&id  c<'iii|iaii,v  upon 
iUconiruct  for  the  cimHti  uction  of  nub- 
Hruciuie  iif  Ke.  «  p  Avenue  Bridge  on 
Uooiracl  Svcliun  "N." 

Final  pATinent  boa  been  made  tn  said 
com pnii^  upon  raid  cintraoc  (pHK**  Bil74 
of  Pr.  ct^ediiiftH)  hv  crder  <•!  tlie  Board  -it 
TruBti-TOand  ihf  Cl>i>'f  Engineer  of  the 
nwricr  has  ceniBed  to  the  proper  C<nn 
pletioii  of  the  contract  as  above  meu'- 

The  Committee  advieee  that  in  its 
(if<ii>ion  It  is  expedient  to  require  the 
rzectition  of  a  Hraaller  bond  to  tM  given 
in  lieu  of  the  origioal  bond  on  said  con- 
tract. 

The  Committee,  therefore,  recom- 
nienda  ihnt  tho  auretv  on  the  orislnal 
bond  be  released  from  furtlier  IJMbiLity 
thereon,  the  cnntraCEor  to  remain  liable 
Iliereiin,  provided  said  conliacior  shall 
farnish  a  new  bond  in  the  penal  sum  of 
two  thousand  dollars  ($3,<KI0)  wiih  surety 
thereon  eatisFaotorj  to  the  Board  of 
Trustees. 

Respectfully  euhroltb^d, 

J.  P.  Mallbttb, 
Jos,  C.  Braskn, 

B,  A.  Eokhabt, 
Taos,  Kbllt, 

Z.  R.  CiBTBB, 
rMiit  CommiUa  on  Judiciary  and  Fitiana. 
&KLBA$B  OF  aCRETIES  ON  BUND  ON  CUN- 
T84CT  FOR  HUBaTKUCTUKB  OP  C„  M.  i 
K  BBIDOB  NEAR  BABT  END  OF  SEC- 
TION N,  AND  FOR  SDBSTHOCTIIE  OF  A, 
T  h  3.  P.  BOlDOf  AT  WBST  END  OF 
BBCTION  N. 

Mr.  Mallette.  'Chairman,  presented, 
id  the  1  terk  read,  a  report   fn>m   the 

"■nmittre  on  Judiciary  with  reference 

■•sad  accompanied  by  a  Oi'mrauniua 
">n     from     Meesra.     He  Arthur    Bros 

jmpBDy,  io  reference  to  the  re- 
'        1  contract  tor  anb- 
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structure  of  0.,  M.  &  N.  Bridge  near  east 
end  of  S^ciinn  N.  and  RUbsituctuie  of 
A..T.  &S.  F  Bridue  near  wet  end  of 
Section  N,  the  ri-piirt  being  also  Hccom- 
panied  by  forma  of  relens''  fri  m  siireiies 
on  sail  b-mdH.  and  rec  mniendinK  that 
tbeiiureliea  upon  each  ol  f-aid  bond*  be 
reli-ased,  IbP  conlrHCIors  to  remain  liahle 
thereon,  provded  stiid  conlractore  shall 
furnish  honda  in  lieu  ihennif  in  the  penal 
sum  of  |t,000,  wjih  surety  tliereon  satis- 
factory to  thu  Bosid. 

Hr,  Mallette,  seconded  by  Mr  Kelly, 
moved  ihat  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  rolt-catl  the  vote  stood:  Yeis — 
H<-iutre.  B^ldenwirli.  Braden  Carter. 
E'hhart,  Knlly,  M lilette,  8m} tb  and 
Wenter— eight.     Nays— none. 

ITiion  this  result  the  President  declared 
the  motion  carried. 

The  following  ia 

THE  REFCBTl 

"Chicaoo,  January  16,  1899. 


Obntlemrn— Yi'ur  Committee  on  Ju- 
diciary deeires  herewith  to  make  repiirt 
thnt  the  Committee  has  received  a 
communicatiiin  from  tIcArthur  Bros. 
Ciim|iany  and  Winston  dE  Company  re- 
questing that  the  sureties  on  the  bonds 
execut«d  by  said  contractors  ui>"n  con- 
tracts for  theconstruction  of  iheCbicMgo, 
Madison  and  Northern  Railroail  Bridt^e 
substructure  near  east  end  of  Section 
"N"  Bi>d  for  the  Atohison,  Topeha  and 
S^nta  Fe  Riilnay  Bridge  subsl  uciure 
near  neat  end,  tie  released  from  further 
liability  thereon. 

The  Committee  desires  to  advise  your 
Honorable  Bt>dv  that  final  payment  has 
be>-n  mudHtosaid  conlractore  upon  tbe 
worli  as  above  mentioned  and  that  Ibe 
Chief  Engineer  of  the  District  has  cer- 
tified to  the  proper  c<>mi>l*'tiiin  of  said 
worli  (sen  pages  6353  and  5390  of  Pro- 
ceedings). 

The  Committee  believes,  however,  that 
it  is  odvisatile  in  order  to  properly  pro- 
tect the  interests  of  the  District  in  the 
premises  to  require  the  execution  of  a 
bond  iif  smaller  penalty  to  be  executed 
by  said  Contractors  in  lieu  of  Lheoriginal 

The  Committee  therefore  recommends 
that  the  sureties  upon  each  of  said  bonds 
be  released,  the  contractore  to  remain 
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liable  thereon,  provided  said  conCraotore 
Blmll  furniHh  bonds  in  lieu  thercor,  in 
the  penal  Rum  of  one  ibousand  ($1,000) 
dollurB  wiih  Buret;  ihereou  BaliBloctury 
to  Ihe  Bourd  of  TruateeB. 


B.  A.  EOKSAUT, 

J.  C.  Brahbn, 


ORDBB  IN  RKFERKNCE  TO  WARKANT9 
AOAINST  TOB  TAX  LEVY  FOR  I8Sg  AND 
aCBSEQURNT  YEARy. 

Mr.  Carter  preaenled,  and  aeoonded  by 
Mr.  Wenter,  moved  the  adoption  of  the 
fulloning 

ORDER: 

Ordered,  That  ihe  Clerk  of  thiB  Dis- 
trici  be,  and  he  is  herbj,  authorized  I 
dmw  warrants  in  the  UHUal  form  against 
the  tax  levy  for  the  year  IS98  and  8ub- 
spquent  years,  until  otherwise  further 
ordered,  for  the  payment  of  the  ordinary 
and  neceesary  expennes  of  the  Distr' 
n't  approved  by  the  Board  from  time 
time;  provided,  however,  that  in  ca 
where  the  amount  due  and  owing  to 
lireditora  of  the  District  is  in  a  si 


lees  than  fifty  dollars  each,  the  Clerk 
shall  draw  a  tax  warrant  in  the  Bg);re- 
gate  amount  owin);  said  enndry  credit- 
ors, payable  to  the  order  of  F.  M.  Bluuut, 
TieB surer;  and, 

Ordered,  Further,  That  when  the  said 
tax  It^vy  warrniii  or  warrants,  afurteaio, 
Bh.ill  have  been  placed  in  the  cuatod;  of 
the  said  F.  M.  Blount,  Treasurer,  the 
Clerk  shall  thereupon  draw  regular  war- 
rants, payable  to  the  order  of  the  person, 
perrons,  co  partnership  or  corporation. 
In  the  amount  or  amounts  due  and  owinf; 
them,  and  by  the  Board  of  Trustees  ap- 
proved and  ordered  paid,  againflt  tha 
account  of  the  said  F.  M.  Blotmt, 
Treasurer. 

Un  roll-call  on  the  motion  for  the 
adoption  of  the  order,  the  vote  stood: 
Yeas — MesBrH.  Boldenweck,  Braden.Car- 
ter,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— se^en.     Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

ADJODRNMKNT. 
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PROCEBDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


JANUARY  21  AND  25,  1899. 


OFFICIAL  RECORD. 

Pvbil,hi'l  hy  aiMofilv  of  (he  Itnard  of  Tm- 
lea  ui  the  SanUaru  DUlrlct  of  Cli(eago. 

REGULAR  MEETING, 

The  four  hundred  and  twenty-third 
regular  meeting  of  the  Board  otlrualees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  roomB  of  ihe  Biiard,  Security 
Buililing,  Saturday,  January  31.  1899, 
at  1:30  o'clock  P.  M, 


At  3  o'clock  P.  M.,  no  other  members 
aving    arrived,    the     Board    Chen    ad- 


■^^S^. 


OFFICIAL    RECORD. 

Publlilied  bi/authOTttjinr  Ihe  Ooard  nt  Tnatta 
of  the  SanUant  Dlitrlcl  of  Chtcago. 


REGULAR  MEETING. 

The  four  hundred  and  twentr-fourth 
regular  meeting  of  the  Board  of  TruBtees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  SMurity 
Building,  Wednesday,  January  25,  1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Garter,  Eckhart,  Kelly  and  Wenter 
— eix  membern,  were  present.  Messrs. 
Jones  and  Mallette  arriving  aubee- 
quently. 


The  minutes  of  the  regular  meetings, 
held  January  7,  11,  14,  and  18,  18U9,  were 
approved  oa  printed,  on  motion  of  Mr. 
Kelly,  eeconded  by  Mr.  Braden. 


J.Duary  35,]  __5434_ 

•VOUCHERS.     - 
The  Clerk  preaentod  tbe  foUoirlnK  Toucbere: 

CXHiSTBtrCTlOS  ACCOUNT.' 

Halvorson.  Richards  &  Co,  (Sec,  E.,  Jan.  16,  1899) »  3.325  00 

GahBD&Bjrne  (Sec,  HDam) 5tW  40 

Mc&rihuc  Broa,  Co,  and  Wlnstoa  &  Co.   (Eedzle  Avenue  C,  H.  &  N, 

Bridiio) Tlfi4l 

Hajes  BroB.  <W]re  MilU  Road  Bridge) Lai2  .VI 

Ljdoa  &  Drew*  Co,   (Removlne  wreck  In  Chicago  River) , , . , -lUU  (Kl 


Idbyw 


Ji  tatsreat  ooapoos  atUtobed,  drawn  Brains'  the  Tux  Levy  for 


Mr,  Carter,  secoDded  by  Mr.  WenWr, 
moved  that  tbe  Touchem,  aa  read  and 
shown  atiove,  be  approved  and  ordered 
paid. 

On  roll-call  tbe  vote  stood:  YeaB— 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Eellf,  and  Wenter — six.    Na.vs 


REQUISITION. 

The  Clerk   presented    the    following 
requisition: 
No.    1,096,    Clerical    Department, 

(stationery) $9  60 

Mr.  Carter,  seconded  by  Mr.  Elckhart, 
moved  that  Rf  quisition  No.  1,0M6,  fls  read 
and  shown  above,  be  allowed. 

On  rotl'call  the  vote  stood:  Teas — 
Messrs.  Boldenweck.  Biaden,  CAri«r, 
Eckhart,  Kelly,  and  Wenter — six.     Nays 


WBBELY  REPORT  ON  EHPLOTES. 

The  Clerk  presented  a  report,  in  ao- 
oordanoe  with  the  rules,  snowing  the 
number  of  persons  in  tbe  employ  of  the 
I^trici  tor  the  week  ending  January 
21,  1899,  which  wag  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  flle. 

The  following  ia 

THE  REPORT : 


"Chioaoo,  January  Z 


each  department  for  the  week  ending 
January  SI,  18B9,  as  the  same  have 
been  reported  to  me  : 

Bugineering  department 78 

Maintenance  account.. 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator t 

Total  employes 130  ' 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Vkrk." 

REPORT  IN  REFERENCE  TO  EXBCUTION 
OF  SDPPLBHENTAL  AGREEMENT  WITH 
"SANTA  PE  8T8TBM"  FOR  CROSSINQ 
RIGHT  OF  WAY. 

The  Clerk  presented  and  read  a  report, 
transmitting  a  supplemental  agreement 
with  theoompaniea  of  the  rt^nta  Fe  sya- 
tem,  in  reference  to  the  vHrioua  mat- 
ters connected  with  the  croBSiny  of  right 
of  way  ot  said  system,  and  making  cer- 
tain changes  in  regard  to  the  original 
contract  entered  into  with  the  railroada 
aforesaid,  rendered  neeeBaary  by  the 
amendment  to  the  Sanitary  District  law; 
the  report  setting  forth  that  the  said 
agreement  has  been  duly  executed  by 
the  said  companies,  and  also  by  the 
President  and  Clerk,  as  aulhoris^  by 
the  Board  at  tbe  meeticg  held  October 
13,  1898  (page  5193  of  the  Proceedings), 
and  a  duplicate  copy  of  th<!  same  de- 
livered to  said  companies,  and  therefore 
recommending  that  the  said  supple- 
mental agreement  be  printed  and  placed 
on  file. 

Mr.  Braden,  seconded  by  Mr,  Kelly, 
moved  that  the  report  be  received, 
and  with  accompanying  agreement 
printed  and  placed  on  Qle. 


"Chicaoo.  Januftiy  SI,  1899. 
To  tht  SoitoToble  ike  Board  0/  TrutUa  of 
ilu  Sanitary  DUtrlel  of  I'hleago: 
Qenti.emen— 1  transmit  herewith  a  sapple- 
■  mental  aiireenient  dated  Octoher  13,  1898, 
between  the  SnnitBry  District  of  ChlcaBO  and 
(be  Atcbisoa.Tepeka  &  tjanta  Fe  Railroad 
CoiDpany  in  Chicago,  (he  Chicago,  Santa  Fe 
&  Calirornia  Ralliray  Company  and  the  At- 
chison, TnpekiL  &  Kanta  Fe  Railway  CoiQ- 
piDy  in  reteronce  to  niatture  c»niieet«<l  with 
the  crOBKiag  of  the  right  at  nay  and  uialclne 
certain  changes  in  ret'ard  to  the  original  con- 
tfact  entered  into  with  the  railroads  afore- 
said: the  aaid  Bupplenitnlal  affrecment  having 
be«a  duly  executed  by  the  said  coiupaniea 
■nd  also  bf  your  Preeidtnt  and  Clerk,  as 
authorized  by  youc  Honorable  Body  at  the 
mesting  held  October  12,  1S9S  (patce  51'J3  at 
the  FroceediDgs),  and  a  duplicale  copy  of 
the  same,  duly  executed,  delivered  to  said 
companies,  and  recommend  that  the  said  bu))- 
pletiienial  A(;reem*iit  be  prlnled  and  placed 
on  file. 

Hcspei't fully  submitted. 


TUK  A 


;EB«ENT:  " 
•'This  Bupplemestai,  Aokekment.  Hade 
this  laih  day  of  October.  189H,  between  the 
Banlury  District  o(  Chicago,  hereinafter 
railed  the  Kanltary  District,  party  of  the  Brst 
part,  the  Atchteon,  TopeUa  and  Santa  Fe 
RaUraad  Company  in  Chicago,  herein- 
after called  the  Atchison  Company,  party  of 
tbe  aecond  part,  the  Chie»gO,  Banta  Fe  and 
California  Railway  Company,  hereinafter 
called  the  Californin  Company,  parly  ot  the 
ihlrrf  purl,  and  the  Ati^bison,  Topeka  and 
Kanta,  Pc  Railway  Company,  hereinafter 
cralied  lbs  Kansas  Company,  party  of  the 
fourth  part, 

Wllnantti,  That; 

WBEKEis,  Httetofore,  by  agreement  dated 
ihe-2:.ihdajofMay,lb96,  between  the  parties 
herein,  and  eiecMleii  by  them,  certain  pro- 
t:>:oil'  »ere  made  with  reference  to  tbe  con- 
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stcuction  ot  the  Drainage  Canal  of  tbe  first 
party  upon  and  over  the  property  of  the 
partiei  of  the  second  and  third  parts,  and  for 
compansiLtlun  and  the  construction  of  bridges, 

cited;  and. 


Wheheas,  The  Bauilary  District  law  was 
amended  by  the  Legislature  ot  the  State  ot 
Illinois  by  an  Act  approved  May  ISlh,  I8»7, 
which  went  Into  elTect  July  1st,  1897,  pro- 
viding that  all  bridges  erected  by  said  Dis- 
trict should  be  of  a  type  so  that  said  bridges 
might  be  operated  as  movable  bridges  seven 
years  from  and  after  the  time  when  the 
water  shall  be  turned  Into  the  Uain  Channel 
at  said  DIstrlcl.  pursuant  to  law ; 

It  is  tberetore  mutually  covenanted  and 
agreed  by  and  between  the  parties  hereto  as 
follows : 

The  provisions  of  said  agreeiiient.  dated 
the  33th  day  of  May,  1S90,  as  aforesaid,  shall 
be  extended  to  September  tst  1890,  except  as 
herein  otherwise  provided. 

That  fixed  spans  may  be  designed  so  as  to 
admit  ot  Iwing  changed  Inio  movable  spans 
as  herein  provided,  and  said  Sanitary  District 
(ball  have  the  right  and  is  hereby  granted  the 
right  to  construct  such  Bxed  spans,  so  de- 
signed as  to  admit  of  being  changed  into 
movable  spans,  provided  said  spans  or  bridges 
across  its  Main  Channel  shall  be  constructed 
at  the  excIuelTe  cost  and  expense  of  said 
Sanitary  Dintrlct,  and  shall,  as  to  design, 
quality  of  material  and  excellence  ot  work- 
manship lie  as  approved  in  writing  by  the 
Chiaf  Encinoerof  the  Kansas  Company  or  Its 
successors  or  assigns;  and  provided,  further, 
thst  at  the  time  and  as  a  previous  condition 
to  the  actual  operation  ot  such  bridge  or 
bridi.'cs  as  draw  or  movable  bridges  or  as 
draw  or  movable  structures,  the  Sanitary 
District  shall  also,  a(  its  own  cost  aud  ex- 
pense, cimstriict  a  system  ot  interlocking 
switches  to  insure  the  sate  and  proper  opera- 
tion ot  trains  ot  the  railway  company  across 
said  bridges,  in  accordance  with  the  plans  to 
be   submitted   and   approved   by   the   ChteF 

Company,  its  successors  or  assigns;  and  pro- 
vided, further,  that  in  all  cases  where  tbe 
center  pier  of  any  draw  or  movable  bridge 
constructed  liy  said  Sanitary  District  la 
within   Ibe  channel  ot  said  Drainage  Can al. 


Jaauar;  35, j  g. 

betore-BsId  bridgre  sh&ll  be  operated  aa  t  diot- 
alile  or  draw  bridga,  n  suitable  protection 
piar  shall  be  constructed  of  piles  and  trume 
irorli  at  the  cost  aad  cxpenae  of  the  Sanitary 
District,  In  accordance  witli  plans  nnd  apccill- 
cations  to  be  appro»od  by  the  Chief  Engineer, 
at  the  time  bvln^,  oC  the  Canaas  Cumpan;,  Its 
successors  or  asslj^ns,  and  also  be  subject  to 
tbe  approval  of  the  proper  officers  of  the 
StaH!  of  liilnoiBOr  of  the  United  Stntos  of 
America,  should  either  of  the  same  at  anj 
time  hereafter  acquire  or  assume  jurisdiction 
OTer  Slid  Chan  Del. 

That  Section  3  of  Article  IV  of  sild  agree- 
inent,  d:itfld  Haj  2r>tb,  laOS,  providing  for 
■rbttratlon.  shall  be  amended  in  that  and  to 
the  extent  that  the  followlnfr  provision  shall 
be  substituted  in  lien  thereof,  to-wit; 

In  case  ut  an;  lime  the  SaD:tarr  District 
sball  elect  to  construct  the  ilxed  spans  so  de- 
signed as  to  admit  of  being  changed  Into 
movable  spans  as  aforeasid,  or  shall  elect  to 
construct  draw  or  movable  bridges,  under  the 
provisions  of  Section  1.  Article  IV.  of  said 
agreement,  the  Sinitary  District  lot  each 
bridge  which  It  shall  so  elect  to  construct 
shall  psj  to  the  railway  company  ownlDg  the 
IIds  upon  nhich  said  bridge  may  be  con- 
structed the  sums  of  moaey  provided  tor  in 
SMtlons  arieen  (ir>),  sixteen  <in|,  seTeoteea 
(17)  and  elghteeu  (18)  of  Article  I  ot  this 
contract  (being  the  contract  dated  Majr  2.5th, 
ISOO),  which  sums  aforesaid  i hall  be  paid  on 
or  before  Hoptem liar  iBt,  IHW),  and  In  addi- 
tion thereto,  as  compensation  for  the  opera- 
tion of  the  draw  or  movable  bridge,  when 
such  Dxed  spans  shall  be  changeii,  altered  and 
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rable 


bridges  shall  bo  canslructed  as  aforesaid,  and 
for  oitra  depreciation  and  wearing  out  of  the 
same,  and  for  assumlnii!  liability  of  accident 
thereto,  a  further  sum  in  cash  to  be  pnid  be- 
fore the  said    bridge  shall   be  operated  aa  a 


(a)  The  annual  depreciation  and  wenrli 
out  of  the  superstructure  ot  tbe  bridges,  ai 
for  iacreased  liability  to  accident,  shall  I 
estimated  at  the  sum  of  one-half  of  one  p 
cent  <^!t;)  of  the  total  cost  of  the  Iron  ai 
steel  in  tiie  IrnNscs,  llwir  and  bracing  ot  40 
erected  In  place,  exclusive  of  ti 
nachlncry,  circular  tracks,  wheel 


shaftini 


liolier 


engine 


1 


(b)  The  annual  depreciation  and  malnte- 
nonce  and  liability  to  accident  of  the  entire 
rotating      machinery,      Including      circular 

pinions,  shaflinif,  boilers  and  engines,  and 
the  wedge  sboes  of  end  supports,  and  ail  at- 
tachments and  appurtenances  thereto,  shall 
be  estimated  at  the  sum  ot  seven  and  one-, 
halt  per  cent  (~ii  %  )  ot  the  entire  cost  of  the' 

(c)  Tbe  auuual  depreciation  and  mainte- 
nance of  pile  and  frame  protection  piers,  aod 
tor  liability  of  accident  to  same,  shall  be  eatl- 
mated  at  the  sum  o(  twelve  and  one-half 
percent  (12)^:{>  ot  tte  entire  cost  of  said 
superstructure. 

(d)  The  annual  compensation  for  opersLt- 
Ingsald  draw  span*  or  movable  brldgCii,  In- 
cluding wages  ot  engineers,  towernien.  lamp- 
men  and  all  others  employed  in  connection 
with  operating  and  maintaining  the  bridges 
and  lnterlocl<lng  plants  connected  therewith, 
also  (or  tuel.  oil,  waste  and  all  other  eup- 
pilesand  materials,  and  including  the  mstlnte- 
nance  and  depreciation  of  said  loierlocklnir 
plants,  shall  be  estimated  at  the  sum  ot  tour 
thousand,  three  bundreil  dollars  (M. BOO. 00) 
tor  each  ot  said  draw  or  jaovalile  bridges. 

The  aggregate  of  the  toregoins  additional 

talned  and  verified  by  the  Chief  Engineer  of 
the  Sanitary  District  and  the  Chief  Engineer 
dttbe  Kansas  Companj'  In  advance  ot  and 
before  chaDglng  or  converting  any  of  Bald 
bridges  frani  filed  spans  to  draw  or  movable 
bridges,  or  before  consttueting  any  draw  or 
movable  bridge  provided  (or  in  Section  I  ot 
Article  IV  at  said  agreement,  and  twaoty 
(20)  times  the  sum  so  determined  shall  l>e 
paid  by   the   Sanitary  District  to  the  railway 

bridge  or  bridges  may  be  constructed  tretore 
any  such  bridge  or  bridges  shall  be  operated 
as  draw  or  movable  structure?  or  bridges. 

Save  as  herein  BpeclHeally  nHidlfled,  the 
original  contract  dated  May  i5lh,  lt;9l(.  alKtre 
referred  Id.  i>etween  the  parties  hereto  shall 
bo  and  remain  In  full  force  and  effect. 

/„  H'lVn-™  WlMreuf.  The  party  of  the  flrst 
part  has  caused  these  presents  and  a  dupUcata 
tneri'of  to  be  signed  In  Its  behalf  by  the  Pres- 
Identot  its  Hoard  and  Its  seal  to  be  thereto 
attached,  and  tbe  parties  of  the  second,  third 
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and  fourth  parts  have  caused  theso  presents 
and  a  dopUcate  thereof  to  be  siif  ned  by  their 
respectiTe  Presidents  and  their  corporate 
seals  to  be  affixed  thereto  by  their  respective 
Secretaries  and  attested  by  their  respective 
Secretaries,  on  the  day  and  year  first  above 
written. 

Thr  Saiiilary  Dutirict  of  Chicago^ 

By  William  Boldenweck, 

President  of  the  Board. 

Attest:  [SEALJ 

Jas.  Reddick, 

Clerlt. 

Atchison,   Topeka    and    Santa    Fe    liailroad 
Company  in  Chicago. 

By  E.  P.  Ripley, 

Its  President. 
Attest:  [seal] 

D.  L.  Gallup, 

Secretary. 

^hxeago,  Santa  Ff  and  Oalifomia  Railway 
Company. 

By  E.  P.  Ripley, 

Its  President. 

Attest:  [seal  J 

D.  L.  Gallup, 

Secretary. 

The  Aichiion,  Topeka  and  Santa  Fe  Maihcay 
Company. 

By  E.  P.  Ripley, 

Its  President. 

Attest:  [seal  J 

E.  Wilder, 

Secretary." 

RBPORT  IN  REFERENCE  TO  EXECUllON 
01^  AORBBHSNT  WITH  CHICAGO,  SANTA 
PB  AND  CALIFORNIA  RAILWAY  COM- 
PANY  FOR  SXCHANQB  OF  CERTAIN 
LANDS. 

The  Clerk  pretsented  and  read  a  report, 
^"ODsmitting  the  agreement  with  the 
licago,  Santa  Fe  and  California  Rail- 
ly  Company,  for  exchange  of  certain 
^8,  the  report  setting  forth  that  the 
me  has  heen  duly  executed  by  the  said 
^mpany,  and  also  by  the  President  and 
terk,  as  authorized  bj  the  Board  at  the 
leeting  held  November  23,  1898  (page 
i^  of  the  Proceedings),  and  a  duplicate 
>Vf  of  the  same,  duly  executed,  de- 
vered  to  said  company,  and  therefore 
!Oommending  that  said  agreement  be 
''nted  and  placed  on  file. 


By  unanimous  consent,  the  report  was 
ordered  received,  and  with  accompany- 
ing agreement,  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT : 

"Chicago,  January  21, 1899. 

To  the  Honorable,  phe  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen  —  I  transmit  herewith  the 
agreement  dated  November  30,  189S,  between 
the  Sanitary  District  of  Chicaj^o  and  the  Chi- 
cago, Santa  Fe  &  California  Railway  Com- 
pany for  exchange  of  certain  lands  owned  by 
the  district  for  certain  lands  owned  by  said 
railway  company,  the  said  agreement  haying 
been  duly  executed  by  the  said  company  and 
also  by  your  President  and  Clerk,  as  author- 
ized by  your  Honorable  Body  at  the  meeting 
held  November  33,  181*8  (page  5273  of  the 
Proceedings),  and  a  duplicate  copy  of  the 
same,  duly  executed,  delivered  to  said  com- 
pany, and  I  therefore  recommend  that  the 
said  agreement  be  printed  and  placed  on  file. 

Respectfully  submitted, 

(Signed)  Joseph  P.  Haas, 

Clerk.'' 


Tlie  following  is 

THE  AGREEMENT: 

''This  Aokeembnt,  Made  and  entered  into 
this  30th  day  of  November,  189S,  by  and  be- 
tween the  Sanitary  District  of  Chicago,  party 
of  the  first  part,  and  the  Chicago,  Santa  Fe 
and  California  Railway  Company,  party  of 
the  second  part, 

Witnesseth,  That, 

WuEREAS,  The  Chicago,  Santa  Fe  and 
California  Railway  Company  owns  certain 
lands  in  the  southwest  quarter  {^4)  of  Sec- 
tion thirty-four  (34),  Township  thirty-six 
(36)  North,  Range  ten  (10),  East  of  the 
Third  Principal  Meridian,  also  certain  lands 
In  Sections  three  (3)  and  four  (4),  Township 
thirty-five  ('M))  North,  Range  ten  (10),  East 
of  the  Third  Principal  Meridian,  all  in  Will 
County,  Illinois;  and, 

WuEREArt,  The  Sanitary  District  of  Chi- 
cago requires  for  its  uses  a  tract  or  portion  of 
the  lands  so  owned  by  said  railway  company, 
aggregating  seventy-seven  (77)  acres,  more 
or  less,  and  particularly  described  as  follows, 
to-wit: 


Jannsry  35,J  5. 

All  that  part  mf  tbe  new  rlf^bt  of  waj  ot  tbe 
Chfcflffo,  Santa  Pa  and  CaLitornla  Railway 
lying  In  the  southwest  qu»rt«r  (<4)  of  Section 
thlrtj-foup  (84),  Townahlp  thlrty-sii  (36) 
Honh,  Ran^a  ton  (10),  east  of  the  Third 
Principal  Meridian. 

Also  all  that  part  of  Lots  live  (5),  six  (6) 
BDd  seven  (T),  Asseesot^'  SutidirlEloa  ol  Sec- 
tion three  (»),  Township  thlnj-flTe  (35) 
Nartli,  Ranee  ten  (10),  East  nf  the  Third 
Principal  Mb  rid  ian,  Ijing  east  of  the  westerly 
right  of  way  line  ot  the  new  right  of  way  of 
tbe  Chicago,  Santa  Fe  and  California  Hail- 
Way,  eicepting  therefrom  so  much  as  Ilea 
east  of  a  tine  parallel  to  and  three  hundred 
<S00)  feet  distant  In  a  westerly  direction, 
from  the  westerly  reserve  line  ol  the  Illinois 
and  Michigan  Capal  measured  at  right 
angles. 

Also  all  that  part  of  Lot  seven  (T) ,  Asses 
BBra'  Subdivision  of  Section  four  (4),  Town- 
ship thlrty-flve  (35)  North,  Range  ten  (ID), 
Eaal  of  the  Third  Principal  Meridian,  lying 
•ast  of  the  westerly  right  of  way  of  the 
new  right  of  way  of  the  Chicago,  Santa  Fe 
and  California  Railway. 

Also  the  east  one  hundred  (100)  feet  ot  Lot 
eight  (8) ,  Assessors'  Subdivision  of  Section 
l»ur  (4),  Township  thlrty-flve  (35)  North, 
Range  tan  (10),  East  of  the  Third  Principal 
Meridian. 

Also  all  that  part  of  Lot  nine  (It),  Assea- 
Sttra'  SutidlviBlon  o[  Section  four  (4),  Town- 
ship thirty-flve  (35)  North.  Range  ten  (10), 
Eaatot  tbe  Third  Principal  Meridian,  lying 
east  of  the  westerly  right  af  way  line  of  tbe 
new  right  ot  way  at  tbe  Chicago,  Santa  Fe  & 
California  EUllway. 

Also  all  Ibat  part  of  the  east  part  ef  Lot 
tan  (10),  Assessors'  Subdivision  of  Section 
loar  (4),  Township  thirty-flve  (35)  North, 
Range  ten  (10),  East  of  the  Third  Principal 
Meridian,  lying  west  of  a  lino  described  as 
follows : 

Beginning  at  the  inlcrsection  of  the  north 
line  of  Section  three  (3),  Township  thirty- 
flve  (35)  North,  Range  ten  (tO|,  East  •{  Ihe 
Third  Principal  Meridian,  and  a  line  parallel 
to  and  three  hundred  (300)  feet  distant  from 
the  westerly  reserve  line  of  Che  Illinois  and 
Michigan  Canal,  measured  at  right  angles; 
thence  running  southwesterly  along  said 
parallel  Una  to  a  point  two  hundred  and 
eighty-seven  (387)  feet  south  of  the  intersee- 
lon  ot  said  parallel  line  with  the  west  line  ot 
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said  Section  three  (3j  to  a  point  at  curve; 
thence  rHunlng  on  a  curve  to  the  left,  said 
curve  having  a  radlua  of  oao  Ihansand  twa 
hundred  sevenly-fonr  (1,274)  feet,  to  Its  In- 
terseclion  with  tbe  westerly  reserve  line  of 
the  Illinois  and  Mlcbi^n  Canal. 

Also  Lots  one  (1),  two  ('J),  three  (3),  four 
(4),  five  (5)  and  six  (0)  o'  Levy  Uoty'a  Sub- 
divisions ot  part  of  south  half  (J-;)  »f  south 
halt  (>i)  ot  Section  tour  (4),  Township 
thirty-five  (36)  North,  Hange  ten  (10),  East 
ot  the  Third  Principal  Meridian  ;  said  above 
described  lands  are  more  particularly  shown 
on  Eihiblt  "A"  and  colorud  red  thereoa. 

Whereas,  The  said  railway  company  de- 
sires for  Its  usea  certain  lands  hereinafter 
described  tielonglng  to  the  Sanitary  District 
of  Chicago,  as  well  as  ti,  atquire  other  rig-hts 
herein  stated: 

It  Is  therefore  mutunlly  covenanted  and 
agreed  by  and  between  the  said  parties  oa 
follows : 

1.  The  party  of  the  second  part  shall, 
wllblnsli  months  after  tlte  execution  of  this 
agreement,  convey  to  llie  party  ot  tlie  first 
part  by  good  and  anfflcient  deed,  witb  cove- 
nants of  general  warranty  and  with  a  ruleaee 
from  theBoBtoQ  Sate  Deposit  and  Trust  Com- 
pany as  trustee  under  a  certain  mortgage 
made  by  tbe  party  ot  the  second  part,  dated 
January  1st,  1887,  the  triLcts  of  land  horeio- 
before  particularly  destrloed  as  being  re- 
quired for  the  usej  of  the  said  Sanitary  Oia- 
trlet. 

2.  The  party  ot  the  tlml  part  shall,  at  tbe 
same  time  and  upon  the  delivery  ol  the  (ieod 
or  conveyance  af  tbe  piirty  ot  tbe  second  part 
herelabefore  referred  to,  deliver  10  the  parly 
of  the  second  part  a  good  and  suQicleDt  deed 
of  conveyance  with  tovenants  of  gBBeral 
warranty  and  upon  the  consideration  ot  the 
said  conveyance  by  the  said  parly  ot  the 
second  part  hereinbefore  referred  to,  convey- 
ing to  said  party  ot  the  second   part  twenty- 

southwest  quarter  (ii)  ot  Section  thirty-four 
(34),  Township  tbirty-ali  (HG)  North,  Ran^ 
ten  (10)  Eastot  tbe  Third  Principal  Meridian, 
and  in  the  west  halt  (}  , )  ul  Section  three  (3) , 
Township  thirty-live  (3,Tj  North,  Range  tan 
(10)  Eastol  the  Third  Principal  Meridlaa  in 
Will  County,  Illinsls,  described  as  followa. 
to- wit: 
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Joliet  and  Eastern   Railway    and  tbe  west- 
erly right  of  way  line  of  the  present  loca- 
tion of  the  C^icat^o,  Santa  Fe   and    Cali- 
fornia   Railway;    thence     mnninfi:     south- 
easterly along  said  westerly  right  of   way 
line  to  its  intersection    with    the    westerly 
reserve  line  of  the   Illinois  and    Michigan 
Canal;  thence  running  southwesterly  along 
said  westerly  reserve  line  to  its  intersection 
with  the  center  thread  of  the  Main  Channel 
of  the  Desplaines   River;    thence  running 
oortherly  along  said  center  thread  to  its  in- 
tenactien  with  a  line  parallel  to  and  three 
honored  (300)  feet  distant  in  a  westerly  dlrec- 
titn  from  the  westerly  reserve  line  of  the 
niJoois  &  Michigan  Canal,  measured  at  right 
angles;  thence  running  northeasterly  along 
said  parallel  line  to  its  intersection  with  the 
eeoter  thread  of  tbe  West  Channel  of  the  Des- 
plaines River ;  thence  running  northeasterly 
along  said  center  thread  of  said  West  Channel 
to  its  junction  with  the  center  thread  of  the 
East  Channel    of    the    Desplaines    River; 
thence   running    northwesterly    along     the 
center  thread  of  the  Desplaines   River    to 
its  intersection  with  a  line  parallel  to  and 
three   hundred    (800)     feet     distant     in    a 
westerly  airection  from  the  westerly  reserve 
line  of  tbe  Illinois   and   Michigan  Canal; 
thence  running  northeasterly  along  said  par- 
allel line  to  its  intersection  with  the  north 
line  of  Section  three  (8),  Township  thirty- 
fire  (85)  North.  Range  ten   (10)  east  of  the 
Third  Principal   Meridian;   thence  running 
northerly  to   the   point  of  beginning,  said 
tract  of  land  containing  twenty-three   (28) 
■cres  more   or   less.    The  above  described 
property  is  shown  on  Exhibit  ^'A"  and  col- 
ored yellow  thereon. 

8.   8aid  party  of  the  first  part  shall,  upon 
the  execution  of    this    agreement  and    be- 
fore tbe  delivery  of  the  conveyances  herein 
provided    for,    have    tbe     right    to    enter 
apon  tbe   lands  to  be   conveyed,  as   here- 
lobefore  provided,  to  it  by  tbe  said  party  of 
the  second  part,  and  to  use  occupy  and  en- 
^  tbe  same  and  proceed  with  tbe  construc- 
oa  of  its  woric  thereon,  and   said  party  of 
le  second  part  shall  have  the  right  to  enter 
>on,  use,  occupy  and  enjoy  tbe  premises  in 
8  agreement  hereinbefore  described  to  be 
aveyed  to  it  by  the  said  party  of  the  first 
art  and  make  such  improvements  thereon  as 
'  may  desire. 

4.  Tbe  party  of  the  first  part  shall  cause, 
itb  all  convenient  dispatch,  the  land  so  to 
e  eosTcyed  by  it  as  aforesaid,  as  well  as  all 


the  lands  retained  by  the  said  party  of  the 
second  part  in  Sections  three  (3)  and  four 
(4),  Township  thirty-five  (a5)  North,  Range 
ten  (10),  east  of  the  Third  Principal  Me- 
ridian, in  said  Will  County,  which 
said  retained  lands  are  colored  brown 
on  said  Exhibit  **A"  hereto  attached, 
to  be  filled  with  material  taken 
from  the  Channel  which  the  said  party  .of  the 
first  part  is  about  to  excavate  or  cause  to  be 
excavated,  so  far  as  the  said  excavation  may 
go  towards  making  said  fill  and  no  more,  to 
the  height  shown  upon  the  profile  forming  a 
part  of  the  map  showing  the  properties 
covered  by  this  contract  and  marked  Exhibit 
"A,"  hereto  attached. 

5.  The  said  party  of  the  first  part  shall 
and  hereby  does  confirm  and  recognize  the 
validity  of  a  certain  contract  entered  into  be- 
tween said  Chicago,  Santa  Fe  and  California 
Railway  Company  and  the  State  Board  of 
Canal  Commissioners  for  tbe  Illinois  and 
Michigan  Canal,  by  which  said  Chicago, 
Santa  Fe  and  California  Railway  Company  is 
permitted  to  cross  the  basin  of  said  Illinois 
and  Michigan  Canal  in  the  City  of  Joliet, 
near  the  Intersections  of  Sections  three  (B) , 
four  (4),  nine  (9)  and  ten  (10),  Township 
thirty-five  (35)  North,  Range  ten  (10)  East 
of  the  Third  Principal  Meridian,  and  more 
particularly  shown  on  Exhibit  '*  B,"  hereto- 
attached,  said  Exhibit  ''B^'  being  attached  to 
and  forming  a  part  of  this  agreement;  and, 

Whereas,  Said  party  of  the  first  part  con- 
templates tbe  deepening  of  the  canal  basin 
where  said  basin  will  be  crossed  by  the 
bridge  of  the  Chicago,  Santa  Fe  and  Califor-^ 
nia  Railway  Company,  near  the  intersections 
of  Sections  three  (3),  four  (4).  nine  (9  and 
ten  (10),  aforesaid;  and, 

It  is  therefore  further  mutually  understood 
and  agreed  that  said  party  of  the  second  part,, 
or  the  Atchison,  Topeka  and  Santa  Fe  Railway 
Company  for  it,  shall  have  and  is  hereby  given 
the  right  to  enter  upon  said  Channel  when 
the  same  Is  drained,  or  the  water  pumped  out 
of  the  coffer  dams  therein  by  said  party  of 
the  first  part  or  contractors  under  it,  if  the 
same  Is  so  drained  or  pumped  out,  but  said 
party  of  the  first  part  is  not  bound  thereby  to 
drain  or  pump  out  said  Channel,  and  said  party 
of  the  second  part,  or  said  The  Atchison,  To- 
peka and  Santa  Fe  Railway  Company  for  it. 
may  thereupon  place  and  construct  therein  or 
thereon  the  necessary  piers  and  abutments 
for  said  bridges  to  be  constructed  by  the 
party  of  the  second  part ;  provided,  however. 
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tbac  the  work  of  plHCtn^  Hiiii  oonstructing 
said  pien  and  Bbutmeiits  shall  be  so  c&rried 
UD  as  not  to  unnecef^sarilj  interfore  wilb  ttae 
work  of  decpanlnjr  said  tbimiiel  and  provkied 
tlie  )^ame  sball  be  done  under  tbe  dirtction  of 
theChler  En;;lneeror  the  ourty  of  Ihe  firs: 

Thii  A'jrfmtnt.  anil  all  the  prOTlslona 
tbprcof.  shall  be  binding  upon  and  sball 
Inure  In  favor  of  and  maj'  be  enforced  in  the 
name  of  the  successors  and  asslans  of  the 
respective  parties  hereto. 

/>•  iri(w-H  HVifiwj',  The  parties  hereto  have 
cauied  these  pro^enis  aad  a  duplioutc.  tbereuf 
t»  be  sUnei  bj  tholr  respective  Presidents 
and  tbelr  respective  corporate  seale  to  bo 
affixed  and  to  be  attesteJ  by  the  Clerk  uf  tbe  | 
Krat  party  and  the  Secretnrv  of  tbe  second 
part;,  the  da;  and  year  Drat  aljove  written. 

fi'initanf  I>iilricl  oJVItkngo. 
(Signetl)        By  Wjj.i.iam  Boldenweck, 

P  res  Idem. 
Attest:  [SEAL] 

jAit.  Rbduick. 

Clerk, 
Hhicigo,  Santa  Ff  rmd  CaHfon.!a  liy.  Co.. 
Bj  E.  P.  RiPi.ET, 
Presliiont. 
Attest:  [3Bil,l 


PAYMBNT  ON  ACCOUNT  OP  CLAIMS  OF 
CONTRACTORS  FOR  SECTION  17  FOH 
LOSS  AND  DAHAQB. 

The  Clerh  preBented  and  read  &  report 
from  the  Chief  Engineer,  transmittinfc  a 
copy  of  findings  and  award  in  adJuHt- 
ment  and  settlement  of  claims  of  Held- 
maier  &.  Neu,  contTBctora  for  Sectioa  17, 
for  loaa  and  damage  to  them,  arising  out 
of  their  contract  with  thia  District  prior 
to  date  of  settlement,  and  ashing  ap- 
proval of  Ihe  Board  as  to  payment  of 
$10,000  in  accordance  with  said  award. 

Mr,  Kellj,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  received, 
printed  and  placed  on  file,  and  the  re- 
quest of  the  Chief  Engineer  concurred  in. 

On  roll'call  tlie  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carler, 
Kelly  and  Wenter— Hve.  NnvH— none. 
Excused  and  not  voting,  Mr.  Eckhart — 
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"CmOAOO,  Janaary  35,  mW. 
To  Ihe  BimarabU,  the  Board  of  Truslirs  <if  Ihe 
Sanitary  DUtrict  of  Chicago: 

Gbntlkhrn—I  transmit  lierewitii  a 
copy  of  my  findings  and  nward,  adjust- 
ing and  settling  in  full,  the  claims  of 
Held  maier  &  Neu.  contractnrH  tor  Sec- 
tion No.  17,  for  lo«9  and  damage  to  them 
arising  or  growing  out  of  their  contrHct 
with  this  Di.Htrict,  prior  tu  the  data  of 
said  settlement. 

In  accordance  with  the  terms  of  aaid 
award,  I  transmit  herewith  a  voucher 
calling  for  the  first  pafment  of  flU,- 
000.00,  which  I  ssk  you  to  approve  and 
order  paid. 

Respectfully  submitted, 
(Binned)  IsbilM  EtisnoLPH, 


Clu.f  E.,3i»en 


(Two  encloBUres.) 


REPORT  IN  KEFERESCE  Tu  HKLEASE  OF 
BOND  ON  CONTRACT  FOS  SI-PKriSTRPCT- 
URE  OF  A.,  T.  &  8.  F,  HKIUOE  KHAR 
EAST  END  OF  SECTION  0, 

The  Clerk  presented  and  read  a  report 
from  the  Chief  Engineer,  transmitting  a 
communication  from  the  Carnegie  Steet 
(.^impany.  Limited,  oontrautors  for  the 
superstructure  of  the  A.,  T.  &,  S.  F.  Ev. 
Bridge  near  east  end  of  Section  O,  aslc- 
ing  that  their  bond  on  contract  for  said 
work  be  released. 

By  unanimous  consent  the  report  and 
accompanying  communication  was  re- 
ferred to  the  Committeeon  Engiaeering. 

The  following  is 

THE 
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GeNTLEMEN— I  transmit  herewith  n 
communication  under  date  i)l'  January 
10th  from  the  Carnegie  Steel  Company, 
Limited,  asking  for  a  rel>-H.'<e  of  bonil 
given  for  performance  of  cuntraot  for 
railroad  bridge  crosaing  our  Main  Clian- 
nel  on  Section  G.  Final  ewlimatf  liae 
not  yel   been  returned  for  tliia  bridge. 
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Respectfully  aubmitted,    ■ 
(Sigced)  IsHAii  Randolph, 

C'Aie/  Engineer." 
(Twoenoloanrea.) 

HEFORT  IN  REFERENCE  TO  CLAIM  OF  K. 
S.  SEED  FOB  LIEN  AGAIXfT  DONALD 
FEASEI^ 

On  behnlf  of  Lhe  CommitI«e  od  Ju- 
diciary. Mr.  EcbhuTt  preset) ted  and  the 
Clerk  read  a  report  from  that  Committee 
LQ  reference  to  and  acoompunied  by  a 
coramunication  from  E.  S.  R<!ed  making 
cUim  to  the  amount  of  |24i)  80  for  lien 
agBinst Donald Fraaer,  thy  leport  being 
>(Campaiiied  liy  a  report  friim  the  Af 
torney  to  the  Committee  in  reference  t 
the  matter,  end  recommend iiig  that  said 
claim  iw  disallowed  and  thai  the  com- 
munication and  opinion  of  the  Attornev 
accompanying  it  be  placed  on  file  witn 
Ibe  Clerk. 

Mr.  Kplly,  seconded  by  Mr.  Eokfaart, 
moved  that  the  report  be  received  and 
[he  recommendations  contained  therein 

(XmcuTTed  in. 
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that  the  communication  herein  above 
referred  to,  together  with  the  opinion  of 
the  Attorney  accompanying  it,  be  placed 
on  file  with  the  Clerk  of  the  District. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhabt, 

J,  C.  Bbades, 

Thou  AS  Eklly, 

Committee  oii  Judiciary." 

REPORT  IN  RBFUKENCE  TO  RBQDiaiTION 
NO.  B91  for;  engineering  DEPART- 
MENT. 

On  behalf  of  the  Committee  on  Engi- 
neering, Mr.  Jones  presented  and  the 
Cleric  read  a  report  from  that  Cominlt- 
tee  with  reference  to  and  Bcnompanied 
by  requisition  No.  591  for  Engineering 
Department,  amounting  to  I39B.7S,  pre- 
sented and  referred  to  that  Committee  at 
the  meeting  held  January  18,  1899  (page 
5429  of  the  Proceedings),  the  report  rec- 
ommending that  the  said  requisition  t>e 
allowed. 

Hr.  Kelly,  seconded  by  Ur.  Carter, 
moved  that  the  report  be  received  and 
the  recommendations  oontaised  therein 
concurred  in. 

On  roll-call  the  vote  etood:  Teas— 
Hessrs,  Boldenweck,  Brad  en,  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter— 
en.    Nay  a — none. 


The  following  is 


Gentlemen— Tour  Committee  on  Ju- 
diciary desirea  herewith   to  report  that 
in  the  matter  of  the  claim  |>reaented  by 
one  B.  3.  Beed  to  the  Clerk  of  the  Sani- 
tary DiHtrict  for  lien  upon  the  fund,  if 
any,   doe  or    to    become    liue    Donald 
Fruger.  an  empt<>ye   of   the  District,  the 
"animitlee   hus  caused   the  Attorney  to 
veatigiite  the  status  of  H»id  claim  and 
port  to  the  Committee  as  to  the  legality 
'ereot.    That  the  Attorney  of  the  Drs- 
'rl  has  advised  the  Committee   that  in 
8  opinion   tbe  claim  specified   in  said 
intmunication  to  the  Clerk  is  not  a  lien 
IMuanyof   the  funds  in   the  bands   of 
!■' Sanitary  District  which  may  lie  due 
uJ  yai  nble  to  tbe  said  Donald  Fraser. 
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Sanitary  Diitrlct  of  Chicago: 

Gentlemen— Your  Committee  on  En- 
gineeriug,  to  whom  was  referred  at  the 
meeting  of  the  Board  of  Trustees  of 
January  18,  I8B9  (pnge  5439  of  the  Pro- 
ceedings), the  requisition  from  the  Chief 
Engineer  of  the  District  for  quarterly 
supplies  for  the  Engineering  Department 
for  the  quarter  ending  March  31, 13911,  in 
accordance  with  the  schedule  of  said 
supplies  appended  to  said  requisition  and 
transmitted  therewith,  desires  herewith 
to  report  that  the  Committee  has  care- 
fully examined  said  requisition  of  the 
list  of  supplies  asked  for  by  said  depart- 


ipFctfuirj  sulimitti'd, 
Jos.  C.  Bkadrn. 
Z.  R.  Cahteh. 

B.  A.  ECKHAUT. 

TnoKAS  Kur.LT, 
Prank   We.nteh, 

Wll.  BOLIIBN'WECI 
Comfnillte  on  Jiiiginftriu 


(Oae  enclosure.) 


RKPORT  IN  RBPBRENCE  TO  AGRBBMEa^T 
WITH  THE  JOLIBT  RAILROAD  COMPANY 
FOR  CROSSING  TBB  DBS?LAIN£S  RIVER 
AT  JEFFBRSON  STREBT.  JOUBT. 

Od  behalf  of  the  Committee  on  Engi- 
neering, Mr.  Jones  presented,  and  the 
Clerk  read,  a  report  from  that  Commit- 
tee with  reference  to  and  accompanied 
by  form  of  propoBed  Hgreement  in  dupli- 
cate with  the  Joliet  ^ilruad  Company 
in  regard  to  the  matter  of  afFording  a 
temporary  croeaing  of  the  Desplainee 
River  at  Jefferaoa  street,  in  the  City  of 
Joliet,  for  the  tracka  of  said  company, 
the  report  recommending  that  the  PreBi- 
dent  and  Clerk  be  anlhonzed  and  di- 
rected to  execute  said  agreement  in 
duplicate  and  deliver  one  ot  the  aaid 
agreements  to  said  company  upon  the 
execution  by  said  company  oF  the  otiier 
agreement,  the  report  also  being  accom- 
panied by  reports  from  the  Attorney  to 
the  Committee  in  reference  to  said  mat- 
ter. 

Hr.  Kelly,  seconded  by  Ur.  Jonee, 
moved  that  the  report  l>e  received  and 
the  recommendations  contained  therein 


On  roll-call  the  vote  stood:  Teas — 
Mesers.  Bold  en  week,  Braden,  Carter, 
Eckhart.  Jones,  Kelly,  and  Wenter — 
seven.     Nays — ^uone. 


THE  REPORT: 

"CmcAQO,  January  S8, 18S9. 

To  the  Honorable,  the  Board  of  Tratteeg 
of  the  Sanitaru  IHstrlct  of  Chicago: 
Gehtlembn — Your  Committee  i 

gineering  has   had  under 


>Dsideration, 


il89B 
iny,  the  I 


with  the  Joliet  Railroad  Company,  the 
matter  of  aSordinga  temporary  cruBsing 
of  the  Desplainea  River  at  JeSerson 
street,  in  the  City  of  JolJot,  tor  the  tracks 
of  the  said  railroad  company  during  the 
time  that  the  Sanitary  District  in  con- 
atructing  a  new  bridge  at  Jefferson 
street,  and  after  a  full  consideration  of 
the  matter,  has  reached  an  afrreeinent 
with  said  Joliet  Railroad  Comjiany  and 
has  drafted  a  contract  embodying  the 
terms  of  the  agreement  which  is  hereto 
fttt&ched. 

Your  Committee,  therefore,  recom- 
mends that  the  President  and  Clerk  ba 
authorized  and  directed  to  exfL-ute  for 
and  on  behalf  of  the  Sanitary  District  of 
Chicago,  in  duplicate,  the  agreement  in 
form  hereto  attached  and  deliver  to  said 
Joliet  Railroad  Company  one  of  said 
agreements  upon  the  execution  by  Haid 
Joliet  Railroad  C)ompany  of  the  other 
agreement  by  its  proper  officers. 
Reapectfully  submitted. 


(Signed) 


Jos.  C.  Ba*riBN, 
Z.  R.  Carteii. 
Thomas  KBLi.r, 

B.  A.  EcKDAHr. 

Phase  Wemtkr, 

Wm.  Boldenweck, 

miller  OH  KiiglHeerlng." 


COMMUNICATION  IN  REPEBBNCE  TO  RE- 
LEASE OP  BOND  OF  QAHAN  &  Bl'RNB 
ON  CONTRACT  FOR  S; 

The  Clerk  presented  a  c 

from  Messrs.  Oahan  &  Byrne  in  reference 
to  the  release  of  Iheir  bond  on  contract 
for  Section  F,  which,  on  motion  of  Mr. 
Wenter,  seconded  by  Mr.  Kelly,  was,  by 
a  unanimous  vote,  referred  to  the  Com- 
mittee on  Finance  with  power  to  act. 


Mr.  Eokhart,  seconded  by  Ur,  Wenter, 
moved  that  the  Saturday  meetings  of  the 
Board  of  Trustees  be  discontinued. 


CONSIDERATION  OP  ROLE  1  OF  BULBS  OF 

Mr.  Jones,  seconded  by  Ur.  Braden, 
moved  that  the  Committee  on  Rules  be 
directed    to    take    under    consideration 


Rote  I  of  the  Ralea  oF  Order  and  confer 

n-ith  s|]  the  mi-inbprs  of  the  Board  aa  to 
itttliest  aolution  and  report  at  the  next 
meeting  of  the  Board. 


ADJOURNMENT. 


^^0.:.^  -;^?<.- 
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PROCEEDINGS 

Board    of  Trustees 

—OF  THB— 

Sanitary  District  of  Chicago. 


FEBRUARY  1.  1899. 


OFFICIAL   RECORD 

MtiOid  ^  aulAorUv  of  tJu  Beard qf  TraHtt*<4 
Ou  SanUary  Diilrlel  of  CMcage. 

REGULAR  MEETING. 

The  roar  hondred  and  twflnty-flfth 
regular  meeting  of  Ihe  Board  of  TruateeB 
of  the  Sanitary  Diatrict  of  Chicago  was 
held  in  the  roomB  of  the  Board,  Securitj 


On  roll-call  Heesrs.  Boldenweck,  Bra- 
den,  Carter,  Uokhart,  Jones,  Uallette, 
and  Wetit«i— «even  m«mben,  were  pree- 


•  VOUCHERS. 

TheClirlt  preiented  the  loUowlDgToacheTB: 


iIliiMiiDg  Dapirtment  (Chief  Enjtineer's  Roll,  January,  1899) C      841  87 

l^swrlne  Department  (DirlBJon  of  Conitmctloa  Roll.  January,  1S90)     M72  BS 
innHrlnir  Departmeat  (Division  at  Drattin?  and  DnsignluK  Boll, 
Jinuarj,  1S90) 1,687  88 

ai:tDtenas  Departmint  (DItIsIod  at  Record!  RoU.  Jacuarr,  1899) ....        6SS  00 
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Clerical  Dapttrtoiant  (Clark's  Koll,  Janaary.  1899) * 

Law  DeparlmcDt  (AUomey's  Roll,  January,  18911) ^i   1.4SS  34 

Law  DBparlmeot  (Jollet  Roll,  Jaautry,  ls99) if-S  31 

Treasury  Deptrtment  (Treasurer's  Roll,  Jinuary,  189U) 

General  Account  (General  Roll,  January' 1899] 9       BU  OU 

General  Account  (Trustees'  Roll,  J*nuary,  l$91t) a.333  33 

Police  Department  (Marabal'a  Roll,  January,  1899) 

Maintenance  Account  ( Pum pi oe- Plant  Roll.  January,  1S99) 

Total 

Jobn  8.  Runnela  (aeTTlces.  General  Counsel,  January,  1899) i 

COSaTBCOIlOS   *CCOC7)T, 

Gahao  &  Byrne  (Ssctloo  G— Santa  Fe  roadbed) t     1L7  (H 

Hayea  Bros.,  et  al.  (Section  N-^ralns) 1,141  91 

UcMahon  &  Montgomery  Company,  et  ti,  (Section  O — Southwest  Bou- 
levard Bridge) , . 236  20 

Lydea  &  Drewa  Company  (coffer  dam) 2,810  10 

C.  L.  Str»bel  {Willow  Springs  Hignway  Bridge) 8,994  00 

The  Carnegi*  Steel  Company,  Limited  (Section  8— Santa  Fe  Bridge, . . .   4.i,7ll  00 

Chicago  Crushed  Stone  Company  (grading  Kediie  Avtnue) . , 302  94 

Jthn  Ries  (Kouthwust  Boulevard  Bridge  approach) 191  73 


•To  be  paid  by 


wttblnterestoouponeattaeheil.drewnaKalnstthuTazIieTy  luTl 


Mr.  Carter,  seconded  by  Hr.  Wenter, 
moved  that  the  votichers,  ae  read  and 
ehown  above,  be  approved  and  ordered 
paid. 

On  rolI'Call  the  vote  atood:  Yeas — 
Ueaere.  Boldenweok.  Braden,  Garter, 
Bckhart,  Jones,  HalletCe  and  Wester — 
seven.    NajB — none. 

UpoD  thtB  raeult  the  Prwident  de- 
clared the  motion  carried. 


The  President  presented  and  the  Clerk 
read  a  meeaage  in  reference  to  the  con- 
templated organization  of  a  sewage  dia- 
triot  within  the  Sanitary  Diatriot  north 
of  Eighty  seventh  and  south  of  Seventy- 
fifth  street,  and  recommending  that 
Btepa  be  taken  by  the  Board  to  confer 
with  the  authorities  of  the  City  of  Chi- 
cago in  reference  to  an  outlet  for  the 
same. 

Hr.  Jones,  seconded  by  Mr.  E!ckhart, 
moved  that  the  message  be  referred  to  a 
special  committee  of  three,  to  be  ap- 
pointed by  the  chairman,  which  sliall 
conduct  the  conferences  on  behalf  of  the 
District  and  report  back  to  the  Board. 


I    prevailed    uaanimously 
In   accordance  with  the   motion,  the 


The  following  is 


"Chicaqo,  Feh.  t,  1809. 

To  tlu  Sonorable,  t/ie  Board  of  Tmatees  of 
Ifle  Sanitary  DliMct  of  Chicago; 

Okntlembn— The  attention  of  the 
members  of  your  Honorable  Body  baa 
without  doubt  been  called  to  the  agita- 
tion now  taking  place  for  the  organiza- 
tion of  a  sewer  district  within  the  con- 
fines of  the  Sanitary  District  north  of 
Eighty- seventh  Street  and  south  of 
Seventy-fifth  Street,  to  take  in  all  the 
uneewered  portions  of  that  region  of  the 
city  and  to  find  a  common  outlet  through 
the  intercepting  sewer  system  and  the 
Thirty-ninth  Street  conduit  into  the 
Drainage  Canal. 

The  keen  interest  shown  by  the  resi- 
dents and  taxpayers  of  the  locality  af- 
fected, who  for  seven  years  have  anan- 
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ally  paid  their  taxes  for  the  construction 
of  the  Drainage  Canal  and  the  purifica- 
tion of  the  water  supply  and  who  are 
now  threatened  to  be  deprived  of  the 
early  benefit  of  these  objects,  makes  it 
incumbent  upon  U6  to  exert  every  pos- 
Bible  power  at  our  legitimate  and  legal 
command  to  afford  relief  in  the  way  of 
an  outlet  for  the  sewage  district  pro- 
posed in  this  territory.    The  City  of  Chi- 
cago has  now  perfected  adequate  inter- 
cepting sewer  plans  for  the  drainage  of 
all  territory  in  the  southern  portion  of 
the  city  as  far   south  as  Seventy-third 
street,  but  the  territory  south  of   Sev- 
enty-fifth street  and   north  of  Eighty- 
seventh  street  not  having  been  yet  or- 
ganized into   a  sewer  district,  no  pro- 
vision has  been  made  for  its  relief.    I 
think  the  members  of  your  Honorable 
Body  will  agree  with  me  that  every  ef- 
fort should  be  exerted  by  us  to'secure,  at 
the  earliest  possible  date,  full  relief  and 
benefit  for  that  portion  of  the  Sanitary 
District  in  the  matter  of  drainage;  and 
your  Honorable  Body  having  been  equal- 
ly emphatic  in  its  position  that  no  more 
sewers  should  be  constructed  to  empty 
directly  or  indirectly  into  Lake  Michigan 
—the  source  of  our  water  supply— the 
only  relief  that  can  possibly  be  afforded 
the  territory  in  this  proposed  sewage  dis- 
trict is  one  which  will  give  it  an  outlet 
through  the  intercepting  sewer  system 
from    Seventy-third    Street     north   to 
Thirty-ninth,  and  west  from  the  Thirty- 
ninth  Street  conduit  into  the  Chicago 
River  and  the  Drainage  Canal.    To  make 
this  effective  additional  expense  upon 
the  Sanitary  District  may  possibly  be  in- 
volved in  the  erection  and  maintenance 
of  additional  or  enlarged  pumping  works 
and  pumping  machinery  at  Thirty-ninth 
Street  conduit  to  lift  the  additional  flow 
of  sewage  and  water  coming  from  the 
territory   south   of    Seventy- fifth     and 
north  of  Eighty-seventh  and  not  con- 
templated in  our  present   proposed  ar- 
rangement with  the  City  of  Chicago. 

I  therefore  recommend  that  immediate 

steps  be  taken  by  your  Honorable  Body 

to  confer  with  the  proper  authorities  of 

the  City  of  Chicago  to  the  end  that  some 

licable  solution  between  the  Sanitary 

strict,  the  City  of  Chicago,  and  the 

jTritory  affected  by  the  proposed  sewage 

Istrict  may  be  reached  at  an  early  date. 

Bespectfully  submitted, 
ligned)       Wiluam  Boldenweck, 

RKQinSITION. 

The  Clerk  presented  the  following  re- 
*uaition: 


No.  837,  Law  Department  (elec- 
tric lights,  etc.) $15  75 

Mr.  Jones,  seconded  by  Mr.  Braden, 
moved  that  requisition  No.  827,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden  Carter, 
Eckhart,  Jones,  Mallette,  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

WBBKLY  RBPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  Januaiy 
28,  1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and- 
placed  on  file. 

The  following  is 

THE  REPORT : 

"Chioaoo,  February  1,  1899. 

To  the  Honorable,  the  Board  of  Trusteed  of  the 
Sanitary  District  of  Chicago: 

Qentlemen— I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
January  28, 1899,  as  the  same  have  been 
reported  to  me: 

Engineering  department 77 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator 1 

Total  employes. 129 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerfc." 

report  in  reference  to  execution 
OP  supplemental  agreement  with 

CHICAGO    junction     RAILWAY     COM- 
PANY. 

The  Clerk  presented  and  read  a  report^ 
transmitting  the  supplemental  agree- 
ment, dated  January  11,  1899,  with  the 
Chicago  Junction  Railway  Company, 
successor  to  the  Union  Stock  Yard  and 
Transit  Company,  extending  the  time 
for  the  construction  of  a  movable  bridge 
until  November  14,  1899,  the  report  set- 
ting forth  that  the  said  supplemental 
agreement  has  been  duly  executed  by 
the  said  Chicago  Junction  RaUway  Com- 
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panr,  and  alao  b^  the  Pr«BideDt  and 
CSerk,  as  andioriEed  by  the  Board  at  the 
meeting  held  January  II,  1899  (page  S407 
of  the  Proceedings),  and  a  duplicate 
copy  of  same  delivered  to  aaid  Chicago 
Jnnction  Boilway  Company,  and  there- 
fore recommending  that  the  aaid  Hupple- 
mental  agreement  be  printed  and  placed 
on&le. 

By  nnantmona  oonsent,  the  report  waa 
ordered  received,  and  with  acoompany- 
ing  supplemental  agreement  printed  and 


Ing  suppli 


The  following  ia 

THE  aSPOBT: 

"CmCAOO.  February  1, 18M. 
To  IA*  BonorabU  Iht  Board  oj  TrvtUti  of  Ok 

Sanitary  Ditttict  of  Chicago: 

azNTLKMEN— 1  transmit  herewith  the 
supplemental  agreement  with  the  Chi- 
cago Jnnction  Railway  Company,  suc- 
cessor to  the  Union  Stock  Yard  &  Transit 
Company  of  Chioago,  datod  January  11, 
1899,  extending  the  time  for  the  con- 
struction of  a  movable  bridge  for  one 
year  from  the  dace  fixed  in  the  supple- 
mental agreement  of  April  17,  1897,  with 
the  Union  Stock  Yard  dt  Transit  Com- 
pany or  until  November  H,  1899,  the 
said  supplemental  agreement  of  January 
11,  1699,  having  been  duly  executed  bf 
the  Chioago  Junction  Railway  Company 
and  also  by  your  President  and  Clerk,  aa 
authorized  by  yonr  Honorable  Body  at 
the  meeting  held  January  U,  1899  (page 
5407  of  the  Proceedings),  and  a  duplicate 
copy  of  same,  duly  executed,  delivered 
to  llie  said  Chicago  Junction  Bailway 
Company;  and  I  therefore  recommebd 
that  the  said  supplemental  agreement  of 
January  II,  ItitH),  be  printed  and  placed 
on  file. 

Bespectfully  suhmitted, 
(Signed)  JosBPH  Y.  H&as, 

Clerk." 

(Accompanied  by  agreement.) 


The  following  is 

THE  etTPPLSHBNTAL  AORBBUENT: 

"Chicaqo,  Ul.,  January  11,  A.  D.  1899. 
By  mutual  agreement  Section  2  of  the 
■  I   hereby    amended 


that  the  time  within  w£ich  the  work 
covered  by  the  agreement  Schedule  A, 
and  the  supplemental  agreement  thereto, 
shall  be  and  Is  hereby  extended  until 
vember  14,  1899, 
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in  Witntas  Whereof,  The  parties  to 
tbe  said  supplemental  agreement  and 
aaid  Schedule  A.  have  can !»ed  this  instru- 
ment to  be  executed  by  their  duly 
authorised  offlcera,  and  their  corporate 
seals  to  be  hereto  attached,  the  day  and 
year  first  above  written, 
(aioaoo  Jdnotion  Railway  Company. 
(Successor  to  the  Union  Stock  Yard  & 

Transit  Company  of  Chicago.) 
(Signed)  By  J.  A.  Spooe, 

President. 
AttMt:    Chas,  D.  Hoybb,  [seal] 

Seeretarii. 
Sanitary  Distbktt  of  Chicaoo. 
By  Willi  AH  Boujesweck, 

PretidenU 
AttMt:    Joseph  F.  Haas^  [seal] 

Utefk." 

REPORT  IN  RBPBRENCB  TO  PARTIAL  PAY- 
UEHT      ON      CONTRACT     FOB     SlTPBIi- 

STRUCTURa  OP  C.  T.  T.  RY.  BRIOOK 
ACROSS  DKSPLAINES  KIVER  NBAS 
WEST  END  OF  SECTION  E. 

The  Clerk  presented  and  read  a  report 
from  the  Chief  Engineer  in  reference  to 
the  payment  of  $3,298.10  to  the  Wiscon- 
sin Bridge  &  Iron  Company  on  iheir 
contract  for  tbe  superstructure  for  tbe 
C.  T.  T.  Ey.  bridge  across  the  Etea- 
plaines  Biver  near  weet  end  of  Section 
B,  the  report  asking  that  the  Board 
order  payment  of  said  amount  on  ac- 
count of  material,  this  being  45  per 
cent  of  tbe  contract  price,  all  as  set 
forth  in  the  report. 

Ur,  Braden,  seconded  by  Mr.  Wenter, 
moved  tbat  the  report  be  received  and 
the  request  of  the  Chief  Bagiueer  con- 
curred in. 

On  roll-call  tbe  vote  stood:  Yeas— 
Messrs.  Boldenwecb,  Bcaden,  Carter, 
Eokhart,  Mallette  and  Wenter—siz. 
Nays— none.  Excused  and  not  voting — 
Mr.  Jones— one. 


The  following;  i* 

THE  REPORT: 

"February  lut,  1899. 
To  the  SoaorabU,  Iht  Board  of  Trnftea  of  the 
Saaitary  Dittrict  of  Chicago  : 
Qbhtleubn— The  Wisconsin   Bridge  Sc 
Iron  Co.  has  been  ready  for  some  time 
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past  to  deliver  the  superstruoture  of  the 
105-foot  span  which  they  have  undercon- 
tract  from  this  District  for  the  0.  T.  T. 
R?.  hridge  across  the  Desplaines  River. 
We  are  not  ready  to  receive  this  ma- 
terial and  they  ask  a  payment  on  ac- 
count. Ther  have  delivered  to  me  a 
bill  of  sale  for  this  material  and  I  ask 
Touto  order  payment  of  $8,398.10  on 
accoont  of  said  material,  this  being  45 
per  cent,  of  the  contract  price. 

BespectfuUy  submitted, 

ISHAM  Randolph, 

Chief  Sngitieer,^^ 

BBPORT  ON  COMMUNICATION  IN  REFER- 
SNCB  TO  RELEASE  OF  BOND  OF  QAHAN 
&  BYRNE  ON  CONTRACT  FOR  SEC- 
TION P. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read  a  report  f  rpm  the  Com- 
mittee on  Finance  in  regard  to  the  com- 
manication  from  Messrs.  Qahan  & 
Byrne  as  to  the  release  of  the  sureties  on 
their  bond  on  contract  for  Section  F, 
presented  and  referred  to  that  Com- 
mittee with  power  to  act,  at  the  meet- 
ing held  Jan.  95, 1890.  (page  5442  of  the 
Proceedings)  the  report  setting  forth 
that  the  Committee  has  decided  Uiat  the 
bonds  of  said  contractors  might  be  re- 
duced to  the  sum  of  $5,000.  without  lia- 
bili^  of  subsequent  loss  or  damage  to 
the  District  and  that  the  Committee  has 
further  determined  that  said  contractors 
liioald  be  required  to  present  to  the 
Gommittee  affidavits  setting  forth  that 
no  liability  exists  for  claims  of  any  kind 
or  nature  against  said  contractors  arising 
oat  of  claims  of  third  persons  for  personal 
injuries  or  damages  growing  out  of  the 
execution  of  said  contract. 

Mr.  Garter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  received  and 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckbart,  Jones,  Mallette  and  Wenter— 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  f olbwing  is 

THE  REPORT: 

"Chicago,  January  80, 1899. 

» the  JSonorable  the  Board  of  Trustees  of  the 
Saniiary  JHstriet  of  Chicago: 

Oemtlkmbn— Tour  Committee  on  Fi- 
ouiGd  to  whom  was  referred.with  power 
0  act,  at  the  meeting  of  the  Board  of 
Vostees  held  on  January  25, 1899  (page 
itt  of  the  Proceedings),  the  communi- 


cation of  Messrs. Gahan  &  Byrne,  former 
contractors  on  Section  F  of  the  Main 
Channel,  with  reference  to  the  release  of 
the  sureties  on  the  bond  of  said  contrac- 
tors, desires  herewith  to  report  that  the 
Committee,  after  careful  investigation 
of  the  status  of  the  work  upon  said  sec- 
tion, and  careful  inquiry  as  to  the  mat- 
ter of  claims  on  file  against  said  con- 
tractors on  said  section,  has  decided  that 
the  bonds  of  said  contractors  for  the 
work  upon  said  section  might  be  reduced 
to  the  sum  of  five  thousand  ($6,000.00) 
dollars,  without  liability  of  subsequent 
loss  or  damage  resulting  to  the  District 
thereby. 

The  Committee  has  further  deter- 
mined, however,  that  in  order  to  more 
completely  protect  the  interests  of  the 
District  in  the  premises,  that  the  con- 
tractors on  said  section  be  required  to 
present  to  the  Committee  individual  affi- 
davits, setting  forth  that  no  liability  ex- 
ists for  any  claims  of  whatsoever  kind 
or  nature  against  said  contractors  arising 
out  of  any  claims  by  third  persons  for 
personal  injuries  or  for  damages  against 
said  contractors  of  any  nature  whatso- 
ever arising  out  of  the  execution  of  said 
contract. 

Respectfully  submitted, 
(Signed)  Z.  B.  Carter, 

Chairman. 

b.  a.  eckhart. 
Frank  Wentbr, 
A^z.  J.  Jones, 

Committee  on  Finance.*^ 
(Two  enclosures.) 

REPORT  IN  RBFERBNCB  TO  CLAIM  OF  ED- 
WARD PAYETTE. 

On  behalf  of  the  Committee  on  Engi- 
neering, Mr.  Mallette  presented,  and  the 
Clerk  read,  a  report  from  that  Commit- 
tee in  reference  to  a  claim  of  Edward 
Payette,  growing  out  of  litigation  here- 
tofore pending,  the  report  recommend- 
ing that  the  District  pay  said  Payette 
the  sum  of  $200,  and  that  the  Attorney 
require  from  him  a  release  of  all  claims 
growing  out  of  said  litigation. 

Mr.  Mallette,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  received  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Mallette  and  Wenter — 
seven.    Nays — None. 

Upon  this  result  the  President  declared 
the  motion  carried. 


The  toUowIng  is 

THB  BEPORT: 

"ObicaOO,  February  1, 18ft9. 
ToAe  Honorable  tke  Board  of  Trustee) 
of  the  Sanitary  Dittrictof  Ohicaao: 
OBHTtKHBN— Yonr  Committee  on  En- 
gioeering  has  had  nndet  consideration 
the  claim  of  Edward  Payette  for  a  claim 
growing  out  o[  litigation  heretofore 
pending  between  him  and  the  District. 

After  very-  careful  oonaideration  of 
the  tqnities  in  the  matter,  yonr  Com- 
mittee respectfulij  recom  mends  that 
the  District  pay  to  said  Payette  the 
earn  of  two  hundred  dollars,  and  that 
the  Attorney  require  from  bim  a.  release 
in  full  for  all  claims  of  whatsoever  na- 
ture or  character  against  tlie  District 
growing  out  of  said  litigation. 
Respectfully  submitted, 
(Signed)  J.  P,  Mallbitb, 

J.  0.  Bbasbk, 
Z.  R.  Oartbb, 
b.  a.  eckhabt, 
Fba»k  Wbnter, 

ALEZ.  J.  JONBB, 

Wh.  Boldenweck, 


Commitlee  on  Enffintering.*^ 
tJ  AHKNDMKNT  TO  ROLES. 


Oa  behalf  of  the  Committee  on  Rules, 
Mr.  Jones  presented  a  report  in  reference 
to  the  consideration  of  Rule  1  of  the  Rules 
of  Order,  the  same  havlDg  been  referred 
to  that  Committee  at  the  meeting  held 
January  3-'j,  1869  {page  0413  of  the  Pro- 
ceedings), the  report  recommending  the 
amendment  of  Rule  1  of  the  Rules  of 
Order,  and  Rule  S  of  the  Rules,  as  set 
forth  in  the  report. 

By  unanimous  consent  the  report  was 
ordered  printed,  and  in  accordance  with 
the  Rules  consideration  of  the  same  was 
laid  over  for  one  week. 

The  following  is 


"Chioaoo,  February  I,  1899, 
To  tlu  Honorable,  the  Board  of  JrusUta 
of  tiie  Sanilarv  IXatrid  of  Chicago: 
Qkntlbubn  —  Your  Committee  on 
Rules,  to  which  was  referred  the  con- 
llderation  of  Rule  1  of  the  Rules  of 
Order  (page '6113  of  the  Proceedings), 


SO—  [18» 

beg  leave  to  report  that  they  have  duly 
considered  the  same,  and  also  Rule  3  of 
the  Rules  and  R^ulations  of  the  Board 
of  Trustees,  and  respectfully  report  and 
recommend  as  follows: 

That  Rule  1  of  the  Rulea  of  Order  be 
amended  eo  that  the  same  may  read  aa 
follows: 

Rule  1 — All  regular  meetings  of  the 
Board  shall  begin  promptly  at  two  o'ctoclc 
P.  M.,  and  all  special  meetings  shall  con- 
vene promptly  at  the  hone  provided  in 
the  call  or  order  for  said  epecial  meet- 
inga. 

-nded 


Rule  8  —  Regular  meetings  of  the 
Board  of  Trustees  shall  be  held  on 
Wednesday  of  each  week,  at  two  o'clock 
P.  U.,  sharp;  provided,  that  from  May  1 
to  October  I,  the  regular  meetings  of  the 
Board  shall  be  held  on  the  second  and 
fourth  Wednesday  of  each  month  at  the 
same  hour. 

Respectfully  submitted: 
(Signed)  Wh.  Boldbnwecs, 

Chairman. 
Alex.  J.  Jonkb, 
J.  C.  Bkadrn. 
J.  P.  Hallbite, 

Commlltee  on  Muttt." 

COMMUNICATION  FROM  JOHN  T.  ALLISON. 

The  Clerk  presented  and  read  a  cont- 
munication  from  John  T.  Allison  in  ref- 
erence to  the  highway  between  the  new 
river  bridue  and  the  Illinois  and  Michi- 
gan Canal  bridge,  which  by  unanimoua 
consent  was  referred  to  the  Committee 
on  Engineering. 

Th»  (ollowing  ie 

THB  COMMUNICATION  : 
"Chioaoo,  February  1,  1869. 
2^  the  Honorable,  the  Board  of  Trustees 
of  the  SanUary  District  of  UhiaiQo: 
Gkntlehen— I  respectfully  desire   to 
call  your  attention  to  the  fact  that  the 
highway  between  the  new   river   brid}^ 
and  the   Illinois  and    Michigan    Canal 
bridge  is   in  a   very   bad   condition.     As 
soon    as   the    frost   comes    out  of    the 
ground  it   will   be   impassable.     In    ac- 
cordance with  your  agreecaent  with  tlie 
Village   of  Summit  the  Sanitary  Dis- 


t^ahould  keep  tbie  road  in  good  con- 
ation for  trftvei.  A  great  manr  ot  the 
pMple  at  Summit  bare  requested  me  to 
ciU  ;oar  att«iitioti  to  thla  matter. 

Very  respeotfullf , 

(Signed.)  Jno.  T.  Aluson." 


ANOCBMUXNT. 


■i^S<^. 


PROCEEDINGS 

—OF    THB— 

Board  of  Trustees 

—OP   THE- 

Sanitary  District  of  Chicago. 

FEBRUARY  8.  1899. 


OFFICIAL  RECORD. 

fMlihed  t>o  avihoritv  n!  lite  Biianl  of  IVtw- 
ha  lit  Oil  SanUarv  Dittrlct  of  Otleaoo. 


REGULAR  MEETING. 

The  four  hundred  and  tweatT-sixth 
Kgalai  meeting  or  the  Board  cl  TrasteeB 
'>f  the  Sanitary  District  ol  Chicago  was 
heH  in  tlie  rooms  of  the  Board,  Security 
Building,  Wednesday,  February  8, 1899, 
It  3  o'clock  P,  M. 


On  roll-call  He«re.  Boldenweck,  Car- 
ter, Eokh&rt,  Jonee,  Kelly,  Hallette, 
Smyth  aod  Wenter — eight  members, 
were  present,  Mr.  Bradea  arriring  sub- 
sequently. 

President  Boldenweck  then  called  the 
Board  to  order. 

JUNUTBS. 
The  niinutee  of  the  regular  meetings 
held  January  21,  35  and  February  1, 
1899,  were  approved  aa  printed,  on  mo- 
tion of  Hr.  Kelly,  seconded  by  Ur. 
Jonee. 


■VOUCHERS, 

le  foUowlafivoacbers: 


Tta«  Clerk  predated  I 


P.  Lilllc  (carbon  psperi * 

-^t^rn  Bank  Note  BOd  EDffrnTlQK  Company  (lettar  headsl 

-'Dvl  &  Esmr  Conipany  idraftliis  luppllei) 

•  Vrederick  Post  Coniimny  (bluo  prints) 

•ni.a  Bros,  ibioe  priols) 

t  l.'»iion  Compunj  (blue  printi) 


(fohniary  8.|  5454— 

Gulta  Percha  Rubber  Company  (Dilttsns,  etc.) 

W.  H.  Salisbury  &  Co.  (l>oota  and  glojea) 

H,  Bchuiti  &  Co.  (flto  boioB) 

Chlcftt-o  Towel  Supply  Company  (lowaliag,  Janoarj,  18B9) 

Samuel  L.  Hank*  (IM,  January.  1898) ' 

J.  H.  Alexander  (rent.  Lockport.  January,  1899) 

Honry  Gebbardl  (vault  flttlnKa) 

Nortsn  &  C».  (coal) 

Hilvorsou,  RlEhardB  &  Co,  (coal) 

Sibley  Warehouse  and  Storage  Company  (storage  to  January  4. 

Isbam  Randolph  (postage  aUmps) 

Wm.  THnkaua  (eipanie) 

H.  B.  Alexander  (expense) 

W.  T,  Keating  (expense) 

Eugano  Uleligeo  Company  (blneprlnta) 

W.  M.  Hughea  (aerrlees,  bridge  enitineer) 

W.  M.  HuElisF  (account  plans  for  Belt  Railway  bridfce) 


BniuuelL.  Hants  (Ice,  January.  1S99) 

The  ChlcaR'o  Tewel  Supply  Company  (toweling.  January,  1899 j. . 

White  Hock  Mineral  Spring  Company  (water) 

A.  P.  Littlu  ( cnrbon  paper) 

Thayer  &  Jsi^kson  Stationery  Company  (stationery) 

Western  Bank  Wote  ana  Engraving  Company  (letter  beadsl 


Jollei  Hepiiblican  Prlutlng  Company  (printing)  

Jacobs,  Coles  &  Co.  (stationery) 

WoBlern  Bink  Note  and  Bngravlng  Company  (letter  beads)... 

Chleaeo  Job  Book  Bindery  (binding  briefs) 

JaniBs  D.  Cuckcrott  (law  book) 

Frank  Vander  Bogart.  Clerk  (fees) 

GroEue  &  Gceeno  (court  reporting) 

Josephine  Bulk  ley  (typewritini;) 

Metropolitan  Electrical  Supply  Company  (desk  lamps) 

A.  J,  Mutbowson  (consultation) 

D.  W.  Ackerinan  (expert  witneaa  fee) 

P.  A.  HineB  (expert  witness  fee) 

Adolpli  Litrson  (expert  witness  fee) 

ChBB.  E.  Cook  (expert  witness  tee) 

William  A.  Bond  (expert  witness  fee) 

Joseph  Doniiersberirer  (expert  irltneas  fee) 

Gtorge  BIrkhofI,  Jr.  (expert  witness  fee) 

WilllBBi  B.  EwiuK  (expert  witness  fee) 

Chas.  C.  Gilbert  (expense) 


John  O'Connor  (abstracts,  etc.) . 


Henry  Gebbardl  (repairing  desks) 

Cblcago  E  lee  trie  Company  (busier  rsfMlIrs) 

The  Chicago  t^outh  Side  Dally  Sun  (advertising  proposals)  . . . 

The  Inter  Ocean  (advertising  preposals) 

Tbe  Chicago  Democrat  and  Dispatch  (adverclsint;  proposals) . . 
The  C«nstruction  News  Company  (adtertlslng  proposals) 
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A TnerlciD  Contractor  PubliBbine  Cotop&iT  (tdTertlBine  propoiali) t  13  96 

ThiEnBlneerlngSowePubllBhineCuiupany  (adverllilng  proposals)..,  SI  00 

The  Engineering  Roeord  (adverllaing  propossla) 20  80 

The  Dainocrallc  Mstrazlne  Company  (adrertialng  proposals) 20  00 

6«urilj  Daposil  Compaur  Irent,  Februsry,  1899) 4SS  83 

CTiicies  Telephone  C^impany  Isenlces) 481  TO 


Mra.  A,  Hsrlwlg  (laundrj) t 

Brldjfet  Lambert  (iBundry)., . 

H.  J,  Doraa  (siponse) 


E  ICCOUST. 

ffm.  O'CBHoell  [sundrlBB) t  8  IB 

CmiI  Uommlisionera  (blaekamlthlng). , «  40 

ChifneoEnE-ineer  Supply  Company  (waste) 9  38 

Herele  Brus,  (boiler  repairs) 37  *8 

DttrDoni  Drug  aod  Chemical  Works  (boiler  COapOuDd) 38  10 

E  B.  Alexander  (expense) M  49 

Wea»M  Coal  Company  (coall - 749  15 

t      8BI  19 

(-■OSSTRDCTION    ACCOUNT. 

Uuoa,  Hoes,  EloR  &  Co.  ;Bectlon  8.  railroad  embank  men  t) $     5t!T  00 

Hddratler  &  Neo  (Section  17,  February  I,  1899) 30,685  87 

Gilin  ft  Byrne  (Section  IH,  February  1.  1899) a,r3S  95 

H>lroraon.  Richardg&Co.  (Sectloii  E,  February],  189B) 10,715  M 

LydoD  &  Drews  Company  (By-pasa  Chicago  Riror) 6,190  50 

Lydon  &  Drews  Company  (dredelu?  Chicago  River)  U,2M  SI 

UcAnhnr  Bros.  Co.  and  WlnntoD  &  Co.  (Summit-Lyons  Rood  Brld^)     1,96»  75 

HijTM  Bros.  (Wire  Mills  Road  BrldKOj 1,203  35 

C.  L  Btrobel  (Summit  HiKhway  Bridpe) 8,994  00 

C.  L.  Btrobel  (Romno  Highway  Bridge) 8,994  00 

niBA..T.  &».  P.  Ry.  Co.  (Section  N,  rai slug  tracks)  10,385  91 

C.  T,  T.  R.  K.  Co.  (Section  E,  temporary  bridge) 319  74 

C.  T.  T.  R.  R.  Co.  (Section  E,  pBrmanoOt  bridge) 1,850  31 

C.  T.  T.  R.  R.  Co.  (Section  O— P.  H.  temporary  bridge) 438  84 

Cblogo  Junction  Ry.  C».  (Section  0~P.  H.  temporary  bridge) ISO  OO' 

111 iiioi.1  Central  R.  R.  Co.,  lessee  (Secllun  O— P.  H.  temporary  bridge)  13  98 

George  M.  Buss  (Section  K.  Bell  Railway  Bridge) 117  00 

4.  T.  WUroi  (Section  O— P.  H.  leniponry  bridge) 80  31 

Hsita  Broa.  et  al.  (Section  O— C..  M,  &  N.  Crossing,  etc.) 3,193  68 

$88,689  69 

Grand  total »  88,336  30 

Tube  paid  by  wairanta,  with  Interest  oonpons  attached,  drawn  against  thetailsTy  forlBSS.  e» 

F.M,  Blount,  Treasurer  (sundry  peraors,  leas  than  »50.00) $     804  28 

ilniction  Account,  to  coutractora SS,639  69 

>lbers,  nlrect  to  creditors 3,892  38 

Tottl (88,386  30 


r.  Carter,  8econde<)  by  Mr,  Weoter, 
'1^  that  the  Touchers  as  rend  and 
m  above  lie  approved  and  ordered 

a  roll-call  the  voW  stood  :     Yeae— 


Ueeers.  BoldeDweck,  Carter,  Eckhart, 
Jnnea.  (*a!'-ept  as  to  vcttchers  in  favor  of 
Wm.  A  Bmid.  Joeejih Doiinerab^yer  and 
George  Birkhoff.  Jr.,  for  tiSO  each,  on 
which  he  voted  no^)  Kelly,  Mailette  Hm;th 
and    W enter— eight    lexcept    as    above 


■fated).      Nays — none  (except    as   above 
staled. ) 

Upon  this  result  the  Freaident  declared 
the  motion  carrie<l. 

HEQCIsmON. 
The    Clerk    presented    the    following 
requisitioD. 

No.  Ma8,  Law  Department  (copies 
of  legislative  bills,  etc.)  not  to 

exceed »50  00 

Mr.  Wenter,  seconded  by  Mr.  Msl- 
lette,  moved  tliat  voucher  No.  828,  &b 
read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeaa— 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— eight,    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


WEEKLY  H 


r  ON 


The  Clerk  presented  a  report  in  accord- 
ance with  the  rules,  showing  the  num- 
ber ot  persons  in  the  employ  of  the 
District  for  the  week  ending  Fi^bruary 
4,  ISOB,  whicii  was  read,  and,  by   unan- 

MONTHLY   REFORT  FROM 
The  Clerk  presented  a  report  from  tl 

January.  I80S.  which  was  read,  and,  by 

and  plBce<I  on  Ule. 
The  following  is 


[1899 

,  WBB  ordered  printed  and 
placed  on  file. 

The  following  is 

THB  heport: 

"Chioaqo,  Fehniary  8,  1899. 

2o  the  Honorabk  the  Board  of  7Vustees 
of  tlie  Hanilary  DistHct  of  Chicago: 

Gbntleken— I  bes  leave  to  report  here- 
with the  numl>er  of  persona  in  the  em- 
ploy ot  the  District  for  the  week  ending 
February  i,  1899,  as  the  same  have  been 
reported  to  me: 
EnRineering  department 77 

Clerical  department & 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator. 1 

Total  employes 139 

Resiiectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Cttrk.'- 


Balanoeon  haod  Uilate  of  last  report 

From  Sale  of  BOQilB.  Bond  Account 

From  FrcmiHm  tin  Bonds  Suld,  Interest  and  Premlnm  Aaoon 
From  J.  F  Bsaa,  Clerk,  Ateouiit  F.  W.  O.  Hhjib,  AtWrnsF... 
From  J.  F.  Uans.  Clerk,  Aooount  F.  W,  C.  Uayes,  Attomey... 

PYomJ.F-BBaB.CIork.  Account  Land  Auuount 

From  J,  F.  Haas,  Clerk,  AcouuotTax  Lexy  1E08  Aooount 

Total  cash  rscclrcd  for  mimtb 


Clerical  DBparlment 

Malnienanue  Anonunt 

Sngltieerliig  Dopartment 

Law  DKiiariraent 

Land  Account 

Blind  AccQUiit 

iDterastand  Pramlnm  Aooount... 

Tax  Warrftni  Levy,  ISar,  Paid 

lijlarett  AuoouDt,  liiierest  paid  on 


DMtHTitmmU. 
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Sc/iedult. 

Cblouro  Sstlonal  Bank »  8,«8  M 

SiiiloDiil  Bsmk  of  Illinois »•»»  T9 

Tolal »  S»,4Xtm 

Cmoioo,  PebraBryT,  1889.  (SUnod)  F".  M.  BLOUNT,  Treaiurer. 

By  S.  P.  BLOUNT,  Aul.  Trttuiirer. 


HEPOET  IN  RKFKRKMCB  TO  PATMKNT  ON 
WSTKACT  FOE  SUB3THUCTURK  FOR 
LEHONT  HIGHWAY  BRTMB  ACROSS 
MAW  CHAN^■EL. 

The  Clerk  presented  a  report  from  the 
Chief  Enf^oeer  with  refei«iice  to.  and 
Kcompanied  by,  voucher  for  (l,11'1.44, 
in  favor  of  Mhhsts.  Sackley  &  Peterson, 
Mntnictore  for  the  aubetniOture  for  the 
Lfisont  Highway  Bridge  acroea  Main 
Channel,  which,  by  unanimous  consent, 
*u  referred  to  the  Conimittoe  on  Engi- 
iieeriDg, 

EBPORT  IN  REPBRBKCE  TO  COMFLBTION 
OP  CONTRACT  FOR  SCBSTIIDCTUBK  FOR 
TlIB  i;.  M.  i  N.  BRIDGE  ACHOSS 
KEDZIB  AVENUE,  NEAR  EAST  END  OP. 
SECTION  N. 

The  Clerk  presented  a  report  from  the 


Chief  En^neer,  being  final  certificate  in 
reference  to  the  completion  of  the  con- 
tract with  Messrs.  McArtbur  Bros.  Com- 
pany and  Winston  &  Co.  for  the 
subs  true  ture  for  the  C.,  M.  &  N. 
Bridge,  near   east  end    of   Section    N, 

ferred  to  the  Committee  on  Engineering. 


REPORT  IN  REFBRBNCB  TO  COMPLETION 
OF  CONTRACT  FOR  SUPERSTRUCTURE 
FOR  A.,  T.  «c  S.  V.  BRIDQE  NEAR  EAST 
END  OF  SECTION  Q. 

The  Clerk  prewnted  a.  report  from  the 
Chief  Engineer,  being  finaf  certificate  in 
reference  to  the  completion  of  the  con- 
tract with  the  Carnegie  Steel  Company, 
Ltd.,  for  the  superstructure  of  the  A.,  T. 
ft  S.  F.  bridge  near  east  end  of  Section  Q, 
which  bj  nnanimoos  consent  was  re- 
ferred to  the  Committee  on  Engineering. 


'OUT    FROM    TREASURY    DEPARTMENT  FOB  IHffl. 
The  Clerk  presented  the  annual  report  from   the   Treasury  Department  for  the 
Tear  1H9I4,  which  was  read  and  by  unanimous  consent   was  ordered  printed  and 

placed  on  file. 

The  following  ie 

THE  REPOBT. 

"Annual  Report,  Treasury  Department,  for  year  ending  Dec.  8Ist,  1S98: 


K«elrpd  from  Premium  on  B.rads  wld 

7.30100 

Grand  total 

Chicago,  Jan.  10,  18B9. 


F.  M.  Bloukt,  Treasurer, 
By  S.  P.  Blount,  Assistant  Treasurer. 


1696, 

Prom 

isz 

Pruin 

IiittTeBt, 

AllOiher 

Total. 

J 

JSfll  39 

MS  71 
?78  40 

STB  00 
738M 

C       aei3B 

300.000  00 

300.000  oo 
300.000  00 
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450.000  00 
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(4,1.^8,366  77 

1 


CmoAGO,  Jaonary  10th,  II 


lllaBtJIlSEMENTS. 


,„. 

Warra^U 

isai. 

Paid 
Bonds." 

Paid 
WarranW. 

F»id 
Warraula. 

,.,.,. 

3  \-ii>.wi  (lO 

8Mi.B00  0O 

2,202  74 
l!«0  79 

$67s.»<5a» 

9,997  93 
8(W,(II7  90 

92.577  73 

10.478  99 

HI  10 

is;8s5a7 

7^95  -H 
Km  41 

87,500  00 

iw.ooi)  oo 

983,550  00 

NoTember 

..  .'":':'.".".".'^ 

,-.^:*^."°, 

17:680  « 

Total 

(i.O0ft,5TO  45 

•480.001)  00 

(569,IM  00 

$101,083  09 

118.815  28 

f3.0fll.593  8£ 

REPORT  IN  REFERENCE  TO  CLAIM  Ob' 
CANAL  COMMISSIONERS  FOR  ALLEGED 
DAMAGES  AND  TOLLS. 

Mr .  Mallette,  Chairman,  presented 
end  the  Clerk  rt-ad  a  report  from  tlie 
Committee  on  Judiciary  with  referencB 
toand  flcciinipnnied  b;  communication 
from  the  Chief  Clerk  and  Paymaster  of 
the  Biiurd  of  Uanal  CommiBBionere,  en- 
closing bill  ar>d  sralement  fi>r  atleKPii 
damaKes  and  ti'lts  amounting  to  9'^l3-35, 
presenled  and  referred  to  that  Cummic 
tee  at  ibe  meeting  held  December  14, 


189H  (page  5345  of  the  Proceed  in  gR),  the 
repurt  recommending  that  the  claim  be 
allowed  and  that  a  voucher  therefor  be 
drawn  in  favor  of  the  Treasurer  of  the 
Bimrd  of  Cinal  Comm 
ment  thereof. 


Mr.  Mallette,  seconded  by  Mr.  Kelly, 
noTpd  ihiit  the  reijort  ha  adopted  and 
he  rennnimendatiuus   coiiLained  therein 


The  followiDK  is 

TBE  REPORT: 

"Chicago,  February  8,  1899. 

Ta  Ihi  Huaornble  Ihe  lloaiil  of  TriiiUa  of  Vie 
Sanitary  Diilrict  of  IJhiccgo: 

Qkbtlbmbn— The  Coiumiltee  on  Ju- 
diciury,  to  whelm  was  referred  at  the 
tnertiiig  o(  the  Bnard  held  on  December 
U.  !8fe.  (page  5345  ot  the  Proceed  in  go) 
tfap     ccuQUunicJiiion    from      Ihe     Chief 

Clerk  aDd  Paymaster  of  the  Board  of 
Canal  CommisaioDers  of  the  lliinoia  ftnd 
Hicbigan  Gatia),  enclosing  bill  and  state- 
ment for  alleged  damages  and  tolls, 
tmoanting  in  the  aggregate  to  two  huD- 
ilrpd  twelve  and  twenty  five  hnnilredths 
(|aia.3S)dollarH.  desires  herewith  lo  re- 
port that  the  Committee  baa  caused  said 
olsim  to  be  iDvestigated  and  after  care- 
ful inqniry  concerning  said  claim,  rec- 
ommendB  that  the  same  be  allowed  and 
that  a  voucher  therefor  be  drawn  in 
Favor  of  the  Treaanrer  of  aald  Board  of 
Canal  Commissioners  in  payment  thereof. 
Attached  hereto  Is  said  communica- 
tion and  copy  of  claim  and  affidavit  at- 
tached thereto,  for  filing. 

Respectfully  submitted, 
(aKned)  J.  P.  Miu-BTTB, 

Chairmau. 

b.  a.  ecrhaht, 

Thomas  Kkllt. 

Alex.  J.  Jones, 

CommitUi  on  Judiciary." 

Titne  enclosures. 


COMMCNICATION  IN  BEFBBBNCE  TO  POIf 
CHASE  OF  POUCS  STATION  NEAR  SAO 
BRIOaE. 


The  Clerk  presented  a  o 
from  Timothy  CarrolJ,  making  an  offer 
of  $100  for  the  builiting  heretofore  used 
aa  a  police  atation,  near  Sag  Bridge,  Illi- 
nois, which,  on  motion  of  Mr.  Smyth, 
seconded  by  Mr.  Braden,  was  referred  to 
the  Committee  on  Finance  by  unani- 
moua  consent. 


OLOSINO  OF  DISTRICT  OF  PI  CBS  ON  LIN- 
COLN'S AND  WASHINGTON'S  BIRTH- 
DATS. 

Mr.  Braden,  seconded  by  Mr,  Wenter, 
moved  that  the  ofilces  of  the  Sanitary 
District  of  Chicago  be  ordered  closed  on 
Monday,  February  13,  and  Wedtiesday, 
February  39,  18u9,  the  same  being  cele- 
brated as  Lincoln's  and  Washington's 
birthdays,  and  being  legal  holidays. 


ADJOURNMENT. 

On  motion  of  Mr.  Smyth,  seconded 
by  Mr.  Carter,  the  Board  then  sd- 
joumed. 


^^%:. 


r 


Frtruary  «,]  —5460—  t*9*  ." 


r^ 


Fttbnury  15«J 
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—OF  THB    - 


Board    of  Trustees 


— OP  THE — 


Sanitary  District  of  Chicago. 


FEBRUARY  15.  1899. 


OFFICIAL   RECORD. 

PubUthed  by  authority  of  the  Board  of  Trustees 
cf  the  Sanitary  District  of  Cliieaao. 


REGULAR  MEETING. 

The  four  hundred  and  twenty-seventh 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Buildiog,  Wednesday,  February  15. 1899, 
at  2  o'clock  P.  M. 

On  ToU-call  Messrs.  Carter,  Eckhart, 
les,  Kelly,  Mailette  and  Smyth— six 
imhers,  were  present. 

In.  the  absence  of  the  President  the 
irk  then  called  the  Board  to  order. 

LBCnOM  OF  TBHPOBART  CHAIRMAN. 

fr.  Carter,  seconded  by   Mr.  Smyth, 
oved  that  James  P.  Mailette  be  elected 
aporary  chairman. 

le  motion    prevailed  unanimously, 


and  Mr.  Mailette  was  declared  duly 
elected  temporary  chairman,  and  there- 
upon took  the  chair. 

•VOUCHERS. 

The      Clerk     presented      the      following 
vouchers : 

BNGINEBRINO   DEPAKTMBNT. 

John  R.  Davis  (Ust  pits) $274  00 

GENERAL   ACCOUNT. 

John  F.   Higfi^ins   (printing  Proceed^ 
ingrs,  Januarj,  1899) 126  99 

Total $400  99 

•  To  be  paid  by  warrants,  with  interest 
ooupons  attaolied,  drawn  against  the  Tax  Levy 
for  1896. 

Mr.  Smyth,  seconded  by  Mr.  Carter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:    Yeas— 


Upon  thia  result  the  Chairman  de- 
clafed  the  motion  lost,  It  being  a  matt«r 
involving  the  expenditure  of  monejr  and 
requirlDg  Sve  affirmati  re  votes  to  carry 
under  the  rules. 

MOTION  TO  ADJOUHN. 

Ur.  Smyth,  seconded  by  Hr.  Jonee, 
moved  tliat  ^e  Board  do  now  adjourn 
until  Thursday,  February  16, 1899,  at  2 
o'clock  P.  M. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Carter,  Jones  and  Smyth — three. 
Nays — Messrs.  Eckhart,  Kelly  and  Hal- 
lette — (hree. 


WEBKLT  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report  in  ac- 
cordance with  the  rules,  snowing  the 
ir  ot  persons  in  the  employ  of  the 


nflle. 
The  following  is 

TBB  REPORT : 

"CHiCAao,  February  16,  1999. 
To  the  Boiwrable  the  Board  of  TTTitteet 
of  the  SanUarv  District  of  Culcago  : 
Obhtlehen  — I    beg  leave    to   report 


78 


Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator 1 

Total  employee 128 

Respectfully  submitted, 
(Signed)  JosKPH  F,  Ha^s, 

Oerk." 


January,  1899,  which  was  read,  &ud,  by 
unanimous  oonsent,  was  ordered  printed 
ftnd  placed  on  Ole. 


THE  RBPOKT: 
ChioaoO,  February  1,  1899, 
7a  eh«  Honorable  the  Bonrii  nf   Tniateei 
of  the  SanUary  DtHria  nf  O/Ucoyo  ; 

ObntlkheM— I  herewith  submit  the 
report  of  the  Clerical  Department  for 
the  month  of  January,  1899: 

The  total  expenditure  of  the  District 
for  the  month  was  {134,068.71,  of  which 
amount  the  sum  of  1123,966.31  wne  paid 
in  1899  Tar  Levy  Warrants  and  »73.47 
by  the  Treasurer  of  the  District  for 
which  no  warrant  was  required.  Of  the 
1898  Tax  Levy  Warrants  istiued,  thei  sum 
of  I676.S1  wss  placed  in  the  liands  of  the 
Treasurer  and  regular  warrants  drawn 
for  this  amount  against  the  same,  as  p«r 
authority  of  the  Board. 

Of  the  amount  paid  by  the  Treasurer 
the  sum  of  $69.86  was  for  1897  tax  war- 
rants redeemed  and  {3.11  for  interest  on 
warrants  redeemed. 

The  total  amount  expended  on  account 
of  and  charged  to  the  Clerical  Depart- 
ment during  the  month  of  January  was 
9S1.11  for  general  office  expenses. 

lliere  are  no  outatanding  liabilities 
against  the  Clerical  Department,  and  the 
expenditure  for  the  present  month  will 
be  about  {1,000. 


The  total  amount  expendiKt  for  ai 
of,  and  charged  to,  the  General  Account 
during  the  month  of  January  was 
98,787.83,  divided  as  foDona: 

Rent  for  January %    488  SB 

Printing 878  12 

Engraving  bonds SSI  7S 

Salaries  3,888  34 

Qeneral  expenses 210  70 

Total »  8,787  SB 


The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
98,000.00. 

total  amount  of  1896  tax  lev3 
issued  there  is  now  outatand- 
ing  the  sum  of  |13,709.80;  of  the  1897 
tax  levy  wairsnta  issued  there  Is  now 
outstanding  the  sum  ot  9'0>478.43,  anc 
of  the  1899  tax  levy  warrants  Issued  tc 
date  the  total  amount  is  now  outstand- 
ing and  amounts  to  the  sum  of  91.009,- 
089.71. 


-6463— 
a  tabulated  statemeat  of  total  t 


[1B99 
cpenditurSB  for  the  month  of 


.OCO^T. 

1898  Tax 

Levy 
WarrantB. 

Paid  by 
Treas- 
urer. 

Total  for 
UoDtb. 

t    l,9ef  33 

109,81S  91 

81  11 

6,760  87 

1,000  00 

8,787  88 

886  60 

391  80 

ai>ricttl  Department 

Oeoeral 

8.787  38 

t       09  86 

8  11 

8  11 

$138,990  24 

1       78  47 

Reepectfully  submitted, 

Jos.  F.  Haas,  Vlerk," 


The  Cleric  p[«aented  the  anniial  report 
of  the  Clerical  Department  for  the  year 
1898.  which,  on  motion  of  Mr.  Smyth, 
wcoDiJed  b;  Mr.  Carter,  waa  by  unani- 
moiu  consent  ordered  priated  and  placed 
wifile. 

The  foUowinic  la 

THBHKPORT: 
Chicioo,  Januir;  S,  1899. 
To  ih,  HoHur,iblt  the  Board  of  Trwlea  of  the 
Saiilary  Uatrict  of  Chicago: 
Oi.VTLEVEN— I  bave  tbe  hODOr  to  herewith 
^t>a]i(th£  report  oF  tbe  Clerical  DepttrtoieDt 
'or  Ite  jeac  uadlDg  December  31,  ISeS. 

Tlifli^riXLiieipeDdlturaBottheDlatrlcttorthe 

rtirwerel&.srS.SM.SO,  and   ulde  (rom  reeu- 

lirdepirtnieutsl  eipeaiea.  amoDfr  tbe  more 

imparuni  itomstbere  WMeipesded  for  COD- 

nructioD  vork  (1,289.919.59;  tor  pnrchue  eF 

"'-hi  ar  wa;,  etc.,  1876,175.41 ;  tor  redemption 

baads,  WW.OUO.OO;  tor  intereit  on  bonds, 

ll.MSn.OO:    tor   taxes  overpaid   b?    South 

'a   Cotlectar     tDd    ordered      refunded, 

i^.H9;  for  redemption  ot  )rBrraats  draim 

'  r^al  tbe  tax  leTf  of  1886,  140.199.01 :  tor 

■ieitipllon  of  warrantB  drawn  against  tbe 

'  n-ij  ot  189r,  «2,9ea,441.44 ;  tor   malnte- 

Ni'c  rf  puinplaK-plante,  $28,231, !H;  for  sc- 

■M  f,r  Me«rfi.  Weir,  McKechney&   O., 

mJilD);  icTeesand  moTlug  tbeir  bridge  coe- 


veyor,  K02.55;  and  tor  account  of  HaWoreoa, 
Rlcbarda  &  Co..  eradlOK  and  removlDK  epoil 
bank  from  permanent  Sainmlt  Road,  £3,358.04, 
while  the  Bum  of  92.400  baa  been  charged 
to  B.  D.  Smith  &  Co.  on  account  ot  dauiagei 
by  everflow  frem  Bection  10,  pendlOft  icttle- 
ment  of  tbe  equltiee  InvolTcd. 

The  groee  receipts  ot  the  District  tor  tbe 
year  were  16.606,473,20,  among  the  principal 
Itensot  which  the  sum  ot  «B,9e3.iaD.54  was 
tor  taxes  tor  tbe  year  1»9T,  etc. ;  t!t90,000  and 
a  premium  of  tl4,559.0U  for  gale  of  eCTenth 
end  eighth  liBuee  of  bonds;  (7,180.40  tor  In- 
terest en  baak  balancee;  (388,440.73  for  war- 
rants drawD  against  the  tax  levy  for  1897, 
and  11,586,060.47  tor  warranU  drawn  atcatast 
the  tax  IcTf  far  1S9S. 

The  eipenaeB  of  the  Clerical  Departmeot 
ter  tbe  coming  year  wilt  probably  be  about 
(13,000.  and  tor  the  Oeneral  Accaunt  about 
(45,000. 

Ot  the  total  warr\nl9  heretofore  Issaed 
atralDit  the  tax  levy  tor  1696,  tbe  sum  of 
(l2.70e.S6  is  still  outsUndlng;  ot  thoee  iMufd 
ai^ainat  the  tax  levy  for  1897,  the  sum  of 
tlO,543.TH  la  Btlll  autataiidlDg,  and  o(  those 
issued  agalHEt  the  lax  levy  for  18S8,  the  en- 
tire amuunt  Issued  to  date  Is  still  outstand- 
ing, and  amouDta  to  tbe  sum  of  (l,.'>35.086.47. 

In  the  month  ot  July,  there  waa  lasued  and 
delivered  the  seventh  Issue  ot  bonds  of  the 
District  Id  the  sum  ot  (200,000,  dated  July  1, 


■  KebruKry  1: 

I  1H9S,  and  di 

f  eighth  iaaui 


1H9S,  and  durlDg  tbe  luiinth  ot  Ueuemhar  the 
eighth  iaaue.  In  theaum  of  SIMI.OOn,  lUteA  Jan- 
3,  iSm.  all  payable  In  current?;,  lOd 
benrini;  Interast  at  the  rate  ot  S\j  per  eeot 
p>r  aanuiii.  psysble  aenil-BaDUHlly.  In  Jan- 
nar;  and  Jul;,  and  the  entire  laiiueE  mntariDK 
In  twenty  years  IroiD  datt  ut  if^^uc.  Both 
issues  entire  were  sold  in  iho  Hume  Sivlngs 
Bank  ot  Chlpaeo,  at  the  rate  o(  10!i.86  for 
the  saveath  Issue,  iind  103. !S1  for  the  slg'hth 
IsauB,  these  flRuras  beloK  the  lilKhest  nt  which 
bonds  of  the  District  hafs  ever  boon  wld. 

The  total  amount  of  boniia  isaueil,  (wm  the 
urganliatlon  ot  the  Dlalrlcl  to  lUte,  Is 
^l.l.DDO.OOO,  and  of  this  amuunt  the  iuni  of 
l^2,!)V),000  bas  now  been  redeomeil,  leaving 
the  sum  ot  »II,040,II0()  still  ouUtlnntllng. 

I  present  herewith  detailed  statsmenta 
shuwinR  emaa  re<:eipts  anil  oxpeuilllures  for 
the  ;ear  ISHK,  and  hIso  troiTi  the  onranlzatlon 
"t  theDlstrlet  1u  December  HI,  ItV^.  together 
with  a  Blatement  trlvlng  tbe  actual  net  re- 
(Ulpts  and  expenses  of  the  DUtdct  fruni  dat« 
<if  ursanliiBtlon  to  ttiecloie  ut  II^,  aniJ  ahow 
Idk  the  total  net  eijienses  To  December  31. 
ISB8,  H)lie  fiW.aai.SfM.riT. 
or  the  net  receipts  from    date  of   orftanlKa- 


tlan,  the  sum  of  »11,040,0(KI  was  realised  from 
tmndlasueEouUUDdine;  tbesum  of  tl5.l^,- 
968.40  from  taxes  collecleii;  the  sina  sf 
tIS.TOa.S.'i  from  ISBS  tai  leiy  warrant*  oat- 
atanding ;  the  auni  of  tie,M2.rS  from  1S9T  tax 
lev;  warrants  ontstandlnp;  and  the  aum  of 
(l,S86.08fl.4r  from  1898  tax  leTj  warrants  oul- 
standinK.  making  a  total  ot  net  receipts  ol 
«38,25T,T0T.  and  leavlne  a  balanM  of  caah  oa 
kana  ot  «a4.B30.60,  apd  tbe  sum  of  «11,03I^ 
held  as  emergency  funds  In  tbe  hands  of 
department  otflclals. 


As  c< 


enced 


tables  I  have  also 
showing  In  detail ' 
the  eight  dltrcrent 
uodgirlng  the  i 


aslyear.  to  tbe  foregoing 
added  a  bond  gtalsment 
irious  data  In  reference  to 
Issues  of  District  bonds. 
prlnclpsl 


and  interest   maturing   during   I 


Respect  fully  submitted. 


aUMMABY  OK 


Balance  on  hand  January  1,  IBHM f       3fll,68a  »4 

Construction  AcciiuQl  (uncalled  tor  wagca) *  4  12 

Ta.  Account  (Mies,  1SI)7,  etc.) 3,^63,180  M 

Bond  Account  (sale  ot  bonds) 300,000  00 

Interest  and  Premium  Account  (premium  on  Imnds  sold) I4,ffi9  00 

Interest  Account  (loteresl  on  bank  balances) T,180  40 

General  Account  (rent  at  building,  telephone  service,  etc.). 565  61 

Folleo  Department  (sale  of  livery  slock) 410  00 

Weir,  McKechuoy  fi:  Co.  luncalled  fur  wages)  48  98 

Angus  &  Hindeic  (uncalled  for  wages) 133  4B 

Tas  Levy.  ISO"  (warrants  drawn  oitaiuat) 888,440  78 

Thi  Levy.  18118  (warrants  drawn  iignlnst) "  I.M.'i.OBfl  47 

Emergoocy  Fund  Accounts  (returned on  account  ot  Reddlck  and 

Hayes) \ 7,378  IT 

[.and  Account  IreW,  anio  ot  material  and  buildings,  etc.) KTTB  81* 

Total ,, »   5,(i08.4M 

¥   5.900,1HI 

Knglnearing  Dfepartni^nl, *       liy.SOe  94 

Construotlon  Account.^  . , 1,339,919  52 

Clerical  Departuieot. . ! -  -   13,217  06 

Treainry  Departmanl..' B.IOB  90     . 


Fitinitrj  1S.|  — 5445 —  I 

Iju  Dtparuntat *  Ti.«a  IT 

Usil  AccoQBl 375.175  41 

Oueril  AccooDt 44,814  !>7 

Bond  AccODDt (180,000  0(1 

[Dltrot  and  Praiulam  Account 541,850  00 

Police  DepArtmeal 83,168  72 

T«  Account 8,738  68 

InliKst  Account l(B,34a  51 

riiUvy,1896 46,12901 

rii  Uvj.  1897. 2,563,441  44 

Enwrgincr  Fund  Accoaota y,300  00 

UilDleiunce  Account ^^,3SI  S4 

f  8lr,  HcEecbney  &  Co.,  Section  F 503  IK 

mirorMn),  Richards  &  Co..  Section  B 3.258  64 

B  D.  Smith  ft  Co S,400  00 

Total I    5,875.384  30 

BttanceonhiindDccomberHl,  1898.. »34,8ao  60 

Grand  total *   5.900,1R4  BO 

'AddJDK  u,  this  cash  balance  or  fS4 .830.60,  the  sutii  ot  t664.361.35.  beini^tbe  ainuuni  of 
mitsundlne  regular  warnnta  not  yet  presented  to  the  Treasurer  for  payment,  we  bare  the 
>aniot  1669.031. 95,  from  which  w*  deduct  the  sum  of  8197,^^.00,  belne  the  proceedG  ol  the 
■He  ol  the  eighth  Issue  ot  District  bonds,  and  we  have  the  sam  of  «491,S43.95,  which  if  the 
tuh  MsDCe  In  the  hands  ot  the  Treasurer  December  81,  1898.  us  shown  b;  his  report  for  the 
msnlh  of  Decemlier,  1896  {see  page  5891  of  the  Proceedings) ,  the  above  proceeds  ot  the  sale 
of  theelghth  luue  of  bonds  haTlDg  been  credited  by  hlra  In  the  receipts  tor  JsuBary,  1899. 

Assn  amsrKeacy  fond  there  Is  now  to  the  credit  of  Isham  Randolph,  Chief  Eoiclaeer,  the 
•iiiief  13,000.00;  f.  W.C.  Hayes,  Attorney.  »4,321.83;  Charles  C.  Gilbert,  Attorney,  (l.OOO.OO: 
ifeymonr  Jones,  Principal  Assistant  Atti)rney,  1800.00;  ana  Josoph  F.  Haas,  Clerk,  $3,500.00. 
oritsUlof  tll.031.8-'{.  which  may  be  added  to  the  available  cash  balance  of  the  Distrirl. 

SUMMARY  OF 


Bwwl  Account *  11,040.000  00 

T>i  Account 15,658.368  40 

T«  Levy.  1896 la.TOB  36 

Til  Ut J.  1897 16,543  78 

T«  Uyy,  1898 ,  1,535.086  47 

TdUI  oet  receipt! ♦  38.357,707  00 

tt nee rinf!  Department *  1,333.093  83 

litrucllon  Account 30,099.384  67 

rics!  Department. 86,714  63 

-urj  DtpirlmBOt 14.460  31 

■  Dcparliiiedt,.. 381,«.il  68 

il  AccnuBl.... 3,156,903  la 

itral  Account 403,436  97 

«"l  Accono't 68,671  07 

"d.  Inierpsi  and  Premlnm  Account 3.431,387  43 

>  Dfpnrlment 382,4^7  97 
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Mainteuaace  Account *  76,aS3  3li 

Woir.  McKochnejr  A;Co.,8flctionF. 33.1IS  14 

AdBoB  &  Glndele,  Section  E 19,85*  711 

BtreeWr  &  Keneflck,  Section  E 5,020  <B 

HttlTorson.  Richards  &  Co.,  Section  E 3,B58  M 

E.  D.  Sriillh  &  Co 3,400  00 

Totul  net  expenses »  9i,2ai,efrt  57 

EiiierKency  Funds  11,031  33 

Uagh  balance  on  haed  Docemlier  81,  1898 24,SiO  CO 

0  raod  total *  B8,3B7,7ffr  0(1 

Joseph  F.  Hiis, 
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Chicago,  January  2,  1BB9. 
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1(011  JiKCARy  1 

1M6.  TO  DBCSMBKH  31,  18«8. 

^ 

K=gW 

srs.* 

"f^."' 

Taj^vy, 

'"iffl" 

L*nd 

Aooonnt. 

Honthlr 
Touli. 

SiM,su  oa 

W1,"9»0TO 

'^■SS 

11J.4M  P5 

90,677  TO 

■as  11 

lT«,eS!T8 

1,184  W 

a81,BM44 

ia^oiooo 

30  00 

r:::::: w» 

" 

■■■■■$iii«'* 

1301  HI 
418  M 

848,070  07 

■  »            •»!» 

>1S3  4B 

VeB,4¥>lZ 

»l,BKl.Oe«  47 

%7JtlS17 

$1,770  B» 

»S,«».478ai 

ljA.VLiBT  I.  leaS,  TO  DECEMBER  SI,  INS. 
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Monthly 
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I,S64M 
!1,817  0 

as.(iT7  7s 
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si 

IHBM 

tS.40D 

t   ISa.l4>K 

10,000  00 

%ixan 

I     !as,8lt  Gl 

11 

3s>,gi7a 

10,000  00 
H.7U7  77 

KMO 

'"bo* 

1,000 

SB.OHDl 

MIS,«M8t 

USDS 

M3,«4  17 

4M,0S7  9> 

150:»81  38 
088.487  S5 

lii 

MS  00 

JBoTlW 

i» 

"■'•"' 

$ 

ias,s4si>i 

146,  in  01 

t  3,00^,441  44 

18,800 

tS8.S!lBl 

ia,sa6M 

l«,400 

»S,9r5,S34M 

JosBFH  F.  Haas,  Clerk. 
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JSIT  30  (leS  45 

SS»,7«,W4  le 

(Signed)  Joseph  F.  HiAS^^JglJ^ 
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The  Clerk  presentad  a  report  from  the 
Engineering  Dep&nment  for  the  month 
Of  December.  ISw,  which,  od  motion  of 
Mr.  Jonea,  seconded  by  Mr.  Smjth,  wsa 
referred  to  the  Committee  on  EDgineer- 
ing  by  unanimone  oonsent. 

AHENDHENT  TO  RULEa. 

Under  the  head  of  imflnished  buBi- 
neas  the  Clerk  piesented  and  read  «  re- 
port from  the  Committee  on  Rulee,  pre- 
aented  and  laid  over  at  the  meeting  held 
February  1,  18BB  {page  6450  of  the  Pro- 
ceedingB),  the  report  recommending  the 
amendment  of  Rule  1  of  the  Rulee  of 
Order,  and  Rule  8  of  Che  Rules  and  Rega- 
latioDB,  as  set  forth  in  the  report. 

Hr.  Jonee,  seconded  bj  Mr.  Eelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Tea^~ 
Ueesra.  Carter,  Bokhart,  Jones,  Eelly , 
Ualletta  and  Smyth — six.     Nays — none. 

Upon  this  result  the  Chairman  de- 
clared the  motion  carried. 

The  follawlns  Is 

THEHKPOKT: 
"Cficaqo,  Pebrunrj  1,  ISKH. 
To  the  ManorabCe   the  Board  oj  TTuttas  of 

tlie  Sanilai-y  DitlricI  of  Cliirago: 

Oehtleehbn  —  Your  Committee  on 
Rules,  to  which  was  referred  the  con- 
sideration of  Rule  1  of  the  Rulee  of 
Order  (page  5443  of  the  Proceedings), 
beg  leave  to  report  that  they  have  duly 
OODSldered  the  same,  and  also  Rule  S  of 
the  Rulee  and  ReKulations  of  the  Board 
of  Trustees,  and  respectfully  report  and 
recommend  as  follows; 

That  Rule  1  of  the  Rulee  of  Order  be 
amended  so  that  the  same  may  read  as 
follows: 

Rule  1 — All  regular  meetings  of  the 
Board  shall  begin  promptly  at  two  o'clock 
P.  M.,  and  all  special  meetings  shall  con- 
■  Tene  promptly  at  the  hour  provided  in 
the  call  oi  order  for  said  special  meet- 


Rule  3  —  Regular  meetings  of  the 
Board  of  Trusleee  shall  be  held  on 
Wednesday  of  each  week,  at  two  o'clock 
P.  M.,  shHrp;  provided,  that  from  May  1 
til  October  I,  the  regular  jneetings  of  the 
Board  shall  be  held  on  the  eecund  and 
fourth  Wednesday  of  each  month  at  the' 

Respectfully  submitted. 


The  Clerk  presented  a.  communication 
from  MfBsrs.  Christie  &  Lowe,  con- 
tractors for  Sections  I  and  K,  requesting 
the  releaae  of  their  tMnda  on  thfir  con- 
tracts for  said  st 


Mr.  Smyth,  seeonderl  by  Mr.  Jones, 
moved  thst  the  communication  be  re- 
ferred tolheJointCommittee  on  Finance 
and  Engineering, 


ADJOUKRMBNT. 

Mr.  Jones,  seconded  by  Mr.  Smyth, 
moved  that  the  Board  do  now  adjourn 
until  Thursday.  Feburary  16,  18S9,  at  9 
o'clock  P.  M. 

On  roll-cail  the  vote  stood:  Yeae — 
Mpsars.  Carter,  Jones,  Kelly,  Mallett© 
and  -Smyth — five.    Naye— Mr.  Eckhart — 

Upon  this  result  the  Chairman  declared 
the  motion   carried,  and  the  Board  then 

adjourned. 
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1899 


— OP    THE — 


Board  of  Trustees 


—OF    THK- 


Sanitary  District  of  Chicago. 


FEBRUARY  16.  1899. 


OFFICIAL  RECORD. 

PttUUihed  by  cniUiority  of  the  Doard  of  Tnus- 
Ue$  of  the  Sanilary  DUirfct  of  Chicauo, 


ADJOURNED  MEETING. 

The  first  adjourned  session  of  the  four 
handred  and  twenty-seTenth  regular 
meeting  of  the  Board  of  Trustees  of  the 
Suntary  District  of  Chicago  was  held  in 
the  rooms  of  the  Board,  Security  Build- 
ing, Thursday,  February  16,  1899,  at  2 
o'clock  P.  M.,  pursuant  to  motion. 

Dd  roll-call  Messrs.  Boldenweck,  Gar- 
^,  Jones,  Kelly,  Mallette,  Smyth  and 
'enter— seven  members,  were  present. 

Preeident  Boldenweck  then  called  the 
xurd  to  order.    ■ 

MINUTES. 

The  minutes  of  the  regular  meeting 
3ld  February  8, 1899,  were  approved  as 
rinted,  on  motion  of  Mr.  Kelly,  see- 
ded by  Mr.  Mallette. 


•VOUCHERS. 

The  Clerk  presented  the  following 
youchers: 

ENOIXEERINO    DEPAKTMENT. 

John  R.  Davis  (test  pits) ?  274  (X) 

OEXEKAI.   ACCOINT. 

John  F.  Higf(rins    (printlnij:  Proceed- 
ings, January,  hsiK)) 126  99 

Total f  400  99 

«To  be  paid  by  warrants,  with  interest  oou 
pons  attaolied,  drawn  ai^ainst  the  tax  levy  for 

1898. 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Jones,  Kel- 
ly, Mallette,  Smyth  and  Wenter — seven. 
Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


KBI'OKT  IN  HEPKKENCB  TO  PAYMENT  ON 

,     CONTRACT  FOR  SCPKRSTRTJCTUKH  OP 

aOUTUWEST  BOULEVAilD  BRIDGE. 

Mr.  Carter,  Chairman,  presented  and 
the  Clerk  read  a  report  from  the  Com- 
mittee on  Finance  with  reference  to  and 
accompanied  by  a  Toucher  for  f  30,961.63 
in  favor  of  the  J.  C.  Waicner  Company, 
Bucceesors  to  Julius  G.  Wagnur,  the  re- 
port recommending  that  said  amount  be 
paid  the  said  company  on  their  filing 
written  authority  from  Julius  G.  Wag- 
ner to  cotlect  same. 
Ur.  Carter,  seconded  by  Hr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  reoommendationa  containea  therein 
oonourred  fn. 

Un  roll-call  the  vote  stood:  Yeas- 
Messrs,  Boldentfook, Carter,  Jones,  Kelly, 
Hallette,  Smyth  and  Wenter — seven. 
Nays — none. 


The  fullanlDg  U 

THE  IlEPOriT: 
•■CmcAui),  Februsrj- 14,  lUWI. 
r<i  lilt  tfoiiurahlr.  Ihe  Uunrd  of  Triulrrf  of  the 

SaaUary  Distriil  of  diieago: 

Gbntlbhen— Tour  Committee  on  Fi- 
nance desires  herewith  to  make  report 
that  the  Chief  Engineer  of  the  District 
has  executed  the  voucher  hereto  at- 
tached in  favor  of  The  J.  O.  Wagner 
Company,  doing  busincsa  formerly  as 
Julius  G.  Wagner,  for  Uie  contract  for 
the  Buperstructure  of  the  Southwest 
Boulevard  Bridge  orosBing  the  Blain 
Channel  on  Contract  Section  O,  in  the 
Eum  of  thirty -thousand,  nine  hundred 
sixty  one  and  eighty-three  hundredths 
($30,961.1J3)dollHrsi  and  the  Committee 
desires  to  recommend  that  said  amount 
be  paid  to  said  The  J.  G.  Wagner  Com- 
pany upon  the  condition  that  said  com- 
pany sliall  file  with  the  Clerk  of  the 
District  written  authority  to  collect  said 
sum  for  Julius  G.  Wagner,  whose  name 
is  signed  to  the  contract  aforesaid,  and 
to  whom  payment  of  the  sum  aforesaid 
must  otherwise  be  made. 

Respectfully  submitted, 
(Signed)  Z.  R,  Carter, 

b.  a.  eckhart, 
Thob.  Kelly, 
Alex.  J,  Jones, 
Frank  Wentbk, 


(One  enclosure.) 


REPORT  IN  RBFBRKNCB  TO  PAYMENT  ON 
CONTRACT  FOR  aUBSTKrCTUitE  FOR 
LBHONT  HIGHWAY  BllJDUE  ACROSS 
UAIN  CHANNEL. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read  a  report  from  the  Com- 
mittee on  Engineerin)^,  with  reference 
to  and  accompanied  by  the  report  and 
voucher  of  the  Chief  Engineer  for 
11,171.44  in  favor  of  Messrs.  Sack  ley  & 
Peterson,  contractors  for  tlie  substruc- 
ture for  Leniont  Highway  Bridge  across 
Main  Channel,  presented  and  referred 
to  that  Committee  at  the  meeting  held 
February  8,  18D»,  (page  5457  of  the  pro- 
ceedings], the  Committee  report  recom- 
mending that  the  Preeideut  and  Clerk 
be  authorized  and  directed  to  make  ftn«l 
payment  to  said  Sackley  &  Peterson  in 
the  sum  of  SI, 171.44  upon  the  executim 
of  a  receipt  in  favor  of  tbe  District,  to 
be  made  oy  said  contractors,  releosine 
the  District  from  any  knd  all  clainis  and 
demands  of  wbataoever  kind  and  nature 
arising  out  of  their  contract. 

Mr,  Smyth,  seconded  by  Mr,  Carter, 
moved  that  the  Committee  report  be 
adopted  and  reoommendations  contained 
therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas 
— Ueesrs.  Bol  den  week,  Carter,  Kelly, 
Uallette,  Smyth  and  Wenter— six.   Nays 


TIIK  KEPOIIT; 

"CmoAQO,  February  15,  1890. 
To  the  Honorable,  the  Board  of  Truateei 
of  the  Sanitary  Dliinci  of  CUlcago : 
Gentleuen— Your  Committee  on  En- 
gineering to  which  was  referred  (page 
5457  of  the  Proceedings)  a  report  of  the 
Chief  Engineer  of  the  District  in  refer- 
ence to  the  contract  with  Messrs.  Sack- 
ley  &  Peterson  tor  the  subetructure  for 
the  Lemont  Highway  Bridge  across  the 
Main  Channel,  herewith  desires  to  make 
report  that  the  Committee  has  examined 
said  certificate  and  fully  considered  the 
subject  matter  thereof,  and  recommendt 
as  follows: 

That  the  President  and  Clerk  of  tht 
District  be  authorized  and  directed  to 
make  final  payment  to  said  Meesra. 
Sacktey  &  Peterson  in  the  £um  of  eleven 
hundred  seventy- one  and  forty- four 
hundredths  ($1,171,44)  dollars,  the  sum 
found  to  be  due  said  contractors  in  tii> 
voucher  of  the  Chief  Engineer  her«b 


Pebrnary  K,,] 


■ttached,  upon  the  execution  of  a  receipt 
Id  facor  of  the  District,  to  be  made  b; 
Slid  contractors.  releaeiDK  tbe  District 
from  any  and  all  claiinn  and  demandB  of 
v'liatsoever  kind  or  nature  arising  out 
of  the  contract  for  the  construction  of 
llie  nibstniclure  of  said  Lemout  High- 
waj  bridge. 

BeepectfuUy  submitted, 

THCHAS    a,    HMTTn, 

C/lll(|-".'tF.. 

Thomas  Eeli.y. 
b.  &..  gceuikt. 
Z,  R.  Caktbk. 

J.    P.    M*1.LBTTE. 


Fhi> 


:  Wb) 


The  following  ia 

THEBEPORTL1P  THE  CIIJEF  RSii[NKER: 
"CHICAqO,  February  3, 18B9. 
To  tha  Himnrahle  the  Board  nf  Trustees 
of  the  Sanllaru  District  of  Chicago: 
Gbstlkmks— Tbe  voucher  in  favor  of 
Sackley  &  Peterson  Bubniitted  herewith 
ia  complete  and  linal  so  far  as  it  relates 
to  the  But«tructure  of  the  Lemont  Bigh- 
vay  Bridge,  but  does  not  comptete  alfof 
the  obligations  ot  the  contract  under 
which  t^is  work  was  awarded,  as  the 
^d  contract  provides  for  the  construe- 
lion  of  the  Stephens  Street  Subway, 
^uld  your  Honorable  Body  decide  to 
build  the  same. 

Respectfully  submitted, 
,  ^^gned)  ISHAM  Randolph, 

Vliief  £ngi>iaT-" 


Ur.  Smyth,  Chairman,  presented  and 
Clerk  read  a  report  from  the  Com- 
*tee  on  Engineering  with  refeieuce  to 
I  accompanied  by  the  linal  certificate 
the  Chief  Engineer  as  to  the  com- 
ion  of  the  contract  with  Meesrs. 
lan  .t  Byrne  for  Section  F,  the  report 
ommending  that  the  President  and 
tik  l«  authorised  and  directed  to 
ke  lin&l  payment  to  said  Oaban  & 
me  in  Ihe  sum  of  ?17,H2.21. 


On  roll-call  the  vote  etood:  Yeas — 
Meeers.  Boldenweck,  Jones,  Kelly,  Mal- 
lette.  Smyth  and  Wenter — six,  Naya — 
none.  Excused  and  not  voting— Hr. 
Carter— one. 


The  following  is 

THE  REPOKT: 

"Chicaoo,  February  14,  1899. 

To  the  ffmiorabU,  tlie  Jtoaril  of  Trasim  of  Ihr 
Saailary  Ditlrict  of  Cliicaga: 

Okntlsmbh— Your  Committee  on  En- 

fneering  herewith  reports  that  the  Chief 
nginaer  of  the  District  has  awarded  the 
final  certificate  for  the  completion  of 
Section  F  of  the  Main  Drainage  Channel 
to  Messra.  Qahan  &  Byrne,  contractors 
on  said  section,  in  the  sum  of  seventeen 
thousand  one  hundred  forty-two  and 
twenty-one  hundredths  (^17,142.21)  dol- 
lars, and  recommends  as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  said  Messrs. 
Gahan  Sc  Byrne  in  the  Sum  of  seventeen 
thousand  one  hundred  forty-two  and 
twenty-one  hundredths  (|IT,l43.3l)dol- 
lars,  the  sum  found  to  be  due  said  con- 
tractors in  the  aforesaid  final  certificate 
hereto  attached. 

Respectfully  submitted, 
(Signed)  Thou  AS  A.  Smyth, 

J.  F.  Mallbttb, 

ALKX.  J.  JOSBS, 

.  TaOHAS  Reli.y, 
Frank  Wbntkr, 
Wm.  Boldrnweck, 

Convmittee  on  Englneerlno. 


The  following  is 

HE  FINAL  CKRTIFIC ATE   OF   THE   CIHEF 
ENQtHBBR : 

"Chicago.  February  15, 18«9. 

To  the  nbiwrab'f,  Ihe  Bonrd  of  Tnialirs  of  Iht 
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order  of  the  Board  of  Trustees  dated 
November  24th,  1897  (page  4840  of  pro- 
ceedings), in  accordance  with  the  said 
contract  and  order  and  to  the  full  satis- 
faction of  the  Chief  Engineer.  This 
certificate  Is  given  sabiect  to  any  unac- 
crued or  unmatured  liabilities  arising  or 
growing  out  of  said  contract. 

The  volume  and  value  of  work  done 
by  them  is  as  follows: 

Glacial  drift.  Main  Channel,  166,167 

cubic  yards  Hr;^fl^c $  54.916  32 

Glacial  drift,  revetment  excavation, 

28.864  cubic  yards  at  29^ 6,859  08 

Glacial  drift,  surface  ditches,  2,009 

cubic  yards  at  JSOVjic 692  65 

Solid  rock,  Main  Channel,  87,448  cubic 

yards  at  90c 88,703  20 

Rip  rap  revetment,  22,418  cubic  yards 

at45c 10,08585 

8106,157  95 
Total  amount  paid 89,015  74 

Total  amount  due  and  unpaid $  17,142  21 

Respectfully  submitted, 

(Sigrned)  IsHAM  Randolph, 

Chief  Engineer. 


REPORT  IN  REFERENCE  TO  COMPLETION 
OP  CONTRACT  FOR  8UBSTKUCTURE  OP 
Cm  M.  &  N.  BRIDGE  ACROSS  KEDZIB 
AVENUE  NEAR  KA8T  END  OP  SECTION  N 
AND  FOR  SUPERSTRUCTURE  OF  A.,  T.  & 
S.  F.  BRIDGE  NEAR  EAST  END  OP  SEC- 
TION G. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read  a  report  from  the  Com- 
mittee on  Engineering,  with  reference 
to  and  accompanied  by  the  final  certi- 
ficates of  the  Chief  Engineer  as  to  the 
completion  of  the  contract  with  Messrs. 
McArthur  Bros.  Co.  and  Winston  Co. 
for  the  substructure  of  the  C,  M.  &  N. 
Bridge  across  Kedzie  Avenue  near  east 
end  of  Section  N,  and  with  the  Carnegie 
Steel  Company,  Limited,  for  the  super- 
structure of  the  A.,  T.  &  S.  F.  Bridge 
near  east  end  of  Section  G,  the  report 
recommending  that  the  President  and 
Clerk  be  authorized  and  directed 
to  make  final  payment  to  said 
McArthur  Bros.  Co.  and  Winston  &, 
Co.  in  the  sum  of  $1,076.34, 
and  to  the  said  Carnegie  Steel  Company, 
Limited,  in  the  sum  of  $20,416.00,  upon 
the  execution  of  a  receipt  in  favor  of  the 
District  by  each  of  said  contractors,  re- 
spectively, in  full,  and  releasing  the 
District  from  any  and  all  claims  or  de- 
mands whatsoever. 

Mr.  Jones,  seconded  by  Mr.  Smyth, 


moved  that  that  part  of  the  report  in 
reference  to  the  Carnegie  Steel  Com- 
pany, Limited,  be  eliminated  from  the 
report  and  referred  back  to  the  Commit- 
tee on  Engineering. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Carter,  Jones,  Kel- 
ly, Mallette,  Smyth  and  Wenter— seven. 
Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

Mr.  Smyth,  seconded  by  Mr.  Jones, 
then  moved  that  the  report  be  adopted 
as  amended. 

On  roll-call  the  vote  stood:  Teas — 
Messrs.  Boldenweck,  Carter,  Jones,  Kel- 
ly, Mallette,  Smyth  and  Wen ter— seven. 
Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT  AS  AMENt>ED  : 

CHICAGO,  February  14,  1899. 

To  the  Honorable  the  Board  of  Tntstees  of  the 
Sanitary  District  of  Chicago  : 

GENTLEMEN— Your  Committee  on  En- 
gineering to  which  was  referred  (page 
5457  of  the  Proceedings)  the  final  cer- 
tificate of  the  Chief  Engineer  of  the 
District  in  reference  to  the  completion 
of  the  contract  with  Messrs.  McArthur 
Brothers  Company  and  Winston  & 
Company  for  the  excavating  of  the 
foundations  and  masonry  and  concrete 
work  for  the  Chicago,  Madison  and 
Northern  Railway  Company's  bridge 
across  Kedzie  Avenue  on  Contract  Sec- 
tion N,  herewith  desires  to  report  that 
the  Committee  has  examined  said  cer- 
tificate and  fully  considered  the  subject 
matter  of  the  completion  of  the  work 
done  under  said  contract,  and  recom- 
mends as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  said  Messrs.  Mc- 
Arthur Brothers  Company  and  Winston 
&  Company  in  the  sum  of  one  thousand 
seventy-six  and  thirty- four  hundredths 
($1,076.84)  dollars,  the  sum  found  to  be 
due  said  contractors  in  the  aforesaid 
final  certificate  hereto  attached,  upon  the 
execution  of  a  receipt  in  favor  of  the 
District  to  be  made  by  said  contractors 
in  full,  and  releasing  the  District  from 
anv  and  all  claims  or  demands  of  what- 


soever   kind   or   natare    in    said 

Respect tullv  Gubmltted, 
(Sidned)  TnoMAS  A.  S^ttii, 

J.    P.    M»LI.F.TTE, 

Z.  B.  Carter, 
Tbomas  Kai.Lt. 
Frank  Wentbk, 
Wji.  Boldbnwbck. 


«  EHn'i" 


(Two  enclosure*.) 


The  following  is 


'    "Chicaoo.  Febniary  7.  1899. 

Ta  tke  Bonorable  the  Board  of  TntXrti  of  the 

Haniiary  Ditlriei  of  Chicago: 

Ubntlxmen — I  hereby  certifv  that  Mc- 
Anhor  Brothers  CompsnTana  Winston 
and  Company  have  completed  all  of  the 
work  covered  by  their  contract  dated 
Angnst  19, 18B8,  for  excavating  founda- 
tions, and  maeoory  and  concrete  work, 
tor  the  Chicago,  Madisoo  and  Northern 
Railway  Company's  Bridge  across  Ked- 
xte  Avenne,  on  Contract  Section  "N." 
The  work  is  done  to  the  full  satisfaction 


of  the  Chief  Engineer,  and  in  accord- 
ance with  the  terms  of  said  contract 
with  this  District. 

This  certificate  is  given  subject  to  any 
unaccrued  or  nnmatured  obligations  im- 
poeed'by  the  contract. 


ExoaTatlDf,  I.IKM  cu.  fdi.,  atSOc 

Portlaod  eement  concrete,  Stl.Bl  c 

ydt,  atl7,«> 

HaaoDry.aS.BScu.  Ids.,  itt$lS.«a 


..&MM» 


Total  amountpald 

Tata) amount dae  and  aiii>Bld t  l.ore  U 

Respectfully  submitted, 

ISHAU  Randolph, 

Chi'f  Engiiun:" 
ADJOURNMENT. 

Mr.  Hallette,  seconded  by  Hr.  Kelly, 
moved  that  the  Board  do  now  adjourn 
until  Thursday,  February  33,  1899,  at  8 

o'clock  P.  M. 


-?^?C- 


r 
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PROCEEDINGS 

Board  of  Trustees 
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Sanitary  District  of  Chicago. 


FEBRUARY  23,  1899. 


OFFICIAL  RECORD. 

PubtWted  bv  atOhorUv  of  CM  Board  Of  IV14«- 

urn  of  Bit  Sanitary  DMrlet  Of  Cbleago, 

ADJOURNED  MEETING. 

The  second  adjourned  aeasioa  of  th« 
Tonr  hundred  and  tvreaty-aeventh  reg- 
ular meeliDK  o'  the  Board  of  Trastem 
of  the  Sanitarj  Oiatrict  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Thursday,  February  2S,  1899, 
at  3  o'clock  P.  M.,  purauuit  to  motion. 

On  roll  call,  Meaera.  Carter,  Eckhart, 
EeQy,  Mallette,  Smyth  and  Wenter— 
six  members,  were  present. 


BLBCnON  OP  TEMrOBAST  CHAIRUAN. 

Hr.  Carter,  neconded  by  Mr.  Wenter, 
tDoved  that  Mr.  B.  A.  Eckhart  be  elected 
lemporary  chairman. 


The  motion  prevailed  unanimously, 
and  Mr.  Eckhart  wse  declared  duly 
elected  temporary  chairman  and  there- 
upon took  toe  chair. 

XDniTBS. 

The  minnlea  of  the  regular  meeting 
held  February  15,  ISBB,  and  of  the  ad- 
jonmed  BeasIoD  of  the  eaoie,  held  Feb- 
ruary 16,  1899,  were  approved sa printed, 
on  motion  of  Ur.  Kelly,  seconded  by  Hr, 
Smyth. 

•V0DCBBB8. 


f  DBFARTUBNT, 


Total «,5,3M  00 


Hr.  Carter,  seconded  by  Mr.  Mallette, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-oall  the  vote  atood:  Yeas — 
U»BrB.  Carter.  Eckhart,  Eell;,  MalleCte, 
Smyth  and  Wenter— six.    Nays— none. 


VBESLT  BBPOKT  ON  EHPLOTBS. 

The  Clerk  presented  a  report  in  accord- 
ftnce  with  the  rules,  showlnK  the  num- 
ber ot  persons  In  the  employ  of  the 
District  for  the  week  end  ing  February 
18,  1899,  which  was  read,  and,  by  unan- 
imous coosent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  rkfobt: 

■■CaiCAOO,  February  83,  1899. 

3o  the  UonorabU  the  Board  of  Tnutea 
of  the  aanitary  XHatrict  of  Chicago: 

Gbntleicbn—I  befi  leave  to  report  here- 
with the  number  of  persons  in  the  em- 
eloy  of  the  District  for  the  week  ending 
ebruaiT  18, 1899,  as  the  same  have  been 
»port«d  to  me: 

EnKineerlng  department 76 

Clerical  department 6 

Law  department 8 

Treasury  department 1 

Police  department 38 

Telephone  operator. 1 

Total  employes 137 

BeepeotfuUy  submitted, 
(Signed)  Joseph  F.  Haas. 

CUrk." 

UOMTHLT    REPORT   PROH   LAW  DEFABT- 
XBNT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of 
January,  1899,  which  was  read,  and  by 
unanimous  consent  was  ordered  printed 
and  placed  on  file. 


The  Mloiriog  Is 

THE  RKPOBT. 
"CaiCiOO,  Foliruory-a?,  ISOSi. 
To  the  HmtOTobU  the  Boant  uf  Triutett  of  tlte 
Saidlary  Outriet  af  Chieaijo: 

Oentlbmbh— I  have  the  honor  to  trans- 
mit the  report  of  the  Law  Di'partment 
f^r  the  month  of  January,  18^9. 


aSMKRAL  KXTKN'SeS. 

Court  coBts. (1,419  00 

Expense  account. . . .      582  75 

L^servioes 8,548  3S 

Books,  printing  and 
stationery 1,?15  76 


LAND   ACCOCVr. 


The  following  Is  a  brief  resume  of  the 
several  matters  passed  upon  and  coming 
within  the  jurisdiction  of  the  depart- 

The  case  of  Edward  Payette  et  al. 
versus  The  Sanitary  District  of  Chicago, 
in  the  Superior  Court  of  Cook  County, 
General  No.  148,969,  was  tried  before 
Judite  Holdom  and  a  jury.  The  jury 
were  instructed  to  And  for  the  defend- 
ant, and  a  verdict  to  that  effect  was 
rendered  and  judgment  entered  thereon. 

The  case  of  John  Lynch  versus  Sani- 
tary District  of  Chicaso  el  al.,  in  the 
Circuit  Court  of  Cook  County.  General 
No.  109,807,  was  reached  for  trial  tiefore 
Judge  Baker  and  ccHitinued. 

The  case  of  The  Sanitary  District  of 
Chicago  versus  Lazarus  Silverman,  in  the 
Superior  Court  of  Cook  County,  General 
No.  164,086,  was  referred  to  Master  in 
Chancery  George  W.  Miller,  to  take 
proofs  and  report  his  oonclusions. 

The  case  of  James  Ray  versus  The 
Sanitary  District  of  Chicago,  in  the  Cir- 
cuit Court  of  Will  Conniy.  after  a  trial 
before  Judge  Ellscher,  the  jury  returned 
a  verdict  of  S3SO.0O.  This  was  for  dam- 
ages caused  by  flooding  of  the  promises 
in  question  (about  forty  acres)  for  a 
period  of  four  years  prior  to  the  starting 
of  this  suit.    Under   this  decsision   (h« 
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District  would  be  liable  for  all  damage 
done  in  the  future. 

The  case  of  Bowers  and  Brown  versus 
The  Sanitary  District  of  Chicago,  on 
motion  of  the  defendant,  was  placed  on 
the  trial  calendar  of  the  United  States 
CSrcoit  Ck)urt. 

The  case  of  Mason,  Hoge,  King  and 
Gompany  versus  James  Reddick,  Clerk, 
and  The  Sanitary  District  of  Chicago, 
hss  been  reached  in  the  Appellate  Court, 
First  District  of  Illinois,  and  taken  under 
advisement. 

Henry  J.  Burke  versus  The  Sanitary 
District  of  Chicago,  in  the  Circuit  Court 
of  Cook  County,  General  No.  165,616, 
was  tried  before  Judge  Hanecy  and  a 
finding  entered  in  favor  of  plaintiff  and 
judgment  for  $102.60.  The  Court  hold- 
ing that  Uie  eight  hour  law  applied  to 
inspectors  of  the  Sanitary  District,  and 
that  employes  of  this  class  can  recover 
for  any  time  in  excess  of  that  limitation. 
A  motion  for  a  new  tnal  was  made  and 
overruled,  and  an  appeal  has  been  prayed 
and  allowed  to  the  Appellate  Court 

Sidney  A.  Elent  versus  The  City  of 
Chicago,  Sanitary  District  of  Chicago  et 
al,  in  the  Circuit  Court  of  Cook  County, 
General  No.  148,088.  The  demurrer  of 
the  Sanitary  District  was  overruled  and 
role  to  plead  instanter  entered.  This 
case  is  now  on  Judge  Garver's  trial  cal- 
endar. 

In  addition  to  the  above  several  briefs 
and  opinions  have  been  prepared  by  this 
department. 

The  preparation  of  the  record  in  the 
case  of  Bridget  McGuirl  versus  the  Sani- 
tary District  of  Chicago,  together  with 
tlie  regular  routine  work  of  the  office, 
wfli  occupy  this  department  for  the  en~ 
suing  month. 

Very  respectfully, 

(Signed)  Chabues  C.  Gilbert, 

Attorney,** 


BPOBT  IN  BSFBBBNCB  TO  COMPLETIOK 
OP  CX)NTBACT  FOR  SECTION  O. 

The  Clerk  presented  a  report  from  the 

lief  Engineer,  being  final  certificate  in 

ference  to  the  completion  of  the  con- 

mot  with  the  McMuion  &  Montgomery 

3o.  et  al.  for  Section  O,  which,  on  motion 

I  Mr.  Smyth,  seconded  by  Mr.  Wenter, 

99B  referred  to  the  Committee  on  Engi- 

eering. 


REPORT  IN  RBPBRENCB  TO  MONTHLY  RE- 
PORT PROM  ENGINEERING  DEPART- 
MENT FOR  DECEMBER,  1898. 

Mr.  Smyth,  Chairman,  presented  a  re- 
port from  the  Committee  on  Engineering 
with  reference  to  and  accompanied  by 
the  monthly  report  from  Engineering 
Department  for  the  month  of  December, 
189S,  presented  and  referred  to  that  Com- 
mittee at  the  meeting  held  February  16, 
1899  (page  5473  of  the  proceedings),  the 
Committee  report  recommending  that 
the  same  be  placed  on  file  with  the  Clerk 
of  the  District. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  Committee  report  be 
adopted  and  the  recommendations  con* 
tained  therein  concurred  in. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  COMMITTEE  REPORT: 

''Chicago,  February  20, 1899. 

To  the  Honorable^  the  Board  of  Trustees  of  tJie 
Sanitary  District  of  Chicago: 

Oentlemen— Your  Committee  on  En- 
gineering, to  whom  was  referred,  at  the 
meeting  of  the  Board  held  on  February 
15,  1899  (page  6473  of  the  proceedings), 
the  report  of  the  Engineering  Depart* 
ment  of  the  District  for  the  month  of 
December,  1898,  desire  herewith  to  make 
report  that  the  Committee  has  consid- 
ered the  same  and  returns  the  same  here- 
with with  the  recommendation  that  it 
be  placed  on  file  with  the  Clerk  of  the 
District. 

Respectfully  submitted. 


(Signed) 


Thomas  A.  Smtth, 

Chairman, 

J.  P.  Mallette, 

Z.  R.  Carter, 

Thomas  Kbllt, 

b.  a.  eckhart, 

Frank  Wenter, 

Committee  on  Engineering.** 


The  following  is 

THE  REPORT  PROM  BNGINEERINO  DE- 
PARTMENT : 

"CmcAOO,  Feb.  10, 1899. 

To  the  Honorable  the  Boa/rd  of  Trustees 
of  the  Scmitcvry  District  of  ChieaQo: 

Qentlehbn— I  herewith  transmit  the 


report  of  the  EoKineeriDg  Deputmeot 
for  the  month  of  December,  18B8,  giviag 
the  detailed  operatioDB  of  the  Berend 
dWialona  coDBtiLuting  the  same. 

The  value  of  the  oonHtruction  work 
done  during  the  month  was  |128, 140, 76, 
divided  aa  follows;  Main  Chaonel,  954,- 
M3.4S;  bridges,  $S7,697.B8.  The  engi- 
neering expenaes  for  the  month  were 
ilO,022.S8,  divided  as  follows:  Salaries, 
3,482.78;  supplies,  etc.,  11,589.60.  De- 
tails of  the  above  figures  are  given  in 
tabulated  statements  herewith, 

sivtatOH  or  coNSTROcrnoH. 

Tb«  weather  during  the  month  was 
unfavorable  to  progress  of  the  work. 
Rain  or  Bnow  was  recorded  on  seven 
dayB.  The  temperature  varied  from  — 3 
d^rees  to  43  degrees  above,  Fahrenheit. 

Chicago  Bivw  imp rot«ment— Very  lit- 
tle work  was  done  on  the  Adams  Street 
By-pasa  owing  to  the  delays  occasioned 
by  the  floods  at  that  point.  It  was  not 
until  the  latter  part  of  the  month  that 
the  oontraotore  euooeeded  in  finishing 
tbe  coffer  dam  around  the  center  pier  of 
tbe  Adams  street  bridge  and  pumped  the 
water  out.  Tbe  work  of  esMvatiou  was 
then  begun  again,  the  plant  need  being 
■mall  dump  cars,  which  were  loaded  by 
hand  and  ran  out  from  beneath  the  tem- 
porary roadway  and  then  raised  by 
means  of  an  elevator  and  hoisting  en- 
gine, and  the  material  dumped  into  the 
river.  The  excavation  was  then  dredged 
from  the  river  and  loaded  into  scows 
and  dumped  into  the  lake. 

At  Jackson  street  a  small  amount  of 
excavation  was  accomplished  and  some 
work  was  done  on  the  temporary  road- 
way. Besides  this,  new  anchor  rode 
were  put  in  the  old  dock  in  order  to 
protect  it  and  hold  it  from  going  into 
the  river. 

On  December  fllh,  a  small  tug,  "Black- 
ball No.  a,"  was  sunk  on  the  line  of  this 
work,  and  the  owners,  after  repeated 
eSorta  to  raise  the  same,  abandoned  it. 
The  Distriot  was  negotiating  for  its  re- 
moval during  the  month,  but  nothing 
was  finally  decided  on  during  that  period. 

The  total  work  done  on  the  By-pass 
for  the  month  was  300  cubic  yards  of  ex- 
cavation. 69.600  feet  B.  H.  of  timber 
used,  and  1,QIX)  lineal  feet  of  pilee  driven. 
The  contractors  are  now  in  shape  to  pro- 
ceed more  rapidly  with  the  work. 

The  work  of  dredging  the  South  Branch 
progressed  rapidly,  70,200  cubic  yards  of 
material  having  been  removed,  as  were 


also  160  lineal  feet  of  dock.  Dredges 
Nob.  1  and  3  worked  altogether  04  ehifta 
of  eight  hours,  and  loadeti  314  scows. 
The  work  was  between  Ashland  avenue 
and  Main  street,  and  the  material  exca- 
vated was  mostly  sludge. 

Section  "O"— The  work  of  erecting  the 
Southwest  Boulevard  Bridge  was  con- 
tinued throughout  the  month. 

The  construction  of  tbendditional  tres- 
tle for  the  Chicago  Junction  Railway 
Companj^  at  Campbell  avenue  crossing 
was  continued  during  the  entire  mouth, 
and  Bnished  on  the  last  day.  The  rail- 
way company  was  notified  of  its  comple- 
tion. A  vouchee  was  drawn  as  part 
payment  during  the  month,  which 
amounted  to  |l,7Ba.OO. 

The  different  railway  companies  at  the 
Campbell  avenue  crossly  did  more  or 
leas  work  daring  tbe  month  on  Uieir 
tracks  over  ana  near  the  temporary 
bridges.  The  trestle  used  by  the  Chi- 
cago Junction  Railway  Company  was  re- 
paired during  the  month  by  A.  T. 
Wilcox. 

Stetion  "JT'— On  this  section  shovel 
and  train  work  was  continued  in  dav 
shifts  only  up  to  the  9(h  of  the  month; 
from  that  time  to  the  end  of  the  montli 
the  Bhovel  worked  but  one  day,  tbe  20lh. 
Regular  and  extra  price  vouchers  for 
9,679  cubic  yarde  of  glatial  drift  were 
drawn  during  the  month,  the  extra 
price  voucher  being  tor  haul  to  South- 
west boulevard. 

The  work  of  excavaCIng  the  Eedzie 
avenue  roadway  at  tbe  site  of  the  C  ,  M. 
&  N.  B.  R.  Co.'b  viaduct  was  begun  by 
Hayes  Bros,  about  tbe  middle  of  the 
month  and  diligently  prosecuted  until 
the  end  of  the  month,  but  not  completed. 
The  traffic  on  the  street  was  not  inter- 
fered with. 

Some  repairs  were  made  to  Gray  & 
Ehrake's  excavator  and  the  whole  tna- 
chine  boxed  up  to  be  used  In  fine 
weather,  l^is  machine  was  brought  on 
this  section  some  time  ago,  but  has  not 
yet  been  put  in  operation. 

The  final  voucher  for  the  substructure 
of  the  C,  M.  &  N.  R.  R.  Co.'s  Bridge 
over  the  Main  Channel  was  rendered  on 
the  IDth  of  the  month,  which  amounted 
to  94,794.41.  The  work  of  erecting  the 
superstructure  for  this  bridge  was  con- 
tinued throughout  the  month. 

The  BUbetrncture  for  the  C,  M.  ft  K. 
R.  R.  Co.'b  viaduct  across  Eedzie  avenue 
was  completed  on  tbe  Snd  of  the  monUi 
and  the    backfilling  and  embankmeDts 
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behind  the  abutments  were  completed 
OD  the  9th.  The  final  voucher  for  the 
sobstmoture  of  the  Kedzte  Avenue  Bridge 
over  the  Main  Ghann^  was  rendered  on 
the  16th  of  the  month,  which  amounted 
to  $2,483.89.  The  work  of  erecting  the 
soperstructure  for  this  bridge  began  on 
the  6th  and  continued  throughout  the 
month.  On  tlie  28th  a  voucher  to  the 
contractors  for  this  work  was  issued  for 
60  per  cent  of  the  contract  price  for 
having  delivered  all  of  the  material  upon 
the  site  of  erection.  The  work  of  grad- 
ing approaches  was  continued  through- 
out tne  month  and  a  voucher  for  1,721 
cable  yards  was  rendered  for  that  period. 

The  final  voucher  for  the  substructure 
of  the  A.,  T.  &  8.  F.  By.  Bridge  over 
the  Main  Channel  was  rendered  on  the 
29th  of  the  month  and  amounted  to 
|S,644.62.  A  small  force  worked  on  the 
saperstructure  during  a  portion  of  the 
nx>nth,  setting  track  castings  and  center 
pins.  The  raising  of  the  Santa  Fe  main 
line  tracks  was  completed  during  the 
month. 

SeetUm  "J?"— The  raising  of  a  dam 
across  the  Main  Channel  near  Station 
B48,  in  order  to  protect  the  unfinished 
portion  of  the  section  was  begun  on  the 
10th  and  continued  to  the  end  of  the 
month.  The  work  is  being  done  by 
Gahan  &  Byrne's  wheel  scraper  force. 

SeeUon  **G"— A  voucher  was  drawn 
during  the  month  for  1,024  cubic  yards 
of  material  taken  off  from  the  new  Santa 
Fe  railroad  bank  across  this  section  dur- 
ing October  and  November.  It  was 
found  necessary  to  cut  down  this  bank 
fix  the  greater  portion  of  its  length  as 
an  excessive  amount  of  shnnkage  was 
allowed  on  same  at  the  time  of  its  con- 
struction. 

Siction  •'JP'" — Rock  excavation  by  trav- 
eling derrick  was  continued  throughout 
the  month,  the   plant   having  worked 
onlv  during  the  day  time.    All 'of  the 
rock  excavated  was  used  in  revetment 
wall.    The  quantities  vouchered  on  ac- 
count of  this  work  are  as  follows:  Glacial 
drift,  1,000  cubic  yards;  solid  rock,  1,000 
able  yards;  revetment  wall,  8,000  cubic 
ards.    The  final  measurements  and  cal- 
>alation8  for  the  final  estimate  on  this 
action  were  begun  during  the  month 
Jid  were  well  under  way  on  the  1st  of 
January.    The  shovel  used  on  this  sec- 
ion  was  moved  east  as  far  as  the  Santa 
fe  bridges  on  Section  "G,"  and  the  wheel 
icraper  force  used  in  trimming  up  the 
ik^KS  and  bottoms  of  the  completed  por- 
ionsofthe  section  continued  work  to 
tie  10th  of  the  month. 


The  concrete  work  in  the  north  abut- 
ment of  the  substructure  for  the  Sum- 
mit-Lyons road  permanent  bridge  over 
the  Main  Channel  was  completed  on  the 
12th,  and  the  masonrv  for  same  was 
completed  on  the  28ra  of  the  month. 
The  masonry  work  for  the  south  abut- 
ment was  begun  on  the  8rd  and  finished 
on  the  8th  of  the  month.  Both  abut- 
ments were  backfilled.  The  excavation 
for  the  center  pier  was  begun  on  the  27th 
of  the  month.  The  quantities  vouchered 
on  account  of  this  work  are  as  follows: 
Excavation,  1,879  cubic  yards;  timber  in 
foundation,  2,600  feet  B.  M.;  piles  de- 
livered, 820  lineal  feet;  piles  driven,  502 
lineal  feet;  Portland  cement  concrete, 
226  cubic  yards;  masonry,  800  cubic 
yards. 

/Section  "^•— The  traveling  derrick 
continued  to  remove  rock  the  entire 
month.  Hie  Peteler  car  plant  also 
worked  on  rock  excavation  daring  that 
period*  The  totaJ  output  of  these  twp 
plants  was  6,674  cubic  yards,  all  of  which 
was  placed  in  revetment  wall.  There 
was  excavated  from  the  hard  stratum 
referred  to  in  the  mohthly  report  for 
November  2^986  cubic  yards,  40  per  cent 
or  1,196  cubic  yards  of  which  was  classi- 
fied as  rock.  The  Merry-go-round  plant 
continued  work  throughout  the  month, 
removing  8,972  cubic  yards  of  material 
from  the  Bfain  Channel  prism  and  7,221 
cubic  yards  from  revetment  excavation. 
One  thousand  one  hundred  and  ninety- 
five  cubic  yards  of  this  amount  was 
classified  as  solid  rock.  The  quantities 
vouchered  on  account  of  this  work  are 
as  follows:  Glacial  drift,  Main  Channel, 
2,777  cubic  yards;  solid  rock.  Main 
Channel,  6,869  cubic  yards;  revetment 
excavation,  7,221  cubic  yards;  revetment 
wall,  11,666  cubic  yards. 

The  work  of  excavation  for  the  south 
abutment  of  the  C.  T.  T.  R.  R.  Bridge 
over  the  Desplaines  River  was  continued 
up  to  the  10th  of  the  month  and  nearly 
completed.  The  banks  fell  in  and  the 
pit  filled  with  water,  causing  the  work 
to  be  practically  abandoned.  Six  hun- 
dred cubic  yards  were  vouchered  on  ac- 
count of  this  work  during  the  month. 
There  were  also  vouchered  during  the 
month  1,194  cubic  yards  for  grading  ap- 
proaches to  this  bridge,  which  work  is 
completed  with  the  exception  of  the 
ballast.  The  C.  T.  T.  R.  R.  Co.  was  em- 
ployed during  the  month  hauling  and 
placing  sand  for  ballasting  its  tracks  be- 
tween those  of  the  C.  &  A.  R.  R.  and  the 
Santa  Fe  Ry.  Co. 

The  C.  T.  T.  R.  R.  Co.'s  temporary 
bridge  over  the  Main  Channel  was  re- 
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moved  between  the  5th  and  17th  ot  the 
month;  26,446  feet  B.  U.  of  the  material 
in  thia  structure  were  hauled  to  the  Pan 
Huidle  crosBliiK  and  used  in  the  new 
trestle  for  the  Chicago  Junction  Railway 
Company.  The  remainder  of  the  ma- 
teriti  naa  stored  on  the  eround.  The 
total  qnantitf  of  material  aaved  from 
this  structure  amounts  to  IM.SS?  feet 
B.  M.,  for  which  a  voucher  to  Q.  M. 
Huse  was  drawn,  together  with  compen- 
sation for  loading  2a,448  feet  B.  M.  of 
this  amount,  and  an  extra  item  (or  re- 
moving rails  from  tbe  structure.  A 
voucher  for  the  construction  of  the  C. 
T.  T.  R.  R.  Co.'s  temporarj  bridge  over 
the  Desplaiuea  River  was  drawn  during 
tbe  month,  which  amounted  to  (8.808.40. 

The  false  work  under  the  old  Summit- 
L;(»is  Road  permanent  bridge  over  the 
EleHplaines  River  was  removed  by  tbe 
Uassillon  Bridge  Companj  during  the 
month,  and  aHnal  voucher  amounling 
to  $1,700.00  was  issued  to  them 
on  account  of  their  entire  work 
on  this  bridge.  The  Chicago  Crushed 
Stone  Company  were  given  a 
voucher  for  $391.03  for  the  de- 
livery of  828.86  cubic  yards  of  stone  to 
tbe  north  approach  of  this  bridge.  The 
following  quanties  were  also  vouchered 
on  account  of-  this  structure:  Qrading 
approaches,  8,643  cubic  yards  giaciu 
drift;  removing  old  roadbed,  GOO  cubic 
yards  glacial  drift. 

Section  1 — Work  continued  on  the  Wil- 
low Springs  Road  permanent  bridge  over 
the  Main  Cbanuet  up  to  and  including 
the  6th  of  the  month,  at  which  time  all 
Bubatructure  work  under  the  conrract 
was  tlniHhad,  The  quantities  vouchered 
for  the  month  on  tbie  account  are  aa  fol- 
io wb;  Excavation,  183  cubic  yards; 
Portland  cement  concrete,  09.4  cubio 
;ards;  maaonry,  89.2  cubic  yards.  A 
final  voucher  was  rendered  these  con- 
trftotora  on  the  31st  of  the  month,  which 
amounted  to  $1,881.(2. 

iSfMtton  7— Btone  cutting  for  the  Lemont 
Boad  permanent  bridge  across  the  Main 
Channel  on  Section  8  was  begun  on  the 
SOth  of  November  and  continued  up  to 
and  including  the  18th  of  the  month 
with  an  average  force  of  seven  stone 
cutters  employed  daily.  A  traveler  was 
need  at  the  cutting  dock  for  loading 
stone.  One  boat  load  of  stone  was 
shipped  to  Romeo  on  the  1st  and  two 
boat  loads  to  Summit  during  the  remain- 
der ot  the  month.  Stone  for  Summit 
was  transferred  into  seven  cars  at  Le- 
tnont.  A  force  of  four  laborers  was 
engaged  from  the  1st  to  the  3rd  of  the 


Section  *— The  placing  of  iron  work  for 
tbe  superstructure  of  th«  A.,  T.  AS.  F. 
Ry.  Co. 'a  Bridge  over  tbe  Main  Channel 


derricks  were  used  and  an  average  of 
twelve  laborers  employed.  Work  con- 
tinued throughout  the  month  on  the 
Santa  Fe  Railroad  embankment  with  a 
daily  average  force  used  of  twenty-two 
laborers,  four  teams  and  twenty-five 
dump  cars  in  conjunction  wilh  tbe  steam 
shovel  and  cable  incline  hoisting  engine. 
The  steam  shovel  was  moved  twice  dur- 
ing the  month  and  the  haul  would  aver- 
age one  thousand  feet;  18^600  cubic  yards 
of  material,  tbe  greater  portion  of  which 
was  looee  rock,  were  placed  in  embank- 
ment in  twenty-one  days,  averaging  G4S 
cubio  yards  per  day.  Vouchers  amount- 
ing to  $143.00  were  issued  to  the  Sants 
Fe  Company  for  ezpenaes  in  connection 
with  the  work. 

The  placing  of  concrete  in  the  center 

Eier  for  the  Lemont  Road  permanent 
ridge  over  tbe  Main  Channel  was  begun 
on  the  20th  and  was  completed  on  the 
23ndor  tbe  month.  The  laying  of  ma- 
sonry was  begun  on  the  Htli  and  com- 
pleted on  the  28rd  of  the  month.  One 
steam  and  one  hand  derrick  were  used 
on  this  work  and  an  average  of  fourteen 
lalrarers,  including  stone  cutters,  and 
three  teams  were  employed.  The  quan- 
tities vouchered  for  the  month  on  ac- 
count of  this  work  are  as  follows:  Port- 
land cement  concrete,  60  cubic  yards; 
masonry,  270  cubic  yards.  A  voucher 
for  $108.S0  for  work  on  I.^niont  Road 
was  issued  to  Uaaon,  Hoge,  King  &  Co. 
A  voucher  for  $10,440.00  was  issued 
during  the  month  to  the  Peno  Bridge 
Co.  for  work  on  superstiuclure  of  the 
A.,  T.  &  S.  F.  Ry,  Co.'s  bridge  across  the 
E)e6plaineB  River  on  this  section. 

Bear  Trap  Dam— A  force  of  five  or 
six  men  was  employed  at  this  point  in 
the  construction  of  large  oak  gates  and 
placing  and  painting  iron  work. 

Section  /6— Only  a  smnll  amount  of 
work  was  done  on  Ihia  section  during 
the  month.  An  average  force  of  nine  or 
ten  laborers  and  three  or  four  teams 
were  engeged  in  excavation  up  to  and 
including  the  12th  of  the  month,  and 
1,200  ctibic  yards  were  vouchered  for 
that  period.  A  voucher  to  Hayes  Broe. 
for  work  on  the  temporary  Lockport 
road  in  October  and  Noveiuber,  amount- 
ing to  $306.30,  was  issued  in  December; 
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also  one  in  favor  of  P.  T.  Dunn  &  Go. 
for  lights  inBtalled  on  Lockport  tem- 
porary road. 

Section  i7— Work  on  this  section  was 
confined  to  the  portion  north  of  Ruby 
street  and  west  of  the  Upper  Basin  and 
Illinois  and  Blichigan  Canal,  and  contin- 
ued day  and  night  throughout  the  greater 
part  of  the  month.  The  plant  in  opera- 
tion consisted  of  one  steam  shovel,  two 
locomotives,  one  steam  derrick,  five 
rteam  drills,  six  wheeled  scrapers  and  two 
cable  incline  hoists.  One-yard  and  five- 
yard  dump  oars  were  also  used,  and  three 
pomps  were  run  in  double  shifts  through- 
out the  month.  About  10,200  cubic 
yards  of  earth  were  taken  out  of  this 
section  as  follows:  6,400  cubic  yards  with 
wheeled  scrapers;  8,000  cubic  yards  by 
wheelbarrow  forces;  SOO  cubic  yards 
with  wagon  gangs,  and  1,800  cubic  yards 
with  car  gangs  of  shovelers.  one-yard 
and  five-yftfd  cars  being  used.  Twenty- 
five  thousand  two  hundred  cubic 
yards  of  solid  rock  were  excavated 
as  follows:  9,000  cubic  yards  by  steam 
shovel,  loaded  into  five  yard  cars 
and  removed  to  spoil  area  by  loco- 
motives in  89  half  shifts,  averaging 
S3d  cubic  yards  per  shift;  4,000  cubic 
yards  by  steam  derrick  and  skips  in  con- 
nection with  trains  of  five-yard  cars 
handled  by  locomotives  in  21  half  shifts, 
averaging  186  cubic  yards  per  shift; 
11,400  cubic  yards  by  car  gangs  of  rock, 
men  using  one-yard  cars;  800  cubic 
yards  by  wagon  and  wheelbarrow  forces. 

Section  i^— Work  on  this  section  was 
confined  to  the  new  river  channel  below 
Jefferson  street.  Three  thousand  four 
hundred  cubic  yards  of  material  were 
vouchered  for  this  work  for  the  month 
m  21  half  shifts,  averaging  158  cubic 
yards  per  shift.  One  steam  drill  and  an 
average  of  17  one-yard  dump  cars  were 
used  in  connection  with  laborers  and 
teams. 

Fumping  PZont— The  rotary  pump  was 

run  continuously  during  the  month.    As 

the  boilers  remained  in  poor  condition  it 

was  found  impracticable  to   run  more 

lan  one  pump.    The  elevation  of  water 

1  Dec.  81st  was  8.4  feet  above  grade. 

•IVmiOIl  OF    DBAFTINa    AND   DESIQNINa. 

The  regular  platting  was  continued  on 
mUmr  maps  between  Lockport  and 
emoDt;  on  the  50-foot  scale  maps  of  the 
lorth  Branch  of  the  Chicago  River  and 
« the  aUas  of  the  right  of  way. 

The  following  drawings,  etc.,  were 


made:  Drawings  to  accompany  the  con- 
tract of  the  Sanitary  District  with  the 
Economy  Light  and  Power  Ck>mpany; 
drawings  attached  to  modified  decree  in 
case  of  lUinoisand  Michigan  Canal  Com- 
missioners vs.  Sanitary  District  of  Chi- 
cago; diagrams  showing  means  of 
analysis  along  waterways  between 
Bridgeport  and  Alton;  plan  of  Pan 
Handle  temporary  tracks  showing  sub- 
structure of  oridMO  and  a  cross  section  of 
the  left  bank  of  the  Upper  Basin  at 
Joliet,  showing  contemplated  rip-rap 
work  at  that  point. 

Work  was  continued  on  the  plans  for 
the  Jefferson  and  Cass  Street  Bridges  at 
Joliet;  considerable  work  was  also  done 
on  the  plans  of  the  C. ,  R.  I.  &  P.  Ry.  Co.'s 
Bridge  at  Joliet.  The  plans  for  these 
three  bridges  were  all  completed  in 
pencil  drawings.  Some  time  was  spent 
in  the  inspection  of  the  superstructure  of 
the  KedEie  avenue  draw  span  across  the 
Main  Channel.  Several  changes  were 
taken  up  in  the  plans  of  the  C.,  M.  &  N. 
R.  R.  Co.'s  Bridge;  the  A.,  T.  &  S.  F. 
Ry.  Co.'s  Bridge  at  Twenty-sixth  street, 
and  the  Willow  Springs  Road  and 
Romeo  Road  draw  spans.  Ceneral  plans 
for  the  Tow-path  Bridge  at  Joliet  were 
made.  I^me  time  was  also  spent  in  the 
inspection  of  the  entire  work  of  con- 
struction. 

Work  was  continued  on  details  of 
plans  for  Regulating  Works.  Some  time 
was  given  to  the  plans  of  the  By- pass 
along  the  Chicago  River,  and  to  the 
widening  of  the  river  at  Canal  street. 
Considerable  time  was  devoted  to  the 
plans  for  the  work  through  Joliet.  The 
testing  of  sand  and  cement  for  use  in  the 
work  of  construction  was  continued,  as 
was  also  the  work  of  preparing  record 
photographs  and  the  maintenance  of 
water  gauges. 

The  Bedford  stone  to  be  used  as  cop- 
ing  in  the  By-pass  work  along  the  Chi- 
cago River  was  inspected.  Some  time 
was  given  to  hydraulic  work  pertaining 
to  the  Chicago  and  Desplaines  Rivers 
and  to  Lake  Michigan. 

DIVISION  OP  RBCORDS. 

The  work  of  checking  the  construction 
detail  sheets  was  carried  on  as  usual. 
The  tabulated  statements  showing  the 
values  and  quantities  of  work  done  for 
the  month  of  November,  together  with 
the  financiaJ  statement  for  the  same 
period,  were  completed.  The  books  of 
I  the  Engineering  Department  have  been 


kept,  all  coireepundence  hae  b«en  oanied 
on,  pay  rollji  have  been  issued,  letters 
BDd  documeatH  have  been  Hied,  and  all 
other  clerical  work  has  been  carried  on. 

I  estimate  the  expensM  of  the  Depart* 
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ment  for  the  month  of  January  will  be 
$140,000.00. 

BespeoUulIy  submitted, 

ISBAU  Ram lo LPS, 
Chltf  Bnglnetr. 
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[18W. 
STATEMENT   SHOWING   CONDITION 


M  ' 


▲MOXTMT  XARNBD  DUBIMG  DXC,  1898. 

▲MOUNT  BABNED  TO  DATK. 

DxsieHATioN. 

Main 
Channel. 

Bridges. 

Gen- 
eral. 

Total. 

Main 
Channel. 

River 
Diversion. 

Bridices. 

Generals 

Chioago  Riyer  Imp^ment 

$15,768  50 

$15,763  50 
8.041  29 
2,268  98 

$    148,923  40 
332,615  11 
300,671  52 
158,016  #6 
217,287  06 
287,299  54 
289,846  00 
889,531  06 
887,701  88 
886,978  72 
676,678  28 
592,089  29 
448,842  59 
438,986  42 
801,584  08 
1,210,660  87 
877,695  00 
840,952  93 
975,248  W8 
749,207  28 
686,282  00 
732.544  74 
888,834  43 
794.838  28 
921,454  79 
797,717  50 
887.660  69 
819.388  19 
931,457  10 
551,915  85 
38,631  23 
86,164  21 
19,158  58 
248,579  25 

•  •*••■••  a^ 

O 

$  8,041  39 

$  60,234  80 
8,444  78 

••••••••■i 

N 

2,268  08 

M 

•  •«•••••  '^ 

L 

•   •*•■•••#« 

K 

I 

• 

H 

G ! 

•  ••••••***H 

p 

2.545  00 
12,767  46 

2,545  00 
16,788  11 

$      76,627  78 

29,091  91 

2,880  54 

40,185  18 

59,4ftl  81 

115.741  73 

143,908  29 

03,190  86 

888  42 

83,804  48 

6,658  64 

56,911  37 

66,193  19 

89,683  90 

28,578  72 

78,729  58 

48,854  42 

21,768  58 

{ 

E 

8,975  66 

14,718  80 

%     960QQI 

•■] 

D 

C 

781  tf 

isooj 

B 

A 

1 

1,987  00 

80  0$ 

2 

00  00 

8 

4 

•••-•      ••■••• 

85  1$ 

6 

\ 

"*i9*868'89 
1,018  30 

8,768  6$ 

'    8 

8,580  0$ 

10 

"dossil 

t'4 

12 

1,120  78 

! 

14 

•  •••••••  •• 

117  61 

••■«•••••* 

16 

*"*726'56 

18,884  00 

1,652  98 

18,834  00 
1,652  98 

18 

m   ••«••*•  v^ 

Repalrine  I.  &  M.  Canal. 

18,068  d 

Span,  Chioairo  River. . . 

catro  River 

4,222  22 

8,444  45 
1,935  80 

4,232  22 
8,444  45 
1,986  80 

■ 

4,228  82 
8,444  45 
97,009  42 
56,845  64 
128,789  54 
10,328  68 
84,404  78 
61,608  70 
81,4j8  08 

Chica&^o  River 

C,  Sec.  O 

J 

C,  Sec.  0 

•  ••••••••4 

M.  C,  Sec.  N 

1,748  17 

50  00 

13,886  15 

8,114  50 

286  72 

1,743  17 

50  OO 

18,886  15 

2,114  50 

286  72 

« 

Kedzie  Av..  Sec.  N. . . . 

C.  Sec.  N 

over  M.  C,  Sec.  N 

1 

over  M.  C,  Sec.  Q 

I 

over  D.  R.,  Sec.  P 

1 

over  D.  R.,  Sec.  E 

3,174  63 

5,312  40 

333  38 

890  00 

2,228  52 

2,591  00 

10,790  06 

8,643  89 

....  ... 



3,174  63 

5,312  40 

322  88 

890  00 

2,228  52 

2,691  00 

10,790  06 

3,648  89 

18,978  77 

18,608  95 

47,369  81 

890  00 

7,918  58 
24,356  60 
86,924  06 

5,698  89 
22,329  80 
15,968  63 

1 

over  Af.  C.  Sec.  E  .... 

C,  Sec.  E 

R..  Sec.  B 

( 

Br.,  over  M.  C  .  Sec.  1 

• 

M.  C.  Sec.  8 

D.  R..  Sec.  8 

over  M.  (J..  Sec  8. .   ... 

over  D.  R  .  Sec  8 

overD.  R,  Sec.  10 

•  *  •  * 
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COSSTHCDrlUK  CONTRACTS,  JANtlART  1,  ISM.                                                                                                              H 

P«ld  lo'lJiIle. 

KEKJklNIHa  TO  ■■  EIRKBD. 

n«..»™„voB.rM,>o.Tou«.«..                   1 

Total. 

"SI 

SI7.3WM 

41tJ«0B  ts 

»W.WBtS 

<ei.tM)4o 
•ii.ia  Ni 

MUSI  3B 

lj»,»Mt9 
BlS.tM  « 

MnxeM 
§i».aw  I 

SSSi? 

hlmdm 
ne.npM 

tMMTfl 

-    .1.-  W 
1=.»T(1T7 

iMnw 

CJ»«I 

mm 

TJWM 

M-scn 

oSi,^ 

Totai. 

ReUlnei! 
PorcouWgoB. 

rnpaki 

Total. 

S  iw,B5T  la 

2SU.ftllllK 

*^« 

■ill 

l.W8:<138  Bf 
T»7,4IUD) 

i,«)g.(iST  as 

«ID,«M  9U 
1.009,m  TO 
8*1.ttTI  9! 

MO.MBIW 
BI>.aS9  II 
831  «B7  1( 

ss 

Ajatu 

I.MI« 
»,7Mli 

H,34Btl< 

B,7Ma! 

"•: 

1E,1MB: 

10.700  0! 

3: 

so,iEno[ 

111,134  M 

^;:3 

»  laj.TM  w 
*S,T70  I 4 
50.a«40 

eis,7Mio; 
laaoeo 

t    31,0(»8» 

t      Txt  le 

819  K 
7,888  88 

T.B88« 

sa,i«i  i: 

■as 

74.as8  1J 

4a.Bi9  »: 

B7.BT4  43 

99,!»7  1B 

7346  7a 
11,6M70 

a,in)83 

7I6  8S 

8iBS» 

9,MSM 

9,M!ft 

SIKOO 

81B0CI- 

86,010  OO 

aii,si7  10 

a&eioool 

£11,1117  11 
81814  0( 

4.680  00 

10,78a  ra 

8,380  60 

11,689  ao 

61G7a 

as 

1S,I0S  87 

lapses  Be 

28,m  BO 
1,«73a6 

1T,!T»  4$ 

19,«1  SO 

10,4»  B7 
8,444  4e 

ia.888et 

6S,SM87 

BM,07OSi 

SB,46B« 

1,8711  a 

e.m<Ks 

1T.57S  4li 

».4ia  DC 

10,321  « 

4,161  4' 

I,UIS83 

G,(IGG90 

a,808  0B 
MOO 

ia,SHU 

4.983  66 

'W9  SO 

4,M3BS 

S18«, 



147  M 

1,837  10 
8:1SB8 

1.998  92 

48  75 
I,8B10fl 
i.23»B9 

lo.iwot 

' 

SS.t43  4S 

£>,I4»4£ 

■ 

1J,4B8« 

83JB8S0 
1B.BWW 

14,488  W 
14.000  00 
83,328  8(1 
-1,983  0! 

i5,wn 

46  ?G 

1,881  Ot 

issaxs 

10.440  08 
I.9SI  43 

l,WaS4 
SBOOO 
897*4 

n 

m 

VALUES— 


Romeo     BlgbwRy      Br 

Lookport  Hlehwar  Br 
oierM.  C,  Seo.  18  ... 

Wire  Hl)]«  Rd.  Br.,  ove; 
K.C.,Seo,10 

K..  J.  A  B.  R.  R.  Co. -I 
Br.,  N.  of  Juliet 

Crib  work  at  Jgllet 

Totola 


STATEMENT  SEOWIKO   CONDM 


tUOOO.IH  SB   S^MS  M 
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CONSTBCCTIOn  OONTBACTS.  JAITUART  1,  lett—OtntOiiUd. 


Paid  to  DaM 

BnUHRHS  TO  U  BUMn. 

•■.u,. 

HalD 
Channel. 

BridB«. 

TOUI. 

BetBlDed 
Peroentagei. 

y^l«. 

TotaL 

S4,MB76 
14,477  00 
14,78180 

«,S4»T1 
I4.47T(N 

14,791  a 

AIMK 

3i,lM8B 

3a,)«8B 

S«e.«r3KM 

jao,o(»;s&t  a7 

S7M.«7  84 

>l,B44,3BeO( 

SgMI0B48 

t8GB,G40  4S 

qUASTlTIKS-                                                                   STATBH^NT   SHOWING   CONDlTlOH  Or  Olfl 

.™.x„.... 

™.^l 

S/ain  Cbaunel. 

»  §5 

Jfain  Ckniuii*.                  9 

Olnclal 
Cn.Yds 

Rock. 
Ca.Vdd 

S' 

tilat'lul 
Cu.  Yds. 

Cu  Td«. 

"30 

Cb><„«„m«r,n,pro™n,o.t... ....... 

;o.wo 

1.W0 

l.MAilasit 
87q:<SB 
7EB,IS0 

i.ioa.Beo 

1.US.081 
l.lBfl.3U 
!)in,014 

IS 

I.IKM.BW 
IISSLUS 
l.BTS.OM 

i,s«!:ii07 

7ai.iKft 

1, 006)740 
e8S.34H 
WJTO 

s 

Is" 

»,6:o 

i.n« 

B,B9S 

1.000 

stIoso 

iliiiiial 

IMS.3SS 
BOD.BM 
l.lU.Ki9.1 

i.ooa,7« 
i.iii.mo 

BBSiTOS 
047.0S9 

fli;«o 
im" 

1 

1.BM 

8>W 

VnnBaren  St.  Aop.  8p»n,  ChloMO  R. 

B.  W.  BlTd.  Bridca  oTsr  M.  C„  Seo.  O 

C.  M.  *  N.  K.  R.  Co.*«  Brtdge  oTar 

""soo' 

4.« 

■■■■^ms 

17,MS 
3.000 

t,«« 

8»,»a 

B,5S7 

a.a« 

4.TM.I 
»0 

88.41B 
S,0M 

3 

Kodife  Avenue   Bridge    over    MbId 

I,W1 

IM.JH 

i 

*iS.\SiSS-A'"  ""'•■'"' 

I.^n*-Snmnift Rosd  BridKeoTsrDes- 

\.m 
i,i« 
m 

B84 

is.eoo 

^'fcr'gis.'^"'"'"'""™'"*"' 

•" 

^ 

C.  T.  T.  R.  R.  CO.-I  BHd<re  oreF  Mi^D 

.C..T.T.R.'R.tto.'BBr.0TBrDB8pUlDe8 

irl11owSpiiiiKsHlghW>7  Bridge  over 

I88.fl 

AjT\  *  8.  F,  a  R- Co-'s  BrtdgB  over 

1.0*) 



LsmoDt  BIgbwar  Bridge  over  Haln 

810 

B?m^°lnB^'ar  Bridge  OTer  Main 

'^rrf"??"^''"!'^.."'.''.'! 

B.,  J.4  K.  k.R.ci..'»Bridi(iVN.  of  jollel 

188,031 

sism 

s.im 

i,i6a.T< 

88.880,388.6 

is.a;S.S9D.i 

«i 

•BaUimngWaU.                                                                                                                                                  ^H 

VebniBiy  S3.] 
ffTBCCnON  CONTHACTH  JANUARY  1,  !»». 


■^""  SSJJi""""  ™  "■    !i       "'""™".ts"  ^''"■ 

BittrlHttrrUm. 

Pi,.- 

as 

Jfoin  CTotiBsL 

i=1-S 

III 

EC 

1 

Concr'l 

Drllt. 
Cn.Td». 

Ca.  Ydi. 

Feet 

Ulac^lal 
Cu.  Ydi. 

Cu.Yd's 

£1- 

Conur'l 
Cu.Yda 

4i 

Piles. 

81.800 

71.100 
S83.Sn 

msso 

BOO 

7,349 

il 

Sl,bft8 

91.88 

89,290 

4,888 
48,806 

911. BO 
88.40 

ino 

100 
«S.70 

100 

SJ^ 

loo 

100 

100 
■"ioo 

00 

100 
100 

17«7 

IS-STS 

1B,TBS 

?.4re 

100 

89,000 
884,180 

818,970 
178.488 

a\sm' 

•8.MU 

BOO 

00 
100 

S4.B4 
100 
100 

100 

ae.48 

88. 9C 
00 

68.1 

ll,3ST.B 

10^8 

4,481,94 

88,000 

89,800 

14.800 

58.88 
100 
[DO 
100 
100 

6,948 

4.!SB.n 
MB 

IfO 

909 

^. 

inn 

4JM4 

S,48S.SB 

inn 

inn 

798.S 
«,1M.79 

1,801 
U««.B 

8.«e 

1,4GB 

n-.T 

878 

1.000 

« 

nn 

*» 

ue.s 

8I7.OT 
400 

inn 

40,108 

M 

tat 

nn 

«0       M 

1,011 .84 

B8.34 

w    m 

^m 

Sl.WkS 

8W9a.84 

I,8S8,(m 

868,801 

SS,B9g 

J7M..6JJ    ».«, 

100 

W.G4 

TAX  I.SVT  FOR  ISM. 

Mr.  Garter,  Ch&lmian  of  the  Commit- 
tee on  Finance,  preseoted  and  the  Clerk 
read  an  ordinance  levjing  the  taxes  for 
the  jear  1B99  (or  the  corporate  purpoeee 
of  the  DiBtrict. 

Hr.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  ordlnanoe  be  adopted. 

On  roU-oall  the  vote  stood:  Teae— 
Heesrs.  Carter,  Eckhart,  Kelly,  Mallette, 
Smyth  and  Wenter— eiz.    Nays— none. 


The  following  is 


B  OBDDfAHCB; 


SeOtion  1.  That  there  be  and  hereby 
1b  levied  and  aaaeesed  on  the  real  and 
personal  property  within  the  Sanitary 
Distriot  of  Cnioago,  anbjeot  to  taxation 
aooordlng  to  the  valnatioa  of  said  prop- 
erty as  the  eame  la  aaseeeed  and  equalized 
for  State  and  county  purpoeee  for  the 


(ft—  im» 

year  1899,  one  and  one- half  per  centum 
of  the  value  thereof;  the  taxes  levied 
and  assessed  under  this  ordinance  being 
for  the  corporate  purposes  of  the  Sani- 
tary Distriot  of  Chicago. 

Section  2,  The  Clerk  of  the  District 
is  hereby  directed  to  certify  on  or  before 
the  aeoond  Tuesday  of  August,  1S99,  to 
the  County  Clerk  of  Cook  County,  the 
amount  required  to  be  raised  by  tax  pur- 
suant to  this  ordinance,  and  to  that  end 
to  Qle  with  the  said  County  Clerk  a  oopy 
of  this  ordinance, 

Sbotion  8.  This  ordinance  shall  take 
effect  and  be  ia  force  from  and  after  Ita 
passage." 

adjournment. 

On  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Wenter,  the  Board  then  ad- 
journed. 


-?^?c.- 


PROCEEDINGS 


Board    of  Trustees 

Sanitary  District  of  Chicago. 


MARCH  1.  1899. 


OFFICIAL  RECORD. 

PuUUitd  bu  avlhoritv  of  tUt  Board  of  Tn 
tut  of  the  SmtliiTV  ZHalrict  0/  CMcago. 


REGULAR  MEETING. 

The  fonr  hundred  and  twenty- eighth 
regular  meeting  of  the  Board  of  Trustees 
of  Che  SanilAry  Diatrict  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  March  1,  1899.  at 
2  o'clock  P.  H. 


On  roll-call  MeearB.  Boldenweck,  Bra- 
den,  cWter,  Echhart,  Jonea.  Eellj, 
Smyth  and  Wenter— eight  membera, 
were  preaent. 

Preaident  Boldenweck  then  called  the 
Board  to  order. 


The  minutes  of  the  adjourned  roeetiog 
held  February  38, 18B9,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  aec- 
onded  by  Mr.  Eckhart 


•  VOUCHERS, 
The  Cl»rb  pceaented  the  tolloirlne  Toochsrg; 

:iiltliieerliitt  DepartniBnt  (Chief  Engineer's  Eoll,  Fehrusry,  13911) t 

ImfioeerirgUepartmcnl  (DlTliiBD  otConBtnictlon  Boll,  February,  1SB9) 

KDiInenrlag  DeparlmeDt  (DItIbIod  of  Dcattlaif  and  DnsignlDg  Roll, 
Febnisry,  1890) 

Eoi;lneBrlDg'  Depirtiueiit  (Division  ol  Records  Boll,  February,  1899) . , . 


M«rcbl,l  —5498— 

ClericiLl  Department  (Clerk's  Roll,  Febrnary,  1899) . . 
Law  Department  (Attoruej's  Roll,  February,  1)JU9) . . 
Law  Department  (Jollet  Roll,  February,  1899) ir^  :M 

Treaaurr  Departmept  (Troaaurer'a  Roll,  February,  1SU9) 

Qenoral  Account  (General  Roll,  Fob  rue  ry,  1S90) t-      L7tl  (K) 

General  Account  (Trustees'  Roll,  February,  18y«) a,3!(3  Xi 

Police  DeparImenl{Mar»liBL'B  Roll,  February,  1809) 

Maintenance  Account  {fumplnp  Plant  Roll,  February,  ISWl) 

Total 

J.  R.  Davis  (lest  pits| 

Jobn  B.  Runnels  (services,  General  Couusel,  February,  1899) 

Grandtotal 

*To  be  paid  by  varnmis  with  interettooupons  attached,  drawn  against  tlii>  Tin  l.i 


Ur.  Garter,  seoonded  bj  He.  Went«r, 
moved  that  the  vouohers  bb  read  and 
shown  above  be  approved  and  ordered 

On  roll-call  the  vote  etood:  Yeas— 
HeHsrs.  Bol  den  week,  Braden.  Carter, 
Eckhart,  Jonea,  Eelly  and  Wenter— 
seven.    Hays — none. 

Uponthlereault  the  President  declared 
the  motion  carried. 

WEEKLY  REPORT  OK  EHPLOTBS. 

The  Clerk  presented  a  report  in  ac- 
cordance with  the  rules,  ahowinK  the 
number  of  persons  in  the  employ  oT  the 
District  for  the  week  eoding  February 
26,  180B,  which  was  read  and  by  unani- 
mous consent  was  ordered  printed  and 
placed  on  flte. 

The  following  is 

THE  BBPORT : 

"Chicaqo,  March  1,  1399. 
To  the  Honorable  the  Bnard  of  Tntttcet 
oftheSanitary  DUtrictof  Ctilcago: 
Qkntlbhen  —  I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  wees  ending 
February  i5,  1899,  as  the  same  have 
wn  reported  to  me  : 

ijlneering  department 77 

ntenanoe  account 8 

•al  department 5 

•apartment,., 8 


Treasury  department 1 

Police  department 20 

Telephone  operator T 

Total  employes 130 

Respeolfnlly  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk." 

REPORT  IN  RBPERENC)':  TO  EXECOTiON 
OP  AQREBHENT  WITH  THE  JOUKTRAII^ 
ROAD  COMPANY  FOR  CROSSING  TRK 
D88PLAINE8  RIVBtt  AT  JEFFERSON 
STUKET,  JOLIET. 

The  Clerk  presentej  and  read  a  report 
transmitting  the  asre^iiient  with  the 
Joliet  Railroad  Compniiy  in  regard  to 
the  matter  of  afCoriliiiK  a  temporary 
crossing  of  the  Desplaines  River  at  Jeffer- 
son street,  in  the  City  of  JotieC,  for  tbe 
tracks  of  the  said  company,  the  report 
setting  forth  that  the  siiid  agreement  has 
been  duly  executed  by  the  aaid  company 
and  also  Dy  the  President  and  Clerk,  as 
authorized  by  the  Board,  at  the  meeting 
held  January  25,  1899.  (page  6443  of  the 
Proceedings)  and  a.  duplicate  copy  of 
same  delivered  to  said  company,  and 
therefore  recommending  that  the  said 
agreement  be    printed    and    placed    on 

aie. 

Mr.  Kelly,  seconded  by  Mr.  Braden, 
moved  that  tbe  report  be  received  and 
tbe  reoommendatione  c^ntftined  therein 
concurred  in. 


On  roll-uall  Iho  vote  stood:  Yea»— 
UeaHrg.  Etoldenweck,  Brad  en,  Cutter, 
E;lihnrt,  Kelly  and  Wenter — six.  Nays 
—none.     Excused  and  not  voting— Mr. 

;   de- 
motion carried . 

The  tollriwinE  is 

TUE  HBPOKT: 
"Chicaoo,  March  1.  1899. 

To  Iht  Honorable,  the  Bwrd  of  Truiteai  of  tht 

GESTUtMKN— I  herewith  tranHiiiit  the 
agreement  dated  January  16,  JSOlf,  bS' 
Iween  the  Sanitary  Districi  of  ChicaKO 
ainl  the  Joliet  Railroad  Companf,  In 
regard  to  the  matter  of  affording  a  tem- 
porary croBBing  of  the  Desplainea  Biver 
at  Jefferson  street  in  the  City  of  Joliet 
for  the  tracha  of  aaid  company,  the  Bame 
having  been  duly  executed  by  tlie  said 
Railroad  Company  and  also  by  your 
Presidttnt  and  Clerk  aa  aulhoriznd  by 
the  Board  of  Trustees  at  the  nieetiuR 
held  January  35,  1899.  (page  5143  of  the 
Proceedings)  and  a  duplicate  copy  of 
same,  duly  executed,  delivered  to  said 
company,  and  I  therefore  recommetld 
(hat  said  agreement  be  printed  and 
placed  on  Hie. 

Respectfully  submitted. 
Joseph  F.  Haas, 


(Accompanied  by  agreement). 


THB  AaRBEMBNT: 
This  BgrcenioDt.  made  and  entcri'tl  inlo  this 
1«lh  day  nf  Jannsry.  A,  U.,  ISUl',  by  um!  be- 
iKBtn  the  Sanitary  Dislrlot  of  Chlca)ro,ac<>r- 
puratlon  duly  ort^nlied  and  exlBting  under 
ud  by  virtue  ot  the  luirs  ot  tba  State  of  Illt- 
Diili.  KDil  the  JoUet  Railroad  Compaay,  a  cor- 
ronliioi  nlRo  orgaaized  aa<I  t<iililiii|;  under 
Uwlavtof  Ibe  81.110  uf  niiiiols;  witat.«sctb, 


tVnEKEAH,  Tbe  «nid  SanUary  District  of 
i\c*t!a.  who  will  lie  hereafter  kauvrn  ts  tbe 
rti  ot  tbe  first  part  to  this  cuntract,  has 
f  tiitore.  pur»u3ut  to  tbe  Actauihorlzln^ 
■s  anatlon  ol  aaiil  3flDlt*ry  District  of  Chi- 
i-i,  ;iid  out  Its  Main  UbaDoel.adjuni^lB.  out- 
.',  iTid  other  appondafffiB  and  works  by  it 
hi.tri»d  by  vlrlua  ot  said  Act,  rrnin  the 
d  CUy  'if  Chicago,  down,  t<i  nai  tbroush 


WHERiis.  The  Channel,  adjuncts  and  tall 
races  ot  the  said  Sanitary  District  passes 
throagb  what  Is  known  3,9  the  upper  and 
lower  basins  of  th«  Illinois  and  Michigan 
Canal,  and  thrauf^h  the  former  bed  and  Into 
the  present  bed  of  tbe  Desplalneg  River, 
vrhlcb  pesaes  In  a  sou tberly  direction  throuj;h 
tbeaaidCity  ot  Jotlet;  and, 

WtlBHBAS,  At  a  street  known  as  Jefferson 
Street,  Id  said  CUy  of  Joliet.  said  Desplalnes 
River  is  crossed  hy  an  arched  slona  bridge 
coLDioonly  known  aa  the  Jeflenan  Street 
Bridge  )u  said  City  of  Jollat;  and, 

Whereas.  The  aald  Joliet  Railroad  Com- 
pany, which  will  be  hereafter  known  and 
called  as  the  party  oC  the  second  part  to  this 
contract,  has  boretotore  laid  down  and  now 
has  a  street  railway  on  said  JeSerson  Htrant 
extending  and  passing  over  and  across  the 
said  Jefferson  Street  Bridge,  aald  street  rail- 
road having  heea  heretotere  laid  out  and  be- 


ing II 


wful  a 


tbority  to  it  granted  by  aald  City  of  Joliet  to 
so  lay  down  aud  nalntalo  Its  s^d  street  rail- 
way, and 

Wbebeas,  Also  by  an  ordinance  ot  the  said 
Cityol  Jotlet,  the  xald  party  ot  the  tlret  pirt 
has  heretofore  tieen  granted  permission  and 
authority  to  remove  the  said  Jefferson  titreot 
Brldt;e  and  reploca  the  same  by  another  and 
different  structure  (reterence  being  hereby 
made  to  said  ordinance  for  greater  certainty 
in  the  event  that  tbe  same  sbould  become 
necessary  as  id  the  character  of  said  structure 
and  the  right  to  remove  the  said  eiistlns 
bridge  and  replace  the  same  as  aforesaid) ; 
and, 

WuEHEAS,  In  tbe  removal  of  said  present 
Jefferson  Street  Bridge  and  replacing  the 
same  by  the  said  other  anil  different  bridge  [ir 
structure,  It  will  be  necessary  t*  remove 
temporarily  and  changeand  alter  the  existing 
tracks  and  trulloy  wires  of  tbs  said  party  of 
tbe  second  part ;  now, 

TuEKeFOHB,  The  said  party  of  the  seeond 
part  does  by  thuse  presents.  In  conslderali{)a 
of  the  sum  of  one  dollar  and  other  good  and 
valuable  consideration  to  it  in  hiTid  paid,  llie 
receipt  whereof  Is  >iereby  acknowledged, grant 
permission  to  the  said  party  of  the  Qrst  part 
to  move  and  shift  the  present  track  and  trol- 
ley wires  In  the  manner  following  and  subject 
to  tbe  fsllowlug  conditions:    The  said  party 
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or  the  secopd  part  aball  with  Its  OWD  men  and 
appliances  upon  request,  atilft  the  said  track, 
jialea  and  trollof  wlrea  from  where  thej  are 
niiw  laid  near  tbe  cenlur  of  aalil  bridge  W 
such  Hide  (if  said  bridge,  either  north  or  eoulli, 
ai  the  said  [jart;  of  the  flr»t  part  ma;  dlrei^t, 
and  leave  the sitinelo  Ehirted  for  auch  ieni^th 
uf  Lime  as  tu  permit  the  party  of  the  Bral  part 
to  take  aH'sy  and  reniore  the  one-half  of  auid 
bridge  upon  which  said  track  la  net  laid  or 
placed,  and  replace  the  aame  by  a  auitable 
atrntluroBO  iis  to  permit  the  said  track  of  the 
aald  party  ol  tba  second  part  to  lie  moved  and 
shifted  from  the  remaining  half  of  said  bridge 
over  and  ou  to  aald  new  structure,  aud  to 
leave  the  same  so  upon  said  new  Btruct- 
ura  until  .--uch  time  oa  the  new  bridge  la 
entirely  cuiniiletad,  and  than  to  remove 
or  Khift  BHlii  track  aud  trolley  wires  to  tbe 
ceulor  of  aald  n<w  stracture.  Or  to  Hach  part 
of  said  new  atruature  08  the  taii  partv  of  the 
Bucimd  part  atid  tbe  said  City  of  JoJIet  shall 
conclude  !a  the  proper  place  tor  It  to  be  per- 
manently placed;  the  cost  of  said  removal  of 
trucks,  trolley  wires,  etc.,  from  place  topUce 
and  ahlttiu);  the  same  to  b*  entirely  bonie  by 
tbe  said  Haultni?  District  of  Chicago;  and 
that  the  said  p^irty  of  the  flrst  part  shall  also. 
In  addition  to  paying  the  coat  of  ahlftlng  or 
removing  said  track  and  trolley  wires,  as 
aforesnld,  aUn  bear  tbe  costoC  repaving  tbe 
Biild  bridge  and  necessary  approaches  there- 
to, l^twecn  tlie  ralla  of  the  aald  party  of  the 
second  part,  witli  the  sauie  stjle  and  charac- 
ter of  Davement  as  the  remainder  of  said 
brldite  shall  he  paved,  and  as  the  party  of  tbe 
Drat  part  has  aureed  to  pave  the  same  in  Its 
contract  with  the  City  of  JoUet. 

It  Is  further  agreed  by  and  between  the 
parties  to  tb!»  contract,  that  should  th«  said 
party  of  the  first  part  deem  it  advisable  and 
expedient,  instead  of  leaving  the  aald  track 
of  ibe  snid  party  af  tbe  second  part  upon  any 
portion  of  said  bridge  during  tbe  removal  of 
the  aiime  and  the  construction  of  tbe  new 
bridge,  ta  shlll  the  same  either  to  the  north 
iir  .>ioulh  of  the  preaenl,  bridge,  on  a  line  suli. 
Blantlally  parallel  with  the  existing  bridge, 
and  carry  llm  same  across  the  river  upon 
trestlea  or  auch  other  temporary  structure  bb 
may  be  deemed  advisable  and  proper,  that 
the  said  party  u[  tbe  second  part,  upen  such 
truatlu  work  being  properly  and  aultabiy  con- 
structed, or  Euch  temporary  Etructure  being 
properly  built  and  completed,  will,  at  the 
expense  of  the  party  of  the  flrst  part,  move 
and  shift  said  track  over  to  aud  upon  such 


temporary  structure,  iii 
remain  there  until  the  i 
bridge  and  the  construction  of  the  proposed 
new  bridge,;  that  then  the  piirty  of  the  sec- 
ond part  will,  at  the  ejipetise  of  the  party  ol 
the  flrst  part,  replace  its  track  upon  the  nuw 
bridge  or  structure,  tbe  party  of  the  first  pnrt 
to  pay  tbe  necessary  ospciise  tot  bo  doinj;. 

It  Ie  further  agreed  by  and  hutveen  the 
parties  to  this  contntct,  that  should  tbe  stil  ft- 
ingor  said  tracks  aud  the  moving  ot  the  same 
and  the  said  trolley  wires  to  either  a  portion 
of  aald  brldgs  or  upon  aald  proposed  trestle 
work  or  temporary  structure,  canaa  an  in- 
terruption of  the  trafBc  of  the  said  party  oC 
the  second  part  (or  a  period  of  twelve  hours, 
that  then  the  said  piirty  of  the  first  part  shall 
make  govd  all  loss  or  dunia;i:e  which  tbe  said 
party  ot  the  second  port  shall  sustain  by 
reason  et  such  Interruption  of  trafllc.  aucb 
damages,  however,  to  be  llmiteil  to  the  ac- 
tual loss  a^  abriiVD  by  a  statement  t'>  be  pre- 
sented by  the  piirly  <i!  the  second  part  of  the 
Income  from  traOic  of  s^id  railroad  ol  the 
said  parly  oC  the  second  part,  to  be  hosed 
upon  the  average  earnlngre  ot  the  said  struct 
railway  company  on  tbe  said  lines  known  as 
the  "Weal  Side  Lines."  for  the  three  m»nlbs 
next  precedlos  Euch  Intcrrnpllon;  and  the 
aald  party  of  the  Hrst  part  shall  have  accexB 
to  the  books  of  the  said  party  ot  the  second 
part  for  the  purpose  of  verifying  such  state- 
ment d(  loss  tr  damage  so  presented  by  tbe 
aald  party  ot  the  second  part. 

It  la  further  agreed  by  and  betneen  the 
parties  to  this  contract,  Ibat  the  said  parly  of 
the  first  part  shall  bold  the  aald  party  of  the 
aecond  part  harmless  from  all  loss,  or  dam- 


whlch  it 


n  byn 


of  tbe  insufficiency  of  nny  of  the  stru 
herein  propoaed  lo  be  built  or  provided  by  It 
for  the  accommodation  of  the  aald  street  rail- 
way company's  track  during  tbe  perlad  ot 
the  removal  of  the  present  bridge  and  the 
construction  of  the  proposed  now  bridge,  and 
that  in  the  event  of  any  suit  being  brought 
against  the  said  party  of  the  aecond  part  tor 


sued  U 


sonsor  property  by  ihe  luBuiilelency  nr 
perfection  ot  the  temporary  slruclures 
niahod  and  coi.ipleted  by  the  said  party  of 
flrst  part  for  Ihc  acciimmodatlon  and  uB 
the  said  party  of  the  second  part  by  Its  : 
railway  track,  tliat  it  will   Intervene  in 

pay  whatever  Judgment  and  eests  may  l>o 
dered  In  said  cause  Ibr  aucb  loss  or  dan 


nr  im- 
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to  toltfaer  pertons  *r  property  so  bceaaiODed 
fti  aforeMid. 

'the  BAld  party  of  the  second  part  a^rrees 
upon  t9n  days  notice  In  ^writing:  to  it  to  com- 
mence chan(i:ing  and  removing^  of  the  said 
tracks  to  the  place  where  the  Ensrineer  of  the 
party  of  the  first  part  may  direct,  and  after 
so  commencing  said  work  to  proceed  with  a 
anfflctent  force  of  men  and  appliances,  and  as 
speedily  as  practicable  make  such  removal  so 
as  not  to  interfere  with  the  works  of  the  em- 
ployes or  contractors  of  the  said  party  of  the 
first  part. 

The  above  and  foregoing  contract  to  be 
binding  upon  the  successors  and  assigns  of 
the  respective  parties  to  the  same. 

In  Witn^$9  Whereof  y  The  said  Banltary  Dis- 
trict of  Chicago,  party  of  the  first  part,  has 
eaused  this  contract  to  be  executed  in  dupli- 
cate by  its  President  and  attested  to  by  its 
Clerk,  under  the  seal  of  said  party  of  the  first 
part;  and  the  said  party  of  the  second  part 
In  like  manner  has  caused  this  contract  to  be 
executed  In  duplicate  by  its  President  and 
attested  to  tiy  its  Secretary,  under  the  seal  of 
said  party  of  the  second  part. 

8A2I1TABT  DiSTRicrr  OF  GniOAOO, 

[BBALJ  By  William  Boldbnwbok 

Attest:  President, 

JoBBPH  F.  Haas, 

Clerk, 
JoLiBT  Railroad  Compant, 
fflKAi«j  By  W.  F.  Milliksn, 

Attest:  President. 

fiowAKD  Woodman, 

A$9t.  Secretary. 

niTBBBST  ON  ]8M  TAX  LBVT  WARRANTS. 

Mr.  Garter,  Ghairman,  presented  a  re- 
port with  reference  to  and  accompanied 
by  an  ordinance  providing  for  the  pay- 
ment of  interest  upon  the  warrants  of 
the  District  drawn  against  the  Tax  Levy 
1889  and   limiting  issuance  of  said 
arranta  to  an  amount  not  to  exceed  75 
sr  centum  of  the  amount  of  the  tax 
▼7  allowed  by  law;  the  report  recom- 
lending  the  adoption  of  said  ordinance. 

Mr.  Garter,  seconded   br  Mr.  Kelly, 
lOTed  that  the  report  be  adopted. 

On  roll-call  the  Tote  stood:    Yeas— 
lesBTB.     Boldenweck.    Braden,  Carter, 
okfaart,   Jones,   Kelly  and   Wenter— 
▼en-    Nays— none. 


Upon  this  result  the  President  declared 
the  motion  carried. 

Mr.  Carter,  seconded  by  Mr.  Jones, 
then  moved  the  passage  of  the  accom- 
panying  ordinance. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter— 
seven.    Nays— none. 

Upon  this  result  the  President  de- 
dfured  the  motion  carried. 

The  follewing  is 

THE  REPORT: 
*'CiiiOAQO  ,Marck  1, 1899. 

To  t?ie  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gentlemen:— Your  Committee  on  Fi- 
nance submits  herewith  an  ordinance 
providing  for  the  payment  of  interest 
upon  all  warrants  of  the  District  drawn 
against  the  Tax  Levy  of  1899.  Said  war- 
rants to  issue  not  to  exceed  the  extent  of 
seventy  five  per  centum  (75%)  of  the 
amount  of  tax  levy  allowed  by  law. 

Your  Committee  respectfully  recom- 
mends the  adoption  of  the  accompanying 
ordinance. 

Respectfully  submitted, 

(Signed)  Z.  R.  Carter, 

Chairman, 

B.  A.  Eckhart, 
Frank  Wbxtbr, 
Thomas  Kelly, 
Alex.  J.Jones, 
Committee  on  Finance.''^ 


The  following  is  the 

ORDINANCE. 

^^Be  it  ordained  by  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Section  1.  That  all  warrants  of  the 
Sanitary  District  of  Chicago  drawn 
against  the  Tax  Levy  of  1899,  as  hereto- 
fore made  and  fixed  by  ordinance  of  date 
of  February  23,  1899  (page  5496  of  Pro- 
ceedings), shall  bear  interest  from  the 
date  of  issue.  Said  warrants  to  issue  not 
to  exceed  the  extent  of  75  per  centum  of 
the  amount  of  tax  levy  allowed  by  law. 

Secstion  2.  This  ordinance  shall  take 
effect  and  be  in  force  from  and  after  its 
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REPORT  IN  REPERBNCE  TO  AUDIT  OF 
BOOKS  OP  CLERIOAL  AND  TRBASDRY 
DKPAKTMBNTS. 

Mr.  C&rter,  Chairman,  pteeented  and 
the  Clerk  read  a.  report  from  the  Com- 
mittee on  Finance,  setting  forth  that  the 
Committee  have  had  the  books  of  the 
Clerical  Department  for  the  years 
1896-7  8  and  of  the  Treasury  Department 
for  the  jear  189!J  audited  and  And  same 
to  be  correct. 

Mr.  Carter,  eeconded  bv  Hr.  Eeilj, 
mored  that  the  report  be  approved, 
printed  and  placed  on  flle. 

On  roll-call  the  Tota  stood:  Teas — 
Meesre.  Boldenweck,  Braden,  Carter, 
Eckhart,    Jones,  Ketlj   and    Wenter — 


Tbo  loUowiDg  U 

TUB  REPORT : 

"CniCioo,  March  1, 18B9. 
To  the  Uoaorable,  the  Board  of  Trutteei  of  (fe 
Sanilary  Itiilrict  of  Vhkago: 

OENTLBMeti:— The  Committee  on  Fi- 
nance reporta  herewith  that  they  have 
had  the  books  of  the  Clerical  Depart- 
ment for  the  years  1896,  1897  and  1898, 
and  the  Treasury  Department  for  the 
year  1898,  audited,  and  find  same  to  be 
correct. 

R«Bpectfully  submitted, 
(Signed)  Z.  R.  Carter, 

Chairman. 

Tnos.  Kelly, 
Fhank  Wenter, 
B.  A,  Eckhart, 
Alex.  J.  Jones, 

Comniillce  on  Finnnre." 


Mr.  Carter,  Chaiiman.  presented  a  re- 
port from  the  Joint  Committee  on  Fi- 
nance and  Engineering  with  reference 
toaad  accompanied  by  form  of  lease  of 
premises  now  occupied  by  the  District 
m  Security  Building  for  the  term  of  one 
year  from  Mav  1,  18S9,  the  report  rec- 
ommending that  the  President  and  Clerk 
be  authorized  and  directed  to  execute 
said  lease  in  the  form  submitted  as  soon 
as  the  same  shall  have  been  executed  by 
the  Security  Deposit  Company  and  also 
directing  that  the  Clerk  notify  said  com- 
pany immediately  of  the  action  of  the 
Board  In  the  premises. 


Ur.  Carter,  aeconded  by  Ur.  Smyth, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  theivln 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter — 
seven.    Nays— Mr.  Smyth— one. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chicaqo,  Feb.  23,  1899. 

To  the  Honorable,  the   Board  oj    TrMleet  of 
the  Sanitary  District  of  Chicago; 

Gentleubn:— Your  Joint  Gommitt«e 
on  Finance  and  Eagineering  desires  to 
make  report  to  your  Honorable  Body 
that  the  Clerk  of  the  District  has  trans- 
mitted to  it  a  copy  of  the  draft  of  leaae 
of  the  premises  now  occupied  by  the  Dis- 
trict and  its  several  departments  in  the 
Security  Building  for  the  term  of  one  (I) 
year  from  May  1.  1899,  to  April  80,  1900, 
and  that  the  Committee  has  examined 
the  nrovislons  of  said  lease  and  become 
satisfied  of  the  propriety  and  correctneea 
thereof,  and  advises  your  Honorable 
Body  that  the  Committee  deems  it  ex- 

Bidieot  and  for  the  best  interesta  of  the 
istrict  to  renew  the  lease  now  expiring 
for  the  term  of  one(l)  year,  as  aforesaid: 
that  the  same  rental  charges  will  be  con- 
tinued in  the  new  lease  and  additional 
room  and  privileges  be  granted  to  the 
District  in  the  premises. 

Your  Committee,  therefore,  recom- 
mends tbat  the  FresideDt  and  Clerk  of 
the  District  be  authorized  and  directed 
to  execute  on  behalf  of  the  District  sud 
lease  in  the  form  submitted,  as  soon  aa 
the  same  shall  bave  been  executed  by 
the  Security  Deposit  Company,  and  that 
the  Clerk  of  the  District  be  directed  to 
notify  said  company  immediately  of  the 
election  of  the  District  to  retain  the 
premises  now  occupied  for  the  term,  as 
aforesaid. 


Chiiirmitn. 
TiiOMia  A.  Smtth, 

Jos.   C.  UltlDEN, 

Thomas  Ebllt, 
Fhisk  Wbktbh, 

Alex.  J,  Jones, 

B.  A.  ECKRiHT, 

Wm.  Boldenwsck, 

Committee  on  Finanreaid  Engineering." 
ee  Eooloiures.) 
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RBPORT  IN    REFERENCE   TO   FINAL   CER- 
TIFICATE ON  CONTRACT  FOR  SECTION  O. 

Mr.  Smyth,  Chairman,  presented  and 
the  Clerk  read  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  the  final  certificate 
and  voucher  of  the  Chief  Engineer  in 
favor  of  McMahon  &  Montgomery  Com- 
pany, contractors  for  Section  O,  the  re- 
port calling  attention  to  certain  portions 
of  the  work  not  yet  completed,  and  rec- 
ommendmg  that  the  President  and 
Clerk  be  authorized  and  directed  to  pay 
said  contractors  the  sum  of  $50,059.65, 
the  sum  found  to  be  due  on  the  final  cer- 
tificate, and  also  to  make  payment  in 
the  further  sum  of  $1,278.87  for  work 
done  by  said  contractors  in  dismantling 
and  remantUng  of  dredges  on  said  sec- 
tion, said  payments  to  be  made  on  the 
filing  of  a  new  bond  in  the  sum  of 
$25,000  for  the  completion  and  unwater- 
log  of  said  section,  as  per  contract,  or 
the  acceptance  in  writing  by  the  bonds- 
men under  the  existing  l^nd. 

Mr.  Smyth,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recooamendations  contained  therein 
concurred  in. 

On  roll -call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Jones,  Kelly,  Smyth  and  Wenter— seven. 
Nays — none,  flxcused  and  not  voting — 
Mr.  Eckhart — one. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  COMMITTEE  REPORT: 

Chicago,  February  27,  1899. 

To  the  JTonorabU  the  Board  of  Truztee*  of  the 
Sanitary  District  of  Chicago  : 

Gbhtlembn— Tour  Committee  on  En- 
gineering, to  whom  was  referred  at  the 
meeting  of  the  Board  of  Trustees  held 
on  February  28,  1899  (page  5481  of  the 
Proceedings)  the   final   certificate   and 
voucher  of  the   Chief  Engineer  of  the 
District  in  favor  of  McMahon  .&  Mont- 
'*^mery  Company  et  al..  contractors  for 
ection  O  of  the  Main  Channel,  desires 
erewith  to  make  report  that  the  Com- 
littee  has  examined  the  several  matters 
ontained  in  said  final   certificate  and 
nds  therefrom  as  follows: 

That  Section  O  of  the  Main  Channel 
ks  been  entirely  completed  by  said  con- 
factors,  except  in  so  far  as  the  right  of 
^y  necessary  to  the  entire  completion 
hereof  has  not  been  fully  provided  for, 
id  except  as  to  their  continuing  obli- 


gation, under  bond,  to  un water  said 
section  if  directed.  The  Collateral  Chan- 
nel provided  for  in  Section  7  of  Clause  D 
of  said  contract,  has  not  been  completed 
for  the  same  reason.  There  is  a  voucher 
in  the  sum  of  twelve  hundred  seventy- 
eight  and  eightyseven  hundredths 
($1,278.87)  dollars  due  said  contractors 
for  the  dismantling  and  remantling  of 
dredges  used  on  said  section.  That  there 
is  due  upon  said  final  certificate  the  sum 
of  fifty  thousand  fifty-nine  and  sixty- 
five  hundredths  ($50,059.65)  dollars  for 
work  upon  said  section.  That  several 
claims  for  extras  have  been  filed  with 
the  Chief  Engineer  of  the  District  for 
work  done  upon  said  section. 

The  Committee  recommends  that  the 
President  and  Clerk  of  the  District  be 
authorized  and  directed  to  execute  their 
warrant  and  make  payment  to  said  con- 
tractors on  behalf  of  the  District 
in  the  sum  of  fifty  thousand 
fifty- nir](^  and  sixty-five  hundredths 
($50,059.65)  dollars,  the  sum  found  to  be 
due  in  the  final  certificate  of  the  Chief 
Engineer  hereto  attached;  and  also  to 
make  payment  in  the  further  sum  of 
twelve  hundred  seventy-eight  and 
eifichty-seven  hundredths  ($1,278.87) 
dollars,  this  being  voucher  of  the  Chief 
Engineer  of  the  District  in  favor  of  said 
contractors  for  the  work  done  by  them 
in  the  matter  of  dismantling  and  re- 
mantling  of  dredges  on  said  Section  in 
said  work;  these  payments  to  be  made 
upon  the  filing  of  a  new  bond  in  the  sum 
of  twenty-five  thousand  dollars  ($26,000) 
for  the  completion  and  un  watering  of 
said  section,  as  per  contract  or  the  ac- 
ceptance in  writing  by  the  bondsmen 
under  the  existing  bond. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth. 

Chairmaji. 

Jos.  C.  Braden, 
Thomas  Kelly, 
Z.  R.  Carter, 
Frank  Wknter,    • 
Alex.  J.  Jones. 
Committee  on  Engineering. 
(One  enclosure.) 


The  following  is 

THE  FINAL  CERTIFICATE   OF  THE   CHIEF 

ENGINEER. 

"Chicago,  February  88,  1899. 

To  the  Iloiiorahle  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen— I  hereby  certify  that  the 
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MoMiilion  &  Uoiitgomer;  Company, 
et  at.,  DOntrictore  for  SecUoti  *'0"  or  the 
Main  UlianiieJ,  with  the  exceptions  here- 
inafter noted,  have  complebid  the  work 
covered  liv  their  contract  dated  May 
IBth,  1^04,  including  the  several  orders 
issued  unUtr  the  "extra  work  clause" 
tliereof,  in  accordance  with  the  terms  of 
the  said  contract  and  to  the  satisfaction 
of  the  Cliief  Engineer.  The  entire  exca- 
vation of  the  Main  Channel  has  not  b«en 
completed,  find  the  same  is  true  of  the 
Collateral  Channel,  provided  for  in  Sec- 
tion 7  of  Clause  D  of  the  contract,  but 
for  this  Failure  to  complete  the  work  des- 
ignated tiiesa  contractors  cannot  be  held 
derelict,  bt^cause  the  right  of  way  neces- 
sary to  its  cnmpletion  has  not  beenpro- 
vid'ed  by  tha  Sanitary  District.  These 
contractors  have  never  performed  the 
obligation  of  the  contract  provided  in 
Section  Ta  n'.  Clause  D  of  the  contract, 
hut  this  failure  has  not  been  a  source  of 
loHj  or  damnge  to  the  Sanitary  ^Jistrict. 
These*  contr^tors  also  failed  to  comply 
witli  the  Older  of  the  Chief  Engineer 
dated  Januiiry  30lh,  I)J9H,  thereby  delay- 
ing the  adji^Htmenc  of  questions  then  at 
issue,  and  deferring  the  final  payments 
for  work  done  as  provided  in  the  said 

And  further,  the  order  of  the  Chief 
Engineer  duted  July  11,  169H,  was  exe- 
cuted in  part  only. 

Tliis  final  sertificate  is  given  subject  t« 
nny  unaccrued  or  unmatured  obligations 
or  covenants  of  the  contract. 

The  volumes  and  values  of  the  work 
done  upon  ihis  section  are  covered  by 
the  final  voucher,  and  are  as  follows: 

H^D  Cliaiinel  ataolal  Drift,  1,4!T,03I 

ca.  ydu.  utaiD $9».fiT«  Bl 

^urfncH  Ditc-h^'s,  Olaolal  Drift,  1S,Kll 

ou.yds.atSiJ !l.KHll 

Ealareed  MuLn  Ch»nnal.  QlaclaJ  Ddfl, 

S4,S7Sau,  yds.  at  910. 11,844  OS 

CollaUml     ClaniieL,    Olsolal    Drift, 

]W,EMau.  ydi.  at  <O.JW X.7K  S9 

Ti>Tnl  amount  earned $.141.^7  H7 

nonreii  nival     of     Bpol] 

Imnk,  K'Mt  yl9,  at  So. . .  t       ISO  00 

TutAl  iinmuiil  jiald M1.088  28 

Oeduiitton  as  altuvoanil  total  amouut 

paid 29), 198  23 

Total  umouDtitueand unpaid....  t  G0.03S  0!i 

Besides  the  volumes  and  values  Bched- 
v\<^d  in  the  final  certificate,  these  con- 
tractors have  performed,  under  the  or- 
ders of  the  Chief  Engineer,  given  in  ac- 
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cordanoe   with   the  extra  work  clause  of 
their  contract,   the  following  additional 

EiaavaUcii.  ranilancllcUriaiiG  founda- 
tlotiB.  (F!nal  voucher  rendered  HbtbIi 
M,  1896) S  3,084  M 

ConstriioUon,  Pan  Handla.  f»-ft.  Klrder. 
{Plnul  Toncher  roadered  September 
!i.  1896), ai,3Ba40 

BxeaTatlOD,  dredae  pit  ttirongii   Pan 

rendore.1  May  l^  ISB7) 4,300  611 

MoTtniT  of  plant  under  Pan  Uaadlc 
Bridge.  (Final  vouiihcr  rendered 
JulyW.1897) 3,»32  85 

Couitmctlon,  Western  Avenue  Tem- 
porary BrIdKfl.  (Ftnal  vouolier  ren- 
dered OetobargS,  IBKT) B,10BK 

Mnving-  old  Wea-ern  Avenue  Touipor- 
ary  Bridge.  (Final  voucher  rendered 
OotoberBO,  18B7I «M  00 

PullInK  piles  at  Western  Aveune  Tem- 
porary Bridge.  <Flnal  vonnher  ren- 
dered Nijvembur  13, 1897) 100  00 

Cunslriiotlou,  Pan  Handle  Teratmrary 
Bridge.  (Final  Tonolier  runderod 
September  16,  IS98I U.2-X  89 

Extra  prise  for  viiiavation,  aooouut 
Pan  Handle  rermauent  BHdee. 
(Flaalvanabor  rendered  Deoomher  1, 
1888) 8,809  7B 

Constmotion,  two  coffer  damr^  ac- 
count Pan  Handle  Permanent  flridRp. 

1, 18»6) B.OOO  00 

Total    amount    earned    and    paid 
under  "Extra  Work"  olauae JM,3i3  S* 

Respectfully  submitted, 
(Signed)  I9HAH  Randolph, 

Chief  £}ngiiteer.'" 

REPOP.T  ON  AMENDMEST  TO  lUfLKS. 

On  behalf  of  the  Committee  on  Rules, 
Hr.  Jones  presented  a  report  in  reference 
to  the  conHideration  of  Rules  13  and  14 
of  the  Rules  and  Regulations  ol  the 
Board,  the  report  recommending  cer- 
tain amsudnients  to  said  Rules  13  and 
14,  as  »et  forth  in  the  report. 


By  utJaniiaous  consent  the  report  ' 
ordered  printed,  and  in  accordance  n 
the  rules,  consideration  of  the  ssnie  i 
laid  over  for  one  week. 

The  following  is 


ill 


THE 

"Chicago,  March  1,  1899, 
To  the  HoiinrabU,  the  Dimni  nf  IViufces 
o(  the  Similar]!  Dltirlct  or  Clilcau'i: 
Obhtlbuon: — Your     Coiumittee     on 
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Roles,  having  had  under  conBideration 
Rules  13  and  14  of  the  Rules  aud  Regula- 
tioDS  of  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago,  and  having 
duly  considered  the  duties  of  the  Clerical 
and  Treasury  Departments  with  reference 
to  said  rules,  respectfully  recommend 
that  said  Rules  18  and  14  be  amended  by 
your  Honorable  Body  so  as  to  read  as 
follows: 

13.  The  Committee  on  Finance  shall 
examine  and  approve  all  bills  and  vouch- 
ers before  they  are  acted  upon  by  the 
Trustees  prior  to  each  regular  meeting 
of  the  Board.  If  any  bills  or  vouchers 
are  not  approved  by  the  Committee,  the 
reasons  therefor  shall  be  reported  to  the 
Board. 

14.  The  Board  of  Trustees,  may,  how- 
ever, in  its  discretion,  order  the  payment 
of  any  bills  or  vouchers  without  refer- 
ence of  the  same  to  the  Committee  on 
Finance;  but  in  such  cases  it  shall  be  the 
duty  of  the  Clerk  to  properly  endorse  on 
the  biU  or  voucher  the  authority  for  its 
payment. 


(Signed) 


Respectfully  submitted, 

Wm.  Boldbxweck, 

Vhairntau^ 
Alex.  J.  Joxbs, 
Jo».  0.  Bkaden, 
Thomas  Kelly, 
Committtee  on  JRwfc«." 


COMPILATION  OP  RULES  AS  AMENDED. 

Mr.  Jones,  seconded  by  Mr.  Smyth, 
mov«d  that  the  Committee  on  Rules  be 
authorized  to  have  printed  a  compila- 
tion of  the  Rules,  embracing  all  amend- 
ments to  date. 

On  roll  call  the  vote  stood:  Yeas 
—Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
ter— eight.    Nays — none. 


Upon  this  result  the  President  de- 
clared the  motion  carried. 

COMMUNICATION  IN  REFERENCE  TO  RE- 
LEASE OP  JUDGMENT  AGAINST  FRANCES 
LIVINGSTON. 

The  Clerk  presented  and  read  a  com- 
munication from  Messrs.  Stein  &  Piatt, 
asking  that  the  Board  releasiB  a  certain 
judgment  for  $156.67,  heretofore  ob- 
tained against  Frances  Livingston. 

Mr.  Jones,  seconded  by  Mr.  Wenter, 
moved  that  the  same  be  referred  to  the 
Committee  on  Judiciary  with  power  to 
act. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs,  Boldenweck,Braden,  Carter,  Ek^k- 
hart,  Jones,  Kelly,  Smyth  and  Wenter^ 
eight.    Nays— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

REPRINTING  OF  FIRST   VOLUME  OF  PRO- 
CEEDINGS. 

Mr.  Wenter,  seconded  by  Mr.  Jones, 
moved  that  the  Committee  on  Rules  be 
authorized  to  receive  bide  for,  and  have 
printed,  500  copies  of  the  first  volume  of 
the  Proceedings  of  the  Sanitary  District 
of  Chicago,  embracing  the  period  from 
January  Id,  1890,  to  December  31,  1891. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Carter,  the  Board  then  adjourned. 


Clrr/c. 


• 


•1 
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—OF  THB 


Board    of  Trustees 


—OP  THB— 


Sanitary  District  of  Chicago. 


MfiRCH  a  1899. 


OFFICIAL   RECORD 

FmtUdUd  hy  authority  of  ih4  Board  of  Trusttes  of 
au  Smitarp  Diitrict  of  OMeago* 


REGULAR  MEETINa. 

The  four  hundred  and  twenty-ninth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Buikiing,  Wednesday,  March  8,  1899, 
at  2  o'clock  P.  M. 


On  roll-call  Messrs.  Boidenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly, 
Mallette,  Smyth  and  Wenter— nine  mem- 
bers, were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

HINUTBS. 

The  minutes  of  the  regular  meeting 
held  March  1,  1899,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Braden. 


•VOUCHERS. 
The  Clerk  presented  the  following  youchers : 

BNGINEBRING  DBPABTMBXT. 

e  Chica^  Towel  Supply  Company  (toweling,  February,  1809) $  6  65 

orke  &  JameB  (photo  supplies) 17  60 

*  H.  T.  Anthony  &  Co.  (photo  supplies) 11  92 

.  Seeilg  (repairing:  instruments) S  00 

rerar,  Adams  &  Co.  (hardware) S  75 

^odrich  &  Potter  Company  (repairing  timer) 12  50 
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WyRwit  *  A.vres  (rent,  Cotwlth,  Decam bar,  189B) t  13  5() 

J.  H.  AlBinnder  [rent,  Loek port,  Februsry,  1899) 17  on 

SamuBl  L.  Hunks  (Ice,  Februiry.  1898) 11  50 

P.  F.  Pettllxiue  &  Co.  (atstlonory) 49  33 

Cameron.  Ainberj  &  Co.  (BUtlonerj) 8  <M 

A.  H.  Abbotl.  it  Co.  (dmftln^  »uppiles) 3«  38 

Kouttol  &  Easet  Co.  {drafting  aupplloB) SI  i» 

Rugtae  Diclzeea  Compan;  {draftlnE  supplies) 15  50 

Marahull  Field  &  Co.  (auodrles); 4  00 

Hlbbard,  Speoeer,  Barllell  &  Co.  (hardware) 9  86 

W.  H.  Baliibury  &Co.  (rubber  boots) 8  25 

Boper  Luiiibsr  Company  (pine  BUkoa) 13  no 

Geo.  B.  CirpKDie-  &  Co.  (sundries) 5  01 

D.  H.  Preslod  &  Co.  (coal) 4  OO 

G.  M.  Wisner  (eipenae,  January,  1899) 3S  08 

Q.  M.  Winner  luipense,  February,  1809) 18  4S 

H.  B,  Alciandsr  (eipeuse) 8*  10 

The  Gun  thorp- Warren  Prlnllne  Company  (printing) 77  00 

J.  R.  Duvls  (tcal-piU) 156  00 

W.  M.  Huebos  (serrlces.  Consultlog  Eaelaeer) 136  00 

W.  M.  Hughes  (Belt  Railway  Bridge  plans) MW  OO 

Robt.  W.  Hunt  &  Co.  (Inspection  of  Iron  ana  steel) 844  98 

nttabun^h  Testiog  Laboratory  Co.,  Ltd.  (laspection  ot  Iron  and  steel)  368  97 

Ish.im  Kandolpb  (Iravelins) GS  71 

A.  P.  Llllle  (Blalkinery) I  3  50 

The  Cblcaeo  Towal  Supply  Company  (toweling,  February,  1S9B) 2  60 

aamuel  L.  Hanks  (Ice,  February,  1B99) 3  60 

Western  Bank  Nvte  and  EnKrsTlng  Company  (letterheads) 14  00 

LAW    DBPABTHENT. 

Samuel  L.  Hanks  (lee,  January,  1S99) (  .     3  50 

Tbo  Chicago  Towel  Supply  Company  (Wwellngf,  January,  1899) 1  50 

White  Rock  Mineral  Spring  Company  (water) 3  76 

Edwitrd  Thompson  Company  (law  book) fl  00 

J.  L.  O'Donnell  (water  tax,  Jollet) 10  09 

CflUajthttii  &  Co,  (law  reports) 1«  00 

PBck,  Millar  &  Stsrr  (services) 1,501  90 

John  O'Connor  {sbstrtcia) 

Fernando  J  ones  (title  reMarcbes)... 

Tbe  Merle  &  UeaayHanufsctarlng  Company  (desk) i  35  00 

T)iu  Englueurlnc  News  Publishing  Company  (advartlslng) 48  DO 

The  Enffineerlnp  Record  (adTartlslng)  47  60 

The  ClhicHgo  Chronicle  Company  (advertising) 45  60 

The  Construction  Naws  Company  (adyertlslng)'. . ', 34  3S 

American  Co n traitor  Publish ing  Company  (ftdvertlBlag) .,  37  75 

Calumat  Fubllahing  Company  (advertising) 10  50 

Cblcaiio  Journal  (advertising) 15  75 

"he  Inter  Ocean  (advertising) Id  45 

^h  F.  Ham,  Clark  (expense) 16  05 

lu's  Liverj-  SUbie  (livery) 6  75 

i  Trust  Safsty  Deposit  Company  (rent  of  vault) , 45  00 


Iibam ftandiil])h  (tra' 
8«;uritj  Deposit  Con 
Tie  Andit  Com  pan; 


at,  March.  1899).. 
COOUUOUltB) 


S3  31) 
56U  <KJ 


Mn.  A.  Hartwlg  (laundry) S 

D.  C.  McOarlhj  (orpansB) 

E.J.  Coan  (expense) 


HeggicBros.  (boiler  rapaicB) 

Dtarborn  Drug  and  Chumlcal  Works  (boiler  cc 

Btirttl  Hardware  Company  (hardware) 

lehun  Raadolph  (tmiler  repairs) 

H.  B.  Alexander  (Eipenie) 

Weaver  Coal  Company  (coal) 


,  railroad   embaakmi 


Naion.  BogB,   Eins   &   Co.    (Sectloi 

March  1.  1S9») i 

Heldmiier  &  Sea  (Section  IT,  March  1,  ISSff) 

G«h»n  &  Byroe  (Section  IS,  March  1,  1B99) 

Ljdon  &  Drews  Conipan.v  (repairing  docks) 

Ljdon  &  Urews  Company  jBj-pass,  ChlcaRO  River) 

McArthiir  Bros.  Co.  and  Winston  &  Co.  (Summit-Lyons  Road  bridge) 

HijeiBros.  (Wire  Mills  Road  Bridge) 

Griffltb*  &  McDcrniolt  (Lockport  Highway  bridge) 

Sickley  &  Fetocaon  (Bection  T,  poniplng) 

Gto.  M.  HuFs  IBelt  Railway  Bridge) 

P.  T.  Dnnn  A:  Co.  (Lockport  temporary  road) 

TlieP.,  C.  C.  &St.  L.  Ry.  Co.  (P.  H,  temporary  bridge) 

Cbicago  Terminal  Transfer  Railroad  Company  (P.  H.  tamporary  bridge) 
Chicago  Terminal  TranBterRsUroadCouipaay  (P.  H.  temporary  hridgel 

The  A.,  T.  &B.  F.  Ry,  Co.  (Section  8,  bridge) 85  88 

The  A.,  T.  &  S.  P.  Ry.  Co.  (Section  G,  bridge) SIS  31 

Chicago  Junction  Railway  Company  (Section  O— P.  H.  bridge) Ifll  59 

Citjr  ot  Cblcafo  (water  tnnnel  changes  at  Ad  ami  Street) S,378  68 


<H7  m 
14  DO 
85  40 

100  90 

10?  87 


Grand  total *M,133  41 

*Tobe  paid  by  warrants,  with  Interest  cunpons  nttavhed.  drawn  agaiiiat  the  Ini.  levy  for  ISM, 


y.  M.  Blouni,  Treasurer  (Kunilry  persons, 

Construction  Account,  b 

All  others,  direct  lo  creditors 


'-  Carter,  seconded  by  Mr.  Weoter, 
ed  that  the  vouchers,  as  read  and 
rn  above,  be   approved  and  ordered 

I  roll-call  the  vote  stood:  Yeas — 
ns.  Boldenveck,  Braden,  Carter, 
hart.  Jones,  Eelly,  Mallette,  Smyth 

Wen  ter— nine.    Nays— none. 


WEKELT  RKPOKT  ON  EMPLOTBS. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  shDwinj;  the 
number  of  persons  in  the  employ  or  tbe 
Distiict  for  the  week  ending  March 
4,  189H,  which  waa  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 


The  following  is 


THE  BEPOBT: 

'-CmoAOO,  March  8,  1809. 


Qbntlbueh— I  beg  leave  to  report  here- 
with the  number  ot  employee  in  each 
department  for  the  week  endloK  March 
4,  I89Q,  aa  the  same  have  been  reported 
tome; 

Engineering  department T7 

Hain  ten  an  ce  account. ....      6 

Clerical  department S 

Law  department B 

Treaaury  department 1 

Police  department 39 

Telephone  operator 1 

Total  emplc^es 189 

Respectfully  submitted, 
(Signed)  JoSBpa  F.  Haas. 

CUrt." 


The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  Jannary,  1B99,  which,  by  unanimoua 
conaent,  was  ordered  printed  and  placed 
on  file 

The  following  is 

THE  KB  PORT: 

"Chioaoo,  Feb.  28,  1899. 
To  the  Honorable  the  Board  of  Tm»tee» 
ef  the  Sanitary  Diatrtot  of  Chicago: 
Obntlehbn— I  herewith  transmit  the 
report  of  the  Engineeiing  Department 
for  the  month  of  January,  1899,  giving 
the  detailed  operations  of  the  several 
divisionB  constituting  the  same. 

The  value  of  the  construction  work 
done  during  the  month  wa8|164,S0l.69, 
divided  as  follows;  Main  Channel,  |69,- 
4S9.91i  bridges.  994,871.78.  The  engi- 
neering expenses  for  the  month  were 
¥9,174.87,  divided  as  follows:  Salaries, 
¥8,888.06;  supplies,  etc.,  (790.81.  Details 
of  the  above  figures  are  given  in  tabu- 
lated  stat« meats  herewith. 

DIVISION  OF  OOHBTRITCnON. 

The  weather  during  the  month  was 
not  ver7  favorable  to  good  progress  of 
the  work.  Run  or  snow  was  recorded 
on  six  days  and  the  temperature  varied 
from  43  degrees  to  — i  degrees  Fahren- 
heit. 

Oiieago  Biver  /mprotJwnenf— The  work 
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on  the  By-pass  along  the  Chicago  Rive 
for  the  month  was  aa  follows:  Three 
thousand  four  hundred  and  fifty  cubic 
yards  of  excavation  were  remuved  from 
the  Adams  Street  By-pass  by  means 
of  ehovelers,  cars  and  an  elevator  od 
which  the  cars  were  run.  Thtt  material 
excavated  was  dumped  into  the  river 
and  is  removed  from  time  to  time  by 
means  of  a  dredge  and  scows  and  de- 
posited in  thelBhc. 

The  coffer  dain  at  the  north  end  of 
Jackson  Street  By-pnss  was  completed 
during  the  month  with  the  exception  of 
the  filling,  and  r;onsidernbIe  work  was 
done|on1  the  temporary  roadway.  One 
hundred  and  tw^nty-oine  thousand  five 
hundred|feet  B.  M.  of  timber  were  used 
in  this  work  and  4.300  lineal  feet  of  piles 
were  driven. 

An  extra  voucher  for  J3,61O,10  was 
rendered  on  the  t6Lh  of  the  month  to 
Lydon  &  Drews  Co.  for  material  and  la- 
bor for  the  building  of  a  coSer  dam 
around  the  center  pier  of  the  Adams 
Street  Bridge  and  strengthening  the 
dock  piles  at  Jackson  Street. 

The  tug  "  Blackball  No.  2,"  which  was 
sunk  in  December  and  abandoned  by  its 
owners,  was  removed  by  Lydon  A: 
Drews  Co.  and  a  voucher  for  $400.00  for 
said  work  was  iscued  to  them  on  the  16th 
of  the  month. 

The  work  of  dredging  the  South 
Branch  of  the  river  was  carried  on  dur- 
ing the  month  by  Nos.  1  and  3  of  the 
contractors*  dreJges  and  82,700  cubic 
yards  of  material  were  removed  between 
Main  and  Quany  Streets  and  4,700  cu- 
bic yards  at  Canal  Street.  The  material 
was  mostly  sludge  and  was  dumped  into 
Lake  Hiohigan.  Five  (5)  piles  were  also 
pulled  and  removed  during  the  month. 

Section  "O."— The  work  of  erecting 
the  superstructure  of  the  Soulhweet 
Boulevard  Bridge  was  continued  during 
that  portion  of  the  month  which  was  fa- 
vorable and  is  Rtill  in  an  incomplete 
slate.  The  work  of  filling  the  ap- 
proaches to  this  bridge  was  begun  on  the 
14th  of  the  month  and  continued  to  ths 
2eth.  McHahon  &  Montgomery  Co.  etal. 
are  the  contractors  fur  this  work  and  a 
voucher  In  their  favor  for  1,130  cu.  yds. 
at  21c  was  drawn  on  the  38rd  of  the 
month.  The  work  cannot  be  completed 
until  aCter  the  superstructure  for  this 
bridge  is  finished.  On  the  37th  of  the 
month  a  voucher  amiiunting  to  (191,73 
was  issued  to  John  Ries  tor  supplying 
681  cubic  yards  of  cinders  and  filling  il 
into  the  north  approach  of  this  bridge. 

On   the  6th    of    the    month    a   fina 
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Tcmcher  was  drawn  in  favor  of  the  Chi- 
cago Star  Gonstruction  Co.  for 
ihe  erection  of  the  new  tempo- 
rary trestle  for  the  Chicago  Junc- 
tion Ry.  Co.  which  amoanted  to  $782.16. 
A  YOQcher  for  $40.46  was  also  drawn  on 
the  16th  of  the  month  in  favor  of  A.  T. 
Wilcox  for  repairs  made  in  December, 
1896,  on  the  old  Chicago  Junction  Rail- 
way Company's  temporary  trestle.  On 
the  completion  of  the  new  Chicago  Junc- 
tion Railway  Co.'s  temporary  bridge  it  be- 
came necessary  to  shift  the  decks  of  the 
old  trestles  slightly  before  the  new  trestle 
ooald  be  used.    This  work  was  done  by 

A.  T.  Wilcox,  and  a  voucher  for  $80.81 
was  issued  to  him  on  this  account  on  the 
Ist  of  February. 

The  several  railroad  companies  at  the 
Fan  Handle  crossing  did  more  or  less 
work  during  the  month,  a  record  of 
which  was  kept  by  our  inspector.  The 
foUowing  vouchers  were  issued  on  their 
account  during  January : 

Chicago  Terminal  Transfer  Rail- 
road Company $488.84 

Olinoia  Central  Railroad  Com- 
pany     18.98 

Chicago  Junction  Railway  Com- 
pany   120.00 

Section  "^'  — On  this  section  the 
shovel  and  train  plant  worked  from  the 
18th  to  the  28th  of  the  month.  The  ex- 
cavated material  was  spoiled  in  the 
Southwest  Boulevard  just  south  of  the 
Ogden  Ditch.    The  viaduct  over  the  C, 

B.  &  Q.  R.  R.  was  removed  between  the 
28id  and  the  26th  of  the  month.  No 
voucher  was  issued  during  the  month 
to  Hayes  Bros,  owing  to  an  overesti- 
mate in  December. 

The  work  of  erecting  the  superstruc- 
ture for  the  C,  M.  ^fi:  N.  R.  R.  Co.*8  bridge 
across  the  Main  Channel  was  carried  on 
during  that  portion  of  the  month  which 
was  favorable  to  work.  A  portion  of 
the  false  work  was  removed,  and  on  the 
5th  of  the  month  a  voucher  for  $15,000.00 
on  account  was  issued  to  the  contractors 
for  this  part  of  the  bridge. 

The  work  of  the  substructure  for  the 
3.,  U .  &  N.  R.  R.  Co,*s  bridge  across  Ked- 
de  Avenue  was  checked  up  during  the 
noDth,  and  one  current  and  the  final 
istimate  were  vouchered  during  that 
leriod.  The  quantities  vouchered  for  the 
nonth  are  as  follows.  Portland  cement 
3oncrete,  78.81  cubic  yards;  masonry-, 
iS.88  cubic  yards;  excavation,  909  cubic 
rards.  The  work  of  lowering  the  road- 
vay  at  the  site  of  this  bridge,  and  of 
nsikiiig  provision  for  the  drainage  of 
uoe,  was  completed  during  the  month, 


and  a  voucher  to  Hayes  Bros.,  et  al.,  for 
$1,141.91  was  issued  on  this  account  on 
January  28d.  On  the  same  date  a 
voucher  for  $802.94  was  issued  to  the 
Chicago  Crushed  Stone  Company  for 
supplying  and  spreading  201.96  cubic 
yards  of  crushed  stone  and  screenings 
on  the  said  roadway. 

The  work  of  erecting  the  superstruc- 
ture for  the  Kedzie  Avenue  Bridge 
across  the  Main  Channel  was  continued 
throughout  the  month. 

Work  on  the  superstructure  of  the  A., 
T.  &  S.  F.  Ry.  Co.'8  Bridge  was  continued 
during  the  month.  On  the  1st  of  Feb- 
ruary a  voucher  was  issued  to  the  A.,  % 
&  S.  F.  Ry.  Co.,  amounting  to  $10,285. 91, 
for  raising  the  tracks  of  its  Twenty- sixth 
Street  line.  This  work  was  done  in  the 
months  of  October  and  November,  1898. 

Section  "Z"— The  old  timber  for  the 
C.  T.  R.  R.  temporary  bridge  on  Section 
'*E*'  was  transferred  to  this  section  on 
the  29th  of  the  month,  to  be  used  in  the 
construction  of  the  C.  &  W.  I.  Belt  Ry. 
Co.'s  temporary  bridge.  A  voucher  to 
Qeo.  M.  Hubs,  amounting  to  $117.00,  was 
issued  during  the  month  on  this  account. 

j8ec£ionV-H"— Th0  construction  of  a 
dam  at  Station  848,  the  object  of  which 
is  to  protect  the  unfinished  portion  of 
this  section,  was  completed  on  the  7th 
of  the  month,  and  a  voucher  for  this 
work  to  Gahan  &  Bftne,  amounting  to 
$568.40,  was  drawn  on  the  16th. 

Section  **6r' — A  final  voucher  was 
issued  during  the  month  for  $117.04,  in 
favor  of  OcSian  &  Byrne,  for  cutting 
down  the  embankment  on  the  Santa  Fe 
deviation.  The  A.,  T.  &  S.  F.  Ry.  Co. 
had  a  large  force  at  work  during  the 
greater  part  of  the  month  laying  steel, 
ballasting  the  track  and  leveling  off  the 
roadbed  preparatory  to  throwing  the 
traffic  onto  the  new  bridge  and  devia- 
tion. This  work  is  being  done  on  force 
account  and  crushed  stone  and  slag  are 
being  used  for  ballast. 

Section  **^'— This  section  was  entirely 
completed  at  4  P.  M.  on  January  6th. 
A  small  force  of  men  was  kept  on  the 
section  up  to  the  21st  removing  and  stor- 
ing the  contractor's  plant.  A  portion  of 
this  plant  was  shipped  to  Joliet.  Work 
on  the  final  estimate  was  continued  dur- 
ing the  entire  month  and  almost  com- 
pleted. 

The  work  of  cleaning  up  the  founda- 
tion and  laying  concrete  for  the  cen- 
ter pier  of  the  Summit-Lyons  road 
bridffe  over  the  Main  Channel  was  fin- 
ished on  the  21st  of  the  month.    The 
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work  WHH  very  inucb  retarded  bj  the 
floniDg  in  of  cvtkter.  The  pumping 
plant  of  Ibis  Section  was  thrown  out  of 
service,  which  ullowed  the  water  to  flow 
into  tbe  center  pier  pit  and  made  it 
neccBsary  for  the  contractor  to  build 
a  levee  arounil  Bame,  The  quantities 
Touchered  on  thia  account  are  as  followe: 
Portland  cement  concrete,  ISO  cubic 
yards;  masonry,  140  cubic  yards. 

Settion  '■£"— The  traveliog  derrick 
and  Peteler  car  plants  continued  work 
during  that  portion  of  the  month  that 
was  favorahle  to  work  and  excavated  a 
total  of  13,980  cubic  yards  of  solid  rock, 
all  ot  which  was  placed  in  revetment 
wall.  No  estiniute  waa  given  on  revet- 
ment  wall  quantiticB,  aa  very  little  fac- 
ing up  was  done.  Kits  thousand  cubic 
yarclB  wpre  excavHteri  by  steam  shovel 
from  the  hard  stratum  referred  to-in  the 
November  report.  Fcrty  per  cent,  or 
9,(i00  cubic  yards  nf  this  amount  were 
ciasaifled  as  rock  which,  added  to  the 
18,980  cubic  yards  mentioned  above, 
makea  14,980  cubic  yuids  of  rock  vouch- 
ered  for  the  niunih.  The  merry-go- 
round  plant  curitinupd  work  all  the 
month,  removing  from  the  Main  Chan- 
nel 5,907  cubic  vards  and  7,744  cubic 
yards  from  revetment  excavation.  Of 
these  two  amounts  11,651  cubic  yarjla 
were  vouchered'.for  the  month  as  glacial 
drift  and  the  remaininK  3,000  cubic  yards 
were   vouciiered  ^s   ri>ck,  as    indicated 

It  is  proper  to  explain  here  that  in 
making  up  Ibe  vtiucher  for  the  last  half 
of  January  (Voucher  Ko.  89)  »n  item  of 
8,943  cu.  ydH.  of  rIikmhI  drift  was  added 
to  said  voucher  for  %vork  done  by  Angus 
&  Oindele  under  their  contract  on  this 
section.  The  final  noLes  ot  Ihe  work  of 
these  contractorH  givPH  this  increase  and 
since  the  Halvorsun.  Richards  &  Co.  con- 
tract is  but  a.  cunlinualion  of  the  former 
ones  on  (his  section  the  said  increase  is 
shown  on  the  last  voucher  issued  for  this 

From  the  SOlli  to  the  end  of  the  month 
the  work  of  laying  sli)|>e  wall  in  front  of 
the  abutments  of  theC.,T.  T.  R.  R.  Co.'b 
permanent  bridge  ovpr  the  Main  Channel 
was  carried  on.  On  (he  Istot  February  a 
voucher  wb»  issued  in  Tavor  of  the  C,  T. 
T.  R.  R.  C.I.,  araoiinling  to  tl,a^0.81, 
for  furnishing  and  handling  sand,  etc., 
for  the  approaches  to  this  bridge.  On 
the  same  ciate  a  voucher  was  issued  to 
this  same  company  amounting  to  I3I9.T4 
for  wages  fur  switchmen  and  supplies  on 
account  of  its  temporary  bridge  over  the 
Main  Channel.  From  the  2ard  to  the 
26th  of  the  month   tiie  old  lumber  from 
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this  temporary  bridge  was  sorted  over- 
loaded on  cars  and  shipped  to  the  C  Sc 
W,  I.  Belt  Ry.  crossing.  A  voucher  for 
tU7.00  covering  the  cost  of  this  work 
was  issued,  as  noted  under  Section  "E." 

On  the  28rd  of  the  month  work  was 
resumed  on  the  C,  T  T,  R  R,  perma- 
nent bridge  over  the  Desplaines  River. 
The  pit  for  the  south  abutment  was 
pumped  out  and  excavation  proceeded 
with. 

From  the  8th  to  the  18th  of  the  month 
the  work  of  removing  tbe  old  piers  from 
the  bed  of  the  Desplaines  River  at  the 
Lyons'Summit  roajl  was  undertaken. 
""  'ork  was  not  er "  '"  ---■---■ 
3  voucher  was  i 

Section  1.  Luml>er  and  iron  for  the 
superstructure  of  the  Willow  Springs 
Road  Bridge  were  unloaded  at  the  site 
of  the  work  and  the  ereotioo 
of  the  same  began  on  the  8rd  and  con- 
tinued throughout  the  month.  Two 
hand  derricks  and  one  hand  traveler  were 
used  in  placing  iron  and  an  average  of 
11  bridge  men  employed.  On  the  S7th 
of  the  month  a  voucher  was  issued  to  C. 
L.  Htrobel  for  t»,994.00,  this  being  60 
per  cent,  of  the  contract  price  for  the 
superstructure. 

Section  7— On  the  13th  of  the  month  a 
voucher  was  issued  to  Sackley  &  Peter- 
son for  $300. 00  for  work  done  pumping 
out  the  quarry  on  this  section  in  order  to 
obtain  the  saved  dimension  stone  to  be 

I   used  in  sundry  bridge  substructure  work. 

I  Hection  8 — So  work  was  done  on  the 
Santa  Fp  Railway  emlwnkment  after  tbe 

[  81st  of  December  with  the  exception  of 
a  force  of  12  laborers, team  and  dump  cars 
working  from  the  9th  to  the  30th  of  the 
month,  a  total  of  10}^  days  taking  ex- 
cess embankment  down  to  grade.  An 
average  of  21  laborers  and  S  teams  in 
conjunction  with  the  steam  shovel  and 
cable  incline  hoist  worked  up  to  and  in- 
cluding December  Slst,  1898.  Three 
thousand  six  hundred  cubic  yards  were 
voucbered  for  the  month  on  thia  account. 
A  large  traveler,  in  addition  to  the  two 
derricks  reported  last  month,  was  erected 
and  operated  throughout  tbe  month  oi 
account  of  the  superstructure  for  the  A. 
T.  &.  S.  F.  Ry.  Go.'s  bridge  across  the  Uain 
Channel.  A  force  of  11  bridge  men  aod 
8  laborers  was  employed.  The  (our  panel 
posts  on  the  north  side  were  erected 
and  the  circle  in  the  center  pier  com- 
pleted and  a  portion  of  the  bridge  floor 
put  down  on  the  !Tth  of  tbe  month.  A 
voucher  was  issued  to  the  Carnegie  Steel 
Co.  Ltd.  for  146,711.00,  this  being  00  per 
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cent  of  the  contract  price  for  the  super- 
structure. 

The  unloading  of  iron  and  lumber  for 
the  superstructure  of  the  Lemont  Koad 
permanent  bridge  oyer  the  Main  Chan- 
nel was  begun  about  the  Ist  of  the 
month  and  the  work  of  construction  be- 
gan on  theSd.  A  part  of  tbe  false  work 
and  the  iron  worK  and  rollers  for  the 
circle  in  the  center  pier  were  placed  in 
poaition.  Only  about  5  days  were  spent 
IB  construction,  the  balance  of  the  time 
being  devoted  to  unloading  iron  and 
lumber.  The  work  on  the  substructure 
for  this  bridge  was  completed  during  the 
month  and  a  final  for  same  amounting 
to  $1,171.44  was  rendered  on  the  Ist  of 
February. 

Bear  Trajf  Dam — ^The  contractors  for 
the  foundations,  etc.,  for  this  work  have 
been  busy  with  a  small  force  painting 
the  iron  work  and  placing  the  large  oak 
gates.  The  contractors  for  the  super- 
structure began  work  on  December  27th 
with  a  small  force  cleaning  the  iron  bv 
force  account.  The  erection  of  iron  work 
tor  the  dam  was  begun  on  the  19th  and 
continued  throughout  the  month.  Good 
prog^reee  had  been  made  and  three- 
fourths  of  the  dam  has  been  assembled 
and  field  riyeting  started. 

Section  16— The  work  of  excavating 
for  foundations  for  the  Wire  Mills  Road 
bridge  was  begun  on  December  28th 
with  a  force  of  nine  laborers.  The  east 
abutment  and  pier  were  ready  for  con- 
crete on  the  3l8t  of  December.  Ck>ncrete 
work  was  begun  on  the  8rd  of  the  month 
and  the  east  abutment  and  pier  were  fin- 
ished on  the  17tb.  The  balance  of  the 
month  was  spent  in  raising  the  west 
bridge,  and  was  done  under  separate 
contract-  The  work  of  excavating  for 
foundations  for  the  west  pier  and  abut- 
ment of  this  bridge  was  continued.  The 
quantities  vouchered  for  the  month  on 
account  of  this  bridge  were  as  follows: 
Excavation  470  cuMc  yards,  Portland 
cement  concrete  850  cubic  yards.  On 
the  10th  of  the  month  a  voucher  for 
$1,600.00  was  issued  to  Hayes  Bros,  for 
building  a  temporary  trestle  at  the  Wire 
^^lls  Road  crossing  of  the  channel. 

The  work  of  excavating  for  founda- 

ns  for  the  Lockport  Road  bridge  was 

;:un  on  the  12th  of  the  month  with  an 

erage   force  of  nine  laborers.     Two 

Mun  drills  were  used.    At  the  end  of 

e  month  excavation  for   foundations 

A  been  done  on  both  piers  and  on  the 

It  and  west  abutments,  but  all  were 

^mplete.    Three  teams  were  used  in 

nling  cement  and  broken  stone  pre- 

»U>ry  to  concrete  work. 


Section  27— Work  on  this  section  was 
confined  to  that  portion  north  of  Robey 
Street  and  west  of  the  upper  basin  and 
Uie  Illinois  and  Michigan  Canal,  and 
continued  day  and  night  throughout  the 
greater  portion  of  the  month.  The  plant 
in  operation  consisted  of  one  steam 
shovel,  two  locomotives,  one  steam  der- 
rick, 2  cable  incline  hoists,  twelve  steam 
drills  and  one-yard  and  five-yard  dump 
cars.  Three  pumps  were  in  operation 
throughout  the  month,  runnmg  most  of 
the  time  in '  double  shifts;  10,700  cubic 
yards  of  glacial  drift  were  excavated  as 
follows:  8.600  cubic  yards  by  wagon 
forces;  8,900  cubic  yards  by  wheeled 
scrapers,  and  8,200  cubic  yards  by  wheel- 
barrow gangs;  82,600  cubic  yards  of  solid 
rock  were  removed  by.  the  following 
methods:  10,800  cubic  yards  by  steam 
shovel,  working  45  shifts,  averaging  240 
cubic  yards  per  shift,  taken  to  the  spoil 
bank  by  locomotives  and  five-yard  cars; 
8,200  cubic  yards  by  steam  derrick, 
loaded  into  five-yard  cars  and  handled 
by  locomotives;  11,000  cubic  yards  by 
gangs  of  rockmen,  loaded  into  one-yard 
cars,  and  removed  to  spoil  bank  by  in- 
cline hoists  and  horses;  1,900  cubic  yards 
by  wagons;  700  cubic  yards  by  wheel- 
barrows. On  the  26th  of  the  month  a 
voucher  for  $10,000.00  was  issued  to 
Heldmaier  &  Neu  as  a  part  payment  for 
claims  allowed  in  consequence  of  the  in- 
junction issued  by  Judge  Hilcher  on 
August  17th,  1898. 

Section  IS-^On  this  section  6,900  cubic 
yards  of  material  were  excavated  by 
gangs  of  rockmen,  and  the  material  was 
removed  to  the  levee  by  means  of  ono- 
yard  cars  operated  by  horses,  in  20)^ 
shifts,  averaging  887  cubic  yards  per 
shift. 

Pumping  Plant— The  work  of  repair- 
ing boilers  was  begun  on  the  2d  and  was 
completed  on  the  11th  of  the  month. 
Pumping  continued  throughout  the 
month,  and  on  the  81st  the  water  was  at 
grade. 

DIVIBION    OF    DRAFTINa  AND  DESIGNINa. 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Lemont,  on  the  50  foot  scale  maps  of  the 
North  Branch  of  the  Chicago  River  and 
on  the  atlas  of  the  right  of  way. 

The  following  drawings,  etc.,  were 
made:  Plan  attached  to  contract  with 
the  Economy  Light  and  Power  Com- 
pany, was  copied  in  the  record  book  of 
Joliet;  plan  and  cross-sections  for  the 
temporary  trestle  work  of  the  C.  &  W. 
I.  Belt  R.  R.  Co.;  plan  of  Ray  lands  In 
Sections  25,  and  24,  87, 10,  showing  con 
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toure  and  high  water  marks;  colored  In- 
dex map  for  the  CommiMiOQei  of  Public 
Workaof  St.  Louiaj  200-foot  scale  map 
of  Joliet,  showing  Chann^,  etc., 
throoKb  Joliet;  tracingB  of  right  of  way 
pUta  from  Summit  to  County  line,  for 
the  Law  Department;  a  map  showing 
the  location  of  the  Borneo  Road  Bridge 
across  the  Main  Channel  and  a  copy  of  a 

Slat   of   Manchester,    showing  the  Hc- 
■uirllots,  etc.,  for  the  Law  Department. 

Work  was  continued  ou  theplane  for 
tbe  Jefferson  Street,  the  Caas  Street  and 
the  C,  R,  I.  &  P.  R.  R.  Co. 'a  Bridges  at 
Joliet;  some  work  was  done  on  the  pUiis 
for  the  C,  R.  I.  &  P.  R.  R.  Co.'s  tempor- 
fttj  bridge  at  Joliet,  but  wae  afterward 
aOandoned,  as  the  railroad  people  re- 
quested a  chauKe  in  span  in  prefer- 
ence to  the  one  originallj  agreed  upon. 
Some  time  was  devoted  to  making  ar- 
rODgementa  with  the  Joliet  officials  for 
the  carrying  of  street  care  and  traffic 
over  the  temporary  roadway  from  Jeff- 
erson Street  to  Exchange  Street.  Some 
routine  work  wasdone  during  the  month 
checking  up  bridge  substructure  quanti- 
ties and  flgnriog  the  delalla  for  current 

Detail  work  on  plans  for  the  Bear 
Trap  Dam  was  continued  during  the 
month,  as  was  also  work  on  plana  for  the 
By-pass  along  the  Chicago  River.  Bor- 
ings were  made  at  the  site  of  the  oon- 
t«mplated  bridges  of  the  C,  T.  T.  R.  R. 
Co.    and    Taylor  Street,  otoasing    th« 


Chioago  iUver.    Some  time  was  devoted 
to  the  work  through  Joliet. 

The  testing  of  sand  and  cement  for  use 
in  the  work  of  cnnstruction  was  con- 
tinued, as  was  also  the  work  of  prepar- 
ing record  photographs  and  the  main- 
tenance of  water  gauges.  Some  time 
was  given  to  hydiauliu  d3.te.  pertaining 
to  the  Chicago  and  Deeplainea  RivetB 
and  to  Lake  Hiohigan.  Inspection  of  aU 
work  of  oonstructioD  was  carried  on  dot- 
ing the  entire  month. 


The  work  of  checking  the  constmotlon 
detail  sheets  waa  carried  on  as  usuaL 
The  tabulated  statements  showing  the 
values  and  quantities  of  work  done  for 
the  month  of  December,  1898,  together 
with  the  financial  statement  for  the 
same  period,  were  completed.  The  vari- 
ous tables  which  are  to  accompany  the 
annoal  report  of  this  department  were 
worked  out.  The  books  of  the  Engi- 
neering Department  have  been  kept,  all 
correspondence  has  been  carried  on,  pay 
rolls  have  been  issued,  letters  and  docu- 
ments have  been  tiled  and  all  other  deri- 
cal  work  has  been  carried  on. 


I  estimate  the 
ment  for  the  month  of  February 
1 176. 000. 00. 

Bespectively  submitted, 
(Signed.)  Ibhah  Ruidolph, 

ChUf  Snginttr.' 
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STATKMBNT  8B0WINQ   OOKRITI^I 

D„„.„,„. 

.»»<;»  »B»<»„u„,K......  1808. 

»0»-T>..^^»4j 

ciionuel 

BHdgea. 

Oen- 

eral. 

TotaL 

Ualn 
Cli&DueL 

River 

Bridge.,     a 

ChlaaKo  Itlver  Imn'meat 

tiB,OGfieo 

(ie.0U6l 
1,K78  71 

•    168.878  00 
33I.81E1 
800.071  oa 

II 5 

KoWo 
awlTOl  B 

441,348  30 

ffiSS 

i.mo.oso  3- 

877,896  UO 
S40.8fia0S 
876.248  88 
748.807  S8 
«0,»4  00 
-Sii.544  74 
fi88.BS4  43 
TMJSa«8 
W1.4M  71 

837^01 
8l8,*8!i  IB 
0S1,457  10 
6tMn6  8.1 

843^)79  8! 

t  1,376  V5 

1  81,810  OB  .. 
1.441  TE. . 

S;:::;:::::::::;::::::::: 

117  00 

117  Ool 
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M8  4a 

SI 
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MO  74 

18.800  86 

I4,Wa  M  i' 
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03,180  88 
338  42 

83,304  43 
0.063  84 

6B.011S7 
«S.103  18 
89.883  81 
83,673  78 
ra.7S<IB8 
43,864  4E 
81.708  63 

i^ua  i 

■■■i;.«s : 

117  oi 

■■^, 

1,900  00 

SS,«1  OE 

33,84100 
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.. 

8e.0Mtt. 
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C0K8TRUCTION  CONTRACTS.  FEBRUARY  1,  1899. 


[1899 


Amoant 
Paid  to  Date. 

BBXAIBINO  TO  BE  BABNED. 

BEXAININO    TO  BE  PAID  ON  VOUCHERS. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouch  ers- 

Total. 

$  169,978  00 

9  127.050  Itf 
352,045  14 
179,138  61 
158,015  Oft' 

217.887  Oft' 
287.299  541 
289,846  001 
•J90,099  461 
387,587  881 
857,989  791 
688,665  20 
604,919  881 

484.859  4a 
498,587  76 
917,825  81i 

1,349,690  OQ 
940,976  86i 
841,291  35 

1.058,688  66 

755.860  92 
742,198  87| 
797.495  93 

1.000.637  28 
819,434  SO 

1,009,186  70 
841,571  91^ 
860,549  99 

819.888  19i 
931,457  lOl 
552.083  46 

85,451  23 
86,481  46 
16,778  28 
882,190  05 
18,068  8S 

$  152,079  01 
48,770  14 
56,8'<i8  40 

$    152,070  01 
48,770  14 
56,322  40 

S    18,902  90 
41,576  89 
24,982  69 

9  14,084  91 
608  18 

%    32,027  81 

894,825  16 

42.180  02 

804,116  80 

24,982  69 

158,015  06 

217,887  06 

819  32 
7,888  25 

•••■•         •••«• 

819  32 
7,888  25 

1 

287,416  51 

117  00 

117  00 

880,846  00 

890.099  46 

28,129  18 

11.001  20 

6,844  02 

58,192  02 

'28',i89'i8! 

11,001  20 

6,844  02 

58,192,02 

387,701  88 

164  50 
46,819  91 
80,880  22 

164  50 

412,606  45 

7,846  75 
18,464  37 

54.666  66 

i37,009  79 

108,844  59 

604,919  88 

484,«e40 

498,587  76 

917.835  81 

1456,565  66 

6,179  88 

715  88 

6,895  66 

040.875  86 

841,291  85 

1.068,688  66 

755.890  92 

•••••••••••• 

748,198  87 

797,496  98 

«t*«*******«** 

}m,9^  28 

9,942  66 

9,948  66 

815  00 

815  66 

819,424  30 

1,009,186  70 

841,571  92 

890^99 

819,388  19 

981,457  10 

552,038  46 

401,181  28 

86,910  00 

177,876  10 

128,478  40 

8,814  00 

26,916*66 

177,876  lOl 

128,478  40 

8,814  00 

4,680  00 
18,687  88 

2,770  15 
11,869  20 

4.660  00 

119.806  21 

20.686  87 
2,728  95 

84.373  75 

92,277  88 

5.499  10 

843/^79  25 

11,889  80 

18,068  85 

$19,495  87 

8,444  45 

16,888  88 

54,002  44 

866,670  24 
18,466  60 

19,495  87 
8,444  45 
16,888  881 
54,902  44 
355,670  24 
18,465  6(1 

4,882  32 

4.228  88 

8,444  45 
93,447  95 
58,845  64 
141,888  08 
10,525  48 
84,058  77 
5i;%0  67 
81.418  98 

8,444  45 

98,086  85 

4,161  47 

426  98 

4,588  40 

56.845  64 

148,720  54 

2,497  49 
2,521  19 

851  01 
10,630  04 

117  04 

8,497  49 

18,046  68 

8,681  19 

81,404  78 

8,526  00 

7,286  54 

20,416  00 

19,881  80 

8,526  00 

7,286  54 

20,416  00 

19,821  80 

851  01 

61,880  61 

'••..••«•■•,. 

10,630  04 

81,536  02 

1 

117  04 

12,978  77 

18,880  82 

'•••*•*  •••••• 

147  96 
1,088  01 

147  95 

15.008  96 

11,937  19 

47,269  81 

84125 

7.918  52 
28,26186 
86,574  06 

5,005  96 
88.889  89 
15,968  68 

28,898  45 

28,893  45 

2,028  75 

1,850  81 

60  90 

9,054  00 

46,878  00 

3,066  76 

J,120  12 

1,850  31 

450  00 

14,428  65 

5,906  00 

86,969  80 

—4,962  08 

14,881  85 

14,428  65 
5,906  00 

48  75 

108  76 

16,878  58 

9,054  00 

70,615  60 

36.969  80 

1              fLOTR  S4 

48,354  84 

M,984  06 

—4.962  03 '             nr^n  nn 

350  00 

6.237  89 

14,681  35 

1,231  44 

1,231  44 

82.389  80 

1 

1 

5988  68 

1 

1, 

Romeo    Hlgbway 
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COSSTIil'.  IION  CONTRACTS.  FKBHUARY  1.  1899— CbnHnu 


r              REMtlMina  lO  Bl    BABSKB. 

«-«H«OTO».r.ii.o»TO0c™a. 

Tou,. 

Paid  to  Date 

CbaSnd. 

Bridses. 

T.»l. 

Retained 

VoSohire 

Total. 

M,M»7B 

H,«TOO 
I1,8ST80 

14.47T  (X 
11.8ST* 

I      MOO 

%      MOO 

SftTiK 

1,818  60 

41,M163 
SS,1MH9 

«        859M 

l,S09XI 

atiwoi 

•».as&iM  7» 

Sso.a»,ioo6B'  rai,56S» 

«1.38T,11G  » 

t«».ssaH 

ti4S.ie3  M 

t4i8,a!fl«) 

March  8.] 
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_                                                                    [1899.              } 
8TATKMKNT   SHOWING    CONDITION    OF  COS 

jAiruur,  18».               '                                         total  Don  to 

Itain  CAannel. 

C      -Jit 

JTaln  CAann^ 

Ulaolal 
Drift, 

Co.Ydi 

■iS 

I'l: 

Cu.  Tda. 

Co.  TdB. 

Cn.  Yifc. 

10.BBO 

4,W0 

ttit,flOd 

r-js,  iHi 

ilisfliaii 

i,BU3,Hai 
iIbsiIms 

'Sii 

42S.I0B 
'»M,'51» 

«;«» 

44,'03] 

«:o3o 

Ba,810 
380, 1SS 

S6,7B2 

•as 

&■■::■■;;::;;:::;:;:;;;::;;::;;:::::;:: 

SftOSS 

H.fl8CI 



as 
Si 

srs.ai» 

3iS:S 

1,CIM,«W 
1,023.798 

oeiooo 
iwlooo 

S8.HM 

ass 

3,974.9 

M.81I.S 

6,900 

3!.fla» 

TlllOO 

MW 



8.  W.  Blvd.  Bridire  onr  M.  C,  Sea.  O 

i,iao 

fl,9?3.a 

C.  M.  &  N.  K.  B   Co.'s  BrirtBB   over 

i7.ftie 

3.868 

7,416 
8»,S5S 
6^57 

a,a«6 
4,7<a.i 
ew 

3.0§4 
B2,niB 

C  M.  &  N.  R.  R.  Co.'a  Brldeo  oyet 

Kedile  ATenue.  Seo.  S 

Kediio   Avenue    BrldgB    oTer    Uiiln 

1.8M 

n.n 

A.^T.*|TR-|™do^.Bridje'bV;r 

ero 

''ll'ZSES^fST^^'""*  "" 

*-hIinVh^-«^i'tr4'  """"^  "'" 

8.600 

1.0«, 

LemiSt^'mShSlky^'BrldiV  oveV  "lUl^ 

sm 

RoidBO  Hlirhway  BriJw  over  Main 

■1     

w?i*HSi."K,.5*irtdi-.i™;Hi 

GW 

505 

■•■■'■ 

86.m 

*8.a87 

4J»0 

TtS.05l|«,Hl,9TO.g 

1J,«1,1«I.1 

»a.pwj 

•BotalnlnKWall. 

'  Much «.] 

STRUcnoS  CONTRACTS  FEBRUA 


..„. 

1      Bsn«*i 

»D  BMU 

;-™" 

O.C 

PSRCIK 

''All 

"»■ 

JitMr^MHnion. 

Pllei. 
Lineal 
Feei 

and 

as 

Jfuin  ChanHtl. 

fl 

||3 

i 

CoBor't 

00 


Cn.TJ» 

H. 

CD.  Tds. 

solid 
Cu.Tds 

±B.W 

Pllts. 

80.S50 

7.m 

96.40 

1: 











4.158 

Ba!ao 
(00 

100 

100 
100 

11 

4.S88 
87.885 

s 

100 

100 
100 
100 
JOO 

1 

100 
100 

100 
100 



100 

lOo 

100 

UMC 

11 

1S,7B« 

lOtf 
83,(16 

r.<T5 

r 

«» 

fi9.0«l 

.... 
.... 

00 

100 

100 

100 
4W.07 

Z 

00 

•a^soo 

ii.wt'b 

■■■■;«'ii'«* 

- ,  

10,813 

J,«I.B4 

'8S 

.00 

« 

100 

!J,«)0 

40,809 

'" 

S,MB 

„ 

595,60 
3,4M.3S 

793 
S,I6a.79 

sse.8 
817. or 

<.5M 



! 

1J»I 

uess 

400 

372 

S  4OT  i     1  183 

'                 j^ 

L. 

1.000  ,       833 

81 .7» 
71.40 

8fl,085 

1 

I 

SX 

1 

i; 

115   1  100 

1 

3S0 
t,MI.S4 

08.31 

«. 

2>iAvj    flS.WO.S 

».93B.I» 

1.I48,SIS 

m.4,, 

*i.090 

»,TT1  .|    M.W 

.00 

«..7 
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MONTHLY  REPORT  FROM  TRBASL'IiV  DEPARTMENT. 

The  Clerk  pretented  a  reporl  from  the  Tr«Hsurr  Department  for  the  month  of 
FebruHry.  1899,  which  was  read,  and,  by  unanimoua  consent,  was  ordered  printed 
and  placed  on  lUe. 

Tiie  following  ia 

THE  REPORT  : 

BBliinouunliiiniUtdaMorlut  report 3     S!),43;  39 

From  t!ollei?t"rainthTowD,  Sanlury  Dislrlet  Tbi  Accaont B      laooo  00 

From  Cii I l«ot or  went  Town,  San llBry  District  Tm  Acoouct Sa.OOO  00 

Friim  J.  F.  liaiK,  Clsrk,  General  Account SK  SI 

From  J   F.amiB.Clei*,  Account  Tax  Leiy  1898  Aoooant BOl  aS 

From  rhicDKo  Nalloaal  Bank  lulerest  Account 13  3U 

Total  tashreoelTcd  for  month *       3I.0S3  50 

t       oa.4JS9  iffi 

Diibariemtiit/. 

Clerical  De|,arLnienl S  IS  83 

EnglnOBrliiK  UepHrtDient It'37  17 

Law  Dt-Darlmenl..". US  SO 

Oenaral  Account.  1  sa  7S 

Pollue  Daparlmant 83  (W 

kainloiiaiicie  Aooftunt Tl  7i 

TaiWHrranrs  paW,  Levj  1897 I.SM  n 

tutonii't  paid  ori  Tax  Warrania 41  10 

Total  luu-h  il1"hur«e<l S         a,sn9  OS 

UulaiiuuilibJ^le,  III  Imuks  OS  iiBrnrhsdule  endorsed  liereon sa.SOO  88 

•  M.«<a  BB 

ScTi/dule. 

CLIcoKc  Xatl<  111  111  Bank $  »2,i8e  08 

National  Biink  ofllllnols avBSS  78 

Tulul I  08,300  sa 

Ciiit.Uiu.  Murih(j.  IBM.  (Slined.i  f.  M,  BLOUNT,  Tt-eaiurrr. 


The  (?lerl(  prwented  a  report  from  the 
Law  Department  for  the  jear  ending 
Dec.  31.  1^93.  which  by  unanimouB  con- 
corsent  was  ordered  printed  and  placed 
on  filA. 

The  followinic  is 

THE  report: 

'Chicago.  Mnich  8,  1899. 

Tu  Pit  m^urtililr  the  Board  of  Trnsleei'  qJ  Iht 

^a»ilari,  Ditlrkt  of  Chinogo: 

Hestleubs— lo  compllineawlth  the  rules 
ot  the  Bonrij  of  Trustees  I  herewith  re- 
spectrully  fiuhiiiit  the  Aanual  Report  ol  the 
Law  Dcpartmenl  for  the  year  18!«. 


whilp  porsonailj  mj  conaocllon  wltb  Ibc  De- 
pmlnient  bah  been  or  very  rccont  linte,  mat 
is,  since  December  1,  18M,  I  have  Riven  the 
procceilincs  ot  this  Departmenl  Tor  the  pnat 
year  very  careful  consldorution  prior  to  that 
time,  BDi)  from  sucli  cons  Ule  rati  on  ot  the 
recorJs  it  Ib  apparent  that  the  affairs  ot  the 
Di!tfiel  under  the  aupervision  ot  this  Do- 
partnmnt  have  beeu  ably  and  con  sclcu  lion  sly 
tnaoa^ed. 

The  procecdlQffP  of  the  year  were  con- 
ducted under  the  supervision  at  nij' prede 
cessor,  the  inte  Mr,  Frederick  W.  C.  Hayes 
I  cnn  speak  ot  bla  work  only  by  the  reaulti 
accompIlEtaed,  and  In  doiu{r  so  I  desire  ti 
Ecate  otficlally  for  the  records  ot  this  De- 
partment that  all  obllintlaus  which  devalvei 
upon  lilin  as  Attorney  tor  the  District  wer 
lu  evtry  wspeet  ably  und  fully  parfornied. 

On  Hrst  aasumlng  charge  ot  the  Depart 


DiCQl  1  enJeiiTOred  to  become  BCquainted 
with  ibB  quallBcatLons  of  the  Tarloua  em- 
plorn  ind  Ltaelr  ttlaea^  for  the  posltioas  as- 
ii'gDEi)  b>thcm,  aDi]  also  Die  conditions  and 
ijsteni  of  Ibework  perlaining  W  this  De- 
psrtiueBt.  I  found  Iba  Department  well  or- 
^Dlicd  upOD  tbe  batls  of  sound  business 
prlDdplts.  such  us  one  would  expect  to  find 
Ilia  )arse  bus{iie»<<<  c^oriducted  by  .private  ia- 
dlTlduale,  the  employees  hsTlne  tbe  Interests 
or  ibeDli'trlcL  at  bean,  and  each  competent 
mdischaivti  the  duties  reqillred  of  bim, 

IciDDOt  in  a  report  of  this  character  com- 
ment on  or  criticise  any  of  the  cases  tried  or 
ileflded  daring  tbe  past  rear,  even  were  it 
siitiuble.  nor  the  effect  'i(  th»  vacious  do- 
clsioni  upon  the  policy  of  the  District,  ovrlng 
111  tbe  fact  Itaat  I  have  not  personal  hnowl- 
ed^of  the  altuation  prior  to  Decemt>er  last; 
Ihertforc.  this  report  Is  ii.ore  In  the  nature  of 
a  ijnopsls   of  what  has    iieen   accompllahed 

frilQ,  however,  from  congratulattnit  your 
Honorable  Bodf  and  the  people  ol  the  Saiii- 
ur;  District  on  the  settlement  of  the  dilfer- 
eaccs  betveen  the  Illinois  and  Uicbiean 
Cinal  CommiBslancrs  and  the  Board  of  Trus- 
Ues.    While  tbe   main    p;ilnts  Of  the  eontro- 


plDbed 


It  of  tbf  neir  agreeinent, 
!i  ended  in  the  decrc«  of  December  14, 
Uiuret  to  tbe  people  of  the  District  that  tbe 
Main  Channel  can  t>c  completed  during  the 
itarlise9.ii.nd  thereby  accompllshinfr  one  of 
the  tceatest   (asks   known  to  modern  engi- 

A  Klance  at  the  tabnlatid  statement  here- 
*ilii  (ubmltled  will  show  '.hat  tbe  year  just 
rinsed  baa  been  fruitful  In  uther  eTents  to  tbe 
iKilrict.  Orer  a  mile  of  froata^  alon;;  tbe 
lUiaoli  and  Michigan  Caijal  and  Desiilalnes 
Alter  tbniugli  Joliet  lias  been  acquired, 
«lbir  by  co-Ddemnallon  or  liy  direct  purchase, 
utd.conslderini;  all  tbe  [acts  .-ind  clrcuiii- 
stances  altcoding  tbe  efforts  of  (be  District 
I  ■■■'lis  regard,  theamountof  money  eicpeocied 
I  this  purpose  was  reasonable,  and  no  less 


your  Honorable  Board,  and  thereby  obtained 
full  and  complete  Information  respecting  tbe 
Sanilar;  District,  which,  prior  to  that  llioe, 
they  did  not  have. 

Now  that  the  right  af  way  for  tbe  District 
baa  been  almost  complete!;  obtained  It  it 
pertinent  that  a  concise  statement  of  tbe 
labor  involTed  In  this  behalf  and  the  cost 
thereof  should  he  embodied  In  tbis  report. 

Since  tbe  organizatioD  of  tbis  Department, 
over  thirty-five  miles  of  right  of  way  have  been 
condemned  or  purchased,  of  a  width  ranging 
from  eight  hundred  feet  to  over  three-quarters 
ot  a  mile,  and  averaging  one-half  s  mile  In 
widtb  through  tbe  entire  length  of  tbe  chan- 
nel. The  amount  of  money  expended  for 
land  acquired  from  organisation  of  the 
District  to  December  St,  ISUS,  is  tS,15«,- 
Q03.1S.  This  amount  includes  taxes, 
examination  of  abstract,  lentsof  by-passes, 
opinions  regardintf  title,  and  everything  pei^ 
taiolnifto  tbe  acquisition  of  the  rli;bt  of  way, 
except  court  costs  and  charges  (or  legal  ser- 
vices where  special  counsel  were  employed 
by  the  aulhority  of  your  Honorable  Body. 
Tbe  cost  o(  administration  during  the  same 
period  was  1981,631.68.  Of  this  amount  over 
KO.OUD.OU  was  expended  for  opinions  of  title 
and  preliminary  costs  on  the  Brst  condemna- 
tion suit  filed  under  (he  ordinance  locating 
the  right  of  way.  passed  August  5,  18UI,  and 
which  was  afterwards  repealed,  viz. '  June  IS, 
IS^i.  This  condemnation  suit  was  dismissed 
June  20,  1S1»3;  hence  all  the  right  of  way  i»f 
the  District  was  obtained  .since  June  -20.  18B3, 
a  period  covering  n'lx  and  one-halt  years. 
Deducting  lbs  sum  of  WO.OUO.OO  expended 


prior 


}   June 


^qulrlni;  the  right  of  way.  Including  salaries, 

andevery  other  itejii  that  enters  into  the  cost 
of  organizing  and  managing  the  Department, 
£(.^l,6dl.li8.  or  not  quite  11)  per  cent,  uf  the 
costof  the  right  of  Vfay. 
I  In  Cook  County  one  hnndred  and  twenly- 
I  three  ai^reenionls  for  deeds  were  entered  into. 
Involving  one  buudrud  and;eighly-slx  parcels 
of  land,  ranging  in  area  from  13-100  of  an  acre 


■  IkHI  a 


Tbis 


opposition  (o  tbo  Sanitary  District  by 
people  of  Itae  lillnoii  Valley  has  been 
Illy  pacified, and  the  apprehensions  of  (be 
mu  of  St.  Louis  ot  tbo  danger  to  them 
n  llie  uperaCion  ot  the  Ualn  Channel  bas 
ppeared  through  the  eflorts  of  a  com- 
lee  of   their   own    citizens,  who   visited 


based  along  Chicago  River. 
Thirtj--Ihree  condemnation  suits  have  been 
proswulcd,  Involvmg  fifty -six  tracts,  Includ- 
ing four  tracts  on  Chicago  River, 

In  Will  County  fifty-four  different  condem- 
nation suits  were  tried,  the  number  of  tracts 
involved  numbering  one  hnndred  and   lorty- 
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three.  One  hundred  and  slxl^-nlnB  Iracts 
irera  purchased  and  Bgreenients  and  deeds 
eiecuEBd  for  tha  same.  This  Includes  the 
Joliel  right  o[  wa;.  but  not  the  agreements 
entered  Into  with  the  Canal  CommlssloDerB 
■Dd  the  various  rnilroad  companies.  Elgh- 
teen  tracts  ware  acquired  In  DuPage  Conn- 
quired  to  setlle  the  same,,  one  twiug  a  re- 
trial, vl7..:  the  Moll  case,  which  was  retried 


ri8B9  1 


I    of   I 


after   i 


the  Supreme  Court,  in  Will  County.  Four- 
teen tract*  were  acquired  by  purehase  In 
DnPage  County.  The  con  dam  nation  suits 
were  mainly  entered  under  uae  general  head 
and  afterward  divided  liy  the  parties  In  inter- 
est, thus  compUcatlne  the  work  of  the  De- 
partment. There  are  still  two  coDdemnatlon 
suits  CO  be  tried,  both  commenced  In  Will 
County  since  the  bBKlnoint'  o(  the  year. 

In  Cook  County  the  Diatricl  owns  nearly 
four  thousand  acres,  besides  one  hundred 
and  ten  lota  In  the  City  ot  Chicago,  and  one 
lot  in  LemoDL  In  Du  Pe^e  County  the  Dis- 
trict acquired  over  Ave  hundred  acres.  In 
Will  County  the  District  is  the  owner  of  over 
twenly-four  hundred  acres,  and  one  hundred 
and  sixty-nine  lots  In  the  City  ot  JoUet,  be- 
sides one  hundred  and  eii!hty-flve  lots  In 
Lockport.  The  District  also  Hcf|uired  over 
fltty-two  thousand  square  feet  of  land  abut- 
ting on    the   Chicago  River,  and   about  tea 


alonfr  ; 


elllln 


nd  1 


:hlgan  Canal, 


ac<iuired  by  ngrecmont  with  the  Canal  Com- 
missioners. This  praciicailj  sums  up  tl 
right  ot  way  work  aln>^a  organ  Izallon,  hut  do 
not  include  the  various  damage  and  min 
cases  to  which  the  District  was  a  parly  du 
Ingthat  period,  and  which  number  over  oi 
hundred.     The  following  is  the  work  accoi 


pllsh 


Bond  of  the  T 


er,  Fred  U.  BIoud 


For  eubstrjcture  of  Lockport  Highway 
Bridge,  with  Griffiths  &  McDecmott  Con- 
struction Corn  pan  y. 

For  superstructure  of  Lockport  Hlghwar 
Bridge,  with  Wisconsin  Bridge  and  Iron 
Company. 


For  Section  13,  v 
For  Section  16,  i 
For  By -pass  a  Ion 

Pennsylvania  Com 
For  option  on 

Scberzer  Rollis 

C.  L.  Strobel. 


h  Oahan  &  Byrne. 
h  Hayes  Bratbcre. 


7,  with  He!dmaler&  Neu. 
ture  Wire  Mills  Road  Bridge, 


For  aubstructureof  Fitlsburgh,  Cincinnati, 
Chicago  and  iSt.  Louis  Railway  Company, 
Cblcago  and  Northern  PaciSc  Railroad  Com- 
pany and  Union  iitock  Yard  and  Transit 
Company's  Bridce.  with  Lydon  &  Drews 
Company.  This  conirect  was  subsequeolly 
caocellcd  and  new  contract  entered  into  with 
Scherzer  Rolling  Lilt  Bridge  Company. 

For  supePfilructurc  ot  Pittsburgh.  Clncia- 
nati,  Chicago  and  St.  Louis  Railway  Com- 
pany, Chicago  and  Northern  PaciOc  Railroad 
and  Union  8tock  Yards  and  Transit  Com- 
pany's Bridge,  with  the  King  Bridge  Com- 
pany. Tbls  conlract  was  subsequently  cou- 
celled  and  new  contract  entered  Into  with 
Bcherier  Rolling  Lift  Bridge  Company. 

Forsubslrurtiire  of  ilie  Atchison,  TopekB 
anu  SanlaFeRiiilway  Company's  BridiJ:c  on 
(Section  8  of  the  Main  Channel,  with  Mr 
Arthur  Brottcrsand  Winston  &  Co. 

Forsupersti'uctureot  the  Atchison,  Topeh 
and  Santa  Fe  Railway  Company's  Bridge  o 
Section  t),  across  the  Deaplaines  River,  wit- 
the  Penn  Brii.ge  Company. 

For  superstructure  of  the  Atchison,  Topeh 
and  Santa  Fe  Hallway  Company's  Briiig-i 
across  the  Main  Channel  at  Section  S,  tvii 
the  Carnegie  Steel  Company. 
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For  By-pasa  aloa^  the  Clilclgo  River,  with 
CbicNra  Knrt  Altua  Rnilroud  Compno;. 

For  exchange  of  cenairi  .ands,  with  the 
Chleiga,  SaiiU  Fe  aud  Catlfornla  Rallwaj 
ConipaDr. 

For  the  satatmcture  nl  tlii  By-pass  along 
lb«CblcBiroRivKr,   with  Ljdoa  Drews  Com- 

For    the   supsratruclure    ot  the   Lockport 
HlehiFay   BrldRft  and  the  W]rB  Mills    Road    , 
Bridge,  with    the    ffistonaln   Bridge   Com- 

Forthe  right  of  exCHvatlng  Lockport  and 
WlreUlllB  HiiThwuy,  with  C*mml»lonecs  0[ 
Hi^bwajs.  Township  o(  Lockport. 

Street  appmacb  span  across  the  By-pass 
along  the  Chkago  KWer,  with  the  Chicago 
Brid^  and  Iron  Cornpaor. 

Far  purchase  of  designa  for  railroad  and 
diy  brid);es.  with  Scherzer  Eolllng  Lift 
9riige  Company. 

For  the  rcTnoTnl  of  Dam  No.  1  and  power 
pliDt,  etc.,  at  Jollet.  with  the  Economy 
t-iBhtand  Power  Company. 

For  bridge  near  Taylor  street,  with  Chicago 
fennliial  Tranafer  Railroad  Company. 

For  superstracture  •(  A  tchlson,  Topeka  & 
ianu  Fe  Rii.lwa;  Coiiipany's  bridge  oTer 
Miia  Channel  at  Section  O,  with  Carnegie 
Steel  Compaoy. 

For  iiiperslructure  Atchison,  Topeka  and 
^auFe  Railroad  Brldgeover  Main  Channel 
il  Section  F,  with  Caroegle  Steel  Company. 

For  superstructure  of  Lyons  and  Summit 
ligbway  Bridge  over  Desplalnes  Klver  at 
ilMtlon  E,  wlih  C.  L.  Htrobel. 

Far  superstructure  ot  bridge  across  Main 
Cbinoet  at  Kedzie  avenue,  with  King  Bridge 
Company. 

For  superstructure  tor  the  Chicago  Terml- 
iti  Tnoater  Company's  Bridge  across  the 
Deaplalnes  River,  with  WIscooMq  Bridge  and 
1      Company. 

r  Euperstruclure   Tor  Leinout  Highway 

f    'ge,  with  c.  L.  Strobel. 

■r  supenilructure    tor   Romeo  Highway 

ge,  with  C.  L.  Strobel. 

r  tupentructure  tor  Willow  Springs 
i      .way  Bridira,  with  C.  L.  Strobel. 


re  lor  Chicago,  Madlso 


Northern  Railroad  Bridge  at  Kedzle  Avenue, 
with  McArlhur  Bros.  Company  and  Winston 
&  Co. 

For  substructure  tor  Summit  and  Lyons 
Highway  Bridie,  with  McArthur  Bras.  Com- 
pany and  Winston  &  Co. 

For  substructure  for  Lemont  Highway 
Bridge,  with  Sackley  &  Peterson. 

For  substructure  tor  Willow  Springs  Hlifh- 
way  Bridge,  with  Sackley  &  Peterson. 

For  substructure  (or  Chicago  TeriulDal 
Transfer  Railroad  Company's  Bridge,  with 
Heldumler  &  Neu. 

Bond  of  Attoroej.  Chaa.  C.  Qllbert. 


with  the  fc 


The  several  rights  e 
District  in  making  fl 
been  considered  In  coi 
lowing  contracts: 

For  substructure  of  Atchison,  Topeka  and 
Bants  Pe  Railroad  bridire  on  Section  G,  with 
McArthur  Brothci'B  and  Winston  &Co. 

For  substructure  Chicnjjo  and  Calumet 
Terminal  Railroad  Bridge  on  Section  E,  with 
McArlhur  Brothers  anil  Winston  &  Co. 

For  Section  A,  with  Heldmaicr  &  Neu. 

For  Section  C,  with  the  Western  Dredging 
and  Improvement  Company. 

For  superstructure  ot  the  Chicago  Termi- 
nal Transfer  Railroad  Bridge  near  the  west 
end  of  Section  E. 

For  substructure  of  the  Atchison,  Topeka 
and  Santa  Fe  Railroad  Bridgu  across  the 
Miin  Channel  on  Section  S. 

For  aub>truelureof  Chicago,  Madison  and 
Korthern  Railroad  Bridge  near  east  end  of 
Section  N. 

For  substructure  ot  Kedzle  Avenue  Bridge 
and  superstructure  ot  Summit  and  Lyons 
Highway  Bridge  across  the  Desplalnes  River. 


The  Belt  Rail  way  Company,  for  lien  against 
Angus  &  Uindele. 

Western  StoneCompany,  (or  damages  for 
blowing  up  bridge. 

John  E,  Burke,  for  services  rendered 
Hcldmaier  &  Ncu  on  Sections  A  and  B. 
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to  time  during  tbe  ;ear  provldlpg  for  tb»  tax 
itvj  of  1S9B,  (or  tbo  s«reatb  IgsuD  at  bontlB, 
for  bridgeB  In  tbe  City  a!  Jollet  aod  fur  the 
issue  of  tax  leTy  warrants  for  ths  year  189H. 
Also  graatiDg  peroiiasion  to  the  City  of  Chi- 
cago to  couEtruci  ■  lunne]  across  tbe  right  of 
way  Btid  under  the  main  cbanoel  o(  [be  Saa- 
Uary  District.  Also  la  reference  to  tbo 
Interceptlag  sewers  of  Chicago. 


The  Attorney  and  General  Counsel  have 
rendered     op  I  a  Ions    upon     leiral   igueallous 

the  past  year  and  which  the  Board  or  lie 
committees  have  bod  referred  to  them. 

Tbe  subjects  considered  were  as  follows: 

On  the  decree  entered  by  consent  of  both 
parties  In  the  case  of  the  Canal  Commis- 
BloDers  versus  the  Sanitary  District. 

On  the  ralease  of  (he  jud^jmant  obtained  by 
the  District  aiiainst  Francis  LiTlngston  as  to 
certain  real  property. 

Un  tbe  richt  of  the  District  to  demand  the 
release  Id  full  upon  final  payment  to  the  cod- 


mau  etal..  In  the  Superior  Court  at  Cook 
County,  Chancery,  So,  1114,039. 

Ricker,  Lee  &  Company  versus  Sanitary 
District  of  Chlc;ipo,  In  the  ClreuLt  C)>urt  "f 
UniCfHi  Htalea,  Niirthern  DIetriet  of  Illinois, 
No.  33,709. 

Ricker,  t*e  &  Company  versus  Saultary 
District  of  Chicngo,  in  tbe  United  States 
Circuit  Court  of  Appeals,  No.  511. 

Western  Wheeled  Scraper  Company  versus 
Sanitary  District  of  Chicago  et  al,  in  the 
Circuit  Court  of  Cook  ol  County.  Cbancery, 
No.  156,617. 

McCullough  versus  Sanitary  District  ot 
Chlca^,  In  the  Circuit  Court  ot  Cook 
County,  No.  15(1, 77.i. 

SilTerman  versus  SanlUry  DUtrlct  of 
Chicago.  Id  tbe  Hanltary  District  of  Chicago, 
in  the  Circuit  Court  of  Cook  County,  law. 
No.  103,789. 


iDe: 
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On  the  obligation  of  the  Sanitary  District 
to  divert  the  waier  from  Section  10  to  the 
Illlnota  and  Michigan  Canal, 

Ontheciause  in  tbe  contract  with  Held- 
maier  &  Neu  providing  for  night  work. 


The  nunilwrof  cases  pending  and  begun 
during  the  y»ar  just  closed.  In  which  the 
Sanitary  District  Is  a  party,  is  eighty-eight. 
Ot  tbcEelwenty-sl\  were  begun  during;  the 
year,  Including  six  condemnation  luits  in 
Cook  County  and  three  In  Will  County, 
Below  u  111  be  found  a  full  synopsis  of  all  the 
suits  in  which  the  District  is  Interested: 

Payette  versus  the  Sanitary  District  of  Chi- 
cago, in  the  Superior  Court  of  Cook  County, 
No.  143.UoD. 

Cabin  versus  Ullford.  Sanilarr  District  ot 
Cblc.igo,  Ir  tbe  Circuit  Court  ot  Cook  County, 
Chancery,  No,  IbU.TJS. 

Hiirlev  versus  Sanitary  District  of  Chicago, 
In  Superior  Court  of  Cook  Csuaty,  Law,  No. 
159.797, 

Sanitary  District  ot  Chlcjigo  versus  Hi  I  ver- 


McCaughey  vers 
Chicago,  In  the  1 
County,  law,  No.  179,197. 

Burke  versus  the  Sanllarj  District  of  Chi- 
cago, In  the  Circuit  Court  of  Cook  Couoty, 
law,  No.  165,5!.V 

Hero  versus  the  Sanitary  District  ot  Chi-    ' 
cage,  in  tbe  Circuit  Court  of  Caok  County, 
law.  No.  IKi.UW. 

Goenier  versus  the  Sanltars-  District  of 
Chicago.  In  Circuit  Court  of  Cook  County. 
Law,  No.  1(H;,5J7. 


The  following;  are  the  cases  triad  or  oLber- 
wlse  disposed  of  in  CiHik  County. 

Payette  et  (.1  versus  Sanitary  District  of 
Chicago,  in  the  Superior  Court  o(  Cook 
County,  Gen.  Sd.  143,1153.  This  case  wa; 
trieil  before  Judci*  Hulrtom.  n-Uo  Inst  rue  let 
the  jury  10  fliid  a  verdict  r.ir  the  deten.liiQ 
and  enter  judgiiitmt  thereon.  Aq  appeal  lia 
been  prayed  to  the  .Appellate  Cimrt, 

Smith  &  En.iituian  versus  the  Saaltar} 
District  of  Chicago,  In  the  Circuit  Court  O' 
Cook  County,  Gen.  No.  14;i,0!«J.  This  sui 
was  dismissed  by  stipulation, 

Bridget  McGuIrl  versos  the  Sanitary  Dii 


trict  o[  CbicBKO.  ia  the  CLccult  Court  of 
Cook  Cook  Counly,  Gen.  No.  161,fi85.  After 
atriil  lasliEg  about  a  waek,  ft  verdict  was 
nndered  [a   fsTor  ot  tbe  pUiatilT  for  tl7,- 

ruled  ind  judgmaat  entered  od  the  verdict, 
ia  ■ppeat  bos  been  prayed  to  the  Apellate 
Court  by  the  defendtnC  and  allowed. 

8Diith  &  Eastmad  versus  James  Reddick. 
in  the  Circuit  Court  o(  Cook  County.  Gen. 
Sd.  1141,650,  was  dUmissed  cm  Btipulatlon  and 
the  Ui  warrants  Nos.  lO-JS  and  1100  wei-o 
deliiered  M  petitioner  upoo  their  executing 
■  receiptin  full  us  re<iulred  by  the  Sanitary 
Dlitrict. 

Cucnlkb  versus  Gdffltha  &  McDermott 
Construction  Company  and  tbe  Sanitary 
Diitriet  ot  Chicago  et  al.,  in  the  Superior 
Ceurt  ot  Cook  County,  Gen.  No.  180,631. 
Jodgmeut  was  entered  and  satisfied  In  full. 

TbeA,  R.  Beck  Lumber  Company  versus 
Hirlei,  Sanitary  District  ot  CbicaEoet  al.. 
In  tbe  Circuit  Court  of  Cook  County,  Gen. 
S..  176,471. 

Aetna  Powder  Company  versus  Harlev  and 
:lie  Sanitary  District  ul  Cblcago  et  al,  in  tbe 
ClKuil  Court  of  Cook  County,  Gen,  No. 
:li6.4»6. 

Cbristiaa  Brier  versuE  Mason,  Sanitary 
DiHhct  ol  Chicago  et  al.  in  tbe  Circuit  Court 
'!  Cook  Counly,    Gen.    No.    IIM,0 


Judge 


It  o(  prosecution. 

Bnrke  versus  Sanitarj-  District  of  Chicago 
md  Heldmaier  &  Neu,  in  tbe  Superior  Court 
'f  Cook  County.  Gen.  No.  1SS.67U. 

Deteccbio  versus  Sanitary  District  of  Chl- 
tago  et  ai.,in  tbe  Circuit  Court  ot  Cook 
County,  Gen.  No.  167,970,  Was  dismissed 
u  to  tbe  Sanitary  District  and  judgment  was 
intered  and  satisBed  as  to  tbe  Qualey  Con- 
■truellon  Company. 

Lannon  versus  the  Sanitury  District  of 
Chicago  and  tbe  Gi'tffllhs  &  UcDermott  Con- 
uructlon  Company,  la  tbe  Circuit  Court  ot 
I  i«k  County,  Gen.  No,  170.3IB.    Was   dis- 

ssed  tor  wantot  prosecution  and  judgment 


d  again: 


Intlft, 


I    tbe   Sanitary   Dlstrl 


n  theC 


t  Court  of  Cook 
Was  dismissed 


intt.  Geo.   No.    172.257 

want  •(   prosecution   and    judgm 
i'-  entered  iii^lnst  plaintiff. 

iiicn;;.!.  WilniDgton  and  Verm  HI  i. 

Li|iin;  versus  Arieus  &  Qindele   a 


Kent  versuB  tbe  City  of  Chicago,  Sanitary 
DlBlrict  ot  Chicago  et  al.,  In  the  Circuit  Court 
ot  Cook  County,  Gen.  No,  148,633,  A  bear- 
ing was  had  beTore  Juil^e  Burke  and  an  in- 
junction was  granted  reslrainlng  the  collec- 
tion of  taxes  in  tbe  BnTiioI£2,7T4.00,  asmall 
portion  of  which  was  claimed  by  the  Sanitary 
District, 

Wright  versus  the  Western  Dredging  and 
Improtemont  Company  and  tbe  Sanitary 
District  of  Chicago,  in  the  Circuit  Court  of 
Cook  County,  Gen,  No,  IH6,a.'il  Was  dis- 
missed on   stipulation  as  to  the  Sanitary  Dis- 


John  King, 

fort 

euseotBridgetMltcheil, 

he   Sanitary   District  ot 

Chicago  et  il 

in   t 

he  Circuit  Court  of  Cook 

County,  Gen 

No 

193,27!),     Was  dismissed 

and  judgmen 

for 

costs  entered  in  favor  ot 

tbe  Dislrict  a 

dsa 

isHed, 

Regaa  versus  Scliaiier  and  Schnl^'lau  and 
Sanitary  District  of  Chlca^,  In  the  Circuit 
Court  ot  Cook  County,  Gen.  No,  164,7il. 
Judgment  entered  and  BatisQcd  In  full, 

Baxter  versus  Smith  &  Eastman  and  Sani- 
tary District  ot  Chicago  etai,,  in  tiie  Superior 
Court  ot  Cook  County,  law,  No.  17«,  133, 

Tbe  Saniwry  District  of  Cbieagi.  versus 
Bernard  Neu  ot  a].  A  verdict  was  rendered 
by  the  jury  avfarding  William  O,  Roelker  tlie 
sum  of  ^l.OUO  for  certain  premises  adjacent 
to  tbe  Chicago  River, 

Sanitary  District  of  Chicago  versus  Henry 
A,  Dopont  et  al.  After  u  trial  lasting  two 
weeks  the  jury  rendered  a  verdict  awarding 
Hunry  A,  Dupont  «7,;«5.00,  to  Cook  &  Rath- 
1x>De  Company,  #t,'J7U,00, 


The  Geofgc  F.  Blake  Manufacturing  CiKU- 
pany  versus  the  Sanitary  District  uF  Chi- 
cago. Absti-acts  and  briefs  have  been  pre- 
pared by  this  Department  and  tiled  with  the 
Clerk    ot    the    Court.    This    case    bat    been 


!f-" 


"The  Cook  &  Ralliboroe  Companj'  Tersui 
the  Sanitary  Dlstrlut  or  Chkai^.  Tbis  case 
has   becD  readied  Biid  taken   \xaAor  adiise- 

In  tbe  two  cases  of  Ihe  Sanltarj  District  or 
Chicago,  ap|tell«Dt,  rersos  Au«ust  Hassa 
et  a1..  opinion 9  were  rendered  aO'rmitiE  tbe 
judgment  oT  the  lower  court  and  holding  thai 


11  preparine  t< 


fees  Incurred  by  appi 
fend  the  coudemnatli 
aequently  djsmtssed. 

fjanltary  District  of  Cblcatco  versus  Wm. 
J.  Adam  et  a).  Appeal  from  the  Circuit 
Court  of  Will  County. 

Sanitary  District  Of  Chicago  Tersus  M.  P. 
Schuster  et  al.  Briefs  baTs  been  prepared 
and  tiled  by  the  District. 

Sanitary  District  versus  James  Martin, 
Treasurer  ot  Will  County.  Appeal  from 
Circuit  CouLl  of  Will  County. 


Rallrojid  Coinpaoy  et  al..  No.  17,430,  In  Che 
County  Court  of  Cook  County,  the  petition 
of  the  defendant  to  removB  tlia  case  to  the 
Circuit  Court  of  the  United  States  for  the 
Northern  District  or  Illinois,  was  argued  be- 
fore Judge  Carter  and  granted.  The  defBtid- 
■nt  thereuiKin  filed  In  the  Circuit  Court  of 
the  United  Stuti^s  a  transcript  of  tbe  recurd 
of  the  Counly  Court. 

Rlcker.  Lee  &  Co,  versus  the  Sanitary  Dis- 
trict of  ChlcBfro,  In  the  United  States  Court 
of  Appeals,  was  argued  before  Judi:eE  Sho- 
walter,  Grosscup  and  Woods  and  taken  un- 
der advisement.  The  proceed  I  nffs  In  the  mat- 
ter of  taking  tbe  account  have  been  con- 
cluded. 

In  the  case  of  SnnilEiry  District  of  Chicago 
vs.  the  Chicni^o  Terndnal  Tratisfcr  Rallmad 
Company  et  ul..  No.  1T.137.  the  petition  of  the 
defendant  to remov^lheciiscrromthi: County 
to  the  Circuit  Court  of  the  Unitv<l  States  was 
argued  before  Judge  Bnttuti  and  denied.  The 
defendant  theren|)<)n  liled  io  tbe  Circuit 
Court  (if  the  Cniled  SUles  a  traoscrlpt  or  the 
recoi-dof  the  County  Court.  A  umtion  bus 
been  Sled  by  the  Sanitary  District  to  remand 
to  the  Sl.ite  Conrl. 

The  Sanitary  District  o(  Cliie.i^'o  versus  the 
Chicago  and  Western  Indiana  Railroad  Com- 
pany et  al.    The  defendant's   motion  to  dls- 


Caaea  tMed  er  otherwise;!  Is  posed  of  In  Will 

Tbe  Sanitary  DIalrlel  ol  Chicago  versus 
Jacob  Adler  and  the  City  o(  Jollol,  No. 
H,B53,  In   the  Circuit  Court  of   Will  Counly. 

Sanitary  District  or  ChlcaRo  versos  James 
Lonergan  and  the  City  of  Jollet,  No.  14,tl53, 
In  theClrrult  Court  ot  Will  County. 

The  subject  matter  ot  these  suits  was  In- 
volved In  deciding  the  question  at  title  passed 
on  In  tbe  condemnation  suit  of  the  District 

In  tbe  case  of  tbe  Sanitary  District  ot  Chi- 
cago vossns  LIna  E.  Bars  tow  et  al.,  in  the 
Circuit  Court  of  Will  County,  uflBr  trial  iaal- 
ing  almost  three  nionlbs.  the  jury  broueht  In 
a  verdict  awardlui;  to  the  derendants  the 
amounts  placed  opixisite  their  respective 
names  In  the  following  list: 

Patrick  R.  Bannon <  6,000  00 

William  J.  and  Robert  M.  Adam 

andJatielRoyer 21,135  00 

Truman  A.  Mason 3.04S  87 

Fred  C,  and  W.  C.  Wileoi 14,014  13 

EUia,  James.  Jo.'icpb  aed  Lissle 
Paul,   Mary   Ann    Boyd.   Faonia 

Newman  and  Ida  Durst 4,000  00 

John  P.  King 7^13  80 

C.  W.  Brown 1,S«3  20 

Blliuibeth.  Lavlnla.  Corydon.  Addi- 
son E.  and  Myron  D.  Holmes....  SS  OU 
Florenc.   Maud    S.    and     Stanley 

Holbrook aSO  IW 

Royal  E.  Barber 161)  00 

Fr^nk  Murphy 800  00 

Robert  Kimball 3:j  00 

Giles  SpTlng.  Alanson  Sweet    and 

Alexander  McGregor S.'i  00 

Millie  Alexander,  Hose.  Fleischer, 
Charles  Kahn,  Julia  Lotiell, 
Ernta.  Cora  P.,  Isaac  and  Lida 

Kabn t     800  00 

Michael  Cjlmer,  Trustee 3,100  00 

Daniel  Kl mball B  00 

Mieboel  Bauiiou 4,SO0  00 

The  flnil  disposition  of  this  case  secures  to 
the  District  practically  the  entire  right  of 
way  for  its  Channel  through  the  City  of  Joliel. 
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The  jnry^s  award  was  regarded  as  a  substaa- 
tial  Tlctofy  for  the  District.  Conditions  ex- 
isted which  made  the  department  fear  exces- 
sive Tallies  might  be  given^  but  by  persistent 
effort  and  w*rlc  an  outcome  favorable  to 
the  District  was  attained.  Great  credit  is 
due  the  local  attorneys  for  their  efficient  and 
unselfish  labor  during  all  the  litigation.  Near 
the  end  of  the  last  trial  it  became  necessary 
to  moye  the  court  to  discontinue  the  case 
and  to  file  on  behalf  of  the  Sanitary  District, 
bat  in  the  name  of  the  People  of  the  State  of 
Illinois,  a  petition  as  Icing  the  citation  for 
contempt  of  court  of  certain  persons  whom  it 
was  therein  claimed  had  attempted  to  im- 
properly influence  the  jury.  The  Court  is- 
saed  the  citation  and  answers  under  oath 
were  filed  by  the  accused  to  the  interroga- 
tories of  the  State,  which  answers  the  Court 
floally  held  were  sufficient  in  law  and  re- 
leased the  respondents  and  denied  the  mo- 
tion to  discontinue  the  case.  This  derelop- 
meot  added  to  the  work  of  the  trial,  but 
doubtless  had  its  proper  effect. 

The  Sanitary  District  of  Chicago  versus 
X.  P.  Schuster.  In  this  case  the  jury  brought 
in  a  verdict  awarding  to  the  owners  of  the 
premises  in  question  the  sum  of  ^,819.00, 
wliich  was  deposited  with  the  County  Treas- 
nrer,  in  accordance  with  the  order  of  the 
court 

The  case  of  Chester  S.  Allen  versus  the 
Unitary  District  of  Chicago  was  tried  before 
Judge  Hilscher,  and  a  verdict  rendered  find- 
ing title  to  certain  property  in  the  plaintiff. 
This  case  was  appealed  to  the  Supreme 
Court  and  is  still  pending. 

Sanitary  District  of  Chicago  versus  James 
K  Martin,  in  the  Circuit  Court  lof  Will 
County,  No.  16,636. 

Sanitary  District  of  Chicago  versus  James 
Martin,  in  the  Circuit  Court  of  Will  County, 
No.  16,052. 

APPELLATE  COUllT. 

le  Ph<£nix  Powder  Manufacturing  Com- 
y  versus  the  Sanitary  District  of  Chi- 
0.  An  opinion  has  been  rendered  con- 
ling  the  judgment  of  the  lower  court  and 
liring  the  Sanitary  District  to  deliver  to 
complainant  the  warrant  in  question  for 
l.«0. 

iason,  Hoge,  King  &  Co.  versus  the  Sani- 
7  OUtrict  of  Chicago. 

Borge  F.  Blaiie  Manufacturing  Company 


versus  the  Sanitary  District  of  Chicago.  An 
opinion  was  rendered  by  Judge  Adams  over- 
ruling the  judgment  of  the  lower  court  in 
favor  of  the  District. 

IN   GENERAL. 

The  department  expenses  for  the  year  just 
closed  were  as  follows : 

SALARIES. 

Attorneys $17,400  03 

Office  force .V-3oO  00 


-$22,650  03 


GENERAL    EXPENSES. 

Court  "costs,  '{right  i  of 
way $  7.644  94 

Expense  account,  witness 
fees,  etc 20,591  13 

Legal  services 18,964  96 

Books,  printing  and  sta- 
tionery       2,594  11 

Sundries 18  00 

W9,818  14 

Total     departmental  

expenditures ^72,463  17 

RIGHT  OF  WAY. 

The  expenditures  for  the  year  1898,  for 
land  acquired,  are  given  in  the  summarized 
statement  below,  and  a  tabulated  description 
of  same  is  attached  to  this  report.  All  the 
condemnation  cases  pending  in  Will  County 
during  1898  were  settled,  and  all  agreements 
for  the  acquisition  of  right  of  way  were  con- 
summated.   The  following  is  the  statement: 

Will  County— 

_:  Abstract  account $  1,80S  20 

Tax  account 4,442  87 

$  5,751  07 

Right  of  way  — 

By  purchase $86,783  50 

By  condemnation 206,589  00 

For  use  of  Canal  lands 

u  nder  decree  of  Dec. 

22,  1898 ♦■39,6,'iO  00 

Leasehold  interest...        400  00 

$333,401  50 


*By  agreement  and  under  the  amended  de- 
cree entered  December  22,  1898,  in  the  case  of 
the  Canal  Commissioners  versus  Sanitary 
District  of  Chicago,  in  Will  County  Circuit 
Court,  the  sum  of  twelve  thousand 
($12,000.00)  dollars  was  paid  the  Economy 
Light  and  Power  Company  for  damages 
caused  by  loss  of  water  power  during  con- 
struction of  the  Channel  through  Joliet. 


Cook  Countj— 
Abstract  acc< 
Reotof  Bj-p 


Right  of  War- 
By  yurcbase «13.564  50 

By  condemnation 18,366  00 


Tbe  land  iiccouDt  should  be  credited  wltb 
the  sum  ot  Eeventeen  hundred  seventy-alDS 
and  Bighty-nine  hundredths  (*1,7T9.89)  doi- 
Itkre,  derived  during  the  year  from  the  tollow- 

Miirob  7— 
C.  MIkelsoD,  frame  barn,  Sec.  4. 
Qeo,  Nngle.reni  land.  Sec.  S.  b 
Feb.  28, 1S98 


TO  00 
30  00 


Prame  cottage  on  Lot  5.  Block 
79,  8.  Sec,  Add.  to  Jo  1  let,  sold 
10  Mrs.  Rose  McGovern 

April  SO- 
Glass     and     window     frames. 

Gushing  building,  sold  to  C. 

Hackee 

Water  wheel,  etc..  West  Adam's 

dam,  sold  to  W,  Truby 

Ceiling  In  Cusblns  building,  sold 

to  Jos.  Butcher 

May7- 
Old  tin  sold  to  Robt.  Walsh.  ...t 
Sliarp  property,  sold  to  Liua  E. 


Old  metal,  Joliet  right  of  way, 

sold  to  Ben.  Slmplitz 

Old  sheds,  sold  to  Mrs.  McGov- 

AdaniE  oil  and  storage  shed  sold 

Barn  on  Palmer's  properly,  sold 
to  J.  B.  Mickey 

May  II— 
Lot  of  old  tin 


110  00 
32o  00 


Shed  and  house  ai 
Adler'B  houfo,,.. 


August  9— 

Material  and  buildings  on  Jollct 

right  of  way  (bsb  report  P.  W. 

C,  Hayea,  ailurney,  page  4**i 

of  the  PruceeillngB) 

September  1S~ 
Geo.  P.  Rugg,  taxes  refunded  to 

District 

B,  E.  ScbroeJer,  tnvei;  refunded 

to  District 

October  10— 
Geo.  Nagle,    rent  land  contract 
SecfitoSept.  1.  IfiH.S 

Noiembor  28  — 
Geo.   Sagle,  rent   land  contract 
Bec.tlto  Dec.  SI,  ISllS 


Making  the 
depftrtriiont,  (o 
as  follows: 


res  land  account.  .(873,395  53 

exponses     (cur- 
73,463  17 


Total  tor  year  1S99 fHS,85; 


During  the  year  ubout  31.S0O  square  feet 
have  been  aci|ulrod  alonif  tha  Chicago  HIvor, 
at  an  average  coat  of  about  one  (H  )  dollar  per 
square  tool,  Ini-ludlng  land  da^ll^^cs  awanled 
by  decree  of  oouri.  It  comprises  all  the 
land  acquire*  In  Cook  County  In  IM'Jt<.  With 
the  exception  ot  one  tract  (Schuster)  all  the 
land  acquired  in  Will  County  la  loculed  niili- 
In  tiie  corporate  llmila  of  the  CUj  ot  JoUet 
and  coneit'la  fntirely  of  subdlvldeJ  lots. 

The  toUowlng  ladles,  marked  respectively 
Eihiblts  A.  B  and  C,  show  all  the  lands,  by 
tract  numbori,  aciiuired  for  tlio  corporate 
purposes  ot  the  District  during  tha  past   ve«r 
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maimer  i>l  tbclr  acquireneDt,  the  date  ot  a  partlallr  correct  andersUndlngoC  the  labor 

chase,  whether  tj   decree  or  otherwise,  lotolyed  In  the  acquiring  ot  the  right  of  way. 

^ripttot:!    of   the    preini&es  acquired,  the  Exhibit  B  ebowa  the  property  traniterred  to 

sliea    where   located,  the   conaideratlcm  Ihe  West  Park  CoudiIgbIoii  and  railroad  com- 

I,  and  such  other  laFormstiAD  ai  irlU  give  panics: 
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All  that  part  of  Block  1,  North  Joliet,  which  lies  wlthinl 
the  houndary  line  of  the  proposed  300-/oot  wide  channel,  the 
center  line  ot  which  is  described  as  follows : 

Section  4.  T.  35  N-  R.  10.  East  ot  the  Third  Principal  Merid- 
ian, and  a  line  parallel  to  the  westerly  reserve  line  of  the 
Illinois  and  Michigan  Canal,  said  parallel  line  belnR  475  feet 
distant  from   said  westerly  reserve  line  measured  at  right 
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In  cuncluslciti  I  reipecttullj  desire  to  state 
tha  admlnistrn'lon  of  this  departmenl  is 
cliareed   w[lli   the   executloa  ot   the  ordorg 

the  prepamtluD  and  elocution  ol  all  voa- 
tracts  lo  whleli  the  District  Is  a  party,  and 
the  care  hd'1  au7«r*lBloa  oF  all  legal  matters 
srlsiDe  i"  'be  different  departments.  The 
Bervicesof  thl<  department  (or  the  year  1899 
■will  be  aiigaffeil  with  such  aarainistratiye 
matters  as  abovi  Indicated.  to(retber  with  the 
preparation  nt  ilplaions  and  briefs,  the  trial 
o[  cases  now  peoding  Id  the  conns,  aod  tbe 
consideration  ol  claim  aicalnst  the  Diatrlct, 
BQiI  such  new  iiaiters  as  ma;  arise,  and  tbe 
senenil  routine  worh  ot  the  department. 

Reai>»ctfully  submitted, 
<Blgued)  CniHLBS  C.  Qilbebt 

Atlomty. 

BEPORT  .*M)   ORDBR  IN   RBFERE^CE  TO 
PAYMENT  OP  VOCCHaBa   IN  FAVOR  OP 
CONTltACTOKS  FOR  3BCT10N  "O." 
The  Clerk   praeented  a  report  setting 
forth   that    Meeera.  MeMahon  &    Mont- 
gomery Co.  et  al.   (contratetors   (or   Sec- 
tion "O")  huve  refused  to  accept  certain 
vouchers    heretofore   ordered  paid    and 
recomnientlinp  the  adoption  of  the  order 
accompany  in);  the  report,  the  said  order 
directing    that    said    warrsnta  be    paid 
upon  the  execation  of  a  receipt,  contract 
and  bond  in  the  form  attached. 

Mr.  Wentpr,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  received  and 
the  acconi panning  order  passed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldeaweclc,  Braden,  Carter, 
Jones,  Kelly,  Smyth  and  Wenter— 
seven.  Nays— none.  Ezctised  and  not 
voting,  Mr.  Eiikhart — one. 

Upon  this  reeult  the  Preaident  declared 
the  motion  carried. 

The  fullowim  is 

THE  REPORT: 

"CnicAoo,  March  8,  1899. 
To  the  iroiifrable,  the  Hoard  of  Truilu*  of  the 


•  of  Chi 


ajo: 


Gentlbmes-1  would  respectfully  re- 
port that  the  McUahon  &  Montgomery 
Company  et  al.  refuse  to  accept  the 
vouchers  whioi  your  Honorable  Board 
directed  should  be  paid  to  them  and  sign 
the  receipts  prepared. 

Knowing  what  in  the  manifest  inten- 
tloD  of  the  Board  I   would   respectfully 


36—  [181™ 

suggest  the  adoption  of  the  following 
order  to  carry  out  that  intention. 
Very  respectfully, 
(Signed)  Joseph  F.  Haab, 

Clerk." 
(Four  encloaares.) 

The  following  is 

THS  ORDER. 

"Ordered,  That  the  warrants  to  be 
paid  the  MoUahon  &  UontKomery  Com- 
pany el  al.,  which  were  heretofore  au- 
thorized, he  delivered  to  them  upon  tbe 
execution  of  a  receipt  therefor  in 
tbe  form  heratA  attached  and  upon  tbe 
execution  of  a  contract  and  a  bond  in 
tbe  forms  hereto  attached,  and  that  tbe 
execution  o(  said  contract  and  bond 
shall  be  accepted  as  and  deemed  a  full 
and  complete  performance  of  tba  con- 
tract as  to  Section  "O,"  made  and  en- 
tered into  hy  HcMabon  &  Montgomery 
Company  et  al,  and  dat«d  the  second  day 
of  May,  1894." 

AUENDUENT  OF  RULES  13  AND  H. 

Under  tbe  head  of  unfinished  bnainesa 
the  Clerk  presented  a  report  from  tbe 
Committee  on  Rules  in  reference  to  tbe 
amendment  o(  Rules  13  and  14  of  ih« 
Rulee  and  Regulations  presented  and 
laid  over  at  the  tneetlng  held  March  1, 
1899  (page  S504  of  the  proceedings.) 

Mr.  Jones,  seconded  by  Mr.  Smytb, 
moved  that  thereport  be  adopted  and  the 
recommendations  oontained  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter. 
Eckbart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de 
dared  the  motion  carried. 

The  f  oUowing  ia 

THE  report: 


"Ohicaoo,  March  1,  1899. 


Qentleuek — Your     Committee     t  . 
Rules,  having   had   under   considerftti< 
Rulee  13  and  14  of  the  Rules  and  Regul;  ■ 
tions  of   the   Board  of    Trustees  of   t^  < 
Sanitary  District  of  Chicago,  and  havii 
duly  considered  the  duties  of  the  Cleric 


T^rrr 
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ameoded  by  your  Honorable  Body  so  as 
to  read  as  follows: 

18.  The  Committee  on  Finance  shall 
examine  and  approve  all  bills  and  vonch- 
en  before  they  are  acted  upon  by  the 
Trustees  prior  to  each  regular  meeting 
of  the  Board.  If  any  bills  or  vouchers 
ire  not  approved  by  the  Committee,  the 
TMsans  therefor  shall  be  reported  to  the 
Board. 

14.  The  Board  of  Trustees,  may,  how- 
ever, in  its  discretion,  order  the  payment 
of  any  bills  or  vouchers  without  refer- 
ence of  the  same  to  the  Committee  on 
Finance;  but  in  such  cases  it  shall  be  the 
duty  of  the  Clerk  to  properly  endorse  on 
the  bill  or  voucher  the  authority  for  its 
payment. 

Respectfully  submitted; 

(Signed)  Wm.  Boldbnweck, 

Chairman, 

Alex.  J.  Jones, 

Job.  C.  Braden, 
Thomas  Kelly, 

Committee  on  Bulee.'*^ 

BBPOBT  ON  COMMUNICATION  FROM  THE 
CHICAGO  AND  DESPLAINBS  YALLBT 
ELECTRIC  RAILWAY  COMPANY. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Joint 
Committee  on  Engineering  and  Judi- 
ciary, with  reference  to,  and  acoom- 
anjed  by,  the  communication  from  the 
licago  and  Desplaioes  Valley  Electric 
Bailway  Company,  petitioning  the  Board 
of  Trustees  to  grant  permission  to  that 
company  to  construct  and  operate  a  rail- 
way over  and  alons  the  Summit  and 
Lyons  Road  through  the  property  be- 
koging  to  the  Sanitary  District,  pre- 
sented and  referred  to  that  Committee  at 
the  meeting  held  August  81, 1898  (page 
5147  of  the  Proceedings),  the  report  rec- 
ommending that  the  President  and 
Clerk  be  authorized  and  directed  to  sign 
the  frontage  petition  to  the  property 
owned  by  the  District  at  the  point  de- 
bed,  upon  the  forms  submitted  by  the 
railway  company  and  attached  to 
report. 

r.  Mallette,  seconded  by  Mr.  Jones, 
red  that  the  report  be  adopted  and 
recommendations  contained  therein 
curred  in. 

a  roU-call  the  vote  stood:    Yeas— 
isrs.     Boldenweck.    Eckhart,  Jones, 
ly,  Kallette  and  Wenter — six.    Nays 
essrs.  Braden  and  Smyth— two. 


Upon  this  result  the  President  declared 
the  motion  carrisd. 

The  following  is 

THE  report: 

''CHiOAGfO,  March  8, 1899. 

To  the  Honorable,  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen— Your  Joint  Committee  on 
Engineering  and  Judiciary  desires  here- 
with to  report  that  the  Chicago  and  Des- 
plainee  Valley  Electric  Railway  Company 
have  petitioned  your  Honorable  Body  for 
permission  to  construct  and  operate  a 
railway  upon,  over  and  along  the  high- 
way known  as  the  Summit  and  Lyons 
Road  in  the  Village  of  Summit,  running 
throuffh  property  belonging  to  the  Sani- 
tary District,  and  that  the  consent  of  the 
District  be  granted  said  company  to  con- 
struct and  operate  its  road  upon  the  prop- 
erty of  the  District  along  the  Summit 
and  Lyons  Highway  from  a  point  begin- 
ning at  the  northerly  reserve  Une  of  the 
Illinois  and  Michigan  Canal  to  the  north 
bank  of  the  Desplaines  River. 

Your  Committee  therefore  recom- 
mends that  the  President  and  Clerk  of 
the  District  be  authorized  and  directed 
to  sign  the  frontage  consent  of  the  prop- 
erty owned  by  the  District  at  the  point 
above  described,  upon  the  form  sub' 
mi t ted  by  said  railway  company  and 
which  is  herewith  attached. 

Also  attached  hereto  is  a  communica- 
tion from  said  Chicago  and  Desplaines 
Valley  Electric  Railway  Company  to  the 
Board  of  Trustees  as  above  mentioned. 

Respectfully  submitted, 

J.  P.  Mallettb, 

Thomas  Kbllt, 

* 

b.  a.  eckhabt, 
Frank  Wester, 
Alex.  J.  Jones, 
Wm.  Boldenweck. 
Committee  on  Engineering  and  Judiciary,* 
(Two  enclosures.) 

REPORT  IN  REFERENCE  TO  PROPOSED 
AGREEMENTS  WITH  THE  CHICAGO  AND 
DESPLAINES  VALLET  ELECTRIC  RAIL- 
WAY COMPANY  FOR  STREET  RAILWAY 
PRIVILEGES  AND  MAINTENANCE  OP 
BRIDGE. 

On  behalf  of  the  Committee  on  Ehigi- 
neering,  Mr.  Smyth,  Chairman,  pre- 
sented and  the  Clerk  read  a  report  i^th 
reference  to,  and  accompanied  by,  forms 


of  two  proposed  aKreemeats  with  the 
ChioBj[a  and  and  DesplaineB  Valley  Eleo- 
"  "'t  Railway  Company, 'providing    for 


District  shall  par  one-half  the  wages  of 
a  watchman  and  flagman  under  certain 
continfcencies:  antl  also  providing  that  tha 
Chicago  and  Deaplaines  Vallei  Electric 
Railway  Compay  ehall  pay  the  sum  of 
I19S.U0  annually  towards  the  mainte- 
nance of  a  bridge  now  in  proceaa  of  con- 
Btruction  acroee  the  Main  Channel  along 
the  Lyons  and  Summit  Road. 

Mr.  Hallette,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Ecfahart,  Jones, 
Kelly,  Mallette  and  Wenter—sJx.  Nays 
— Messrs.  Braden  and  Smyth — two. 
Excused  and  not  voting — Mr.  Carter — 


The  following  is 

THE  REPORT: 

"Chicago,  March  8, 1869, 

To  t?ie  Bonorablt  thi  Board  0/  Truilia  of  Ihi 
Sanitary  Diilrict  of  t'liicago ; 

Oentlbhen— Tour  Committee  on  En- 
gineering having  had  under  considera- 
tion the  subject  of  the  contracts  between 
the  Sanitary  District  of  Chicago  and  the 
Chicago  and  Desplainea  Valley  Electric 
Railway  Company,  herewith  desires  to 
report  as  follows: 

That  the  agreement  proposed  to  be 
entered  into  by  the  parties  above  men- 
tioned contemplates  that  the  District 
shall  have  the  privilege  of  crossing 
any  street  railway  which  the  railway 
company  may  construct  at  or  near  the 
Village  of  Summit,  with  any  steam  or 
street  railway  which  the  District  may  in 
the  future  construct  along  or  upon  its 
right  of  way.  That  the  District  shall 
have  the  right  of  way  of  any  street  raiL 
way  which  the  railway  company  may 
construct  over  and  upon  the  bridge 
erected  by  the  District  across  the  Chan- 
nel at  said  village,  for  the  purpose  of 
operating  any  cars  over  and  across  said 
bridge  of  any  street  or  steam  railway 
which  the  DistriuC  may  hereafter  con- 
struct along  its  right  of  way.  And  also 
agrees  U>  bear  one-halt  (!^)  the  expense  of 
emnloying  a  watchman  or  flagman  at 
aaia  bridge  or  crossing  in  case  the  Dis- 


trict should  use  Che  same  for  the  pur- 
pnsee  aforesaid.  And  also  requires  aaiJ 
railway  company  to  extend  the  rights 
and  privileges  of  the  aforesaid  contract 
to  any  street  or  steam  railway  company 
which  the  District  may  authorize  to 
operate  along  or  upon  its  right  of  way. 

The  form  of  contracts  have  also  been 
prepared  between  the  District  and  said 
railway  company,  whereby  the  railway 
company  agrees  with  the  Uislrict  to  pay 
the  sum  of  one  hundred  and  aixCy-flve 
(flflS.OO)  dollars  per  annum  towards  the 
maintenance  of  the  bridge nowin  process 
of  constructlnn  serosa  the  Main  Channel 
of  the  District  alung  the  Summit  and 
Lyons  Road. 

Your  Committee,  therefore,  recom- 
mends that  the  President  and  Clerk  of 
the  District  be  authorized  and  directed 
to  execute,  on  behalf  of  the  District, 
said  coDtracte  in  tbti  form  hereto  at- 
tached, and  to  ma>e  payment  of  Ihecon- 
eideration  mentioned  herein  when  the 
same  shall  have  been  properly  executed 
by  said  railway  company . 

Respectfully  submitted. 
(Signed)  J.  P.  MAi.r.F.TTR. 

THOMiS  Kelly. 

B.   A.   ECKHART, 

Alex,  J.  Jonrb, 

Wm.    BOLDItNWECK. 
Commitlri- on  EinjineniHij." 
(Accompanied  ly  form  of  two  sgree- 

COHIfUHICATIOX  FROU  MESSRS.  PB.ASE 
AND  ALLEN  IN  HEPERENCE  TO  LEASE 
OF  LAND. 

The  Clerk  presented  a  rommunication 
from  Messrs.  Per^e  &  Allen,  abtorneys, 
setting  forth  that  Ricliard  MBrahall.  a 
client,  desires  to  rent  certain  lauds  owned 
by  the  District  for  farm  purposes,  which, 
by  unanimous  oonaent,  was  ordi!'red  re- 
ferred to  the  Coiumittee  on  Engineer- 
ing without  printing. 

COMMUNICATION  FKOM  ALBSRT  PI- 
OARSCH,  WITH  EEFEHESCE  TO  GRASf 
AND  CROP  FKIVILGOES  ON  SANITAB^ 
DISTRICT  LAND. 

The  Clerk  preoented  a  communication 
from  Allwrt  Pigar»ch  applying  for  thi 
privilege  of  taking  the  griiss  &nd  croi 
from  certain  ground  on  Section  "D,' 
known  as  Burke's  Pasture  Ltind,  between 
the  new  canal  and  DeBplnincB  River 
near  Gary,  which,  by  unanimaua  con- 
sent, was  referred  to  the  Committee  or 
Engineering  without  printing. 


OHBBt  IS  REFEHKNCE  TO  CEHTARJ  CON- 
BElTSiTIOX  PROCEEDTXBS  I.V  COOK 
COPiTY. 

Ur,  Uallette.  presented  and,  Beconded 
by  Mr,  JoneB,  moved  the  adoption  of  the 
following 

ORDER. 

'•Oidivred,  That  tho  Attornpy  be  and 
he  is  hereby  directed  to  institute  con- 
demiution  proceedings  iA  such  Court  as 
he  rna;  deem  beet  for  the  condenmation 
at  the  right  of  way  for  the  Main  Chan- 
Dd  at  theSanitarj  District  of  Chicago 
I  acTDBa  the  right  of  way  of  the  Chicago, 
Santa  Fe  and  California  Railway  Com- 
pioj  in  Section  twenty  (20),  Township 
thirty  seven  (37)  North,  Range  eleven  (II) 
east  of  the  Third  Principal  Meridian, 
Cooh  County,  lUinois,  and  the  right  to 
elevate  the  tracks  of  eaid  railway  com- 
Fui][  at  the  point  of  crossing  and  also 
m  either  aide  thereof  in  order  to  make 
Uie  grade  of  said  railway  traoks  euf- 
Bdently  easy  for  the  operation  of  trains 
tlwreon;  and  also  to  condemothe  right 
>o  elevate  the  tracks  of  said  railway 
company  where  Ihe  same  croae  Htepheus 
Street  in  the  Town   of   Lemont,  Cook 
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County,  Illinois,  and  to  slightly  change 
the  alignment  of  said  tracks  at  the  point 
of  crossing  said  Stephens  Street  in  ac- 
cordance with  the  plans  of  the  Sanitary 
District  of  Chicago  and  to  grade  said 
Stephens  Street  on  each  side  of  said 
railway  tracks  anfficiently  to  allow  the 
use  of  said  Stephens  Street  by  the  pub- 
lic over  the  tracks  aforesaid. 

On  roll-call  on  the  motion  for  tbe 
adoption  of  the  order  the  vote  stood: 
Yea9 — Messrs.  Boldenweck,  Braden, 
Carter,  Eckhart,  Jones,  Kelly,  Uallette, 
Smyth  and  Wenter — nine.    Nays — none. 


ADJODRNHBHT. 


^J^Kr- 


PROCEEDINGS 

—OF  THR— 

Board  of  Trustees 


Sanitary  District  of  Chicago. 


MIRCH  16  IND  17,  1899. 


OFFICIAL   RECORD. 


REGULAR  MEET[NG. 

The  four  hundred  and  thirtieth  rego- 
lar  meeting  of  the  Board  of  Trusteea  o( 
Ihe  Sanitary  District  of  Chicago  was  held 
in  the  rooms  of  tlie  Board,  Security 
Building,  Wednesdar,  March  16,  1899.  at 
a  o'clock  P.  M. 

(hi  rolt-call  Messrs.  Bold«Dweck,  Car- 
f~  and  Smyth^three  members,  were 
1    ^ent.     No  quorum, 

tn  motion  of  Mr.  Smyth,  seconded  by 
:  .  Cnrter,  the  Board  then  adjourned  to 
:    et  Friday,  Itlarch  17, 1809,  at  3  o'clock 


•?^?C.- 


OFFICIAL  RECORD. 


ADJOURNED  MEETING. 

The  adjourned  seasion  of  the  four 
hundred  and  thirtieth  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  the 
rooms  of  the  Board,  Security  Bnitding, 
Friday,  March  17,  1899,  at  3  o'clock  P. 
M.,  pursuant  to  motion. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Jones,  MBllett«  and  Wenter — five 
members,  were  preeent. 


•VOUCHBRB. 
Th*  Cleric  preuoted  tba  tollowlns  Touchers : 


W.  T.  EeatlDg  (traTelioK  &nd  eipeass) $       nfl  ue 

The  Toledo  BrldKe  Conpau;  (InspecUon  ol  steel  and  Iron) IIU  ^ 

t    m  ai 

OIHBHAL  ACCOUNT. 

JobnF.  HIgglna  (printing  proceedlnsi,  etc.,  February,  1399) f      374  41 

George  M.  Hum  (Bolt  Railway  Temporary  Brfdj*) »     4oe  56 

TbeToldoilrldg«Compaay  (C,  M.  &N.  Bridge) 12,b32  9B 

;  13,343  55 

TolAl « 13,753  17 

*Tobepald  by  wanaats.  with  inlatast  ooupona  attached,  drawn  agalost  ilie  tax  lev;'  fur  1K9S. 


Mr.  Wenter,  seconded  by  Ur.  Bnden, 
moved  that  the  vouchers  as  read  and 
sbown  above  be  approved  and  ordered 

On  roll-call  the  vote  stood:  Yeas— 
Hessre.  Boldenweok,  Braden,  Jones, 
Hallette    and     Wenter— five.     Hays— 


RBQDiaiTIOM. 

The   Clerk    preeeoted   the    following 
requiaition: 
No.  901,  Police  Department  (four 

barrels  keroaene) (30  00 

Mr.  Jones,  seoonded  by  Mr.  Mallette, 
moved  that  requisition  No.  901,  as  read 
and  shown  above  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Hesars.  Boldenweck,  Braden,  Jones, 
Uallett«    and     Weoter — Sve,     Nays — 

Upon  this  restilt  the  President  declared 
the  motion  carried. 

WBRKLT  RBPORT  OM  SHPL0TB3. 

The  Clerk  preeeated  a  report  in  ac- 
cordance with  the  rules,  showinf  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  endlaic  March 
11,  18W,  which  was  read  and  by  unani- 
mous consent  was  ordered  printed  and 
placed  on  file. 

The  following  is 

TEB  SBPORT : 

"CbioaOO,  March  17,  1899. 
To  (A«  SOTVordbU  the  Board  of  Tnuteet 
of  the  Sanitary  Dtttriet  of  CMcago  : 
QSNTLBHBN— I   beg  leave    to  report 


herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
Uarch  11,  lBg«,  as  the  same  Have  been 
reported  to  me  : 

Bnfpieering  department 7B 

Maintenance  account 8 

Clerical  department 5 

I*w  department 8 

Treasury  deportment 1 

Police  department 39 

Telephone  operator I 

Total  empbyea 130 

Reepectfully  submitted, 
(Signed)  J03BPH  F.  H^Ag, 

Vlcrk." 

UONTHLT   RBPOIiT   FROM    CLKKICAL    DE- 
PARTMENT. 

The  Clerk  preaented  a  report  fr()m  the 
Clerical  Depattmnnt  for  the  month  of 
February,  1899,  which  wnsread,  and.  by 
unanimous  oinaent,  was  ordered  printed 
and  placed  on  Sle. 

The  following  is 

THB  report: 
"Chioaoo,  March  1,  1899. 
To  the  Honorable  Ihe  Bnard  of    fnistee* 

Of  the  SnnUary  DiitHct  nt  nhicaan : 

QeHTLEXEN— I  herewith  submit  the 
report  of  the  Clerical  Di-partiueiit  for 
the  month  of  February,  1899: 

Tbe  total  eipenditure  of  the  Diatrict 
for  the  month  was  $236  098.70.  oT  which 
amount  the  sum  nf  |;2^4,  ^08.27  woa  puid 
in  1898TaxLeTy  Warranisund  $1,395.52 
by  the  TreasDrer  of  the  District  for 
which  no  warrant  was  required.  Of  the 
1898  Tax  Levy  Warrouta  uewed  the  aum 


of  fSHM  vfaa  placed  in  the  hande  of  the 
IVrasurer  and  regular  wnrranta  drawn  in 

Ibe  aggregate  fur  this  umaunt  aK>>ist 
the  same,  as  per  authority  at  the  Board. 

or  the  amount  pHid  by  the  Treasurer 
the  8UD1  of  $1,364.43  was  Cor  1897  Tax 
Warranla  redeemed  and  f41.10  tor  inter- 

at  on  warrants  redeemed. 

The  toial  amount  expended  on  account 
of  and  charged  to  the  Clerical  Depart- 
meot  daring  the  montli  of  February  was 
tl-0T9.St>,  0/  which  amount  tbesam  of 
(1.033.33  was  for  salariea  and  the  Bum  ot 
tiZ.Si  for  general  office  expeneee. 

There  are  no  outatan^ling  liabilities 
■BaiHBt  the  Clerical  Deiiartment  and  the 
expenditure  for  the  present  month  will 
be  about  $1,000. 


during   the    month    of   Febmarr   waa 
(8,646.85,  divided  as  follows: 

Rent  for  February (    483  S3 

Printing ^ . .  13«  99 

Advertising 185  80 

Salaries  3,898  88 

Telephone  service 491  TO 

Oeneral  expenses. 316  30 

Total ♦  8.846  8S 

The  expenditure  forthe  present  month 
for  the  Genera]  Account  will  be  about 
98,000. 

Of  the  total  amount  of  1890  Tax  Levy 
Warrants  issued  there  is  now  outstand- 
ing the  sum  of  113,709,86;  of  the  1897 
Tax  Levy  Warrants  isaued  there  is  now 
outstanding  the  sum  of  $15,119.00,  and 
of  the  ISSSTax  Levy  Warianta  issued  to 
date  the  total  amount  is  now  outstand- 
ing and  amounts  to  the  sum  of  (1,888,- 


.000...,. 

1898  Tax 

Levy 
Warrants. 

Paid  by 
Treaa- 

Total  for 
Month. 

Engineering  Department 

(    9,869  53 

301,700  08 

1,079  26 

3,586  86 

487  96 

166  06 

8,846  85 

3,490  46 

1.476  19 

Clerical  Department 

Treasury  Department 

■i'i;864"48" 
41  10 

1,864  43 

$334,708  87 

1  1.395  63 

ReepectfuUy  submitted, 

Jos.  F.  Hue,  Clerk." 


iPORT  ON  COMMCrmcATIONB  IN  RBPBR- 
8KCE  TO  KBLES&BE  OF  B0HD8  ON  COK- 
TRACT  FOR  SDPBaSTKUCYURK  OF  A.. 
T.  i!  S.  P.  Rr.  BRIDGE  NKAR  BA3T  END  OF 
SECTION  O.  ASD  O.N  COSTRACT  FOB 
SECTION"  F. 

The  1,'lerk  presented  a  report  from  the 
X  Chief  Engineer  transmitting  com- 
lUDicatinn  from  tne  Carnegie  Steel  Uom- 
■iy  Ltd. , inreference  bireleaaeof  their 


bond  on  superstructure  for  A.,  T.  &8. 
F.  Hy.  Bridge  near  east  end  of  Section 
Q;  also  communication  from  the  City 
Trust,  Safe  Deposit  and  Surety  Company 
of  Philadelphia  in  reference  to  relesiae  of 
bond  of  Messrs.  Gahan  &  Byrne  on  con~ 
tract  for  Section  F.  which,  by  unanimous 
consent,  was  referred  to  the  Committee 
on  Engineering  on  motion  of  Mr.  Mal- 
lette,  seconder  by  Mr.  Jones. 
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The  follow  ing  is 

THE  RBPORT  : 

"CmcAOO.  March  18, 1809. 

To  Ute  BonorabU  t/is  Board  of  TrutUia  of  t/ie 
Sanitary  DialrUt  of  Chicago: 

Gkntlemkn — I  am  in  reoeipt  of  a  com- 
muaication  from  the  CarneKie  Steel 
Company,  requeetinK  releaee  of  bond 
given  on  accomit  of  bridge  which  they 
erected  for  us  on  Section  "G," 

Mr.  Gahan,  of  the  firm  of  Oahan  &. 
Bjme,  h&B  also  presented  me  with  a 
communication  from  the  City  Trust  Safe 
Deposit  and  Surety  Company,  of  Phila- 
delphia, asking  for  a  release  of  their 
bond  on  Section  "F." 

I  transmit  both  communications  for 
your  oonsideration. 

Yours,  truly, 
(Signed)  ISBAM  Randolph. 

Chief  jEttffineer-" 

(Four  enclosures.) 


On  behalf  of  the  Committee  on  Fi- 
nance Mr.  Wentei  presented  and  the 
Clerk  read  a  report  from  that  committee 
in  reference  to  and  B(^ct)mpanied  by  a 
communication  from  the  office  of  Haley 
&  O'Donneli  at  Joliet,  aaking  inatruc- 
tions  aa  to  the  acceptance  of  ttie  sum  of 
^100  for  the  building;  known  as  the 
Adams  storehouse  on  Deeplaines  Street, 
Joliet,  the  report  recommending  that  the 
President  and  Clerk  be  authorized  and 
directed  to  execute  the  necessary  papers 
for  the  sale  and  transfer  of  said  building, 
on  the  payment  of  said  sum,  and  on  the 
condition  that  said  building  be  removed 
from  the  premises  of  the  District. 

Hr.  Wenter,  seconded  by  Ur.  Braden, 


On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Jones, 
Mallette  and  Wenter — five.  Nays — none. 


The  following  ia 

THK  BEPOBT: 

"Chioaoo,  March  8,  1699. 
To  the  Hfmorable,  the  Board  of  Trugteet 
or  the  Sanitaru  DUtrlct  or  Chicaoo: 
Oehtlrhbn— Your  Committee  on  Fi- 
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nance  desires  herewith  to  make  report 
that  the  Attorney  of  the  District  haa 
handed  the  Committee  '.he  communica- 
tion from  the  office  of  Messrs.  Hale^  & 
O'Donneli,  at  Joliet,  asking  instructions 
as  to  whether  the  Custojian  of  the  prop- 
erty of  the  District  at  Joliet  should  ac- 
cept the  sum  of  one  hundred  (flOO.OO) 
dollars  for  the  buildine  kiionu  as  the 
Adams  storehouse  on  Dt'-Hplainea  street 
between  Jefferson  and  Cass  streets. 

The  Committee  desire^  to  inform  your 
Honorable  Body  that  it  can  see  nu  fur- 
ther use  for  the  building  aforesaid  in  so 
far  as  the  service  of  the  District  is  con- 
cerned, and,  therefore,  advises  that  the 
offer  made  Mr.  John  W.  Nadelhoffer  be 
accepted,  provided  tfaesame  be  promptly 
removed. 

The  Committee  recommends  that  the 
President  and  Clerk  ot  the  District  be 
authorized  and  directed  to  execute  the 
necessary  papers  for  the  sale  and  trans- 
fer of  said  building  in  Joliet  upon  the 
paymsnt  of  the  sum  abore  specified  and 
upon  the  condition  that  said  bnildiug  be 
removed  from  the  premiHCH  of  the  Dis- 
trict from  where  it  is  naw  situated. 

Attached  hereto  is  the  communication 
as  above  mentioned  for  filing. 

Reepectfully  suhmiiled. 
Z,  B.  Ca£teb, 

Fkank  Wentkh, 
AI.BX,  J.  Jones, 
Commit'.ft  OH  Fiminee." 
(One  enctoeure.) 


r  IN  nBFBRENCB  TO  A 
WITH  MBTROPOLITAN  WERT  SIDE  ELE- 
VATED RAILWAY  COMPANY  FOH  BY- 
PASS, sra 

On  behalf  the  Committee  on  Engineer- 
ing, Mr.  Wenter  presented,  and  the 
Clerk  read,  a  report  from  that  Commit- 
tee in  reference  to  proposi'd  agreements 
with  the  Metropolitan  West  Side  Ele- 
vated Hallway  Company  for  the  con- 
struction and  maintenunce  of  By-paar 
etc.,  in  accordance  with  the  terms  of 
contract  entered  into  liftween  tiie  Dii 
trict  and  the  Pennsylvania  Company 
under  date  of  February  9.  1698;  the  re 
port  l>eing  accompanied  by  form  of  a  pm 
posed  agreement  in  duplicate  betive« 
the  said  Sanitary  District  and  the  sai 
Metropolitan  West  Sidd  Elevated  Rai 
way  Company,  under  the  terms  of  whie 
said  proposed  agreement  it  is  provide 
that  the  said  Simitary  District  shall  h    ■ 
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/ore  interfering  with  the  present  tnonel 
procure  &d  additional  agreement  between 
the  PenDfiflvBriiB  ConipBTiy  and  the  said 
SlelropoliliLn  West  Hide  ICIevsted  Rail- 
way Company,  granting  the  right  tocon- 
struct,  maintain  and  operate  a  certain 
inlake  and  tunnel  located  aaahown  upon 
Exhibit  "A"  thereto  attaoheil,  and  the 
means  of  acoesx  to  said  intake,  aa  also 
shown  upon  said  Exhihit  A,"  forma  of 
«aid  proponed  agreement  in  duplicate  be- 
tween tha  Pennsylvania  Company,  the 
Uetropolilaa  West  Side  Elevated  Bail- 
way  Company  and  the  Sanitaiy  District 
o(  Chicago  aUo  acconipaning  the  report; 
sod  the  report  recommending  that  the 
[Resident  and  Cierit  of  the  District 
be  authorized  and  directed  ti>  execute 
said  contracts  in  the  form  anbmitted 
when  said  contracts  have  been  executed 
byaaid  railway  company  and  returned 
to  the  Dislrici  ' 


Mr.  Mallette,  seconded  by  Mr.  Jonee, 
moved  that  the  report  lie  adr>pted  and 
the  recotnmendatioDS  contained  therein 
concurred  in.  * 

On  roll-cail  the  vote  stood:  Yeas — 
Meuera.  Boldenweck,  Bradea,  Jones, 
Malltftte,  and  Wenter— five.  Nuya— none. 


THE  REPORT: 

Chicago,  March  13,  18».- 

To  l/it  IfMorabli  the  Board  of  TrttUa  of  llu 
Banilary  Diilrict  0/  C/iirnao  : 

Okntlemeh— Your  Committee  on  En- 
gineering desires  herewith  to  report  that 
it  has  received  from  the  Attorney  cer* 
lain  drafts  of  contracts  between  the  San- 
itarj-  District  of  Chicago  and  the  Metro- 
politan West  Side  Elevated  Bailway 
Company,  providing  as  follows: 

That  said  railway  company  consents 
..at  the  District  may  construct  and 
'aintain  the  by-patta  or  covered  conduit 
ci-irding  to  the  terms  of  a  contract 
itered  into  between  said  Diatrict  and 
■e  Pennsylvania  Company,  operating 
>e  Pittsburti^h,  Fort  Wayne  nnd  Chicago 
aiiway,   which   is    dated    February  9, 
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for  the  tunnel  mentioned  in  eaii  oon- 
traot  at  the  intersection  of  said  hy-pan 
or  covered  conduit  with  said  tunnel, 
with  all  necessary  appliances,  whioh 
shall  be  approved  by  the  railway  00m- 
panjr. 


_  ..  _  of  acceei)  to  said  intake,  and  si  . 
procure  the  right  from  said  Fennsj[l- 
vania  Company  to  construot,  maintain 
and  operate  aaid  Intake  and  tunnel  be- 
fore interfering  with  ttie  present  tunnel. 

That  it  shall  provide  full  and  sufficient 
means  for  supplying  the  said  new  tun- 
nel, for  use  in  the  power  station  men- 
tioned In  said  contract,  an  amount  of 
water  equal  to  the  capacity  of  the  pres- 
ent tunnel. 

That  the  District  agrees  to  have  said 
covered  conduit  or  by-pass  completed 
on  or  before  the  first  day  of  September, 
1800,  unless  delayed  by  the  acts  of  said 
railway  company. 

That  the  District  also  agrees  to  keep 
and  maintain  said  conduit  or  by-pass 
clean  and  free  from  any  foreign,  sub- 
stance whatever. 

That  in  case  of  the  discontinuance  of 
the  use  of  said  conduit  or  by-pass  by 
the  District,  it  shall  at  once  reconstruct 
said  tunnel  as  aforesaid,  as  described  in 
said  contract  according  to  the  terms  of 
said  agreement. 

That  the  District  agrees  to  construct 
said  conduit  nith  great  care  and  in  such 
a  manner  as  to  pre  rent  any  injury  what- 
soever to  the  structure  of  the  railroad 
bridge,  and  in  case  of  damage  thereto 
assumes  liability. 

The  Attorney  of  the  District  has  ex- 
amined said  drafts  of  contract  and  has 
approved  the  same  in  so  far  as  the  legal 
status  thereof  is  concerned. 

The  Committee  desires  to  say  that  the 
drafts  of  contract  herewith  submitted 
were  prepared  at  the  directioM  of  the 
Committee  in  order  to  facilitate  the  work 
now  in  progress  and  to  the  end  that  a 
full  completion  of  the  work  might  be 
attained  at  the  earliest  possible  moment . 

The  Committee,  therefore,  recommends 
that  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  enter 
into  said  contracts  in  the  form  herewith 
submitted  and  to  execute  the  same  on 
the  part  of  the  District,  when  said  con- 
tracte  shall  have  been  executed  by  said 


ReepectfuUj  Submitted, 
(Signed)  Thomas  A.  Smyth, 

Cliairman. 

J.  P,  Mallette, 
Jos.  C.  Braden, 
Z.  R,  Cabteh, 
Frank  Wester, 
Alex.  J.  Jones. 
Wm.  Boldbbwece, 
C'lmmUtee  on  Englneeritia. 
(Accomiiaiii^d  by  foriiiH  of   two  agree- 
mects  in  duplicate.) 

PRBSBNTATION  OF  BIDS  FOE  SUB  AND 
SUPEIIBTKUCTUHE  OF  TWO  BRIDGES 
OROSSINO  THE  DESPLAINES  RIVER  ON 
LINE  OF  .IEFFEB80N  AMD  CASB  STREETS 
IN  THB  CITV  OP  JOUKT. 

The  President  then  nnnounced  that  in 
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conformity  with  the  advertieement  in- 
Tiling  "proposals  for  eub  and  super- 
etnictiire  of  two  bridges  crosaing  Des- 
pldines  Biver  on  line  of  JfSeraaa  and 
Cit^a  Htreeta  in  the  City  of  Jotiet,"  giving 
aijtty  days  notice,  aa  required  by  the 
Sanitary  District  Act,  tliK  lioard  would 
now  proceeii  to  open  bids  received  in 
said  advertiaement. 


}  open  the 


In  the  same  connection  the  President 
then  presented  and  the  Clerk  read  a 
communication  from  tlie  Toledo  Bridge 
Company  makiiiK  certain  atatementa  in 
reicard  to  their  bid. 

Mr.  Wenter,  aeconded  by  Mr.  Mallette, 
moved  that  the  bida  juat  received  be 
compited.  aunuuarized  and  tabulated  by 
the  Chief  EnKineer,  and  with  the  com- 
munication above  noted,  be  referred  to 
the  Committee  on  Engineering. 

The  motion  prevailed  nnanimouBiy  and 


1 


The  folIowiiiK  is 

THS  SCHEDULE   OF  BID9  FOR  ESECnNO    THE  S 


TheJ.  a.  WacnerCo.,  HUnaukee,  Wis. 
CSilcaeo  Bridge  A  Iron  Co.,  Cbloaco.  111. 
The Tolado  Bridge  Co,, Toledo,  Ohio... 


■S.OWOD 

3,000  00 

s.ooooo 
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PROCBBDINGS 


Board    of  Trustees 


Sanitary  District  of  Chicago. 


MRRCH  22.  1899. 


OFFICIAL   RECORD 

/"Mit^td  bv  aalAorltv  of  Oj  Board  ^  Tnultaoj 
tA*  Sanllarv  DUMet  of  OMeago. 


REGULAR  MEEmNG. 
The  four  faundr^d  and  thirty- flrat  reg 
nlkT  meeting  of  the  Board  ol  Trustees  of 
the  Sanitarj  District  of  Chicago  was 
h^ld  in  the  rooma  or  the  Board,  Security 
Buildint;.  Wednesda:^,  March  23,  18W. 
M  3  o'clock.  P.  M. 

On  roll-call  MestfB.  Boldenneck, 
Braden,  Mallettf,  Smjth  and  Wenter— 
Sve  members,  wer?  prweni;  Mr.  Jones 
.-iving  Bubeequentlj, 
'resident  Boldenweck  then  called  the 
ard  to  order. 

MINPTB3. 
rhe    minutes    nt  the  regular  meeting 
d  March  8,  18X9,  vera  approved  as 
Died,  on  motion  of  Mr.  Wenter,  see- 
ded by  Mr.  Mallette. 


'evident   Boldenneok  presented  and 


the  Clerk  read  a  message  tranemitting, 
for  printing  and  filing,  letters  from  the 
Secretary  of  War  in  reference  to  pei^ 
mitfl  for  the  conetructton  of  coffer-dam 
at  Adams  street,  for  the  coDstruction  of 
temporary  and  permanent  bridge  for  the 
Chicago  Terminal  Traaefer  Railroad  Go. 
and  the  conBCruction  of  permanent 
bridge  at  Taylor  street,  which  by  unan- 
imouB  consent  was  ordered  reoeired, 
printed  and  placed  on  file. 

Tbe  folloiTiae  li 

TBB  HESSAQE : 
"Chicaqo,  M«rch  33.  1B99. 


Uentlbmen;— I  iransmit  herewith  to 
your  Honorable  Body,  for  printing  In 
the  proceedings  and  Bllng,  letters  en- 
closing permits  granted  by  the  Hon.  R. 
A.  Alger,  Secretary  of  War,  for  tbe 
construction  of  coner  dam  at  Adama 
street,  for  the  oonatruction  of  temporary 
and  permanent  bridge  for  the  Cbicago 
Terminal  Transfer    Railroad   Company, 


Reepectfallr  submitted, 

(ijigoad)  Wn,l.|«M  BOLDBNWBOK. 

President. 

(8  enclosures. ) 


the  Sanitary  District  of  Chicafco  to  coa- 
strnct  a  temporaiy  coffer-dam  around 
the  east  aiiie  of  the  center  pier  of  Adams 
Street  Bridge,  in  Chicago  river,  at  Chi- 
cago, IllinoiB,  and  to  depoeit  claiy  outside 
the  cofter-dam  miiDlng  north  and  south 
from  center  pier  and  eslending  into  the 
l<ank,  upon  the  conditions  aet  fortb  in 
said  instruraent. 

Very  respectfully, 
(Signed.)  R.  A.  Alqeb, 

SMretaryof  War." 
Mb.  Williaw  Boldehwece, 
I'Ttaidml,    The  Sanitary  Olitriet  of   Chi- 
caga,  Stcvity  Building,  Chicago,  lUinoit. 

(InctoBure:  loBtrument— 2  of  8302). 

"War  Depabthent,  I 
Washinoton,  January  18,  1899.  J 
Sir— Refeiiing  to  your  application  of 
16th  ultimo..  I  have  the  honor  to  trans- 
mit herewith  an  instrument  approving 
the  location  and  plans  of  a  permanent 
and  a  temporary  bndRe,  to  be  constructed 
by  The  SanitaiT  District  of  Chicago 
over  the  Soiith  Branch  of  the  Chicago 
river,  at  Chicago,  Illinois. 

Very  respectfully, 
(Signed.)  R.  A.  ALGEB, 

Secretary  of  War." 
Mr.  WlLLlAU  BOIJ>BNWKCK, 


(Jnc  losure:  Instrument— 1  of  8887). 


8m— Befering  to  your  application  of 


[iBoa 

27tb  ultimo. ,  I  have  the  honor  to  trans- 
mit herewith  an  instrument  approving 
the  map  of  location  and  plans  of  a 
bridge  to  be  couatrncted  by  The  Sanitary 
District  of  {.'hicago  across  the  South 
Branch  of  Chicago  river,  at  Taylor 
street,  Chicago,  Illinois,  to  replace  the 
existing  bridge  at  this  point. 

Very  respectfully, 
(Signed.)  R.  A.  Alger, 

Secretary  of  War." 
UR.  WILLIaU  BOLnBNWBCK, 

•reiident.    The   S- 
eago,  Security  L 

(Indoeure:  Instrument— 3  of  1864), 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persona  in  the  employ  of  the 
District  (or  the  week  ending  March  18, 
1899,  whicti  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT  r 

"Chioaoo,  March  83,  1899. 

To  Ou  nbnorablf,  the  Board  of  Trasleta  of  Ihr 
Sanitary  DMHct  of  Odcago: 

Gentlemen^I  beg  leave  to  report 
herewith  the  number  of  persons  in  the 
employ  of  the  District  for  the  week 
ending  March  18,  18{I9,  as  the  same  have 
been  reported  to  me: 

Elngineeriog  department 78 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 39 

Telephone  operator 1 

Total  employes 180 

Beepectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk." 

UONTHLY   REPORT   FROM   LAW   DEPART- 

The  Clerk  presented  a  repwrt  from  tht 
Law  Department  for  the  month  ol 
February,  18H9.  which  was  read,  and  by 
unanimous  consent  was  ordered  printec 
and  placed  on  file. 


Wf^^ 
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The  following  is 

THB  BBPOBT. 

"Chicago,  March  8, 1899. 

To  the  Sonorable  the  Board  of  Trustees  of  t?ie 
Sanitary  District  of  Chicago: 

Gentlemen— The  following  is  my  re- 
port for  the  month  of  February,  1899: 

The  expenses  of  the  Department  for 
such  month  are  as  follows: 

SAIi  ABIES. 

Attorneys. $  1.866  68 

Office  force 400  00 

1  1,766  68 

GENERAL  EXPENSES. 

Conrt  costs. %  216  76 

Right  of  way  (sala- 
ries)   125  00 

Expense  account. . . .  868  00 

Legal  services 416  67 

Books,  printing  and 

stationery 40  75 

1  1,667  17 

LAND    ACCOUNT. 

Albstracts— WUl  County $     640  45 


Total  for  February  1, 1899...$  4,074  80 

The  several  matters  passed  upon  and 
occupying  the  attention  of  the  Depart- 
ment may  be  briefly  summarized  as  fol- 
lows: 

The  case  of  Cook  &  Bathborne  Com- 
pany, appellant,  versus  the  Sanitary  Dis- 
trict of  Chicago,  appellee,  in  the  Su- 
preme Court  of  Illinois,  has  been  decid- 
ed in  favor  of  the  Sanitary  District,  its 
position  being  sustained  on  all  points. 
An  order  has  been  entered  in  the  lower 
court  that  the  District  pay  appellant  the 
amount  awarded  in  the  original  trial. 

Peter  McCullogh  versus  the  Sanitary 
District  of  Chicago.  Gen.  No.  156,776,  in 
the  Circuit  Court  of  Cook  County,  was 
dismissed  on  first  call  and  finding  for 

^fendant  and  judgment  for  want  of 

noeeeution. 

de  caee  of  M.  P.  Schuster,  appellant, 
BTsuB  the  Sanitary  District  of  Cnicago, 
ppelke,  in  the  Supreme  Court  of  Uli- 
(Ms,  has  been  affirmed. 

The  case  of  O.  Hero  versus  the  Sani- 
tty  District  of  Chicago*  Gen.  No.  165,- 
16,  in  the  Circuit  Court  of  Cook  Coun^^, 
juiy  was  waived  and  the  case  was 
^omitted  to  the  Court  and  a  finding 


entered  for  the  plaintiff  for  one  hundred 
and  twelve  and  fifty-eight  hundredths 
($112.58)  dollars  and  costs,  and  judg- 
ment on  the  finding.  A  motion  for  a 
new  trial  was  made  and  overruled.  An 
appeal  has  been  prayed  and  allowed  to 
the  Appellate  Court.  This  case  involves 
the  same  questions  of  law  as  that  of 
Bourke  versus  the  Sanitary  District. 

The  case  of  the  Sanitary  District  of 
Chicago  versus  Chester  S.  Allen,  in  the 
Supreme  Court  of  Illinois,  has  been  af- 
firmed. This  will  necessitate  the  secur- 
ing of  the  property  in  question  by  con- 
demnation or  otherwise. 

The  case  of' the  Sanitary  District  of 
Chicago,  appellant,  versus  Nathaniel  H. 
Ricker,  Francis  L.  Lee  and  Joseph  A. 
Owens,  appellee,  in  the  United  States 
Court  of  Appeals,  has  been  reversed  and 
remanded.  The  court  held  that  there 
was  no  fraud  on  the  part  of  the  Sanitary 
District,  and  that  haa  there  been  fraudu- 
lent representations  made  by  it,  they 
were  waived  by  the  contractors  on  con- 
tinuing the  excavation  under  the  con- 
tract. 

During  the  month  contracts  with  the 
Joliet  Electric  Railroad  Company  and 
the  Chicago  and  Desplaines  Valley  Elec- 
tric Railway  Company  have  been  pre- 
pared. An  opinion  in  reference  to  the 
annexation  of  the  Calumet  District  to 
the  Sanitary  District  has  been  rendered 
and  certain  acts  now  before  the  lUinoia 
Legislature  have  been  examined. 

The  coming  month  will  be  occupied  in 
preparing  for  and  attending  to  the  va- 
rious litigation  of  the  District;  prepara- 
tion of  contracts  and  the  routine  work 
of  the  Department. 

Respectfully  submitted, 

(Signed.)      Charles  C.  Gilbert, 

Attorney.^^  • 

REPORT  ON  COMMUNICATION  IN  REFER- 
ENCE TO  PURCHASE  OF  POLICE  STATION 
NEAR  SAG  BRIDGE. 

On  behalf  of  the  Committee  on  Fi- 
nance, Mr.  Wenter  presented,  and 
the  Clerk  read,  a  report  with  ref- 
erence to  and  accompanied  by  com- 
munication from  Timothy  Carroll,  of- 
ering  $100  for  the  building  heretofore 
used  as  a  police  station  near  Sag  Bridge, 
Illinois,  presented  and  referred  to  that 
committee  at  the  meeting  held  February 
8,  1899  (page  5459  of  the  Proceedings)^ 
the  report  setting  forth  that  the  Com- 
mittee have  sold  said  premises  to  said 
Carroll  at  the  price  named,  and  reoom- 
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mendiDg  that  their  action  Id  the 
be  approved  and  confirmed. 

Mr.  Wenter,  seconded  by  Mr.  Hallett«, 
moved  that  the  report  beadopted  and  the 
recominendations  contained  therein  con- 
curred in. 

On  roll-call  the  vote  stood;  Yeas — 
Mesars.  Boldenweck,  Braden,  Mallette, 
Sm;th  and  Wenter — five.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  foUoTlDg  Is 

THB  RBPOBT: 

"Chicago,  March  14,  1899. 


Qentlkmbn:— Your  Committee  on  Fi- 
nance to  whom  was  TeFerred  the  bid  ot 
Timothy  Carroll  (page  64S9  of  the  Pro- 
ceedinga)  for  the  building  formerly  used 
as  a  police  station,  standini;  on  leased 
ground  near  Sag  Bridge,  Illinois,  beg 
leave  to  report,  that  upon  full  and  careful 
investigation  thej  considered  the  bid  of 
Mr.  Carroll  a  just  and  equitable  one  and 
have  aold  said  premieea  to  bim  for  the 
price  named  in  said  bid,  i.  e, ,  $100,  and 
acknowledgment  in  full  and  release  of 
the  Sanitary  District  of  all  and  further 
liabilities  under  lease  dated  December  B, 

i«e3. 

Your  Committee  therefore  recommends 
that  their  action  in  the  premises  be  ap- 
proved and  confirmed. 

Respectfully  submitted, 
(Signed)  Z.  R.  Cabter, 

Chairman. 
Frask  Wkntbh, 
Ales.  J.Jonkb, 
CommitlaonFirmnce." 


SBPORT  ON  COMMTJNICATION  FROM 
MESSRS.  PBABE  &  ALLfiN  AND  ALBERT 
FIQARSCH. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to 
and  accompanied  by  communications 
from  Albert  Pigarsch  and  from  Messrs. 
Pease  &  Allen,  attorneys  for  Richard 
Marshall,  present«d  and  referred  to  that 
committee  at  a  meeting  held  March  S, 
189S  (page  SSQ8  of  the  Proceedings)  the 
report  being  accompanied  also  by  official 
communications  In  reference  to  the  same 
from  the  President  of  the  Board   and 


Marshal  of  the  District,  and  recommend- 
ing that  the  President  and  Clerk  of  the 
District  be  autborizedand  directed  to  ex- 
ecute on  behalf  of  tht  District  a  lease  or 
leases  to  Albert  Pigarsob  and  Richard 
Harsball  or  such  peieon  or  persons  as 
may  desire  to  rent  the  lands  not  used  by 
the  District  upon  Sections  A,  B,  C  and  D 
at  a  rental  of  not  less  than  |i<.00  per 
acre  per  annum. 

Mr.  Smyth,  seconded  by  Mr.  Wen(«r, 
moved  that  the  report  be  adopted  aad 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
MesBra.  Boldenweck,  Braden,  Jonea, 
Mallette,  Smyth  and  Wenter— six.  Nays 
—none. 


The  following  is 

THB  HBFORT  : 

"CmCAOo,  March  8,  1899. 
To  tke  Honorable,  the  Board  ot  Iruateea 
of  the  Sanitary  Oisirict  of  Chicago: 
Gentlkmbn— Your  Committee  on  Eq- 
gineering  to  whom  was  referred  at  the 
meeting  of  the  Board  of  Trustees  held 
on  March  8,  189S,  (page  6588  of  the  Pro- 
ceedings) the  communications  from  Al- 
bert Pigarsch  and  from  Messrs.  Pease  & 
Allen,  attorneys  for  Richard  Marshall 
with  reference  to  obtaining  rental  privil- 
eges from  the  District  for  lands  owned 
by  it  in  sections  A,  B,  G  and  D,  herewith 
makes  report  that  the  committee  has  re- 
ceived advices  from  the  President  of 
the  Board  of  Trustees  and  the  Marshal  of 
the  District  to  the  end  that  it  is  desirable 
for  the  interests  of  the  District  to  rent 
the  lands  mentioned.  In  hia  report  to 
the  President  of  the  Board  the  Marshal 
of  the  District  having  made  full  investi- 
gation of  the  matter  states  that  the  Dis- 
trict has  no  immediate  use  for  the  lands 
mentioned.  That  as  a  matter  of  expe- 
diency and  protection  to  the  property  of 
the  District  from  probability  of  fires  on 
account  of  the  combustible  material  now- 
growing  thereon,  which  may  become  ig- 
nited by  sparks  from  the  railroads  run- 
ning parallel  therewith,  he  would  advise 
said  lands  be  rented.  That  three  ((3.00) 
dollars  per  acre  per  annum  is  a  fair 
rental  sum  at  which  the  rate  of  rent 
should  be  fixed,  and  that  no  barns  or 
other  structures  be  erected  thereon. 

In  view  of  the  representations  made 
to  the  Committee  by  the  Marshal  of  the 
District  and  the  communication  of  the 
President  of  the  Board  of  Trustess  with 
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nlereoeo  thereto,  joM  Committee  re- 
commenda  that  the  Pr«Bident  and  Clerk 
al  ilw  Diatrict  be  nuthorized  and  di- 
rected to  execute  on  behalf  of  the  EHs- 
trict.  a  lease  or  leases  to  Albert  Pigarsch 
and  Richard  Marshall,  or  to  such  person 
or  persons  as  may  dfflire  to  rent  the 
lands  not  used  hy  the  District  upon  Sec- 
tioDB  A.  B.  C  and  D,  at  a  rental  not  lesa 
than  three  ($3,00)  per  acre  per  annum. 

Attached  hereto  are  (he  oommunica- 
tioot!  above  referred  to  for  fllinf(. 
Reupectfull;  submitted, 
IBlgaed)  TnosiS  A,  Smtth, 

Chairman, 
J.  P,  Mallettb, 
Jos.  C.  Braden, 


Wm.  Boldbnwbck, 

CommiUee  »»  Engineering." 

(4  enclosures.) 

COMMtrjlIC.^TIONS  .IN   ItEPBREHCK  TO  RE- 
LEASE   OP    QOKD    ON    CONTRACT    FOR 
BTTPERSTIiUCTDHR  FOR  C,  U.  A  N.  R.  R. 
BKIDOE  NEAR   EAST  SND   OF  SECTION 
N     ANB      DM      CONTfiACT     FOR       StTB- 
STRL-CTURE      FOH       EBDZIB      AVENUE 
BRIUOE  ON  SECTION  X. 
The   Clerk  presented  commtmications 
from  The  City  Trust,  Safe  Deposit  and 
Surety  Company  of  Philadelpbis,  in  ref- 
erence to  the  release  of  bond  of  Toledo 
Bridge  Company  on  tbeir  contract  tor 
the  supers  true  lure  for  the   C.   M.  &,  N. 
R.  R.  Bridge  near  east  end  of  Section  N 
and  bond  of   ChiiMf;o  Star  Construct- 
ion  Sc   Dredging  Comfany   on  contract 
for      subsirtuclure  of     Eedzie    Avenue 
Bridge  on  Section  N,  vhioh  by  unani- 
moos  txtuaeat  were  rcAarred  to  the  Joint 
Committee   on  Finance  and  Engineer- 


OOICHUNICATION  PROU  ANOU3  A  OINDBLE 
ra  REFSRENCB  TO  PAYMENT  OP  CER- 
TAln  CLAIMS. 

The  Clerk  presented  a  communication 
'rom  Messrs.  Angus  &  Gindele  in  ref- 
renoe  to  the  payment  by  Messrs.  Hal- 
eracm,  Bicharda  Sc  Co..  their  euccesnore 
m  contract  for  Section  E,  of  certain 
'Claims  againet  said  Angus  &  Qindele, 
7hlc))  by  unaulmoDs  consent  was  re- 
erred  to  the  Joint  Committee  on  Ju- 
iiciary  and  Engineering. 


;5—  [i3»- 

ORDER   IN   REPBRENCB  TO  PAYMENT  OF 

CERTAIN  MONEY  TO,  AND  EXEUU- 

TION  OP  AGREEMENT  WITH. 

C-,  R.  I.  &  P.  RY.  CO. 

Mr.   Smyth   presented   and  the  Clei% 

read  the  following 


"Oidered.  That  the  President  and 
Clerk  of  the  District  are  hereby  anthor- 
tzed  to  deposit  with  the  Chicago,  Rock 
Island  Sc  PaciQc  Railway  Company  in 
Chicago  a  sum  of  money  estimated  by 
the  Chief  Engineer  to  be  the  coet  of 
constructing  the  Railroad  Bridge  at 
Joliet,  over  and  upon  which  the  said 
Chicago.  Bock  Island  &  Pacific  Railway 
Company  will  pass  its  trains  across  the 
Main  Channel  of  the  Sanitary  District. 
Said  sum  at  money  to  be  deposited  upon 
condition  that  said  Bailway  Company 
will  construct  said  bridge  in  accordance 
with  the  contract  heretofore  entered  into 
by  and  between  the  Sanitary  District  of 
Chicago  and  said  Railway  Company,  and 
as  liquidated  damages  for  the  use  and 
occupation  of  the  right  of  way  of  said 
Railway  company  by  the  Sanitary  Dis- 
trict of  Cfaic^o;  it  is  farther 

Ordered,  That  the  President  and  Clerk 
of  the  District  be  and  they  are  berehy 
authorized  to  enter  Into  a  Supplemental 
Agreement  or  Contract  with  said  Rail- 
way Company  for  the  purpose  of  carry- 
ing out  the  meaning. and  intent  of  tiiis 
order  and  the  right  to  occupy  said  prop- 
erty." 

Mr.  Mallette,  seconded  by  Mr.  Smyth 
moved  the  adoption  of  ttie  order. 

On  roll  call  on  the  motion  for  the 
adoption  of  the  order  the  vote  stood: 
Yeas^Messrs.  Boldenweck,  Braden, 
Jones,  Mallette,  Smyth  and  Wenter— six. 
Nays— None. 

Upon  this  result  the  President  declared 
the  motion  carried. 

ADJOURNMENT. 

On  motion  of  Mr,  Mallette,  seconded 
by  Mr.  Wenter,  the  Board  then  ad- 
journed. 


^^Si<^. 


ADJODRNUBST. 

On  motion  of  Mr.   Wenter,   seconded   bj'  Mr.    Bradea,    the    Board  then    ad- 
journed. 


\ 


PROCEEDINGS 


Board    of  Trustees 


Sanitary  District  of  Chicago. 


M5RCH  22.  1899. 


OFFICIAL    RECORD 

PuiUiktd  bv  aiMorUi  of  the  Board  qf  Truttta  of 
Ou  Sanitary  Dtitriet  of  CMeaoo. 


EEOULAB  MEETING. 


the  SaDilary  Dislrjci  of  Chicago  waa 
held  in  the  rooms  of  the  Bfiaril,  S<?cUTit; 
Bailding.  WedneHdsy,  March  22,  189K, 
M  3  o'clocb.  P.  U. 

On  roll- colt  Messra.  Bold  en  neck, 
Braiien,  Mallette,  Smyth  and  Wenter— 
five  members,   were  pre8eiii;Mr.  Jones 

ri'ring  subacqiienU;. 

PreaideDl  Boldenweck  then  called  the 

Ml  A  to  order. 

MINUTES. 

The    minutes    of  the  regular  meeting 

Hd  March  S,   ISufl,   were   npproved  aa 

inted.  on  motion  of  Mr.  Wenur,  sec- 

id«d  bj  Mr.   Hailette. 


I  Bol dec  week  presented  and 


the  Clerk  read  a  message  transmitting, 
for  printing  and  fUing,  letters  from  the 
Secretary  of  War  in  reference  to  per- 
mits for  the  construction  of  coSer-oam 
at  Adams  street,  for  the  construction  of 
temporary  and  permanent  bridge  for  the 
Chicago  Terminal  Transfer  Railroad  Co. 
and  the  conatructioD  of  permanent 
bridge  at  Taylor  street,  which  by  unan- 
imous consent  was  ordered  received, 
printed  and  placed  on  file. 

The  follevlne  l> 

TEB  HESSAaS : 
"CaiCAOO,  March  23, 1809. 


Ubntlkhbn:— I  transmit  herewith  to 
your  Honorable  Body,  for  printing  iit 
the  proceedings  and  filing,  letters  en- 
closing permits  granted  by  the  Eon.  R. 
A.  Alger,  Secretary  of  War,  for  the 
construction  of  coffer  dam  at  Adams 
street,  for  the  construction  of  temporary 
and  permanent  bridge  for  the  Chicago 
Terminal  Transfer    Railroad   Company, 


ADJOCRKMBNT. 


■■"i'  '"L".^ 


PROCEEDINGS 

Board    of  Trustees 


Sanitary  District  of  Chicago. 


MfiRCH  22.  1899. 


OFFICIAL   RECORD 

nauittd  by  avlhorltv  ef  tht  BoOKltf  TnuUmoi 
t/u  SanUary  DUCrlet  of  tMatoe. 

REGULAR  MEBTINQ. 
four  handred  and  t 
ir  meeting  of  the  Board 
the   Sanitarj    UiaCrict  of  Chica^   wag 
held  JD  the  rooms  oF  the  Board,  Security 
BuildiDK.    Wednetidn;,  March   23,  189U, 
M  3  o'clftck,  P.  M. 

On  roll-cati  Messra.  Boldenneck, 
Brarten,  MallettP,  Smjtti  and  Wenter— 
five  DiemberH.  werp  presentj  Mr.  Jonea 
riling  Bub»pqu(?ntly. 
Preijid^Qt  BoldeDwect  then  called  the 
ard  to  order. 

MINUTES. 
Th?    Tninutea    of  the  regular  meeting 
Id  March  8,  18ii9,   were   approved  as 
^nt«d,  on  motion  of  Jlr.  Wenter,  see- 
ded by  Mr.  Mairetie. 

ESSAOE  IS  RSPBRENCB  TO  PERHIT8  FOB 

CEblTAlN  CONSTRUCTION  WORK. 
'^TKeidt'nt  Boldenweck  presented  and 


the  Clerk  read  a  measage  transmitting, 
for  printing  and  filing,  lett«re  from  the 
Secretary  of  War  in  reference  to  per- 
mits for  the  construction  of  coffer-dam 
at  Adams  street,  for  the  construction  of 
temporary  and  permanent  bridge  for  the 
Chicago  Terminal  Transfer  Railroad  Co. 
and  the  construction  of  permanent 
bridge  at  Taylor  street,  which  by  unan- 
imous consent  was  ordered  received, 
printed  and  placed  on  flle. 

The  tolls wInE  Is 

THEUB8SAQE; 
"Chioaqo,  Hirch  33,  1899, 
To  the  Ifonorable    t/it  Board  oj  Truateet   of 
t/ie  lianUary  Diatrict  of  Chicago: 
Gbntlkken:— I  transmit  herewith   to 
your   Honorable   Body,  for   printing   in 
the    proceedings  and   filing,  letters  en- 
closing permits   granted  bythe  Hon.  R. 
A.    Alger,    Secretary  of    War,   for   the 
construction   of  coffer  dam    at   Adams 
street,  tor  the  construction  of  temporary 
and  permanent  bridge  for  the  Chicago 
Terminal  Transfer    Railroad   Company, 


March  18, 1699. 

To  the  Honorable  l/ii  Board  of  Tntstett  of  the 

Sanitary  Ditlrict  of  Chicago: 

Gentlhjcbk— Your  Committee  on  Fi- 
nance desirea  herewith  to  make  report 
that  the  committee  has  had  before  it  for 
coneideration  the  communication  from 
the  attorney  of  the  District  with  refer- 
ence to  &  Htatement  rendered  by  the  Chi- 
cago, Madiaon  &  Northern  Railroad 
Company  to  the  District  lor  one  hundred 
and  forty-four  and  ninety  six  hundredtiia 
($144.&S)  dollars,  alleged  to  have  been 
paid  by  Daid  company  for  an  easement 
over  a  tract  of  land  described  more  fully 
in  said  communication.  That  in  the 
opinion  of  the  attorney  the  amount 
charged  by  said  company  actually  falU 
within  the  provisioDB  of  a  contract  ex- 
iBtlng  between  said  Chicago,  Madison  & 
Northern  Railroad  Company  and  the 
District,  approved  June  23,  1897,  at  a 
meeting  of  the  Board  of  Trustees  (page 
4089  of  the  Proceedings),  whereby  the 
District  agrees  under  section  1  of  article 
3  of  said  contract  to  pay  for  "everything 
incident  to  or  necessitated  by  the  said 
change  of  right  of  way,  alignment, 
grade  or  conetruction,  maintenance  and 
operation  of  its  Main  Channel."  And 
also  that  it  will  "make  and  pay  for  all 
changes  in  the  right  of  way,  alignment 
and  grade  of  the  railroad  company" 
' )  necessary  bv  reason  of  the  con- 
""n  of  raid  Channel. 

In  view  of  the  facts  submitted  the  com- 
mittee deems  it  advisable  that  the  ac- 
countrendered  should  be  paid. 

The  committee,  therefore,  recommends 
tbat  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  make 
payment  in  the  sum  of  one  hundred 
forty- four  and  ninety-six  hundredths 
($144.96)  dollars  on  behalt  of  the  Uistrict 
to  said  railroad  company  when  proper 
evidences  of  the  payment  of  aaid  sum 
by  said  company  shall  have  l>een  furn- 
ished to  the  District,  and  when  said 
company  shall  have  executed  a  proper 
receipt  therefor.    . 

Respectfully  submitted, 
i)  Z.  R.  Carter, 

Chairman. 
Frank  Wenter, 

ALBX.  J.  JON£S, 
Commiilee  on  Finance." 
r  encIo«ure«.) 


{Signi 


Mr.  Wenter,  on  behalf  of  the  Joint 
Committee  on  Finance  and  Engineering, 
presented  a  report  with  reference  to  and 
accompanied  by  comniunication  from 
Messrs,  Christiei)£Lr.)we,  contractors  for 
Sections  I  and  £,  requesting  the  release 
of  their  bonds  on  con  tracts  for  said  Sec- 
tions, the  same  having  been  presented 
and  referred  to  thai  committee  at  the 
meeting  held  February  15,  I89S  (|iage 
S4 73  of  the  Proceedings),  the  report  be- 
ing also  accompanied  by  a  report  from 
the  Attorney  of  the  District  to  the 
committee  and  form  of  affidavit 
in  reference  to  name,  and  reootu- 
mending  that  the  bond  for  Section  I  be 
released  upon  the  filing  of  an  affidavit  in 
the  form  attached ;  and  also  recommend- 
ing that  the  bond  on  Section  K  be  not 
released,  it  being  the  judgment  "if  the 
Committee  that  it  slioutd  be  held  until 
the  work  on  SMd  sectiun  is  completed. 

Mr.  Wenter,  seconded  by  Mr.  Smyth, 
moved  that  the  report  be  ado|)ted  and 
the  recommendatioDB  contained  therein 
concurred  in. 

On  roll'Call  the  vote  stood:  Teas — 
Messrs,  Boldenweck,  lir^dpn,  Jones,  Mol- 
lette,  Smyth  and  Wenter — sis.     Nays — 


"Chioaoo,  March  23,  18S9. 

To  the  Hojiorable,  the  Board  of  Trmteea 
of  Vie  Banitani  District  of  Chicago: 

Gbntlembn— Your  Joint  Committee 
on  Finance  and  Engineering  havp  had 
under  consideration  the  application  of 
Messrs.  Ohristte  &  Lowe  for  the  release 
of  their  bonds  on  Sections  I  and  K,  and, 
after  due  investigation  of  the  niatter. 
would  reepectfully  recommend  to  youi 
Honorable  Body  that  the  t>ond  for  Sec- 
tion I  be  released  upon  an  aflidiivit  being 
filed  with  the  Clerk  of  thp  District  in  the 
form  hereto  attached.  Your  committee 
would  also  respectfully  recommend  that 
the  bond  on  Section  K  be  not  released, 
because  the  work  on  said  section  has  not 
yet  been   completed,  and  in  om:  jadg. 


March  28J 


5591— 


[1899 


ment  it  is  advisable  that  said  bond  be  I 
held  until  said  work  is  completed. 

Respectfully  submitted, 

(Signed)  Z.  R.  Garter. 

Chairman. 

Thomas  A.  Smyth, 
Frank  Wentkr, 
Albx.  J.  Jones, 
Wm.  Boldenweck. 

Joint  Committee  on  Finance  and  Engineenng.*^ 
(Three  enclosures.) 


rbport  in  reference  to  purchase  op 
certain  lands  from  c.  r.  i.  &  p.  ry. 

CO. 

On  behalf  of  the  Joint  Committee  on 
Finance  and  Engineering,  Mr.  Wenter 
presented  and  the  Clerk  read  a  report 
from  that  committee,  setting  forth  that 
it  has  reached  an  agreement  for  the  pur- 
chase of  certain  lands  from  the  Chicago, 
Bock  Island  &  Pacific  Railway  Co.,  and 
in  accordance  with  such  agreement  a 
attpulation  has  been  entered  into  be- 
tween the  District  and  the  railway  com- 
pany, whereby  it  is  agreed  that  a  decree 
oe  entered  in  the  case  entitled  Sanitary 
District  of  Chicago  vs.  Lina  E.  Barstow, 
G.  R.  I.  A;  P.  Ry.  Co.  et  al.,  for  the  pay- 
ment of  9^*254.54  for  the  taking  of  the 
lands  and  premises  as  described,  the  re- 
port recommending  that  the  Clerk  of 
the  District  be  authorized  and  directed  to 
pa^  on  the  voucher  of  the  attorney  the 
said  amount  in  full  satisfaction  of  the 
said  judgment  and  decree  for  the  lands 
described. 

Mr.  Wenter,  seconjded  by  Mr.  Smyth, 
movcMl  that  the  report  be  adopted  and 
the  recommendation  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Teas^ 
Ueasrs.  Boldenweck,  Braden,  Jones, 
Hallette,  Smyth  and  Wenter-— six.  Nays 
— none 

Upon   this  result   the  President  de- 
ued  the  motion  carried. 

The  following  is 

THE   REPORT. 

"CmcAQO,  March  8, 1899. 

» the  EonordbU^  ih£  Board  of  Trustees  of  the 
SoatHary  District  of  Chicago : 

Skstlkmen— The  Joint  Committee  on 
nance  and  Engineering  has  reached  an 
reement  for  the  purchase  of  certain 


lands  necessary  for  the  corporate  pur- 
poses of  thd  District,  from  the  Chicago, 
Rock  Island  &  Pacific  Railway  Company, 
and  respectfully  reports  that  in  accord- 
ance with  such  agreement  a  stipulation 
has  been  entered  into  between  the  Dis- 
trict and  the  railroad  company  whereby 
it  is  agreed  that  a  decree  be  entered  in 
the  Circuit  Court  of  Will  County,  in  the 
case  entitled  Scmitary  District  of  Chicago 
versus  Lina  E.  Barstow,  Chicago,  Rock 
Island  &  Pacific  Railway  Company  et  al., 
being  Case  No.  16,821,  in  said  County,  for 
tiie  sum  of  Twelve  hundred  Fifty-four 
and  Fifty-four  Hundredths  (|1,254.54> 
dollars,  to  be  paid  said  Chicago,  Rock  Is- 
land &  Pacific  Railway  Company  for  the 
taking  of  the  lands  and  premises  herein- 
after described. 

Your  Committee,  therefore,  recom- 
mends that  the  Clerk  of  the  District  be 
and  he  is  hereby  authorized  and  directed 
to  pay,  on  the  voucher  of  the  Attorn^« 
to  said  Chicago,  Rock  Island  and  Pacific 
Railway  Company,  in  full  payment  and 
in  full  satisfaction  of  the  said  judgment 
and  decree  in  said  case,  the  sum  of 
twelve  hundred  fifty-four  and  fifty-four 
hundredths  (|  1,254. 64)  dollars,  for  the 
following  described  land,  to-wit: 

The  east  one-third  (i)  of  Lot  five  (5), 
Block  eighteen  (18)  School  Section  Ad- 
dion  to  Joliet. 

All  that  part  of  the  east  one-half  04) 
of  Lot  two  (2),  Block  twenty-five  (25), 
School  Section  Addition  to  Joliet,  lying 
north  and  west  of  a  line  fifty  (50)  feet 
distant  from,  measured  at  right  angles, 
and  parallel  to,  the  center  line  of  the 
right  of  way  of  the  Chicago,  Rock  Island 
and  Pacific  Railway. 

Also  all  that  part  of  Lot  three  (8), 
Block  twenty-five  (25),  School  Section 
Addition  to  Joliet,  lying  north  and  west 
of  a  line  fifty  (50)  feet  distant  from, 
measured  at  right  angles,  and  parallel 
to,  the  center  line  of  the  right  of  way  of 
the  Chicago,  Rock  Island  and  Pacific 
Railway. 

Also  all  that  part  of  the  east  one-half 
04)  of  Lot  five  (5),  Block  twenty-six  (26), 
School  Section  Addition  to  Joliet,  lying 
north  and  west  of  a  line  fifty  (50)  feet 
distant  from,  measured  at  right  angles, 
and  parallel  to,  the  center  line  of  the 
right  of  way  of  the  Chicago,  Rock 
Island  and  Pacific  Railway. 

Also  all  that  part  of  Lot  eight  (8), 
Block  twenty- six  (26),  School  Section 
Addition  to  Joliet.  lying  north  and  west 
of  a  line  fifty  (50)  feet  distant  from, 
measured    at    right    angles,   and   par- 


March  33,1  5. 

allel  to,  the  center  line  of  the  right  of 
way  of  the  Chicago,  Rock,  Island  and 
Pacific  Railway. 

Also  all  that  part  of  Lot  six  (6),  Block 
twenty-flve  (35).  School  Sectioa  Addi- 
tion to  Joliet,  lyinK  aouth  and  east  of  a 
line  lying  fifty  (SO)  feet  distant  from, 
measured  at  right  angles,  and  parallel  to, 
the  center  line  of  the  right  of  way  of  the 
Chicago,  Rook  Island  and  Pacific  Rail- 

Tbe  above  described  property  is  situate 
in  the  City  of  Joliet,  County  of  Will  and 
State  of  Illinois. 

Respectfully  eubmltted, 

Z.   R.   ClRTEB, 

Ctalrman, 
THOMiS  A.  Smtth, 
FBiSK  WbNTBB, 
J.   p.   MxULBTTB, 

J.  C.  Bhaden, 
Wm.  Boldenweck, 
Alex.  J.  Jones, 
Joiul  Committee  on  Finance  and  Engineering." 

(Accompanied  by  plat.) 


Mr.  Uallette,  Chairman  of  the  Com- 
Tuittee  on  Judiciary,  presented  an  order 
directing  the  Clerk  of  the  DIstHct  to 
draw  a  warrant  on  the  Treasurer,  pay- 
able to  the  order  of  the  Attorney,  ia  the 
sum  of  $2,000,  to  be  held  as  an  emei^ 
gency  fund  and  subject  to  the  check  of 
the  Attorney  only,  the  order  being  also 
accompanied  by  a  report  from  the  Attor- 


ney to  the  committee  in  reference  t< 
same,  and  the  order  and  accompanying 
report  were  read. 

Mr.  Hallette,  seconded  by  Mr.  Jones, 
moved  that  the  report  of  the  Attorney 
be  received  and  th«  order  passed. 

On  roU'Call,  the  vote  stood;  Yeas — 
Hessre.  Boldenweck.  Braden,  Jones,  Ual- 
lelte,  Smylb  and  Wenter— six.     I4ays— 


The  following  la 

"Ordtni.  That  the  Clerk  of  the  Dis- 
trict be  and  be  la  hereby  authorized  and 
directed  to  draw  a  warrant  on  the 
Treasurer,  payable  to  tlie  order  of  the 
Attorney,  in  the  sum  of  two  thousand 
($2,000.00)  doUars,  and  deliver  the  same 
to  said  Attorney,  to  be  held  by  him  aa 
an  emergency  fund,  payable  upon  bis 
check  only,  from  time  to  time,  tm  may 
seem  advisable  and  tho  needs  of  the  Dia- 
tricl  may  require,  B.nd  to  be  charged  to 
the  account  of  Charles  G.  Gilbert,  Attor- 
ney; any  other  order  iu  conflict  herewith 
Iwing  hereby  repeaJed." 

ADJOtraMMENT. 


^ 


^;^&-^ 


PROCEBDINGS 


Board  of  Trustees 


Sanitary  District  of  Chicago. 


MfiRCH  29,  1899. 


OFFICIAL    RECORD. 

PublMtil  by  autlfrllu  "f  the  Bonril  of  Trvttea 
of  iht  SaiMani DUlricl of  Chlcauv. 

REGULAR  MEETING. 

The  Tour  hundred  and  thirly-aecond 
regular  meetiiig  of  the  Board  of  Trustws 
5(  UieSsDitar;  Digtrict  of  Chicago  was 
field  in  the  roomi  of  the  Board,  Security 
Building.  Wednesday,  March  20,  1899, 
»'^o'clockP.  Ji, 

'&  roll-call  MeaarB.  Balden  week,  Bra- 


MINUTES. 

The  minutes  ol  the  regular  meeting 
held  March  15,  the  adjourned  msbiou  of 
the  same  held  M-irch  17,  and  of  the  reg- 
ular meeting  held  March  32,  1599,  were 
Approved  as  printed,  on  motion  of  Mr. 
Kelly,  seconded  by  Mr.  Braden. 


'VOUCH  EH3. 
anted  the  following  vouchers  : 


pts*. 


■,:*^ 


'1. 


WW  ■■«■  V'^r  ■ 

'iurcb  29,J  _569 

Bn^ineeHng:  Department  (Diyisl^n  of  Draughting  and  Designing  roil, 

March,  1899) $  1,771  50 

Engineering  Department  (DiTision  of  Records  roll,  March,  1899) 683  00 

$  8,886  90 

Clerical  Department  (Clerk's  roll,  March,  1899) 1,038  83 

Law  Department  (Attorney's  roll,  March,  1899) $  1,433  33 

Ii»w  Department  (JoUet  roll,  March,  1899) 458  34 

1 1,891  67 

Treasury  Department  (Treasurer's  roll,  March,  1899) 166  66 

General  Account  (General  roll,  March,  1899) $     210  00 

iJeneral  Account  (Trustees'  roll,  March,  1899) 2,383  33 

2,543  33 

Police  Department  (Marshal's  roll,  March,  1899) 2,470  72 

Maintenance  Account  (Pumping  Plant  roll) 585  00 

Total .  $17,077  61 

LAW  DBPARTMEST. 

John  S.  Runnells  (services,  General  Counsel,  March,  1899) 416  66 

CONSTRUCTION    ACCOUNT. 

The  Kelly -Atkinson  Construction  Company  (C,  M.  &  N.,  Kedzle  Av- 
enue Bridge) 228  26 

The  Kelly-Atkinson  Construction  Company  (C,  M.  &  N.,  Kedzle  Av- 
enue Bridge) 325  00 

The  Kelly- Atkinson  Construction  Company  (C,  M.  &  N.,  Kedzle  Av- 
enue Bridge) 500  00 

Illinois  Central  Railroad  Company  (Pan  Handle  Temporary  Bridge) . . .     6,000  00 

8cherzer  Rolling  Lift  Bridge  Company  (Final  payment  bridge  designs)   12,666  67 

19,719  92 

Grand  total $37,214  19 

*  To  be  paid  by  warrants,  with  interest  coupons  attached,  drawn  against  the  Tax  Levy  for  1809. 
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Mr.  Kelly,  seconded  by  Mr.  Wenter 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Jones, 
Kelly,  Mallette,  Smyth  and  Wenter— 
eeven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.  1097,  Clerical  Department  (sta- 
tionery)  $24.00 

Mr.  Kelly,  seconded  by  Mr.  Mallette, 
moved  that  jthe  requisition  No.  1097,  as 
read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.    Boldenweck^     Braden,    Jones, 


Kelly,  Mallette,  Smyth  and  Wenter — 
seven.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

WEBKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
Disiiict  for  the  week  ending  March 
2o,  1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  fiie. 

The  following  is 

THE  report: 

''Chioaoo,  fifarch  29,  1899. 

lo  the  Honorable  the  Board  of  Trusieee 
of  the  /Sanitary  District  of  Chicago: 

Gentleubn— I  beg  leave  to  report  here« 
with  the  number  of  persons  in  the  ein< 
ploy  of  the  District  for  the  week  ending 
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March  25,  1^99.   ae  the  same  have  been 
reported  to  me: 

EuKiDnring  department 78 

Uai  n  ten  ance  account ....  8 

Clerical  department 5 

Law  (iepnrlment 8 

Treasury  deparlment 1 

Police  depart nienl 29 

Telephone  operator. 1 

Total  employes 130 

Respectfully  Bubmitted, 
(Signed)  Joskpu  F.  Haas. 

CUri." 

REDUPTIOS  OP  BOND  OS  CONTRACT  FOR 
SUl'ERSTRUCTirnE  FOR  I.'..  M,  A  N.  R.  R- 
BRIDliE  NEAR  EAST  END  OFSECTIONN. 
On  behalf  of  the  Joint  Committee  on 
Finance  and  Engineering  Mr.  Wenter 
preaenied  and  the  Clerk  read  a  report 
from  that  committee  with  n-ference  to 
and  accompanied  by  a  communication  in 
rpRard  to  the  releawe  of  the  bond  of  the 
Toledo  Bridge  Company  on  their  contract 
for  the  supertitrticture  of  the  C.  M.  &  N. 
B.  R.  bridge  near  eaet  end  of  Section  N, 
the  t>ame  liavinii;  been  presented  and  re- 
ferred to  that  Committee  at  the  meeting 
held  Uarch  22,  l»99  (page  SB85  of  the 
Proceedinge)  the  report  recooimending 
that  the  surety  on  the  original  bond  in 
the  sum  of  t'JO.OOO  be  released,  (the  con- 
tractoni,  however,  to  remain  liable  there- 
e  execution  ofanew  bond  in 
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.)upon 

uof  the  original  bond 
13,000  with  surety  thereon  eatiefaotor]' 
to  and  approved  by  the  Board . 

Mr  Wenter.  seconded  by  Mr.  Smyth, 
moved  that  the  report  be  adopts  and 
the  recomineudations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood;  Yeaa — 
HemrH.  Boldenwech,  Brad  en,  Jones, 
KeUy.  Mallette.  Smyth  and  Wenter— 
wven.     Nays — none 

Upon  this  result  the  President  declared 
the  motion  carried. 
The  following  is 

TUB  REPORT  : 
"ChicaQO,  March  38,  1899. 
>  tht   Honorable,  the  Board  n/  Trvttn  of 
*r  SanUary  Dittritt  of  Vhicago: 
jE!rn,CMES  —  Tour  Joint   Committee 
Finance  and  Engineering,  to  whom 
as  referred  at  the  meeting  of  the  Board 
*  Truaieea   held  March  33.  1699,  (page 
85  of  itie   Proceeding)!)  the  Bommuni- 
ion  from  ibe  Toledo  Bridge  Company, 
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contractors  for  the  erection  of  the  super- 
structure of  the  Chicago,  Madison  dt 
Northern  Railroad  Bridge  on  contract; 
Section  N  of  the  Main  Channel,  request* 
Ing  a  reduction  of  their  bond  upon  said 
contract,  herewith  makes  report  that  the 
Committee  baa  coneidered  the  requeeb 
contained  in  said  communication  and  is 
of  the  opinion  that  the  request  of  said 
contractors,  in  view  of  the  advanced 
stage  of  the  work  done  under  said  con- 
tract, should  be  granted.  The  original 
bond  accompanying  the  contract  of 
said  company,  with  the  District,  dated 
November  28,  1897,  was  executed  in  th» 
penalsum  of  twenty  thousandlt 30, 000.00) 
dollars.  The  Committee  is  of  the  opin- 
ion thai  said  bond  should  be  rednced 
and  that  a  bond  in  the  sum  of  two  thou- 
sand ft3,0OO.OD)  dollars  would  be  suffi- 
cient to  protect  the  interests  of  the  Dis- 
trict from  any  liability  arising  or  grow- 
ing out  of  the  granting  of  said  contract 
to  said  Toledo  Bridge  Company. 

Tour  Committee,  therefore,  recom- 
mends that  the  surety  on  the  bond  of 
said  Toledo  Bridge  Company,  on  tile 
with  the  contract  in  the  ofHce  of  the 
Clerk  of  the  District,  be  released  from 
further  liability  thereon  (the  contractors, 
however,  to  remain  liable  thereon),  upon 
the  execution  of  a  new  t>ond  in  lieu  of 
said  original  l>ond  in  the  sum  of  two 
thousand  (13,000.00)  dollars  with  surety 
thereon  satisfactory  to  and  approved  by 
the  Board  of  Trustees  of  the  Dbtrict. 

Respectfullysuhmilteed, 
(Signed)  Fkamk  Wenter. 

TnOMiB   A.    SUITD, 

3.  P.  Mallbttb, 
Jos.  C.  BniSDBS, 

At-BK.    J.  JoNE3, 
Wm,   Bot-DBSWeCK. 
lotnt   fommtllK  on  Fiitanee  and  E»glH(tting, 


REPORT  IN  REFERENCB  TO  EXCHAXGE  OP 
CERTAIN  LANDS  WITH  CHICAGO,  3ANT A, 
FB  A  CALIFORNIA  RY.  CO. 
Mr.      Smyth,      Chairman,   presented, 
and    the    Clerk   read,    a    report    front 
the      Committee    on  Engineering,    set- 
ting forth     that   the   Attorney    of  tb» 
Dietriot    has    submitted  to    the    com- 
mittee  a  form  of    deed  of    conveyance 
from  the  district  to  the  C.  S.  F.  &  C.  R^. 
Co.  whereby  certain  lands   described   in 
said  deed    are  conveyed  to  s^id  railway 
company  in  accordance  with  the  terms 
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of  the  contract  with  said  com|>any,  ap- 
proved May  29,  •  1896,  the  report  rec- 
ommending that  the  President  and  Clerk 
be  authorized  and  directed  to  execute 
said  deed  of  conveyance  when  said  rail- 
way company  shall  have  executed  on  its 
part  and  delivered  a  deed  of  coveyanca 
of  certain  lands  agreed  to  be  conveyed  by 
it  to  the  district  under  the  terms  of  the 
aforesaid  contract 

Mr.  Smyth,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Jones, 
Kelly,  Mallette,  Smyth  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THB  REPORT : 

^'dHiCAQO,  March  28,  1899. 

To  the  BoTtorable  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago : 

Qentlbmen— Tour  Committeee  on  En- 
gineering desires  herewith  to  make  re- 
port that  the  Attorney  of  the  District  has 
submitted  to  the  Ck>mmittee  a  form  of 
deed  of  conveyance  from  the  District 
to  the  Chicago,  Santa  Fe  &  Cal- 
ifornia Railway  Company,  whereby 
certain  lands  described  in  said  deed 
are  granted  and  conveyed  to  said  rail* 
way  company  in  accordance  with  the 
terms  of  a  contract  heretofore  entered 
into  between  the  District  and  the  Chi- 
cago, Santa  Fe  &  California  Railway 
Company,  approved  by  the  Board  of 
Trustees  on  the  29th  day  of  May,  1896, 
(page  8860  of  the  Proceedings.) 

The  Committee  desires  to  inform  your 
Honorable  Body  that  the  lands  proposed 
to  be  conveyed  by  said  deed  are  given 
in  exchange  for  lands  and  privileges  of 
right  of  way,  etc.,  which  the  District 
shall  acquire  from  said  railway  company 
under  a' deed  of  conveyance  from  said 
railway  company  to  the  District  and 
according  to  the  terms  of  the  contract 
above  mentioned.  That  said  deed  of 
conveyance  has  been  examined  and  ap- 
proved  by  the  Attorney  and  the  Chief 
Engineer  of  the  District. 

The  Committee,  therefore,  recom- 
mends that  the  President  and  Clerk  of 
the  District  be  authorized  and  directed 
to  execute,  on  bahalf  of  the  District,  the 
deed  of  conveyance  of  said  lands  from 
the  District  to  said  Chicago,  Santa  Fe 


and  California  Railway  Company,  when 
said  railway  company  shall  have  exe- 
cuted on  its  part  a  deed  of  oonveyence  of 
certain  lands  agreed  to  be  conveyed  by 
it  to  the  District  under  the  terms  of  the 
aforesaid  contract,  and  shall  have  de- 
livered said  deed  to  the  District  in  proper 
form  and  properly  executed. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth, 

Chairman, 
J.  P.  Mallette, 
Frank  Wbntkb, 
Thomas  Kelly, 
Alex.  J.  Jones, 
Wm.  Boldenweck, 
Committee  on  /engineering.*^ 

RECESS. 

At2;20  P.  M-,  on  motion  of  Mr.  Jones, 
seconded  by  Mr.  Wenter,  the  Board  took 
a  recess  until  8:40  P.  M. 

REPORT  ON  ORDER  IN  REFERENCE  TO  EX- 
AMINATION OF  WATERS  OP  ILLINOIS  A 
MICHIGAN.  CANAL  AND  DESPLAINBS, 
ILLINOIS  AND  MISSISSIPPI  RIVERS,  AND 
AUTHORITY  FOR  EXPENDITURES  FOR 
SAME. 

On  reconvening,  Mr.  Wenter,  Chair- 
man, presented  and  the  Clerk  read  a  re- 
port from  the  Joint  Committee  on  Federal 
Relations  and  Health  and  Public  Order 
in  reference  to  the  order  for  the  exami- 
nation of  the  waters  of  the  Illinois  & 
Michigan  Canal  and  the  Desplaines,  Illi- 
nois and  Mississippi  rivers,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  December  7,  1898  (page  &808  of 
the  Proceedings)  and  also  in  reference  to 
a  communication  from  Dr.  A.  R.  Rey- 
nolds, Commissioner  of  Health  of  the 
City  of  Chicago,  as  director  of  the  in- 
vestigation provided  for  in  said  order, 
the  report  recommending  that  the  order 
be  adopted  and  chat  authority  be  granted 
to  the  Committee  to  incur  such  expenses 
as  it  may  from  time  to  time  deem  neces- 
sary for  the  carrying  on  of  this  investi- 
gation, the  same  to  be  thereafter  reported 
to  the  Board. 

Mr.  Wenter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 


On  roll-call  the  vote  stood: 
Mepsrs.  Boldenweck,  Braden,  Jones, 
K'dUy,  Mallette,  Smyth  and  Wenter — 
seven.    Nays— none. 
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Upon  this  result  the  President  declared 
(he  motion  carried. 

The  following:  is 

THE  REPORT. 

•^Chicaoo,  March  29th,  1899. 

To  The  Honorable,  Tfie  Board  of  Trustees  of 
the  JSanitary  District  of  Chicago: 

Gentlemen — Your  Joint  Committee 
on  Federal  Relations  and  Health  and 
Pablic  Order,  to  whom  was  referred  the 
order  Introduced  in  the  Board  December 
7th,  1898,  page  5808  of  the  proceedings, 
providing  for  proper  investigation,  an- 
alysis, etc.,  of  the  waters  of  the  Illinois 
and  Michigan  canal,  Desplaines,  Illinois 
and  Mississippi  rivers,  beg  leave  to  re- 
port the  same  back  that  the  order  may 
be  adopted. 

Tour  Joint  Committee  further  beg 
leave  to  report  it  has  secured  the  services 
of  Dr.  Arthur  R.  Reynolds,  Commis- 
sioner of  Health  of  the  City  of  Chicago, 
88  director  of  the  investigation  provided 
for  in  said  order,  and  recommends  that 
this  action  of  the  committee  be  approved 
by  your  Honorable  Body, 

Tour  committee  further  beg  leave  to 
communicate  herewith  the  communica- 
tion of  the  director  on  the  subject  of  this 
investigation,  together  with  his  sugges- 
tions and  estimates  as  to  certain  ex- 
penditures; and  we  recommend  that 
authority  be  granted  by  your  Honorable 
Body  to  this  Joint  Committee  on  Federal 
Belations  and  Health  and  Public  Order 
to  incur  such  expenses  as  it  may  from 
time  to  time  in  its  discretion  deem  neces- 
sary for  the  carrying  on  of  this  investi- 
gation; said  expenditures  to  be  thereafter 
reported  to  your  Honorable  Body. 

Respectfully  submitted, 

Frank  wenter, 

Chairman, 

Thomas  A.  Smyth, 

J.  P.  Mallbtte, 

Thomas  Kelly, 

Alex.  J.  Jones, 

'fU  Committee  on   Federal    EelatUms  and 
Tealth  and  Public  Order.'' 

Two  enclosures.) 


rhe  following  is 

THE   ORDER: 

^Wbkbkas,  There  exists  in  the  minds 

nuiny  an  idea,  amounting  in  some 

ses  to  a  conviction,  that  the  discharge 


from  the  Channel  being  constructed  by 
this  District,  when  the  same  shall  have 
been  completed  and  the  water  caused  to 
flow  therein  as  provided  by  law,  will  be 
harmful  to  the  health  of  the  dwellers 
along  the  Illinois  and  Mississippi  Rivers, 
by  reason  of  its  polluting  the  waters  of 
those  streams;  and 

Whereas,  It  is  the  belief  of  this  Board, 
based  upon  the  best  information  hereto- 
fore attainable,  that  these  fears  are 
groundless;  and 

Whereas,  Fuller  investigation  by  the 
highest  scientific  authorities  will,  in  our 
belief,  tend  to  remove  the  apprehensions 
of  honest  people  and  deprive  the  factions 
of  tenable  grounds  for  agreement;  there- 
fore be  it,  and  it  is  hereby 

Ordered,  That  the  services  of  persons 
skilled  in  chemistry,  microscopy  and 
bacteriological  analysis  be  secured,  and 
that  a  thorough  investigation  of  the 
waters  found  in  the  Illinois  and  Michi- 
gan Canal,  the  Desplaines  and  Illinois 
Rivers  and  of  the  Mississippi  River,  be- 
tween the  mouth  of  the  Illinois  River 
and  Missouri  River,  for  the  purpose  of 
determining  the  foreign  substances  and 
the  character  and  number  of  bacteria 
carried  in  these  waters.  Investigations 
to  be  made  during  the  winter  season  and 
during  the  hot  weather  of  1899,  and 
similar  investigations  to  be  made  after 
the  opening  of  the  Sanitary  Channel. 

The  employment  of  experts  for  this 
work,  and  all  matters  relating  to  it,  to  t>e 
under  the  direction  of  the  Joint  Com- 
mittee on  Federal  Relations  and  Health 
and  Public  Order." 


REPORT  ON  BIDS  FOR  SUB  AND  SUPER- 
STRUCTURE OF  TWO  BRIDGES  CROSS- 
ING THE  DESPLAINES  RIVER  ON  LINE 
OP  JEFFERSON  AND  CASS  STREETS  IN 
THE  CITY  OF  JOLIET.  AND  RETURN  OP 
CERTAIN  CHECKS. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to 
the  bids  **for  the  sub  and  superstructure 
of  two  bridges  croHbing  the  Desplaines 
river  on  line  of  Jefferson  and  Caes  streets 
in  the  City  of  Joliet,*'  presented  and  re- 
ferred to  that  committee  at  the  meeting 
held  March  17,  1899  (page  b576  of  the 
proceedings),  the  report  being  accom- 
panied by  tabulation  of  said  bids,  and 
recommending  that  the  contract  for  the 
sub  and  superstructure  of  each  of  said 
bridges  be  let  to  the  J.  G.  Wagner  Com- 
pany of  Milwaukee,  Wisconsm,  at  the 
prices  set  forth  in  the  report,  and  that  the 
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President  aDd  Clerk  ot  the  District  be  t 
thorized  and  directed  t 
said  contraciB,  in  form  provided, 
wiien  a  bood  sball  have  been  ex- 
ecuted bf  Bald  J.  O.  WsKDer 
Co.  under  oonditionB  and  stipula- 
tioDBss  set  forth  in  the  report;  the  report 
further  recommeDding  tfaat  a  ctauae 
be  added  to  each  of  said  contracts 
providing  for  tiie  forfeiture  ot  fBO  per 
day  by  said  contractors  for  failure  to 
complete  said  oontrectB  within  the  time 
speciSed.and  also  recommending  that 
tbe  Clerk  of  the  Diatrict  be  directed  to 
return  the  checka  Bubmitted  on  behalf 
of  the  other  bidders  when  eaid  contracts 
hav«  been  ext;cuted  and  approved  bonds 
filed,  except,  however,  the  check  of  the 
Toledo  Bridge  Company,  for  one  thou- 
sand dollars.  which  tbe  commit- 
tee recommendB  be  held  subject  to 
tbe  action  of  the  Board,  the  report  also 
setting  forth  in  regard  to  a  request  of 
the  Toledo  Bridge  Company  that  the 
committee  is  of  the  opinion  the  same 
cannot  be  legally  granted,  the  opinion  of 
the  Attorney  in  reference  to  the  matter 
being  attached  to  the  report. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  tbe  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
MesBrs.  Boidenweck.  Braden.  Kelly, 
Mallette,  Smyth  and  Wenter— six.  Nays 
— none.  Excused  and  not  voting—Mr, 
Jones — one. 


In  the  same  connection  the  Fresident 
presented  a  communication  from  the 
Toledo  Bridge  Company  asking  that  the 
check  of  91,000  deposited  by  the  said 
company  with  their  bid  for  the  construc- 
tion of  Cass  Street  Bridge  be  returned  to 
aaid  company  and  in  consideration  of 
the  return  of  said  check  the  Toledo 
Bridge  Company  thereby  waives  and 
releasee  all  claims  of  any  character  what- 
soever on  account  of  the  action  of  the 
Board  in  reference  to  their  bids  hereto- 
fore submitted  for  the  construction  of 
the  Cass  and  Jefferson  Street  Bridges. 

Mr.  Kelly,  seconded  by  Mr.  Jones, 
moved  that  the  request  of  the  Toledo 
Bridge  Company  be  granted  and  that 
the  check  be  returned  in  coneideiation 
of  the  terms,  conditions  and  waiver  of 
the  request. 

On  roll-call  the  vote  stood  :  Teas — 
U«B8ra.    Boidenweck,    Braden,    Jones, 


Kelly,  Mallette  and  Wenter — six.    Naya 


The  following  is 

TBK  HEPORT 

Chioauo,  March  39,  1890. 

To  Ihe  HoHOTabh  the  Board  of  Tmtleei  of  ths 
Sanitary  Dittrict  of  Chicago: 

Gentlemen:— Your  Committee  on  En- 
gineering having  had  under  considera- 
tion the  matter  of  bids  for  the  eubetruo- 
ture  superstructure  and  auxiliary  work 
for  tbe  Cass  Street  Bridge  across  the  Dea- 
plainea  River  in  the  City  of  Joliet,  III,, 
and  for  tbe  substructure,  auperetructura 
and  auxiliary  work  for  the  Jefferson 
Street  Bridge  across  the  Desplainee  River 
in  the  City  of  Joliet,  III.,  heretofore 
opened  and  tabulated  at  the  meeting  of 
the  Board  held  Uarch  17,  189S,  and  which 
were  referred  to  your  Committee  on.  that 
dale,  herewith  makes  report  that  it  haa 
carefully  examined  and  considered  each 
of  tbe  several  'bide  submitted  upon  tha 
work  mentioned  aa  heretofore  advertised 
and  tabulated,  and  finds  that  the  lowest 
bidder  upon  each  section  of  the  work  as 
above  mentioned  is  as  follows,  Teapeo> 
lively: 

For  the  subatrticture,  saperetructure 
and  auxiliary  work  tor  the  Oaaa  Str«et 
Bridge  across  the  Deaplaines  River  in  the 
Cily  of  Joliet,  III,,  the  lowest  bidder  is 
the  J.  G.  Wagner  Company,  Milwaukee, 
Wis.  Tbe  lowest  bid  received  upon  this 
section  of  the  work  was  submitted  by 
the  Toledo  Bridge  Company  ot  Toledo, 
Ohio.  Subsequent  to  submitting  their 
bid  they  informed  your  Committee  that 
they  would  not  accept  the  contract  for 
the  work  aa  specified  at  the  fignre  desig- 
nated in  their  bid.  Tbe  next  lowest 
responsible  bidder  is  the  one  hereinaboTe 
mentioned. 

For  substructure,  superstructure  and 
auxiliary  work  tor  tbe  Jefferson  Street 
Bridge  across  the  Deaplaines  River  ia  the 
City  of  Joliet,  III.,  tbe  low:est  bidder  is 
tbe  J.  G,  Wagner  Company  ot  HUwau 
kee.  Wis. 

Your  committee  reports  that  each  of 
said  lowest  bidders  ia,  in  its  opinion, 
responsible,  and  thernfore  reoommendi 
that  the  contracts  for  tbe  execution  ol 
said  work  as  hereinabove  mentioned,  ir 
the  manner  designated  in  tbe  advertbe- 
mect,  plane  and  specifications  heretofore 


;,  be  let  to  the  parties  deeig 


tba  order  bereinaf  ter  mentioned  and  at 
tiieprioea  hereinaf Mr  stated,  to-wit: 

Tba  contract  for  the  aubatiucture, 
(aperatmotnre  and  auxiliarf  work  for 
the  Case  Street  Bridge  scroM  the  Dee- 
plainea  Hirer  in  the  Citj  of  Joliet,  III,, 
Cot)Je  J.  O.  Wagner  Company,  ol  Uil- 
mnkee.  Wis.,  at  the  followinf;  prices: 

For  the  superBtmcture,  twenty-nine 
thousand  nine  hundred  and  seventj-eix 
(t39,0Te.DO)  dollars  lump  sum. 

For  the  aubetmcture,  the  nnit  prices 
nunad  in  their  bid. 

The  contract  for  the  Bubetructure, 
■Dperatmcture  and  auxiliary  work  for 
the  Jefferson  Street  Bridge  across  the 
Ditplalnes  river  in  the  <;ity  of  Joliet, 
m,,  to  the  J.  O.  Wagner  C  >.  of  Milwau- 
kee, Wis.,  at  the  following  price: 

For  the  snperatructure,  twenty-three 
thoosaod  one  hundred  and  sixty 
<«2S,160)  dollars  lump  sum. 

For  sabstructure,  unit  prices  as  per 
hid.  K  t-= 

Ibe  committee  therefore  recommends 
ll>at  the  President  and  the  Clerk  of  the 
Dietrict  be  authorized  and  directed  to  ex- 
ecnte  on  behalf  of  the  districtsaid  con- 
tracts reepectiTely,  in  form  as  provided 
when  a  bond  shall  have  been  executed 
by  the  J.  G.  Wagner  Co.  on  each  of  said 
cmiracts  as  follows; 

Upon  the  contract  first  above  men- 
tioned in  the  Bum  of  five  thousand 
(15.000)  dollars- 

Upon  the  contract  last  above  men- 
tioDed  in  the  sum  of  eight  thousand 
(«S,000)  dollsrs. 

Each  of  said  bonds  to  be  eiecated  in 
proper  form  with  a  surety  company  ac- 
ceptable to  the  Finance  Committee  and 
approved  by  this  Board. 

The  Committee  also  recommends  that 
a  clause  be  added  In  each  of  the  con- 
tracts whereby  the  contractors  agree  to 
forfeit  as  liquidated  damages  for 
the  prompt  execution  oF  the  provisions 
"f  tbe  contracts  within   the  time  speci- 

<d  tiierein  as  follows; 

Upon  the  contract    first  above  men- 

Med  flfty  f.tSO)  dollarB  per  day  for  each 

>j  beyund  the  time  specified  for  the 

■npletionlo-wit.: 

Sabstructure  of  tbe  Ca8s  Street  Bridge 

I  or  l*fore   July  let,  1899,  and   super- 

ructuit   on   or   before   September  Ist, 

i9». 

^pon  the  costraot  last  above  men- 
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tioned  flfty  (fSO)  dollars  per  day  for  each 
day  beyond  the  time  specified  for  com- 
pletion, to -wit: 

Substructure  Jefferson  Street  Bridge, 
August  let.  1809,  and  eubatructure,  Oc- 
tober lat,  1899. 

In  conclusion  the  Committee  recom- 
mends that  the  Clerk  of  tbe  Distrit^  b« 
directed  to  return  the  checks  submitted 
on  (>ehalf  of  tbe  other  bidders,  excepting 
however  the  check  of  the  Toledo  Bridge 
Company  for  one  thousand  (|1,000)  dol- 
lars, which  the  Committee  recommends 
be  held  subject  to  the  sction  of  your 
Honorable  Body.  ProvideJ,  however, 
that  the  checks  ot  each  of  said  bidders 
tie  held  until  the  coDtraote  for  the  work 
herein  above  mentiotied  shall  have  been 
executed  and  a  bond  as  aforesaid  be  ap- 
proved by  this  Board. 

In  regard  to  the  communications  of 
the  Toledo  Bridge  Company  we  are  of 
the  opinion  that  the  request  therein  con- 
tained cannot  be  legally  granted  and 
herewith  attach  the  opinion  of  the  At- 
torney upon  this  matter. 

(Slsned)  '  TUOHAB  A.  SUTTH. 

Clialrman. 
J.  P.  Mai-lbtte, 
J.  C.  Bkadbn,' 
FaiNE  Wbnter, 
Thomis  Kellt, 
Wm.  Boldbnweck. 
(Three  enclosures). 

REPORT  IS  BKFKRENCB  TO  CLATH  OP  COS- 
MOPOLITAN KLECTRIO  COMPAMr  FOR 
DAMAGES. 

Mr.  Smyth,  Chairman,  preeented, 
and  the  Clerk  read,  a  report  from 
the  Committee  on  Engineering  with 
reference  to,  and  accompanied  by,  a 
communication  and  bill  from  the  Coa- 
mopolitan  Electric  Com  pnny  tor  damages 
alleged  to  have  been  cauaed  tbeir  build- 
ing and  plant  by  the  construction  of  a 
dock  bei-ide  their  property  on  the  Chi- 
cago River,  the  report  being  accoinpanied 
by  a  report  of  the  Chief  Engineer  to  the 
committee  in  reference  to  the  eame  and 
recommending  that  the  President  and 
Clerk  be  authorized  and  directed  to 
make  payment  by  warrant  upon  the 
voucher  of  the  Chief  Enginetr  for  the 
sum  of  (433.10  when  the  Baid  Cosmopol- 
itan Electric  Company  shall  have  filed 
with  the  Clerk  a  receipt  therefor  and  in 
full  of  all  damages  of  whaisoerer  kina 
or  nature  arising  out  of  the  construction 
of  said  dock. 

Mr.  Smyth,  seconded  by  Mr.  Braden, 


moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Meeara.  Bold«nweck,  Braden,  Jonee, 
Kellj,  Sm;tb   and  Wenter— aix,     NajB 

Upon  thii  result  the  Preaideat  declared 
the  motion  carried. 
The  following  ia 

THE  REPORT. 

Chioaqo,  March  S7, 1899. 

To  the  Bbtiorable  Ike  Board  of  Trutttei  of  the 
Hanitary  Diitrict  of  Chicago: 

Gentlemen: — Your  Committee  on  Ea- 
giDeering  deaires  herewith  to  make  re- 
port that  the  Committee  has  received  a 
communication  directed  to  the  Board  of 
Trustees  of  the  DiaCrict  from  the  Coemo- 
politan  Electric  Company  concerniDg  a 
bill  of  ezpensea  alleged  to  have  been 
paid  by  eaid  Company  on  account  of 
damaKee  caused  to  Iheir  building  and 
plantliy  the  construction  of  a  dock  by 
the  District  alongside  of  their  property 
on  the  Chicago  River,  The  Committee 
deairea  to  say  that  the  Chief  Engineer  of 
the  District  has  iuveatigated  the  claim 
submitted  by  said  Company  for  damages, 
as  aforesaid,  and  haa  reported  to  the  Com- 
mittee that,  after  petsonally  examining 
the  conditions  growing  out  of  the  con 
Btruclion  of  the  dock  in  the  front  of  the 
plaat  of  the  Cosmopolilan  Electric  Com- 
pany, he  has  ascertained  that  a  settling 
-  of  tlie  rear  wells  and  boilers  of  said 
building  has  .occurred,  which  resulted 
from  the  failure  to  back  fill.  The  hill 
submitted  by  said  company,  which,  to- 
gether with  the  communication  of  its 
Secretary  ia  hereto  attached,  includea 
items  tor  labor,  repairs,  bracing,  boilers. 


braces  for  building  and  repairing  pip- 
ing, The  amount  aggregates  four  hun- 
dred thirty-three  and  ten  hundredths 
(1433.10)  dolhra.  In  view  of  the  cir- 
cumstances in  the  matter  the  Committee 
is  of  the  opinion  that  the  account  ren- 
dered to  the  diatrict  ehouid  be  paid  and, 
therefore,  1-ecommends  as  followa; 

That  the  President  and  Clerk  of  the 
diatrict  be  authorized  and  directed  to 
make  payment  by  warrant  of  the  dia- 
trict duly  executed  upon  the  vouchtr  of 
the  Chief  Engineer  for  the  sum  of  four 
hundred  thjrtv-three  and  ten  hun- 
dredths (I4S3.10)  dollars,  when  the  said 
Coamopolitan  Klectric  Companv  shall 
have  filed  with  the  Cleik  of  the  District 
a  receipt  therefor,  and  also  in  full  of 
all  damages  of  whatao*ver  kind  or 
nature  arising  out  of  the  construction  of 
said  dock,  as  aforesaid. 

Beapect fully  submitted. 
(Slffoed)  TuoMAS  A.  Siivrn. 


J.   P.   MAIJ.BTTB, 

Joa.  C.  Bbauen, 

Thomas  Kelly, 

Fha\k  Wkn-thh, 

W«.   BoLUE.-iwBCK, 

Commilks  on  EnijineeTiiig. 

(Tlirt 
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Sanitary  District  of  Chicago. 


APRIL  5.  1899. 


OFFICIAL  RECORD. 

PtMuhed  by  mUharity  of  the  Board  of  Trua- 
Uea  of  the  Sanitary  District  of  Chicago, 


REGULAR  MEETING. 

The  four  hundred  and  thirty-third  reg- 
nlarcneetlDg  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  the  rooms  of  the  Board,  Security 
BoUding,  Wednesday,  April  5,  1899,  at 
2  o'clock  P.  M. 

On     roll-call     Messrs.      Boldenweck, 


Braden,  Carter,  Eckart,  Jones,  Kelly, 
Mallette  and  Smyth— eight  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  special  meeting 
held  March  23,  and  of  the  regular  meet- 
ing, held  March  29,  1899,  were  approved 
as  printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Braden. 


«  VOUCHERS. 
The  CUrk  preaontod  the  following  vouchers : 

LAW  DEPAKTMENT. 

ephen  Dowse  (livery)   ^  ^  ^ 

tie  Chicago  Towel  Supply  Co.  (toweling,  Feb.  '99) 1  50 

unaelL.  Hanks  (ice,  March,  1899) "^  50 

hite  Rock  Mineral  Spring  Co.  (water)   3  75 

nes  D.  Cockcroft  (law  book) ^  ^ 

est  Publishing  Co.,  (law  book) 1^  00 


April  5,1  _5$02— 

Maud  V.  Behifrnar,  (stensgraphw) ;  0  M 

Murray  J.  Brady  (stenoirrapher) 13  50 

WaasiiYer  &  Norden  (atenoBraphars) '2*1  50 

Owen  W.  Curtis  (coal) fl  25 

Ernest  J.  MttgBrsladt,  Sberitl  (fees) Wl  80 

Frank  Vander  Bopirt,  Clark  (fees) 44  30 

John  S,  WhitB  (witness  tees)  11  00 

Robart  Sherman  (witness  foes) 15  00 

Fmnk  Spr^ue  (witness  fees) -H)  00 

Dsniel  BulllTfln  (witness  toes) 50  00 

Thomas  DowQB  (witness  lees) 50  00 

John  P.  McGoorty  (LaG«l  services)  350  00 

William  Prentiss  (leiral  services) 550  00 

J.  W.  Nadolhoffer  (cipunsa) t!U  75 

Chaa.  C.  Gilbert  (eipenae) 3M  20 

Heldmaier  &  Neu  (Section  17,  April  1,  '99) f  8,01(1  81 

Oaban  &  Byrne  (Section  13.  April  1.  'S9) 16,R13  8H 

HalToraon,  Richards  &  Co.  (Hection  B,  April  !.'!») 6,fill  16 

Lydon  &  D rows  Co.  (By-Pass,  April  1,  '99) 5,107  TT 

GrIfllthB  &  lUcDermott  CoDsCructioD  Co.  (Bear  Trap  Dain). 1,0S0  3S 

McArtbur  Bros.  Co.  and  Winston  &  Co.  (Summit^Lyons  Road  Br]d;ru)  3.130  115 

Heldmaler  &  Nou  (Romeo  Highwaj'  BridRo) l.UW  TO 

Geo.  M.  Hobs  (Bait  Railway  Bridge) 4ia  70 

Grand  tola! 1 

•To  be  paid  by  warrants  with  interest  oonpons  attached,  drawn  acalust  ilieTui  Lotj 
follows; 

F.  M.  Blount  (sundry  persons  less  Ihan  (50,00) «  Sti  HO 

CoDBtrucUon  Account,  to  Contractors 49,913  54 

All  others,  direct  to  creditors 1,333  M 


Mr.  Carter,  seconded  hj  Hr.  Jonee, 
moved  that  the  vouchere  as  read  and 
sbowD  above  be  approved  and  ordered 
paid. 

On  loll-cBll  the  vote  alood:  Yeas— 
Meesrs.  Bol  den  week,  Brad  en,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette  and 
Smyth — eight.  ■  Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

WEEKLY  HBPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report  in  ac- 
cordance with  the  rules,  snowing  the 
number  of  persona  in  the  emoloy  of  the 
District  for  the  week  ending  April 
1, 1SB9,  which  was  read  and  by  unani- 
mous consent  was  ordered  printed  and 
placed  on  file. 


The  followm^'  is 

TUG  UEPOUT: 

"CuicAOO,  April  5,  1899. 

To  the  Hon-rrnbU  (he  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— I  beg  leave  to  report 
herewith  the  numlwr  ot  employee  in 
each  department  for  the  weeli  ending 
April  1,  1899,  as  the  same  have  been 
reported  to  me  : 

Engineering  department 78 

Maintenance  account 8 

Clerical  deimrtment 5 

Law  department B 

Treasury  department 1 
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Police  department 29 

Telephone  operator. t 

Total  employes 130 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk:' 

REPORT  IN  REFSSBNCE  TO  COMPLETION 
OP  CONTRACTS  FOR  SUPERSTRUCTURE 
OP  LEMONT  AND  WILLOW  SPRINGS 
HIGHWAY  BRIDGES  CROSSING  MAIN 
CHANNEL. 

Mr.  Smyth  presented,  and  the  Clerk 
read,  a  report  from  the  Ck>mmittee  on 
Engineering  in  reference  to,  and  accom- 
panied by,  the  final  certificates  of  the 
Chief  Engineer  as  to  the  completion  of 
the  contracts  with  C.  L.  Strobel  for  the 
BQperstruoture  of  the  Lemont  Highway 
Bridge  crossing  the  main  channel  on 
section  eight,  and  the  superstructure  of 
the  WiUow  Springs  Highway  Bridge 
crossing  the  main  channel  on  section 
one;  the  report  recommending  that  the 
Freddent  and  the  Clerk  be  authorized 
and  directed  to  make  final  payment  to 
the  said  contractor  in  the  sum  of  fifty- 
seven  hundred  and  forty-six  ($5,746.00) 
doliars  apon  each  of  the  aboTe  contracts, 
under  conditions  and  stipulations  as  set 
forth  in  the  report. 

Hr.  Smyth,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  therein  contained 
concnmd  in. 

On  roll-cali  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Mallette,  and  Smyth- 
seven.    Nays — Mr.  Jones.— one. 

Upon  this  result  the  President  declared 
the  motion  carried. 

Before  voting,  Mr.  Jones  made  the  fol- 
lowing explanation,  which  he  desired  to 
haTe  recorded  in  the  proceedings: 

'*  I  vote  no  because  it  is  not  a  final  es- 
timate within  the  meaning  of  the  con- 
tract, the  work  not  being  completed  and, 
I  such  case,  the  final  payment  before  it 
due  is  a  violation  of  the  contract. 

"CmOAGO,  April  8, 1899. 

"o  the  Honorable  the  Board  oj  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gkmtlimbn— Your  Committee  on  En- 
ineering  herewith  present  the  final 
srtificatee  of  Uie  Chief  Engineer  of  the 
istrict  in  regard  to  the  contracts  of  C. 
.  Strobel,  dated  August  24,  1898,  for 
le  sapers^cturee  of  the  Lemont  High- 


way bridge  across  the  main  channel,  on 
Contract  Section  Eight,  and  the  bridge 
across  the  main  channel  at  Willow 
Springs,  and  en  Contract  Section  One, 
and  report  as  follows: 

That  the  committee  has  examined  said 
certificates  and  fully  considered  the  sub- 
ject matter  of  the  completion  of  the 
work  done  under  said  contracts,  respect- 
ively, and  recommends,  that  the  Presi- 
dent and  Clerk  of  the  district  be  author- 
ized and  directed  to  make  final  payment 
to  said  contractor  in  the  sum  of  fifty- 
seven  hundred  and  forty- six  dollars 
($5,746.00),upon  each  portion  of  the  work 
above  described,  aggregating  in  all,  the 
sum  of  eleven  thousand  four  hundred 
and  ninety-two  dollars  (911,492.00),  the 
sum  found  to  be  due  the  said  Qontractor 
in  the  aforesaid  final  certificates  hereto 
attached,  upon  the  execution  of  final 
receipts  in  favor  of  the  district  and 
made  by  the  said  contractor  in  full,  and 
releasing  the  district  from  any  and  all 
claims  and  demands  of  every  kind  or 
nature  whatsoever  upon  said   contract. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smtth, 

CJiairtnan. 

J.  P.  Mallbtte, 
J.  C.  Braden, 
Z.  R.  Carter, 
Thomas  Kelly, 
Wm.  Boldekweck, 
CommUtee  on  EnatneerinO' 
(2  enclosures.) 


The  following  are 

the  final  certificates  of  the  chief 

engineer. 

''Chioago,  March  25,  1899. 

To  the  Honorable,  the  Board  of  Trustees  of  tJie 
Sa7iitary  JHstrict  of  Chicago: 

Gentlemen:— I  hereby  certify  that  C. 
L.  Strobel  has  completed  all  of  the  work 
covered  by  his  contract  dated  August  24, 
1898,  for  the  superstructure  of  the  Le- 
mont Highway  Bridge  across  the  Main 
Channel  on  Contract  Section  8,  to  the 
full  satisfaction  of  the  Chief  Engineer  and 
in  accordance  with  the  terms  of  said  con- 
tract with  this  District,  except  that  the 
painting  has  not  been  done  and  which  is 
postponed  until  the  warm  weather  sets  in. 

This  certificate  is  a  given  subject  to  any 
unaccrued  or  unmatured  obligation  im- 
posed by  the  contract. 


April  6,]  _5 

The  following  Is  a  statement  coTering 

the  amount  ot  work  done: 

Contract  price  for 
auperatructure  com- 
plete   $14,990  00 

Amount  reserved  un- 
til structure  is 
painted I  850  00 

Amount  paid  on  pre- 
TioUB  estimate $S,994  00  9,344  00 

Amount  due  and  un- 
paid   tS,746  00 

Respectfully  submitted, 
(Sigoed)  IsHAU  Rahdolfh, 

Chief  Engimer. 

"Chicaoo,  March  85,  1899. 

To  the  Umiorablt.  the  Board  of  Tnuteet  of  tlie 

SonWiry  Di'Mcl  of  Uhicagu : 

OKNTLtcUKN—l  hereby  certify  that  C, 
Ii.  Strobel  has  completed  all  of  tlie  work 
covered  by  his  ooncract  dated  AugUBt 
24th,  180H,  for  the  superstructure  of  the 
bridge  across  the  Main  Channel  at  Wil- 
low Hpringa  and  on  Contract  Section  1, 
to  the  full  satisfaction  of  the  Chief  En- 
gineer and  in  accordance  with  the 
terms  of  the  said  contract  with  this  Dis- 
trict, except  that  the  painting  has  not 
been  done  and  which  is  postponed  until 
the  warm  weather  sets  in. 

This  certificate  Is  given  subject  to  any 
unaccrued  or  unmatured  obUgatloue  Im- 
posed by  the  contract. 

The  following  is  a  statement  covering 
the  amount  of  work  done: 
Contract    price  for 

complete $14,990  00 

Amount  reserved 
until  structure  is 
painted |    350  00 

Amount  paid  on  pre- 
vious estimate... .   8,094  00 

9.244  00 

Amount  due  end  

unpaid f  6,746  00 

Respectfully  submitted, 
(Signed)  IBHAM  Randolph. 

Chief  Enginter-" 

REPOltT  IN  BB?ERENCE  TO  POSTPONE- 
MBNT  OP  OPENING  BID3  FOR  "BUB  AND 
9UPBK9TRUCTUKBS  OP  A  RAILROAD 
BRIBGR  CROSSING  THE  CEICA<iO  RIVER 
HEAR  TAYLOR  STREET,  AND  BKIDOB 
FOR  TAYLOR  STREET,  IN  THE  CITY  OF 
CHICAGO." 

Oa  behalf  of  the  Committee  on  Engin- 


eering, Hr.  MoUette  presented,  and  the 
Clerk  read,  a  report  from  that  committee 
in  reference  to  the  postiionment  of  the 
opening  of  the  bids  which  maybe  re- 
ceived on  "sub  and  SnperBtructures  of  a 
railroad  bridge  croesing  the  Chicago 
river  near  Taylor  street,  and  also  a 
bridge  for  Taylor  street  a 


upon  said  work  be  not  opened  until  the 
meeting  of  the  Boarj  of  Trustees  to  be 
held  on  the  2fith  of  April  next,  and  that 
the  letting  of  the  contract  for  the  work 
he  postponed  until  the  further  order  of 
the  board;  the  report  also  recommend- 
ing that  the  Clerk  be  directed  to  publish 
notice  of  such  postponement  in  the  form 
attached  to  the  report. 

At  the  same  time  a  minority  report 
dissenting  from  the  views  of  the  ma. 
jority  report  and  signed  by  Alex.  J. 
Jonee  was  also  presented  and  read. 

Mr,  Mallette,  seconded  by  Mr,  Kelly. 
moved  that  the  msjority  report  be 
adopted  and  tbe  recommendations 
toined  therein  concurred  in. 

On  rollcall  the  vote  etood:  Yi 
Messrs.  Boldenweck,  Carter,  Eokhart, 
Kelly  and  Hal lette— five.  Nays— Messrs. 
Jones  and  Smyth — two.  Excused  and 
not  voting— Mr.  Braden— one. 

Upon  this  result  the  President  de- 
clared tbe  motion  carried. 

The  following  is 

THE  HEPOlfT' 

"CmoAoo,  April  8, 1899. 
To  the  Honorable,  the  Onard  of  TntHeeg 
of  the  Sanitaru  Dietrlct  of  ClUeago: 

Qkhtlkuen:— Your  Committoe  oa  En- 
gineering desires  to  make  report  that  the 
Committee  has  deemed  it  advisable  to 
postpone  the  bnsinese  of  awarding  bids 
upon  the  advertisement  of  Feliruaj-y  6, 
I8U9,  for  the  erection  of  the  substructure 
and  superstructure  of  a,  railroad  bridge 
crossing  the  Chicago  River  near  Taylor 
street;  and  also  a  bridge  for  Taylor  street 
across  the  aame  river,  in  the  City  of  Chi- 
cago. It  advises  that,  hy  reason  of  un- 
forseen  contingencies,  it  has  been  made 
necessary  to  postpone  the  letting  of  the 
contracts  for  tlie  work  so  advertised  un- 
til at  least  two  weeks  from  date  origi- 
nally designated. 

It  therefore  recommends  that  the  bids 
received  upon  said  work  l>e  not  opened 
until  the  meeting  of  the  Board  of  Trus- 
tees, to  be  held  on  the  26th  inst.,and 
that  the  letting  of  the  contract  for  the 


mfi  hereinbefore  mentioned  be  post- 
KDed  UDtil  the  further  order  of  the 
Wd.  The  committee  also  recommends 
that  the  Clerk  of  the  district  be  directed 
la  publish  a  notice  of  such  postpone- 
mot  Id  the  form  hereto  attached  and  in 
tCKirdance  with  the  usual  custom. 
Beepectfiilly  submitted, 

(api»d)  J.  p.  SULr.ETTB, 

B.   A.   ECKHABT, 
Z.    R.   CUITSR, 

TnoMAB  Kellt, 
Wh.  Boldbnwecr, 


The  following  is 

TlIB  MINORITT  RBPORT  : 
"The  undersigned  minority  dissents 
ftom  the  proposed  action  of  the  Coru' 
uiitMon  EDgineering  in  extending  the 
nCfiTiDg  of  bids,  on  the  ground  that 
inch  extensioD  is  in  effect  and  in  law  a 
■v-advertisement  for  bids  and  is,  there- 
fore, illegal  and  unlawful  unless  said  ex- 
■owioii  or  r»- advertisement  be  for  a 
|«riod  ot  SO  days.    Under  the  law,  all 
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contracts  of  the  Sanitary  District  for 
pnblic  work  in  excess  of  $500  00  can  only 
be  awarded  on  sixty  (60)  days  public  ad- 
vertisement for  competitive  proposals 
for  said  work.  This  is  a  simple  propo- 
sition to  advertise  by  21  days  notice  for 
bids  on  which  contracts  can  only  be 
awarded  after  60  days  notice  and  adver- 
tisement, and,  as  such,  ia  illegal,  a  di- 
rect violation  of  law,  and  the  minority 
contends  that  no  contract  awarded  on 
such  advertisement  will  be  a  valid  or  en- 
forceable obligation. 

Tturefore,  such  action  can  only  result 
in  litigation  and  delay  and  further  re- 
tard the  day  of  opening  the  Main  Drain- 
age Channel  to  its  nse^lness. 

Alex.  J.  JoMBB." 


ADJOURNUBNT, 

On  motion  of  Hr.  Carter,  seconded 
by  Mr.  Eckhart,  the  Board  (hen  ad- 
journed. 


^^JC... 
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PROCEEDINGS 

—OF    THK— 

Board  of  Trustees 


Sanitary  District  of  Chicago. 


APRIL  12.  1899. 


OFFICIAL  RECORD. 

PulAUhid  t/i)  aiUlUrllv  of  the  Board  of  Tru 

tern  of  Ue  Sanltani  J>ta(ritt  of  Chicago. 


REGULAR  MEETING. 

The  four  hundred  and  thirty-fourth 
regular  meeting  at  the  Board  of  Trustees 
of  the  Saaitarj  District  of  Chicago  waa 
held  in  the  rooniB  of  the  Board,  Secaritj 
Building,  Wedneadar,  April  12,  1889, 
at  2  o'clock  P.  M. 

On  roU-call  Messrs.  Boldenveck,  Car- 


ter, Jonea,  Kellj,  Mallette  and  Smjth — 
six  members,  were  present,  Meaars. 
Braden  and  Eckhart  arriving  subse- 
quently. 


The  minutes  of  the  regular  meeting 
held  April  5, 1809,  were  approved  aa 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Mallette. 


•VOUCHERS. 

uted  tliu  follnvlDK  vouchers: 


Km.  Feldmaun  (bindinK) .,-, <  3  00 

X-ulIeldl  Esaer  Company  (drmttlng  Bupplies) II  45 

lo;in  F.  HijnrinB  (printing) IS  00 

;La'.  G.  Burrougbs  (prinllne) 6  50 
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DenniBOD  HsDufactarliiKCoDipan;  (sblppinK  tags) 

J.  A.  Andenon  (rapairlng  c&tnera.) 

Burke  ft  James  (puolo  suppMea) 

The  Chicago  Towel  Supply  Compun;  (toweling.  Mftrch.  1899} 

SamnelL.  Hanks  (ica,  March,  1899) 

White  Rock  Mineral  Sprlnn:  Company  (water) 

Igoalz  NoTak  ft  Co.  (coal) 

Norton  &  Co.  (coal) 

Owen  W.  Curtia  (wal) 

J.  H.  Alexander  (rent,  Lockpon,  March,  1M99) 

Wygant  &  Ayers  (rent,  Corwlth,  January  and  February,  1S99) 

W.  e.  SttllBbory  &  Co.  (rubber  boots) 

P.  A.  Pope  (gauee  readiD^c,  December,  IBHtJ) 

P.  A.  Po|>e  (gauge  reading,  January,  1899) 

P.  A.  Pope  (gaoge  reading,  Febraary,  1899) 

HanalBak  (gauge  readini;,  March.  1899) 

Hegfele  Bros,  (lock  repairs) 

G.  M.  WUner  (expense) 

Pearson  Bros,  (blue  prints) 

H.  B.  Alexander  (Iravellng  and  eipense) 

W.  T.  Keating  (traveling  and  ejt pense) 

lebim  Randolph  (traveling  and  expense) 

Wm.  Trlnkaus  (traveling  and  expense) <... 

Eugene  Dletzgen  Company  (blue  prints) 

W.  M.  Hughes  (services  Consaltlng  Engineer) 

W.  U.  Haghea  (services  Belt  Rallwav  Company's  bridge) 

PltUburgh  Testing  Laboratory,  Lt'd,  (inspecting  Iron  and  steel) 

The  Chicaeo  Towel  Supply  Campany  (toweling,  March,  1S99) t  2  50 

Samuel  L.  Hanks  (ice,  March,  1899) 3  .W 

TheTwentietb  Contnry  Man utactu ring  Company  (mucUaeo) 2  iiO 

White  Rock  Mineral  Spring  Company  (water) a  75 

A.  P.  LUllo  (typewriter  paper) 14  85 

Thomas  8.  Bell  (petty  expenses)  It  M 

Cameron,  Amborg  &  Co.  (bond  register).. 

H,  Sehultz&Co.  (flle  b»ies) *         3  a.i 

Security  Deposit  Company  (rent  offices,  April,  1899) ^S-t  33 

W.L.Felkner  (expense! 

Mrs.  A.  Bartwlg  (laundry)  . . 
Cbas.  Werner  (livery) 

Illinois  on  Sudan  (ell) * »  30  85 

Crew  Levlck  Company  (oil) 37  00 

Dearborn  Drug  and  Chemical  Works  (boiler  compound) S^  78 

Hoggle  Bros,  (boiler  repairs) SO  10 

H.  B.  Alexander  (expense) 31  B-S 

Weaver  Coal  Company  (coal) 36,1  BT 

Weaver  Coal  Company  (coai) 8S5  31 


CbioteoJaactlonHy,  Ca.  (Section  O— Pan  Handle  Bridge) t  3,TT3  S5 

ChlogoT.  T.  R.  R.  Co.  (Section  E  BrldRe) BT  03 

ChlMgaT.  T.  R.  R.  Co.  ISectlonK  Brld^) 33  57 

ClilcwroT,  T.  R.  R.  Co.  (Section  O— Pan  HanJle  Bridge) 1(»  00 

Mireb  &  Bingham  Couipau.T  (Section  le— Rock  IeI and  Bridge)  913  56 

Horns  Lumber  Company  iHatlion  K-Belt  Railway  Bridge) l.OTJ  07 

HeMaiBler&  Ken  (Romeo  Bridge) 16  US 

Conilncntal  Boll  &  Iron  Wurka  iRock  Island  Bridge) 77  35 

Christie  &  IjDwe  ( Bear  Trap  Dam) 185  05 

P.  T.  Dunn  ftCo,  iLotkpi.riRoad) H  00 

)  8,230  57 

Chlc««,  Santa  Fe  and  CnUf»rnla  Ry.  Co.  (Section  G  Bridge) 833,307  60 

Total <43,»)7  77 

*  To  lie  paid  by  warrant),  nith  Intereet  coupons  attached,  drawn 
•e»105i  the  Tai  Levy  tor  18W,  as  follows : 

F  M.  Blount,  Treasurer  (suldry  persons,  lesa  than  «50.00) %     578  16 

Conftruclion  Acconnl  (to  contractora) 311,438  IT 

ill  otbars,  direct  to  creditors 3.M1  44 

(43,667  n 


■bowD  above  be  approved  and  ordered 


On  roll  call  the  vote  stood:  Yeas— 
M«8gra.  Boldenweck  Braden,  Garter, 
Jones,  Kellj,  BEallette  &nd  Smjth— 
Seven.    Nays— None. 


WBEKLT  BKPOET  OS  EKPLOTBS. 

The  Clerb  presented  h  report  in  accord' 
4nce  with  the  rules,  ahoirbiK  the  num- 
ber of  persoDB  in  the  employ  of  the  Dis- 
trict for  the  week  ending  April  8, 1899, 
which  WHS  read  and  hy  uEtanlnunu  con- 
Mnt  was  ordered  printed  and  phtoed  on 
file. 


The  following  ia 

THE  report: 
"CmoAOO,  April  12, 18M. 
lo  the  fFonoro&Ie  the  Board  of  TruiUts 
of  Uie  ISanitary  District  of  ChicoQo: 
Obntlbmen  — I    beg  leave    to  report 
herewith  the  number  of   employes  in 
each  department  for  the  week  ending 
April  8,    1899,  as  the  same  have  been 
reported  to  me  : 


I 


Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator 1 

Total  employee 129 

Reepectfully  submitted, 
(Sicued)  Tbob.  S.  Bkix, 

Acting  Cleric" 

MONTIILr  RBPORT  FBOK  TBEASURT  DEPARTMENT. 

The  Qerk  presented  a  report  froin  the  Treasury  Department  for  the  month  of 
rch.  1899,  which  was   read,  and,  by  unanimons  oonsent,  was  ordered  printed 
1  placed  on  file. 
The  following  is 

THE  report: 
SteilpU. 


Be  on  band  at  date  of  laab  report... 

I.  F.  Haas,  Clerk,  Land  &coouiit 

(Dilainor  Hyde  Park.  Sanitary  Dlstrlot  Tar  Aooonnt 

'JvilCfltor  North  TuHD,  liaoltary  DlitrtctTaX  Aooonat... 


t   tejmm 


r.>^- 


^t!v' 


'/ 


m . 
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From  Collector  Jefferson,  Sanftary  District  Tax  Account S     10,241  88 

From  CollecU>r  South  Town,  Sanitary  District  Tax  Account 100.000  00 

Prom  Collector  Town  of  Lake,  Sanitary  District  Tax  Account 84,539  12 

From  Coyeotor  West  Town,  Sanitary  District  Tax  Account 35,000  00 

From  Chicago  National  Bank,  Interest  Account 62  08 

Total  cash  received  for  month S     249,863  (» 

$      308,068  94 

Disbursements. 

Clerical  Department $  21  50 

Bngineering  Department 378  15 

Law  Department 99  19 

General  Account 823  63 

Police  Department 48  91 

Maintenance  Account ^57 

'  ^_^_— _^— ^^ 

Total  cash  disbursed $  WO  9^ 

Balance  this  date  in  banks  as  per  schedule  endoi*sed  hereon * 307,102  99 

S     308,068  94 

Schedule.  ■ 

Chicago  National  Bank $     281,164  21 

National  Bank  of  Illinois ,. 85,988  78 

Total .* %     307,102  99 


[189^ 


Chicago,  April  5,  1899. 


(Signed) 


F.  M.  BLOUNT,  Trtasurer. 
By  8.  P.  BLOUNT,  Asst.  Treasurer. 


MONTHLY   REPORT   FROM   LAW   DEPART- 
MENT. 

The  Clerk  presented  a  report  from  th  e 
Law  Department  for  the  month  of 
March,  lo99,  which  was  read,  and  by 
unanimous  consent  was  ordered  printed 
and  placed  on  file. 

The  following  Is 

THE  REPORT^ 

"Chicago,  April  11 1899. 

To  the  JBonorable  t?ie  Board  of  Tmstees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — I  herewith  submit  the  re- 
port of  the  Law  Department  for  the 
month  of  March,  1899: 

The  following  is  a  complete  statement 
of  the  expenses  of  the  Law  Department 
for  the  month  of  March,  1899: 

SALARIES. 


Attorneys $  2,733  85 

Office  force 800  00 


LAND    ACCOUNT. 

Abstracts— Will  County %     688  50 


3,533  85 


GENERAL  EXPENSES. 

Right  of  way  (sala- 
ries)       250  00 

Expense  account. ...        18  44 

Legal  services 2,835  22 

Books,  printing  and 
stationery 24  00 


t  2,627  66  1 


Total  expenses %  6,749  51 

Preparation  of  the  deeds  for  the  ex- 
change of  land  near  Le  Moyne  with  the 
Atchison,  Topeka  and  Banta  Fe  Railway 
Company,  received  the  attention  of  the 
Department,  and  contracts  have  also 
been  drawn  up  providing  for  the  con- 
struction of  the  bridges  across  the  Des- 
plaines  River  at  Cass  and  Jefferson 
Streets  in  Joliet,  by  the  J.  G.  Wagner 
Company  of  Milwaukee. 

The  case  of  the  Sanitary  District  of 
Chicago  versus  Robert  Law  and  the 
Delaware,  Lackawanna  &  Western  Rail- 
way Company,  et  al.,  Qeneral  Number 
16,964,  in  the  County  Court  of  Cook 
County,  has  been  dismissed  on  stipula- 
tion, without  cost  to  either  party. 

NEW  LITIGATION. 

The  following  cases  have  been  begun 
during  the  month: 

Archibald  McArthur  and  Arthur  F. 
McArthur,  surviving  members  of  the 
firm  of  McArthur  Brothers,  composed  of 
James  McArthur,  deceased,  and  the  said 
Archibald  McArthur  and  Arthur  F.  Mc- 
Arthur, versus  the  Sanitary  District  of 
Chicago,  General  Number  197,437.  in  the 
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Saperior  Court  of  Cook  County .  This  is 
an  aasumpsit  suit  for  seventy  thousand 
(170,000)  dollars  for  extras. 

Sanitary  District  of  Chicago  versus 
Chicago,  San  Francisco  &  (California 
Railroad  Company  and  the  Village  of 
Lemont,  in  the'  County  Court  of  Cook 
Connty.  This  is  a  condemnation  suit  to 
acquire  certain  property  necessary  for 
the  construction  of  a  subway  under  said 
railroad  company's  tracks  at  Stevens 
Street  in  Lemont. 

An  ordinance  has  been  prepared  by 
this  Department  providing  for  a  subway 
at  Stephens  Street  in  the  Village  of  Le- 
mont.' 

An  ordinance  has  been  prepared  by 
this  Department  for  the  payment  of  in- 
tereat  upon  all  warrants  of  redemption 
drawn  upon  the  tax  levy  of  1S99. 

Final  payment  has  been  made  to  Mc- 
Uahon  &  Montgomery  Company  on 
Section  '*0,*'  and  a  release  of  claims  was 
prepared  by  this  Department  and  ex- 
ecuted by  said  contractors. 

An  examination  of  the  records  of  the 
Secretary  of  State  at  Springfield,  and  of 
the  records  of  the  Treasury  and  War  De- 
partments at  Washington,  in  reference 
to  the  title  to  certain  property  adjacent 
to  the  Ulinois  and  Michigan  Canal  has 
been  made  by  this  Department. 

An  opinion  has  been  prepared  by  the 
Attomej^  in  reference  to  the  alteration 
of  the  bid  of  the  Toledo  Bridge  Company 
for  the  bridges  at  Jefferson  and  Cass 
Streets  in  Joliet. 

The  preparation  of  the  Abstract  of 
Becord  and  Brief  in  the  case  of  Ray  ver- 
sos the  Sanitary  District  of  Chicago,  be- 
ing an  appeal  from  the  Circuit  Court  of 
WiU  County  to  the  Appellate  Court  of 
the  First  District  of  Illinois. 

The  coming  month  will  be  occupied  in 
preparing  for  and  attending  to  the  va- 
rious litigation  of  the  District,  prepara- 
tion of  contracts  and  the  routine  work 
of  the  Department. 

Respectfully  submitted, 

Signed.)  Charles  C.  Gilbert, 

Attorney. ^^ 

PPROVAL  OF  BONDS  ON  CONTRACTS  FOR 
8CB  AND  SUPERSTRUCTURES  OP  TWO 
BRIDGES  CROSSING  THE  DBSPLAINES 
RIVER  ON  LINE  OF  JEFFERSON  AND 
CASS  STREETS  IN  CITY  OP  JOLIET. 

Mr.  Garter,  Chairman,  presented,  and 


the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance,  in  regard  to  the  ac- 
ceptance of  the  bonds  to  be, executed  by 
the  J.  G.  Wagner  Company  on  contracts 
for  the  construction  of  the  sub  and  su- 
perstructures of  two  bridges  crossing  the 
Desplaines  River  on  line  of  Jefferson 
and  Cass  Streets,  in  the  City  of  Joliet, 
the  report  setting  forth  that  said  bonds 
are  in  the  opinion  of  the  Committee  fn 
proper  form  and  the  surety  thereon  ac- 
ceptable and  satisfactory,  and  recom- 
mending that  the  same  be  approved  by 
the  Board. 

Mr.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Jones,  Kelly,  Mallette  and  Smyth — 
seven.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT  s 

•*CHiOAao,  April  11, 1899. 

To  the  Honorable,  the  Board  of  Trttstees  of 
the  Hanitary  District  of  Chicago: 

Gentlemen  —  Your  Committee  on 
Finance,  to  whom  was  referred,  at  a 
meeting  of  this  Board  on  March  29, 1899, 
the  acceptance  of  the  bonds  to  be  exe- 
cuted by  the  J.  G.  Wagner  Company  to 
secure  the  faithful  performance  of  the 
contracts  awarded  said  company  for  the 
construction  of  the  Cass  and  Jefferson 
streets  bridges  at  Joliet,  Illinois,  here- 
with makes  report: 

That  said  bonds  have  been  duly  exe- 
cuted with  the  City  Trust,  Safe  Deposits 
Surety  Company  of  Philadelphia  as 
surety  thereon:  That  said  bonds  are,  in 
the  opinion  of  the  committee,  in  proper 
form  and  the  surety  thereon  is  accept- 
able and  satisfactory  to  your  committee. 

Yoiir  committee  therefore  recommends 
that  the  said  bonds  be  approved  by  the 
said  Board  of  Trustees. 

Respectfully  submit  teed, 
(Signed)  Z.  R.  Carter, 

Chairman, 

Thomas  Kelly, 
Alex.  J.  Jones, 

Committee  on  Finance. ^^ 
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The  following  are 

THB  CONTIiACTS: 

"SANITART   DI8TUICT  OF  CHICAGO. 


Contract  and  specifications  for  the  sub- 
structure, superstructure  and  auxiliary 
work  for  the  Jefferson  Street  Bridgre  across 
the  Desplaines  RiTer,  in  the  City  of  JoHet, 
Illinois. 

This  Agrbement,  Made  and  entered  into 
this  sixth  day  of  April,  A.  D.  1899,  by  and 
between  the  Sanitary  District  of  Chicago,  of 
the  first  part,  and  The  J.  G.  Wagner  Com- 
pany of  the  City  of  Milwaukee,  in  the  State 
of  Wisconsin,  of  the  second  part.  ' 

A— 

WITNESSETH :  That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  covenant, 
contract  and  agree  with  the  said  party  of  the 
first  part,  for  the  consideration  ef  the  pay- 
ments to  be  made  as  provided  for  herein,  to 
the  said  party  of  the  second  part  by  the  said 
party  of  the  first  part,  and  under  a  penalty 
expressed  in  a  bond  bearing  even  date  here- 
with, at  his  own  proper  cost  and  expense,  to 
do  all  the  work,  and  to  furnish  all  material, 
tools,  labor  and  all  appliances  and  appurten- 
ances called  for  by  this  agreement,  in  the 
manner  and  under  the  conditions  hereinafter 
stipulated,  that  are  necessary  to  the  complete 
doing  of  the  work  known  and  distinguished 
by  the  specifications  herein  contained,  and 
the  plans  accompanying  them,  as  the  con- 
struction of  the  substructure  and  super- 
structure for  the  Jefferson  Street  Bridge 
across  the  Desplaines  River. 

B— 

It  is  further  covenanted,  contracted  and 
agreed  that  the  work  shall  be  executed  under 
the  direction  and  supervision  of  the  Chief 
Engineer  of  the  Sanitary  District  of  Chicago, 
and  his  properly  authorized  agents,  by  whose 
meiisurements  and  calculations  the  quantities 
and  amounts  of  the  several  kinds  of  work 
performed  under  this  contract  shall  be  de- 
termined, and  on  whose  inspection  all  work 
shall  be  accepted  or  condemned.  The  said 
Chief  Engineer  and  his  properly  authorized 
agents  shall  have  full  power  to  reject  or  con- 
demn all  materials  furnished  or  work  per- 
formed under  this  contract  which  do  not 
fully  conform  to  its  spirit  and  to  the  terms 
and  conditions  herein  expressed;  and  the 
Chief  Engineer  shall  decide  every  question 


which  may  arise  between  the  parties  hereto 
relative  to  the  execution  thereof,  and  his  de- 
cision shall  b«  final  and  binding  upon  both 
parties. 

(7— 

Wherever  the  words  *'Sanl*ary  District" 
are  used  in  this  contract  they  shall  be  under- 
stood to  mean  the  Sanitary  District  of  Chi- 
cago, as  represented  by  the  Board  of  Trustees 
of  the  Sanitary  District  or  their  duly  au- 
thorized and  accredited  agents. 

Wherever  the  words  "Chief  Engineer"  or 
^*Englneer"  are  used  herein  they  shall  be 
understood  to  mean  the  Chief  Engineer  of 
the  Sanitary  District  of  Chicago,  or  his 
properly  authorized  agents,  limited  by  the 
particular  duties  intrusted  to  them. 

Wherever  the  word  "'Contractor"  is  used 
herein  it  shall  be  understood  to  mean  the 
person  or  persons,  or  copartnership  or  cor- 
poration entering  into  the  contract  as  party 
of  the  second  part. 

The  foUewing  ordinance,  passed  by  the 
Board  of  Trustees  of  the  Sanitary  District  of 
Chicago,  June  28, 1897,  is  hereby  made  a  part 
of  this  contract,  and  the  party  of  the  second 
part  agrees  to  comply  with  its  provisions, 
and  in  case  of  violation  thereof  te  be  subject 
to  the  penalties  therein  authorized  to  be  im- 
posed : 

'*^c  it  ordained  by  the  Board  of  Trustees    of 
tfie  ISanitary  District  of  Chicago: 

''Section  I.  That  in  the  preparation  of 
all  future  specifications  for  contracts  for  the 
construction  of  the  Main  Channel  and  auxil- 
iary works,  the  Engineering  Department  shall 
provide  that  such  contracts  shall  be  executed 
in  conformance  with  the  law  constitutin^r 
eight  (8)  hours  a  legal  day's  work  in  all  con- 
tracts under  the  Sanitary  District  of  Chicag^o, 
and  that,  in  the  employment  of  labor,  con- 
tractors shall  be  required  and  specifically 
agree  te  give  preference  to  union  labor. 

"Section  2.    That  all  contracts  hereafter 
executed  for  the  works  of  the  Sanitary   I>ifi 
trict  of  Chicago  shall  contain  provisions  con- 
stituting eight  (8)  hours  a  legal  day's  work, 
and  forbidding  the  employment  of  any  em- 
ploye or  employes  for  a  longer  period   thai 
eight  (8)  hours  in  any  twenty-four  (34)  hoars 
and  that  said  contract  shall  vest  specific  au 
thority  in  the  Police  Department  of  the  Sani- 
tary District  ef  Chicago  to  exercise   super- 
vision for  the  enforcement  of  this   provision 
and  shall  provide  that  the  Board  of  Trustees 
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at  tbeSanlUr;  District  of  Cblcaga  shall  be 
empoweTed  io  all  cases  o(  Tlolatloa  of  said 
elfht  <i)  b«nr  law  ui  deduct  and  retain  from 
uj  maney  accralDg:  to  said  coDtiaclors  a 
inm  u  liquidate  damageB  at  the  rate  of  Svt 
(COO)  dollars  per  hour  tor  eacb  employe 
wlio  thall  l>e  required  to  work  In  excess  of 
eltbt  (8)  hoars  per  day  bj  any 
uld  Canal." 


The  work  hereinatter  specifled  shall  con- 
(lit  Id  furnlEhlng,  dellTerlng  and  building  In 
plsce  all  temporary  work  required,  ibe  piers, 
the  sbntmeat,  the  retaining  walls  and  the 
new  >tiperstructur«,  as  well  as  all  necessary 
work  on  the  old  structure,  as  specified  or 
ibowD  and  Indicated  on  plans. 

The  contractor  shall  conduct  his  operations 
Id  such  a  manner  as  to  Insure  tbe  safety  of 
Ibe  public  al  all  times. 

The  coatraclor  wilt  be  allowed  to  close  the 
trifflcol  CaiB  Street  daring  tbe  erecttOD  of 
the  new  structure,  but  it  shall  be  expressly 
andsrstood  that  he  shall  conduct  bis  opera- 
tions in  such  a  manner  as,  that  when  tbe  sub- 
■tructure  is  completed,  he  shall  immediately 
hs^n  erection  of  the  superstructure  and  com- 
plete the  «sme  as  soon  as  possible.  It,  in  the 
opinion  of  the  Chief  Engineer,  tbe  super- 
itmnure  work  is  not  advanced  snfflclently 
loba  ready  tor  erection  when  the  substruc- 
ture is  completed,  tbe  Chief  Engineer  shall 
h»elhe  right  to  postpone  tbe  be^nning  of 
tlie  sutetructure  work  until,  in  his  opinion, 
Ihework  of  the  superstructure  Is  in  such  an 
idTanced  state  as  to  be  ready  for  erection 
vben  tbe  suiistructure  is  completed.  Tbe  in- 
Ualion  of  this  particular  clause  is  not  to 
dose  this  public  thoroughfare  longer  than  ab- 
soluleiy  necessary. 

The  traffic  on  tbe  present  Jefferson  Street 
dge  will  tie  abandoned.  The  erection  of 
.  new  atmcture  shall,  bowever,  it  the  Chief 
gineer  so  decides,  not  be  started  before  the 

»  Cass  Street  Bridge  is  completed  and 
dy  for  traffic. 

/he  removal  acd  laying  ot  street  car  tracks 
•Win  itm.'t,  by  the  Joilet  Railroad  Com- 
ic, and  shall  DOtbe  included  In  Ibis  con- 

sball  arrange  his  work  to 


The  aeoompanying  drawings  form  part  ot 
these  specifications.  The  figured  dlmenslouB 
on  the  drawings  are  to  be  taken  whenever 
they  d«  not  agree  with  the  dimensions  ob- 
tained by  scaling  from  such  drawings. 

(lUAUTT   OP   MATERU.!.. 

1.  Tbe  Stone  used  shall  be  Bedford  stone, 
or  an  equally  good  stone,  tbe  quality  subject 
to  the  approval  ot  tbe  Chief  Engineer.  It 
shall  be  sound  and  durable,  free  from  drys, 
Ebakei  or  Saws,  and  of  a  character  that  will 
withstand  the  action  ot  the  weather.  All 
stone  must  be  quarried  withoat  the  excessive 
use  ot  explosives,  and  shall  be  taken  out 
whenever  practicabie  by  tbe  useof  plug  and 
feather.  It  shall  be  quarried  In  time  to  sea- 
soD  against  frost  before  being  used. 

CtmCHt, 

2.  The  best  Portland  cement  sball  be  used 
on  this  work,  brand  and  quality  to  be  subject 
lo  the  approval  ot  the  Cblet  Engineer.  The 
weight  per  cubic  foot  of  salo  cement  shall  be 
not  less  thau  one  hundred  (100)  pounds.  The 
development  ot  tensile  strength  ot  said 
cement  sball  not  be  less  than  four  hundred 
(400)  pounds  per  square  inch,  after  being  ex- 
posed one  (I)  day  In  air  and  six  (6)  days  in 
water.  All  lumpy,  dirty,  or  damaged  cement 
shall  be  rejected;  also  damaged  ot  short 
weight  pacltages. 

iVilMf, 

-S,  The  sand  used  shall  tie  coarse,  clean  and 
sliarp,  tree  from  all  clay,  loam  or  gravel,  and 
sball  l)e  well  screened  and  ot  a  quality  ap- 
proved by  the  Chief  Engineer, 


^fo^^< 


4.  When  Portland  cement  ii)< 
for  bods  and  joints,  it  shall  i>e  mixed  In  pro- 
portions ot  one  (1)  part  it  cement  to  three 
(3)  parts  ot  sand.  When  mortar  is  used  (or 
grout.  It  shall  be  mixed  one  (I)  part  ot 
cement  and  tno  (i>  parts  of  sand.  When  It 
Is  used  lor  pointing,  one  (1|  part  cement  and 
one  (1)  part  sand. 

Hhefl  Filing. 

5.  Sheet  pilinjr  and  bracing  may  lie  of  any 
tlratier  suitable  tor  the  purpose,  and  shall  be 
ot  such  dlmensluus  and  placed  asdirccted  by 
tbe  Engineer. 


6.  Alt  tou ad BttoDB  shall  be  preparetl  to  re- 
ceive Ibe  masanr;  by  the  contrsctor,  who 
shall  make  excavatlonB  to  Buc^h  a  depth  aad 
width  as  directed  by  the  Eajlneer.  The  con- 
tractor Bhsl!  aUo,  where  neceswarj,  supply 
and  operala,  freo  ol  cost,  all  puiups  in  orter 
t*  keep  the  luundation  uicavation  dry.  The 
contractor  shall  prortdo,  drive,  frame  and 
place  all  sheet  pIIIdk  or  other  timber  work 
□ecessarf  to  the  successful  excavattoD  and 
protection  of  the  foundation  excavation,  and 
shall  maintain  tbe  aame  until  the  masonry 
shall  be  built.  All  material  eicavatnd  from 
the  foundations  shall  be  removed  aad  placed 
tu  embankments  or  spoil  banks,  as  may  be 
directed  b;  the  Engineer,  within  a  limit  of 
five  hundred  (600)  feet  from  the  site  o(  the 
excavation.  The  contractor  ahali  make  any 
excavation  nnder  the  bridge  as  directed  by 
the  Engrineer  at  the  same  price  bid  lor  foun- 
dation excaratloD. 

T.  All  refilling  ordered  by  the  Engineer 
shall  be  done  without  extra  cost  to  tbe  Sani- 
tary District. 


.r  Conr 


Portland  Cei, 
8.  Portland  cement  concrete  shall  ba  made 
In  proportions  as  follows:  One  (1)  part  of 
Portland  cement,  three  (3|  parts  ot  sand  and 
Hve  <5)  parts  of  broken  stone,  all  as  pec  speC' 
Ifications.  The  cement  and  sand  shall  Ih 
thoroughly  mixed  before  mixing-  with  the 
Stone,  after  which  all  three  conslltuents  shall 
be  thoroughly  Incorporated  to  the  satisfac- 
tion of  the  Engineer,  and  the  msss  sprinkled 

wing  The  concrete  shall  be  placed  In  the 
forms  In  layers  of  six  (0)  Inches  and  com- 
pacted b;  rammlnir.  All  exposed  faces  of 
tbe  abutments  ahalt  be  faced  with  a  layer  •( 
twoiS)  Inches  of  Portland  cement  mortar  in 
proportion  of  one  (1)  part  of  the  specified 
cement  to  two  (2)  parts  ot  [he  specified  sand. 
Tbis  facing  ts  be  so  applied  as  to  secure  a 
perfect  bond  with  the  concrete  before  the 
same  has  taken  its  Initial  set.  All  exposed 
faces  lo  lie  smooth  and  true  to  the  form 
called  for  by  the  plans.  The  stone  for  con- 
crete shall  be  of  a  quality  approved  by  the 
Engineer,  broken  Into  angular  pieces  of  a 
size  small  enough  to  pass  through  a  ring  one 
end  one- half  (\iii  Inches  in  diameter,  and 
entirely  free  from  dust,  sand,  dirt  or  any  for- 
eign substance.     The  stone  must  he  thor- 


pitched  draft,  rock-faced  work,  liulll  lo  ros- 
ular  courses,  said  courses  tu  be  of  a  thickness 
as  shown  on  plans. 

Pointhig. 

10,  All  masonry  shall  to  noltiled  so  as  to 
fill  the  joints  solid.  The  surlace  of  Ibe  wall 
shall  be  scraped  clean,  and  the  joints  tread  of 
ail  mortar  to  a  depth  of  one  and  on(~'half 
(iyi)  Inches,  and  refilled  solid  by  using 
proper  ramming  tools.  Joints  must  be  well 
wet  before  pointing. 

11.  Cramps  sbatl  be  of  such  nuinijer  and 
dimensions  as  shown  on  plan:  these  cramps 
shall  be  fitted  Into  the  course  after  It  Is  lard, 
and  t«  he  countersunk;  and  ail  the  boles 
shall  he  filled  with  grout  iimde  of  FortlaDd 
cement  after  the  cramps  are  Inserted.  The 
cost  of  furaisbing  and  plicini-  these  cramps 
and  Iron  noalnga  sball  bi:  included  la  the 
price  bid  per  cubic  yard  tor  masonry. 

iS.  Measurements  ot  all  masonry  shall  be 
by  the  cubic  yard,  and  payments  sball  lie 
made  upon  the  actual  cubical  contenls  or  tbe 
completed  masonry  within  the  lines  ,is  ahow-n 
on  plans. 

Temporary  lioiiiliMij. 

14.  Thecoutractor  for  the  JcBerson  Street 
Bridge  shall  remove  the  present  arch  bridge. 
He  shall  canduct  his  operutlons  In  such  a 
msnneras  not  to  endanger  or  Interfere  with 
the  traffic  on  the  temperar.v  bruise.    He  sball 


ethat  D 


the  present  brldg-e  shall  he  deposited  iu  tbe 

water.  If  any  material  should  tali  in  umA 
river  he  shall,  upon  the  order  of  the  Ragi- 
neer.  immediately  proceed  to  remove  the 
same.  The  price  paid  tor  such  re  moral 
within  a  limit  of  500  feet,  as  dlrectail  b^  the 
Engineer,  shall  be  by  tbe  cukic  yard  of  such 
material  as  may  be  found  in  the  pre<tent 
except  Iron  work  of  anydescrlp- 


9  brack 


The  c 


of  the 


placing  and  piling  ot  it  w'lhin  a  limit  of  500 
fiet  from  tbe  site  of  the  bridge  as  directed  by 
and  to  the  satisfaction  of  the  Engineer,  shall, 
however,  be  Included  in  the  price  paid   per 
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cubic  yard  for  remoTin^:  all  other  material. 
The  handling  of  such  iron  work  shall  be 
done  in  a  careful  and  workmanlike  manner. 
If  the  contractor  through  carelessness  should 
twist,  bend,  break  or  make  unfit  for  future 
use  any  such  iron  work,  he  shall  replace  the 
same  or  pay  the  Sanitary  District  such  sum 
•r  sums  of  money  as  the  Chief  Engineer  shall 
consider  just  and  oquitable. 

15.  If  the  Chief  Engineer  so  directs,  the 
contractor  shall  build  a  temporary  wooden 
structure  around  the  site  of  the  new  bridge. 
This  work  shall  consist  of  ordinary  trestle 
work  resting  on  caps  with  a  four  (4)  inch 
thick  floor  plank.  If  deemed  necessary,  one 
Howe  truss  may  be  used  to  span  the  river. 
The  material  used  in  this  temporary  trestle 
work  may  be  either  pine  or  hemlock,  except 
stringers,  floor  beams  and  cord  members, 
which  shall  be  white  pine,  all  timbers  to  be 
sound,  straight,  free  from  large,  loose  or 
rotten  knots.  The  payment  for  this  tem- 
porary work  shall  be  per  thousand  feet  B.  M. 
IS  used  in  the  work,  the  price  to  include  all 
holts,  spikes  and  other  iron  necessary  in  Its 
construction. 

Paving, 

16.  The  contractor  for  the  substructure 
shall  furnish  and  relay  all  paving  which  is 
necessary  to  be  removed  in  order  to  prosecute 
liis  work.  The  amount  to  be  relald  shall  in- 
clude all  pavement  in  the  street  up  to  the 
cast  iron  curbing  on  the  abutments  on  both 
ends  of  the  bridges.  He  shall  furnish  the 
same  qualities  of  paving  as  those  removed 
tod  shall  prosecute  the  work  in  accordance 
with  the  specifications  of  the  City  of  Joliet 
for  such  work  and  to  the  satisfaction  of  the 
City  Engineer  of  said  city.  The  contractor 
shall  also  laj  the-gas  and  water  pipes  up  and 
into  the  abutments.  The  price  for  relaying 
the  pavement  shall  be  per  square  yard  of 
such  pavement  laid  or  relaid,  and  shall  in- 
clude replacing  of  gas  and  water  pipes. 

Water  and  Gas  Pipen. 

18.    The  water  and  gas  pipes  at  JeHerson 

reet  Bridge  shall,  during  its  construction, 

ould  the  Chief  Engineer  so  direct,  be  de- 

ited  to  the  temporary  structure.    The  work 

tall  be  done  in  such  a  manner  as  to  conform 

»  the  latest   specifications'  of   the  City  of 

tliet  and  to  the  satisfaction    of   the  City 

ngineer  of  said  city.    The  price  for  this 

jTiation  of  pipes  at  Jefferson  Street  shall 

e  a  lump  sum  and  shall  include  the  furnish- 

yg  and  delivering  of  all  new  material  outside 


the  pipes  in  the  present  structure,  and  erect- 
ing iu  place  all  material  and  make  all  required 
corrections  in  a  satisfactory  and  workman- 
like manner. 

SPECIFICATIONS  FOR  SUPERSTRUCTURE — PLAXS 

Instructions  for  Bidding. 

19.  This  work  consists  of  furnishing,  de- 
livering and  erecting  in  place  all  iron  and 
steel  work,  all  concrete  and  sand  in  floors,  all 
block  pavement  and  sidewalk  planking,  and 
relaying  of  gas  and  water  pipes  in  the  new 
structures.  A  lump-sum  bid  is  required  for 
the  entire  superstructure. 

Stipulations . 

30.  All  plans  and  drawings  prepared  by 
the  Sanitary  District  for  this  work,  with  all 
notes,  dimensions,  figures  and  corrections 
thereon,  shall  be  considered  a  part  of  these 
specifications,  and  in  the  event  of  any  dis- 
crepancies between  plans  and  specifications, 
the  judgment  of  the  Chief  Engineer  shall  be 
be  decisive  thereon. 

21.  All  shop  plans  required  shall  be  made 
by  and  at  the  expense  of  the  contractor,  and 
submitted  to  the  Chief  Engineer  for  approval 
before  beginning  work,  and  at  least  six  (6) 
sets  of  prints  of  such  approved  plans  shall  be 
furnished  the  Sanitary  District  free  of  cost. 
No  alterations  of  approved  plans  will  be  per- 
mitted to  be  made  by  the  contractor  without 
the  written  consent  of  the  Chief  Engineer. 

22.  The  approval  of  said  plans  by  the 
Chief  Engineer  will  not  relieve  the  contractor 
from  the  responsibility  of  errors  thereon. 

23.  Plans  furnished  by  the  Sanitary  Dis- 
trict shall  be  carefully  checked  by  the  con- 
tractor before  beginning  work.  Should 
errors  be  discovered,  the  Chief  Engineer's 
attention  should  be  called  to  the  same  and 
corrections  made,  after  which  the  contractor 
will  be  responsible  for  all  errors  which  may 
occur  or  may  have  occurred. 

24.  All  such  working  drawings  submitted 
shall  have  a  uniform  size  of  twenty-six  (26) 
inches  by  forty  (40)  inches  inside  border 
lines,  with  border  margins  of  one-half  (}^) 
inch.  When  submitted  for  approval,  a  com- 
plete set  of  such  drawings  shall  be  presented. 

QUALITY  OF  MATERIAL — WROUGHT  IROK. 

Rivet  Iron. 

25.  All  iron  used  for  rivets  shall  have  an 
ultimate  tensile  strength  of  not  less  than 
48,000  pounds  per   square    inch,   an  elastic 
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limit  o[  at  least  26,000  pounds  per  Ectunre 
Incb,  and  an  elonitation  of  at  leait  tnent; 
(30)  per  cGDt  In  elcrbt  (3)  inches,  and  be  bo 
duclHo  that  when  bent  eold  ,  through  180 
degrees,  and  hammered  down  Sat  ou  Iteelf. 
It  Ghall  Bbov  DO  BlgD  o(  fracture  no  coavex 
Glde  ot  curve. 


S6.  All  ateel  sbatl  be  UDlform  id  qualil; 
and  made  by  the  open  hearth  process. 

27.  Tests  shall  be  made  upon  pieces  cut 
trooi  the  flDlsbed  material  aud  shall  not  be 
less  thaa  one-ball  <!^|  square  inch  in  sec- 
tional area.  Tvo  plecex,  one  for  tensile  test 
and  one.  for  bendiuK  lest,  shall  he  (urnlahed 
tor  eacb  blow  or  cast,  and  so  selected  that 
each  heat  or  furnace  full  of  billets,  blooms  or 
elabs  shnli  be  represeuted  by  at  least  one  test 
to  prove  the  condition  of  the  metal  after 
reheating,  rollinfr,  etc. 


Jferfiu. 


Slffl  Tatln. 


26.  When  tested  in  ipeclmens  as  above, 
medium  steel  shall  have  an  ultimate  tensile 
strength  or  from  60,000  to  OS.OOO  pounds  per 
square  Inch,  an  elastic  limit  ot  hot  less  than 
36.000  Hounds  per  square  inch,  shall  elongate 
not  less  than  twenty-Hve  (25)  per  cant  In 
elKht  (S|  incbes.  and  show  a  reduction  of 
area  at  point  ot  trtctute  ot  not  less  than 
f»rty  (40)  per  cent. 

29.  The  test  piece  must  also  bend  Cold  180 
degrees  around  a  curve  whose  diameter  is 
equal  to  the  thickness  ot  the  piece  wlthoat 
cracii  or  Haw  on  convex  side  ot  bend. 

30.  A  hole  punched  toe  a  three-quarter 
iii)  Inch  rivet,  one  and  one-halt  fl}f)  inches 
from  the  edee  ot  the  plate,  shall  be  capable 
ot  being  enlarged  by  dritting  to  one  and  one- 
eighlli  (Ik)  incbes  Id  diameter  witbout  sign 
ot  fracture, 

ai.  Rivet  steel  shall  have  an  ultimate 
Strength  ot  50,000  to  ,').S,000  pounds  and  an 
elastic  limit  at  nol  less  than  flriy-flve  (55) 
per  cent  of  the  ultimate,  an  elongation  of  not 
less  than  twenty-seven  (37)  per  cent,  and 
must  t«Tid  ]H0  degrees  flat  on  Itself  without 
sign  of   fracture  on   the  convex  side  ot  the 

32.  All  hand  drlren  rivels.  whether  shop 
or  Held,  shall  be  of  the  t>est  qaalit;  ol  rivet 
irOQ,  as  sjiecitied. 
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38.  Specimens  taken  from  all  grades  of 
steel,  atter  being  heated  to  a  light  cherry  reel 
(as  seen  In  the  dark),  and  quenched  in  water 
ot  82  degrees  Fahrenheit,  must  conform  to 
the  bending  requirements  above. 
(Ihemieal  Analytla, 

34.  The  chemical  analysis  tor  carbon  and 
phosphorous  ot  eacb  blow  or  cast  must  be 
furnished  to  the  Engineer  ot  his  inspectors, 
betore  any  of  the  material  rolled  from  said 
bl*w  or  cast  Is  shipped  from  the  mill.  Phoa- 
phoroua  must  not  txceed  six  one-hundredtbs 
|0.06)  per  cent  for  acid  steel,  or  four  on e- 
taunilredtha  10.04)  per  cent  lor  basic  steel . 

Ohipp'mgs  anil  AUtraiUms. 

35.  All  blooms,  billets  or  slabs  shall  be 
examined  tor  surtace  detects,  flaws  or  blow- 
holes betore  being  rolled  into  the  flnished 
sections,  and  such  chlppings  aud  ulteratlona 
made  as   will  secure  perfect  solidity  In  the 

Marking. 

36.  The  original  blow  or  cast  number  must 
be  painted  or  stamped  ou  all  blooms,  billets 
or  slabs  In  order  to  identity  the  material 
throughout  the  Tarious  processes  ot  manu- 
facture; and  the  original  bloir  or  cast  num- 
ber, together  with  the  furnace  heat  number, 
must  tie  utamptd  on  each  piece  ot  finished 
material  from  tald  blow  or  heat. 

37.  All  finished,  rolled  material  must 
present  a  smooih.  clean  surface,  tree  trom 
buckles.  Haws,  cracks,  raggi^  edges  or  any 
other  detects,  and  must  be  straight  through- 
out and  true  to  section , 

BriltU  Stetl 

38.  No  steel  which  proves  brittle  shall  be 
used  under  any  circumstances;  It  It  develops 
thiieharacteratany  stage  ot  Its  manufacture, 
it  shall  be  at  once  condemned  and  other  ma- 
terial used.  The  object  of  the  more  particu- 
lar clauses,  hereto  relating,  is  10  guard 
against  the  possibility  ot  the  use  of  this  class 

39.  Cast  iron  must  be  ot  the  best  quality 
ot  soft  pray  iron.  The  castings  must  be  free 
from  flaws,  ragged  edges,  or  any  other  de- 
lects Impfliring  Its  eillciency  or  appearance; 
and  bars  ot  a  section  one  (I)  inch  square, 
placed  four  I4|  feet  and  six  (6)  inches  be- 
tween supports,  most  be  strong  enough  to 
bear  a  weight  of  five  hundred  (500)  pounds 
placed  half  way  between  supports. 
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Portland  Cement. 

40.  Portland  cement  shall  be  of  a  quality 
as  specified  for  substructure. 

Sand. 

41.  Sand  shall  be  of  a  quality  as  specified 
for  substructure. 

Portland  Cement  Concrete. 

42.  Portland  cement  concrete  shall  be 
made  in  proportion  as  follows:  One  (1)  part 
of  Portland  cement ;  two  and  one-half  (2)4) 
parts  of  sand,  and  five  (5)  parts  of  broken 
stone,  all  as  per  specifications.  The  cement 
and  sand  shall  be  thoroughly  incorporated 
before  mixing  with  the  stone,  after  which 
all  three  constituents  shall  be  thoroughly  in- 
corporated to  the  satisfaction  of  the  Engi- 
neer, and  the  mass  sprinkled  with  clean  water 
until  it  quakes  under  ramming.  The  stone 
used  for  the  concrete  shall  be  of  a  quality 
approved  by  the  Engineer,  broken  into 
angular  pieces  of  a  size  small  enough  to  pass 
through  a  ring  one  inch  in  diameter,  and 
entirely  free  from  dust,  sand,  dirt  or  any 
foreign  substance.  The  stone  must  he 
thoroughly  drenched  with  clear  water  before 
mixing  with  mortar. 

Paving  Blocks. 

43.  After  the  roadway  floor  has  been 
properly  prepared,  the  entire  surface  of  the 
roadway  between  the  wheel  guards  sball  be 
paved  with  the  best  quality  of  sound  oak 
blocks  sawed  from  fire  (5)  inch  plank,  the 
plank  to  be  sized  to  uniform  thickness  of  five 
(5)  inches ;  the  blocks  to  be  uniformly  five 
(5)  inches  deep  and  from  six  (6)  to  twelve 
(12)  inches  long,  sawed  at  right  angles  to 
sides,  and  to  be  free  from  all  decay,  loose  or 
unsound  knots  or  other  defects.  The  blocks 
when  laid  must  not  be  more  than  one-third 
seasoned;  all  plank  to  be  inspected  at  time 
and  place  of  sawing  by  an  Inspector  appointed 
by  the  Sanitary  District,  and  all  rejected 
material  shall  be  placed  and  kept  separate 
from  the  balance.    The  blocks  must  be  kept 

ry  and  free  from  snow  or  ice,  acd  not  laid 
^  in  the  opinion  of  the  Engineer,  the  bridge 
oor  is  not  in  proper  condition  by  reason  of 
low  or  rain  to  receive  the  same. 

Laying  Paving  Blockjt. 

44-    The  paving  blocks  to  be  laid  tight  to- 

;€tber,  in  rows  or  courses,  and  at  ritrht  angles 

9  the  line  of  the  roadway.    They  shall  be 

id  so  as  to  break  joint  at  least  two  and  one- 

kli  (23^)  inches  with  the  blocks  in  the  ad- 


joining row  and  laid  tight  joints  to  the  full 
depth.  After  the  blocks  are  set,  the  entire 
paving  shall  be  coated  with  coal  tar  composi- 
tion and  while  hot  shall  be  covered  with  one 
(1)  inch  of  fine  clean  gravel. 

Timber. 

45.  The  sidewalk  planking  and  other 
timber  shall  be  of  first  quality,  long  leaf  yel- 
low heart  pine,  entirely  free  from  sap  and  to 
be  cut  from  live  trees,  grown  south  of  the 
south  line  of  Tennessee.  To  he  straight, 
square  edged,  free  of  shakes,  loose  or  rotten 
knots  or  other  material  defects. 

WORKMA.NSHIP. 

Character  of  Work. 

46.  All  work  must  be  done  in  a  strictly 
first-class  manner  and  shall  at  all  times  be 
subject  to  thorough  and  careful  inspection. 

47.  Finished  pieces  sball  be  true  to  size, 
section  and  line,  straight  and  out  of  wind  at 
all  points;  and  all  machine,  rivet  and  smith 
work  done  upon  them  sball  be  of  the  best 
character. 

JStraightetiing. 

4S.  All  material  must  be  carefully  straight- 
ened before  being  laid  oil. 

Marking. 

49.  All  parts  which  are  given  a  descriptive 
letter  or  number  in  the  drawings  shall  have 
that  letter  or  number  stenciled  on  them  be- 
fore shipment. 

A7ineaUng. 

50.  All  steel  tension  members  which  have 
been  heated  shall,  after  work  on  them  is 
completed,  be  thoroughly  annealed  by  heat- 
ing them  uniformly  to  a  cherry-red  heat,  and 
allowing  them  to  cool  slowly. 

Splices. 

51.  Abutting  joints  shall  be  milled  oft  to 
exact  lengths,  and  square  to  the  line  of  the 
chord,  or  to  exact  bevel,  where  required. 

52.  Pin  holes  shall  be  bored  true  to  the- 
line  of  stress  and  correct  as  to  position. 

Web  Plates. 

53.  For  all  girders,  web  plates  must  be  so 
arranged  as  not  to  project  beyond  the  faces 
of  the  flange  angles,  nor  be  more  than  one- 
sixteenth  (1-16)  of  an  inch  less  on  each  edge 
than  the  distance  out  to  out  of  the  flange 
angles. 

Mat('ht?ig. 

54.  After  the  splice  plates  are  riveted  on 
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Id  tbe  shops,  eacb  line  oF  cbnrds  shsll  be 
aeseinbled,  tbe  joints  matched,  tbefr  aliuttlDg 
surfHCes  brought  ti)  a  ttghi  UE  by  use  of 
clsiiips.  and  all  thu  rlvst  holes  [n  tho  ends  uf 
chords  and  spllcea  shall  be  reamed  to  an 
exact  match  and  fit.  Match  marks  shall  then 
be  made  In  each  piece. 

RifKiiiff. 
5.V  All  rlTcts  with  crooked  heads,  or  beads 
not  Fornied  centrally  on  the  shank,  or  rivets 
which  are  Ioobb,  either  in  tbe  bole  or  under 
the  shoulder,  shall  be  cut  out  and  replaced 
with  good  rivets. 


50.     The  diameter  of    tl 
eKceed  the  diameter  o[  Ibi 
(1-1«)  ol 


hole  shall  a 


Inch. 


.■)'.  All  joint  rivet  holes  Eball  he  so  ac- 
curately spaced  that  riveti  at  Ihe  proper  size 
can  be  passed  through  all  the  boles  in  the 
joint  after  tbe  parts  are  placed  In  position 
without  the  use  ot  drllt  pios. 

Htamiiig  and  FlIliHg, 

r>3.  All  splice  plates  In  which  tbe  holes 
are  mismatched,  either  Id  the  plates  Ihem- 
selves  or  with  the  adioiuing  chord  or  Qsoge, 
shall  be  matched  iiDd  the  holes  reamed  to  Ot 
before  leaving  the  shop. 

59.  Nolaaccuraie  or  otherwise  defective 
worit  will  be  accepted  under  any  circum- 
stances Id  the  coonectiou  joints  or  riveted 

60.  The  riveted  Held  coaaecllsas  of  Boor 
beams,  stringers,  posts  and  struts  must  be 
accurately  matched  IwFore  leaving  the  shops. 
Bad  all  unmatched  boles  reamed  to  tit;  the 
ends  of  Boor  beams  and  stringers  mast  he 
machtne  faced  te  exact  leaijths. 

CI,    Wherever  practicable,  rivets  must  be 

63.  In  all  riveled  steel  work  wherever 
ream  ID  g  Is  speclOed,  as  la  paragraph  fifty- 
eight  {M),  the  punch  hole  shall  be  •ne-elghc 
Ol)  Inch  lass  than  the  size  required,  and 
-  shall  then  be  reamed  to  Bt. 


01.  Tbe  Contractor  shall  fi 
fnciUties  for  the  inspection 
workmanship,    Small  speciini 
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of  material  and  also  tbe  eeccs.sary  labor  shall 
be  furnished  by  the  Contractor  without 
charge,  when  called  for  by  tbe  Engineer  or 
Inspector.  Inspectors  will  be  retained  by  the 
Sanitary  District  with  fiill  power  to  reject  all 
work  or  material  which  does  not  In  every 
way  conform  to  the  letter  and  spirit  of  the 
specification  8. 

^nll  Tf-(-,.i,. 

te.  All  inaterial  shall  be  iDsptcted  at  the 
mills  where  it  is  rolled. 

6tt.  Test  specimens  shall  fairly  represent 
material  to  be  tested,  and  shall  not  in  nay 
way  be  worked  ou  to  alter  the  quality  before 
testiUK.  They  shall  be  cut  whenever  practi- 
cable so  as  to  retain  t*o  opposite  sides  as 
they  come  from  the  rolls.  Rods  not  eiceed- 
Inp  one  (I)  E<|uarG  Inch  sbnll  be  test  d  la  full 

BT.  Regular  landing  Hpeclmens  shall  be 
labor,  one  for  every  tensile  lest.  They  -sball 
have  the  rough  edges  plaoed  off,  nnd  shall  be 
dupllcnies  of.  and  cut  from,  the  same  Brigi- 
nats  as  tensile  testa  for  He  same  material. 

08.  Tests  shall  be  sufHcleut  In  numher  to 
fairly  represent,  Id  tbe  ^udj^ment  of  the  En- 
gineer, tbe  material  to  be  iiit'pected:  there 
shall,  however,  be  no  moie  than  two  Ci)  teats, 
i,  t.,  two  (2)  tensile  and  two  {'i)  bending 
speclifieDS,  fur  every  twenty  pieces  In  the  or- 
der. 

69.  The  passing  of  >n}  material  aC  the 
mills  shall  not  prevent  Its  subsequent  rejec- 
tion for  cause.  If  found  defective  after  de- 
livery, such  material  shall  lie  replaced  at  the 
expense  of  tbe  Contractor. 


ra(Htly,g. 

TO.    All  of  tbe  iron  nark  before   leaving 


Tl.  In  tbe  rivlted  work,  the  surfaces  com- 
ing In  contact  shall  be  painteil  with  two  coats 
of  red  lead  paint.  Bottimi  of  bed  plales< 
bearing  pistes,   and  any  pans  which  are  not 

have  two  coats  of  paint  ot  the  same  brand. 
Ti.     After  the   structures  ere  erected,  the 

painted  with  two  additional  coats  of  red  lead 
paint.  Tbe  first  coat  shall  tie  pure  red  load 
(ground  dry)  and  raw  llnseeu  oil.  In  propor- 
tions tbirty-Ihree   (33)  pounds  of  red  lead  to 
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one  (1)  ipallon  of  oil.  The  second  coat  shall 
be  in  proportions  of  thirty-three  (38)  pounds 
of  red  lead  to  one  (1)  gallon  of  oil  and  one  (1) 
pound  of  best  lamp  black  to  each  six  (6)  gal- 
lons of  oil  used.  The  paint  shall  be  mixed 
at  tho  site  •f  the  worlc  and  only  in  such  quan- 
tities as  to  be  sufBcient  for  one  day's  use. 

73.  All  finished  surfaces  shall  be  coated 
with  white  lead  and  tallowed  before  being: 
shipped  from  the  shop. 

74.  No  painting  shall  be  done  in  wet  or 
freezing  weather. 

Shipping, 

75.  All  parts  .shall  be  carefully  loaded,  so 
IS  to  avoid  injury  in  transportation,  and  shall 
be  at  the  Contractor's  risk  until  erected  and 
ready  for  the  rails. 

76.  All  screw  ends  shall  be  wrapped  with 
twine  before  shipment. 

77.  All  pins  and  small  parts  must  be  se- 
curely boxed,  and  the  boxes  plainly  marked. 
The  weights  of  large  pieces  must  be  marked 
00  them.  The  invoices  shall  state  the  con- 
tents of  each  box  and  the  weight  and  descrip- 
tion of  each  piece  that  is  not  boxed,  and  two 
copies  of  each  invoice  shall  be  furnished  the 
SaniUry  District  of  Chicago. 

ERECTION. 

78.  The  Contractor  shall  furnish  all  stag- 
ing and  false  work,  shall  erect  and  adjust  all 
the  metal  work,  shall  furnish  and  put  in  place 
ill  concrete  work,  floor  timbers,  timber 
gnards.  -also  place  the  masonry  bolts,  and 
secure  them  in  place. 

79.  The  Contractor  shall  so  conduct  all  of 
his  opera tiontf  as  not  to  impede  the  traflQc  on 
public  highways  or  interfere  with  the  work  of 
other  contractors,  or  close  any  thoroughfare 
hy  land  or  water,  except  by  written  consent 
of  the  Chief  Engineer  or  as  herein  spec- 
ified. 

80.  The  Contractor  shall  assume  all  risk 
of  accidents  to  men  or  material  prior  to  the 
acceptance  of  the  finished   structure.     The 

ontractor  must  also  remove  all  false  work, 
fling  and  other  obstructions,  or  unsightly 
laterial  produced  by  his  operations. 

PI  SAL  ACCEPTANCE. 

81.  Any  material  or  workmanship  which 
oes  not  satisfy  the  requirements  of  these 
peciflcations  may  be  rejected  by  the  Chief 
ngineer  at  any  time  before  the  final  accept- 
lee  of  the  work,  and  the  Contractor  shall 
ake  good  all  deficiencies  at  his  own  cost. 


The  fact  that  the  authorized  inspectors  have 
accepted  said  material  or  workmanship,  shall 
not  make  the  Sanitary  District  liable  for  ex- 
tra cost  above  that  specified  in  the  contract 
for  replacing  same  with  material  or  work- 
manship accepted  by  the  Chief  Engineer  on 
final  acceptance. 

GENERAL    CONDITIONS. 

Changes  in  I*lan. 

82.  The  amount  of  masonry  figured  from 
the  plans  is  approximate,  and  the  Sanitary 
District  reserves  the  right  to  make  altera- 
tions in  the  line,  grade,  plan,  form  or  dimen- 
sions of  the  work  herein  provided  for,  either 
before  or  after  beginning  the  construction 
thereof;  provided,  that  if  alterations  are 
made,  the  general  character  of  the  work  as  a 
whole  is  not  thereby  changed.  If  such  alter- 
ations diminish  the  quantity  of  the  work 
to  be  done  they  shall  not  constitute  a  claim 
for  damages  nor  for  anticipated  profits  on  the 
work  that  may  be  dispensed  with ;  if  they  in- 
crease the  amount  of  work,  such  increase 
shall  be  paid  for  according  to  the  quantity  of 
work  actually  done,  and  at  prices  and  rates 
established  for  such  work  under  this  con- 
tract. 

88.  Notice  of  change  of  plan  must  be  given 
to  the  Contractor  In  writing,  and  it  is  ex- 
pressly agreed  that  no  alterations  or  additions 
or  extra  work  are  to  be  paid  for  unless  di- 
rected in  writing. 

Fxira    Work. 

84.  All  claims  for  extra  labor  or  material 
furnished  by  the  Contractor  or  for  damages 
from  any  cause  whatever,  must  t>e  reported  to 
the  Engineer  at  the  time  such  labor  or  ma- 
terial are  furnished  or  such  damages  occur, 
and  they  must  also  be  presented  to  him  in 
writing  at  the  end  of  the  month ;  provided, 
that  nothing  shall  be  paid  for  as  extra  woric 
that  can  be  classified  under  any  of  the  heads 
upon  which  prices  are  fixed  by  this  contract. 

85.  Whenever  work  is  required  to  be  done 
which  is  not  now  contemplated  or  covered  by 
the  prices  hereinafter  given,  the  Engineer  shall 
fix  such  prices  for  the  work  as  he  shall  con- 
sider jnst  and  equitable,  and  the  Contractor 
shall  abide  by  such  prices,  provided  he  enters 
upon  such  work  with  full  knowledge  of  the 
prices  so  fixed  by  the  Engineer;  but  if  the 
Contractor  declines  executing  said  work  at 
the  prices  fixed  by  the  Engineer,  then  the 
Sanitary  District  may  enter  into  contract 
with  any  person  or  persons  for  its  execution. 


:  it  tbit 


bid  I 


igMd;  and  i(  extra,  work,  or  work  not  pro- 
vided for  In  this  contract,  is  performed  by 
tbe  Contractor,  before  prices  h&va  been  ilxed 
[or  snob  work,  tbea  tbe  Enzlneer  eball  estl- 
mite  tbe  same  at  such  prices  as  he  BhiU  deem 
Juat  and  reasonable,  and  bU  decision  sbull  be 
flnal,  and  the  Eald  Conlruccur  shall  accept 
such  prices  Is  full  satisfaction  of  all  de- 
mands against  tbe  Sanitary  District  for  said 
enra  worli ;  provided,  that  If  the  extra  work 
dODe  under  this  contract  Is  of  such  a  nature, 
beiOK  distinct  from  other  'nrork  being  done 
by  Bald  Contractor,  that  the  actual  cost  of 
the  same  can  be  determined,  then  the  a  Id 
CoDtractor  shall  receire,  and  the  Sanitary 
Dlslrlet  shall  pay.  In  fui:  satisfaction  for  the 
same,  the  victual  cost  of  the  work  with  fifteen 
(15)  per  cent,  added.  ProTided,  further,  that 
nothing  shall  be  deemed  extra  work  which 
can  be  measured   or  estimated  under  tbe  pro- 


lhlBC< 


86.  It  Is  further  agreed  that  In  all  cases  of 
question  or  dlspate  arlalng  or  grawing  out  of 
this  contract  iQ  anyway  regarding  tbe  cost  or 
value  of  extras,  variations,  allowancM,  do- 
ductions  or  tbe  amount  of  damans  In  anj 
manner  growing  out  of  tbe  violation  of  this 
contract,  tbe  decUlon  of  tbe  Engineer  shall 
be  flnal  and  binding  on  both  parties  hereto. 

Itttponillrllity  of  Conlraelor. 

87.  All  the  work  provided  for  In  tbis  con- 
tract Is  to  be  done  under  tbe  direction  and 
supervislen  of  the  Chief  Engineer  and 
hie  properly  aothorlied  agents.  The  Con- 
tractor Is  to  be  trulded  by  the  lines, 
stakes,  marks  and  grades  given  by  them,  and 
is  to  carefully  preserve  the  same  as  far  as 
possible  during  the  progress  of  the  work  | 
and  Is  ts  furnish  all  needed  facilities,  without 
charge  therefor,  to  enable  the  Enj^ineer  to 
properly  give  lines  and  grides  and  to  measure 
tbe  work  from  time  to  time. 

83.  All  work- will  be  subject  to  Inspection 
by  the  said  Engineer  and  his  said  agents,  and 
If  not  in  accordance  with  the  requirements 
of  this  contract  la  to  be  made  good  by  the 
Contractor.  The  Contractor  will  be  respon- 
sible for  tbe  entire  work  until  completed  and 
accepted  by  tbe  Sanitary  District.  The  Con- 
tractor win  be  required  to  give  his  personal 
attention  to  the  fulfillment  of  this  contract 
and  to  the  execution  of  the  work.  He  Is  to 
keep  the  same  uniler  bis  control,  and  will  not 
t>e  allowed  to  sub-let  all  or  any  part  of  It;  It 
'being  distinctly  uoderMood  and  agreed  that 


the  sub-lcttla)c  of  the  s 

contract,    or  any   part    tbeteiif.   shall,    after 

thirty  (30)  days'  notice,  woM:  a  forfeiture  iif 

the  contract  at  the  option  o(  the  Sanitary 

District. 

89.  The  Contractor  will  be  rciiuireii  lo 
safely  maintain  all  trafflc  \ii  n  ]iiuiiner  as 
hereinbefore  stipulated  In  the  constructiiin  of 
the  work  berela  provided  for:  and  will  also 
be  required  to  make  ail  nect-ssary  chonees  tn 
tbe  structure  as  directad  bj  the  Chief  Engi- 
neer, BO  as  to  enable  him  to  conBtruut  the 
work  herein  provided  tor  witEimit  any  addi- 
tional expense  to  the  party  of  the  llrst  part. 

eo.  The  Contractor  will  Dnl  be  allowed  to 
assign,  by  power  of  attorney  or  otherwise, 
any  portion  of  the  moneys  that  may  bucomc 
due  through  the  workings  of  this  contract. 
la  case  the  Contractor  taiK  to  comply  with 
tbe  provisions  of  this  contract,  a^  to  progress 
and  character  of  work,  be  shall  he  duly  noti- 
fled  in  writina;,  and  thirty  (30)  days  after  tbo 
giving  of  said  notice  the  psrly  of  the  llrst 
part  may  declare  this  contract  forfeited.  If 
there  Is  substantial  failure  to  comply  with  Its 
provisions. 

Toolt. 

01,  Tbe  Contractor  Is  U  furnish  all  the 
tools  of  every  kind  and  desci^pllon.  including 
pumps,  cars  and  tracks  necessary  to  the  full 
and  complete  carrying  out  of  this  contract, 
and  on  completion  of  the  wcrl;  is  to  reiiiovc 
all  tools,  buildings  and  material  of  nil  kind 
from  the  right  of  way  of  tbp  Main  Drainage 
Channel. 

Precaalioai. 

93.  Whatever  precautlena  may  be  neces- 
sary to  render  any  portion  of  tlie  work  more 
secure  In  any  respect,  ar  to  decreasE  the  lia- 
hilitj  of  accident  from  any  ciuse,  or  to  avoid 
contingencies  which  are  llaule  to  deliiy  the 
completion  of  the  work,  sball  be  taken  by  tbe 
Contractor. 

Workmen, 

93.  The  Contractor  shall  emplay  compe- 
tent foremen  and  laborers,  and  shall  rli^ 
charge,  at  the  request  of  the  Engineer,  any 
incompetent  or  unfaithful  men  In  hia  em- 
ploy. None  but  men  expert  In  Ihtlr  respec- 
tive branches  ct  work  will  be  employed  where 
special  skill  la  required,  and  In  the  employ- 
ment o(  men  preference  sbill  be  g-lven  to 
union  laborers. 

94.  It  la  especially  UDderstood  and  agreed 
tbatelgbt  (3)  hours  sbaLl  constitute  a  day's 


Ipril  12,1 


—5621— 


ri8«9 


work  and  that  no  workman  shall  be  employed 
or  required  to  work  more  than  eight  (8) 
hoars  ont  of  any  twenty-four  (24)  hours,  and 
00  work  in  excess  of  that  time  shall  be  al- 
lowed. 

^.  In  the  event  of  any  violation  of  the 
above  eight  (8)  hoar  provision  it  is  agreed 
berel^  that  the  said  District  shall,  and  that  it 
is  duly  authorized  to  retain  from  any  money 
due  or  to  become  due  at  any  time  from  it  to 
tiie  second  party^  as  liquidated  damages,  the 
sum  of  five  ($6)  dollars  per  hour  for  each 
hour  that  any  employe  shall  be  required  to 
work  in  excess  of  eight  (8)  hours  per  day, 
pursuant  to  the  terms  and  conditions  of  the 
ordinance  adapted  June  2dd,  1897,  atUched 
hereto. 

Patefits. 

96.  It  Is  further  agreed  that  the  second 
party  shall  indemnify,  keep  and  save  harmless 
said  first  party  from  all  liabilities,  judgments, 
costs,  damages  and  expenses  which  may  in 
anywise  come  against  said  first  party,  or 
which  may  result  on  account  of  any  infringe- 
ment  of  any  patent  by  means  of  the  use  of 
any  materials,  nMchinery,  device  or  apparatus 
used  in  the  performance  of  this  contract,  or 
of  designs  furnished  by  second  party  and  ac- 
cepted by  the  Sanitary  District :  and  in  the 
event  of  any  claim  or  suit  or  action  at  law  or 
equity  of  any  kind  whatsoever  being  made  or 
brought  against  said  first  party,  then  first 
party  shall  have  the  right  to  retain  a  suffi- 
cient amount  of  money  in  the  same  manner 
And  upon  the  same  conditions  as  hereinafter 
is  the  next  following  clause  of  this  contract 
provided. 

97.  If  any  damage  shall  be  done  by  the 
Contractor,  or  by  any  person  or  persons  in 
his  employ,  to  the  owner  or  occupants  of 
land  or  to  any  property  adjoining  or  in  the 
vicinity  of  the  work  herein  contracted  to  be 
^oe,  or  to  a  neighboring  contractor,  the  En- 
gineer shall  have  the  right  to  estimate  the 
ftuuiant  of  said  damage,  &nd  to  cause  the 

itary  District  to  pay  the  same  to  the  said 
ler  or  occupant,  and  the  amount  so  paid 
said  damage  shall  be  deducted  from  the 
ney  due  from  said  Contractor  under  said 
tract. 

i.  Said  Contractor  covenants  and  agrees 
my  all  damages  for  any  personal  injury 
taiaed  by  any  person  growing  out  of  any 
or  dolni^  of  himself  or  his  employee  that 
a  the  nature  of  a  legal  liability,  and  he 


hereby  agrees  to  indemnify  and  to  save  the 
Sanitary  District  harmless  against  all  suits  or 
actions  of  every  name  and  description  brought 
against  the  said  Sanitary  District  for  or  en 
account  of  any  such  injuries  or  such  dam- 
ages received  or  sustained  by  any  person  or 
persons  by  or  from  said  Contractor,  his  ser- 
vants, agents  or  employes,  in  the  execution  of 
said  work ;  or  by  or  in  consequence  of  any 
negligence  in  guarding  the  same ;  or  by  or  on 
account  of  any  act  •r  omission  of  said  Con- 
tractor, his  agents  or  employes;  and  the  said 
Contractor  further  agrees  that  so  much  of 
the  money  due  to  him,  under  and  by  virtue  of 
this  contract,  as  shall  be  considered  necessary 
by  the  Board  of  Trustees  of  the  Sanitary  Dis- 
trict, may  be  retained  by  the  said  Sanitary 
District  until  such  suit  or  claim  for  damages, 
as  aforesaid,  shall  have  been  settled,  and  evi- 
dence to  that  effect  furnished  to  the  satisfac- 
tion of  the  said  Board  of  Trustees. 

Time. 

100.  The  Contractor  for  the  Jefferson 
Street  Bridge  agrees  to  begin  work  covered 
by  these  specifications  within  fifteen  (15) 
days  after  said  contract  shall  have  been  exe- 
cuted, and  to  prosecute  the  building  of  the 
substructure  herein  provided  for  so  as  to 
complete  the  same  on  or  before  August  1, 
1899,  and  to  complete  the  superstructure  so  as 
to  be  ready  for  traffic  on  or  before  October  1, 
1899. 

Prices. 

101.  In  consideration  of  the  said  work 
being  carried  on  and  completed  in  time  and 
manner  as  hereinbefore  specified,  the  said 
party  of  the  first  part  agrees  to  pay  to  the 
said  party  of  the  second  part  the  following 
amounts,  and  the  said  party  of  the  second 
part  agrees  to  receive  and  accept  the  same  as 
full  compensation  for  the  performance  of  the 
work,  Including  the  furnishing  of  the  ma- 
terials, tools,  labor,  etc.,  to-wit. : 

a. — For  removal  of  old  superstructure,  as 

specified,  the  lumpsum  of  

dollars  ($ ). 

oi. — For  deviating  pipes  onto  temporary 
structure,  as  specified,  the  lump  sum  of  five 
hundred  dollars  (1500.00) . 

6.— For  each  cubic  yard  of  old  masonry  re- 
ceived, as  specified,  the  sum  of  two  dollars 
($2.00). 

c. — For  each  cubic  yard  of  earth  excavation, 
price  to  include  all  refilling,  as  specified,  the 
sum  of  sixty  hundredths  dollar  (10.60). 


d, — For  each  cubic  yard  o(  rock  excsvatlon, 
price  to  include  all  refllllnE,  as  apeclfld,  the 
aumof  (our  dollars  |I4.D0). 

f ,— For  tinber  in  Mmporary  structure,  Sheet 
piling  and  bracinif  in  place,  per  tboasand 
(1,000)  feet  B.  M.  (price  lo  cover  all  spikes, 
bolts  or  otber  Iron  U>  be  used  In  coDstructlntr 
the  same)  as  per  terms  of  tbis  contract,  tbe 
Euni  of  arty  dollars  (foO.OO). 

/.—For  each  cubic  yard  of  Portland  cement 
cancrste,  as  specifled,  the  sum  of  five  and 
serenly-flte  hundredths  dollars  (t5,T5). 

I/. — For  each  cubic  yard  of  completed  ma- 
Bonry,  as  spaclfled,  tbe  sum  of  thirteen  dol- 
lars ((13.  IX)). 

h. — For  each  square  jard  of  pavement  laid 
or  relaid  In  tbe  street  up  t*  cast-Iron  curbintc 
(price  ts  include  relayini;  of  pipes),  as  speci- 
fied, the  sum  ot  one  and  Bfty  hundredths  dol- 
lars (»1.50). 

I, — For  auperstructare  complete,  as  speci- 
fied, the  lump  sum  of  twenty-three  thousand 
and  one  hundred  and  sixty  dollars  (tSS,- 
160.00). 

J,— F»r  extra  medium  or  B«(t  steel  erected 
in  place,  the  sum  of  three  and  one-halt  cents 
(83^c). 

*-,— For  eilra  cast  Iron  erected  In  place,  the 
three  cents  {3c), 

I.— Fur  extra  lumber  built  la  place,  the  sum 
of  twenty-ei(;ht  dollars  (CiS.OO)  per  thousand 
teetB.M. 

102.  The  prices  proposed  must  include  all 
royalties  for  patents  orpatented  material  and 
appliances  nsed  la  the  construction  of  tbe 
work  described  in  the  spec  Ifl  cation  a  and 
a(;reements ;  and  before  Qnal  payniect  Is  made 
the  Contractor  shall  turnish  a  satisfactory 
gfuarantee  against  all  claims. 

Time  mill  .Vaiitur  of  Paiimeiil. 

103.  It  is  agreed  by  the  party  of  the  first 
part  that  on  or  Ijefore  the  10th  an«l  SSth  days 
of  each  month  durloB  the  progress  or  the 
vork,  and  subject  to  the  proTlsione  bcralnbe- 
fore  specified  under  the  bead  of  ■■Time," 
payment  will  be  made  to  the  said  party  of  the 
aecond  part  t»  the  amount  of  eigbtT-aoen 
and  one-half  (i^T.'^l  per  cent,  of  tbe  contract 
price  of  the  substructure  ot  the  approximate 
amount  of  work  done  during  the  previous 
halt  month,  upon  written  certificate  from  the 
Engineer  that  such  approximate  amount  of 
work  has  been  done  during  that  period; 
twelve  and  one-half  (12}^)  per  cant  being  re- 
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KM.  It  Is  agreed  by  the  party  o(  ihc  first 
part  that  when  the  entire  iron  work  shall 
have  been  delivered  at  the  site  n[  erection, 
payment  shall  be  made  liy  the  party  of  the 
second  part  to  the  amouut  of   ^ixly  {'HO)  per 
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ture  upon  written  certlfcalc  from  the  Chief 
Engineer  that  such  approxliiialu  amount  of 
work  has  been  done.  The  remaiiiing  forty 
(40)  percent,  to  be  pale,  within  thirty  (30) 
days  after  the  completion  ot  the  work  and  its 
acceptance  by  the  party  of  the  first  part. 

Cerlifiaile. 

103.  Upon  the compleilon  of  thesulistruct- 
are  in  accordance  with  the  speeiflcatioos  and 
contract.  1i>  the  full  satisfaction  of  the  Chief 
Engineer,  and  upon  the  inspection  of  sume 
and  the  issuance  of  the  final  certificate  by  Ibe 
Chief  Eagineer,  the  said  party  of  tbe  flnst 
part  agrees  to  pay  W  the  said  party  ot  the 
second  part  the  amounts  ^hown  to  l>e  due  to 
said  second  party  by  the  said  certificate  of  (he 
said  Chief  Engineer,  including  the  twelve 
and  one-half  (1S|^)  per  cent,  reserved. 

IDG.  Upon  the  complnticm  of  the  Hupcr- 
strueture  In  accordance  with  the  spe-rlfica- 
tloQS  and  contract,  to  tbe  full  aatislactlon  of 
tbe  Chief  Engineer,  and  upon  the  Inspectioo 
of  same  and  the  Issuance  of  the  final  certificate 
by  the  Chief  Engineer,  tne  said  party  sf  the 
first  part  agrees  to  pay  to  Ihc  said  party  of 
the  second  pan  the  amount  shown  la  tie  due 
to  the  said  party  ot  the  sacund  part  hy  the 
said  certificate  of  the  said  Chief  Engineer. 
Failure  lo    Comphlt. 

107.  J(  is  further  agreed  by  the  auld  party 
of  the  second  part  that,  if  the  work  to  be  done 
under  this  contract  on  the  substructure  shall 
be  abandoned,  or  If  it  skall  be  assigned  by 
him,  or  If  he  loses  control  ol  the  work  from 
any  cause,  excepting  ac:s  of  God  and  the 
public  enemy,  orif  the  r»te  of  progress  is  not 
such  as  to  Insure  Its  compleilon  within  the 
time  specified,  or  If  a)  an.v  time  tiie  Enginoer 
shall  be  of  the  opinion,  and  shall  so  certlf; 
la  writing  Xo  the  said  party  ut  the  first  part, 
that  the  said  work  or  any  part  thoroof  is  nn- 
necessarily  and  unreasonably  delayed,  or  that 
the  Contractor  Is  willfully  and  pcrnistentlf 
violating  any  ot  the  conditions  or  covenants 
of  this  contract,  or  Is  nol  fuinillng  said  con- 
tract in  good  faith,  the  aaitt  party  of  Ih«  first 
part  ahall  bavc  the  power  to  notlfj  th-esaid 
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Contractor  to  discontinue  all  work,  or  any 
part  thereof,  as  may  be  designated  by  the 
said  party  of  the  first  part,  and  the  said  party 
of  the  first  part  shall  thereupon  have  the 
power  either  to  complete  said  work  by  con- 
tract or  to  employ  such  men  and  teams,  and 
to  obtain  such  machinery,  implements  and 
tools,  and  to  purchase  such  material  as  the 
said  Engineer  may  deem  necessary  to  com- 
plete the  work  herein  described,  or  any  part 
thereof.  And  in  so  doing  said  Engineer  may 
nse  such  tools,  implements  and  materials  as 
may  be  foand  uDon  the  line  of  said  work. 
The  cost  of  doing  such  work  by  the  said  En- 
gineer shall  be  charged  to  the  said  Contrac- 
tor, and  the  expense  so  charged  shall  be 
deducted  and  paid  by  the  said  party  of  the 
first  part  out  of  such  moneys  as  may  be  due, 
or  may  at  any  time  thereafter  become  due  to 
said  Contractor  under  and  by  virtue  of  this 
contract,  or  any  part  thereof,  so  far  as  the 
same  shall  suflSce  therefor;  and  the  balance, 
if  any,  shall  be  paid  by  said  Contractor  on 
demand. 

108.  The  entire  metal  work  for  the  Jefifer- 
8on  8treet  Bridge  herein  provided  for  shall 
be  delivered  at  the  site  of  the  erection  on  or 
before  August  1,  1899,  ana  all  the  work  of 
the  superstructure  to  be  done  under  this  con- 
tract shall  be  completed  and  ready  for  inspec- 
tion on  or  before  the  first  day  of  October, 
1899. 

109.  Should  there  be  a  failure  by  the  sec- 
ond party  to  deliver  said  iron  work  of  the 
efaaracter  and  ftrcngth  herein  provided  for  at 
the  time  herein  specified,  or  if,  after  delivery 
of  same  as  herein  provided,  said  Contractor 
shall  fail  financially,  either  before  or  after 
having  been  paid  the  sixty  (60)  per  cent,  of 
the  contract  price  as  hereini>efore  provided, 
and  be  unable  to  carry  out  said  contract  and 
complete  said  work,  then,  in  that  case,  the 
said  party  of  the  first  part  shall  have  the 
power  to  complete  said  work  by  contract  or 
otherwise,  at  its  discretion,  an  1  charge  up 
the  cost  of  so  completing  the  said  work  to 
said  Contractor.    Should  the  amount  remain- 

ng  unpaid  of  the  contract  price  not  sufidce 
herefor,  then  said  Contractor  and  his  bonds- 
nen  shall  be  held  liable  for  the  deficiency. 

Failure  to   Pay  Lahorera. 

110.  If  at  any  time  during  the  progress  of 
Raid  work  the  said  Contractor  shall  fail  or 
neglect  to  pay  for  labor  performed  of  ma- 
terial furnished  upon  said  work  for  ten  (10) 
lays  after  it  shall  have  become  due,  then  the 


party  of  the  first  part  shall  have  power  to  pay 
for  such  labor  or  for  materials,  "tools,  ex- 
plosives, machinery,  appliances,  fuel,  pro- 
visions or  supplies  of  any  sort  or  kind  used 
or  consumed  in,  upon  or  on  account  of  the 
work  covered  by  this  contract;  the  party  of 
the  first  part  shall  have  the  power  to  pay  for 
such  labor  or  materials,  explosives,  ma- 
chinery, appliances,  fuel,  provisions  or  sup- 
plies of  whatsoever  sort  or  kind,  out  of 
moneys  that  may  be  due  to  said  Contractor, 
and  said  amount  so  ]»aid  shall  be  retained  out 
of  any  money  due  or  to  become  due  to  said 
Contractor.  In  any  such  case  the  party  of 
the  first  part  is  hereby  authorized  and  em- 
powered by  the  said  party  of  the  second  part 
to  ascertain  by  its  Engineer  the  amounts  due 
or  owing  from  said  Contractor  to  any  laborer 
or  laborers  or  to  any  person  or  persons  for 
materials,  tools,  explosives,  machinery,  ap- 
pliances, fuel,  provisions  or  supplies  of  any 
sort  or  kind  consumed  upon,  in  or  on  account 
of  the  work  covered  by  this  contract  in  such 
manner  and  upon  such  proofs  as  the  said  En- 
gineer may  deem  sufficient. 

Contractors*  Bonds. 

111.  The  Contractor  shall  furnish  a  bond 
in  the  sum  of  eight  thousand  ($8,000)  dollars 
for  the  substructure  and  superstructure  of 
the  Jefferson  Street  Bridge,  with  good  and 
sufficient  sureties,  the  same  to  be  satisfactory 
to  the  Board  of  Trustees  of  the  Sanitary  Dis- 
trict, conditioned  upon  the  faithful  per- 
formance of  all  the  terms  and  conditions  of 
this  contract;  and  should  the  sureties  on  said 
bond  at  any  time  fail  financially,  or  be.  In  the 
opinion  of  the  said  Board  of  Trustees,  in- 
sufficient security  for  the  penalty  of  said 
bond,  then,  in  that  case,  they  may,  on  giving 
ten  (10)  days'  notice  thereof  in  writing,  re- 
quire said  Contractor  to  furnish  a  new  and 
additional  bond  in  the  place  of  the  bond  so 
having  become  insufficient  or  worthless. 

Final  Payment. 

112.  The  said  party  of  the  second  part 
further  agrees  that  he  shall  not  be  entitled  to 
demand  or  receive  final  payment  for  any 
portion  of  the  aforesaid  work  or  materials 
except  in  the  manner  set  forth  in  this  agree- 
ment, nor  until  all  of  the  stipulations  herein- 
before mentioned  are  complied  with,  and  the 
said  Chief  Engineer  shall  have  given  his 
certificate  to  that  effect;  whereupon  the  said 
party  of  the  first  part  will,  at  the  expiration 
of  thirty  (30)  days  after  such  completion  and 
delivery  of  such  certificate,  pay,  and  iihereby 
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binds  Itself  to  pay,  the  said  party  of  the 
second  part,  in  cash,  the  whole  amount  of 
money  accruing  to  said  second  party  under 
this  contract,  excepting  such  sum  or  sums  of 
money  as  may  be  lawfully  retained  under 
any  of  the  provisions  ef  this  contract  herein- 
before set  forth.  Profided  that  nothing:  here- 
in contained  shall  be  construed  to  affect  the 
rijfht  hereby  reserved  of  the  said  party  of  the 
first  part  to  reject  the  whole  or  any  portion 
of  the  aforesaid  work  should  the  said  certifi- 
cate be  found  to  be  Inconsistent  with  the 
terms  of  this  agreement,  or  otherwise  im- 
properly given. 

The  contractor  hereby  agrees  to  forfeit  as 
liquidated  damages  for  any  noncompliance 
with  or  nonfulfillment,  of  the  provisions  of  this 
contract  the  sum  of  fifty  ($50)  dollars  per 
day  for  each  day  beyond  the  time  specified, 
within  which  each  portion  of  the  work 
herein  provided  is  to  be  completed,  time 
being  an  essential  part  of  this  agreement. 

In  Wittier  Whereof y  On  the  day  and  year 
first  above  written,  the  said  Sanitary  District 
of  Chicago  has  caused  this  agreement  to  be 
signed  by  its  President  and  attested  by  Its 
Clerk,  and  its  corporate  seal  to  be  hereto 
affixed,  and  the  said  party  of  the  second  part 
has  hereunto  set  its  hand  and  seal. 

(Signed) 

The  Sanitury  District  of  Chicago^ 

By  Wm.  Boldenweck, 

President. 
Attest: 

(Signed)    Joseph  F.  Haas, 

[seal  J  Clerk, 

(Signed)    The  J.  G.  Wagner  Co.  [seal.] 

(Signed)    R.  G.  Wagner,  [seal.  J 

V.  Prest. 

(Signed)     W.'J.  Scasb,  [seal.  J 


Tlie  coTitract  and  8pec\ficatiojis  for  the  ^* Sub- 
structure^ auperstructtire  and  auxiliary  work 
for  the  Cass  Street  Bridge  across  the  Desplaines 
liiver  in  the  City  of  Joliet,  Illinois ^^^  are  ident- 
ical in  every  respect  with  those  for  the  Jefferson 
Street  Bridge^  as  published  in  the  foregoing^ 
except  the  parts  given^  and  omissions  as  indi- 
catedy  below: 


(( 


SANITARr  DISTRICT  OF  CHICAGO. 

Contract   and    Specifications    for   the  Sub- 
structure,   Superstructure    and    auxiliary 


work  for  the  Cass  Street  Bridge  across  the 
Desplaines  River,  in  the  City  of  Jollet, 
Illinois. 

This  agreement.  Made  and  entered  into 
this  sixth  day  of  April,  A.  D.  1899,  by  and 
between  the  Sanitary  District  of  Chicago,  of 
the  first  part,  and  the  J.  G.  Wagner  Com- 
pany, of  the  City  of  Milwaukee,  in  the  State 
of  Wisconsin,  of  the  second  part. 

A— 

WITNESSETH:  That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  covenant, 
contract  and  agree  with  the  said  party  of  the 
first  part,  for  the  consideration  of  the  pay- 
nents  to  be  made  as  provided  for  herein,  to 
the  said  party  of  the  second  part  by  the  said 
party  of  the  first  part,  and  under  a  penalty 
expressed  in  a  bond  bearing  even  date  here- 
with, at  his  own  proper  cost  and  expense,  to 
do  all  the  work,  and  to  furnish  all  material, 
tools,  labor  and  all  appliances  and  appurte- 
nances called  for  by  this  agreement,  in  the 
manner  and  under  the  conditions  hereinafter 
stipulated,  that  are  necessary  to  the  complete 
doing  of  the  work  known  and  distinguished 
by  the  specifications  herein  contained,  and 
the  plans  accompanying  them,  as  the  con- 
struction of  the  substructure  and  superstruc- 
ture of  the  Cass  Street  Bridge  across  the 
Desplaines  River. 

Removal  of  QUI  Masonry, 

13.  The  contractor  for  the  Cass  Street 
Bridge  £.hall  remove  the  old  masonry  and  the 
superstructure  to  such  place  or  places  as  may 
be  directed  by  the  Engineer,  within  a  limit  of 
500  feet  from  the  site  of  the  bridge.  The  re- 
moval of  the  superstructure  shall  be  done  in 
a  careful  and  workmanlike  manner.  The 
iron  shall  be  placed  and  piled  up  as  directed 
by  the  Engineer,  within  limits  specified. 
Should  the  contractor,  through  carelessness, 
twist,  bend,  break  or  make  unfit  for  future 
use  any  such  iron,  he  shall  replace  the  same 
or  pay  the  Sanitary  District  such  sum  or 
sums  of  money  as  the  Chief  Engineer  shall 
consider  just  and  equitable.  Payment  for 
removal  of  masonry  shall  be  by  the  cubic 
yard,  and  for  the  removal  of  the  superstruc- 
ture shall  be  in  a  lump  sum. 

14.  Omitted. 

Water  and  Gas  Pipes, 

17.  The  contractor  for  the  Cass  Street 
Bridge  shall,  during  its  construction,  main- 
tain the  present  water  and  gas  pipes  in  a 
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maaoer  satisfactory  to  the  City  Enffiaeer  of 

Joliet. 


18.    Omitted. 


Time. 


99.  The  Cod  tractor  for  Cass  Street  Bridge 
agrees  to  be^n  the  work  coTered  by  specifica- 
tions within  fifteen  (15)  days  after  said  con- 
tract shall  have  been  executed  and  to  prose- 
cute the  bailding  of  the  substnicCure  herein 
proTlied  for  so  as  to  complete  the  same  on  or 
twfore  Jaly  1st,  1899 ;  and  to  complete  the 
Euperstructure  so  as  to  be  ready  for  traffic  on 
or  before  Septemter  1st,  1899. 

100.  Omitted. 

Prices. 

101.  In  consideration  of  the  said  work 
being:  carried  on  and  completed  in  the  time 
and  manner  as  hereinbefore  specified,  the 
said  party  of  the  first  part  agrees  to  pay  to 
the  said  party  of  the  second  part  the  foUow- 
lag  amounts,  and  the  said  party  of  the  second 
part  agrees  to  receive  and  accept  the  same  as 
full  compensation  for  the  performance  of  the 
work,  including  the  furnishing  of  the  ma- 
terials, tools,  labor,  etc.,  to- wit: 

a. — For  removal  of  old  superstructure,  as 
specified,  the  lump  sum  of  five  hundred  dol- 
lars (roOO.OO). 

aK— Omitted. 

b. — For  each  cubic  yard  of  old  masonry  re- 
moved, as  specified,  the  sum  of  two  dollars 
(12.00). 

tf.— For  each  cubic  yard  of  earth  excavation, 
price  to  include  all  refilling,  as  specified,  the 
sum  of  sixty  hundredths  dollars  (10.60). 

rf. — For  each  cubic  yard  of  rock  excavation, 
price  to  include  all  refilling,  as  specified,  the 
Boro  of  four  dollars  ($4.00). 

e. — For  timber  in  temporary  structure, 
sheet  piling  and  bracing  in  place,  per  thou- 
fand  (1,000)  feet  B.  M.  (price  to  coyer  all 
spikes,  bolts  or  other  iron  to  be  used  in  con- 
structing the  same)  as  per  terms  of  this  con- 

tct,  the  sum  of  fifty  dollars  ($50.00). 

/.—For  each  cubic  yard  of  Portland  cement 
'ncret«,  as  specified,  the  sum  of  five  and 
renty-flve  hundredths  dollars  (15.75). 

SF-— For  each  cubic  yard  of  completed  ma- 
mry,  bs  specified,  the  sum  of  thirteen  dol- 
rs  ($18.00). 

*.— For  each  square  yard  of  pavement  laid 
r  relald  in  the  street  up  to  cast-iron  curbing 
*-ice  to  Include  relaying  of  pipes),  as  speci- 


fied, the  sum  of   one  and  fifty  hundredths 
dollars  ($1.50). 

i. — For  superstructure  complete,  as  speci- 
fied, the  lump  sum  of  twenty-nine  thousand 
nine  hundred  and  seventy-six  dollars  ($39,- 
976.00). 

j,—Fov  extra  medium  or  soft  steel  erected 
in  place,  the  sum  of  three  and  one-half  cents 
(8>^cts.). 

A;,— For  extra  cast  iron  erected  in  place,  the 
sum  of  three  cents  (8  cts.). 

I. — ^For  extra  lumber  built  in  place,  the  sum 
of  twenty-eight  dollars  ($28.00)  per  thousand 
feet  B.  M. 

108.  The  entire  metal  work  for  the  Cass 
Street  Bridge  herein  prorided  for  shall  be 
delivered  at  the  site  of  the  erection  on  or  be- 
fore July  1st,  1899,  and  all  the  work  of  the 
superstructure  to  be  done  under  this  contract 
shall  be  completed  and  ready  for  inspection 
on  or  before  the  first  day  of  September,  1899. 

Contrctctor&*  Bond. 

111.  The  Contractor  shall  furnish  a  bond 
in  the  sum  of  five  thousand  ($5,000)  dollars 
for  the  substructure  and  superstructure  of 
the  Cass  Street  Bridge,  with  good  and  suffi- 
cient sureties,  the  same  to  be  satisfactory  to 
the  Board  of  Trustees  of  the  Sanitary  Dis- 
trict, conditioned  upon  the  faithful  per- 
formance of  all  the  terms  and  conditions  of 
this  contract;  and  should  the  sureties  on  said 
bond  at  any  time  fail  financially,  or  be,  in  the 
opinion  of  the  said  Board  of  Trustees,  in- 
sufficient security  for  the  penalty  of  said 
bond,  then,  in  that  case,  they  may,  en  giving 
ten  (10)  days*  notice  thereof  in  writing,  re- 
quire said  Contractor  to  furnish  a  new  and 
additional  bond  in  the  place  of  the  bond  so 
having  become  insufficient  or  worthless.*' 


PURCHASE  OF  LAND  FROM  SAYRE  ROD- 
MAN. 

Mr.  Carter,  ChairmaD,  presented,  and 
the  Clerk  read,  a  report  from  the  Joint 
Committee  on  Finance  and  Engineering, 
setting  forth  that  an  agreement  had 
been  reached  for  the  purchase  of  certain 
lands,  as  described  in  the  report,  and 
recommending  that  the  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  pay 
on  the  voucher  of  the  Attorney  to  Say  re 
RodmuD,  in  full  payment  for  said  lands, 
the  sum  of  $250.00,  all  as  set  forth  in  the 
report. 

Mr.  Carter:  seconded  by  Mr.  Smyth, 
m  ved  that  the  report  be  adopted  and 
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the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Teas — 
Messrs.  Boldenweck,  Braden,  Garter, 
Jones,  Kelly,  Maliette  and  Smyth — 
seven,    Nays — none. 

Upon  this  result  the  President  de- 
clared  the  motion  carried. 

The  following  is 

THE   REPORT. 

"CmcAao,  April  8/ 1899. 

To  tlu  Sbnorabley  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago : 

GEMTLBMEN^The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  for  the  purchase  of  certain 
lands  and  interests  therein  necessary  for 
the  corporate  purposes  of  the  District 
hereinafter  described,  at  the  price  herein 
stated,  to- wit: 

From  Sayre  Rodman,  the  land  herein- 
after described,  for  the  sum  of  two  hun- 
dred and  fifty  ($250.00)  dollars,  as  fol- 
lows: Beginning  at  a  stake  on  the  east 
line  of  the  right  of  way  of  tbe  Chicago 
&  Santa  Fe  Railroad  and  one  hundred 
and  eight  feet  (108)  south  of  the  town- 
ship line,  thence  south  alorg  said 
right  of  way  fifty  (50)  feet,  thence 
east  one  hundred  (100)  feet,  thence 
north  fifty  (50)  feet,  thence  west  one 
hundred  (100)  feet  to  the  place  of  be- 
ginning; the  said  parcel  of  land  being 
part  of  the  tract  of  land  containing  four 
(4)  acres  and  ten  (10)  rods,  which  is  de- 
scribed by  metes  and  bounds  as  follows: 
Beginning  at  a  point  on  the  south  line  of 
the  road  on  the  north  side  of  the  north- 
west quarter  (3$^)  of  Section  two  (2), 
Township  thirty  six  (86)  North,  Range 
ten  (10),  east  of  the  third  principal 
meridian,  ninety  (90)  feet  west  from  the 
west  bank  of  the  Illinois  and  Michigan 
canal;  thence  running  west  along  the 
south  line  of  said  road  twenty-  six  (26) 
rods,  thence  southerly  along  a  line  paral- 
lel with  the  canal  twenty-five  (26)  rods, 
thence  ease  along  a  line  parallel  with  the 
said  road  twenty  six  (26)  rods,  to  a  point 
ninety  feet  (90)  west  from  the  west  line 
or  bank  of  the  canal,  thence  northerly 
along  a  line  ninety  (90)  feet  west  of  the 
west  bank  of  the  canal  twenty-five  (25) 
rods  to  the  place  of  beginning;  said  land 
being  located  in  Will  county,  in  the 
State  of  Illinoie. 

Your  committee  therefore  recom- 
mends that  the  clerk  of  the  district  be 
authorized  and  directed  to  pay,  on  the 
voucher   of    the  attorney,  to   the   said 


Sayre  Rodman,  the  sum  of  two  hundred 
and  fifty  ($250.00)  dollars,  in  full  pay- 
ment for  the  lands  hereinbefore  de- 
scribed. 

Respectfully  submitted, 

(Signed)  Z.  R.  Cartek, 

(Jhairman^ 

Thomas  Kelly, 

J.  P.  Mallettb, 

Alex.  J.  Jones, 

Thomas  A.  Smyth, 

Wm.  Boldenweck, 

Joint  Committee  on  Finance  and  Engi7ieering.^* 

REPORT  IN  REFBRENCE  TO  COMPLETION 
OF  CONTRACT  FOR  SUPERSTRUCTURE 
OF  A.,  T.  &  8.  F.  BRIDGE  NEAR  EAST  END 
OF  SECTION  "G." 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Commit- 
tee on  Engineering, with  reference  to,  and 
accompanied  by.  the  final  certificate  of 
the  Chief  Engineer,  as  to  the  completion 
of  the  contract  with  the  Carnegie  Steel 
Company,  Limited,  for  the  super- 
structure of  the  A. ,  T.  &  S.  F.  Bridge 
near  east  end  of  Section  **G"  the  same 
having  been  presented  and  recommitted 
to  that  Committee  at  the  meeting  held 
February  16,  1899,  (page  5476  of  the 
Proceedings),  the  report  recommending 
that  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  make 
final  payment  to  said  Carnegie  Steel 
Company,  Limited,  in  the  sum  of  $20,- 
416.00,  upon  the  execution  of  a  receipt 
in  favor  of  the  District  by  said  company, 
in  full,  and  releasing  the  District  from 
any  and  all  claims  or  demands  whatso- 
ever. 

Mr.  Smyth,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  th«  vote  stood:  Teas — 

Messrs.    Boldenweck,    Braden,  Carter, 

Kelly,  Maliette  and  Smyth — six.  Nays — 
Mr.  Jones — one. 

Upon  this  result,  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT : 

•'Chicago,  April  ,10  1899. 

To  the  Honorable  the  Board  of  Trttstees  of  the 
Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  on  E2n- 
gineering   to  which    was   recommittec^ 
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(page  5476  of  Proceedings)  the  final  cer- 
tificate of  the  Chief  Engineer  of  the  Dis- 
trict with  reference  to  the  completion  of 
the  contract  of  the  Carnegie  Steel  Com- 
pany, Limited,  for  the  superstructure  of 
the  Atchison,  Topeka  &  Santa  Fe  Rail- 
way bridge  near  the  east  end  of  Con- 
tract Section  *'G"  of  the  Main  Channel, 
herewith  mak^  report  that  the  Com- 
mittee has  examined  said  final  certificate 
and  fully  considered  the  subject  matter 
of  the  work  done  under  said  contract, 
and  recommends  as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  the  said  Carnegie 
Steel  Company,  Limited,  in  the  sum  of 
twenty  thousand  four  hundred  and  six- 
teen (920jil9  00)  dollars,  the  sum  found 
to  be  due  said  company  in  the  aforesaid 
certificate  hereto  attached,  upon  the  ex- 
ecution of  a  receipt  in  favor  of  the  Dis- 
trict to  be  made  by  said  company  in  full 
and  releasing  the  District  from  any  and 
all  claims  or  demands  of  whatsoever 
kind  or  nature. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smtth, 

Chairman, 
J.  P.  Mallette, 
Jos.  C.  Brandbk, 
Z.  R.  Carter, 
Thomas  Kelly, 
Wm.  Boldbnweck, 
Committee  on  Engineering. ^^ 
(Accompanied  by  final  certificate.) 


The  following  is 

FINAL  CEHTIFICATB  OF  CHIEF  ENGINEER, 

"Chicago,  February  7, 1899. 

To  the  Honorable^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gbntlbmbn— I  hereby  certify  that  the 
Carnegie  Steel  Company,  Limited,  has 
completed  all  of  the  work  covered  by  its 
'x>ntaract,  dated  Jan.  13,   1898,  for  the 
'umishing  of  the  material  for,  and  con- 
truction  of  the  superstructure  for  the 
1.  T.  &  S.  P.  B.  R.  Co*8.  Bridge  on  Con- 
tact Section '*Q"  of  the  Main  Channel. 
The  work  is  done  to  the  full  satisfaction 
of  the  Chief  Engineer  and  in  accordance 
with  the  terms  of  said  contract  with  this 
District. 

This  certificate  is  given  subject  to  any 
unaocraed  or  unmatured  obligations  im- 
posed by  the  contract. 


The  statement  of  the  work  done  is  as 
follows: 

Total  amouDt  earned $51,040  00 

Total  amount  paid, 30,624  00 

Balance  due  and  unpaid 120,416  00 

Respectfully  submitted, 

ISHAM  Randolph, 

Chief  Engijieery 

REDUCTION  OF  BOND  ON  CONTRACT  FOR 
SECTION  "F." 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering,  with  reference  to, 
and  accompanied  by,  a  communication 
from  the  City  Trust  Safe  Deposit  and 
Surety  Company  of  Philadelphia,  in  re- 

§ard  to  the  release  of  the  bond  of  Messrs. 
[ahan  &  Byriie  on  contract  for  Section 
F,  the  report  recommending  that  the 
sureties  on  the  original  bond  be  released 
from  further  liability,  (the  contractors, 
however,  to  remain  liable  thereon),  when 
said  contractors  shall  have  filed  a  new 
bond  in  lieu  thereof  in  the  penal  sum  of 
$2,500.00,  with  sureties  thereon,  accept- 
able to  the  Finance  Committee  and  ap- 
proved by  the  Board. 

Mr.  Smyth,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Bojdenweck,  Braden,  Carter, 
Jones,  Kelly,  Mallette  and  Smyth— seven. 
Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT. 

''Ohicaqo.  April  10, 1899. 

To  the  Honorable  the  Board  of  Trustee*  of  the 
Sanitary  District  of  Chicago: 

Gentlemen— Your  Committee  on  En- 
gineering, to  which  was  referred  at  the 
meeting  of  the  Board,  March  17,  1899 
(page  5573  of  proceedings),  the  commu- 
nication of  the  Chief  of  Engineer  of  the 
District  transmitting  a  communication 
from  the  City  Trust,  Safe  Deposit  & 
Surety  Company  of  Philadelphia,  in 
reference  to  the  release  of  the  bond  of 
Messrs.  Gahan  &  Byrne  on  contract  for 
Section  **F,"  herewith  reports  that  the 
committee  has  considered  the  subject 
matter  of  the  said  request  and  is  of 
opinion  that  said  bond  should  be  re- 
duced. 


April  12,  J 


•6628— 


The  committee,  therefore,  recom- 
mends that  the  sureties  on  the  bond 
originally  given  with  the  contract  for 
said  section  be  released  from  further  lia- 
bility thereon  (the  contractors,  however, 
to  remain  liable  thereon),  when  said  con- 
tractors shall  have  filed  with  the  district 
a  new  bond  in  the  penal  sum  of  twenty- 
five  hundred  ($3,500.00)  dollars,  with 
surety  thereon  acceptable  to  the  Finance 
Committee  and  approved  by  this  Board. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth, 

Chairman, 
J.  P.  Mallettb, 

Jos.    C.    BUADEN, 
AliRX.   J.  JONKS, 

Z.  R.  Cahtek, 
Thomas  Kelly, 
Wm.  Boldenwbck, 

Cofnmittec  on  Engineenng.^^ 
(Two  enclosures.) 

REDUCTION  OF  BOND  ON  CONTRACT  FOR 
SUPERSTRUCTURE  OF  A.,  T.  &  8.  F. 
BRIDGE  NEAR  EAST  END  OF  .SEC- 
TION "Q." 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to 
the  reports  of  the  Chief  Engineer  of  the 
District,  transmitting  communications 
from  the  Carnegie  Steel  Company,  Lim- 
ited, asking  the  release  of  their  bond  on 
the  contract  for  the  superstructure  of  the 
A. ,  T.  &  S.  F.  Bridge  near  the  east  end 
of  Section  G,  the  same  having  been  pre- 
sented and  referred  to  that  Committee 
at  the  meetings  held  January  25  and 
March  17,  1899,  (pages  5440  and 
5573  of  the  Proceedings);  the  Com- 
mittee report  recommending  that  the 
sureties  on  the  original  bond  be 
released  from  further  liability  (the  con- 
tractor, however,  to  remain  liable  there- 
on), when  said  company  shall  have 
furnished  a  new  bond  in  lieu  of  said 
original  bond  in  the  sum  of  $3,000.00, 
with  surety  thereon,  to  be  acceptable  to 
the  Finance  Committee  and  approved  by 
the  Board. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  Committee  report  be 
adopted  and  the  recommendations  con- 
tained therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Jones,  Kelly,  Mallette  and  Smyth — 
seven.    Nays — none. 


Upon  this  result  the  President  declared 
the  motion  carried. 

The  folIo\?iDs:  ii 

THE  REPORT: 

•'Chicaoo,  April  10, 1899. 

To  the  ITonorablej  the  Board  oj   TrtutMS  of 
the  Sanitary  District  of  Chicago: 

Gentlemen— Tour  Committee  on  Eln- 
gineering,  to  which  was  referred  (page 
6440  of  Proceedings)  the  communication 
of  the  Chief  Engineer  of  the  District, 
dated  January  10,  1699,  transmitting  a 
communication  from  the  Carnegie  Steel 
Company,  Limited,  asking  for  a  release 
of  the  bond  given  for  the.  performance 
of  their  contract  for  the  superstructure 
of  the  railroad  bridge  crossing  the  Main 
Channel  at  Section  **G,"  desires  here- 
with to  report  that  the  committee  has 
considered  said  request,  and  is  of  opinion 
that,  while  it  is  inexpedient  at  the 
present  time  to  release  in  full  the  bond 
given  by  the  said  company  on  the  contract 
aforesaid,  said  bond  might  be  reduced 
materially  because  the  work  on  said  su- 
perstructure has  baen  completed. 

The  committee  therefore  recommends 
that  the  sureties  on  the  original  bond 
given  by  said  company  with  said  con- 
tract be  released  from  further  liability 
thereon  (the  contractor,  however,  to  re- 
main liable  thereon)  when  said  company 
shall  have  furnished  the  District  a  new 
bond  in  lieu  of  the  said  original  bond  in 
the  penal  sum  of  two  thousand  ($3,000) 
dollars,  with  surety  thereon  to  be  ac- 
ceptable to  the  Finance  Committee  and 
approved  by  this  Board. 

Respectfully  submitted, 

(Signed)  TiioMAa  A.  Smyth, 

Chairman, 

J.  P.  Mallette, 

Jos.  C.  Braden, 

Z.  R.  Carter, 

Thomas  Kelly, 

Wm.  Boldenweck. 

Committee  on  Engineering.^^ 

(Six  enclosures.) 


ADJOURNMENT. 

On  motion  of    Mr.    Carter,  secondec 
by  Mr.  Smyth,  the  Board  then  adjourned. 

Thomas  S.  Bell, 

Acting  Cleric 


PROCBBDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


APRIL  19.  1899. 


OPPICIAL  RECORD. 

hil)IU}i{d  ^v  aulhoritji  n/  Ou  Board  of  Trut- 
Ua  uf  Out  Sanitnrv  DMrlet  of  Vhleago. 

REQUIRE  MEETING. 
The  four  hundred  and  thirty-fifth  reg- 
ular meeting  of  the  Boud  of  Truetees  ot 
tbe  Banitar;  DiHtrict  of  Chicago  was  held 


in  the  rooms  of  the  Board,  Security 
BuildlDK,  WedooBdaj,  April  19,  1899.  at 
2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweok, 
Carter,  Eckart,  Kelly,  Maliette,  Smyth 
and  Wenter  —  seveD  members,  were 
present,  Hr.  Braden  arriviDg  eubse- 
qnently. 


'VOUCHERS. 
The  Clark  presealed  tke  folloiriiiK  TOucbars: 


POLICB  VEFARTMINT. 

bnLuuej  (coal) »    40  70 

KLCoeD  (B«pen»e) 63  35 
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GENERAL  ACCOUNT. 

A.  R.  Reynolds  (streams  examination ) $    19  75 

E.  O.  Jordan  (streams  examination) ^ 189  11 

A.  W.  Palmer  (streams  examination) 197  69 

- 

CONSTRUCTION    ACCOUNT. 

Halvorson,  Richards  &  Co.  (Section  E,  April  15,  1899) $  7,000  00 

Christie  &  Lowe  (cleaning  Bear  Trap  Dam  metal  worlc) 122  16 

Geo.  M.  Hubs  (Beit  Railway  Bridge) 114  29 

Orand  total 


$      406  55 


$  7,236  45 
$  8,498  72 


*  To  be  paid  by  warrants,  with  interest  coapons  attached,  drawn  against  the  Tax  Levy  for  the 
year  1899. 


Mr.  Garter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll«call  the  vote  stood:  Yeas — 
Messrs.  Boidenweck,  Garter,  Eckhart, 
Kelly,  Mallette  Smyth  and  Wenter— 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

WEEKLY  REPORT  ON  EMPLOYES.* 

The  Glerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  April 
15,  1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT : 

•'Chicaoo,  April  19,  1899. 

To  the  Honorable  the  Board  of  Trustees 
of  Vie  Sanitary  District  of  Chicago  : 

Gentlemen — I  beg  leave  to  report  here- 
with the  number  of  enployes  in  each 
department  for  the  week  ending  April 
15,  1899,  as  the  same  have  been  reported 
to  me: 

Engineering  department 77 

Maintenance  account 8 

Glerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department. 29 

Telephone  operator 1 

Total  employes 129 

Respectfully  submitted, 

(Signed)  Thos.  S.  Bell, 

Acting  Clerk." 


MONTHLY    REPORT    FROM      BNaiNBBBINO 
DEPARTMENT. 

The  Glerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  February,  1899,  which,  by  unanimous 
consent y  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

"Chicago,  April  8, 1899. 

To  the  Honordble  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I  herewith  transmit  the 
report  of  the  Engineering  Department 
for  the  month  of  February,  1899,  giving 
the  detailed  operations  of  tlae  several  di- 
visions constituting  the  same. 

The  value  of  the  construction  work 
done  during  the  month  was  $141,786.40, 
divided  as  follows:  Main  Channel, 
$55,407.97;  bridges,  $86,377.43.  The 
engineering  expenses  for  the  month 
were  $12,184.79,  divided  as  follows:  Sal- 
aries, $8,269.40;  supplies,  etc.,  $8,915.89. 
Details  of  the  above  figures  are  given  in 
tabulated  statements  submitted  here- 
with. 

DIVISION  OP  CONSTRUCTION. 

The  weather  during  the  month  was 
generally  fair,  but  extremely  cold.  Rain 
was  recorded  on  four  days  and  snow  on 
two  days.  The  temperature  varied  from 
-20  degrees  to  40  degrees  Fahrenheit. 

Chicago  River  Improvement — The  work 
on  the  By- Pass  along  the  Chicago  River 
for  the  month  was  as  follows:  Eight 
hundred  cubic  yards  of  excavation  were 
removed  from  the  Adams  Street  By- 
Pass  by  the  same  plant  as  was  employed 
last  month.  The  work  of  building  the 
west  wall  at  this  place  was  begun,  and 
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333  cubic  yards  of  concrete  were  placed ; 
11,700  feet,  B.M.^of  grillage  were  placed, 
andl5,6G0  feet,  B.  M.,  were  used  in  the 
coffer-dam  and  temporary  roadway. 
Very  little  work  was  done  at  Jackson 
Street;  154  lineal  feet  of  dock  were  con- 
Biructed  at  Canal  Street.  On  the  28th  of 
the  month  a  voucher  for  $8,278.68  was 
issued  to  the  City  of  Chicago  for  length- 
ening its  tunnel  and  laying  water  pipe  at 
Adams  Street.  Part  of  this  amount  was 
for  work  done  by  the  Lydon  &  Drews 
Company,  placing  water  pipe  in  tunnel 
and  shaft  at  that  point,  and  for  miscella- 
neous work  in  the  same  connection.  All 
of  this  work  was  done  during  October 
of  1898. 

The  contractors  discontinued  the 
dredging  of  the  Chicago  River  for  this 
month,  but  expect  to  resume  work  about 
the  middle  of  March. 

Section  **0"— On  February  28rd  a  final 
voucher  was  rendered  to  McMahon  & 
Montgomery  Company  et  al.,  for  work 
done  on  this  section.  The  increase  in 
quantities  shown  by  this  voucher  is  as 
follows:  Main  Channel,  8,487  cubic 
yards  glacial  drift;  surface  ditches  and 
roadways,  10,594  cubic  yards  glacial 
drift ;enlarged  channel,  22.125  cubic  yards 
glacial  drift.  Of  the  material  taken  from 
the  collateral  channel,  8,000  cubic  yards 
still  remain  on  the  bank,  and  a  deduction 
of  two  cents  per  yard  wab  made  for 
same  in  accordance  with  the  contract. 

During  the  month  the  following  col- 
lateral vouchers  were  drawn: 

McMahon  &  Montgomery  Com- 
pany et  al.  (dismantling  and 
re-erecting  dredges  to  pass  un- 
der Pan  Handle  Temporary 
Bridge) $  1,278  87 

P.,  C,  C.  &  St.  L.  Ry.  Co. 
(watchman,  account  '  Pan 
Handle  Temporary  Bridge). .        85  40 

C-,  T.,  T.  R.  R.  Co.  (switch  ten- 
ders, account  Pan  Handle 
Temporary  Bridge) 100  90 

C.  J.  Ry.  Co.  (sundries,  account 
Pan  Handle  Temporary 
Bridge) 161  59 

Operations  on  the  superstructure  of 
ie  Southwest  Boulevard  Bridge  were 
mtinued  all  the  month,  weather  per- 
litting,  and  on  the  11th  a  voucher  for 
J0,961.8B  was  issued  to  the  J.  G.  Wag- 
ler  Company  on  account  of  work  done 
a  this  connection. 

Section  **IP* — Owing  to  the  prevalence 
I  bad  weather  the  shovel  and  incline 
ant  worked  but  nine  days  during  the 
*onth.    The  excavated  material  was  de- 


posited in  the  boulevard  south  of  the 
Ogden  Ditch.  The  contractors  made 
some  preparations  to  move  the  incline 
from  the  north  bank  over  Kedzie  Ave- 
nue to  the  south  bank. 

The  work  on  the  superstructure  of  the 
C.  M.  &  N.  R.  R.  Co.'s  Bridge  over  the 
Main  Channel  was  continued  throughout 
the  month  and  nearly  completed. 

The  work  of  erecting  the  girders  for 
the  C.  M.  &  N.  R.  R.  Co.*8  Bridge  over 
Kedzie  Avenue  was  begun  on  the  7th 
and  continued  throughout  the  month. 

Work  was  continued  throughout  the 
month  on  the  Kedzie  Avenue  Bridge 
over  the  Main  Channel,  nearly  complet- 
ing same. 

Work  was  also  continued  throughout 
the  month  on  the  superstructure  of  the 
Santa  Fe  Bridge  on  this  Section,  and  is 
well  under  way. 

Section  »*£"— On  February  1st  Geo.  M: 
Huss  began  work  on  the  temporary 
bridge  for  the  Belt  Railway  Company 
and  continued  same  during  the  entire 
month.  The  pile  driving  began  on  the 
Srd  of  the  month.  In  connection  with 
this  work  it  was  found  necessary  to  do 
some  excavating  in  order  to  get  the  cut- 
off,close  to  the  railway  bank,low  enough. 
The  quantities  vouchered  on  account  of 
this  work  were  as  follows:  Piles  driven, 
2,288  lineal  feet;  timber  in  structure, 
83,000  feet.  B.  M. 

Seetuyn  "G"— The  A.  T.  &  S.  F.  Ry. 
Co.'s  Bridge  on  this  section  was  swung 
on  the  1st  of  the  month  to  admit  of  the 
passage  of  Gahan  &  Byrne's  steam 
shovel,  which  was  brought  up  from  Sec- 
tion "F"  to  complete  work  on  Sections 
••G"  and  **H."  On  the  Srd  of  the  month 
the  bridge  was  swung  back  to  place.  A 
final  voucher,  amounting  to  $20,416  00, 
was  issued  to  the  Carnegie  Steel  Com- 
pany, Limited,  for  work  on  the  super- 
structure of  this  bridge.  The  Santa  Fe 
Company  continued  work  during  the 
month  laying  track  and  ballasting  its 
new  roadbed.  A  voucher  for  $312.21  on 
this  account  was  issued  for  work  done 
in  July,  1898. 

Section  **!?"'— On  February  14th  a  final 
voucher  amounting  to  $17,142.21  was 
rendered  Gahan  &  Byrne  for  work  done 
on  this  section.  The  increase  in  quanti- 
ties shown  by  this  voucher  is  as  follow^: 
Main  Channel,  8,740  cubic  yards  glacial 
drift;  surface  ditches,  601  cubic  yards 
glacial  drift;  Main  Channel,  686  cubic 
yards  solid  rock;  revetment  excavation, 
— 657  cubic  yards  glacial  drift;  revetment 
wall,  2,770  cubic  yards. 
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Owing  to  bad  weather  and  various 
other  reasons,  work  on  the  Lyons-Sum- 
mit Road  permanent  bridge  over  the 
Main  Channel  was  prosecuted  but  eight 
days  during  the  month  on  the  center 

Eier  masonry.  Five  courses  in  all  were 
lid.  The  quantities  voUchered  during 
the  month  on  this  account  are  as  follows: 
Timber  in  foundationt  173  feet,  B.  M.; 
natural  cement  concrete,  66  cubic  yards; 
Portland  cement  concrete,  150  cubic 
yards;  masonry,  808  cubic  yards.  On 
the  20th  of  the  month,  the  material  for 
the  superstructure  of  this  bridge  began 
to  arrive. 

Section  ''jB"  —  The  merry-go-round 
plant  continued  the  work  of  excavating 
glacial  drift  until  near  the  end  of  the 
month.  One  shovel  quit  work  on  the 
25th,  and  the  other  on  the  27th  of  the 
month,  all  the  glacial  drift  having  been 
removed.  The  total  number  of  cubic 
yards  removed  by  this  plant  from  the 
Main  Channel  was  6,822  cubic  yards,  of 
which  1.011  cubic  yards  were  removed 
from  between  Stations  462  and  472,  and 
classified  as  rock;  9,269  cubic  yards  were 
removed  from  revetment,  making  the 
total  material  handled  by  the  shovels 
during  the  month  14,691  cubic  yards. 

Rock  excavation  by  the  Peteler  car 
and  derrick  plants  was  continued 
throughout  the  month.  The  total  quan- 
tity removed  was  7,109  cubic  yards,  all 
of  which  was  placed  in  revetment  wall, 
of  which  9,858  cubic  yards  were  finished 
during  the  month.  Owing  to  unavoid- 
able delay  in  taking  estimate  notes,  no 
Toucher  was  rendered  at  the  end  of  the 
month  for  this  work.  The  amount 
vouchered  during  the  month  on  this  ac- 
count was  as  follows:  Main  Channel, 
1,000  cubic  yards  glacial  drift;  Main 
Channel,  8,000  cubic  yards  solid  rock; 
revetment  excavation,  4,000  cubic  yards 
glacial  drift;  revetment  wall,  5,000  cubic 
yards. 

A  voucher  for  $107.87  was  issued  on 
the  28th  of  the  month  to  the  C,  T.,  T. 
R.  R.  Co.  for  sundry  expenses  in  con- 
nection with  its  temporary  bridge  over 
the  Desplaines  River. 

On  the  28th  of  the  month  a  voucher 
for  $1,519.69  was  issued  to  the  C,  T.,  T. 
R.  R.  Co.  for  work  done  in  November 
and  December,  1898,  and  in  January, 
1899,  filling  and  grading  approaches  to 
its  bridges  over  the  Main  Channel  and 
Desplaines  River  on  this  section.  The 
work  of  building  revetment  in  front  of 
abutments  of  bridge  of  this  company 
over  the  Main  Channel  was  continued 
during  the  month,  but  not  completed. 


The  excavation  for  the  south  abut- 
ment of  the  C,  T.  R.  R.  Co's.  Bridge 
over  the  Desplaines  River  was  continued 
to  the  15th  of  the  month  when  forms 
were  set  for  concreting.  On  account  of 
the  pit  having  been  entirely  flooded,  go 
concrete  was  laid  during  the  month.  A 
pump  was  fitted  up  towards  the  end  of 
the  month  for  the  purpose  of  pumping 
out  said  pit.  On  the  2nd  of  the  month 
a  voucher  for  $8,298.10  was  issued  to  the 
Wisconsin  Bridge  and  Iron  Company  for 
having  manufactured  the  material  for 
the  superstructure  of  this  bridge. 

SecHoTi  i— About  eighteen  men  worked 
up  to  the  12th  of  the  month,  placing  and 
riveting  irons  in  connection  with  the  su- 
perstructure work  of  the  Willow  Springs 
Road  Bridge  over  the  Main  Channel  on 
this  section.  The  traveler  was  in  oper- 
ation six  days,  and  the  two  hand  der- 
ricks previously  reported,  up  to  the  12th 
inst.  A  small  force  of  riveters  were  at 
work  the  balance  of  the  month.  The 
bridge  is  practically  completed. 

Section  8 — Eighteen  to  twenty  men 
were  at  work  about  twenty  days  of  the 
month  on  the  superstructure  of  the  A«» 
T.  &  S.  F.  Ry.  Co.'s  Bridge  over  the 
Main  Channel  on  this  section.  During 
-this  time  the  panel  posts  were  erected 
and  the  braces  set.  Riveting  remains  to 
be  done,  portal  and  wind  bracing  is  yet 
to  be  placed  and  track  stringers  and  ties 
are  yet  to  be  laid.  The  contract  is  fully 
three- fourths  completed.  Work  con- 
tinued on  the  Santa  Fe  embankment 
through  a  part  of  January  and  a  few 
days  in  February;  6,100  cubic  yards  were 
placed  in  embankment  and  1,200  cubic 
yards  were  excavated  in  front  of  the 
north  abutment  of  the  highway  bridge. 
These  items  were  vouchered  during  the 
month.  A  voucher  for  $86.88  was  issued 
on  the  2Sth  of  the  month  to  the  A.,  T.  4k 
S.  F.  Ry.  Co.  for  sundry  expenses  in 
connection  with  this  bridge. 

With  the  exception  of  five  days,  work 
was  carried  on  throughout  the  month  on 
the  Lemont  Road  Bridge  over  the  Main 
Channel.  The  bridge  fioors  are  laid  and 
the  greater  portion  of '  the  work  is  done. 
The  lock  seat  in  the  wall,  the  roller  seatE 
and  the  cog  gear  remain  unfinished. 
On  the  dd  of  the  month  a  voucher  for 
$8,994.00  was  issued  to  C.  L.  Strobel  on 
this  account. 

SMvon  i;^— Excavation  for  the  founda- 
tions for  the  center  pier  and  west  abut- 
ment for  the  Romeo  Road  Bridge  vtbi 
begun  on  the  20th  and  22nd  of  th< 
month,  respectively,  and  continued  the 
balance  of  the  month.     Only  a  smal 
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amoont  of  work  was  done  up  to  the  end 
of  the  month.  On  the  8d  a  voucher  for 
$8,994.00  was  issued  to  C.  L.  Strobel,  con- 
tractor for  the  superstructure,  for  having 
delivered  the  entire  iron  work  at  the  site 
of  erection. 

Section  15,  Bear  Trap  Dam—A  small 
amount  of  work  was  done  during  the 
month  in  placing  gates  and  machinery 
for  the  foundations.  Work  on  the  super- 
structure-has been  carried  on  rapidly. 
Two  gangs  of  riveters  were  employed ; 
the  iron  work  of  the  dam  proper  has  been 
assembled  and  the  field  riveting  of  the 
down  stream  leaf  was  nearly  completed. 
Considerable  time  was  spent  in  the  pre- 
cise adjustment  of  tne  fixed  hinge  and 
foundations  of  operating  mechanism. 

tkeiion  16 — On  account  of  the  extreme 
cold  weather  the  placing  of  concrete  for 
the  subfltructure  of  the  Wire  Mills  Road 
Bridge  was  delayed  until  the  14th  of  the 
month,  when  it  was  continued  to  the 
25th  and  completed.  The  quantities 
vouchered  for  the  month  on  this  account 
were  as  follows:  Excavation  of  old  ma- 
sonry, 700  cubic  yards;  Portland  cement 
concrete,  190  cubic  yards.  Besides  these 
quantities  the  contractors  for  this  work 
were  credited  with  $150.00  for  raising 
one  span  of  the  bridge. 

Excavation  for  the  foundations  for  the 
Lockport  Road  Bridge  was  begun  on 
January  26th  and  continued  with  vari- 
ous intervals  until  the  21st  of  February. 
At  this  latter  date  the  excavation  was 
completed  with  the  exception  of  the  east 
abutment.  The  laying  of  concrete  was 
begun  on  the  8rcl  of  the  month,  but 
owing  to  the  cold  weather  was  discon- 
tinned  until  the  15th,  when  it  was  again 
resumed  and  continued  throughout  the 
month.  The  west  pier  was  finished  on 
the  16th.  The  west  abutment  was 
started  on  the  20th  and  at  the  end  of  the 
month  was  about  two  thirds  completed. 
The  quantities  vouchered  for  the  month 
on  account  of  this  bridge  are  as  follows: 
Excavation,  834  cubic  yards;  Portland 
cement  concrete,  227  cubic  yards.  A 
voucher  for  $14.00  was  issued  to  P.  T. 
Dunn  &  Go.  during  the  month  for  light- 

ig  the  Lockport  temporary  road  on  this 

^^tion. 

tketion  17 — ^The  extreme  cold  weather 
irevented  active  work  during  a  large 
Mirt  of  the  month.  2,  lOO  cubic  yards  of 
iarth  was  excavated  from  the  new  river 
channel  by  the  following  methods:  800 
jubic  yards  by  wheel  scraper  force;  1,500 
cubic  yards  by  wagon  gangs,  and  300 
cubic  yards  by  wheelbarrow  men.  About 
3,600  cubic  yards  of  solid  rock  were  ex- 


cavated and  disposed  of  as  follows:  5,700 
cubic  yards  by  steam  derrick,  removed 
to  spoil  bank  by  locomotives  and  five- 
yard  ^ump  cars;  4,600  cubic  yards  by 
steam  shovel;  about  6,600  cubic  yards  by 
rock  gangs,  removed  in  trains  of  one- 
yard  cars  operated  by  horses  and  incline 
hoists;  and  1 ,700  cubic  jrards  by  wagons 
and  wheelbarrow  forces.  Work  on  the 
Mill  Street  ditch  was  prosecuted,  and 
about  one- half  of  the  work  was  com- 
pleted. About  500  cubic  yards  were  ex- 
cavated on  the  Tail  Race  on  this  section. 

■  SeCticn  18 — Work  on  this  section  was 
prosecuted  at  various  points  throughout 
the  month.  The  work  of  building  cross- 
cribs  and  coffer  dams  at  Lock  No.  5  was 
completed  in  the  latter  part  of  January. 
Excavation  for  the  material  at  this  same 
lock  and  for  protection  wall  and  conduit 
south  and  east  of  the  lock  was  begun. 
Concrete  work  on  Lock  No.  5  was  started 
on  the  17th,  and  continued  until  the  22d 
of  the  month.  The  building  of  coffer- 
dam cribs  at  Che  Guard  Lock  began  on 
the  7th,  and  continued  throughout  the 
month.  A  small  amount  of  material 
was  excavated  on  the  new  river  channel 
below  Jefferson  Street.  Credits  were 
given  during  the  month  for  finished 
work  on  construction  of  sewer,  and  for 
work  on  middle  levee  south  of  Jefferson 
Street.  A  voucher  for  $9,631.72  was 
issued  to  these  contractois  during  the 
month. 

Pumpinq  Plant — One  pump  ran  con- 
tinuousiv  throughout  the  month;  from 
the  19th '^to  the  20th,  and  from  the  24th 
to  the  26th,  both  pumps  were  in  opera- 
tion. On  the  9th  of  the  month,  fittings 
on  No.  1  and  No.  8  boilers  froze  and 
burst,  and  on  the  11  th  the  west  boiler 
feed  pump  also  burst,  rendering  it  en- 
tirely useless,  and  the  entire  plant  de- 
pendent upon  the  one  remaining  feed 
pump.  The  elevation  of  water  at  the 
end  of  the  month  was  -28.65,  being  1.15 
feet  above  grade. 

DIVISION    OP    DRAFTINQ  AND  DBSIQNINa. 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Lemont;  on  the  50-feet  scale  maps  of  the 
North  Branch  of  the  Chicago  River,  and 
on  the  atlas  of  the  right  of  way. 

The  following  drawings,  etc.,  were 
made:  Plan  and  details  of  sluice  gates 
below  Dam  No.  1,  Joliet;  plan  and  de- 
scription of  lots  to  be  acquired  from  the 
C,  R.  I.  &  P.  R.  R.  Co.  at  Joliet;  plan 
of  a  sixty-six  foot  subway  at  Stephens 
Street,  Lemont;  plan  and  profile  of  water 
power    channel     frum  the    Regulating 
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Works  to  the  end  of  Section  17;  plan  of 
temporary  gate  at  Dam  No.  1,  Joliet; 
plan  of  Stephens  Street,  Lemont,  show- 
ing grade  crossing,  and  a  plan  of  a  part 
of  Joliet,  showing  the  alignment  of  Sec- 
tion 18  and  right  of  way. 

Work  was  completed  on  the  plans  for 
the  Jefferson  Street  Bridge  and  the  Cass 
Street  Bridge  at  Joliet;  some  time  was 
spent  in  designing  a  temporary  roadway 
around  the  site  of  the  new  bridge  at  Jef- 
ferson Street,  Joliet;  work  was  again 
taken  up  on  the  plans  for  the  C.  R.  I.  & 
P.  R.  R.  Co.*B  Bridge  at  Joliet,  and  for 
the  temporary  bridge  of  this  company  at 
that  point.  Considerable  time  was  de- 
iroted  to  the  plans  for  the  change  in  the 
Canal  Street  Bridge,  but  the  work  for 
this  change  was  again  abandoned ;  some 
time  was  also  spent  in  checking  the  shop 
drawings  for  the  Lockport  Road  and 
Wire  Mills  Road  Bridges. 

Detail  work  on  the  plans  for  the  By- 
Pass  in  the  Chicago  River  and  the  Bear 
Trap  Dam  was  continued ;  borings  at  the 
Taylor  Stree(  Viaduct  of  the  Chicago 
River  were  completed  and  samples 
taken;  some  time  was  devoted  to  plans 
for  the  work  through  Joliet;  the  testing 
of  sand  and  cement  for  use  in  the  con- 
struction work  was  continued,  as  was 
also  the  work  of  preparing  record  photo- 


graphs and  the  maintenance  of  water 
gauges;  some  time  was  given  to  hydraulic 
data  pertaining  to  the  Chicago  and 
Desplaines  Rivers  and  to  Lake  Michigan; 
the  Thirty-ninth  Street  intercepting 
sewer,  which  is  being  built  by  the  City 
of  Chicago,  has  been  inspected,  as  has 
also  the  entire  work  of  construction  of 
the  Sanitary  District. 

DIVISION  OF  RECORDS. 

The  work  of  checking  the  construction 
detail  sheets  was  carried  on  as  usual. 
The  tabulated  statements  showing  the 
condition  of  contracts  to  March  1,  1899, 
together  with  the  financial  statement  to 
that  date,  were  completed.  Some  time 
was  spent  on  the  forthcoming  annual  re- 
port of  this  department  for  1898.  The 
books  of  this  department  have  been 
kept,  all  correspondence  has  been  earned 
on,  pay  rolls  have  been  issued,  letters 
and  documents  have  been  filed,  and  all 
other  clerical  work  has  been  carried  on. 

I  estimate  the  expenses  of  this  depart- 
ment for  the  month  of  March  will  be 
$176,000.00. 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  J5n<7t)iecr." 
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MONTHLY   REPORT   FROM    CLERICAL    DE- 
PARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
March,  1899,  which  was  read,  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT: 

"Chioaoo,  April  1,  1899. 

To  the  HonorcLble  the  Board  of  Trvsteea 
Qf  the  Sanitary  District  of  Ohicago: 

Gentlemen— -I  herewith  submit  the 
report  of  the  Clerical  Department  for 
the  month  of  March,  1899: 

The  total  expenditure  of  the  District 
for  the  month  was  $259,810.46,  of  which 
amount  the  entire  sum  was  paid  in  1899 
Tax  Levy  Warrants.  Of  the  1899  Tax 
Levy  Warrants  issued,  the  sum  of 
$945.25  was  placed  in  the  hands  of  the 
Treasurer,  and  regular  warrants  drawn 
in  the  aggregate  for  this  amount  against 
the  same  au  per  authority  of  the  ^ard. 

The  total  amount  expended  on  ac- 
count of,  and  charged  to  the  Clerical 
Department  during  the  month  of  March 
was  $2,088. 1 6  of  which  amount  the  sum 
of  $2,066.66  was  for  salaries,  and  the 
sum  of  $21.50  for  general  (»ffice  expenses. 

There  are  no  outstanding  liabilities 
■against  the  Clerical  Department,  and  the 
expenditure  for  the  present  month  will 
be  about  $1,000. 

The  total  amount  expended  for  account 
of,  and  charged  to,  the  General  Account 
during  the  month  of  March  was  $9,917.50, 
divided  as  follows: 

Rent  for  March $    483  88 

Expert  Accountants 560  00 

Advertising 248  00 

Salaries 5,(»46  66 

Steamboat 3,000  00 

General  expenses 205  10 

Printing 374  41 

Total $9,917  50 


The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$3,000. 

Of  the  total  amount  of  1890  Tax  Levy 
Warrants  issued,  there  is  now  outstand- 
ing the  sum  of  $12,709.35;  of  the  1897 
Tax  Levy  Warrants  issued,  there  is  now 
outstanding  the  sum  of  $15,119.00;  of 
the  1898  Tax  Levy  Warrants  issued,  there 
is  now  outstanding  the  sum  of  $1,883,- 
785.98,  and  of  the  1899  Tax  Levy  War- 


rants, there  is  now  outstanding  the  sum 
of  $259,810.46. 

The  following  is  a  tabulated  statement 
of  total  expenditures  for  the  month 
of  March,  1899: 

1S99  TaxLeffff 
Account,  Warrants, 

Engineering  Department. . .  .$  19,325  94 

Construction 212,814  70 

Clerical  Department 2,088  16 

Law  Department 6,161  01 

Land 1,021  60 

Treasury  Department 333  32 

General 9.917  50 

Police  Department 6,032  84 

Maintenance 1,615  89 

Emergency  Fund,  C.  C.  Gil- 
bert, Attorney 2.000  00 

Total $259,810  46 


Respectfully  submitted, 
(Signed)  Thos.  6.  Bell, 

Acting  Clerk:' 


APPROVAL  OP  REDUCED  BONDS  ON  CON- 
TRACTS POR  SUBSTRUCTURE  OF  C,  M.  A 
N.  BRIDGE  NEAR  BAST  END  OF  SECTION 
N,  AND  SUBSTRUCTURE  OF  A.,  T.  &  S.  P. 
BRIDGE  AT  WEST  END  OP  SECTION  N. 

Mr  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance,  in  regard  to  the  ac- 
ceptance of  two  bonds  in  the  sum  of  one 
thousand  dollars  ($1,000.00)  each,  fur- 
nished by  Messrs.  Mc Arthur  Bros.  Co. 
and  Winston  &  Co.,  contractors  jointly 
on  the  contract  for  the  substructure  of 
the  C,  M.  &.  N.  Bridge  near  east  end  of 
Section  N,  and  the  A.,  T.  &  S.  F.  Bridge 
at  west  end  of  Section  N,  in  lieu  of  the 
original  bonds  on  said  contracts,  given 
by  said  contractors,  and  in  accordjEmoe 
with  the  action  of  the  Board  at  the  meet- 
ing held  January  18.  1899,  (page  5431  of 
Proceedings),  the  report  recommending 
that  said  bunds  be  accepted  and  ap- 
proved by  the  Board  and  the  surety  on 
the  original  bonds  released  from  further 
liability. 

Mr  Carter,  seconded  by  Mr.  Kellj 
moved  that  the  report  be  adopted  an 
the  recommendations  contained  therei 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Cartel 
Kelly,  Mallette,  Smyth  and  Wenter- 
seven.    Nays — none.  ^    • 

Upon  this  result  the  President  declar 
the  motion  carried.  ] 


[ 


"Chicago,  April  17, 1B99. 


Grntlemen— Your  Committee  on  Fi- 
nance berenith  reports  that  bonds,  in 
[hepeaalHum  of  one  thousand  (|  1,000) 
dollars  each.  liaM  been  executed  by 
McArthur  Brotliera  Company  and  Win- 
BWn  &  Company  frt- the  bridftesubatrnct- 
nres  of  the  Chicago,  Madi»on  tc 
Ktirlhern  Railroad  Bridge  near  the  eaat 
end  of  Section  "N,"  and  the  Atchison, 
Topelta  &  Santa  Fn  Railway  Bridge  near 
the  west  end  of  Seation  "N"  of  the  Main 
Chaonei.  pumuunt  to  the  direction  of  the 
Board  (if  Trustees,  at  the  meeting  of  the 
Board.  January  13,  1890,  (page  6481  of 
Proceedings) : 

That  the  Oommiitee  haa  examined  aaid 
bonds  anil  adviaet*  '.hat  in  ita  opinion  Che 
e  are  properly  executed  and  that  the 
surety  upou  each  i«  auffloient, 

II  therefore  recommends  that  said 
bonds  be  accepted  and  approved  by  the 
Board  of  Trustees  and  the  surety  on  the 
original  bonds  released  from  further 
liability. 

Respectfully  submitted; 
(Signed)  S.  B.  Castkb, 

Chairman. 

3.   A.   EcEHART, 

?RAXK  Wbiitbh, 
Thomxs  Ebllt. 


(Accompanied  hf  two  bonds  in  dupli- 

HEPORT  IN  REFEBINCB  TO  ACCEPTANCE 

OP  niJ,AGB  OHDINANCE  FOR  STEPHENS 
STREET  SUBWAY, 

On  behalf  of  the  Committee  on  Bngi- 

ne^Ting,  Mr.  Malletto  presented,  and  Uie 

Clerk   read,   a  repoit   from    that    Com- 

"■ittee.  wiih   reference  to   and    accom- 

inied  by  an  ordinance  of  the  Tillage  of 

'moot  for   the    construction  of  &  sub- 

ty  at  SiephensSireet,  the  report  recom- 

^nding  ihat  aaid  ordinance  be  accepted 

.  the  Board. 

Mr.  Mollette,  seconded  by  Mr.  Smyth, 
loved  that  the  report  be  adopted  and  the 
icompanying  ordiiuuice  accepted  by 
ttBMid. 


\  r 


Echhart,  Kelly,  Mallette,  Smyth  and 
Wenter — eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

"CaiCAOO,  April  17, 1899. 

To  Hit  Bonorable  the  Board  oj  Truiteei  of  the 
Sanitary  Butrict  of  Chicago: 

Obntlkmkn— Your  Committee  here- 
with reports  that  it  has  very  carefully 
considered  the  ordinance  passed  by  the 
Village  of  Lemont  for  the  construction 
of  a  subway  at  Stephens  Street,  and  rec- 
ommends that  said  ordinance  be  accepted 
by  your  Honorable  Body. 

We  herewith  attach  aaid  ordinance. 
Respectfully  submitted, 
(Signed)  Thomas  A.  Shtth, 

Chairma7i. 

J.  P.  Mallkttk, 
6.  a.  eckhabt, 
Frahk  Wkntkb, 
Wh.  Boldknwbce, 
Z.  R.  Cartes, 
Thomas  Kelly, 
J.  C.  Bradeh, 
CommiUee  on  Enijiiuering" 
(Two  enclosures.) 

The  following  is 


'^Be  it  ordainal  by  the  President  and  Soard  of 
Trjutta  of  the  VUlagt  of  Lerrumt: 
Sec.  1 .  That,  whereas,  it  la  proposed 
by  Uie  Sanitai-y  District  of  Chicago  to 
excavate  and  construct  a  subway  in, 
through,  under  and  alone  that  part  of 
Stephens  Street,  in  the  Village  of  Le- 
mont, in  the  County  of  Cook  and  State 
of  Illinois,  where  the  same  is  intersected 
by  the  railroad  right  of  way  and  tracks 
of  tlie  Chicago,  Santa  Fe  and  California 
Railway  Company;  and. 

Whereas.  Said  subway  will  tend  to 
conserve  the  safety  and  convenience  of 
the  citizens  of  said  village  of  and 
county  in  paaaing  to  and  from  points 
ocrOBB  the  right  of  way  of  said  railway 
company;  and. 
Whereas,  The  construction  of  said 


Bubnay  nill  tend  to  further  and  aid  the 
purpoeeH  fur  which  the  Sanitary  DiatricC 
of  Chicago  was  organized,  iwrraiaaion 
and  authority  are  hereby  granted  to  eaid 
Sanitary  District  of  Ghicaf^o  to  excavate 
and  cOfiBtruct  said  subway  to  conform  to 
the  following  schedule  of  said  subway  at 
the  plac«B  designated,  as  follows: 

Sec.  2.  The  depre-sion  of  the  streets 
shall  not  exceed  10  3-10  feet  below  the 
faa^  of  the  rail  of  the  tracks  of  the  Chi- 
cago. Santa  Fe  and  California  Railroad 
at  the  proposed  crossing  of  Stephens 
Street,  making  the  elevation  of  floor  of 
subway  not  less  than  8  8-10  feet  above 
Chicago  city  datum,  and  with  a  head 
room  of  not  less  than  14  feet.  This  level 
shall  not  extend  beyond  the  norih  and 
south  portals  of  subway.  From  tbie 
level  the  approaches  shall  extend  on  a 
grade  of  not  to  exceed  1  foot  in  27  feet 
to  a  connection  with  the  proposed  new 
bridge  across  the  Main  Channel  of 
the  Sanitary  Canal  on  north  side 
of  BUbwsy,  and  shall  extend  on  a 
grade  of  not  to  exceed  I  foot 
in  93i  feet  to  a  connection  with 
the  present  surface  of  Stephens  Street  on 
the  south  side  of  subway;  that  the  sub- 
way shall  be  30  feet  in  width,  and  the 
approaches  thereto  shall  be  46  feet  in 
width,  and  both  subway  and  approaches 
shall  be  macadamized  to  a  depth  of  18 
inches,  12  inches  of  which  shall  be 
broken  stone  and  6  inches  of  fine  crushed 
stone;  the  sizes  to  he  designated  by 
the  President  and  Board  of  Trustees  of 
the  Village  of  Lemont;  said  Sanitary 
District  shall  also  construct  on  each  side 
of  said  subway  astone  wall  set  three  feet 
in  the  ground,  three  feet  in  thickness  at 
the  bottom  and  two  feet  in  thickness  at 
the  top;  said  wall  shall  be  surmounted 
with  a  coping  having  a  height  of  not  less 
than  eight  inches  above  the  level  of  the 
ground;  that  no  stone  less  than  twelve 
inches  in  thickness  shall  be  used  in  the 
construction  of  said  subway  and  the  re- 
taining wall;  Alpha  C^etnent  and  good 
sharp  sand  shall  be  used  in  the  construc- 
tion of  said  retaining  wall. 

Sec.  8.  Said  Sanitary  District  of  Chi- 
cago shall  also  construct  on  both  sides  of 
said  subway,  mentioned  in  Section  S  of 
this  ordinance,  subways  for  foot  pas- 
sengers, which  shall  have  a  headway  of 
not  less  than  eight  feet  below  the  top  of 
subway.  That  said  passages  for  foot 
passengers  shall  be  six  feet  in  width  and 
shall  have  aii  iron  railing  of  not  less  than 
three  feet  in  height  along  the  sides  next 
to  the  subway  mentioned.  The  side- 
walks under   said  subway  shall  be  con- 


Sec.  4.  The  eaid  Snnitary  District  of 
Chicago  shall  also  'MUistrucC  side-ditches 
on  both  sides  of  Stejdien  Street;  at  the 
lowest  point  of  subway  shall  l>e  con- 
structed a  catch  h&sin  from  wliicli  a 
sewer  is  to  be  built  connecting  with  the 
Drainage  Canal,  of  sufficient  capacity  to 
carry  off  the  water. 

Sac.  5.  Said  Stephens  Street  shall  be 
kept  open  to  trafHc  dnritig  the  conntruc' 
lion  of  said  subway  and  the  improve- 
ment of  said  street. 

Sko.  a.  The  said  Sanitary  Dinlrict  of 
Chicago  shall  be  held  liable  ami  shall  in- 
demnify the  said  Village  of  Lemiint  for 
any  and  all  damt^^  to  the  water  main 
which  is  laid  below  tlie  surface  of  said 
Stephens  Street  on  the  south  side  of  the 
Chicago,  Santa  Fe  &  California  Rail- 
road, which  damages  may  occur  during 
or  after  the  conatruotion  of  said  subway 
through  exposure  of  Hsid  water  main  to 
frost  or  through  any  other  caufes. 

BeO.  7,  All  work  shall  lie  done  in  ac- 
cordance with  the  plans  of  said  work 
now  on  file  in  the  oflice  of  the  Clerk  of 
the  Village  of  Lemon  t, 

Src.  8.  The  said  Sanitary  District  of 
Chicago  shall  indemnify  and  save  harm- 
less the  said  Village  of  Lemont,  in  the 
Couuty  of  Cook,  from  any  and  all  dam- 
ages to  any  person  or  persons  or  property 
occurring  during  the  progress  of  said 
work,  or  arising  out  of  the  construction 
of  said  subway  by  eaid  Sanitary  Dis- 
trict, for  which  said  village  or  county 
would  be  legally  liable;  and  in  the  event 
of  an  institution  of  a  suitagainst  the  Vil- 
lage of  Lemont  by  any  (lerson  or  persons 
for  the  recovery  of  any  damage 
caused  to  any  person  or  persotiB 
or  property  during  the  progress  of  said 
wort,  or  arising  out  of  the  construction 
of  said  subway  by  the  Sanitary  District 
of  Chicago,  said  Sanitary  District  ahall, 
upon  receipt  of  written  notice  of  such 
suit  served  upon  the  President  or  Clerk 
of  the  Board  of  said  Sanitary  District  by 
the  Village  Clerk  of  the  Vdlage  of  Le- 
mont, intervene  and  defend  such  suit  or 
action  and  pay  and  discharge  any  judg- 
ment, inclusive  of  all  costs,  that  may  be 
recovered  in  such  suit  or  proceeding. 

Seo.  9.  This  ordinance  shall  take 
effect  and  be  in  force  from  and  after  its 
acceptance  by  the  Board  of  Truateea  of 
the  Sanitary  District  of  Chicago, 


Aprli  ty,I  _&l 

"State  of  Illinois,  l 

County  of  Cook,     [sa. 
Village  of  Lemont.    ) 

I,  Nels  A.  AnderBon,  Village  Clerk  of 
the  Village  of  IiemoDi,  do  hereby  certify 
thKt  the  above  aod  foregoing  fe  a  true 
oopy  of  an  ordinance  entitled  "Ordi- 
nance in  regard  to  CDnBtmction  of  a  sub- 
way by  the  Etanitary  District  of  Chicago, 
OS  Stephens  Street,  at  the  crossing  of 
the  Chicago,  Santa  Fe  and  California 
Railroad,"  adopted  by  the  President  and 

I>„.J   _.   m _,    ..,,    _M.___   -,„  the 


I  farther  certify  that  the  original  ordi- 
nance, of  which  the  foregoing  is  a  copy, 
ii  on  file  in  my  office. 


^Signed) 

(lEiLj 


Nbls  a.  Andbrsoh, 

Village  Clerk." 


PAYMENT  OP  HAT  INTERB3T  ON  BOHDa. 

Under  the  head  of  new  buaineee,  Mr. 
Carter  presented,  and  seconded  by  Mr. 
Eckhart,  moved  the  adoption  of  the  fol- 
lowing 

ORDER: 

"Od«red,  That  the  Clerk  be.  and  he 
hereby  la,  instructed  to  draw  a  warrant 
pajable  to  the  order  of  the  Treasurer  for 
the  aum  of  thirty-five  thousand  (|35,- 
000,00)  dollars,  to  pay  the  semi-annual 
interest  accruing  May  1,  1899,  on  the 
balance  of  the  flrst  issue  of  bonds  of  the 
SuiitaryDistrictof  Chicago  outstanding, 
being  one  million  tour  hundred  thousand 
(tl.40O,0uO.OO)  dollars  at  five  per  cent 
(5Jt)  per  annum,  and  that  the  Treasurer 
be  and  be  hereby  is  authorized  and  di- 
ncled  to  pay  said  semi-annual  interest 
upon  the  proper  presentation  and  can- 
wllation  of  the  interest  coupons  evidenc- 
ing the  same,  such  payment  to  be 
charged  to  its  proper  account." 

On  roll-call  on  the  motion  for  the 
■doption  of  the  order  the  vote  stood: 
IBS — UessrH.  Bold  en  week.  Brad  en, 
•net,  Eckhart.  Kelly,  Mallette,  Smyth 
id  Werner— eight.  Mays— none. 
Upon  this  result  the  President  de- 
ired  the  motion  carried. 

-■ndtST  OP  RENTAL  UNDER  AGRKE- 
'BNT  WITH  PENNSYLVANIA  COMPANY 
IRBT-PASS  ALONG  CHICAGO  EIVER. 

'■  Carter  pteeented,  and  seconded  by 


Ordeitd.  That  the  President  and  Clerk 
of  the  District  be  and  they  are  hereby 
authorized  and  directed  to  pay,  upon  the 
voucher  of  the  Attorney  of^  the  Uistrict, 
to  the  Pennsylvania  Company,  operat- 
ing the  PittRburgh,  Fort  Wayne  and 
Chicago  Railway,  the  sum  of  fifteen 
hundred  (|1,GOO.OO)  dollars,  said  sum  be- 
ing the  semi-annual  payment  of  rent 
due  May  1,  A.  D.  1699.  pursuant  to  an 
agreement  heretofore  made  with  the 
Sanitary  District  of  Chicago  (page  4573 
of  Proceedings),  said  payment  to  be 
charged  to  the  Land  Account  of  the 
District. 

On  the  motion  for  the  adoption  of  the 
order  the  vote  stood;  Yeas — Uessrs. 
Boldenweck,  Braden,  Carter,  Eckhart, 
Kelly,  Mallette,  Smjtb  and  Wenter— 
eight.    Nays — None, 

Up 
then 


Mr.  Smyth  presented,  and  the  Clerk 
read,  an  order  authorizing  and  directing 
the  President  and  Clerk  to  execute  the 

necessary  papers  for  the  conveyance  of 
certain  real  estate,  for  the  purposes  of  a 
public  highway  at  Romeoville,  as  set 
forth  in  the  order;  and  also  to  release 
any  and  all  claims  for  damages  sustained 
by  reason  of  the  eatabliahment  or  laying 
out  of  said  highway. 


On  roll-call  the  vole  stood;  Yeas — 
Mesara.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Mallette,  Smyth  and 
Wenter — eight.     Nay  a — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  ORDER: 
"Ordered,  That  the  Preaidenl  and 
Clerk  of  the  District  be  authorized  and 
directed  to  execute,  on  behalf  of  the  Dis- 
trict, any  deeds,  releases  or  other  instru- 
ments of  conveyance  which  may  be  nec- 
essary, conveying,  for  the  purposes  of  a 
Eublic  highway,  according  to  the  plat 
ereto  attached,  the  real  estate  over 
which   said   public  highway  is  to  be  laid 
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of  Section  two  (2),  Township  thirty-six 
(86)  North/Range  ten  (10)  JSastof  the 
Third  Principal  Meridian,  in  Will 
County,  Illinois,  fifteen  (15)  feet  distant 
in  an  easterly  direction  from  the  point 
of  intersection  of  the  east  line  of  the 
right  of  way  of  the  Chicago.  Santa  Fe 
&  California  Railway  with  said  north 
line  of  said  Section  two  (2);  thence  run- 
ning southeasterly  and  i^allel  to  said 
easterly  right  of  way  line  for  a  distance 
of  one  hundred  sixty-five  (165)  feet  to  a 
point  of  curve;  thence  on  a  curve  to  the 
right  with  a  radius  of  forty  (40)  feet  to  a 
point  of  tangent;  thence  westerly  on  a 
line  parallel  to  said  north  line  of  said 
Section  two  (2)  to  a  point  of  curve; 
thence  on  a  curve  to  the  right  with  a 
radius  of  forty  (40)  feet  to  a  point  of  tan- 
gent, said  point  of  tangent  being  seven- 
teen (17)  feet  distant  from  the  westerly 
right  of  way  line  of  the  Chicago,  Santa 
Fe  &  California  Railway  measured  at 
right'  an|;les;  thence  northerly  on  a 
straight  hne  to  a  point  on  said  north  line 
of  said  Section  two  (2),  said  point  being 
fifteen  (16)  feet  distant  in  a  westerly  di- 
rection from  the  point  of  intersection  of 
the  westerly  right  of  way  line  of  the 
Chicago,  Santa  Fe  &  California  Railway 
with  said  north  line  of  said  Section  two 
(2)  and  being  the  point  of  termination  of 
said  new  road. 

Said  road  to  be  thirty  (80)  feet  wide  in 
the  clear,  except  on  the  west  side  of  the 
right  of  way  of  the  Chicago,  Santa  Fe  & 
California  Railway,  where  the  width 
diminishes  from  thirty  (80)  feet  at  the 
point  of  tangent  to  twenty-six  (26)  feet 
at  the  point  of  termination  and  located 
in  Will  County,  Illinois. 

The  President  and  Clerk  are  also 
further  authorized  and  directed  to  re- 
lease any  and  all  claims  for  damages 
sustained  by  reason  of  the  establish- 
ment or  laying  out  of  the  said  high- 
way above  mentioned." 

(Accompanied  by  plat.) 

ORDEB  IN   REFBRENCE   TO    LEASING    OF 
DISTRICT  LANDS. 

Mr.  Smyth  presented,  and  seconded  by 
Mr.  Eckhart,  moved  the  adoption  of  the 
following 

ORDER : 

*' Ordered,  That  the  President  and 
Clerk  of  the  District  be  authorized  to 


enter  into  leases  from  year  to  year,  for 
unoccupied  lands  of  the  Disirict,  upon 
such  terms  and  conditions  as,  in  the  dis^ 
cretion  of  the  President,  will  beet  con- 
serve the  interests  of  the  District,  at  not 
less  than  three  ($3)  dollars  per  ^acre  per 
annum." 

On  roU-call  on  the  motion  for  the 
adoption  of  the  order  the  vote  stood: 
Yeas — Messrs.  Boldenweck,  Braden,  Car- 
ter, Eckhart,  Kelly,  Mailette,  Smyth  and 
Wenter — eight.    Nays — none. 

Upon  this  result  the  President  de- 
ckured  the  motion  carried. 

SATURDAY  CLOSING  OF  OFFICES. 

Mr.  Smyth  presented,  and  seconded  bj 
Mr.  Mailette,  moved  the  adoption  of  the 
following 

ORDER : 

**Ordered,  That  the  offices  of  the  Sani- 
tary  District  of  Chicago  be  and  the  same 
are  hereby  ordered  closed  at  twelve  (12) 
o'clock  noon  on  every  Saturday  from 
April  22  to  September  80,  1899,  both  m- 
elusive,  and  that  a  half-holiday  be  and 
the  same  is  hereby  extended  to  all  the 
employes  of  said  Sanitary  District;  and 
be  it  further 

Ordered,  That  the  Chief  Engineer  of 
said  Sanitary  District  be  and  is  hereby 
ordered,  authorized  and  empowered  to 
suspend  the  above  order,  so  far  as  the 
same  applies  to  employes  in  the  field, 
whenever,  in  the  judgment  of  said  Chief 
Elngineer,  their  services  may  be  required, 
and  in  such  case  the  Chief  Engineer  may 
substitute  the  equivalent  of  said  Sajtur- 
day  half-holiday  at  such  other  times  aa 
the  interest  of  the  service  may  permit.** 

On  roll-call  on  the  motion  for  the 
adoption  of  the  order  the  vote  stood  i 
Yeas — Messrs.  Boldenweck,  Carter,  Eck- 
hart, Kelly.  Mailette,  Smyth  and  Wenter 
— seven.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


ADJ0X7RNHENT. 

On  motion   of   Mr.   Carter,  seconded 
by  Mr.  Kelly,  the  Board  then  adjourned. 

Thomas  S.  Bbli., 
Acting  Ckrkm 
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—OP  THE 


Board  of  Trustees 


—OF  THE—    'f 


Sanitary  District  of  Chicago. 


APRIL  26.  1899. 


.   OFFICIAL   RECORD. 

PubUihed  by  andhority  of  the  Board  of  TrMteea 
cf  th$  Sanitary  DMriet  of  Cliieaoo, 


REGULAR  MEETING. 

The  four  hundred  and  thirty-sixth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  the  rooms  of  the  Board,  Security 
Bailding,  Wednesday,  April  26,  1899«  at 
2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweck, 
Bnden,  Carter,  Eckhart,  Jones,  Kelly, 
Smyth  and  Wenter — eight  members, 
▼«re  present. 

President  Boldenweck  then  called  the 
Board  to  order. 


MINI7TBS. 

The  minutes  <^  the  regular  meetings 
WW  April  12  and  April  19, 1899,  were 


approved  as  printed,  on  motion  of  Mr. 
Kdly,  seconded  by  Mr.  Carter. 

•VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

ENGINEERING  DEPARTMENT. 

Canal  CommiBsioners  (Lock  5,  Joliet 
laspeclors) $30000 

GENERAL.  ACCOUNT. 

John  F.  Hl(;:Rins   (printinsf  Proceed- 
ings, etc.,  March,  1899) 468  96 

Total $  668  96 

•To  be  paid  by  warrants,  with  Interest  coupons 
atrached,  drawn  against  the  tax  levy  for  the  year 
1890. 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 


AprU  26,J 


—5660— 


[1889 


On  roll>ca11  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
ter — eight.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


REQxnsmoN. 

The  Clerk  presented  the  following 
requisition : 

No.  592,  Engineering  Department 
(quarterly  supplies),  $276.90. 

Mr.  Kelly,  seconded  by  Mr.  Braden, 
moved  that  requisition  No.  592,  as  read 
and  shown  above,  be  allowed. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Smyth  and  Wenter — 
seven.  Nays — none.  Excused  and  not 
voting — Mr.  Jones — one. 

Upon  this  result  the  President  declared 
the  motion  carried. 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  April 
22,  1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  foUowmg  is 

THE  REPORT : 

"Chicaoo,  April  26,  1899. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— I  beg  leave  to  report  here- 
with the  number  of  persons  in  the  em- 
ploy of  the  District  for  the  week  ending 
April  22,  1899,  as  the  same  have  been 
reported  to  me: 

Engineering  department 77 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

Telephone  operator t 

Total  employes 129 

Respectfully  submitted, 

(Signed)  Thos.  S.  Bell, 

Acting  Clerk" 


REPORT  TRANSMITTING  REFUNDED  COURT 
COSTS  -IN  CASE  OP  DISTRICT  VS.  SCHUS- 
TER BT  AL. 

TRe  Clerk  presented  and  read  a  report 
from  the  Attorney  wi^  reference  to  and 
accompanied  by  a  certificate  of  deposit 
for  $240.00  received  for  account  of  certain 
court  cobts  heretofore  taxed  against,  and 
paid  by,  the  District  in  the  case  of  the 
District  vs.  Schuster  et  al.,  the  report 
recommending  that  the  amount  be  de- 
posited to  the  credit  of  the  Law  Depart- 
ment. 

Mr.  Eckhart,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  received, 
printed  and  the  amount  deposited  with 
the  Treasurer  of  the  District. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

"Chicago,  April  26, 1899. 

To  the  HonorabUy  the  Board  of  Tnist€€9 
of  the  Sanitary  District  of  Chicago : 

Gentlemen— I  have  the  honor  here- 
with to  transmit  certificate  of  deposit 
No.  42,341  on  the  Will  County  National 
Bank  of  Joliet,  in  favor  of  Mr.  P.  C. 
Haley,  attorney  of  the  District  at  Joliet, 
and  by  him  endorsed  in  blank,  for  the 
sum  of  two  hundred  and  forty  dollars 
($240.00):  said  sum  of  two  hundred  and 
forty  dollars  ($240.00)  having  been  here- 
tofore taxed  as  costs  against  the  District 
in  the  condemnation  suit  in  Will  County 
Circuit  Court,  entitled  "Sanitary  Dis- 
trict of  Chicago  vs.  Schuster  et  al»" 
and  refunded;  the  same  having  been  pre- 
viously paid  as  printer's  fees,  and  proper 
receipts  therefor  presented  on  the  part 
of  the  District.  Mr.  Haley  collected  the 
same  on  our  behalf  and  I  would  recom- 
mend that  the  amount  be  deposited  in 
the  General  account  of  the  District  and 
credited  to  the  expense  account  of  the 
Law  Department. 

Respectfully  submitted, 

(Signed)  Charles  C.  Gilbert, 

Attorney. ^^ 
(Accompanied  by  check.) 

tfONTHLT    REPORT    FROM     ENOINESRINO 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  March,  1899,  which,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 
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The  following  is 

THE  REPORT: 

*'  Chicaoo,  April  24,  1899. 

To  the  Honorable^  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gektlkhbn— I  herewith  transmit  the 
report  of  the  Kncrineering  Department 
for  the  month  of  March,  1899,  giving  the 
detailed  operations  of  the  several  dlvi- 
sions  constituting  the  s{ime. 

The  value  of  the  construction  work 
done  was  |180,5 14.22,  divided  as  follows: 
Main  Channel.  $89,945.94;  Bridges,  $90,- 
568.28.  The  Engineering  expenses  were 
|10,505.86,  divided  as  follows:  Salaries, 
^.886.90;  supplies,  etc.,  $2,118.96.  De- 
tails of  the  above  figures  are  given  in 
tabulated  statements  submitted  herewith. 

DIVISION  OP  CONSTRUCTION. 

The  weather  during  the  month  was 
rather  unfavorable  to  good  progress  of 
the  work.  Rain  or  snow  was  recorded 
on  twelve  days  and  the  temperature  va- 
ried from  40°' to  4°  Fahrenheit. 

Chkago  Biver  Improvement    The  work 
on  the  By  Pass  along  the  river  was  as 
follows:    l,tjOO  cubic  yards  of  excava- 
tion were  taken  out  at  Adams  street  by 
the  same  plant  as  was  used  during  the 
last  two  months.    The  building  of  the 
west  wall  at  this  point  was  contini]yd 
and  615  cubic  yards  of  concrete  were  put 
in  place.    62,200  ft.  B.  M.  of  grillage 
were  used  and  82,000  ft.  B.  M.  of  timber 
were  used  in   the    temporary  roadway 
and  coffer   dam.    The  contractors  did 
coDsiderable  pumping  at  Adams  street 
occasioned  by  a  leak  under  the  center 
pier,  but  which  caused  no  delay  of  the 
work.   The  dredging  of  the  South  Branch 
was  commenced  in  the  latter  part  of  the 
month  but  not  enx)ugh  work  was  done  to 
warrant  the  rendering  of  an  estimate. 

On  the  24th  of  the  month  a  voucher 
for  $32,000  was  issued  to  Griffiths  & 
McDermott  as  a  part  payment  on  their 
contract  for  the  erection  of  the  super- 
Btructure  for  the  By- Pass  along  the 
Chicago  River. 

On  the  28rd  a  voucher  for  $12,666.66 
was  issued  to  the  Schersser  Rolling  Lift 
Bridge  Company  as  part  payment  for 
the  sale  of  this  company's  design  for  the 
Taylor  street  and  the  C.  T.  T.  R.  R.  Co.'s 
bridges  across  the  Chicago  River. 

On  the  2»th  a  final  voucher  for  $12,- 
Wtt.67  was  issued  to  the  same  company 
on  this  account. 

Section  "0"— On  Jhe  16th  of  the  month 


a  voucher  for  $87.08  was  issued  to  A.  T. 
Wilcox  for  work  don«  in  February  re- 
pairing the  scow  under  the  Western 
avenue  temporary  bridge.  The  different 
railroad  companies  at  the  Campbell  ave- 
nue crossing  did  more  or  less  work  on 
their  respective  tracks  and  temporary 
bridges.  The  following  vouchers  were 
drawn  during  the  month  on  their  ac- 
count : 

P.,  C,  C.  &  S^.  L.  Ry.  Co $585.40 

C.  T.  T.  R.  R.  Co 478  30 

C.  J.  Ry.  Co 204  57 

On  the  28th  a  voucher  for  $6,000  was 
drawn  by  this  department  in  favor  of 
the  I.  C.  R.  R.  Co.  for  permission  to  con- 
struct two  temporary  tracks  on  its  land, 
to  be  used  by  the  Pan  Handle  Company 
pending  the  construction  of  the  eight- 
track  bridge.  The  construction  of  two 
new  trestles  for  the  Pan  Handle  Com- 
pany was  begun  on  the  20th  and  contin- 
ued to  the  end  of  the  month. 

Work  on  the  superstructure  of  the 
Southwest  Boulevard  Bridge  was  con* 
tinned  and  was  practically  completed, 
with  the  exception  of  the  flooring,  the 
laying  of  which  was  begun  at  the  end  of 
the  month.  On  the  16th  a  voucher  for 
$596.81  was  issued  to  John  Ries  for  fill- 
ing with  cinders  the  approaches  to  this 
bridge. 

Section  **.iV" — No  excavation  work  was 
done  on  this  Section.  The  contractors 
devoted  some  time  to  fixing  up  their 
tracks  and  getting  ready  to  move  their 
incline  around  to  the  south  side  of  the 
channel. 

With  the  exception  of  painting,  the 
bridge  of  the  C,  M.  &  N.  R.  R.  Co.  over 
the  Main  Channel  was  completed  on  the 
20th  and  a  voncher  for  $12,882.99  was 
drawn  in  favor  of  the  Toledo  Bridge 
Company  on  this  account. 

Work  continued  throughout  the  month 
on  the  superstructure  of  the  viaduct  of 
the  C,  M.  &  N.  R.  R.  Co.  at  Kedzie  ave- 
nue, and  three  vouchers,  aggregating 
$1,053.25  were  issued  to  the  Kelly  Atkin- 
son Construction  Company  on  this  ac- 
count. 

The  superstructure  of  the  Kedzie  ave- 
nue bridge  across  the  Main  channel  was 
completed  during  the  month  with  the 
exception  of  painting,  and  a  voucher  for 
$8,276.00  was  issued  to  the  King  Bridge 
Company  for  work  done  on  this  account. 

Work  on  the  superstructure  of  the  A., 
T.  &  S.  F.  Ry.  Co.'s  bridge  was  continued 
throughout  the  month. 

Section  **if " — Work  on  the  temporary 
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trestle  for  the  use  of  the  Belt  Railway 
was  completed  on  the  80th.  The  vouch- 
ers issued  on  account  of  this  work  were 
as  follows: 


Geo.  M.  Hubs / $409.56 

•  **    *'      •*    418.70 

Continental  Bolt  and  Iron  Works  101.96 

/Section  '"i" — ^One  of  the  Iron  bridges 
used  by  Christie  &  Lowe  on  this  section 
was  dismantled  and  removed. 

Section  '*G"— The  work  of  ballasting 
and  laying  steel  on  the  A.,  T.  ft  S.  F.  Co. 
deviation  was  continued  all  the  month 
and  practically  completed  on  the  29th. 
On  the  16th  a  voucher  for  $4,587.61  was 
drawn  in  favor  of  the  A.,  T.  &  8.  F.  Ry. 
Co.  for  labor  and  material  furnished 
during  January  on  account  of  this  work. 

Section  "^"— The  work  on  the  sub- 
structure of  the  Summit-Lyons  Road 
Bridge  over  the  Main  Channel  was  com- 

?leted  on  the  24th,  except  painting, 
here  is  also  a  coffer  dam  to  be  removed. 
The  following  quantities  were  vouchered 
on  this  account:  Timber  in  foundation, 
828  ft.  B.  M.;  piles  delivered,  760  lineal 
feet;  natural  cement  concrete,  244  cubic 
yards;  Portland  cement  concrete,  45 
cubic  yards;  masonry  422  cubic  yards. 
The  amount  vouchered  on  this  account 
is  $4,967  56.  The  superstructure  was  be- 
gun on  the  16ch  of  the  month  and  a 
voucher  for  $7,572.00  was  issued  on  this 
account  on  the  17th. 

A  lot  of  20  feet  oak  pilte  furnished  for 
the  substructure  of  the  Lyons- Summit 
Road  Bridge  over  the  Biain  (channel,  and 
not  used,  were  loaded  on  a  car  and 
shipped  to  the  Pan  Handle^ crossing  for 
use  in  the  trestles  undergoing  construc- 
tion at  that  point. 

Section  ••JB"— Rock  excavation  by 
Peteler  car  and  traveling  derrick  plants 
was  continued  throughout  the  month. 
On  the  27th  a  guy  derrick  was  put  to 
work  on  rock  excavation  at  the  east  end 
of  the  section.  All  rock  excavated  was 
used  in  revetting  slopes.  The  dry  rubble 
masonry  at  the  west  end  of  the  section 
around  the  abutments  of  the  bridge  of 
the  C.  T.  T.  R.  R.  Co.,  was  completed  on 
the  11th.  The  quantities  voucnered  for 
these  contractors  are  as  follows:  Glacial 
drift,  7,871  cubic  yards;  solid  rock,  12,248 
cubic  yards;  revetment  wall  22,514  cubic 
yards.  The  amount  vouchered  to  these 
contractors  was  $  18,285. 06.  The  removal 
of  the- Merry-go-round  plant  was  con- 
tinued. Some  bracing  was  done  on  the 
temporary  trestle  of  the  C.  T.  T.  R.  R. 
Co.  ^ 


Word  on  the  excavation  for  the  abut- 
ments of  the  bridge  of  the  C.  T.  T.  R.  R. 
Co.  over  the  Desplaines  River  was  taken 
up  on  the  18th,  but  was  abandoned  on 
the  18th  on  account  of  high  water. 

Section  1. — The  work  of  the  super- 
structure for  the  Willow  Springs  Road 
Bridge  over  the  Main  Channel  was  com- 
pleted and  accepted  on  the  25th.  On 
the  24th  a  voucher  for  $5,746.00  was  is- 
sued to  C.  L.  Strobel  on  this  account. 

Section  8, — A  gang  of  men  was  en- 
gaged in  riveting  iron  work  in  place  and 
laying  ties  on  the  superstructure  of  the 
A.  T.  &  S.  F.  Ry.  bridge  over  the  Main 
Channel  on  this  section.  The  bridge  is 
practically  completed.  No  material  ^ivas 
placed  in  this  CompaAy's  embankment 
during  March;  the  only  work  done  i^as 
the  remcival  of  the  steam  shovel  to  the 
north  side  of  the  channel  preparatory  to 
resuming  work  under  the  contract.  On 
the  15th  a  voucher  for  $158.44  was  issued 
to  the  A.  T.  &  8.  F.  Ry.  Co.  for  services 
of  watchmen  account  of  material  piled 
along  its  tracks. 

The  work  of  the  superstructure  of  the 
Lemon  t  Road  Bridge  over  the  Main 
Channel  was  completed  and  accepted  on 
the  25th.  On  the  24th  a  voucher  for 
$5,746.00  was  issued  to  C.  L.  Strobel  on 
this  account. 

T^Gection  if —The  laying  of  concrete  for 
the  center  pier  of'the  Romeo  Road  Bridge 
was  begun  on  the  8th  and  finished  on 
the  17th,  an  average  of  eight  laborers 
being  employed.  Masonry  for  the  cen  ter 
pier  was  completed  on  the  27th.  One 
steam  derrick  was  used  on  the  work  and 
also  one  at  the  dock  for  handling  stone. 
Excavation  for  the  west  abutment  was 
completed  on  the  26th.  The  quantities 
vouchered  on  this  account  are  as  follows: 
Excavation,  900  cubi(?  yards;  Portland 
ceihent  concrete,  140  cubic  yards;  mas- 
onry, 107  cubic  yards.  The  values 
vouchered  for  payment  on  this  acoount 
are  $2,497.91. 

Section  14-  Pumping  Plant — One 
pump  was  run  cootinuousty  throughout 
the  month,  and  on  days  that  the  height 
of  the  water  would  permit  both  pumps 
were  run.  Some  necessary  repairs  were 
made  on  No.  2  and  No.  8  boilers  from 
the  27th  to  the  81st.  The  elevation  of 
water  on  March  8l9t  was— 29,075,  being 
.725  feet  above  giade. 

Section  i5— The  contractors  for  the 
foundations  for  the  Bear  Trap  Dam.  were 
engaged  with  a  small  force  painting  the 
operating  mechanism  and  removing  the 
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plant.  The  work  on  the  superstructure 
has  been  carried  on  rapidly.  The  leaves 
of  the  dam  and  counterweight  buckets 
have  been  completed.  The  quantities 
vouchered  on  account  of  the  substructure 
are  as  follows:  Concrete  masonrj— 22.1 
cubic  yards;  excavation,  1,000  cubic 
yards.  A  voucher  for  f  1,680.88  was  is- 
sued. On  the  15th  a  voucher  for  $814.66 
was  issued  to  Christie  &  Lowe  for  extra 
work  in  connection  with  tjieir  contract 
for  the  superstructure. 

Section  16— The  laying  of  concrete  for 
the  east  abutment  of  the  Lockport  Road 
Bridgje  was  completed  on  the  14th,  which 
practically  finished  the  work  of  the  sub- 
structure. The  quantities  vouchered  on 
this  account  are  as  lollows:  Excavation, 
20  cubic  yards;  Portland  cement  con- 
crete, 200  cubic  yards.  A  voucher  for 
11,288.75  was  issued  to  these  contractors 
during  the  month. 

Section  17 — Work  on  this  section  was 
greatly  delayed  on  account  of  high  water 
in  the  Desplaines  River  which  resulted 
in  flooding  the  new  river  channel.  Three 
pumps  were  lun  in  double  shifts  during 
the  month.  The  plant  used  on  the  sec- 
tion consisted  of  one  steam  shovel,  two 
locomotives,  one  derrick,  five  steam 
drills  and  numerous  one  and  five-yard 
dump  cars.  The  quantities  vouchered 
on  account  of  this  work  are  as  follows: 
Solid  rock,  4,300  cubic  yards;  Tail  race 
excavation,  2,800  cubic  yards;  raising 
tow-path  retaining  wall,  110  cubic  yards. 
A  voucher  for  $8,061.81  was  issued  to 
these  contractors  during  the  month. 

Section  18 — On  account  of  fioods  in 
Desplaines  River  no  work  could  be  done 
on  tne  new  river  channel  through  Joliet. 
Work  was  confined  to  reconstructing 
lix^  No.  5  and  protection  wall  to  the 
conduit  to  supply  Channahon  level,  and 
the  removal  of  Guard  Lock  near  Jeffer- 
son street.  The  excavation  for  Lock  No, 
5  was  completed  about  the  15th.  Con- 
crete work  was  carried  on  with  but  little 
interruption.  An  average  force  of  thirty- 
six  men  were  employed  daily  and  the 
work  was  finished  on  the  26th.  Work 
on  removal  of  Guard  Lock  was  prose- 
cuted for  the  greater  portion  of  the 
month,  part  of  the  time  in  double  shifts. 
Forces  were  also  engaged  in  coffer  dam 
construction  at  Lock  No.  5  and  the  Guard 
Lock;  in  the  construction  of  conduit  and 
in  laying  concrete  for  protection  wall, 
^^to  quantities  vouchered  on  account  of 
this  work  are  as  follows:  Excavation 
WO  cubic  yards;  Portland  cement  con- 
crete, i,507  cubic  yards.  A  voucher  for 
$16,912.88  was  issued  to  the(>e  contractors. 


Three  vouchers  for  extra  work  were 
issued  on  this  section  as  follows: 

Chicago  Bridge  Sc  Iron  Co.,  steel 
plates  for  Lock  No.  5 $427  20 

Gr(^en*s  Dredging  Co.,  piles  for  C. 
R.  I.  &  P.  Temp.  Bridge 648  98 

C.  R.  I.  &  P.  Ry.  Co.,  removing 
rails 68  70 

DIVISION  OP  DRAFTING  AND  DB6IGNING. 

Platting  was  continued  on  the  contour 
maps  between  Lockport  and  Lemont  on 
the  50  feet  scale  maps  of  the  North 
Branch  of  the  Chicago  River  and  on  the 
Atlas  of  the  right  of  way. 

The  following  drawings,  eic,  were 
made:  Maps  of  Will  County  showing 
right  of  way  acquired;  plan  of  Goerner 
land  near  Gary;  cross-sections  for  tem- 
porary trestle  at  Pan  Handle  crossing; 
maps  showing  roads  between  Lockport 
and  Lemont;  maps  showing  temporary 
tracks  at  Pan  Handle  crossing;  copies  of 
Will  county  right  of  way  sheets. 

Work  was  continued  on  the  plans  of 
the  temporary  and  permanent  bridges  at 
Joliet  for  the  C,  R.  I.  &  P.  R.  R.  Co. 
Some  time  was  spent  on  the  Cass  street 
and  Jefferson  street  bridges  at  Joliet,  in 
making  estimates  for  the  quantities  con- 
tained in  same.  Some  time  was  also 
given  to  checking  shop  drawings  for  the 
By-pass. 

Detail  work  on  the  plans  for  the  By- 
pass and  work  along  tne  Chicago  River 
was  continued  and  work  on  the  plans  of 
the  Bear  Trap  Dam  and  Section  17  and 
18  was  carried  on  during  the  entire 
month. 

The  testing  of  sand  and  cement  for 
use  in  construction  work  was  continued 
as  was  also  the  work  of  preparing  record 
photographs  and  the  maintenance  of 
water  gauges.  Some  time  was  given  to 
hydraulic  work  pertaining  to  the  Chicago 
and  Desplaines  Rivers  and  to  Lake  Michi- 
gan. iDSpection  of  all  Sanitary  District 
construction  work  was  carried  on  during 
the  entire  month  as  was  also  the  inspec- 
tion of  the  89th  street  intercepting  sewer 
which  is  being  built  by  the  City. 


DIVISION  OF  RECORDS.     ' 

The  work  of  checking  the  construction 
detail  sheets  was  carried  on  as  usual. 
The  tabulated  statements  showing  the 
values  and  quantities  of  work  done  for 
the  month  of  February,  1899,  together 
with  the  financial  statement  for  the  same 
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period,  were  conipleted.  The  books  of 
the  EngineeriDg  Department  have  been 
kept,  all  correspondence  has  been  carried 
on,  pay  rolls  and  sundry  vouchers  have 
been  issued,  letters  and  documents  have 
been  filed  and  all  other  clerical  work  has 
been  carried  on. 
I  estimate  the  expenses  of  the  Depart- 


ment for  the  month  of   April  will  be 
$175,000.00. 

Respectfully  submitted, 

(Signed)  I8HA.M  Randolph, 

Cliief  Enqineery 

Per  G.  M.  W. 
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STATEMENT   SHOWIN&   CONDITION    OF 


AMOUNT  EARNED  DURING  MARCH,  1899 

AMOUNT  BABNED  TO  DATS. 

1 

Designation. 

Main 
Channel. 

$87,887  45 

Bridges. 

Gen- 
eral. 

Total. 

Main 
Channel. 

River 
Diversion. 

Bridfpes. 

General. 

ChiCHSO  River  ImD^iueiit 

$87,837  45' 
7,255  85 

S    205,290  58 
341,097  67 
200,671  52 
158,015  •e 
217,287  06 
287,299  54 
280,846  00 
200,099  46 
887,701  88 
841,404  40 
719,259  41 
592,039  29 
448,842  59 
488.966  42 
801,584  08 
1,210,660  87 
877,605  00 
840,952  08 
975,248  06 
749,207  28 
686,282  00 
722.544  74 
888,684  48 
704,888  28 
021,454  79 
797,717  50 
887.660  60 
819.388  19 
081,457  10 
561,015  86 

38,645  23 
147,485  71 

52,000  68 
245,614  27 

o 

$  7.255  35 

$  70,492  16 
3,444  78 

N 

M 

L 

K 

025  22 

035  22 

1,913  86 

I 

, 

H 

G 

p 

S      76,627  78 

20,001  91 

2,880  54 

40,135  18 

.59,451  34 

115.741  78 

148,908  29 

68,190  86 

338  42 

88,804  43 

6,663  64 

55,911  37 

66,198  19 

80,688  90 

28,578  72 

78,729  58 

48,854  42 

21,768  52 

B 

20,840  07 

20,840  07 

16,046  41 

$     260  00 

D 

C 

--_ 

• 

781  68 

B 

150  00 

A 

1 

1,967  00 

80  00 

2 

00  00 

3 

••■ 

4 

••■.•      •••••■ 

85  25 

6 

'"19,858*89 
1,012  80 

8,758  00 

8 

2,580  06 

10 

6.052  88 

12 

1,120  78 

14 

117  61 

16 

1,600  00 

9,218  50 

19,819  90 

2,285  02 

0,218  60 

20,868  88 

2,235  02 

18 

548  96 

548  08 

Disposal  Wks.  at  Lockp*t 
Repairinsrl.  &  M.  Canal. 

16,052  85 

Van  Bnren  St.  Approach 
Soan.  Chioavo  River. . . 

............ 

Taylor  St.  Br.  over  Cbi- 
oaffo  River 

8,444  44 

16,888  89 

506  31 

•  •  •  fl    «^4    •  • 

8,444  44 

16,888  80 

596  81 

1 

12,666  66 

25.888  34 
129,504  49 

58,845  64 

156.562  58 

14,099  87 

42,680  78 

61.889  61 
106,861  74 

C.  T.  T.  R.  R.  Co.*8  Br. 
over  ChloafiTo  River 

8.  W.  Blvd.  Br.,  over  M. 
C,  Sec.  O 

Pan  Handle  Br.,  over  M. 
Cj  Sec.  O 

» 

CM.  A  N.  R.  R.  Co.'s  Br., 
over  M.  C..  Sec.  N 

12.882  00 
1,058  25 
8.276  00 

12,682  90 
1,053  25 
6,276  00 

•     •■•••••••■• 

overKedzleAv   Sec  N 

C  Sec.  N 

Br.,  over  M.  C.  Sec.  N. 

A.,  T.  A  8.  F.  R.  R.  Co.'s 
Rr..  over  M  C  .  ftf»o  Q. 

4,587  51 

4,587  51 

A.,  T.  &  8.  F.  R.  R.  Co.'s 
Rr  .  over  D   R    Sen  V 

• 

over  D.  R-.  Sec   12 

• 

12,076  77 
32,534  05 
50,689  81 
8,748  10 
22,718  52 
72,252  92 
26,024  06 
20,977  39 
22,829  89 

Lyons-Snmmlt  Road  Br., 

nVAF  Tit    a       J^AA     P*    . . 

18,240  20 

18,240  20 

over  M.  C  .  Heo  E 

over  DR.  Se«    R    

Rr .  ovnr  M    CI     Rt»n   1 

5,746  00 
158  44 

5,746  00 
168  44 

Br.,  over  M.  C,  Sec.  8. 
Rr..  over  DR.  R^o.  R 

.•.••■••■• 

over  M.  C,  Sec.  8 

over  "n   R.    Ri*n.  ft  .   . 

5,746  00 

5,746  OC 

over  D.  R.,  Sec.  10 

15,968  68 

April  26,J  ^     —5659- 
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Amount 
I^aid  to  Date. 

j 

BBaiAU4IN0  TO  BE  BARNED. 

RBMAXKIKO    TO  BE  PAID  OM  VOUCUER.H. 

Total. 

Main 
Chaunel. 

Bridges. 

TotAl. 

Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

S  206,200  58 

S  180,200  08 
411.500  08 
170,183  61 
158.015  06 
217,287  06, 
288,700  70 
280,846  001 

200.009  461 
887,587  881 
875,062  00 
656,810  55 

504.010  88 
484,250  40 
496,587  7& 
017,826  811 

1,840.600  00 
040,075  86, 
841,201  861 

1,058,688  60, 
756,860  Oa 
748,108  87! 
707,406  08, 

1.000,687  26 
810,494  86 

1,000,186  70 

841,571  921 

860,640  00 

810,888  10 

081.457  lOl 

652,088  461 

86,465  88 

128,888  21 

80,078  781 

888,504  69 

18,058  86 

$  112,230  61 
40,267  38 
56,828  40 

$.    112,239  61 
40,287  88 
56,828  40 

$    19,882  83 

$    5,107  77 

$    2J,000  60 

411,500  08 

804,116  80 

24,982  60 

24,082  69 

158,015  06 

217,287  06 

810  88 
7,888  25 

siossi 

7,888  85 

280,218  40 

•     ■••V.            ••••• 

418  70 

413  70 

280,846  00 

200,000  46 

26,129  18 

11,001  20 

1,018  84 

31,651  95 

88,189  18 

11,001  20 

1,018  84 

81,651  95 

887,701  88 

164  50 
84,108  88 
08,107  78 

164  50 

417,082  18 

7,846  75 
14,140  45 

41,050  18 

768,657  78 

107.886  16 

504,010  83 

484,260  40 

406,587  76 

' 

017,825  81 

1,856,586  66 

6,170  88 

715  88 

6,806  66 

940,075  86 

841,291  86 

1,068,688  66 

765,860  92 

742,198  87 

707,495  98 

1,000,052  28 

9,948  66 

9,948  66 

816  00 

316  00 

810,484  80 

1,000,186  70 

1^ 

841 ,5n  02 

860,540  00 

•  *  •  •  V 

810,888  10 

081,457  10 

568,088  46 

40,145  28 

86,910  00 

150.845  60 

97388  60 

6,578  98 

86,910  00 

160,845  60 

97,888  80 

6,578  98 

4,680  00 
17.141  60 

6,547  05 
11,689  86 

4.660  00 

147,486  71 

8,061  81 

16,012  88 

1,680  88 

25.208  50 

58,630  61 

88,460  88 

845,814  27 

18,800  64 

18,068  85 

$19,496  87 

19,495  87 

12,666  66 

12,666  66 
85,888  84 

185.488  02 
58,845  64 

166,568  58 
14,090  87 
48,680  78 

85,888  84 

120,504  40 

88,940  61 

•  • 

856,670  84 
688  61 

88,940  61 

855,670  24 

682  61 

4,161  47 

4.161  47 

58,845  64 

156,562  58 

• 

14,000  87 

48,680  78 

850  00 
7,886  64 

850  00 
7,286  64 

61,880  61 

61,880  61- 

106,851  74 

86,486  74 

• 

30,416  00 

80,416  00 

19,381  80 

19,881  80 

18,078  77 

12,880  82 

27,188  02 

60,680  81 

8,694  85 

147  05 
8,888  88 

147  05 

83.584  05 

5,862  45 

■ 

6.868  45 

8,180  05 

6,418  08 

50,680  81 

1 

8,748  10 

€ 

14,488  65 

160  00 

85,571  80 

-4,068  08 

141  85 

14.428  65 
160  QO 

35,571  80 

—4,968  08 

141  35 

48  75 

48  75 

88,718  58 

16,072  52 

1 

5,746  00 

6,746  00 

72,268  02 

70,001  88 
26.574  06 
15,281  80 
22.820  89 
15,088  08 

8,251  00 
850  00 

8,861  09 

86,084  06 

850  00 

80,077  80 

5,746  00 

5,746  00 

28,820  80 

15,068  68 

1 

April  26,J 
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VALUES- 

• 

STATEMENT   SHOWING   CONDITION  OP 

▲KOUNT  EARNED  DUBINQ  XABCH,  1889. 

AMOUNT  EARNED  TO  DATE. 

DXSXONATION. 

Main 
Channel. 

Bridfres. 

Gen- 
eral. 

ToUl. 

Main 
Channel. 

River 
Diversion. 

Bridges. 

General. 

Romeo    Highway      Br. 
over  M.  C,  Sec.  12 

$  2.854  75 
1,410  00 

h 

I  2,854  76 
1,410  00 

S  11,908  75 

8,321  65 

4,477  00 

41,984  62 

Lookport   HlffhwaT  Br. 
over  M.  C,  Sec.  16 

* 

Wire  Mills  Rd.  Br.,  over 
M.  C,  Sec.  16 

B..  J.  &  E.  R.  R.  Co.*s 
Br.,  N.  of  Joliet 

Cass  St.  Br.  orer  M.  C, 
Sec.  18 

Jefferson  St.  Br.  over  M. 
C;  Sec.  18 

Crib  work  at  Joliet 

832,140  89 

Totals 

$89,945  94 

S90,668  28 

180,514  22  4  18,804.669  18 

1 

$1,000,156  88 

11,067,719  83 

$71,881  01 

April  26,J  _6661— 
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Amount     > 
Paid  to  Date. 

BBMAIHING  TO  BB  BARNBD'. 

RBMAININQ  TO  BE  PAID  ON  VOnCHERfl. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

$       11,908  75 

S         9,557  12 

2.906  54 

8,917  87' 

41,984  62 

$  12,801  00 
11,155  85 
10,284  80 

• 

$  12,801  00 
11,155  86 
10.284  80 

$        356  84 

415  21 
669  68 

$  1,994  79 

$  2,851  6a 

8,821  65 

415  21 

4,477  00 

569  68 

41,984  62 

1 

1 

88,266  75 
45,627  25 

88,266  75 
45,627  25 

82,140  89 

82,140  m 

1 

■ 

$20,944,426  40 

120,678,115  8li 

$581,768  62 

$595,488  04 

$1,177,196  66 

$289,898  68 

$91,912  41 

$821,811  09 

April  26, 1 

QUANTITIES— 
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STATEMENT   SHOWING   CONDITION   OP  CON 


• 

▲MOUNT  DONS    DtTBlMO 
XABCH,   1899. 

TOTAL  DONE  TO 

DE8I0NATI0N. 

JIain  Channel. 

1  Sg 

Main  Channel. 

Glacial 

Drift. 

Cu.Yds 

Solid 

Rock. 

Cu.Yds 

Retain- 
Vg  wall 
Cu.Yds 

Glacial 

Drift. 

Cu.  Yds. 

SollU 

Rock. 

Cu.  Yds. 

Retalniuff 

Wall. 
Cu.  Yds. 

ChioaiTO  River  ImDroveineiit 

1,800 

616 

630,200 

1.630,518 

870,429 

728,180 

1,102,980 

1,149,081 

1,159,384 

997,014 

1,356,614 

1,093,047 

1,906,732 

1,934.880 

1,881,545 

1,579,036 

2,560,648 

1,282,867 

724,905 

426,706 

1,096,746 

958,.V36 

688,248 

181,721 

60,170 

76,692 

81,743 

44,021 

44,030 

33,810 

380,165 

35,324 

0 

N 

M 

L 

K 

I 

H 

o 

p 

- 

87,448 

187,418 

87,080 

E 

7,871 

12,848 

D 

c 

B 

15,586 

13,812 

654,880 

483,750 

760,778 

262,428 

878,609 

549,355 

890,989 

1,145,858.1 

1,008,709 

1,141,890 

989.711 

998,709 

1,08.),665 

1.022,796 

647,039 

96.000 

152,800 

9Q0 

9,538 

A 

1 

68,256 
88,506 

2 

8 

14.039 

,4 

68.169 

5 

66,069.1 

6 

•    30,861.7 

6,179.9 

8 

8,874.9 

........ 

10 

12 

9,286.94 

10,838 

14 

83,567.8 

44,811.8 

16 

6,600 

900 

1,000 

110 

"i',567" 
—22,1 

84,800 
74,300 

110 

18 

Van  Biiren  St.  Add.  Span,  Cbioairo  R. 

9,873.5 

Panhandle  Bridire  over  M.  C,  Sec.  O. 

...•••••...■.. 

Main  Channel.  Sec.  N 

17,849 

8.869 

7,101 

7,415 
85,853 

6,557 

2,266 

4,748.1 
600 

2,084 
98,316 

2,006 

Kedzle  Avenue.  Sec.  N 

Channel,  Sec.  N 

Main  Channel.  Sec.  N . . . .  

• 

Main  Channel,  Sec.  G 

Dlalnes  River.  Sec.  E 

Channel,  Sec.  F 

711 

Channel,  Sec.  E 

River.  Sec.  B 

0 

Main  C  lannel.  Sec.  1 

Main  C  lannel.  Sec.  8 

. 

1,020 
202 
900 
354 
575 

Ch&nnel.  Sec.  8 

Channel.  Sec.  12 

900 
20 

i 

247 

200 

Channel    Sec    18 

nhRnnnl     Soo    16           

Ca*^  St.  RHdffo  over  M   C.  Seo   18 



1 

1          ' 

9,671 

81,663 

ito 

3,257.9-27,019,881.6;    12,465,499.1 

1 

873,059.54 

RetaluinK  Wall. 


April  26,J 
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STRUCTION  CONTRACTS  APRIL  1,  1899. 


DATS. 

ESTIMATED  RBMAININO  TO  BE 
DONE. 

■ 

!                  PERCBNTAOE 
'                              PLETBD 

COM- 

Biver  Diversion. 

Piles. 

Liueal 

Feet 

Masonry 

and 
Concr't. 
Cu.  Yds. 

Main  Channel. 

•5« 

65 

• 

• 

Ma- 
sonry 

and 
Conor*t 

Glaoial 

Drift. 

Cu.  Yds. 

Solid 

Rook. 

Cu.  Yds. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Roclc. 

Cu.Yds 

Piles 
&R.W. 

Mas'yA 
Concr't 
Cu.Yds 

Piles. 

1 

86,500 

888 

27,650 
192,523 
244,880 

6,491 

95.80 
'    89.44 

77.80 
100 

99.62 

97.38 
100 

91.22 

97.18 
100 

98.83 

too 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 
1    98.70 

100 

100 

100 

100 

100 

100 

100 
58.18 
38.47 
58.13 

11.48 

100 

. 

•  •' 

•  a       •  •  • 

4,159 
31,568 

96,997 
89,290 

179,447 
95,718 

- 

100 
100 

12,302 

12,582 

170,788 

' 

100 
100 
100 
100 
100 

"166 

100 
100 
100 
100 
100 
100 
100 
100 

"*i66 

212,486 

■•••••••• 

359,-353 

174,655 

100 
100 
100 
100 
100 
100 
100 
100 

■  •  •  • 

119,234 

■ 

(••••••••■•*  ■ 

........ 

106,803 

17,857 

• 

12.256 

118.647 

97,917 

43,102 
99,.399 
16,878 
.■58,276 
15,677 
7,475 

67,902 
40,763 

15,782 

i 

30.313 

12,699 

11,789 

1 

100 
100 
100 
100 

» 

■ 

. 



! 

619 



69,000 
176,860 

'"'567' 

202.670 
166.885 

2',866' 

1 

100 

00 

»« 

1,707 
11,865.7 

♦6.300 

100 
100 

00 
100 

00 

• 

100 
100 
100 
100 
100 
100 
100 
100 
00 
100 

;    94.39 
'    0(1 

/ 

784 

10,818 

4,421.94 

100 
00 

100 

100 
'  100 

100 

100 

100 
95.61 

100 
61.78 

100 
;    98.97 

100 

.■.«••.... 

28,666 

ft 

29,600 

14.860 

60 

5,948 

4,286.77 
595.69 
2,886.84 
2,489.86 
2,929.08 
7a3.8 
2,015 
2,162.79 

IfO 

4,644 
5,748 

•  ••••■■  t*^»« 

100 

100 

........ 

1,501 
1,166.5 

104 

2.499 

57.58 

100 

872 

1,000 

652 

00 

400 

598.6 

817.07 

433.36 

247 

427 

540 
1,041.84 

lot 

29,785 

t 
I 

100          

100 

100 
22.83 

90. a) 

100 
mo 

0.) 

835 
S3 

100 
100 

1 

100 
1    00 

2,850" 

3,000 

52 
!04 

690 
1,242 

1 

00 

98.34 

1,801,389 

258,659 

65,620.5 

40,546.29 

1 

1,080,270 

274.447 

33,099 

25,093  ''    96.70 

100 

61.77 

66.47 

April  2(J,J 
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REPORT   IN   REFERENCE  TO  SETTLEMENT 
WITH  CHESTER  A.  ALLEN. 

Mr.  Smyth,  Chairman,  presented  a  re- 
port from  the  Committee  on  Engineering 
in  reference  to,  and  accompanied  by,  a 
communication  from  the  Attorney  to 
the  Committee,  in  regard  to  the  proposi- 
tion of  Mr.  Chester  A.  Allen,  for  a 
settlement  of  all  claims  for  damage  to 
him  growing  out  of  the  appropriation  by 
the  District  of  the  land  involved  in  the 
ejectment  suit  recently  decided  by  the 
Supreme  Court  in  favor  of  said  Allen, 
the  report  recommending  that  the  Presi- 
dent and  Clerk  be  authorized  and  di- 
rected to  make  payment  to  said  Allen  in 
the  sum  of  twenty-five  hundred  dol- 
lars in  full  settlement  adjustment  and 
compromise  of  all  differences  pending, 
and  m  full  release  of  said  suit  and  claims 
for  damage  growing  out  of  same. 

Mr.  Smyth,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and 
"Wenter — eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  report: 

'^Chicago.  24th  April,  1899. 

To  the  Sonorable^  tJie  Board  of  Tnutees  of  t7u 
Sanitary  District  of  Chicago: 

Obntlbmbn— Your  Committee  on  En- 
gineering makes  report  herewith  that 
the  Committee  has  received  from  the 
Attorney  a  communication  concerning  a 
proposition  made  by  Mr.  Chester  A. 
Allen,  of  Joliet,  towards  a  settlement  of 
all  claims  for  damage  to  him  growing 
out  of  the  appropriation  by  the  District 
of  the  land  involved  in  the  ejectment 
suit  recently  decided  by  the  8upreme 
Court  in  favor  of  said  Allen.  The  sum 
asked  for  in  settlement  is  $2,500.00.  The 
Attorney  advises  us  in  his  communica- 
tion that  Messrs.  Haley  &  O'Donnell, 
Attorneys  in  Joliet,  recommend  that  this 
settlement  be  made  and,  in  view  of  the 
circumstances  and  the  legal  position  of 
the  District  in  the  premises,  he  concurs 
in  their  recommendation. 

The  Committee  believes  that  this  settle- 
ment is  the  best  that  can  be  had  and  that 
its  acceptance  at  this  time  will  best  con- 
serve the  interests  of  the  District.    The 


Committee  therefore  recommends  that 
the  President  and  Clerk  of  the  District 
be  authorized  and  directed  to  make  pay- 
ment to  said  Chester  A.  Allen  in  the  sum 
of  twenty -five  hundred  dollars  ($2,500.00) 
in  full  settlement,  adjustment  and 
compromise  of  all  differences  pending 
between  said  Allen  and  the  District,  and 
in  full  release  of  said  suit  and  all  claims 
for  damages  growing  out  of  the  suit 
aforesaid;  provided  that  when  said  pay- 
ment is  made  a  proper  receipt  shall  be 
taken  therefor. 

Attached  hereto  is  the  communication 
of  the  Attorney  hereinabove  referred  to. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth, 

Chairman. 

J.  C.  Braden, 

Z.  R.  Carter, 

B.  A.  Eckhart, 

Thomas  Kelly, 

Wm.  Boldenweck, 

Alex.  J.  Jones, 

Committee  on  Engineering.*^ 

(One  enclosure). 


ORDER  FOR  PAYMENT  OP  WILL  COUNTY 

TAXES. 

Mr.  Carter  presented  and  seconded  by 
Mr.  Braden,  moved  the  adoption  of  the 
following: 

ORDER : 

''Ordered,  That  the  Clerk  of  the  District 
be  and  is  hereby  directed  to  draw  war- 
rants, i>ayab]e  to  the  order  of  the  Treas- 
urer of  Will  County,  for  taxes  and  inter- 
est due  from  the  District,  upon  the 
voucher  of  the  Attorney." 

On  roll-call,  on  the  motion  for  the 
adoption  of  the  -order  the  vote  stood: 
Yeas — Messrs.  Boldenweck,  Braden,  Car- 
ter, Eckart,  Jones,  Kelly,  Smyth  and 
Wenter — eight.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


PRESENTATION  OP  BIDS  FOR  "SUB  AND 
SUPERSTRTJCTURE8  OF  A  RAILROAD 
BRIDGE,  CROSSING  THE  CHICAGO  BJYER 
NEAR  TAYLOR  STREET,  AND  BRIDGE 
FOR  TAYLOR  STREET.  IN  THE  CITY  OF 
CHICAGO." 

The  President  then  announced  that,  in 
conformity  with  the  advertisement  in- 


IN  THE  CITY  OP  CHICAGO. 
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8upt*r- 
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Complete. 


$  214,500  00 
^2.000  00 
347,841  Oi 
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Total. 


$297,884  96 
835,412  20 
886.588  14 
887,677  06 
845,968  20 
886,826  40 
888,641  58 


CITY  OP  CHICAGO. 
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— n— 

~o— 

— p- 

-q- 
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s 

d  1 
9 

s  « 

P    CO    A 

Extra  Steel  In 
Track  Plates. 
Price  per  lb. 

III 

Fxtra    Phos- 
phor   BroTiz. 
Price  per  lb. 

gSJSS 

Removal  of 
Present  Abut- 
ments, eto. 

Total. 

10  10 

SO  10 

$010 

$0  50 

$0C2 

$  2,200  00 

$  71,040  20 

6 

04  J^ 

07 

09 

30 

016-10 

2,000  00 

77,181  70 

8 

04 

07 

08 

86 

<»« 

2,000  00 

77,569  00 

10 
11 

02 
03  9-10 

06 
07  8-10 

08 
07  8-10 

80 
35 

om 
*    01 9-10 

1,800  00 
4,100  00 

79,890  95 
81,215  95 

4 

04^ 

08>^ 

lOH 

30 

02 

1,800  00 

82,500  96 

=^ 

•   03V^ 

07H 

10 

45 

oiMi 

2,400  00 

99,502  65 

1 

1 

- 

' 

April  26,] 


—6656— 


[1890. 


« 

•I 

a 
I 

§  i 

a 

Wi 

o 

H 

a 

O 

P 

go 
H 

M 


Q 
O 

o 
IS 

I 

CD     ^ 

<i  a 
8  S 


I 

GO 

Q 

>^ 

H 
55 

GO 


H 


aa 
to 

i 


-5 

IS* 

I 


a 

o 


00 

a 
o 
o 


S    © 


00 


•o 


S    $    {e    8    S 
@    ?    g    |g    S 

t^     o     n     9i     t« 


'"  «  s  s  s 


SJ    8   S;   S    S   & 


§  i  § 


Ok 

s 


l-       O       09       CO       iO       O 


s 


e« 


t;  s 


S  8  «1 

'*  «  fc 

9  S  s 

»  ••  •• 

«  g  « 


O 

o 


a 

o 


00 

00 


15 

QO 


o 


00 
00 


S    F!    3    $    8    S    ^ 


<?» 


^   8   S   S   U 


2    i§    8    P    8 


s  e  S 


p    s  s    o> 

•  t'«      M  Ok     . 

t^       ©J  »f5 

©5"  V 


S^ 


CO 


OO       Q       Of       *J       ft*       ^ 

o  ^  $  s       s 

e*  ^'  W 


^  i  §  9  g  g 


s 


s  s 


•n 


S    Sg 


00 


00 

o 


00 
GQ 

00       p* 


o 


00 


p 
o 
13 

t: 

o 

00      -g 

o      ** 
OQ    ^ 

S    p 


8 


IS 

s 


s 


OQ 


lO 


?    8    ^ 
13    S    ^ 


1^   8 


t2 


^ 


8    8    8 
S    8    8 


'•9 


8 

8 


8 

o 
eo 


8 
8 


8 


8 

o 


Pm 


»   » 


se   8  8 

i2    5    8 


f^    8    8 

3  ;:  8 


8    8 
8    8 


>    I    I    S    9 


..©•si? 


I  e 


2    ^ 


o 
o 

s. 

•c 

PQ 

a 

s 

o 

08 

O 

a 
o 


o 

► 
o 

& 

•d 

p 

p 


P 
O 


o,   £ 

V  Ml 

o     o 


p 
o 

p 


^ 

A4 


o 


p 

p 

I 

PUi 

CO 

d 
o 


on 


a   a 

3  5 


»  a 

§  s 

s  e 

p  p 

o  o 

r  r 

n  pQ 

>»  ij 

5:  c 

fc  p 

11 

•g  lo 

P  P 


GQ 

"a 
S 

p 
.p 

© 

3 

p 

08 


O 

P 


o 

o 
u 

•c 
n 

s 


© 

QQ 


© 
00 

•s     *© 

p   « 

p    B 


;  I 


© 


© 

00 

© 


© 

p 

3 


M     PS 


© 


en  00 

i  ^ 

o  o 

S3  a 


S      fe 


n 

o 


^  <  <  ^  ^  a 


© 

o  0 

©  © 

•a  "o 

■C  -3 

pq  n 

b  p 

08  « 

b  p 

ft  - 

©  © 

tH  PL, 

GO  « 

«  • 

o  o 

o  o 

c:  oi 

»  PS 

&^  Eh" 

•  • 

•  • 


00 
o 

.p     B 

o    "3 

e8      © 

©  © 

O^  o 
o      « 

•^3      T3 


©      OQ 

i  § 


p     o.     q 

111 


M 


M 


© 
o 


© 

g 


o 

o 


9 


~    2    "d    " 

*?   5   *n    ** 


b 

PQ     PQ 

o 

a 
© 


p 
0 


p 
© 

p 

«8 


i    i    g 


O 

A* 

«8       08 
O       Q 

(A      » 


a 

a 

p 


a 

a 

9 


CO       GO 
9) 

P 

o 
h3 


00 

p 
o 

1^ 


P-4 

08 

s 

a 

a 

p 

I 
v. 

P 
O 


0 

s  « 

o 

p. 

a 
© 

Eh 
00 


P 
© 

§ 


I   t  i 


0 


>% 


O 


PC4 


© 

© 

CO 

P 
O 


© 

•O 

,:4 

OS 
u 
*» 

P 
eS 

§  « 

P  ^ 

08  « 

.P  P 

■a  S 
P8   p 

«>   g   © 
p  S  ^ 

S    PQ    n 
§    &    « 

©  Q, 


8 


8 


8 

9 


© 

p 


*©    a 


i 

OQ 


© 

P 

§ 

.P 
O 

P 
08 


s 

p 

08 

O       9 

O 


© 


CO     t» 


o 
o 

PS     __     _ 

^   «   « 

CO     «•     hJ 


b^     b*     ^ 


<     < 


i       •       * 

<     O     O 


P  o 

S  S 

^  a 

©  « 

Eh  PU 


5  S 

PS  PS 

©  © 

GO  ad 


s 


© 

► 
O 

>k 
08 

^ 

08 
O 

PS 

o 
a 

a 

© 

p 

p 

-< 

o 
"3 


April  26,J 


—5657— 


riS99 


s  s^  s  s  s  s 

w      o     'V     oc     F- 

3  fe  «^  « 


lO       lO 


s 


e« 


s  s 


V  •• 

^     5 


CO 


s 


?i   s 


^ 


g  g 


00       *-• 


8 


8 


s&ss?;SSS8:;3SS[:s&is£;s 


*-     TN     — 


CO 


TO 


O       «t       O       93 

00       S  § 

lO  So 

00       CO  l-T 


g  s 


S    8 


S    S 


e 

(3 
XI 

o 


c 

O 

o 


e 

c 
o 


£ 


8 


A       CO       09 

s  g  s 


§    !!    S 
S    S 


S    S    S 


00 


2 

fl3 


§   c 

o    > 
•-   if 


o   o 


c 
c 

OS 

O 


u 
c 

be 


a 


ss 
o 


CO 

c 
a 


e9 

o 

o 
it 


od 


00 

o 


s  8  :s 
lb  s?  ^ 


o 


S    s    S 

ij  f-  s 


> 


I.      S3 

'^      n      c 

-     i:     2 


o 
2 

;0 


O 

o 


& 

08 
h 

o 

a 

S3 

< 

o 

% 

9 


> 


Or 


O 

u 

a 
o 

a  S 

^      ► 

u 

> 


» 
M 

T3 


t- 


>     5; 

^     ? 

PPM  ^ 

•c 
C 
95 


2. 

c 

S 


S     E 


00 


O      O      ^p      o      o 

—    00    fe    S    5 


3D       -^ 


O 


8    8    S    8    S 

Ci      O      Sk      !<•      *-• 

^        1-1       T^       94        Ci 


22     « 


00       •^ 


CO 

OO       T 


'2    z 


04 


3 


^1         ^ 


«     & 


ee 

o 


ii    C2    si     S 


C      S     J} 


a. 
s 

« 


99 

s 

A. 


^  £ 


c 


a 
d 


•    < 

22  * 


3 


J3 

•3 


98 


4j 

tea 

3 


5>       ^rf 

H    o 


ee 

8 

I. 
« 

6 

o 

d^ 

•-a 
S9 


be 


c 

s 

98 

o 


•• 

(» 

r^ 

& 

S 

>> 

•3 

-o 

GQ 

i. 

b 

s 

T" 

E 
E- 

2 

0) 

§ 

SQ 

c 

«j 

• 

a 

^ 

f» 

QO 

L< 

V 

0 

« 

s 

0 

^ 

04 

90 

■mA 

■*A 

ti 

« 

V 

>. 

a 

t 

£ 

I 

tf 

4^ 

&4 

»« 

B 

!>> 

<t3 

i 

0 

GC 

• 

s 

is 

2^ 

« 

0) 

V 

5* 

• 

•^ 

•^ 

0 

0 

o 
cc 


c 

e8 
O 

o 


be 
fcc 


e» 


cr. 


i 


Ci 


«s 


l- 


t^  8  3  S  d^  #$  13 

8  g  S  S  S  S?  I: 

V  «  55  55  e*  t-  o 

»"  o  00  »o  ^^  ^^ 


t- 


:5; 

51 


u 

e*    99 


t     § 


2 

4) 


B 

c 


a 

tic 


=        90 

P3      5 


90 

s 


§ 


.2 


a 

5       4> 
99       ■«>* 

o 


«     K     •:;     2 


9 
OQ 


> 

99 


5 
« 

I    I    I 

1*2 

S     ^     H 


98       O 

:o     9Q 


c 
a 

S 


s 


4; 


o 

Oh 


s 

s 


« 

c 
a 

98 

a     ^ 


s 


O 


00 


o 


8 

00 


98 


Of: 


O     -3     .£ 


It 


a 


E- 


April  26 J  _5666—  [iw» 

ADJOURNMJENT. 

On  motion  of  Mr.  Carter,  seconded  by  Mr.  Smyth,  the  Board  then  adjourned. 

THOMAS  S.  Bell, 
Acting  Clerk. 
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—OF  THB    - 


Board  of  Trustees 


—OF  THB— 


Sanitary  District  of  Chicago. 


MM  3.  1899. 


OFFICIAL   RECORD. 

PubUOied  hy  authority  of  the  Board  of  Tnutee$ 
of  the  SanUary  Dietriet  of  Cfiieago. 


SPECIAL  MEETING. 

A  Bp«)oiai  meeting  of  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago was  held  in  the  rooms  of  the  board, 
Security  Building,  Wednesday,  May  8, 
IbW,  at  2  o'clock  F.  M.,  pursuant  to  call. 

On  roll  call — Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly, 
Smyth  and  Wen ter— eight  members, 
were  present,  Mr.  Mallette  arriving  sub- 
sequently. 

President  Boldenweck  then  called  the 
Board  to  order. 

CALL  FOR  MEBTTNG. 

The  Clerk  then  read  the  notice  of  the 
call  for  the  special  meeting,  which  is  as 
follows: 


"CmcAOO.  May  1, 1899. 

Mr.  Joseph  F,  JSaaSy  CUrk^  Sanitay  DUtriet 
of  Chteago: 

Dbar  Sm^Pursuant  to  the  Rules,  you 
will  please  call  a  special  meeting  of  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago  to  be  held  at  the  Board 
room  of  said  District,  in  the  Security 
Building,  Chicago,  Illinois,  on  Wednes- 
day, May  8,  1899,  at  2  o'clock  P.  M.,  for 
the  purpose  of  approving  and  ordering 
payment  of  the  vouchers,  and  for  the 
transaction  of  such  other  business  as 
may  properly  come  before  said  meeting. 

Yours  truly, 

(Signed)       William  Boldknwbgk, 

PreeiderU,** 
MINUTBS. 

The  minutes  of  the  regular  meeting 
held  April  26,  1899,  were  approved  as 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Bir.  Braden. 


•VOUCHERS. 
The  Clerk  presented  the  following  vouchers  :  - 

PAT  BOLLS. 

Enf^neerlng  Department  (Chief  Enfirineer's  roll,  April,  1899) $     841  67 

Engineering  Department  (Division  of  Construction  roll,  April,  1899) . . .     5,155  73 
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Eng^ineeriDf^  Department  (Dlrlslon  of  Draughting:  and  DesigDing  roll, 

April,  1899) $  1,671  50 

Engineering  Department  (DiTision  of  Records  roll,  April,  1899) 682  00 

Clerical  Department  (Cltrk's  roU,  April,  1899) 

Law  Department  (Attorney's  roll,  April,  1899) I  1,433  34 

Law  Department  (Joliet  roll,  April,  1899) 458  34 

Treasury  Department  (Treasurer's  roll,  April,  1899) 

General  Account  (General  roll,  April,  1899) .1      210  00 

General  Account  (Trustees'  roll,  April,  .1899) 2,338  33 

Police  Department  (Marshal's  roll,  April,  1899) 

M  Intenance  Account  (Pumping  Plant  roll,  April,  lb99) 

Total 

CLERICAL  DBPABTMBKT. 

Maud  V.  Schaffner  (stenographic  services) 

LAW  DBPABTMENT. 

John  B.  Runnells  (services,  General  Counsel,  April,  1899). 

CON8TBUCTIOX    ACCOUNT. 

Lydon  &  Drews  Company  ( Chicago  River  dredging,  April  30,  1899) ...  .1 11,687  38 

Lydon  &  Drews  Company  (By-Pass,  May  1,  1899) 6,822  71 

Lydon  &  Drews  Company  (By-pass,  repairs,  etc.,  April  15,  1899) 8,270  38 

Halvorson,  Richards  &  Co.  (Section  E,  May  1,  1899) 7,807  67 

Halvorson,  Richards  &  Co.  (Section  O— P.  H.  Bridge) 20  07 

Heldmaier  &  Neu  (Section  12,  Romeo  Bridge,  April  15,  1899) 704  59 

Christie  &  Lowe  (Bear  Trap  Dam,  cleaning  castings,  etc) 691  97 

The  Canal  Commissioners  (rebuilding  Loclc  No.  5) 2,085  8^ 

Continental  Lumber  Company  (Section  O — P.  H.  temporary  trestle) . . .  1,191  84 

The  Marsh  &  Bingham  Company  (Section  O— P.  H.  temporary  trestle)  130  77 

Continental  Bolt  &  Iron  Works  \  Section  O— P.  H.  temporary  trestle  • . .  29  36 
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S  8,350  90 
1,038  38 


1.891  68 
166  6ft 


$  2,543  33 

2,470  72 

585  OO 

$17,041  62 
50  OO 

416  6r 


Grand  total, 


$32,942  56 
150,450  85 


«To  be  paid  by  warrants  with  interest  coupons  attached,  drawn  against  the  Tax  Levy  for  the 
year  1899. 


Bfr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck  Braden,  Carter, 
Eckhart,  Jones,  Kellv,  Smyth  and  Wen- 
ter--eight.    Nays— None. 

Upon  this  result  the  President  declared 
the  motion  carried. 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  April  29, 
1899,  which  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  REPORT: 

Chicago,  May  8, 1899. 

To  the  BxmorabUy  the  Board  of  Trwtses  of  the 
Sanitary  District  of  Chicago  : 

OBI9TLEMBN— I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
April  29, 1899,  as  the  same  have  been  re- 
ported to  me: 

Engineering  department. . , 77 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

General 2 

Total  employes 180 

Respectfully  submitted, 

(Signed)  Thos.  S.  Bell, 

Acting  ClerkJ'* 


Hay  8J 
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MONTHLY  REPORT  FROM  TREASURY  DEPARTMENT. 

The  Clerk  presented  a  report  from  the  Treasury  Department  for  the  month  of 
April,  1899,  which  was  read,  and,  by  unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT  : 

Meoeipts. 

Balance  on  hand  at  date  of  last  report f  807,103  09 

From  Collector  Town  of  Lyons*  Sanitary  District  Tax  Account $       8,028  86 

From  Collector  Town  of  Cicero,  Sanitary  District  Tax  Account 10,241  91 

From  Collector  West  Town,  Sanitary  District  Tax  Account 96,785  89 

From  Collector  South  Town,  Sanitary  District  Tax  Account 826,009  11 

From  Collector  North  Town,  Sanitary  District  Tax  Account 88,985  79 

From  Collector  Hyde  Park 106,01 5  83 

From  Collector  Lake  View 33,687  85 

From  J.  F.  Haas,  Clerk,  Gtoneral  Account 10  88 

From  J.  F.  Haas,  Clerk,  Land  Account 100  00 

From  J.  F.  Haas,  Clerk,  Law  Department 240  00 

From  Chicago  National  Bank,  Interest  Account ..:....  579  06 

Total  cash  received  for  month $     666,528  67 

$      978,681  66 

DMmraementt. 
Clerical  Department $  14  99 

Engineering  Department 228  99 

Law  Department 198  30 

General  Account 1900 

Maintenance  Account 8^2  78 

Police  Department 62  79 

Tax  Warrants  Paid 286,233  68 

Interest  on  Tax  Warrants 1 2,857  19 

•  ,  , 

Total  cash  disbursed ; $     299,187  72 

Balance  this  date  in  banks  as  per  schedule  endorsed  hereon 674,448  94 

S      978.681  66 

Schedule. 
Chloago  NationalBank $     648,506  16 

NaUonal  Bank  of  Illinois 25.938  78 

Total S     674,448  94 


Cbicaoo,  May  3,  1899. 


(Signed) 


F.  M.  BLOUNT,  Treasurer. 
By  S.  P.  BLOUNT,  Asst.  Trtamrtr. 


SEMI-ANNUAL  PROPERTY  RETURN   FROM 
ENGINEERING  DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Chief  Engineer,  transmitting  the  semi- 
annual property  return  from  the  Engi- 
neering Department  for  the  half  year 
ending  December  81,  1898,  which  was 
read  and,  by  unanimous  consent,  was 
ordered  printed  and  with  accompanying 
property  return,  placed  on  file. 

The  following  is 

THE  REPORT. 

"Chioaoo,  May  2, 1899. 

2o  t/ie  HonorahU  the  Board  of  Drusteea 
of  the  ISanitary  District  of  Chicago: 

Gentlemen — I  herewith  transmit  the 


property  return  of  the  Engineering  De- 
partment for  the  half  year  ending  De- 
cember 81, 1898. 

Respectfully  submitted, 

IsHAM  Randolph, 

Chief  Ungifieer.^* 
(Accompanied  by  property  return.) 


COMPLETION  OF  CONTRACTS  FOR  SUB- 
STRUCTURES FOR  THE  LOCKPORT  HIGH- 
WAY BRIDGE  AND  WIRE  MILLS  ROAD 
BRIDGE  CROSSING  RIVER  DIVERSION 
CHANNEL    ON    SECTION  16. 

The  Clerk  presented  and  read  two  re- 
ports from  the  Chief    Engineer,  being 
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final  certificates  in  reference  to  the  com- 
pletion of  the  contract  with  Meesrs. 
Griffiths  &  McDermott  for  the  substruct- 
ure for  the  LfOckport  Highway  Bridge 
crossing  River  Diversion  Channel  on 
Section  10,  and  with  Messrs.  Hayes  Bros, 
for  the  substructure  of  the  Wire  Mills 
Road  Bridge  crossing  River  Diversion 
Channel .  on  Section  16,  both  of  which, 
by  unanimous  consent,  were  referred  to 
the  Committee  on  Engineering,  on  mo- 
tion of  Mr.  Carter,  seconded  by  Mr. 
Wenter. 

APPROVAL  OP  REDUCED  BOND  ON  CON- 
TRACT FOR  SECTION  18. 

Mr.  Carter,  Chairman,  presented  and 
the  Clerk  read  a  report  from  the  Com- 
mittee on  Finance  in  regard  to  the  ac- 
ceptance of  the  new  bond  in  the  sum  of 
$25,000  furnished  by  Meesrs.  Gahan  & 
Byrne,  contractors  for  Section  18,  in 
lieu  of  the  original  bond  on  said  con- 
tract given  by  said  contractors,  and  in 
accordance  with  the  action  of  the  Board 
at  the  meeting  held  August  8, 1898  (page 
5016  of  the  Proceedings),  the  report  rec- 
ommending that  said  new  bond  as  here- 
with submitted  be  approved  by  the 
Board  of  Trustees. 

Mr.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Smyth  and  Wenter— 
seven.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  report: 

''Chicago,  May  1, 1899. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  on  Fi- 
nance desires  to  report  that  a  bond  in 
the  sum  of  twenty-five  thousand  dollars 
($25,000.00)  has  been  executed  by  Messrs. 
Gahan  &  Byrne,  contractors  for  Sec- 
tion eighteen  (18)  of  this  Main  Channel, 
with  the  City  Trust,  Safe  Deposit  and 
Surety  Company  of  Philadelphia  as 
surety  thereon.  That  this  bond  is  fur- 
nished in  lieu  of  a  bond  in  the  penal  sum 
of  one  hundred  thousand  dollars  ($100,- 
000.00)  originally  given  by  said  con- 
tractors with  the  contract  upon  said  sec- 
tion, which  was  authorized  by  the 
Board  of  lYustees  (page  5016  of  the  Pro- 


ceedings) to  be  released  upon  the  execu- 
tion of  a  new  bond  as  aforesaid,  to  be 
approved  by  the  Board  of  Trustees.  The 
Committee  desires  to  say  that  it  has  ex- 
amined the  bond  herewith  submitted 
for  approval  and  finds  that  the  same  is 
in  proper  form  and  that  the  surety 
thereon  is  sufficient. 

The  Committee  therefore  recommends 
that  said  bond  as  herewith  submitted  be 
approved  by  the  Board  of  Trustees. 


(Signed) 


Z.  R.  Carter, 

Chairman. 


B.  A.  Eckhart, 
Thomas  Kellt, 
FbANK  Wentkr, 
Alex.  J.  Jones, 
Committee  on  Finance." 

(Accompanied  by  bond  ni  duplicate.) 

REPORT  IN  REFERENCE  TO  SALE  OP  CER- 
TAIN DISTRICT  LANDS  TO  U.  S.  GOV- 
BRNlfBNT. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Joint 
Committee  on  Finance  and  Engineering 
in  reference  to  a  proposition  from  Major 
William  L.  Marshall,  on  behalf  of  the 
Federal  Government,  for  the  purchase  of 
three  separate  tracts  of  land  now  owned 
by  the  District,  at  the  purchase  price 
paid  for  said  land  by  the  Sanitary  Dis- 
trict, the  report  recommending  that  the 
President  and  Clerk  of  the  District  be 
authorized  and  directed  to  execute  three 
separate  agreements  in  the  form  hereto 
attached,  for  the  conveyance  of  the  prop- 
erty described  in  the  said  agreements 
and  for  the  amounts  therein  mentioned, 
and  also  to  execute  a  warranty  deed  con- 
veying the  property  described  in  the  said 
agreements,  and  releasing  the  U.  S.  Gov- 
ernment from  any  damages  resulting 
from  the  improvement  of  the  Chicago 
River,  said  deeds  to  be  in  such  form  as 
approved  by  the  Attorney  of  the  Dis- 
trict, and  deeds  and  agreements  to  be 
deliv^ered  to  Major  Wm.  L.  Marshall  and 
subject  to  the  approval  of  the  Secretary 
of  war. 

Mr.  Carter,  seconded  by  Mr.  Smyth, 
moved  that  the  report  be  adopted  and  the 
recommendations  contained  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 
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The  following  is 

THE  REPORT. 

"Chioaoo.  May  8,  1899. 

2*0  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Ghicaqoi 

Obntlsmen  — Your  Joint  Committee 
on  Finance  and  Engineering  begs  leave 
to  report  that  it  is  proposed  by  the  Gov- 
ernment of  the  United  States  to  improve 
the  South  Branch  of  the  Chicago  River 
by  widening  and  deepening  the  same  in 
various  places  and,  in  order  to  carry  out 
its  plan  of  improvement,  certain  real 
estate  owned  by  the  Sanitary  District  of 
Chicago  and  adjoining  said  South 
Branch  of  the  Chicago  River  is  required 
by  the  United  States  (Government. 

Major  William  L.  Marshall,  acting  on 
behalf  of  the  Federal  Government,  has 
made  a  proposition  to  your  Committee 
to  purchase  three  (3)  separate  tracts  now 
owned  by  the  District;  the  price  to  be 
paid  for  the  same  being  the  purchase 
price  paid  for  said  land  by  the  Sani- 
tary District;  and  Major  Marshall  has 
submitted  forms  of  contract  which  he 
desires  the  District  to  execute  and  return 
to  him,  same  to  be  approved  by  the  Sec- 
retary of  War. 

Your  Committee  is  of  the  opinion  that 
it  would  be  to  the  interests  of  the  Dis- 
trict and  the  people  of  Chicago  to  con- 
vey this  property  to  the  Federal  Govern- 
ment, which  would  result  in  enlarging 
the  channel  of  the  Chicago  River. 

Your  Committee,  therefore,  recom- 
mends that  the  President  and  Clerk  of 
the  District  be  authorized  and  directed 
to  execute,  in  the  name  of  the  Sanitary 
District,  the  three  (3)  separate  agree- 
ments in  the  form  hereto  attached  for  the 
conveyance  of  the  property  described  in 
said  agreements  respectively,  and  for  the 
amounts  therein  mentioned;  and  that 
the  President  and  Clerk  be  further  au- 
thorized to  execute,  on  behalf  of  the 
Sanitary  District,  a  warranty  deed  con- 
veying to  the  United  States  the  property 
described  in  the  three  (3)  forms  of  agree- 
ments hereto  attached,  and  releasing  the 
United  States  Government  from  any 
damage  to  the  District,  resulting  from 
the  improvement  of  said  Chicago  River; 
said  deed  to  be  in  such  form  as  may  be 
approved  by  the  Attorney  of  the  Dis- 
trict. Said  deeds  and  agreements  above 
mentioned   to   be   delivered    to   Major 


William  L.  Marshall  and  subject  to  the 
approval  of  the  Secretary  of  War. 

Respectfully  submitted, 

(Signed)  Z.  R,  Carter, 

Chairman^ 

B.  A.  ECKHART, 

Thomas  A.  Smyth, 
Alex.  J.  Jones, 
Thomas  Kelly, 
Frank  Wenter, 
Wm.  Boldenweck, 

Joint  Committee  on  Finance  and  Engineeriiig.^'' 

(Accompanied  by  form  of  three  agree- 
ments.) 

report  in  reference  to  bids  for  "SUB 

and  superstructures  of  a  railroad 

BRIDGE  crossing  THE  CHICAGO  RIVER 
NEAR  TAYLOR  STREET,  AND  BRIDGE 
FOR  TAYLOR  STREET.  IN  THE  CITY 
OF  CHICAGO,"  AWARD  OF  CONTRACTS 
THEREFOR,  AND  RETURN  OF  CERTAIN 
CHECKS. 

On  behalf  of  the  Committee  on  Engi- 
neering, Mr.  Smyth  presented,  and  &e 
Clerk  read,  a  report  in  reference  to  the 
bids  for ''sub  and  superstructures  of  a 
railroad  bridge  creeping  the  Chicago 
River  near  Taylor  Street,  and  bridge  for 
Taylor  Street,  in  the  City  of  Chicago," 
presented  and  referred  to  that  Commit- 
tee at  the  meeting  held  April  26,  1899 
(page  5664  of  the  Proceedings),  the  report 
recommending  that  the  President  and 
Clerk  be  authorized  to  enter  into  contract 
with  the  Pennsylvania  Steel  Company, 
under  the  bid  made  by  it  for  the  said 
railroad  bridge,  and  with  the  Chicago 
Bridge  and  Iron  Company,  under  the 
bid  made  by  it  for  the  bridge  for  Taylor 
Street,  as  soon  as  said  companies  shall 
have  furnished  bonds  acceptable  to  the 
Finance  Committee  of  this  Board,  in  the 
proper  amounts. 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  and  Wenter— six.  Nays 
— none.  Excused  and  not  voting, 
Messrs.  Jones  and  Smyth— two. 

Upon  this  result  the  President  declared 
the  motion  carried. 
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In  the  same  connection  Mr.  Kelly, 
seconded  by  Mr.  Braden,  moved  that 
the  checks  of  all  but  those  of  the  lowest 
three  bidders  received  April  29,  1899, 
on  said  structures  be  returned  to  the 
respective  bidders. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT: 

••Chicago,  May  3, 1899. 

2b  tke  HoTwrable,  the  Board  of   Irusteea 
of  the  Sanitary  District  of  Chicago: 

Gentlbmbn— -Tour  Committee  on  En- 
gineering.having  received  from  the  Chief 
En^neer  the  tabulation  of  bids  ten- 
dered on  April  26th  for  the  construction 
of  the  two  bridges  to  be  erected  across 
the  Chicago  River  at  and  near  Taylor 
Street,  in  the  City  of  Chicago,  and  the 
results  of  said  tabulation  having  shown 
that  the  Pennsylvania  Steel  Company's 
bid  is  the  lowest  for  the  Railroad  Struct- 
ure, and  that  the  bid  of  the  Chicago 
Bridge  &  Iron  Company  is  the  lowest 
for  the  Taylor  Street  Structure,  we  rec- 
ommend that  the  President  and  Clerk  be 
authori2sed  to  enter  into  contract  with 
the  Pennsylvania  Steel  Company  under 
the  bid  made  by  it  for  the  Railroad 
Bridge  and  with  the  Chicago  Bridge  & 
Iron  Company  under  the  bid  made  by  it 
for  the  Taylor  Street  Bridge  as  soon  as 
the  said  respective  companies  shall  have 
furnished  bonds  acceptable  to  the  Fi- 
nance Committee  of  this  Board  in  the 
sums  called  for  in  the  respective  adver- 
tisements, specifications  and  contracts 
relating  to  said  structures . 

Respectfully  submitted, 

(Signed)  Z.  R.  Carter, 

Thomab  Kbllt, 
Frank  Wrntbr, 
B.  A.  Eckhart, 
Wm.  Boldenwbce, 
Jos.  C.  Bradbn, 
Committee  on.  Engineering.^^ 


REPORT  IN  REFERENCE  TO  EMPLOYMENT 
OF  W.  M.  HUGHES  ON  BRIDGE  CON- 
STRUCTION. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to 
a  communication  from  W.  M.  Hughes, 


offering  to  take  charge  of  the  bridge 
construction  of  the  District;  the  report 
recommending  that  the  President  and 
Board  of  Trustees  be  authorized  and 
directed  to  employ  said  Hughes,  at  a 
salary  of  $800  per  month  and  his  reason- 
able expenses,  to  take  charge  of  the 
bridge  department  and  superintend  the 
construction  of  bridge  work,  under  direc- 
tion of  the  Conmiittee  on  Engineering. 

Mr.  Smyth,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Teas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


The  following  is 

THE  REPORT : 

"CHICAGO,  May  1, 1899. 

To  the  Sbnorable,  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gentlemen— Your  Committee  on  En- 
gineering desires  herewith  to  make  re- 
port that  the  Committee  has  received 
from  the  President  of  the  Board  of 
Trustees  a  communication,  addressed  to 
him,  from  W.  M.  Hughes,  Esq.,  regard- 
ing a  proposition  of  said  Hugnes  to  take 
charge  of  the  bridge  construction  of  the 
District.  The  Committee  advises  that 
it  has  given  special  attention  to  this 
branch  of  the  work  of  the  District  for 
some  time  past;  and  that  it  is  of  the 
opinion  that  the  nature  and  importance 
of  that  particular  work  to  the  District  is 
such  that  it  requires  constant  attention 
and  steady  consideration  of  an  experi- 
enced bridge  engineer.  The  Committee 
has,  therefore,  deemed  it  expedient  to 
engage  the  services  of  a  bridge  engineer 
for  the  District,  and  recommends  as  fol* 
lows: 

That  the  President  of  the  Board  of 
Trustees  be  authorized  and  directed  to 
employ  said  W.  M.  Hughes  at  a  salary 
of  three  hundred  dollars  ($300.00)  a 
month,  and  his  reasonable  expenses,  to 
take  charge  of  the  bridge  department 
and  superintend  the  construction  of  the 
bridge  work  of  the  District,  under  the 
direction  of  the  Committee  on  Engineer- 
ing, and  that  said  Hughes  be  notified 
and  directed  to  report  all  matters  per- 
taining to  his  superintendency  of  said 
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work  directly  to  the  Committee  on  En- 
gineering. 

Respectfully  submitted; 
(Signed)  Thomas  A.  Smtth, 

Chairman. 
Z.  R.  Gartbr, 
Alex.  J.  Jones, 
J.  C.  Bradbn, 
b.  a.  eokhabt, 
Thomas  Kellt, 
Frank  Wentbr, 
Wm.  Boldbnwbok. 
Committee  on  Engineering.*'' 
(One  enclosure.) 


ADJOURNMENT. 

On  mption  of  Mr.  Wenter,  seconded  by 
Mr.  Smyth,  the  Board  then  adjourned. 

Thomas  S.  Bbll, 
Acting  Clerk, 
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—OP    THE— 


Board  of  Trustees 


—OP    THE— 


Sanitary  District  of  Chicago. 


MAY  10.  1899. 


OFFICIAL   RECORD 

Pubttshed  by  authority  of  the  Board  qT  Tnutees  of 
the  BanUan  DUtriet  of  CMcago. 


REGULAR  MEETING. 

The  four  hundred  and  thirty-seventh 
regular  meeting  of  the  Bouxl  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  S^urity 
Buildmg,  Wednesday,  May  10,  1899,  at 
3  o'clock  P.  M. 

On  roU-call  Messrs.  Boldenweck, 
Carter,  Eckhart,  Jones,  Kelly,  Mallette, 
Smyth  and  Wenter — eight  members, 
were  present;  Mr.  Braden  arriving  sub- 
sequently. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  special  meeting 
held  May  8,  1899,  were  approved  a§ 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Mallette. 

PERMIT  FOR  CONNECTION  OP  MAIN  CHAN- 
NEL WITH  CHICAGO  RIVER. 

The  President  presented,  and  the  Clerk 


read,  a  permit  from  the  Secretary  of 
War  and  C/hief  of  Engineers  of  the  U.  S. 
A.  to  open  the  Main  Channel  of  the 
Sanitary  District  and  cause  the  water  of 
the  Chicago  River  to  flow  into  the  same, 
subject  to  certain  conditions  as  set  forth 
in  the  permit. 

Mr.  Wenter,  seconded  by  Mr.  Eck- 
hart, moved  that  the  same  be  printed 
and  placed  on  file.. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  PERMIT: 

< 'Whereas,  By  Section  10  of  an  act 
of  Congress,  approved  March  8,  1899, 
entitled  *'An  act  making  appropriations 
for  the  construction,  repair  and  preser- 
vation of  certain  public  works  on  rivers 
and  harbors,  and  for  other  purposes,"  it 
is  provided  that  it  shall  not  be  lawful  to 
alter  or  modify  the  course,  location, 
condition  or  capacity  of  the  channel  of 
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any  navigable  water  of  the  United  States 
unless  the  work  has  been  recommended 
by  the  Chief  of  Engineers  and  author- 
ized by  the  Secretary  of  War  prior  to 
beginning  the  same;  and 

Whbrbab,  The  Sanitary  District  of 
Chicago,  a  municipal  corporation  organ- 
ized under  the  laws  of  the  State  of  Illi- 
nois, has  constructed  an  artificial  Chan- 
nel from  Robey  Street, Chicago,  to  Lock- 
port,  and  has  been  heretofore  granted 
permission  by  the  Secretary  of  War  to 
make  certain  improvements  in  the  Chi- 
cago River  for  the  purpose  of  correcting 
and  regulating  the  cross  section  of  the 
river  so  as  to  secure  a  flowage  capacity 
of  800,000  cubic  feet  per  minute  with  a 
velocity  of  one  and  one  quarter  miles  an 
hour,  it  being  intended  to  connect  the 
said  artificial  Channel  with  the  west  fork 
of  the  South  Branch  of  the  Chicago  River 
at  Robey  Street  in  the  said  City  of  Chi- 
cago; and 

Whbrea.8,  The  said  Sanitary  District 
of  Chicago  has  now  applied  to  the  Sec- 
retary of  War  for  permission  to  divert 
the  waters  of  the  said  Chicago  River  and 
cause  them  to  flow  inco  the  said  artificial 
Chimnel  at  Robey  Street  as  aforesaid; 
and 

Whereas,  The  said  Sanitary  Dibtrict 
of  Chicago  represents  that  such  movable 
dams  and  sluice  gates  as  are  necessary 
to,  at  all  times,  secure  absolute  and  com- 
plete control  of  the  volume  and  velocity 
of  flow  through  the  Chicago  River  have 
been  constructed. 

^010,  therefore^  The  Chief  of  Engi- 
neers having  consented  thereto,  this  is  to 
certify  that  the  Secretary  of  War  hereby 


gives  permission  to  the  said  Sanitary 
District  of  Chicago  to  open  the  channel 
constructed  and  cause  the  waters  of  Chi- 
cago River  to  flow  into  the  same , subject 
to  the  following  conditions: 

1.  That  it  be  distinctly  understood 
that  it  is  the  intention  of  the  Secretary 

•of  War  to  submit  the  questions  con- 
nected with  the  work  of  the  Sanitary 
District  of  Chicago  to  Congress  for  con- 
sideration and  final  action,  and  that  this 
permit  shall  be  subject  to  such  action  as 
may  be  taken  by  Congress. 

2.  That  if,  at  any  time,  it  becomes 
apparent  that  the  current  created  by 
such  drainage  works  in  the  South  and 
Main  Branches  of  Chicago  River,  be 
unreasonably  obstructive  to  navigation 
or  injurious  to  property,  the  Secretary 
of  War  reserves  the  right  to  close  said 
discharge  through  said  channel  or  to 
modify  it  to  such  extent  as  may  be  de- 
manded by  navigation  and  property  in- 
terests along  said  Chicago  River  and  its 
South  Branch. 

8.  That  the  Sanitary  District  of  Chi- 
cago must  assume  all  responsibility  for 
damages  to  property  and  navigation  in- 
terests by  reason  of  the  introduction  of 
a  current  in  Chicago  River. 

Witness  my  hand  this  8th  day  of  May, 
1899. 

(Signed)  R.  A.  Alqbb, 

Secretary  of  War, 

John  M.  Wilson. 

Brig,  Gm'l,  Chief  of  Eng.,  U,  8.  ^." 

[seal.] 


♦VOUCHERS. 

The  Clerk  presented  the  followlog  vouchers: 

BNQINBBRINO  DEPARTMENT. 

S.  D.  Chllds  &  Co.  (stationery) $  250 

Goes  Lithographing  Company  (envelopes) 6  00 

John  F.  Hliarjrlns  (printing) 8  00 

Keuffel  &  Esser  Company  (draftini?  supplies) 10  29 

Pearson  Bros,  (blue  prints) 19  57 

Wra.  Feldmann  (binding) 15  00 

Isham  Randolph  (postage  stamps) 56  00 

Burlte  &  James  (photo  supplies) * 20  40 

Robt.  Stevenson  &  Co.  (paints) , 7  16 

M.  D,  Rider  &  Co.  (repairing  typewriter) 3  60 

Wygant  &  Ayers  (rent  Corwith,  March,  1899) 12  50 

J.  H.  Alexander  (rent,  Locltport,  April,  1899) 17  00 

Sibley  Warehouse  &  Storage  Company  (storage) 30  00 
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The  A.,  T.  &S.  F.  Ry.  Co.  (track  Inspection)... $  28  45 

Wm.  Trlnkaus  (expense) 86  23 

H.  B.  Alexander  (travelinp:  and  expense) 35  12 

Eugene  Dletzgen  Company  (blue  printing) 50  75 

Illinois  Central  Railroad  Company,  Lessee  (bridge  inspection) 813  89 

Donald  Frasor  (bridge  inspection) 129  47 

$     781  92 

CLERICAL  DBPARTMBNT. 

Thayer  &  Jackson  Stationery  Company  (stationery) 5  74 

GBNSRAL    ACCOUNT. 

Thos.  S.  Bell  (expense) $         9  48 

John  F.  Higgins  (printing  proceedings  April,  1899 284  04 

Security  Deposit  Company  (rent  May,  1899) 458  33 

Dallemand  &  Co.  (sundry  supplies) 49(5  47 

$  1,248  27 

POLICE  DEPAJITMENT. 

Mrs.  A.  Hartwlg  (laundry) $         4  00 

D.  C.  McCarthy  (expense) 8  90 

H.  J.  Doran  (expense) 6  18 

$       19  08 

MAINTENANCE  ACCOUNT. 

Chicago  Engineering  Supply  Company  (waste) $  9  88 

Illinois  Oil  Station  (ell) 41  50 

H.  B.  Alexander  (expense) 27  00 

Weaver  Coal  Company  (coal) 881  66 

Weaver  Coal  Company  (coal) 894  45 

$      804  44 

CONSTRUCTION  ACCOUNT. 

Mason,  Hoge,  King  &  Co.  (Section  8,  railroad  embankment) $     882  00 

Hayes  Bros.  (Section  16,  May  1,1899) 1,023  75 

Hayes  Bros.  (Section  K,  Belt  Railway  Bridge) 449  80 

Heldmaler  &  Neu  (Section  K,  Romeo  Bridge) 1,547  00 

Heldmaler  &  Neu  (Section  17,  May  1,  1899) 22,572  88 

Gahan&  Byrne  (Section  18.  May  1,  1899) 18,871  29 

The  A.,  T.  &  8.  F.  Ry.  Co.  (Section  8,  track  deviation) 104  49 

The  A.,  T.  &  S.  F.  Ry.  Co.  (Section  G,  track  deviation) 2,258  96 

Chicago  T.  T.  R.  R.  Co.  (Section  O,  Pan  Handle  Bridge) 72  26 

$  42,781  98 

Grand  total $45,641  88 

*  To  be  paid  by  warrants,  with  interest  cdupons  attached,  drawn 
against  the  Tax  Levy  for  1899,  as  follows : 

F.  M.  Blount,  Treasurer  (sundry  persons,  less  than  $50.00) $      400  89 

Construction  Account  (to  contractors) 42,781  93 

All  others,  direct  to  creditors 2,459  06 

$45,641  38 


Mr.  Wenter,  seconded  by  Mr.  Smyth, 
moved  that  the  Touchers  as  read  and 
shown  above  be  approved  moA  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— eight.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.  829,  Law  Department  (stationery), 
$35.46. 

Mr.  Kelly,  seconded  by  Mr.  Jones, 
moved  that  requisition  No.  829,  as  read 
and  shown  above,  be  allowed. 

On  roll  call  the  vote   stood:    Yeas — 
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Messrs.  Boldenweck,  Garter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— eight    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


WEBKLT  REPORT  ON  EMPL0TB8. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showinfc  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  May 
6th,  1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  f oliowmg  is 

THE  REPORT : 

"CmcAOO,  May  10, 1899. 

To  the  Honorable  the  Board  of  TruBtees 
of  the  Sanitary  District  of  Chicago: 

GentlembN'I  beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  May 
6th,  1899,  as  the  same  have  been  re- 
ported to  me : 

Engineering  department 79 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 8 

« 

Total  employes 182 

Respectfully  submitted, 

(Signed)  Joseph  F.  Haas, 

Clerk.'* 


MONTHLY  REPORT   FROM    CLERICAL    DE- 
PARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
April,  1899,  which  was  read,  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file. 


The  following  is 

THE  REPORT: 

'^Chicago,  May  1,  1899. 

To  the  HonoraJble  the  Boa/rd  of  Trvsteea 
of  the  Sanitary  District  of  Ohioago : 

Gentlemen — I  herewith  submit  the 
report  of  the  Clerical  Department  for 
the  month  of  April,  1899: 

The  total  expenditure  of  the  District 
for  the  month  was  $48ft,625,8l,  of  which 
amount  the  sum  of  1187,984.44  was  paid 
in  1899  Tax  Levy  Warrants,  and  the  sum 
of  1298,690.87  by  the  Treasurer  of  the 
District,  for  which  no  warrant  was  re- 
quired. Of  the  1899  Tax  Levy  War- 
rants issued  the  sum  of  $809.76  was 
placed  in  the  hands  of  the  Treasurer  and 
regular  warrants  drawn  in  the  aggre- 
gate for  this  amount  against  the  same, 
as  per  authority  of  the  Board.  Of  the 
amount  paid  by  the  Treasurer  the  sum 
of  $286,288.68  was  for  1898  Tax  War- 
rants redeemed,and  the  sum  of  $12,857.11^ 
for  interest  on  warrants  redeemed. 

The  total  amount  expended  on  account 
of,  and  charged  to  the  Clerical  Depart- 
ment during  the  month  of  April  was 
$86.09  for  general  office  expenses. 

There  are  no  outstanding  liabilities 
agains  the  Clerical  I>epartment,  and  the 
expenditure  for  the  present  month  will 
be  about  $1,000. 

The  total  amount  expended  for  account 
of,  and  charged  to  the  Generid  Account 
during  the  montli  of  April  was  $1,861.09, 
divided  as  follows: 

Rent  for  April $   488  88 

Printing 468  96 

Streams  examination 406  55 

General  expenses 2  25 

Total $1,861  09 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$8,000. 

Of  the  total  amount  of  1896  Tax  Levy 
Warrants  issued,  there  is  now  outstand- 
ing the  sum  of  $12,709.36;  of  the  1897 
Tax  Levy  Warrants  issued,  there  is  now 
outstanding  the  sum  of  $16,119.00;  of 
the  1898  Tax  Levy  Warrants  issued, 
there  is  now  outstanding  the  sum  of 
$1,697,562.80.  and  of  the  1899  Tax  Levy 
Warrants,  there  is  now  outstanding  the 
sum  of  $397,744.90. 
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The  following  is  a  tabulated  statement  of  total  expenditures  for  the  month  of 
April,  1899. 


ACCOUNT. 


Engineering  Department 

Construction 

Clerical  Department 

Law  Department 

Land 

Treasury  Department 

General 

Police  Department 

Maintenance 

Capitalization  and  maintenance  of  bridges. . 

1898  Tax  Warrants  redeemed 

Interest  on  Warrants  redeemed 


Totals. 


1899  Tax 

Levy 
Warrants. 


¥    2,636  51 

89,482  52 

86  09 

1,665  55 

8,672  94 

15  25 

1,861  09 

107  05 

899  84 

83,207  60 


1187,934  44 


Paid  by 
Treas- 
urer. 


9286,283  68 
12,857  19 


$298,590  87 


Total  for 
Month. 


I      2.686  51 

89,432  52 

36  09 

1,565  55 

8,672  94 

15  25 

1,361  09 

107  05 

H99  84 

83,207  60 

286,233  68 

12,357  19 


I  436,525  31 


Respectfully  submitted, 
(Signed)  Jos.  F.  Haas,  Clerk.'* 


ACTION  ON  COMMUNICATION  PROM  STREA- 
TOR  AND  THIRD  VEIN  COAL  COMPANY. 

On  behalf  of  the  Committee  on  Judi- 
ciary, Mr.  Jones,  seconded  by  Mr.  Mai* 
lette,  moved  that  the  communication 
of  the  Streator  &  Third  Vein  Coal  Com- 
pany, by  George  C.  Mastin,  its  attorney, 
dated  December  12, 1898,  and  heretofore 

Presented  to  the  Board  at  the  meeting 
eld  December  14,    1898  (page  5345  of 
the  proceedings),  be  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  80  ordered. 


APPROVAL  OP  BOND  ON  CONTRACT  FOR 
SUB  AND  SUPERSTRUCTURE  OP  BRIDGE 
FOR  TAYLOR  STREET  IN  THE  CITY  OP 
CHIOAOO,  AND  RETURN  OF  CERTAIN 
CHECKS. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  in  reference  to  the 
approval  of  the  bond  of  the  Chicago 
Bridge  &  Iron  Company  on  the  contract 
for  the  construction  of  the  sub  and 
superstructure  of  the  bridge  for  Taylor 
etreet,  in  the  City  of  Chicago,  the  report 
being  accompanied  by  said  contract  and 
bond  in  duplicate,  and  recommending 
that  said  bond  be  approved  by  the  Board 
of  Trustees  and  that  the  checks  submit- 
ted on  behalf  of  the  other  bidders  on  said 
work  be  returned  to  said  bidders  re- 
spectively. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"Cbicaqo,  May  8, 1899, 

To  tJie  Eonorable,  the  Board  of  Trustees  of  tJie 
Sanitary  District  of  Chicago  : 

Gentlemen— The  Committee  on  Fi- 
nance, to  which  was  referred,  at  the 
meeting  of  the  Board  of  Trustees  held 
on  the  3rd  inst.  (page  5671  of  the  pro- 
ceedings), the  bond  of  The  Chicago 
Bridge  and  Iron  Company,  accompany- 
ing its  contract  for  the  work  awarded  to 
it  on  said  date,  desires  to  report  that  the 
Committee  has  examined  said  bond  and 
has  inquired  into  the  sufficiency  of  the 
surety  thereon,  and  is  of  the  opinion 
that  said  bond  is  in  proper  form  and 
that  the  surety  thereon  is  sufficient. 

The  Committee,  therefore,  recom- 
mends that  said  bond  be  approved  by 
the  Board  of  Trustees;  and  that  the 
checks  submitted  on  behalf  of  the  other 
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bidders  on  said  work  be  returned  to  said 
bidders  respectively. 

Respectfully  submitted, 

(Signed)  Z.  R.  Carter, 

Chairman. 

Frank  Wbntbr, 

Alex.  J.  Jones, 

Thomas  Kelly, 

Committee  on  Finance.''^ 

(Accompanied  by  contract  and  bond 
in  duplicate.) 


The  following  is 

THE  CONTRACT  : 


u 


SANITARY   DISTRICT  OP  CHICAGO. 


Contract  and  speclflcatlons  for  the  substruc- 
ture and  superstructure  of  a  highway  roll- 
ing lift  bridge,  of  the  Scherzer  type,  cross- 
ing the  south  branch  of  the  Chicago  River 
at  Taylor  street  in  the  City  of  Chicago,  to 
be  built  for  the  SaniUry  District  of  Chi- 
cago. 

This  Agreement,  Made  and  entered  into 
this  eighth  «iay  of  May,  A.  D.  1899,  by  and  be- 
tween the  Sanitary  District  of  Chicago,  of 
the  first  part,  and  Chicacro  Bridge  and  Iron 
Company  of  the  City  of  Chicago,  In  the  State 
of  Illinois,  of  the  second  part. 


WITNESSETH  :  That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  covenant, 
contract  and  agree  with  the  said  party  of  the 
first  part,  for  the  consideration  of  the  pay- 
ments to  be  made  as  provided  for  herein,  to  the 
said  party  of  the  second  part  by  the  said  party 
of  the  first  part,  and  under  a  penalty  ex- 
pressed in  a  bond  bearing  even  date  herewith, 
at  his  own  proper  cost  and  expense  to  do  all 
the  work  and  to  furnish  all  material,  tools, 
labor,  and  all  appliances  and  appurtenances 
called  for  by  this  agreement,  in  the  manner 
and  under  the  conditions  hereinafter  stipu- 
lated, that  are  necessary  to  the  complete  do- 
ing •t  the  work  known  and  distinguished  by 
the  specifications  herein  contained,  and  the 
plans  accompanying  them,  as  the  Highway 
Rolling  Lift  Bridge  for  the  Sanitary  District, 
Chicago,  crossing  the  South  Branch  of  the 
Chicago  River  at  Taylor  street  in  the  City  of 
Chicago. 


It  is  further  covenanted,  contracted  and 
agreed,  that  the  work  shall  be  executed  under 
the  direction  and  supervision  of  the  Chief 
Engineer  of  the  Sanitary  District  of  Chicago, 
and  his  properly  authorized  agents,  by  whose 
measurements  and  calculations  the  quantities 
and  amounts  of  the  several  kinds  of  work 
performed  under  this  contract  shall  be  deter- 
mined, and  on  whose  inspection  all  work  shall 
be  accepted  or  condemned.  The  said  Chief 
Engineer  and  his  properly  authorized  agents 
shall  have  full  power  to  reject  or  condemn  all 
materials  furnished  or  work  performed  under 
this  contract  which  do  not  fully  conform  to 
its  spirit  and  to  the  terms  and  conditions 
herein  expressed  ;  and  the  Chief  Engineer 
shall  decide  every  engineering  question  which 
may  arise  between  the  parties  hereto  relative 
to  the  execution  thereof  and  his  decision  shall 
be  final  and  binding  upon  both  parties. 

The  Scherzer  Rolling  Lift  Bridge  Company 
and  the  Chief  Engineer  of  the  Railroad  Com- 
pany will  examine  and  check  the  shop  plans 
for  this  bridee  and  will  also  supervise  its  con- 
struction and  erection,  so  that  the  same  may 
be  constructed  in  conformity  with  the  de- 
signs, plans  and  specifications  of  the  Scherzer 
Rolling  Lift  Bridge  Company.  All  shop 
plans  and  all  work  and  material  must  be  ap- 
proved In  writing  by  the  Scherzer  Rolling 
Lift  Bridge  Company,  in  addition  to  the  ap- 
proval of  the  Chief  Engineer. 

D- 

Wherever  the  words  "Sanitary  District" 
are  used  in  this  contract  they  shall  be  under- 
stood to  mean  the  Sanitary  District  of  Chi- 
cago as  represented  by  the  Board  of  Trustees 
of  the  Sanitary  District,  or  their  duly  author- 
ized and  accredited  agents. 

Wherever  the  words  "Chief  Engineer*'  or 
"Engineer"  are  used  herein  they  shall  be 
understood  to  mean  the  Chief  Engineer  of 
the  Sanitary  District  of  Chicajjo,  or  his  prop- 
erly authorized  agents,  limited  by  the  partic- 
ular duties  intrusted  to  them. 

Wherever  the  word  "Contractor"  is  used 
herein  it  shall  be  understood  to  mean  the 
person  or  persons  or  co-partnership  or  cor- 
poration entering  into  the  contract  as  party 
of  the  second  part. 

The  following  ordinance  passed  by  tne 
Board  of  Trustees  of  the  Sanitary  District  of 
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Chicagro,  June  28d,  1897,  Is  hereby  made  a 
part  of  this  contract,  and  the  party  of  the 
second  part  ag^rees  to  comply  with  its  provis- 
ions, and  in  case  of  ylolatlon  thereof,  to  be 
subject  to  the  penalties  therein  authorized  to 
be  imposed : 

"ifc  it  ordained  by  t?ie  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

*'SecTiON  1.  That  in  the  preparation  of  all 
future  specifications  for  contracts  for  the 
construction  of  the  Main  Channel  and  auxil- 
iary works,  the  Engineering  Department 
shall  provide  that  such  contracts  shall  he  ex- 
ecuted in  conformance  with  the  law  consti- 
tuting: eight  (8)  hours  a  lesral  day's  woric  in 
all  contracts  under  the  Sanitary  District  of 
Chicago,  and  that  in  the  employment  of  la- 
bor contractors  shall  be  required  and  specifi- 
cally agree  to  give  preference  to  union  labor. 

**Seo.  2.  That  all  contracts  hereafter  ex- 
ecuted for  the  works  of  the  Sanitary  District 
of  Chicago  shall  contain  provisions  constitutr 
ing  eight  (8)  hours  a  legal  day's  work*  and 
forbidding  the  employment  of  any  employe  or 
employes  for  a  longer  period  than  eight  (8) 
hours  in  any  twenty-four  (24)  hours,  and 
that  said  contract  shall  vest  specific  authority 
in  the  Police  Department  of  the  Sanitary 
District  o/ Chicago  to  exercise  supervision  for 
the  enforcement  of  this  provision,  and  shall 
provide  that  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  shall  be  em- 
powered in  all  cases  of  violation  of  said 
eight  (8)  hour  law,  to  deduct  and  retain  from 
any  money  accruing  to  said  contractors  a 
sum  as  liquidated  damacres  at  the  rate  of  five 
dollars  (^.00)  per  hour  for  each  employe 
who  shall  be  required  to  work  in  excess  of 
eight  (8)  hours  per  day  by  any  contractor  on 
said  Canal." 

SPECIFICATIONS  FOR  SUBSTRUCTUKE. 

The  accompanying  drawings  form  part  of 
these  specifications.  The  figured  dimensions 
on  the  drawings  are  to  be  taken  whenever 
they  do  not  agree  with  the  dimensions  oV- 
tained  by  scaling  from  such  drawings. 

QUALITY  OF  MATERIAL. 

Sione- 

1.  The  stone  used  shall  be  either  Pon- 
toosiac,  Anamosa,  Bedford  stone,  or  an 
equally  good  stone,  the  quality  subject  to  the 
approval  of  the  Chief  Engineer.  It  shall  be 
sound  and  durable,  free  from  drys,  shakes  or 
flaws,  and  of  a  character  that  will  withstand 
the  action  of  the  weather.    All  stone  must  be 


quarried  without  the  excessive  use  of  ex- 
plosives, and  shall  be  taken  out  whenever 
practicable  by  the  use  of  plug  and  feather. 
It  shall  be  quarried  in  time  to  season  against 
frost  before  being  used. 

Cement. 

*2.  The  best  Portland  and  natural  cements 
shall  be  used  on  this  work,  brand  and  quality 
to  be  subject  to  the  approval  of  the  Chief 
Engineer.  The  weight  per  cubic  foot  of 
Portland  cement  shall  be  not  less  than  one 
hundred  (100)  pounds,  and  for  natural 
cement  shall  be  not  less  than  sixty-seven  (67) 
pounds.  The  development  of  tensile  strength 
for  Portland  cement  shall  be  not  less  than 
four  hundred  (400)  pounds  per  square  inch, 
and  for  natural  cement  not  less  than  one 
hundred  (100)  pounds  per  square  inch,  after 
being  exposed  one  (1)  day  in  air  and  six  (6) 
days  in  water.  All  lumpy»  dirty  or  damaged 
cement  shall  be  rejected;  also  damaged  or 
short  weight  packages. 

Sand, 

8.    The  sand  used  shall  be  coarse,  clean 
and  sharp,  free  from  all  clay,  loam  or  gravel, 
and  shall  be  well  screened  and  of  a  quality' 
approved  by  the  Chief  Engineer. 

Mortar. 

4.  When  Portland  cement  mortar  is  used 
for  beds  and  joints.  It  shall  be  mixed  in  pro- 
poitlons  of  one  (I)  part  of  cement  to  three 

(8)  parts  of  sand.  When  mortar  is  used  for 
facing  pits  and  for  grout  it  shall  be  mixed 
one  (1)  part  cement  and  two  (2)  parts  sand. 
When  it  is  used  for  pointing  one  (1)  part 
cement  and  one  (1)  part  sand. 

PUes, 

5.  Piles  to  be  used  of  white  or  burr  oak, 
sound  and  straight,  not  less  than  fourteen 
(14)  inches  at  the  butt  and  not  less  than  nine 

(9)  inches  at  the  small  end,  with  a  uniform 
taper. 

Timber. 

6.  Timber  used  In  foundations  shall  be 
white  oak,  sound,  straight  and  free  from 
wind  shakes. 

Sheet  Piling. 

7.  Sheet  piling  and  bracing  may  be  of  any 
timber  suitable  for  the  purpose  and  shall  be 
of  such  dimensions  and  placed  as  directed  by 
the  Engineer. 

CLASS  OF  WORK. 

KoDcavation. 

8.  All  foundations  shall  be  prepared  to  re- 
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celve  tke  masonry  by  the  Contractor,  who 
shall  make  excavation  to  such  a  depth  and 
width  as  directed  by  the  En^cineer.  The  Con- 
tractor shall  also,  where  necessary,  supply 
and  operate,  free  of  cost,  all  pumps  in  order 
to  keep  the  foundation  excavation  dry.  The 
Contractor  shall  provide,  drive,  frame  and 
place  all  sheet  pillD^  or  other  timber  work 
necessary  to  the  successful  excavation  and 
protection  of  the  foundation  excavation,  and 
shall  maintain  the  same  until  masonry  shall 
have  been  built.  All  material  excavated  from 
the  foundations,  except  such  as  shall  be 
needed  for  filling  back  of  and  around  the 
masonry  of  the  new  bridge,  shall  be  removed 
entirely  from  the  bridge  site  and  disposed  of 
as  the  contractor  may  see  fit,  free  of  all  cost 
or  expense  to  the  Sanitary  District  of  Chi> 
cago ;  but  none  of  the  material  so  excavated 
shall  be  deposited  in  the  Chicago  River  nor 
any  navigable  waters,  save  as  permitted  by 
the  United  States  Engineer  Department.  All 
refilling  ordered  by  the  Engineer  shall  be 
done  without  extra  cost  to  the  Sanitary  Dis- 
trict. 

The  contractor  shall  submit  a  lump-sum  bid 
for  the  removal  of  the  present  swing  bridge 
abutments  and  their  protections,  the  dock 
which  would  interfere  with  the  placing  of  the 
new  piers  and  such  parts  of  the  present 
viaducts  as  will  be  replaced  by  the  new 
bridge,  as  indicated  on  the  plans;  the  ma- 
terial removed  to  become  the  property  of  the 
contractor.  The  removal  of  the  present 
swing  bridge,  with  the  center  pier  and  its 
protection  pier,  is  not  a  part  of  this  contract. 

The  highway  traffic  across  this  bridge  will 
be  snspended  until  the  new  bridge  is  com- 
pleted. 

PUes. 

9.  All  piles  must  be  driven  by  a  steam 
hammer,  unless  otherwise  directed  by  the 
Engineer.  If  in  the  opinion  of  the  Engineer, 
any  pile  proves  imperfect  or  becomes  unfit 
for  use  under  the  hammer,  or  is  not  driven 
straight  or  plumb,  it  must  be  removed  by  the 
contractor  without  extra  cost.  If  so  directed 
by  the  Engineer,  the  piles  shall  have  the  bark 
removed.  Should  any  of  the  piles  raise  or 
change  their  position  after  being  driven,  they 
shall,  if  so  directed  by  the  Engineer,  be  re- 
driven  at  the  expense  of  the  contractor.  All 
piles  must  be  cut  level  and  at  proper  eleva- 
tion. Payment  for  piles  to  be  on  the  follow- 
ing basis:  1st:  Per  lineal  foot  for  all  piles 
delivered,  on  the  order  of  the  Engineer,  at  the 


site  df  the  worlc.  2nd :  For  all  piles  driven, 
per  lineal  foot  below  the  cut-off  line,  the 
prices  designated  on  the  bid. 

Timber. 

10.  Payment  for  timber  used  to  be  per  one 
thousand  (1,000)  feet  B.  M.,  in  the  completed 
work,  as  called  for  by  the  bills  of  material 
given  by  the  Engineer,  which  bills  shall  cover 
the  waste  ordinarily  incident  to  framing. 
All  materials  (coffer  dams,  sheet  piling, 
piles,  rubbish,  etc.)  not  required  in  the  fin- 
ished structure  shall  be  removed  by  the  con- 
tractor without  extra  cost,  as  directed  by  the 
Engineer. 

Portland  Cement  Cnneretc. 

11.  Concrete  shall  be  made  in  the  propor- 
tion of  one  (1)  part  of  cement,  three  (3)  parts 
of  sand  and  six  (6)  parts  of  broken  stone.  It 
shall  be  mixed  by  machinery,  if  so  directed 
by  the  Chief  Engineer,  or  if  mixed  by  hand  it 
shall  be  done  upon  a  suitable  platform.  Care 
must  be  taken  <to  first  thorougnly  mix  the  dry 
cement  and  sand,  after  which  stone  shall  be 
added,  together  with  a  proper  amount  of 
water,  all  to  be  thoroughly  mixed;  water  to 
be  applied  by  a  sprinkling  pot.  On  being 
placed,  the  concrete  shall  have  a  wetness 
such  as  to  permit  quaking  or  mobility  likened 
to  liver.  The  stone  for  concrete  of  a  quality 
approved  by  the  Engineer,  broken  into  angu- 
lar pieces  of  a  size  small  enough  to  pass 
thorough  a  ring  one  and  one-half  (1)^)  inches 
in  diameter,  and  be  entirely  free  from  dust, 
sand  dirt  and  any  foreign  substance.  The 
stone  must  be  thoroughly  drenched  with 
clear  water  before  mixing  with  the  mortar. 
The  concrete  is  to  be  deposited  in  layers  not 
exceeding  six  (6)  inches  in  thickness,  as 
directed  by  the  Engineer,  and  to  be  thor- 
oughly tamped  or  rammed. 

Natural  Cemmt  Cojicrete. 

12.  Concrete  shall  be  made  in  the  same 
manner  as  specified  above  for  Portland  cement 
concrete,  except  that  the  proportion  shall  be 
one  (1)  part  cement,  two  and  one-half  (2)^) 
parts  sand  and  five  (5)  parts  of  broken  stone. 

Masonry. 

13.  All  masonry  shall  consist  of  pitched 
draft,  rock-faced  work,  built  in  regular 
courses,  no  course  to  be  less  than  twelve  (12) 
or  more  than  thirty  (80)  inches  in  vertical 
height,  and  in  no  case  shall  a  course  overlie 
one  of  less  thickness.  The  rock  face  shall 
not  project  less  than  one  (1)  or  more  than 
three  (3)  inches  beyond  the  pitch-line  joints. 
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14.  Abutments  and  piers  shall  have 
chiseled  draft  two  (2)  inches  in  width  on  cor- 
ners only.  The  stone  shall  be  rectangular  in 
form.  No  stretcher  shall  be  less  than  three 
(8)  or  more  than  six  (6)  feet  long,  and  the 
upper  or  lower  bed  shall  be  of  a  width  not 
less  than  one  and  one- half  (\}4)  times  the 
vertical  height. 

15.  Headers^ must  be  not  less  in  length 
than  four  (4)  feet  or  three  (8)  times  the 
thiclcness  of  the  course  when  the  width  of  the 
wall  will  admit  of  it;  and  always  at  least  one 
and  one-half  times  the  vertical  height. 

16.  All  stones  must  be  laid  on  their  natural 
beds,  the  largest  bed  down;  the  beds  well 
dressed,  parallel  and  true,  and  as  large  as  the 
stone  will  admit.  The  beds  and  sides  of  the 
stones  to  be  cut  before  being  laid,  so  as  to 
form  joints  not  exceeding  one-half  (3o)  inch 
in  thiclcness. 

17.  The  joints  shall  be  horizontal  and  ver- 
tical, and  the  vertical  joints  shall  brea1<  not 
less  than  twelve  (12)  inches.  Vertical  joints 
shall  be  dressed  close  for  at  least  twelve  (12) 
inches  back  from  the  face. 

18.  The  masonry  will  consist  of  headers 
and  stretchers  alternately ;  at  least  one- fourth 
(l^)  of  each  course  shall  be  headers.  Each 
header  shall  be  arranged  so  as  to  overlie  a 
stretcher  in  the  course  below,  and  the  head- 
ers and  backing  shall  be  arranged  so  as  to 
form  a  bond  throughout  the  masonry;  no 
break  to  be  less  than  twelve  (12)  inches. 

19.  All  masonry  must  be  neatly  pointed 
with  cement  mortar,  finely  tempered.  No 
masonry  shall  be  covered  until  it  has  been 
inspected  and  approved,  by  the  Chief  En- 
gineer, and  any  defective  work  shall  be  re- 
moved and  rebuilt  by  the  Contractor  at  his 
own  expense. 

20.  All  stone  must  be  moistened  before  be- 
ing laid  and  before  any  succeeding  course  is 
placed  upon  it. 

21.  No  spalls  shall  be  used  in  horizontal 
joints. 

22.  All  coping  must  be  dressed  and  set 
level  and  to  exact  elevation  given  by  the  En- 
gineer. Care  must  be  used  in  handling  stone 
not  to  injure  the  joints  of  those  already  laid ; 
and  in  case  a  stone  is  moved  after  beinc  set 
and  the  joint  broken,  the  stone  must  be  taken 
out,  the  mortar  thoroughly  cleaned  from  the 
bods  and  joints,  and  the  stone  reset.  Ma- 
sonry and  backing  to  be  laid  in  good  full  beds 
of  mortar,  the  face  stones  of  each  course  of 


masonry  brought  to  a  bearing  with  a  wooden 
mall,  and  the  interior  of  each  course  thor- 
oughly jointed  and  levelled  off- before  the 
next  course  is  started. 

28.  Masonry  shall  not  be  laid  in  freezing 
weather  without  written  permission  from  the 
Chief  Engineer.  Any  masonry  so  laid  in 
freezing  weather  shall  have  joints  raked  out 
and  pointed  in  the  spring  at  the  expense  of 
the  Contractor.  Should  masonry  be  laid  in 
freezing  weather,  the  stone  shall  be  suffic- 
iently warmed  to  remove  ail  ice  from  surface, 
and  the  mortar  mixed  with  brine,  made  by 
dissolving  one  (1)  pound  of  salt  to  eighteen 
(18)  gallons  of  water  when  the  temperature 
is  thirty-two  (32)  degrees  Fahrenheit,  adding 
one  (I)  ounce  of  salt  for  each  degree  the  tem- 
perature is  below  thirty-two  (32)  degrees. 

Pointing. 

24.  All  masonry  shall  be  pointed,  so  as  to 
fill  the  joints  solid.  The  surface  of  the  wall 
to  be  scraped  clean  and  the  joints  freed  of  all 
mortar  to  a  depth  of  one  and  one-half  (1^^) 
inches,  and  refilled  solid  by  using  proper 
ramming  tools.  Joints  must  be  well  wet  be- 
fore pointing. 

Cramps. 

25.  Cramps  shall  be  of  such  number  and 
dimensions  as  shown  on  plan ;  these  cramps 
to  be  fitted  into  the  course  after  it  is  laid  and 
to  be  countersunk ;  and  all  the  holes  shall  be 
filled  with  grout  made  of  Portland  cement 
after  the  cramps  are  inserted.  The  cost  of 
furnishing  and  placing  these  cramps  shall  be 
included  in  the  price  bid  per  cubic  yard  for 


masonry. 


Protection. 


26.  The  large  corner  clamps  of  the  protec- 
tions shall  be  of  forty  (40)  foot  oak  piles 
securely  bound  together  with  five  (5)  laps  of 
three-quarter  (^4)  inch  chain,  spiked  all 
around  with  six  by  one-fourth  (6x>4)  inch 
wrought  iron  spikes.  The  piles  in  front  and 
flank  aprons  will  be  of  oak  forty  (40)  feet 
long  and  spaced  as  shown.  Caps  to  be  twelve 
by  twelve  (12x12)  inch  oak,  and  wales  of  eight 
by  twelve  (8x12)  inch  oak,  all  secured  as 
shown. 

Meaturenunt. 

27.  Measurement  of  all  masonry  shall  be 
by  the  cubic  yard,  and  payments  shall  be 
made  upon  the  actual  cubical  contents  of  the 
completed  masonry  within  the  lines  as  shown 
on  plan. 


BC?- 
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8PBC1FICATION8  FOR  SUPERSTRUCTURE. 

Work  Incltided. 
1.  The  work  to  be  done  under  this  con- 
tract consists  in  furnishing  all  materials  and 
labor  and  erecting  complete  in  place,  ready 
for  operation,  the  superstructure,  operating 
machinery,  locks,  electrical  equipment, 
houses,  etc.,  wooden  floor,  sidewalks  and 
railings,  with  necessary  spikes,  bolts  and 
washers,  as  well  as  all  iron  and  steel  in  the 
substructure  for  the  above  proposed  bridge ; 
in  fact,  everything  to  put  the  bridge  in  com- 
plete working  order,  except  the  motive  power, 
which  win  be  electricity  furnished  at  the 
switch-boards  In  the  operators'  houses. 

Specifieatione. 

2.  The  General  Specifications  for  Steel 
Highway  Bridges  and  Viaducts,  by  Theodore 
Cooper,  1896  Edition,  shall  govern  in  regard 
to  quality  of  material,  proportion  of  parts, 
general  details  of  construction,  workmanship, 
painting,  erection  and  inspection  and  In  all 
other  respects,  except  In  the  changes  and  ad- 
ditions herein  specified. 

Oetieral  Plans, 

3.  The  structure  shall  be  built  In  accord- 
ance with  the  general  plans  accompanying 
these  specifications,  which  general  plans  shall 
be  considered  a  part  of  these  specifications. 
These  general  plans  shall  be  carefully  checked 
by  the  Contractor  before  beginning  work. 
Should  any  errors  be  discovered,  the  Chief 
Engineer's  attention  shall  be  called  to  the 
same  and  corrections  made,  after  which  the 
Contractor  shall  be  responslole  for  all  errors 
which  may  occur,  or  which  -may  have  oc- 
curred. 

Shop  Plans, 

4.  All  shop  plans  shall  be  made  by  and  at 
the  expense  of  the  Contractor  and  shall  be 
submitted  to  the  Chief  Engineer  for  approval 
before  i^eglnnlng  work.  Such  shop  plans 
shall  have  a  uniform  size  of  twenty-six  (26) 
inches  by  forty  (40)  inches,  Inside  border 
lines,  with  a  border  margin  of  one-hjilf  (3^) 
Ipch.  When  submitted  for  approval  one 
complete  set  of  prints  of  such  shop  plans 
shall  be  sent  to  the  Sanitary  District  of  Chi- 
cago and  one  complete  set  to  the  Scherzer 
Rolling  Lift  Bridge  Company.  The  Con- 
tractor shall  furnish  the  Sanitary  District  of 
Chicago  with  six  complete  sets  and  the  Scher- 
zer Rolling  Lift  Bridge  Company  with  two 
complete  sets  of  blue  prints  of  these  approved 
plans,   free  of  cost.    No  alterations  of  ap- 


proved plans  will  be  permitted  to  be  made  by 
the  Contractor  without  the  written  consent 
of  the  Chief  Engineer.  The  approval  of  the 
Chief  jEnglneer  will  not  relieve  the  Contractor 
from  the  responsibility  of  errors  thereon. 

QUALITY  OF  MATERIAL. 

Wrought  Iron. 
6.  All  iron  used  for  rivets  shall  have  an 
ultimate  tensile  strength  of  not  less  than 
forty-eight  thousand  (48,000)  pojnds  per 
square  inch,  an  elastic  limit  of  an  least  twen- 
ty-six thousand  (20,000)  pounds  per  square 
Inch,  and  an  elongation  of  at  least  twenty 
(20)  per  cent  in  eight  (8)  inches,  and  be  so 
ductile  that  when  bent  cold  through  one 
hundred  and  eighty  (180)  degrees  and  ham- 
mered down  flat  on  itself.  It  shall  show  no 
sign  of  fracture  on  convex  side  of  curve. 

Steel, 

6.  All  steel  shall  be  uniform  In  quality  and 
made  by  the  *'Open  Hearth"  process. 

Structural  Steel. 

7.  All  structural  steel  shall  be  medium 
steel,  uniform  in  quality,  and  shall  be  made 
by  the  "Open  Hearth"  process.    Tests  shall 
be  made  upon  pieces  cut  from  the  finished 
material,  and  shall   be  not  less  than  one-half 
(3^)    square    inch    In    sectional    area.    Two 
(2)    pieces,    one    (1)    for   tensile  test,    and 
one    (1|    for    bending   test,   shall    be  furn- 
ished    for     each     blow    or    cast,    and    so 
selected    that    each    heat    or   furnace    full 
of  billets,   blooms  or  slabs  shall    be  repre- 
sented by  at  least  one  (1)  test  to  prove  the 
condition  of  the  metal  after  reheating,  roll- 
ing, etc.    When  tested  in  specimens  as  above, 
medium  steel  shall  have  an  ultimate  tensile 
strength  of  from  sixty  thousand  (60,000)  to 
sixty-eight    thousand    (tJ8,000)    pounds    per 
square  inch,  an  elastic  limit  of  not  less  than 
thlrty-slx    thousand     (86,000)     pounds    per 
square  Inch,   shall    elongate    not    less   than 
twenty-five  (25)  per  cent.  In  eight  (8)  Inches, 
and  show  a  reduction  of  area  at  point  of 
fracture  of  not  less  than  forty  (40)  per  cent. 
The  test  piece  must  also  bend  cold  one  hun- 
dred and  eighty  (180)  degrees  around  a  curve 
whose  diameter  is  equal  to  the  thickness  of 
the  piece  without  crack  or  flaw  on  convex 
side  of  bend.    A  hole  punched  for  a  three- 
quarter   (%)  inch    rivet,  one   and    one-half 
(1>^)  inches  from  the  edge  of  plate,  shall  be 
capable  of  being  enlarged  by  drifting  to  one 
and   one-eighth    {i^)    Inches   In    diameter 
without  sign  of  fracture. 


May  10,  J 


—5685— 


fl899 


Rivet  Steel. 

8.  Rivet  steel  shall  bave  an  ultimate 
strength  of  fifty  thousand  (50,000)  to  flfty- 
eight  thousand  (53,000)  pounds,  and  an  elas- 
tic limit  of  not  less  than  fifty-five  (55)  per 
cent,  of  the  ultimate;  an  elongation  of  not 
less  than  twenty-seven  (27)  per  cent,  in  eight 
(8)  inches,  and  must  bend  one  hundred  and 
eighty  (180)  degrees  flat  on  itself  without 
sign  of  fracture  on  the  convex  side  of  the 
bend. 

Rivets. 

9.  All  hand  driven  rivets,  whether  shop 
or  field,  shall  be  of  the  best  quality  ef  rivet 
iron,  as  specified. 

10.  Specimens  taken  from  all  grades  of 
8t«el,  after  being  heated  to  a  light  cherry  red 
(as  seen  in  the  dark)  and  quenched  in  water 
of  eighty-two  (82)  degrees  Fahrenheit,  must 
conform  to  the  bending  requirements  above. 

Chemical  Analysis. 

11.  The  chemical  analysis  for  carbon  and 
phosphorus  of  each  blow  or  cast  must  be 
furnished  to  the  Engineer,  or  his  inspectors, 
before  any  of  the  material  rolled  from  said 
blow  or  cast  is  shipped  from  the  mill.  Phos- 
phorus must  not  exceed  eight  one-hundred ths 
(.08)  per  cent,  for  acid  steel,  or  six  one  hun- 
dredths (.06)  per  cent,  for  basic  steal. 

Chippinas  and  Alterations. 

|2.  All  blooms,  billets  or  slabs  shall  be 
examined  for  surface  defects,  fiaws  or  blow 
holes  before  being  rolled  into  the  finished 
sections,  and  such  chippings  and  alterations 
made  as  will  secure  perfect  solidity  in  the 
finished  sections. 

Marking. 

13.  The  original  blow  or  cast  number  must 
be  painted  or  stamped  on  all  blooms,  billets 
or  slabs,  in  order  to  identify  the  material 
throughout  the  various  processes  of  manu- 
facture; and  the  original  blow  or  cast  num- 
ber, together  with  the  furnace  heat  number, 
must  be  stamped  on  each  piece  of  finished 
material  from  said  blow  or  heat. 

Finish. 

14.  All  finished,  rolled  material  must  pre- 
sent a  smooth,  clean  surface,  free  from 
buckles,  flaws,  cracks,  ragged  edges  or  any 
other  defects,  and  must  be  straight  through- 
out and  true  to  section. 

Brittle  Steel, 

15.  No  steel  which  proves  brittle  shall  be 


used  under  any  circumstances;  if  it  develops 
this  character  at  any  stage  of  its  manufact- 
ure, it  shall  be  at  once  condemned  and  other 
material  used.  The  object  of  the  more  par- 
titular  clauses,  hereto  relating,  being  to 
guard  against  the  possibility  of  the  use  of 
this  class  of  metal. 

Steel  Castings. 

16.  All  steel  castings  shall  have  an  ulti- 
mate strength  of  not  less  than  sixty-two 
thousand  five  hundred  (62,500)  pounds  per 
square  inch,  an  elastic  limit  ef  not  less  than 
thirty  thousand  (30,000)  pounds  per  square 
Inch,  shall  elongate  not  less  than  fifteen  (15) 
per  cent,  in  eight  (8)  inches  and  show  a  re- 
duction at  point  of  fracture  of  not  less  than 
20  per  cent.  The  amount  of  phosphorus  con- 
tained shall  not  exceed  eight  one-hundredths 
(.08)  per  cent.  All  steel  castings  shall  be 
sound  and  free  from  blow  holes  and  rough- 
ness, sponginess,  pitting,  shrinkage-cracks 
and  other  cracks,  cavities,  etc.,  and  shall  be 
thoroughly  annealed  according  to  the  best 
practice.  Each  cast  shall  be  so  made  that 
sufiSclent  number  of  test  pieces  can  be  cut  as 
to  enable  the  Engineer  or  Inspector  to  satisfy 
himself  of  its  quality. 

Machinery  SteeL 

17.  The  materials  used  for  shafting  and 
forgings,  except  where  otherwise  specified, 
shall  be  of  "medium"  basic  or  acid  '*Open 
Hearth"  steel,  of  a  good  finish  and  uniform 
quality,  in  which  phosphorus  shall  not  ex- 
ceed six  one-hundredths  (.00)  percent.,  and 
sulphur  five  one-hundredths  (.05)  per  cent. 
When  tested  in  specimens  of  not  less  than 
one-half  square  inch  section,  it  must  show 
an  ultimate  strensrth  of  sixty  thousand 
((J0,000)  to  sixty-eight  thousand  (68,000) 
pounds  per  square  inch,  with' an  elastic  limit 
of  at  least  forty-eight  (4S)  per  cent,  of  the 
ultimate,  and  an  elongation  of  at  least  twen- 
ty-five (25)  per  cent,  in  eight  (8)  inches,  and 
it  must  bend,  cold,  one  hundred  and  eighty 
(180)  degrees  over  a  diameter  equal  to  its 
thickness. 

Phosphor  Bronze. 

IS.  Phosphor  bronze  shall  be  of  the  best 
quality  for  the  purpose  for  which  it  is  to  be 
used.  The  castings  shall  contain  eighty-eight 
1 88)  percent,  of  copper  and  twelve  (12)  per 
cent,  of  phosphorized  tin  ;  the  phosphorized 
tin  to  contain  five  (5)  per  cent,  of  phosphor- 
us. Upon  each  casting  shall  be  cast  suitable 
test  pieces,  which,  in  breaking,  must  show  a 
good  uniform   metal,  and   when   broken   In 
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testing:  machine  shall  show  at  least  forty 
thousand  (40,000)  pounds  ultimate  tensile 
strength. 

BabbU  Metal. 

19.  All  the  babbit  metal  used  shall  have 
the  following  composition:  Fifty  (50)  parts 
tin;  one  (1)  part  copper;  five  (5)  parts  anti- 
mony. 

Counter  Weight, 

20.  The  counter  weight  blocks  may  be  of 
sash  weight,  or  any  other  metal  equally  as 
good.  They  must  be  smooth  and  true  to 
dimensions,  within  one-fourth  i^)  inch,  and 
free  from  cracks  and  blow  holes. 

Live  Litad. 

21.  The  live  load  used  in  calculations 
shall  be  Cooper's  Specifications  for  Steel 
Highway  Bridges  and  Viaducts,  1896  Edition, 
Class  Al. 

WORKMANSHIP. 

Character  of  fVttrk. 

22.  More  than  ordinary  care  must  be  taken 
to  have  all  workmanship  strictly  first-class 
The  bearings  for  all  shafts  must  be  set  to  a 
true  line,  parallel,  and  the  proper  distance 
between  centers.  N«  shimming  will  be  al- 
lowed. All  bolt  holes  for  connection  to  the 
structure  of  any  part  of  the  work  to  be  done 
under  these  specifications  must  be  drilled  in 
the  field,  and  all  bolts  must  be  turned  to  a 
driving  fit.  All  shafting  must  be  turned, 
care  being  taken  to  leave  proper  fillets  at 
points  where  the  diameter  is  reduced.  All 
parts  of  the  machinery  shall  be  so  designed 
as  to  be  readily  removed  and  replaced  by  new 
parts. 

Nut  £jOck8. 
28.    Positive  nut  locks  for  all  bolts  shall  be 
furnished,  subject   to  the  approval  of    the 
Chief  Engineer. 

Oear  Wheel*. 

24.  All  gear  wheels  must  be  bored  to 
closely  fit  their  axles  or  shafts,  and  properly 
keyed  to  the  same.  They  shall  be  of  cast 
steel  as  herein  specified,  and  one  duplicate  of 
each  different  gear  shall  be  furnished  by  the 
Contractor,  if  ordered  by  the  Chief  Engineer, 
at  the  price  per  pound  named  in  the  bids. 

BearingH. 

25,  All  bearings,  unless  otherwise  shown 
on  plans,  shall  be  babbitted.  The  bearings 
for  the  thrust  blocks  shall  be  faced  and  fitted 
tight. 


Oil  Cupft. 

26.  Proper  provision  must  be  made  for  oil- 
ing all  bearings,  using  oil-cups  that  will  be 
acceptable  to  the  Chief  Engineer. 

Irreffularities. 

27.  Any  Irregularities  that  may  occur  in 
the  teeth  of  the  gear  or  rack  castings  must 
be  chipped  to  template. 

Wrenches. 

28.  Suitable  wrenches  to  fit  the  nuts  of  all 
bolts  shall  be  furnished  by  the  Contractor 
without  extra  charge. 

Track  Girders. 

29.  The  web  plates  and  top  flange  plates 
and  angles  of  the  track  girders  must  be  faced 
on  top;  the  cast  steel  track  plate  must  get 
perfect  bearing  on  them.  The  stlflfener  angles 
must  have  perfect  bearing  under  the  flange 
angles.  The  cast  steel  track  plate  must  be 
planed  on  top  between  the  teeth— see  Sheet 
11— E— 15  and  il— E— 16,  and  all  over  the 
bottom  surface  and  the  projecting  teeth  on 
all  four  sides  to  true  width  and  pitch. 

Seomental  Girders.  ' 

80.  The  segmental  girders,  with  their 
track  plates  and  the  several  posts  connecting 
to  them,  must  be  assembled  in  the  shop  and 
all  rivet  holes  reamed  to  proper  size  and  all 
pieces  properly  marked  before  taking  them 
apart.  The  web  plates  of  these  segmental 
girders,  and  the  flange  plates  and  angles  must 
be  faced  to  be  absolutely  true  to  the  circle 
called  for  and  out  of  wind.  The  track  plates 
must  be  faced  on  top,  bottom  and  ends  to 
get  a  perfect  bearing  on  them  an  '  also  pre- 
sent a  true  circular  surface  on  the  outside. 
The  square  holes  in  the  track  plates  which 
engage  with  the  teeth  on  the  track  girders 
must  be  cut  out  to  exact  pitch,  and  the  width 
must  be  such  that  the  lateral  play  is  not 
more  than  }4  inch. 

Cperatf JU7  SCrute. 

81.  The  operating  struts  must  be  perfectly 
true  and  straight  for  their  full  length.  The 
cast  steel  rack  forming  a  part  of  them  must 
be  planed  on  both  sides  and  both  ends  on 
center  top  rib  and  on  the  edges  at  the  sides 
of  the  teeth  to  the  height  of  the  pitch  line 
and  riveted  up  so  that  the  pitch  l<  uniform 
and  the  pitch  line  absolutely  straight.  The 
pin  holes  must  be  bored  exactly  at  right 
angles  with  the  center  lines  of  the  strut  and 
parallel  with  the  center  line  of  the  teeth. 
The  several  pieces  of  rack  must  be  examined 
carefully  and  if  any  difference  is  found  be- 
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tween  them,  those  varyinf  the  same  should 
be  placed  so  in  the  struts  that  they  come  op- 
posite each  other.  The  cast  steel  raclis  must 
all  be  placed  by  measuring  from  the  center  of 
the  pin  and  no  variation  of  more  than  one 
thirty-second  (1-32)  inch  will  be  allowed. 

ELECTRICAL  EQUIPMENT. 

LocHk. 

32.  The  center  lock  shown  on  Sheet  U-C- 
9  consibts  of  a  long  tongue  fastened  between 
the  members  of  each  top  chord  of  Leaf  No.  1 
which  has  one  controller  extending  into  the 
members  of  the  top  chord  of  Leaf  No.  2 
which  has  two  controllers,  and  resting  on  a 
diapliragm  between  the  members  of  Leaf 
No.  2.  It  also  consists  of  a  short  extension 
of  the  members  of  the  top  chord  of  Leaf  No. 
2,  resting  on  braclcets  fastened  to  the  mem- 
bers of  Leaf  No.  1.  In  operating  the  bridge. 
Leaf  No.  2  will  be  lowered  first  to  a  position 
in  which  the  brackets  of  Leaf  No.  1  will  clear 
the  extension  of  Leaf  No.  2  within  a  few  in- 
ches ;  then  leaf  No.  1  will  be  lowered  until 
its  tongue  touches  the  diaphragm  of  Leaf  No. 
2,  after  which  both  leaves  will  come  down  to- 
gether. Indicators  must  be  provided  which 
will  show  the  position  of  each  leaf  during 
operation  to  each  operator,  day  and  nighi. 

For  each  leaf  of  the  bridge  there  shall  be 
two  rear  locks  located  and  attached  as  shown 
on  sheet  ll-D-6.  The  rear  locks  are  applied 
by  gravity  and  opened  by  solenoids,  each 
solenoid  to  have  a  lifting  capacity  of  three 
hundred  (300)  pounds  over  and  above  the 
weight  of  its  iron  core  and  lock,  and  a  stroke 
of  about  six  (6)  inches. 

The  locks  must  he  operated  from  the 
operators^  houses  by  independent  switches, 
permitting  the  operator  to  open  the  locks 
when  the  operating  struts  are  forcing  the 
bridge  down  and  keep  the  locks  open  when 
the  bridge  is  opened.  The  rear  lock  of  Leaf 
No.  1  must  be  fitted  out  with  submarine  elec- 
tric connections  to  be  operated  in  the  manner 
described  above  from  either  of  the  two 
operators*  houses.  Indicators  must  be  pro- 
vided which  show  the  position  of  the  locks  to 
the  operators,  day  and  night,  and  the  posi- 
tion of  the  rear  lock  on  Leaf  No.  1  must  be 
indicated  in  the  same  manner  to  the  operator 
on  the  opposite  side. 

Brakes. 

83.  Each  leaf  of  the  bridge  shall  be  pro- 
vided with  a  band  brake,  the  wheel  of  which 
sbaU  bo  made  of  cast  steel,  the  face  to  be 
turned.     The  brake  band  shall  be  of  steel, 


lined  with  vulcanized  fibre.  The  brake  shall 
be  worked  by  electric  power,  braking  auto- 
matically when  the  current  operating  the 
bridge  is  cut  off.  One  duplicate  band  brake 
shall  be  furnished  by  the  contractor.  An 
auxiliary  hand-lever  band  brake  shall  bo  pro- 
vided for  each  leaf. 

Motors. 

34.  Each  leaf  of  the  bridge  shall  be  oper- 
ated by  one  electric  motor,  located  and  at- 
tached as  shown  on  Sheet  ll-D-6.  These 
motors  shall  be  of  the  railway  type,  series 
wound,  single  reduction,  multipolar,  with 
four  salient  poles,  water-proof,  with  steel 
frame  and  iron-clad  armature;  each  to  have 
a  capacity  of  twenty-five  (25)  H.  P.  at  normal 
speed  and  500  volts,  and  to  be  capable  of 
carrying  an  over-load  of  83^  per  cent  for 
half  an  hour,  or  50  per  cent  for  five  minutes, 
without  injurious  heating.  The  armature 
speed  to  be  not  more  than  600  revolutions  per 
minute  when  tweniy-five  (25)  H.  P.  is  being 
delivered  by  the  motor  at  500  volts.  With 
each  motor  shall  be  furnished  a  cut  pinion 
and  gear  with  a  reduction  of  a1»out  1-3.  A  re- 
movable gear  case  shall  be  furnished  with 
each  motor.  The  motor  gears  shall  be  at- 
tached to  the  three  and  one-half  (3>^)  inch 
driving  shaft,  shown  on  Sheet  ll-D-6.  The 
Contractor  shall  furnish  extra  armature,  field 
coil,  pjnion  and  split  gear,  without  extra 
charge. 

[^mj)8  and  AuxUiary  Motors, 

85.  Two  pumps  and  two  electric  motors 
for  operating  such  pumps  shall  be  furnished 
by  the  Contractor  and  placed  one  en  each  side 
of  the  river.  They  shall  be  of  such  size  and 
capacity  as  to  pump  the  counter- weight  wells^ 
if  filled  With  water,  dry  in  one  hour.  They 
shall  be  of  such  design  and  detail  as  will 
meet  the  approval  of  the  Chief  Engineer  and 
the  Scherzer  Rolling  Lift  Bridge  Company. 

Controllers. 

36.  One  (1)  controller,  to  bj  placed  in 
each  operating  house  to  govern  the  main  oper- 
ating bridge  motors,  shall  be  of  the  reversible 
type,  fitted  with  a  device  fur  blowing  out,  and 
shall  be  capable  of  varying  and  maintaining 
the  speed  of  the  two  (2)  motors  from 
slow  speed  at  the  starting  point  to  a 
maximum  speed  when  full  on,  without 
sparking  and  without  shock  or  jar. 
It  shall  be  of  ample  carrying  capacity 
to  transmit  for  one-half  (^^)  hour 
without  heating  thirty-three  and  one-third 
(33X)  pep  ccQt  above  the  normal  amount  re- 
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quired  by  the  motors  at  full  load,  or  trans- 
mit for  five  (5)  minutes  fifty  (50)  per  cent 
above  the  normal  amount  required  by  the 
motors.  An  additional  controller,  fulfilling^ 
the  same  requirements,  shall  be  provided  and 
placed  in  the  operating  house  on  the  side  of 
the  river  designated  by  the  Chief  Engineer, 
and  so  connected  by  submarine  cables, 
switches,  etc.,  as  to  be  able  to  control  the  leaf 
of  the  bridge  on  the  opposite  side  of  the  river. 
Care  shall  be  tal^en  to  place  the  long  tongue 
of  the  center  loclc  on  the  leaf  of  the  span  op- 
posite this  additional  controller. 

Wiring  and  Cnblen. 

87.  All  wiring  from  the  end  of  the  supply 
wire  on  the  switchboard  in  the  operating 
houses  on  each  side  of  the  river,  shall  be  fur- 
nished by  the  contractor.  All  wiring  between 
the  switchboards,  motors,  signals  and  lights, 
except  the  wiring  within  the  operating 
houses,  shall  he  rubber  covered  and  put  up 
securely  on  porcelain  insulators.  Between 
the  switchboards  in  the  operating  houses  shall 
be  furnished  iron  armored  submarine  cables 
of  sufficient  insulation  and  capacity  to  carry 
safely  the  necessary  current  in  strength  and 
frequency  to  perform  the  various  operations 
of  the  motors,  locks  and  bralces  as  designated 
above.  All  this  work  to  be  subject  to  the  ap- 
proval of  the  Chief  Engineer  and  of  the 
Scherzer  Rolling  Lift  Bridge  Company. 

Ltghta. 

88.  In  each  of  the  operators'  houses  on 
each  side  of  the  river  shall  be  placed  five  (5) 
sixteen  (16)  candle  power  lights,  and  ten  (10) 
additional  lights  with  waterproof  sockets 
shall  be  placed  on  each  side  of  the  river  about 
the  machinery  at  such  points  as  will  be  des- 
ignated by  the  Scherzer  Rolling  Lift  Bridge 
Company. 

Cut^Outs 

89.  An  automatic  circuit  breaker  shall  be 
placed  between  each  feeder  and  the  switch- 
board. Each  submarine  cable,  each  line  to 
motors,  each  line  to  solenoids,  and  each 
lighting  circuit  shall  be  protected  by  suita- 
ble cut-outs,  adapted  to  five  hundred  (500) 
volts  and  the  load  of  the  motor. 

Switches  and  Boards. 

40.  Suitable  switches  shall  be  provided  for 
each  motor  circuit  and  for  each  supply 
wire.  The  switches  to  be  of  ample  carrying 
capacity  for  their  respective  loads,  and  to  be 
be  mounted  on  a  suitable  switchboard,  which 


shall  be  placed  in  a  convenient  ^esition  in 
each  bperator-s  house. 

Ocneral, 

41  All  switches,  cut-outs  and  buttons  shall 
be  suitably  named  and  labeled,  as  directed, 
indicating  their  office,  A  voltmeter,  equal  to 
the  Weston  in  quality,  shall  be  placed  in  each 
operators'  house  on  the  switchboard.  The 
Contractor  shall  also  provide  and  place  on 
each  switchboard,  one  (1)  ammeter  reading 
to  one  hundred  and  fifty  (150)  amperes,  and 
one  (1)  fifty  thousand  (50,000)  ohm  magneto 
testing  l>ell. 

OpGraUirh*  Hrmflet,  Stairvxiys^  Etc. 

42.  On  each  side  of  the  river,  located  as 
shown  on  general  plan,  sheet  ll-B-8,  shall  be 
built  and  secured  in  place  an  operators' 
house,  to  be  of  such  general  dimensions  and 
appearance  as  shown  on  Plan  ll-C-17.  All 
stairways  and  walks  of  wood  from  the  op- 
erating house  to  the  machinery,  and  from  the 
machinery  to  the  ground  shall  be  provided 
and  placed  subject  to  the  approval  of  the 
Chief  Engineer  and  of  the  Schorzer  Rolling 
Lift  Bridge  Company. 

Patterns. 

43.  All  patterns  for  castings  shall  bo  the 
property  of  the  City  of  Chicago,  and  shall  be 
delivered  by  the  Contractor  where  directed 
by  the  Chief  Engineer. 

Extra  Inspection, 

44.  Should  the  preparation  of  the  material 
for  this  structure  be  widely  distributed,  or 
should  unneccessary  delays  in  getting  out  the 
same,  or  delay  in  the  required  date  of  final 
completion  occur,  the  cost  of  extra  inspection 
shall  be  borne  by  the  Contractor;  the  Chief 
Engineer  being  sole  judge  of  what  is  deemed 
extra  inspection. 

Maintenance. 

45.  The  Contractor  will  be  required  to 
maintain  the  work  for  a  period  of  twelve  (12) 
months  after  the  same  shall  have  been  com- 
pleted to  the  satisfaction  of  the  Chief  Engi- 
neer; keeping  the  same  in  perfect  repair  dur- 
ing that  time  against  all  damages  of  wear 
and  tear  due  to  imperfect  material  or  faulty 
workmanship  which  may  be  discovered  under 
the  legitimate  use  or  operation  of  the  bridge. 
He  shall  be  required  to  execute  a  bond  in  the 
sum  of  fifteen  thousand  ($15,000)  dollars  for 
the  faithful  performance  of  this  before  re- 
ceiving a  final  payment  of  his  contract. 
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Duplicate  Castinga. 
4<5.    The   Contractor    must    furnish    such 
duplicates  of  the  finished  casting^s,  as  directed 
by    the  Chief   Engineer,    at  the  price    per 
pound  named  in  the  bids. 

Painting. 

47.  All  of  the  iron  worl<  before  leavinjr 
the  shops  shall  receive  one  £^ood  coat  of 
boiled  oil  well  rubbed  in  and  surplus  oil 
taken  off. 

In  the  riveted  work,  the  surfaces  cominj? 
in  contact  shall  be  painted  with  two  coats  of 
red  lead  paint.  Bottom  of  bed  plates,  bear- 
ing plates  and  any  parts  which  are  not  ac- 
cessible for  painting  after  erection,  shall 
have  two  (2)  coats  of  paint  of  the  same 
brand. 

After  the  structures  are  erected,  the  iron 
work  shall  be  thoroughly  and  evenly  painted 
with  two  (2)  additional  coats  of  red  lead 
paint.  The  first  coat  to  be  pure  red  lead 
(ground  dry)  and  raw  linseed  oil,  in  propor- 
tions thirty-three  (38)  pounds  of  red  lead  to 
one  (1)  gallon  of  oil.  The  second  coat  shall 
be  In  proportions  of  thirty-three  (S3)  pounds 
of  red  lead  to  one  (I)  gallon  of  oil  and  one 
(1)  pound  of  best  lamp  black  to  each  six  (6) 
gallons  of  oil  used. 

Paint  must  be  delivered  at  the  bridge  site 
at  least  ten  (10)  days  in  advance  of  the  time 
it  is  to  be  used,  and  samples  must  be  submit- 
ted to  the  Engineer  for  approval  as  to  quality 
and  color.  i 

No  painting  will  be  permitted  to  be  done 
n  wet  or  freezing  weather.  In  case  any 
paint  is  washed  off  before  becon^ng  dry,  the 
work  must  be  repainted  to  the  satisfaction  of 
the  Chief  Engineer,  at  the  Contractor's  ex- 
pense. 

All  turned  or  planed  surfaces  must  re- 
ceive a  coat  of  white  lead  and  tallow  before 
leaving  the  works. 

Camber. 

48.  The  trusses  of  the  bridge  shall  be 
given  such  a  camber  that,  under  the  full  live- 
load,  the  floor  of  the  bridge  will  be  perfectly 
level. 

Name  Plates. 

49.  Two  (3)  name  plates  sixteen  by  twenty- 
six  (16x26)  inches  shall  be  furnished  by  the 
Contractor.  These  plates  shall  bear  the  fol- 
lowing Inscription:  ''Invented  by  William 
Scherzer,  C.  E.  Patented,  December  26th, 
1893.  Designed  by  the  Scherzer  Rolling  Lift 
Bridge  Company,  Chicago,  Illinois."    Two 


(2)  additional  plates  shall  be  inscribed  as  di- 
rected by  the  Chief  Engineer.  All  plaies  to 
be  placed  on  the  structure  as  directed  by  the 
Chief  Engineer, 

Shipping, 

50.  All  parts  shall  be  carefully  loaded  so 
as  to  avoid  injury  in  transportation  and  shall 
be  at  the  Contractor's  risk  until  erected  and 
ready  for  traflic.  All  screw  ends  shall  be 
wrapped  with  twine  before  shipment.  All 
pins  and  small  parts  must  be  securely  boxed 
and  the  boxes  plainly  marked.  The  weights 
of  large  pieces  must  be  marked  on  them. 
The  invoices  shall  state  the  contents  of  each 
box  and  the  weight  and  description  of  each 
piece  that  is  not  boxed,  and  three  copies  of 
each  invoice  shall  be  furnished  the  Sanitary 
District  of  Chicago. 

Erection. 

51.  The  Contractor  shall  furnish  all  stag- 
ing and  false  work,  shall  erect  and  adjust  all 
the  metal  work,  shall  furnish  and  put  in 
place  all  floor  timbers,  timber  guards,  and 
place  and  secure  in  place  all  masonry  bolts. , 
The  Contractor  shall  so  conduct  all  his  opera- 
tions as  not  to  impede  the  operations  of  the 
railroads  or  interfere  with  the  work  of  other 
contractors,  or  close  any  thoroughfare  by 
land  or  water,  except  by  written  consent  of 
the  Chief  Engineer.  The  Contractor  shall 
assume  all  risks  of  accidents  to  men  or  ma- 
terial prior  to  the  acceptance  of  the  finished 
structure.  The  Contractor  must  also  remove 
all  false  work, piling  and  other  ob6tructions,or 
unsightly  material  produced  by  his  opera- 
tions. 

Final  Acee^ttance. 

52.  Any  material  or  workmanship  which 
does  not  satisfy  the  requirements  of  these 
specifications  may  be  rejected  by  the  Chief 
Engineer  of  the  Sanitary  District,  the  Com- 
missioner of  Public  Works  or  by  the  Scherzer 
Rolling  Lift  Bridge  Company  at  any  time  be- 
fore the  final  acceptance  of  the  work,  and  the 
Contractor  shall  make  good  all  deficiencies  at 
his  own  cost.  The  fact  that  the  authorized 
inspectors  have  accepted  said  material  or 
workmanship  shall  not  make  the  Sanitary 
District  liable  for  extra  cost  above  that  spec- 
ified in  the  contract  for  replacing  same  with 
material  or  workmanship  accepted  by  the 
Chief  Engineer  on  final  acceptance. 

GBNEKA.L  CONDITIONS. 

Changes  in  PUms. 

53.  The  amount  of  masonry   figured  from 
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the  plans  Is  approximate,  and  the  Sanitary 
District  reserves  the  right  to  malce  altera- 
tions in  the  line,  grrade,  plan,  form  or  dimen- 
sions of  the  worlc  herein  provided  for,  either 
before  or  after  beginning  the  construction 
thereof;  provided,  that  if  alterations  are 
made  the  general  character  of  the  work  as  a 
whole  is  not  changed  thereby.  If  such  alter- 
ations diminish  the  quantity  of  work  to  be 
done,  they  shall  not  constitute  a  claim  for 
damages  nor  for  anticipated  profits  on  the 
work  that  may  bo  dispensed  with;  if  they  in- 
crease the  amount  of  work,  such  increase 
shall  be  paid  for  according  to  the  quantity  of 
work  actually  done,  and  at  prices  and  rates 
established  for  such  work  under  this  con- 
tract. Notice  of  change  of  plan  must  be 
given  to  the  Contractor  In  writing,  and  it  is 
expressly  agreed  that  no  alterations  or  addi- 
tions or  extra  work  are  to  be  paid  for  unless 
directed  In  writing. 

Extra  Work. 

54.  All  claims  for  extra  lal)or  or  material 
■  furnished  by  the  Contractor,  or  for  damages 
from  any  cause  whatever,  must  be  reported 
to  the  Engineer  at  the  time  such  labor  or  ma- 
terial is  furnished  or  such  damages  occur, 
and  they  must  also  be  presented  to  him  In 
writing  at  the  end  of  the  month;  provided, 
that  nothing  shall  be  paid  for  as  extra  work 
that  can  be  classified  under  any  of  the  heads 
upon  which  prices  are  fixed  by  this  contract. 
Whenever  work  is  required  to  be  done  which 
is  not  now  contemplated  or  covered  by  the 
prices  hereinafter  given,  the  Committee  on 
Engineering  shall  fix  such  prices  for  the  work 
as  they  shall  consider  just  and  equitable,  and 
the  Contractor  shall  abide  by  such  prices, 
provided  he  enters  upon  such  work  with  a 
full  knowledge  of  the  prices  so  fixed  by  the 
said  Committee;  but  If  the  contractor  de- 
clines executing  said  work  at  the  prices  fixed 
by  said  Committee,  then  the  Sanitary  District 
may  enter  into  contract  with  any  person  or 
persO'  s  for  its  execution  the  same  as  if  this 
contract  had  never  existed;  and  if  extra  work 
or  work  not  provided  for  in  this  contract,  is 
performed  by  the  Contractor  before  prices 
have  been  fixed  for  such  work,  then  the  En- 
gineer shall  estimate  the  same  at  such  prices 
as  he  shall  deem  just  and  reasonable,  and  his 
decision  shall  be  final,  and  the  said  Con- 
tractor shall  accept  such  prices  in  full  satis- 
faction of  all  demands  against  the  Sanitary 
District  for  said  extra  work;  provided,  that, 
if  the  extra  work  done  under  this  contract  is 


of  such  a  nature,  t)eing  distinct  from  other 
work  being  done  by  said  Contractor,  that  the 
actual  cost  of  the  same  can  be  determined, 
then  the  said  contractor  shall  receive,  and 
the  Sanitary  District  shall  pay.  In  full  satis- 
faction for  the  same,  the  actual  cost  of  the 
work  with  fifteen  (15)  per  cent  added.  Pro- 
vided, further,  that  nothing  shall  be  deemed 
extra  work  which  can  be  measured  or  esti- 
mated under  the  provisions  of  this  contract. 

HetpimalbUUv  of  Coutraetf'r, 

55.  It  is  further  agreed  that  in  all  cases  of 
question  or  dispute  arising  or  growing  out  of 
this  contract  in  any  way  regarding  the  cost 
or  value  of  extras,  variations,  allowances,  de- 
ductions, or  the  amount  of  damages  in  any 
manner  growing  out  of  the  violation  of  this 
contract,  the  decision  of  the  Engineer  shall 
be  final  and  binding  on  both  parties  hereto. 
All  work  provided  for  In  this  contract  Is  to 
be  done  under  the  direction  and  supervision 
of  the  Chief  Engineer  and  his  properly  au- 
thorized agents.  The  Contractor  Is  to  be 
guided  by  the  lines,  stakes,  marks  and  grades 
given  by  them,  and  is  to  carefully  preserve 
the  same  as  far  as  possible  during  the  prog- 
ress of  the  work,  and  Is  to  furnish  all  needed 
facilities,  without  charge  therefor,  to  enable 
the  Engineer  to  properly  give  lines  and 
grades  and  to  measure  the  work  from  time 
to  time.  All  work  will  be  subject  to  Inspec- 
tion by  the  said  Engineer  and  his  said  agents, 
and  if  not  in  accordance  with  the  requlret^ients 
of  this  contract,  is  to  be  made  good  by  the 
Contractor.  The  Contractor  will  be  respon- 
sible for  the  entire  work  until  completed  and 
accepted  by  the  Sanitary  District.  The  Con- 
tractor will  be  required  to  give  his  personal 
attention  to  the  fulfillment  of  this  contract 
and  to  the  execution  of  the  work.  He  Is  to  keep 
the  same  under  his  control,  and  will  not  be 
allowed  to  sublet  all  or  any  part  of  it;  it 
being  distinctly  understood  and  agreed  that 
the  subletting  of  the  work  covered  by  this 
contract,  or  any  part  thereof,  shall,  after 
thirty  (30)  days*  notice,  work  a  forfeiture  of 
the  contract,  at  the  option  of  the  Sanitary 
District. 

The  Contractor  shall  conform  to  all  the  or- 
dinances of  the  City  of  Chicago  and  the  reg- 
ulations imposed  by  the  United  States  Gov- 
ernment in  any  manner  affecting  this  work, 
and  he  will  release  the  Sanitary  District  of 
Chicago  from  all  responsibility  for  loss  or 
damage  occasioned  by  delays  or  inconven- 
iences due  to  the  navigation  of  the  river  by 
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Teasels  of  any  sort  or  description  or  for  other 
causes  not  now  foreseen. 

The  contractor  will  not  be  allowed  to  as- 
sign, by  power  of  attorney  or  otherwise,  any 
portion  of  the  moneys  that  may  become  due 
through  the  workings  of  this  contract.  In 
case  the  Contractor  fails  to  comply  with  the 
provisions  of  this  contract  as  to  progress  and 
character  of  work,  be  shall  be  duly  notified 
in  writing,  and  thirty  (80)  days  after  the  giv- 
ing of  said  notice,  the  party  of  the  first  part 
may  declare  this  contract  forfeited,  if  there 
is  a  substantial* failure  to  comply  with  its 
provisions. 

TocHb. 

56.  The  contractor  is  to  furnish  all  the 
tools  of  every  description,  including,  pumps, 
cars  and  tracks,  boats,  barges  and  tugs  neces- 
sary to  the  full  and  complete  carrying  out  of 
this  contract,  and  on  completion  of  the  work« 
is  to  remove  all  tools,  buildings  and  material 
of  all  kinds  from  the  site  of  the  bridge. 

Frecavlions. 

57.  Whatever  precautions  may  t>e  neces- 
sary to  render  any  portion  of  the  work  more 
secure  in  any  respect,  or  to  decrease  the  lia- 
bility of  accident  from  any  cause,  or  to  avoid 
contingencies  which  are  liable  to  delay  the 
completlou  of  the  work,  shall  be  taken  by 
the  Contractor. 

Worltmen. 

58.  The  Contractor  shall  employ  competent 
foremen  and  laborers,  and  shall  discharge,  at 
the  request  of  the  Engineer,  any  incompetent 
or  unfaithful  men  in  his  employ.  None  but 
men  expert  in  their  respective  branches  of 
work  will  be  employed  where  special  skill  Is 
required,  and  in  the  employment  of  men  pref- 
erence shall  be  given  to  union  laborers.  It 
is  especially  understood  and  agreed  that 
eight  (8)  hours  shall  constitute  a  day's  work, 
and  that  no  workman  shall  be  employed  or 
required  to  work  more  than  eight  (8)  hours 
out  of  any  twenty-four  (24)  hours,  and  no 
work  in  excess  of  that  time  shall  be  allowed. 
In  tlie  event  of  any  violation  of  the  above 
eight  (8)  hour  provision,  it  is  agreed  hereby 
that  the  said  District  shall,  and  that  it  is  duly 
authorized  to  retain  from  any  money  due,  or 
to  become  due,  at  any  time  from  it  to  the 
second  party,  as  liquidated  damages,  the  sum 
of  five  (5)  dollars  per  hour  for  each  hour  that 
any  employe  shall  be  required  to  work  in  ex- 
cess of  eight  (8)  hours  per  day,  pursuant  to 
the  terms  and  conditions  of  the  ordinance 
adopted  June  23, 1897,  attathed  hereto. 


PatenU. 

59.  It  is  further  agreed  that  the  second 
party  shall  indemnify,  keep  and  save  harm- 
less said  first  party  from  all  liabilities,  judg- 
ment 8,cost8,damages  and  expenses  which  may 
in  any  wise  come  against  said  first  party,  or 
which  may  result  on  account  of  any  Infringe- 
ment of  any  patent  by  means  of  the  use  of 
any  materials,  machinery,  device  or  appar- 
atus used  in  the  performance  of  this  con- 
tract, or  of  designs  furnished  by  second 
party  and  accepted  by  the  Sanitary  District, 
except  the  patents  owned  by  the  Scherzer 
Rolling  Lift  Bridge  Company,  and  in  the 
event  of  any  claim  or  suit  or  action  at  law  or 
equity  of  any  kind  whatsoever  being  made  or 
brought  against  said  first  party,  then  first 
party  shall  have  the  right  to  retain  a  suf- 
ficient amount  of  money  in  the  same  manner 
and  upon  the  same  conditions  as  hereinafter 
in  the  next  following  clause  of  this  contract 
provided. 

Damaoen, 

60.  If  any  damage  shall  be  done  by  the 
Contractor  or  by  any  person  or  persons  in  his 
employ  to  the  owner  or  ocoupants  of  land,  or 
to  any  property  adjoining  or  in  the  vicinity 
of  the  work  herein  contracted  to  be  done,  or 
to  a  neighboring  contractor,  the  Engineer 
shall  have  the  right  to  estimate  the  amount 
of  said  damage,  and  to  cause  the  Sanitary 
District  to  pay  the  same  to  the  said  owner  or 
occupant,  and  the  amount  so  paid  for  said 
damages  shall  be  deducted  from  the  money 
due  said  Contractor,  under  said  contract. 
Said  Contractor  covenants  and  agrees  to  pay 
all  damages  for  any  personal  injury  sus- 
tained by  any  person  growing  out  of  any  act 
or  doing  of  himself,  or  his  employes,  that  is 
In  the  nature  of  a  legal  liability,  and  he 
hereby  agrees  to  indemnify  and  to  save  the 
Sanitary  District  harmless  against  all  suits  or 
actions  of  every  name  and  description 
brought  against  the  said  Sanitary  District  for, 
or  on  account  of,  any  such  injuries,  or  such 
damages  received  or  sustained  by  any  person 
or  persons,  by  or  from  said  Contractor,  his 
servants,  agents  or  employes,  in  the  execu- 
tion of  said  work ;  or  by  or  in  consequence  of 
any  negligence  in  guarding  the  same;  or  by 
or  on  account  of  any  omission  or  act  of  said 
Contractor,  his  agents  or  employes;  and  the 
said  Contractor  further  agrees  that  so  much  of 
the  money  due  to  him  under  and  by  virtue  of 
this  contract,  as  shall  be  considered  neces- 
sary by  the  Board  of  Trustees  of  the  Sanitary 
District,  may  be  retained  by  the  said  Sani- 
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tary  District   until   such    suit  or  claim  for 
damages,    as    aforesaid,    shall     have    been 
settled,  and  evidenee  to  that  effect  furnished 
to  the  satisfaction  of  the  said  Board  of  Trus 
tees. 

Time. 

61.  The  Contractor  ajrrees  to  be^rin  the 
work  covered  by  this  contract  within  fifteen 
(15)  days  after  said  contract  shall  have  been 
executed,  and  to  prosecute  the  buildini?  of 
the  structure  herein  provided  for  so  as  to 
complete  the  same  on  or  before  October  1, 
1899. 

Prices. 

62.  In  consideration  of  the  said  work 
being  carried  on  and  completed  in  the  time 
and  manner  as  hereinbefore  specified,  the 
said  party  of  the  first  part  agrees  to  pay  to 
the  said  party  of  the  seconci  part  the  follow- 
ing amounts,  and  the  said  party  of  the  second 
Dart  agrees  to  receive  and  accept  tbr  same  as 
full  compensation  for  the  performance  of  the 
work,  including  the  furnishing  of  the  ma- 
terials, tools,  labor,  etc.,  to-wit ; 

(a)  For  each  citbic  yard  of  excavation, 
price  to  include  all  necessary  refilling,  fifty- 
five  hundredths  dollars  ($.65). 

(b)  For  sheet  piling,  bracing  and  dock  to 
be  replaced,  per  one  thousand  (1,000)  feet  B. 
M.,  (price  named  to  cover  all  spikes,  bolts  or 
other  iron  to  be  used  in  constructing  same), 
as  per*terms  of  this  contract,the  sum  of  forty 
dollars  (140). 

(c)  For  timber  in  foundations  and  pier 
protections,  per  one  thousand  (1,000)  feet,  B. 
M.,  (price  named  to  cover  all  spikes,  bolts  or 
other  iron  to  be  used  {n  constructing  same), 
as  per  terms  of  this  contract,  the  sum  of  fifty 
dollars  (150). 

(d)  For  piles  delivered  at  the  site  of  the 
work,  as  specified,  per  lineal  foot,  the  sum  of 
twenty  hundredths  dollars  (1.20) . 

(e)  For  piles  driven  in  foundations,  as 
specified,  per  lineal  foot,  the  sum  of  thirty- 
three  hundredths  dollars  ($.88). 

(/)  For  piles  driven  in  protection,  as 
specified,  per  lineal  foot,  the  sum  of  thirty 
hundredths  dollars  ($.30). 

(g)  For  each  cubic  yard  of  natural  cement 
concrete,  as  specified,  the  sum  of  four  and 
forty  hundredths  dollars  ($4.40). 

(h)  For  each  cubic  yard  of  Portland 
cement  concrete,  as  specified,  the  sum  of  six 
and  sixty  hundredths  dollars  ($6.60.) 


(0  For  each  cubic  yard  of  completed 
masonry,  per  the  terms  of  this  contract,  the 
sum  of  fifteen  and  forty  hundredths  dollars 
($15.40.) 

{k)  For  the  superstructure  complete,  in- 
cluding operating  machinery,  locks,  electrical 
equipment,  houses,  etc.,  for  operating  this 
bridge,  as  specified,  and  all  iron  and  steel  in 
the  substructure,  as  specified,  the  sum  of 
fifty-two  thousand  dollars  ($5@,000). 

(0  For  extra  medium  or  soft  steel  erected 
in  place,  the  sum  of  six  cents  (6c )  per  pound. 

(m)  For  extra  iron  castings  erected  in 
place,  the  sum  of  ten  cents  (10c )  per  pound. 

(n)  For  extra  cast  steel  in  track  plates, 
erected  in  place,  the  sum  of  ten  cents  (10c) 
per  pound. 

(o)  For  extra  steel  castings  and  all  other 
steel  for  machinery,  erected  in  place,  the  sum 
of  ten  cents  (10c)  per  pound. 

(p)  For  extra  phosphor  bronze,  erected  in 
place,  the  sum  of  fifty  cents  (50c)  per  pound. 

(q)  For  extra  counter-weight  block  cast- 
ings, erected  in  place,  the  sum  of  two  cents 
(2c)  per  pound. 

(r)  For  the  removal  of  the  present  abut- 
ments, protections,  piers,  doeks  and  viaducts, 
as  specified,  the  sum  of  twenty-two  hundred 
dollars  ($2,200). 

The  prices  proposed  must  include  all  royal- 
ties for  patents  or  patented  material  and  ap- 
pliances used  in  the  construction  of  the  work 
described  in  the  specifications  and  agree- 
ments ;  and  before  final  payment  is  made  the 
Contractor  shall  furnish  a  satisfactory  guar- 
antee against  all  claims;  provided,  however, 
this  does  not  apply  to  the  patented  design  of 
the  bridge  of  the  Scherzer  Rolling  Lift  Bridge 
Company,  the  right  to  use  the  same  having 
been  purchased  by  the  Sanitary  District. 

Time  and  Manner  of  Payment. 

68.  It  is  agreed  by  the  party  of  the  first 
part  that  on  or  before  the  lOtb  and  25th  days 
of  each  month  during  the  progress  of  the 
work  and  subject  to  the  provisions  hereinbe- 
fore specified  under  the  head  of  *'Tmie,"  pay- 
ment will  be  made  to  the  said  party  of  the 
second  part  to  the  amount  of  eighty-seven 
and  one-half  (87)^)  per  cent  of  the  contract 
price  of  the  sub-structure  of  the  approximate 
amount  of  work  done  during  the  previous 
half  month,  upon  written  certificate  from  the 
Engineer  that  such  approximate  amount  of 
work  has  been  done  during  that  period; 
twelve  and  one-half  (12X)  per  cent  being  re- 
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served  until  tbe  completion  and  acceptance 
of  the  wh«le  work.  It  is  agreed  by  the  party 
of  the  first  part  that  when  tht  entire  iron 
work  shall  have  been  delivered  at  the  site  of 
erection,  payment  shall  be  made  by  the  party 
of  the  second  part  to  the  amount  of  sixty 
(60)  per  cent  of  the  contract  price  of  the  su- 
perstructure, upon  written  certificate  from 
the  Engineer  that  such  approximate  amount 
of  work  has  been  done.  The  remaining  forty 
(40)  per  cent  to  be  paid  within  thirty  (30) 
days  after  the  completion  of  the  work  and  its 
acceptance  by  the  party  of  the  first  part. 

CertiJUiaU. 

64.  Upon  the  completion  of  the  sub- 
structure in  accordance  with  the  specifica- 
tions and  contract,  to  the  full  satisfaction  of 
the  Chief  Engineer,  and  upon  the  inspection 
of  same  and  the  issuance  of  the  final  certifi- 
cate by  the  Chief  Engineer,  the  said  party  of 
the  first  part  agrees  to  pay  to  the  said  party 
of  the  second  part  the  amounts  shown  to  be 
due  to  said  second  party  by  the  said  certifi- 
cate of  said  Chief  Engineer,  including  the 
twelve  and  qne-half  (12}4)  per  cent  reserved. 
Upon  the  completion  of  the  superstructure  in 
accordance  with  the  specifications  and  con- 
tract, to  the  full  satisfact  on  of  tht  Chief  En- 
gineer, and  upon  the  Inspection  of  same  and 
the  issuance  of  the  final  certificate  by  the 
Chief  Engineer,  the  said  party  of  the  first 
part  agrees  to  pay  to  the  said  party  of  the 
second  part  the  amount  shown  to  be  due  to* 
the  said  party  of  the  second  part  by  the  said 
certificate  of  the  said  Chief  Engineer. 

Failure  to  Complete. 

65.  It  is  further  agreed  by  the  said  party 
of  the  second  part  that,  if  the  work  to  be 
done  under  this  contract  on  the  substructure 
shall  be  abandoned,  or  if  it  shall  be  assigned 
by  him,  or  if  he  loses  control  of  the  work 
from  any  cause,  excepting  acts  of  God  and 
the  public  enemy,  or  if  the  rate  of  progress  is 
not  such  as  to  insure  its  completion  within 
the  time  specified,  or  if  at  any  time  the  En- 
gineer shall  be  of  the  opinion,  and  shall  so 
certify  in  writing  to  the  said  party  of  the  first 
part,  that  said  work,  or  any  part  thereof,  is 
unnecessarily  and  unreasonably  delayed,  or 
that  the  Contractor  is  willfully  and  persist- 
ently violating  any  of  the  conditions  or  cov- 
enants of  this  contract,  or  is  not  fulfilling 
said  contract  in  good  faith,  the  said  party  of 
the  first  part  shall  have  the  power  to  notify 
the  said  Contractor  to  discontinue  all  work, 
or  any  part  thereof,  as  may  be  designated  by 


the  said  party  of  the  first  part,  and  the  said 
party  of  the  first  part  shall  thereupon  have 
the  power  either  to  complete  said  work  by 
contract  or  to  employ  such  men  and  teams 
and  obtain  such  machinery,   implements  and 
tools,  and  to  purchase  such  material  as  the 
said  Engineer  may  ^eem  necessary  to  com- 
plete the  work  herein  described,  or  any  part 
thereof.    Aad,   in  so  doing,   said    Engineer 
may  use  such  tools,  implements  and  materials 
as  may  be  found  upon  the  line  of  said  work. 
The  cost  of  doing  such  work  by  the  said  En- 
gineer shall  be  charged  to  the  said  Contractor, 
and  the  expense  so  charged  shall  be  deducted 
and  paid  by  the  said  party  of  the  first  part 
out  of  such  moneys  as  may  be  due,  or  may  at 
any  time  thereafter  Ijecorae  due  to  said  Con- 
tractor, under  and  by  virtue  of  this  contract, 
or  any   part  thereof,  so  far  as  the  same  shall 
sufiSce  therefor;  and  the  balance,  if  any, shall 
be   paid    by    said    Contractor   on    demand. 
Should  there  be  a  failure  by  the  second  party 
to  dieliver  said  iron  work  of  the  character 
and  strength  herein  provided  for  at  the  time 
herein  specified,  or  if,  after  delivery  of  same 
as  herein  provided,  said  Contractor  should 
fail  financially,  either  before  or  after  having 
Ijeen  paid  the  sixty  (60)  per  cent  of  the  con- 
tract price  as  hereinbefore  provided,  and  be 
unable  to  carry  out  said  contract  and  com- 
plete said  work,   then,  in  that  case,  the  said 
party  of  the  first  part  shall  have  the  power  to 
complete  said  work  by  contract  or  otherwise, 
at  its  discretion,  and  charge  up  the  cost  of  so 
completing  the  said  work  to  said  Contractor. 
Should  the  amount  remaining  unpaid  of  the 
contract  price  not  suffice  therefor,   then   said 
Contractor  and  his  bondsmen   shall  be  held 
liable  for  tbe  deficiency.      If  at  any  time  dur- 
ing the  progress  of  said  work,  the  said  Con- 
tractor shall  fall  or  neglect  to  pay   for  labor 
performed  or  material  furnished  upon  said 
work  for  ten  (10)  days  after  it  shall  have  be- 
come due,  then  the  party  of  the  first  part 
shall  have  power  to  pay  for  such  labor  or  for 
materials,   tools,   explosives,   machinery,  ap- 
pliances, fuel,  provisions  or  supplies  of  any 
sort  or  kind  used  or  consumed  in,  upon  or  on 
account  of  the  work  covered  by  this  contract; 
the  party  of  the  first   part  shall   have  the 
power  to  pay  for  such  labor  or  materials,   ex- 
plosives, machinery,  appliances,    fuel,   provi- 
sions or  supplies  of  whatsoever  sort  or  kind, 
out  of  moneys  that  may  be  due  to  said  Con- 
tractor, and  said  amount  so  paid   shall  be  re- 
tained out  of  any   money  due  or  to  becom- 
due  to  said  Contractor.     In  any  such  case  the 
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partv  of  the  first  part  Is  hereby  authorized 
and  empowered  by  the  party  of  the  second 
part  to  ascertain  by  its  Engineer  the  amounts 
due  or  owing  from  said  Contractor  to  any 
laborer  or  laborers,  or  to  any  person  or  per- 
sons, for  materials,  tools,  explosives,  machin- 
ery, appliances,  fuel,  provisions  or  supplies 
of  any  sort  or  kind  consumed  upon,  in  or  on 
account  of  the  work  covered  by  this  contract 
in  such  manner  and  upon  such  proofs  as  the 
said  Engineer  may  deem  sufficient. 

CaniracU^r's  Bond. 

66.  The  Contractor  shall  furnish  a  bond  in 
the  sum  of  fifteen  tbousand  ($15,000)  dollars 
for  the  substructure  and  superstructure  of 
this  bridge,  with  good  and  sufficient  sureties, 
the  same  to  be  satisfactory  to  the  Board  of 
Trustees  of  the  Sanitary  District,  conditioned 
upon  the  faithful  performance  of  all  the 
terms  and  conditions  of  this  contract;  and 
should  the  sureties  on  said  bond  at  any  time 
fail  financially,  or  be,  in  the  opinion  of  Ihe 
said  Board  of  Trustees,  insufficient  security 
for  the  penalty  of  said  bond,  then,  in  that 
case,  they  may,  on  giving  ten  (10)  days 
notice  thereof  In  writing,  require  said  Con- 
tractor to  furnish  a  new  and  additional  bond 
In  the  place  of  the  bond  so  having  become  in- 
sufficient or  worthless. 

Final  Payment. 

67.  The  said  party  of  the  second  part  further 
agrees  that  he  shall  not  be  entitled  to  demand 
or  receive  final  payment  for  any  portion  of 
the  aforesaid  work  or  materials  except  in  the 
manner  set  forth  in  this  agreement,  nor  until 
all  of  the  stipuiations  hereinbefore  mentioned 
are  complied  with,  and  the  said  Chief  En- 
gineer shall  have  given  his  certificate  to  that 
effect;  whereupon  the  said  party  of  the  first 
part  win,  at  the  expiration  of  thirty  (30) 
days  after  such  completion  and  delivery  of 
such  certificate,  pay,  and  It  hereby  binds  it- 
self to  pay,  the  said  party  of  the  second  part, 
in  cash,  the  whole  amount  of  money  accruing 
to  said  party  under  this  contract,  excepting 
such  sum  or  sums  of  money  as  may  be  law- 
fully retained  under  any  of  the  provisions  of 
this  contract  hereinbefore  set  forth.  Pro- 
vided, that  nothing  herein  contained  shall  be 
construed  to  affect  the  right  hereby  reserved 
of  the  said  party  of  the  first  part  to  reject 
the  whole,  or  any  portion,  of  the  aforesaid 
work  should  the  said  certificate  be  found  to 
be  inconsistent  with  the  terms  of  this  agree 
ment  or  otherwise  improperly  given. 

In   wnNESs   whereof,    on   the  day  and 


year  first  above  written,  the  said  Sanitary 
District  of  Chicago  has  caused  this  agree- 
ment to  be  signed  by  its  President  and  at- 
tested by  its  Clerk,  and  its  corporate  seal  to 
be  hereto  affixed,  and  the  said  party  of  the 
second  part  has  hereunto  set  our  hands 
and  seals 

TJie  Sanitary  DUtrict  of  Chicago. 

By 


President. 


Attest  : 


[SBALJ  Clerk. 

(Signed) 

Chicago  Bridge  &  Iron  Co. 

[sBALj  Horace  E.  Horton, 

President. 

[seal]  Henry  W.  Wilder, 

Secretary. 

All  interlineations  and  erasures  were  made 
before  signatures. 

Chicago  Bridge  <fc  Iron  Co. 

H.  E.  H., 

Pi.'' 

REPORT   IN   REFERENCE  TO  COMPLETION 

•    OP    CONTRACTS     FOR    SUB8TRUCTURES 

FOR  THE  LOCKPORT  HIGHWAY  BRIDGE 

AND  WIRE  MILLS  ROAD  BRIDGE   CROSS 

ING  RTVER  DIVERSION  ON  SECTION  16. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to 
and  accompanied  by  the  final  certificates 
of  the  Chief  Engineer  as  to  the  comple- 
tion of  the  contract  with  Messrs.  Griffiths 
&  McDermott  for  the  substructure  of 
the  Lockport  Highway  Bridge  crossing 
River  Diversion  on  Section  16,  and  with 
Messrs.  Hayes  Bros,  for  the  substructure 
of  the  Wire  Mills  Road  Bridge  crossing 
River  Diversion  on  Section  16,  the  re- 
port recommending  that  the  President 
and  Clerk  of  the  District  be  authorized 
to  make  final  payment  to  said  Griffiths 
&  McDermott  in  the  sum  of  $743.24  and 
to  the  said  Hayes  Bros,  in  the  sum  of 
1773.91,  under  conditions  and  stipula- 
tions as  set  forth  in  the  report. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 
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On  roll  call  the  vote  stood:  Yeaa— 
Messrs.  Boldenweck,  Carter,  Eckart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter — eight    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

'•Chicago.  May  10,  1899. 

7b  iJve  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  (Jhicago:   . 

Qbntlehbn — The  Committee  on  En- 
gineering, to  which  was  referred,  at  the 
meeting  of  the  Board  of  Trustees  held  on 
the  8rd  inst.  (page  5669  of  the  Proceed- 
ings), the  final  certificates  of  the  Chief 
Engineer  in  reference  to  the  completion 
of  the  contract  for  the  suhstructure  of 
the  Lockport  Highway  Bridge,  crossing 
River*  DiverBion  Channel  on  Section  16, 
by  llessrs.  Griffiths  &  McDermott,  and 
for  the  substructure  of  the  Wire  Mills 
Road  Bridge,  crossing  the  same  channel 
on  the  said  Section,  by  Messrs.  Hayes 
Brothers,  reports  that  the  committee  has 
examined  each  of  said  certificates  and 
considered  the  subject  matter  of  the 
completion  of  the  work  done  under  said 
contracts,  and  recommends  as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  said  Messrs. 
Griffiths  &  McDermott  in  the  sum  of 
seven  hundred  ana  forty-three  dollars 
and  twenty- four  cents  ($743.24)  and  to 
the^aid  Messrs.  Hayes  Brothers  in  the 
sum  of  seven  hundred  and  seventy-three 
dollars  and  ninety-one  cents  ($773.91), 
the  sums  found  to  be  due  the  said  con- 
tractors, respectively,  under  the  afore- 
said final  certificates  hereto  attached, 
upon  the  execution  of  a  receipt  by  each 
of  said  firms  in  favor  of  the  District,  to 
be  made  in  full,  ahd  reletising  the  Dis- 
trict from  any  and  all  claims  and  de- 
mands' of  whatsoever  kind  or  nature 
upon  the  contracts  aforesaid. 

Respectfully  submitted, 

(Sljjned)  TnoMA8  A.  Smyth, 

(Chairman. 

J.  P.  Mallette, 

Z.  R.  Cauteu. 

B.  A.   ECKIIAHT, 

Alex,  J.  Jones, 

FuAXK  Wenteu, 

Thomas  Kelly. 
(.Committee  on  Erif/ineerinfj.^^ 

(Two  enclosures.) 


The  following  are 

THE  PINAL  CERTIFICATES  OP  CHIEF  EN- 
GINEER: 

"Chicaoo,  April  24, 1899. 

To  the  Horwrahle,  the  Board  of  TrusUes 
of  the  Sanita/ry  District  of  OMcaflfo: 

Gentlemen— I  hereby  certify  that 
Griffiths  &  McDermott  have  completed 
all  of  the  work  covered  by  their  contract 
dated  October  28th,  1898,  for  excavating 
foundations  and  concrete  work  for  the 
Lockport  Road  Bridge  on  Section  16. 
The  work  is  done  to  the  full  satisfaction 
of  the  Chief  Engineer  and  in  accordance 
with  the  terms  of  said  contract  with  this 
District. 

This  certificate  is  given  subject  to  any 
unaccrued  or  unmatured  obligations  im- 
posed by  the  contract. 

The  statement  of  this  contract  is  as 
follows: 

Excavation,  5*26  ou.  yds.  at  *  1.00 $  526  00 

Portland   cement   concrete,  449.45  cu. 
yds.  at  $6.95 3.128  68 

Total  amount  earned $8,649  68 

Total  amount  paid 2,906  44 

Amount  due  and  unpaid $  743  24 

Respectfully  submitted, 
(Signed)  IsHAM  Randolph, 

Chief  Engineer.'' 


'•Chicago,  April  24,  1899. 

To  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen  —  I  hereby  certify  that 
Haves  Bros,  have  completed  all  of  the 
work  covered  bv  their  contract  dated 
October  31st,  1898,  for  excavating  foun- 
dations,  concrete  work,  excavation  of 
old  masonry  and  raising  one  span  of 
bridge  for  the  Wire  Mills  Road  Bridge  on 
Contract  Section  16.  The  work  is  done 
to  the  full  satisfaction  of  the  Chief  En- 
gineer, and  in  accordance  with  the  terms 
of  said  contract  with  this  District. 

The  statement  of  this  contract  is  as 
follows: 

Excavation,  508  cu.  yds.  at  BOo $  254  00 

Portland  cement  concrete.  566.57  ou.  yds. 

ftt$7.50 4,249  28 

Excavation,  old   masonry,  95  cu.   yds. 

at  40c 38  00 
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Baisins  one  span  of  bridge 160  00 

Total  amount  earned t4,091  88 

Total  amount  paid 8,917  87 

Amount  due  and  unpaid $  778  91 

Beepeotfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer,'^ 

REPORT  IN  REFERENCE  TO  ENGINEER  OF 
BRIDGES  AND  BRIDGE  CONSTRUCTION. 

On  behalf  of  the  Ck>mmittee  on  Rules, 
Mr.  Jones  presented,  and  the  Clerk  read, 
a- report  from  that  Ck)i]iimittee,  setting 
forth  that  Mr.  W.  M.  Hughes  has  as- 
sumed his  duties  in  accordance  with  the 
action  of  the  Board  at  the  meeting  held 
May  8, 1809  (page  6072  of  the  Proceed- 
ings), and  recommending  that  his  title 
shali  be  Engineer  of  Bridges  and  Bridge 
Construction,  and  that  all  reports  eman- 
ating from  said  Department  be  signed 
by  him  in  this  capacity. 

Mr.  Jones,  seconded  by  Mr.  Smyth, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

The  motion  prevailed  unanimously  and 
it  was  80  ordered. 

The  following  is 

THE  REPORT : 
**Chioago,  May  10,  1899. 

lo  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  DiatHet  of  Chicago: 

GsNTLEMEN^The  Committee  on  Rules 
beg  leave  to  report  that  in  accordance 
with  the  action  of  your  Honorable  Body 
of  May  8,  1899  (page  5672  of  the  proceed 
ings),  Mr.  W.  M.  Hughes  has  assumed 
the  duties  therein  designated  to  be  per- 
formed by  him,  and,  to  the  end  that  the 
regularity  of  proceedings  in  that  depart- 
ment be  observed,  your  committee  rec- 
ommend that  the  title  of  Engineer  of 
Bridges  and  Bridge  Construction  be  con- 
ferred upon  the  said  W.  M.  Hughes  and 
that  all  reports  emanating  from  said  de- 


partment b^  signed  by  the  said  Hughes 
in  this  official  capacity. 

Respectfully  submitted, 

(Signed)  Wm.  Boldbnweck, 

Chairtitan. 

Thomas  A.  Smtth, 
Albx.  J.  Jones, 
J.  P.  Mallette, 
Thomas  Kellt, 
Committee  on  Buie«." 

SUSPENSION  OF  RULE  3  OF  RULES  AND 
REGULATIONS. 

Mr.  Jones  stated  that  he  wished  to 
make  a  verbal  report  for  the  Committee 
on  Rules,  and  seconded  by  Mr.  Eckhart, 
he  then  moved  that  Rule  8  of  the  Rules 
and  Regulations  be  suspended,  and  that 
the  Clerk  be  directed  to  call  regular 
meetings  of  the  Board  for  every  Wednes- 
day until  the  further  order  of  the  Board. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

PRESENTATION  OF  BIDS  FOR  SUPPLYING 
AND  ERECTING  SUB  AND  SUPERSTUC- 
TURE  OF  BELT  RAILWAY  BRIDGE  CROSS- 
ING MAIN  CHANNEL  NEAR  EAST  END  OF 
SECTION  K. 

The  President  then  announced  that  in 
conformity  with  the  advertisement  in- 
viting proposals  for  supplying  and  erect- 
ing sub  and  superstructures  of  Belt  Rail- 
way bridge  crossing  Main  Channel  near 
east  end  of  Section  E,  duly  published, 
giving  00  days  notice  as  required  by  the 
Sanitary  District  Act,  the  Board  would 
now  proceed  to  open  bids  receiv^ed  in  re- 
sponse to  said  advertisement. 

The  Clerk  then  proceeded  to  open  the 
bids  as  shown  hereafter. 

At  the  conclusion  of  the  reading  of  the 
bids  Mr.  Wenter,  seconded  by  Mi".  Car- 
ter, moved  that  the  bids  just  received  be 
compiled,  summarized  and  tabulated  by 
the  Chief  Engineer  and  referred  to  the 
Committee  on  Engineering. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 
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—OF  THE 


Board  of  Trustees 


—or  THE— 


Sanitary  District  of  Chicago. 


MM  17.  1899. 


ORFICIAL  RECORD. 

PubliMhed  hy  avVwrUy  of  the  Board  of  Tnu- 
Um  of  the  SanUary  DUtrici  of  Chieaoo. 


REGULAR  MEETING. 

The  four  hundred  and  thirty-eighth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building.  Wednesday,  May  17,  1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Braden,  Carter, 
Eckhart,  Jones,  Mallette.  Smyth  and 
Wenter — seven  members,  were  present. 

In  the  absence  of  the  President,  the 
Clerk  then  called  the  Board  to  order. 

ELBCTION  OP  TEMPORARY  CHAIRMAN. 

Mr.  Carter,  seconded  hv  Mr.  Smyth, 
moved  that  Mr.  James  P.  Mallette  be 
elected  temporary  Chairman. 

The  motion  prevailed  unanimously, 
and    Mr.   Mallette    was    declared    duly 


elected  temporary  Chairman,  and  there- 
upon took  the  chair. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  May  10.  1899,  were  approved  as 
printed,  on*  motion  of  Mr.  Smyth,  sec- 
onded by  Mr.  Carter. 

MESSAGE  IN  REFERENCE  TO  PERMIT  FOR 
COFFER-DAM  BETWEEN  ADAMS  AND 
VAN  BUREN  STREETS. 

The  Chairman  presented,  and  the  Clerk 
read,  a  message  from  President  Bolden- 
week,  transmitting  for  filing  a  permit 
from  the  Acting  Secretary  of  War  for  the 
construction  of  a  temporary  coffer-dam, 
between  Adams  and  Van  Buren  streets, 
for  the  completion  of  the  By-pass. 

Mr.  Wenter,  seconded  by  Mr.  Smyth, 
moved  that  the  message  be  printed,  and 
with  accompanying  permit,  placed  on 
file. 

The  motion  prevailed  unanimously , 
and  it  was  so  ordered. 
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The  following  is 

THE  REPORT : 

"Chicago,  May  17th,  1899. 

XV>  <Ae  'Bmkxyrdhlt  the  Board  of  Tru8tee$ 
of  the  Sanitary  District  of  Chicaao: 

Gentlemen — I  have  the  honor  to  re- 
port that  a  permit  has  heen  granted  by 
the  acting  Secretary  of  War  to  construct 
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a  temporary  coffer-dam  between  Adams 
and  Van  Buren  streets  for  the  purpose 
of  completion  of  By-pass.  I  herewith 
transmit  same  for  filing. 

Respectfully  submitted, 

(Signed)  William  Boldenwbck. 

President,^'' 

(Accompanied  by  permit ) 


♦VOUCHERS. 
The  Clerk  presented  the  following  vouchers: 

ENGINEERING  DEPARTMENT. 

W.  T.  Keating  (traveling  and  expense) S       40  18 

W.  M.  Hughes  (services  Consulting  Engineer) 75  00 

W.  M.  Hughes  (Belt  Railway  Bridge  plans— final) 241  50 

Geo.  F.  Blake  Manufacturing  Companv  (judgment) 1,253  55 

%  1,610  23 

GENERAL    ACCOUNT. 

Geo.  E.  Haseltine  (livery) %       30  00 

Edwin  O.  Jordan  (streams  examination) 435  45 

Arthur  W.  Palmer  (streams  examination) 438  98 

Fred  Harvey  (sundries) 200  00 

$  1,104  43 

MAINTENANCE   ACCOUNT. 

S.  L.  Derby  Lumber  Company  (guard  rails  to  bridges ) $       10  58 

CONSTRUCTION  ACCOUNT. 

Gahan  &  Byrne  (Section  H,  May  16,  1S99) I  2,320  00 

Gahan  &  Byrne  (Section  H,  installing  pumps) 683  05 

Hayes  Bros,  et  al.  (Section  N,  May  16, 1899) 2,563  55 

Hayes  Bros,  et  al.  (Section  N— C,  M.  &  N.  Bridge) .  166  01 

Hayes  Bros,  et  al.  (Section  N,  Kedzle  Avenue  Bridge) 84  65 

Heldmaier  &  Neu  (Section  12,  Romeo  Brldjfe) 295  69 

The  Scherzer  Rolling  Lift  Bridge  Co.  (eight-track  railroad  bridge) ....  612  50 

The  Kelly-Atkinson  Construction  Company  (Kedzle  Avenue  Bridge) . .  815  60 

Western  Union  Telegraph  Company  (moving  lines) 834  66 

Continental  Bolt  and  Iron  Works  (Pan  Handle  Bridge) 29  45 

The  Marsh  &  Bingham  Company  (Pan  Handle  Bridge) 68  12 

Chicago  Crushed  Stone  Company  (Kedzle  Avenue  Bridge) 79  (V6 

Lydon  &  Drews  Company  (Chicago  River  Improvement) 10,000  00 

1 17,552  93 

Grand  total i  20,278  17 

*  To  be  paid  by  warrants,  with   Interest  coupons  attached,  drawn  against  the  Tax  Levy 
for  1899. 


Mr.  Carter,  seconded  by  Mr.  Wenter 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Braden,  Carter,  Eckhart,  Jones, 
Mallette,  Smyth  and  Wenter — seven. 
Nays— none. 


Upon  this  result,  the  Chairman  de- 
clared the  motion  carried. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report  in  accord* 
ance  with  the  rules,  showing  the  num- 
ber of  persons  in  the  employ  of  the  Dis- 
trict for  the  week  ending  May  18,  1899, 
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which  was  read  and  by  unanimous  con- 
sent was  ordered  printed  and  placed  on 
file. 

The  following  is 

THE  befobt: 

•'Chicago,  May  17, 1899. 

To  the  Honorable^  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen  —  I  beg  leave  to  report 
herewith  the  number  of  persons  in  the 
employ  of  the  District  for  the  week 
ending  May  18,  1899,  as  the  same  have 
been  reported  to  me: 

Engineering  department 79 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 8 

Total  employes 182 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk." 

MONTHLY   REPORT   PROM  LAW   DEPART- 
MENT. 

The  Clerk  presented  a.report  from  the 
Law  Department  for  the  month  of 
April ,  1899,  which,  by  unanimous  con- 
sent, was  ordered  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT. 

"Chicago,  May  15, 1899. 

To  the  JSimorable  tlie  Board  of  Trustees  of  the 
Sanitary  IHstrict  of  Chicaffo: 

Gentlemen — I  herewith  submit  the  re- 
port of  the  Law  Department  for  the 
month  of  April,  1899: 

The  fnllowing  are  the  expenses  and 
di^buraeiiieiiiB: 

Court  coste %      137  90 

Expense  accouDt 357  45 

Legal  serrice 1,050  00 

Books  and  stationery 22  00 

*  l,ije)7  85 

LAND  ACCOUNT. 

Pennsylvania  Co.,  semi- 
annual rent  for  By- 
passes   $  1,500  00 

Will  County  right  of  way     4,(XH  54 

Taxes,  Will  County 3,UJS  40 

?  8.672  94 

Total  for  April %  10,240  29 


The  amount  expended  for  Will  County 
right  of  way  includes  the  lands  required 
for  the  Romeo  Highway  Bridge,  and 
also  includes  the  sum  of  twenty- five 
hundred  dollars  ($2,500.00),  paid  Chester 
A.  Allen,  in  full  settlement  of  all  differ- 
ences  caused  by  the  ejectment  proceed- 
ings growing  out  of  the  appropriation 
by  the  District  of  lands,  recently  de- 
cided by  the  Supreme  Court  in  favor  of 
Allen. 

An  ordinance  has  been  prepared  by 
this  department,  to  be  passed  by  the 
City  of  Chicago,  granting  permission  to 
the  Sanitary  District  of  Chicago  to 
remove  the  bridge  and  abutments  at 
Taylor  street  and  to  construct  at  this 
site  a  new  bridge  across  the  Chicago 
River. 

Certain  deeds  of  land,  adjacent  to  the 
Chicago  River,  to  which  the  Sanitary 
District  of  Chicago  is  grantor  and  the 
United  States  of  America  grantee,  have 
been  examined  and  approved  by  this 
Department. 

The  following  suits  have  been  disposed 
of  during  the  month:  • 

In  the  case  of  the  Sanitary  District  of 
Chicago,  appellant,  vs.  The'  (George  F. 
Blake  Manufacturing  Company, appellee, 
in  the  Supreme  Court  of  Illinois,  the 
opinion  of  the  Appellate  Court,  revers- 
ing the  judgment  of  the  Lower  Court, 
has  been  affirmed. 

In  the  case  of  Mason,  Hoge,  King  & 
Co.,  appellant;9,  vs.  James  Roddick, 
Clerk,  and  the  Sanitary  District  of  Chi- 
cago, appellees,  in  the  appellate  Court 
of  Illinois,  the  judgment  of  the  Lower 
Court  has  been  affirmed. 

The  case  of  the  Sanitary  District  of 
Chicago,  appellant,  vs.  William  J. 
Adam,  Janett  C.  Royer  et  al..  appellees, 
in  the  Supreme  Court  of  Illinois,  has 
been  affirmed. 

The  following  cases  have  been  begun 
during  the  month: 

The  Sanitary  District  of  Chicago  vs. 
Chester  A.  Allen  etal.,  in  the  Circuit 
Court  of  Will  County.  This  was  a  peti- 
tion for  the  condemnation  of  certain 
property  which  the  Supreme  Court  of 
this  State  recently  decided  belonged  to 
Allen. 

The  Sanitary  District  of  Chicago  vs. 
Chester  A.  Allen  et  al.,  in  the  Circuit 
Court  of  Will  County.  This  was  a  bill 
for  an  injunction  to  restrain  the  defend- 
ant from  taking  possession  of  the  prop- 
erty in  question  until  the  above  condem- 
nation suit  could  be  disposed  of. 
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Horatio  P.  Mason,  Charles  E.  Hoge, 
John  King,  Harry  B.  Hanger,  vs.  the 
Sanitary  District  of  Chicago,  Oeneral 
No.  194,751,  Circuit  Court  of  Cook 
County.  This  is  a  suit  for  $10,000.00 
for  damages  and  interest  on  withheld 
payments. 

The  attention  of  the  Department,  in 
addition  to  the  above  cases  and  items, 
has  been  given  to  the  routine  work  and 
matters  of  minor  importance. 

Respectfully  submitted, 

(Signed.)         Charlbs  C.  Gilbert, 

Attorney,"' 

AKNtTAL  REPORT  FROM  ENGINEERING  DE- 
PARTUBNT  FOR  1888. 

The  Clerk  presented  a  report  from  the 
Chief  Engineer  with  reference  to,  and 
accompanied  by,  the  annual  report  from 
the  Engineering  Department  for  the  year 
ending  Decem^r  81,  1898,  which,  with 
accompanying  annual  report,was  ordered 
printed  and  placed  on  file. 

The  following  aCre 

THE  REPORTS: 

"Chicago,  May  17, 1899. 

To  the  HonordbUy  the  Board  oj  Trtietees  of 
the  Sanitary  District  of  Chicago: 

OENTLEMBN^In  transmitting  my  an- 
nual report,  which  comes  before  you  to- 
day, I  wish  to  apologize  for  its  late  ap- 
pearance; but  the  exactions  upon  my 
time  have  been  so  pressing  and  the  num- 
ber of  subjects  necessarily  considered  so 
numerous  that  I  could  not  present  it 
sooner.  I  must  express  my  apprecia- 
tion of  the  immense  help  which  I  have 
received  in  preparing  this  report  from 
Mr.  William  Trinkaus,  Record  Clerk,  in 
compiling  all  of  the  data  entering  into 
the  report. 


(Signed) 


Respectfully  submitted, 

Isham  Randolph, 

Chief  Engineer." 


March  1,  1899. 

To  the  Honorable^  the  Board  of  Trmtas  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — Taking  up  the  record  of  th« 
Engineering  Department  of  this  District  for 
the  j'ear  1898, 1  submit  in  the  following  report, 
the  facts  necessary  to  a  clear  understanding 
of  the  condition  of  the  worlc  at  the  close  of 
he  year  giving,  as  has  been  done  in  my  pre- 
ous  reports,  the  essential  facts  in  a  concise 


form  and  citing  buch  references  as  would 
enable  any  one  whose  duty  or  interest  might 
prompt  such  investigation  to  verify  the  sev- 
eral statements  made. 

My  report  for  the  year  1897  appears  in  the 
volume  of  your  Proceedings  for  the  year 
1898  (pages  4592-4651),  under  date  of  March 
9th.  Where  that  report  ends,  the  one 
now  submitted  takes  up  the  history  of  this 
Department  and  brings  it  to  December  31, 
1898. 

The  value  of  the  work  performed  within 
the  year  1898  aggregates  $1,210,586.09.  The 
amount  vouchered  for  payment  (including 
payment  of  reservations  on  completed  work) 
was  11,286.021.15. 

The  approximate  value  ef  all  contracts  U> 
January  1,  1899,  is  |i22,002,08l.09.  The  total 
amount  earned  to  same  date  is  920,457,825.09. 
Percentage  of  work  under  contract  com- 
pleted, about  98. 

The  volume  of  excavation  accomplished 
during  the  year  was  1,493,048. 1  cubic  yards 
of  glacial  drift  and  871,865  cubic  yards  of 
solid  rock,  a  total  of  1,864,918.1  cubic  yards. 
The  volume  of  excavation  accomplished  from 
the  beginning  of  the  work  to  January  1, 
1899,  was  28,657,677.6  cubic  yards  of  glacial 
drift  and  12,681,518.1  cubic  yards  of  solid 
rock,  a  total  of  41,289,195.7  cubic  yards,  or 
96.8  per  cent  of  the  total  estimate. 

In  the  last  Annual  Report,  100  per  cent  of 
the  estimate  for  retaining  wall  was  reported 
as  completed,  but  since  then  an  estimate  of 
6,300  cubic  yards  of  this  class  of  work  is  con- 
tained in  the  contract  on  Section  18,  and  is 
not  yet  built.  This  item  reduced  the  per- 
centage completed  to  98.8. 

The  volume  of  masonry  and  concrete  work 
other  than  retaining  wall  done  during  the 
year  amounted  to  24,162.18  cubic  yards.  The 
volume  done  from  the  beginning  of  the  work 
was  35,193.84  cubic  yards,  or  56.1  per  cent  of 
the  total  estimate. 

The  amount  of  piles  driven  for  bridge  foun- 
dations during  the  year  was  47,407.5  lineal 
feet.  The  amount  driven  from  the  beginning 
of  that  class  of  work  was  61,420.5  lineal  feet, 
or  04.6  per  cent  of  the  total  estimate. 

The  condition  of  the  work  of  the  Engineer- 
ing Department  will  appear  in  the  statement 
of  the  sections  upon  which  the  work  was  per- 
formed and  in  the  tabulations  which  form  a, 
part  of  this  report,  designated  as  Exhibits. 
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These  Exhibits  are  transmitted  to  me  by 
Mr.  William  Trinkaas,  Record  Clerk,  and  are 
as  follows : 

A  Kn.  1.  A  classified  statement,  by  months, 
of  the  En^neerinff  expenses  for  the  year  1898. 

A  No.  2.  A  classified  statement,  by  months, 
of  the  construction  expenses  for  the  year 
1898. 

A  No.  8.  A  classified  statement  of  all  En- 
gineering Department  disbursements  from 
date  of  organization  to  January  1,  1899. 

B  No.  1.  A  revised  approximate  estimate 
of  Main  Channel,  River  Diversion  and  Gen- 
eral Contracts,  showing  the  itemized  quanti- 
ties and  values  involved  therein. 

B  No.  2.  A  revised  approximate  estimate 
of  Bridge  Contracts,  showing  the  itemized 
quantities  and  values  involved  therein. 

B  No.  3.  A  summary  of  all  Contract 
quantities. 

B  No.  4.  A  summary  of  all  Contract 
values. 

B  No.  5.  Shows  the  condition  of  work  on 
all  Contracts  in  terms  of  quantities. 

B  No.  6.  Bhows  the  condition  of  work  on 
all  contracts  in  terms  of  values. 

B  No.  7.  Covers  work  contemplated  but 
not  yet  under  Contract,  and  the  balance  re- 
quired to  complete  the  work  of  the  Engineer- 
ing Department. 

Exhibit  *'C"  is  a  comparative  estimate  of 
quantities  in  completed  sections  of  Main 
Channel  prism. 

Chicago  River. 

The  negotiations  which  were  pending  dur- 
ing 1897  with  the  Pennsylvania  Company  for 
a  By-pass  through  its  property  were  concluded 
in  1898  and  a  form  of  agreement  with  said 
company  was  presented  to  the  Board  of  Trus- 
tees by  the  Joint  Committee  on  Finance  and 
Engineering  on  February  9th  (pages  4549-50) , 
which  provides  for  a  by-pass  fifty  (50)  feet 
wide  between  wails  and  a  depth  of  sixteen 
(16)  feet  below  Chicago  datum,  for  which 
privilege  the  Sanitary  District  proposes  to 
pay  an  annual  rental  of  ^3,000.00.  This  agree- 
ment was  executed  on  February  9th  and  ap- 
pears in  the  Proceedings  for  February  24th 
(pages  4573-4) . 

The  negotiations  which  were  pending  dur- 
ing 1897  with  the  Chicago  and  Alt»n  Railroad 
Company  for  a  By-pass  through  its  property 
were  concluded  In  189S  and  an  executed 
agreement  with  said  company  was  presented 


to  the  Board  of  Trustees  by  tbe  Joint  Com 
mittee  on  Finance  and  Engineering  on  June 
16th  (pages  4892-4)  and  adopted  by  the  Board 
•n  that  day.  The  agreement  provides  for  a 
By-pass  covering  an  area  of  544  square  feet 
nearly  and  a  depth  of  sixteen  feet  below  Chi- 
cago datum,  for  which  privilege  the  Sanitary 
District  agrees  to  pay  an  annual  rental  of 
958.34. 

The  negotiations  for  a  By-pass  at  and  near 
Taylor  Street  that  were  pending  between  the 
Sanitary  District  and  the  Chicago  and  North- 
ern Pacific  Railroad  Company  and  the  Chi- 
cago, Rock  Island  and  Pacific  Railway  Com- 
pany were  abandoned  and  the  project  of  two 
bridges  of  the  bascule,  type  was  substituted 
for  that  of  the  By-pass.  On  November  23d 
(pages  5274-6)  the  Board  adopted  the  plan  of 
constructing  two  new  bridges  without  center 
piers,  one  in  lieu  of  the  present  railway 
bridge  of  the  Chicago  Terminal  Transfer 
Railroad  Company  and  the  other  in  lieu  of 
the  city  bridge  at  Taylor  Street,  upon  the  de- 
sign of  the  Scherzer  Rolling  Lift  Bridge 
Company. 

For  further  information  on  these  Bridges, 
see  the  division  of  this  report  relating  to 
bridges. 

The  work  of  improving  the  Chicago  River 
has  been  carried  on  during  the  entire  year  by 
the  Lydon  &  Drews  Company,  which  has 
accomplished  472,230  cubic  j^ards  of  excava- 
tion, and  280  lineal  feet  of  dock  removal. 

On  March  2nd  (page  4583) .  an  order  was 
passed  by  the  Baard  for  the  advertisement  of 
proposals  for  the  construction  of  the  sub  and 
superstructure  af  a  By-pass,  extending  from 
a  point  near  the  north  line  •f  Adams  Street 
to  a  point  fifty  (50)  feet  south  of  Van  Buren 
Street,  the  bids  for  which  were  to  be  opened 
June  1;  1898.  May  18th  (pages  4812-13)  the 
Board  extended  the  time  for  opening  .said 
bids  to  June  8,  1898.  On  that  day  (pages 
4864-8)  the  bids  were  opened  and  referred  to 
the  Committee  on  Engineering.  On  June 
16th  (pages  4896-8)  the  work  of  tbe  sub- 
structure, together  with  auxiliary  work  and 
material  for  the  By-pass  was  awarded  the 
Lydon  &  Drews  Company,  and  the  super- 
structure to  Griffiths  &  McDermott.  The 
contract  of  Lydon  &  Drews  Company  ivas 
executed  on  June  30th,  and  appears  in  the 
Proceedings  for  July  I3th  (pages  4944-50); 
that  of  Griffiths  &  McDermott  was  executed 
on  June  30th  and  appears  in  the  Proceedings 
for  July  13th  (pages  4950-9). 
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The  work  in  connection  with  the  change  of 
the  Van  Buren  Street  approach  span  across 
the  By-pas8  along-  the  Chicago  River  is 
treated  under  the  head  of  Bridges. 

The  condition  of  work  on  Chicago  River, 
exclusive  of  bridges,  is  as  follows : 

Chicaf^o  River  Improvement- 
Excavation  by  dredge,  600,- 

000  cu.  yds.  at  $0.19 $114,000  00 

Dock  erection,  898  lln.  ft.  at 

$14.75 4,846  50 

Dock  erection,  extra  ma- 
terial.....^         108  04  ' 

Dock  removal,  300  lin.  ft. 
at  $1.75 525  00 

Total  Chicago  River  Improvement..$  118,874  64 
Total  estimated  cost  of  substructare 

for  By-pass 104,090  47 

Total  estimated  cdkt  of  superstruc- 
ture for  By-pass 88,692  00 

Total $  811,657  01 

Amount  earned  to  January  1, 1899. . .     148,922  40 

Unfinished  work $  167,784  01 

Reserved  percentages 17,272  21 

Unpaid  vouchers 13,798  07 

Balance  required  to  complete  sec- 
tion  S  198.799  89 


Proportion  of  work    completed,    46.2  per 
cent. 


Sectiofi  "0" — McMaJion  &  Montgomery  Co. 
et  al. ,  Contractors. 

Owing  to  the  enlargement  of  the  windage 
basin  and  the  increase  of  the  channel  to  its 
full  width  at  the  site  of  the  proposed  Pan 
Handle  Bridge,  based  on  the  Sherzer  tpye, 
tne  qantities  for  this  section  have  been  con- 
siderably increased.  The  enlargement  of  the 
basin  increases  the  quantities  01,322  cubic 
yards,  and  the  widening  of  tbe  channel  on 
account  of  the  proposed  Pan  Handle  Bridge 
increases  the  amount  110,077  cubic  >ards. 

The  work  done  by  the  contractors  for  this 
section  during  the  year  was  ItH),204  cubic 
yards  of  glacial  drift  from  the  Main  Channel 
prism  and  1,476  cubic  yards  of  surface 
ditches. 

McMahon  &  Montgomery  Company  et  al., 
who  were  ordered  last  year  to  build  the  Pan 
Handle  temporary  trestle  structures  to  be 
used  by  the  several  railroad  companies  at 
that  point  pending  the  availability  for  use  of 


the  permanent  eifht-track  bridge,  completed 
their  work  on  September  16th  at  a  total  cost 
to  the  District  of  $14,226.39  (Voucher  No. 
2,577,  Engineering  Department  Files). 

On  October  12td  (page  5,194-5)  the  Board 
authorized  the  Chief  Engineer  to  have  con- 
structed un  additional  temporary  trestle  at 
the  Pan  Handle  crossing  for  the  Union  Stock 
Yards  &  Transit  Company,  and  four  thous- 
and ($4,000.(X))  dollars  were  appropriated  for 
same.  On  October  12th  (page  43  of  his  letter 
book)  the  Chief  Engineer  ordered  the  Star 
Construction  &  Dredging  Company  to  build 
this  trestle  at  the  following  prices:  Piles, 
30  cents  per  lineal  foot;  erection  of  structure 
with  timber  furnished  by  contractor,  $28.00 
per  thousand  feet,  B.  M. ;  erection  of  struct- 
ure with  timber  furnished  by  Sanitary  Dis- 
trict, $7.00  per  thousand  feet,  B.  M.  The 
structure  was  not  completed  during  the  year. 

The  several  railroad  cotupanies  in  interest 
at  the  Pan  Handle  crossing  submitted  a  num- 
ber of  bills  during  the  year  for  expenses  in- 
curred at  that  point,  as  have  also  a  number 
of  outside  parties,  for  material  and  labor  fur- 
nished on  account  of  the  Western  Avenue 
and  Pan  Handle  temporary  trestles.  Th6 
amounts  vouchered  on  account  of  these  tres- 
tles during  the  year  are  as  follows : 

McMahon  &  Montsromery  Co.  et  al., 
pile  and  timber  work $    12,257  03 

Crerar,  Adams  &  Co.,  spikes  for  re- 
pairs   7  80 

C.  T.  T.  R.  R.  Co.,  miscellaneous  ex- 
penses   936  91 

A.  T.  Wilcox,  labor  account  repairs. . .  67  75 

P.  C.  C.  &  S.  L.  Ry.  Co.,  miscellaneous 
expenses '      548  47 

Chicago  Junction  R.  R.  Co.,  miscel- 
laneous expenses 998  51 

Illinois  Central  R  R.  Co.,  miscel- 
laneous expenses 97  94 

Q.  M.  Buss,  furnishing  lumber  from 
C.  T.  T.  R.  R.  Co.'s  trestle,  Section  E.  145  46 

Chicago  Star  Construction  &  Dredg- 
ing Co.  (construction  of  U.  S.  Y.  & 
T.  Co.*8  trestle) 1,735  00 

J.  B.  Cox  (lumber  for  U  S.  Y.  &  T. 
Co. 's  trestle) 418  35 

A.  T.  Wilcox,  repairs  on  Western  Ave- 
nue trestle Ill  25 

Fred  Thomas,  hauling  cinders  West- 
em  Avenue  roadway 21  00 

Total $    17,340  47 


For  the  permanent  bridges  on  this  section, 
see  division  of  this  report  relating  to  Bridges. 
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The  condition  of  worlc  on  this  section  is  as 
follows : 

Narrow  channel  and  orifirinal  basin, 

prism,  1,504,736  onblc  yards  glacial 

drift  at  21o S  316,994  56 

Bnlargement  of  basin,  prism,  61,823 

cubic  yards  glacial  drift  at  21o 12,8n  62 

Bnlarged  channel  east  of  Pan  Handle 

bridge,    prism,  44,927  cubic  yards 

glacial  drift  at  210 9,445  17 

Bnlarged  channel  under  Pan  Handle 

Bridge,   prism.  66,000  cubic  yards 

glacial  drift  at  21o 18,860  00 

Collateral     channel,    132,009     cubic 

yards  glacial  drift  at  f0.199 26,269  79 

Borrow  piU,  4,690  cubic  yards  glacial 

drift  at  81c 988  79 

Surface   ditches,  8.766   cubic  yards 

glacial  drift  at  21c 790  86 

Bemoyal  of  temporary  roads,  5,526 

cubic  yards  glacial  drift  at  21c 1 ,160  46 

Narrow  cut  account  Western  Ayenne 

temporary  bridge 8,984  54 

Dredge  pit  account  Pan  Handle  tem- 

porarybridge 5,650  61 

Western  Ayenue  temporary  bridges 

and  roadways S659  76 

Pan  Handle  temporary  bridges  and 

roadways 42.771  56 


Total  cost  of  section S  442,861  71 

Amount  earned  to  January  1, 1899 —    392,849  41 


Unfinished  work S   49,602  80 

Beseryed  percentages 41,576  89 

Unpaid  youchers 60  12 


Balance  required  to  complete  sec- 
tion  $    91,189  81 


Proportion   of  work  completed,  8b.8   per 
cent. 


Secti(yn  ^^^P^^ffayes  Bros,  et  a?.,  Ooniractors. 

Work  on  this  section  was  continued 
throughout  the  year,  during  which  time 
201,160  cubic  yards  of  glacial  drift  were  ex- 
cayated  from  the  Main  Channel  prism  and 
748  cubic  yards  of  surface  ditches. 

On  July  28th  and  29th,  under  verbal  order 
of  the  Chief  Engineer,  the  Chicago  Star  Con- 
struction and  Dredging  Company  repaired  the 
Kedzie  Ayenue  temporary  roadway  at  a  cost 
of  187.76  (Voucher  No.  2689,  Engineering 
Department  files) .  On  January  20th,  Hayes 
Bros,  etal.,  submitted  a  bill  for  work  done 
on  December  26,  1897,  for  repairing  and  sur- 
facing this  same  roadway.  This  work  was 
done  under  yerbal  authority  of  the  Chief 
Engineer  and  passed  by  the  Board  on  Feb- 


ruary 9th  (Voucher  No.  2392,  Engineering 
Department  files). 

During  the  year  four  youchers  were  issued 
in  favor  of  the  A.,  T.  &  S.  F.  Ry.  Co.  for  ex- 
penses incurred  on  account  of  this  company's 
temporary  trestle  on  this  section,  which 
amounted  to  ^48.25. 

For  the  permanent  bridges  on  this  section, 
see  division  of  this  report  relating  to  Bridges. 

The  condition  of  work  on  this  section  is  as 
follows : 

Main  Channel  prism,  1,105,448  cu.  yds. 

glacial  drift  at  28c $254,851  89 

Surface  ditches,  8,400  ou.  yds.  glacial 

driftat28c 1,932  00 

A.,  T.  &  8.  P.  Ry.  Co.'s  temporary 

bridge,   including    1,446   ou.    yds. 

glacial  driftat23o 3,444  78 

Kedzie  Avenue  temporary  roadway..         810  08 

Total  cost  of  section $  280,488  70 

Amount  earned  to  January  1,  1899. . . .    204,116  80 

Unfinished  work S   56,822  40 

Reserved  percentages S    24,982  69 

Unpaid  youchers 1«820  80 


Balance  required  to  complete  sec- 
tion  I    82,625  89 


Proportion  of   work  completed,  78.4  per 
cent. 


Section'^M^^—The  ffeidenreich  Company ^  Con- 
tractor.   {CTiarUa  E.  Schlyteruy  Assignee.) 

The  final  voucher  for  this  section  was  ren- 
dered November  9,  1896.  The  total  cost  of 
the  section  is  $158,015.06  (page  3832). 


Seetion  ^^T/-—T/ie  Heidenreich  Company,  Con- 
tractor.   {Charles  E.  Schlytem,  Assignee.) 

The  final  voucher  for  work  done  on  this 
section  was  rendered  November  9,  1896.  The 
total  cost  of  the  section  is  $218,106.38  (page 
3833),  $819,32  of  which  is  still  unearned  and 
is  involved  in  the  C.  &  W.  I.  Belt  R.  R  Co.'s 
right  of  way. 


Section   ^^K^^— Christie  <t  Lowe,  Contractors. 

lb;  final  ^oucher  for  work  done  on  this 
section  was  rendered  November  9, 1896.  The 
total  cost  of  the  section  is  $295,187.79  (page 
3833),  $7,888.25  of  which  is  still  unearned  and 
is  involved  in  the  C.  &  W  I.  Belt  R.  R,  Co.'s 
right  of  way. 
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Section    ''P' — Chri9He   db  Lowe^  Contractors. 

m 

The  final  voucher  for  this  section  was  ren- 
dered October  81, 1896.  The  total  cost  of  the 
section  is  2289,846.00  (pa^e  3888) . 


Section  "^' — Qahan  <jB  Byrne j  Contractors. 

The  final  youcher  for  work  done  on  this 
section  under  origflnal  contract  was  rendered 
Norember  19,  1896  (page  8648).  The  last 
Toucher  for  work  done  under  supplemental 
Contract  was  rendered  December  1,  1897 
(Voucher  No.  2.850,  En^neering:  Department 
flies).  The  total  cost  of  this  section  is  1817.- 
660.19  (pa^  4596),  $28,129.18  of  which  is 
still  unearned  and  is  involved  in  the  A., 
T.  &  S.  F.  Ry.  Co.'s  right  of  way  on  this 
section. 


Section    *'0" — Oahan  dk  Byme^  Contractors. 

In  that  portion  of  the  last  Annual  Report 
relating  to  this  section  (page  4596),  it  was 
stated  that  the  work  was  completed  with  the 
exception  of  that  part  of  it  occupied  by  the 
Santa  Fe  roadbed  and  right  of  way,  which 
amounts  to  about  41,210  cubic  yards  of  glacial 
drift.  During  the  year  of  1898,  2,142  cubic 
yards  of  this  amount  were  excavated  and 
the  remainder  will  be  taken  out  as  soon 
as  the  A.,  T.  &  S.  F.  Ry.  Co.  lays  its  tracks 
across  its  new  railroad  bridge  near  that  point. 
On  June  17th  a  voucher  for  $1,000.00  (No. 
2474  Engineering  Department  files)  was  ren- 
dered by  this  Department  to  Gahan  &  Byrne 
for  pumping  out  this  section  in  order  to  ex- 
cavate the  Banta  Fe  right  of  way.  This 
work  was  authorized  by  the  Committee  on 
Engineering  on  May  9th. 

The  condition  of  work  on  this  section  is  as 
follows: 
Main  Channel  prism,  1,855,644  cu.  yds. 

glacial  drift  at  28o $  370,686  82 

Extra  width  section  *'F"  connection, 

prism,  821  on.  yds.  glacial  drift  at  28o  61  88 

Surface  ditches,  7,676  cq.  yds.  glacial 

driftat28c 2,149  28 

Slides,  S2,163  ou.  yds.  glacial  drift  at 

28o 9,005  64 

Draining  impounded  water 384  92 

Removing  spoil  bank,  force  account  .  4,200  00 
Excavation  of  trench,  force  acount. .  2,325  04 
Pumping  water  out  of  section 1,000  00 

Total  cost  of  section $  398,703  08 

Amount  earned  to  January  1, 1899. . . .     387,701  88 

Unfinished  work $    11,001  20 

Reserved  percentage 164  50 

Balance  required  to  complete  seotion.S    11 .  165  70 

Proportion  of  work  completed,  97.2  per  cent. 


Section  '*J^'» — Gahan  <fc  Byrne,  Contractors. 

The  contractors  for  this  section  worked 
continuously  from  May  to  the  end  of  the  year, 
and  the  following  quantities  were  vonchered 
during  that  period:  57,417  cubic  yards  of 
glacial  drift  from  the  Main  Channel;  1,408 
cubic  yards  Of  glacial  drift  in  the  construc- 
tion of  surface  ditches ;  86,762  cubic  yards  of 
solid  rock  (see  Vouchers  Nos.'  18  and  28) 
from  the  Main  Channel;  28,911  cubic  yards  of 
glacial  drift  of  revetment  excavation  and 
19,648  cubic  yards  of  revetment  wall.  The 
section  was  virtually  completed  at  the  end  of 
the  year  but  no  final  voucher  was  rendered 
during  that  period. 

On  account  of  the  Weir,  McKechney  & 
Co.'s  Bridge  conveyor  interfering  with  the 
spoiling  of  material  excavated  by  the  present 
contractors  for  this  section,  the  Chief  Engi- 
neer on  April  3, 1897,  ordered  Gahan  &  Byrne 
to  move  it  out  of  the  way.  The  work  was 
done  in  the  months  of  August  and  September 
of  that  year,  and  the  voucher,  amounting  to 
$272.5o,  was  Issued  on  January  11,  1898 
(Voucher  No.  198,  Engineering  Department 
files).  This  item  was  charged  to  the  account 
of  Weir,  McKechney  &  Co. 

The  condition  of  w«rk  on  this  section  Is  as 
follows : 

Main  Channel  prism,  497,768  ou.  yds. 

glacial  drift  at  289^0 $  118,218  71 

Surface  ditches,  1,147  cu.  yds.  glacial 

driftat  28^0 272  41 

River  Diversion  prism,  66,308  ou.  yds. 

glacial  drift  at  2^0 15,510  65 

River  Diversion  ditches,  1,606  cu.  yds. 

glacial  drift  at  239^0 381  48 

Levee  l>orrow,  91,320  ou.  yds.  glacial 

drift  at23%o 21,68850 

Main  Channel  prism,  665,417  cu.  yds. 

glacial  drift  at  89}^ 166,798  08 

Main  Channel  prism,  41,090  cu.  yds. 

solid  rock  at  90o 36,900  00 

Surface  ditches,  1,408  ou.  yds.  glacial 

<lriftat89Ho 4,158  60 

Revetment  excavation,  84,000  cu.  yds. 

glacial  driftat  294o 7,080  00 

Revetment  wall,  28,000  cu.  yds.  at  45c.  9,900  00 
Spillway  excavation,   4,718  cu.   yds. 

glaclalCdrif t  at:69|9-10c 8,294  GO 

Spillway  construction 17,288  81 

Excavation  near  spillway,  16,500  cu. 

yds.  glacial  drift  Ht  70.68c 11,658  09 

Raising;  Santa  Fe  bridge  No.  5 5,875  65 

Total  cost  of  section $  418.950  47 

Amount  earned  to  January  1, 1899— 
During  Rlcker,  Lee  &  Co  's 
oontraot,a8  per  vouchers  $  195.397  81 
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Bariog  Weir,  MoKeohney 

&  Co.'s  contract  as  per 

voncherg $  115,470  87 

During?  Gaban  Sd  Byrne^s 

ooQtraot,a8peryoaoher9    101,782  27 


-$  418.806  45 


Unfinished  work,  as  estimated $     6,844  OS 

Reeerred  percentages,  as  per  Toaobera     46,810  91 
Unpaii  Touchers 7,846  75 


Balanoe  required  to  complete  section .  $   61,010  68 

Proportion   of  work  completed,  98.5  per 
•cent. 


Section    ^^B^^^Halvornmi^   Bichards   &   Co.y 

Contractors,  Succeasora  to  Angus 

<j&  Gifidele. 

The  contractors  for  this  section  continued 
work  throughout  the  entire  year,  and  the  fol- 
lowing quantities  were  youchered  on  their 
regular  contract  during  that  period:  96,458 
«ubic  yards  of  glacial  drift,  and  139,688  cubic 
jards  of  solid  rock  (see  Vouchers  Nos.  85 
and  87)  from  the  Main  Channel;  155,250 
•cubic  yards  of  revetment  excavation,  and 
135,812  cubic  yards  of  revetment  wall. 

During  the  menth  of  March,  Halvorson, 
Richards  &  Co.  removed  numerous  boulders 
frem  the  slopes  in  the  Lyons-Summit  tem- 
porary roadway,  and  on  July  22d  and  August 
l^th  two  vouchers,  one  for  $56.35  and  the 
other  for  $44.08,  were  issued  to  them  on  this 
account  (Vouchers  Nos.  2,508  and  2.546,  En- 
gineering Department  files).  This  work  was 
done  by  verbal  order  of  the  Chief  Engineer. 

During  the  past  year  these  same  contract- 
ors completed  the  Lyons-Summit  Road  tem- 
porary bridge  which  was  contracted  for  in 
1897,  and  a  final-  voucher  was  issued  for. this 
work  on  August  1st  (Voucher  No.  2,510,  En- 
gineering Department  files). 

In  the  months  of  October  and  November  of 
1897,  Gahan  &  Byrne  constructed  guard 
fences  along  the  Lj'ons-Summlt  Road  tem- 
porary bridge  crossing  the  Main  Channel, 
and  on  January  11,  181)8,  a  voucher  for  ^2 A3 
was  rendered  to  tbera  on  this  account 
(Voucher  No.  192,  Engineering'  Department 
files).  This  work  was  done  by  verbal  order 
of  the  Chief  Engineer. 

Ten  vouchers,  aggregating  $1,378.37,  were 
issued  during  the  year  to  the  C.  T.  T.  R.  R. 
Co.  for  miscellaneous  expenses  incurred  on 
account  of  Its  temporary  bridge  crossing  the 
Main  Channel  on  this  section  (last  voucher 
Issued  December  7tb,  No.  2,684  Engineering 


Department  tiles).  During  the  year  the  C. 
T.  T.  R.  R.  Co.'s  permanent  bridge  over  the 
Main  Channel  was  completed  and  put 
to  use  by  the  company  and  the  tem- 
porary bridge  taken  down.  This  work 
was  done  by  George  M.  Huss,  by  or- 
der of  the  Chief  Bngineer  and  as  per 
acceptance  by  the  contractor  dated  December 
6,  1898.  The  entire  cost  of  the  work  was 
$542.18,  and  the  voucher  for  this  amount  was 
issued  on  December  22nd  (Voucher  No.  2705, 
Engineering  Department  files) . 

The  C.  T.  T.  R.  R.  Co.  elected  to  build  its 
temporary  bridge  over  the  Desplaines  River, 
and  on  December  15th,  a  voucher  for 
13,353.40  was  issued  to  It  for  this  work 
(Voucher  No,  2683,  Engineering  Department 
files) . 

The  condition  of  work  on  this  section  is  as 
follows : 

Main  Channel  prism,  467,640  on.  yds. 

glacial  driftat  27i4o S  128,601  00 

River  Diversion  prism,  68,769  on.  yds. 

glacial  drift  at  87Mio 18,911  47 

River  Diversion,  5,564  cu.  yds.  glacial 

drlftat27^c 1>M0  10 

Borrow  pits  for  levee,  21,885  on.  yds. 

glacial  drift  at  27V40 6,880  88 

Overhaul,  9,641  ou.  yds.  glacial  drift..       2,579  46 

Ballasting  Summit  Highway 1 W  01 

Removal  of  I.  &.  M.  Canal  Bridge  (C. 

&  A.  R.  R.) • *^  ^ 

Main  Channel  prism,  1,219,689  ou.  yds. 

glacial  drift  at  27c 882,016  08 

Surface  ditches,  6,668  cu.  yds.  glacial 

driftat  27c •      1.602  01 

Rloker.  Lee  A  Co.^s  levee  removal, 

416  cu.  yds.  glacial  drift  at  27c 1 12  82 

Main  Channel  prism,  200,000  cu.  yds. 

solid  rook  at  70c * 140.000  00 

Revetment  excavation,  209,000  ou.  yds. 

glacial  drift  at  270 66,430  00 

Revetment  wall,  205,000  ou.  yds.  at  46c      92,280  00 
C.  T.  T.  R.  R.  Co.'s  temporary  bridge, 

MalnChannel 7,007  88 

C.  T.  T.  R.  R.  Co.'s  temporary  bridge, 

Desplaines  River 8,853  40 

Lyons-Summit       Road      temporary 

bridge.  Main  Channel 4,358  08 

Total  cost  of  section S  794.982  07 

Amount  earned  to  January  1. 1899— 

During  Sireeter  &  Kene- 
fiok's  contract,  as  per 
vouchers $158,871  74 

During  Angus  &  Glndele's 
contract,  as  per  vouchers  240.226  02 

During  Halvorson,  Rich- 
ards &  Co.'s  contract,  as 

per  vouchers 322,146  18 

$  720.T43  94 
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Unfinished  work,  as  estimated $    74.2S8  18 

Rcseryed  peroentafrea 87.874  45 

Unpaid  vouchers 11,668  70 

Balance  required  to  complete  section^  178,765  28 


Proportion  of  work    completed^  90.7   per 
cent. 


Section  ''D'^—E.D.  Smith  <S;  Co..  Contractors. 

On  March  2nd  (page  458S),  the  Board  of 
Trustees  reduced  the  bond  of  the  contractors 
on  this  section  from  $75,000.00  to  $3,000.00 
and  released  their  supplemental  bond  of 
$75,000.00  which  was  given  at  the  time  the 
section  was  enlarged  from  station  510  to  the 
westerly  boundary  line  of  the  right  of  way 
of  the  C.  T.  T.  R.  R.  Co. 

The  final  voucher  on  this  section  was  ren- 
dered November  16,  1897.  The  cost  of  the 
section  is  1594,919.88  (page  4600). 


Section  "C" — Western  Dredging  &  Improve- 
ment Gomjiany^  Contractor. 

The  work  on  this  section  was  completed  in 
September,  1898,  and  the  quantities  vouchered 
during  the  year  were  as  follows:  8,482  cubic 
yards  glacial  4rl ft  from  the  Main  Channel; 
8,251  cubic  yards  of  glacial  drift  from  the 
River  Diversion,  and  2,555  cubic  yards  of 
slope  revetment. 

On  February  9th  (pages  4552-3) ,  the  Board 
authorized  the  Issuance  of  a  voucher  to  this 
company  for  $10,000.00  of  its  reserved  per- 
centage fdr  the  purpose  of  paying  its  indebt- 
edness to  the  laborers,  etc.,  on  this  section, 
l^he  money  was  disbursed  under  the  direction 
of  the  Clerk  of  the  District,  and  on  March  30th 
(pages  4696-7),  he  reported  that  $9,834.96  of 
this  amount  had  been  paid  to  the  company's 
creditors  and  the  balance,  which  amounted 
to  $165.01,  was  paid  to  the  contractor  (Voucher 
No.  2884,  Engineering  Department  files). 

On  July  29th  (pages  5011-12),  the  Board 
authorized  its  President  and  Clerk  to  divert 
from  the  reserved  percentage  due  the  con- 
tractor for  this  section,  a  sufiScient  amount 
to  pay  additional  indebtedness  incurred  by 
the  said  contractor.  The  total  amount  paid 
under  this  order  was  $8,610.08,  and  on  Au- 
gust ISth  this  Department  issued  a  voucher 
against  the  said  reserved  percentage  for  thU 
amount  (Voucher  No.  2531,  Engineering  De- 
partment files). 

On  October  12th  (page  5191),  the  final 
voucher  for  this  section  was  submitted  to  the 


Board  and  was  referred  to  the  Committee  on 
Engineering.  On  December  14th  (pages 
5823-4) ,  the  Board  ordered  the  payment  of 
this  final  voucher  with  the  exception  of 
$7,500.00,  which  was  held  to  cover  the  claim 
against  the  company,  which  was  pending  in 
the  court  (Voucher  No.  2674,  Engineering- 
Department  files.) 

On  November  30th  (page  5288),  Mr.  John 
M.  Duffy,  Attorney  for  the  contractor  for 
this  section,  sent  a  communication  to  the 
Board,  informing  it  that  the  Western  Dredg* 
ing  and  Improvement  Company  intended  to 
file  with  the  Sanitary  District  a  claim  for 
**additional  compensation  over  and  above  the 
price  per  yard  provided  in  their  contract  for 
glacial  draft  for  the  excavation  of  certain 
conglomerate  hard  material  from  said  Section 
C.'^  The  communication  was  referred  to  the 
Joint  Committee  on  Engineering  and  Judic- 
iary. On  December  2l8t  (page  5856)  a  state- 
ment of  this  company's  claims  was  presented 
to  the  Board  and  referred  to  the  Committee 
on  Judiciary. 

The  condition  of  the  work  on  this  section 
is  as  follows: 

Main  channel  prism,  1,850,498  cublo 
yards  glacial  drift  at  23Hc %  484,865  86 

Muck  berm,  26,643  cubic  yards  glacial 
driftatSS^c 6,961  11 

Surface  ditches,  1,858  cubic  yards  glac- 
ial drift  at  28V^c 485  46 

Slope  washouts,  2,556  cubic  yards  glac- 
ial drift  at  23Hc 600  68 

Kevetting  slopes,  2,555  cubic  yards 
glacial  drift  at  28^c 600  42 

River  diversioti  prism,  170,788  cubic 
yards  glacial  drift  at  28Vic 40,185  IS 

Saving  building  sand,  6,953  cublo  yards 
at  12«/6o 781  68 

Raising  I.  &  M.  Canal  spoil  bank 679  OS 


Total  cost  of  section $  484,259  40 

Amount  earned  and  paid  to  January 
1, 1899 484,259  40 


Proportion    of  work    completed,   100    per 
cent. 


Section  '*2?" — Heldmaier  db  Xeu,  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered September  11,  1S97.  The  supplemen- 
tary final  was  rendered  September  16,  1897. 

The  cost  of  the  section  is  $498,587.76 
(page  4,601). 


Section  '*^" — Heldmaier  &  Xeu,  Contractors. 

As  was  stated  In  last  year's  report  (page 
4,601)  this  section  was  completed  in  1897,  but 


J 


May  17.] 


—6711— 


[189^ 


the  final  voucher  was  not  rendered  that  year. 
This  voucher  was  issued  by  this  Department 
on  the  Sth  of  January,  1898,  and  14,273  cubic 
yards  of  glacial  drift  from  the  Main  Channel 
were  vouchered  thereon.  The  final  certificate 
for  same  was  submitted  to  the  Board  on  Jan- 
uary 12th  (pa^e  4478)  and  was  referred  to 
the  Committee  on  Engineerins:.  On  January 
26th  (pages  4521-2)  the  Board  authorized  the 
payment  of  this  final  voucher,  which 
amounted  to  $108,097.00  (Voucher  No.  2,379, 
En^neerinfT  Department  files) . 

On  February  9th  (pages  4547-8)  the  Board 
approved  the  new  bond  of  these  contractor.'*, 
amounting  to  $108,097.00,  and  which  was  re- 
quested on  January  26th  (pages  4521-2)  as  a 
protection  against  any  liability  arising  out  of 
any  suits  against  the  contractors  which  were 
pending  in  the  courts. 

On  June  1st  (pages  4846-7)  the  Board 
authorized  the  reduction  of  the  original  bond 
of  these  contractors  from  $75,000.00  i6 
$5,000.00,  and  on  July  20th  (page  4978)  the 
reduced  bond  was  formally  accepted  by  the 
said  Board. 

The  condition  of  work  on  this  section  is  the 
same  as  was  shown  in  the  last  Annual  Re- 
port (pages  4601-2 1,  with  the  difference  that 
the  balance  remaining  to  be  vouchered  at 
that  time  has  since  been  wiped  out  by  the 
issue  of  the  final  voucher  for  a  iilce  amount. 


Section  1 — Griffiths  <fc  AfcDermott,  Contractors. 

On  January  Sth  (page  4448) ,  the  Board  ap- 
proved a  new  bond  of  the  contractors  for 
this  section,  amounting  to  $5,000.00,  in  lieu  of 
their  original  bond  of  $100,000.00. 

This  section  was  reported  in  last  year's  re- 
port (page  4602)  as  having  been  entirely 
completed.  On  October  3rd,  however,  a  lit- 
tle worlc  was  done  by  Geo.  F.  Keller,  filling 
in  the  WUlow  Springs  Road  Temporary 
Bridge  approach  with  gravel  which  is  charge- 
able to  this  section.  The  voucher,  amount- 
ing to  $7.00  was  issued  on  October  Srd  and 
passed  by  the  Board  October  12th  (Voucher 
No.  2,587,  Engineering  Department  files). 

The  condition  of  work  on  this  section  is 
the  same  as  was  shown  In  the  last  Annual 
Report  (page  4602)  with  an  addition  of  the 
item  of  $7.00  as  noted  above. 


dered  February  16,  1897.    The  total  cost  of 
the  section  is  $940,975.86  (page  4608). 


tSectioTi  3 — Gilman  <t  Co.,  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered October  81,  1896.  The  total. cost  of  the 
section  is  $841,291.85  (page  4608). 

On  January  19,  1898  (page  4504),  the  Board 
reduced  the  bonds  of  these  (Contractors  from 
$100,000.00  to  $6,000.00. 


Section  4 — Jfc Arthur  Bros.,  CotUractors. 

The  final  voucher  on  this  section  was  ren* 
dered  January  26,  1897.  The  toUl  cost  of 
this  section  is  $1,058,638.66  (pages  4603-1). 


Section  5  —  The    Qualey  Construction  Com- 
jMny^  Contractor. 

The  final  voucher  on  this  section  was  ren- 
dered April  1,  1897.  The  total  cost  of  this 
section  is  $755,860.92  (page  4604). 


Sectioti  6 — Mason,  Hoge,   King  tfc  Co.,  Con- 
tractors. 

The  final  voucher  on  this  section  was  ren- 
dered October  31,  1896.  The  total  cost  of  the 
section  is  $742,193.37  (page  3840). 


Section  7 — J/itMon,   Hoge  <jt  Co.,  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered October  31, 1896.  The  total  cost  of  the 
section  is  $797,495.98  (pages  3840-1). 


Section  2 — Jfc  Arthur  Bros.,  Contractors. 
The  final  voucher  on  this  section  was  ren- 


Section  8— J/inww,   JToge^   King  ct*  Co.,   (Con- 
tractors. 

As  was  stated  in  the  last  Annual  Report 
(page  3841),  this  section  was  completed  in 
1896,  except  that  portion  lying  within  the 
limits  of  the  Santa  Fe  right  of  way.  The 
final  voucher  for  said  work  was  rendered  on 
October  31,  1896. 

On  March  2,  1898  (pages  4581-2),  the  Board 
ordered  the  payment  to  the  regular  contract- 
ors for  this  section,  the  $15,000.00  withheld 
from  their  reserved  percentage  as  ordered  by 
the  Board  on  June  23,  1897  (pages  4064-5). 
On  March  16th,  (pages  4666-7),  the  Clerk  was 
instructed  to  pay  the  said  sum  to  the  said 
contractors  upon  the  execution  and  filing  of 
the  receipt  and  release  in  the  form  published 
in  the  above  mentioned  pages. 
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Oq  April  I3th  (pa^e  4742),  the  Board  or- 
•dered  placed  oa  file  the  claim  for  extra  work 
by  these  contractors  for  movinf?  channelers 
and  cableways  on  this  section. 

On  May  ISth  (pagfe  4818) ,  the  Board  ordered 
the  advertisement  for  the  remoTal  of  that 
portion  of  the  rock  in  the  Main  Channel 
which  lies  in  the  Banta  Fe  rig:ht  of  way,  and 
bids  were  received  for  same  on  July  20th 
<pages  4978-9).  On  July  29th  (5009-10),  the 
Board  awarded  this  work  to  Mason,  Hoge, 
Kintr  &  Co.,  who  were  the  lowest  bidders, 
said  bid  being  63  cents  per  cubic  yard.  The 
bond  on  this  contract  was  approved  by  the 
Board  on  August  10th  (pages  5059-67).  Un- 
<ler  this  contract,  these  contractors  excavated 
4,000  cubic  yards  from  the  Main  Channel 
•during  the  year. 

The  condition  of  work  on  this  section  is  as 
follows : 

Main  Channel  prism,  48,578  ou.  yds. 

glacial  drift  at  960 |    11,880  28 

Approaches  to  Stephens  Street  Bridge, 

6,692  ou.  yds.  glacial  drift  at  26c. . . .  1,718  02 
Main  Channel  prism,  1,140,406  ou.  yds. 

solid  rook  at  74^0 852,464  96 

Main  Channel  prism,  19,783  cu.  yds. 

solid  rook  at  68o 12,463  66 

Scabbllng  for  retaining  wall  founda- 
tion, 728  ou.  yds.  solid  rock  at  749^0  540  44 
Tunnel  and  open  out  under  Santa  Fe 

tracks,  exoayatton,   121.1  on.  yds. 

solid  rook  at  $1.50 181  65 

Tunneling,  92  lin.  ft.  at  $6.00 552  00 

Retaining  wall,  2,874.9  cu.  yds.  at  $8.26  9,843  48 
River  Diversion  prism,  57,766  ou.  yds. 

glacial  prlft  at  S6o 15,019  16 

Approaobes  to  Stephens  Street  Bridge, 

186  ou.  yds.  glacial  drift  at  26c 85  86 

River  Diversion  prism,  99,899  cu.  yds. 

solid  rook  at  74^0 74,800  76 

Mason,  Hoge,  King  &  Co.^s  settle- 
ment of  claims 5,011  41 

Agnew  &  Co.*8  settlement  of  claims. .       2,000  00 

Moving  cable  towers 2,992  15 

Moving  telecrraph  lines 467  58 

A.,  T.  &  S.  F.  Ry.  Co.'s  temporary 

bridge,  Desplaines  River $    18,788  80 

Stephens   Street    temporary   bridge, 

MainChannel 1,115  09 

Suppressing  fires  on   and   repairing 

levee 245  07 

Stephens  Street  improvement 1,000  00 

Quarrying  dimension    stone,    1,370.2 

cu.  yds.  at  $1.00 1,.^0  20 

Total  cost  of  section *$1,010,894  94 

*The  item  of  Stephens  Street  (Lemont  Road) 
Bridge  across  the  Desplaines  River  was  taken 
from  the  account  of  tills  section  and  placed  in 
the  Bridges  Estimate. 


Amount  earned  to  January  1, 1899...  .$1,(H)0.95*2  36 
Unfinished  work 9,948  66 


Reserved  percentaires 315  00 

Balance  required  to  complete  section  $    10,257  66 

Proportion  of  work  completed,  99  per  cent. 


Section  9 — ffolvorsoiiy  Richards  d;  Co., 
Contr<iCtors. 

The  final  voucher  on  this  section  was  ren- 
dered! on  October  31,  1896.  The  total  cost  of 
the  section  is  $819,424.30  (page  3842). 


Section  10— E.  D.  Smith  &  Co.,  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered October  81,  1896.  The  total  cost  of 
the  section  is  $1,009,136.70  (page  4606).  The 
item  of  Western  Btone  Cocapany^s  bridge 
across  the  Desplaines  River  was  taken  from 
tho  account  of  this  section  and  placed  in  the 
Bridges  Estimate. 

On  January  12,  1898  (pages  4478-9)  the 
Western  Stone  Company  presented  to  the 
Board  claims  amounting  to  $956.94  for  dam- 
ages alleged  to  have  been  caused  l»y  the 
blowing  up  of  a  bridge  crossing  the  Main 
Channel  at  its  quarry  No.  5,  on  August  31, 
1895.  The  matter  was  referred  to  the  Joint 
Committee  on  Engineering  and  Finance  on 
that  day. 

On  March  2nd  (page  4582)  the  Board  re- 
duced the  bonds  of  these  contractors  from 
$100,000.00  to  $5,000.00. 


Section  11 — Maxon,  Hoge  d:  Co.,  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered on  October  31,  ISIKI  The  total  cost  of 
the  section  is  i^41,5Tl.92  (page  3843). 


Section  12— Mason,  Hoge  <t*  Co.,  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered on  October  31,  is%.  The  total  cost  of 
the  section  is  $860,549.9^)  (paj?es  4(506-7). 


Section  13 — Mason,  Hoge  <l*  i^o..  Contractors. 

The  final  voucher  on  this  section  was  ren- 
dered on  October  31,  189().  The  total  cost  of 
the  section  is  -<^19,asS.19  (pajjes  3843-4). 


i 
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Section  14 — Smith  <t*    Eastman^    Contractors 

for  Excavation.     Campbell  &  Denniis, 

Contritctors  for  Retaining  Wall. 

The  final  voucher  to  Smith  &  Eastman  was 
rendered  on  October  31,  1S96  (total  cost, 
1852,122.29,  pa^e  8679),  and  to  Campbell  & 
Dennis  on  August  16,  1897,  (total  cost, 
179,334.81,  page  4167).  The  entire  cost  of 
the  section  is  $931,457.10  (pa^e  4607). 

On  February  9,  1898  (page  4547),  the  Board 
authorized  the  payment  to  Smith  &  Eastman 
of  133.798.70  of  the  $39,549.18  which  was 
withheld  from  their  reserved  percentage  on 
account  of  claims  previously  pending  against 
these  contractors  and  that  the  remaining 
$5,750.48  be  retained  on  account  of  the  pend- 
ing claim  of  the  Bates  Machine  Company. 
On  February  ICth  (page  4568),  these  same 
contractors  presented  a  communication  to 
the  Board  in  reference  to  the  amounts  with- 
held by  it  from  them  and  the  matter  was 
referred  to  the  Joint  Committee  on  Judiciary , 
and  Engineering.  On  February  24th  (page 
4575),  the  Board  authorized  its  Clerk  to  de- 
liver to  these  contractors  $83,798.70  on  con- 
dition^ that  they  waive  all  claims  for  interest 
thereon  and  also  that  they  agree  to  the  reten- 
tion by  the  District  of  $5,750.48  as  security 
for  any  claims  against  them.  ' 


Section  15 — Wright^  Meysenburg^   Sinclair  & 

Carry,  Contractors  for  Excavation 

and  Retaining   Wall. 

The  final  voucher  for  this  contract  was 
rendered  January  21,  1S97,  the  total  cost  of 
which  is  $552,038.46  (pages  4607-8). 

On  April  27,  1898  (page  4779),  these  con- 
tractors presented  a  communication  to  the 
Board  in  reference  to  a  release  of  bond  on 
this  contract,  which  was  referred  to  the  Com- 
mittee on  Judiciary.  On  May  llth  (page 
4807),  the  Board  authorized  the  reduction  of 
their  bond  from  $100,000  to  $5,000,  and  on 
June  16th  (pages  48S9-90),  the  new  bond  was 
approved. 


Section   15 — Chriatie  <t*  Loive  and   Griffiths  <t* 
McDertnott^  Contractors^  Disposal  Works. 

Christie  &  Lowe  Contract— On  August 
24th  (page  5129),  these  contractors  presented 
a  communication  to  the  Board  asking  for  a 
reduction  of  the  bond  of  their  coatract  which 
was  referred  to  the  Committee  ou  Finance. 
On  October  I2th    (page  5192),  the  Board  ap- 


proved a  new  bond  for  $5,000  00  in  lieu  of  the 
original. 

On  November  23rd  (page  5277)  these  con- 
tractors presented  a  communication  to  the 
Board  making  claims  for  extras  on  their  con- 
tract on  account  of  the  substitution  of  the 
equalizing  device  for  the  oue  bid  on  for  the 
Bear  Trap  Dam  and  for  the  loss  of  time  occa- 
sioned by  the  failure  on  the  part  of  the  Dis- 
trict to  prepare  the  foundations  for  the  said 
dam  in  time  for  them  to  complete  their  con- 
tract as  intended.  The  matter  was  referred 
to  the  Committee  on  Engineering.  On  De- 
cember 28th  (pages  5376-7)  the  Board  re- 
ported on  this  matter  and  autl^rlzed  the  pay- 
ment to  these  contractors  of  $4,000.00  on 
account  of  work  to  be  done  under  their  con- 
tract, and  that  the  said  amount  be  charged 
to  their  account. 

Griffiths  &  McDermott  Construction 
Company  Contract — This  company  practi- 
cally completed  the  masonry  work  in  last 
November.  The  amount  vouchered  to  it  dur- 
ing  the  year  1898  was  5,020  cubic  yards  of 
concrete  masonry. 

On  January  8th  a  voucher  for  $231.23  was 
Issued  to  the  Griffiths  &  McDermott  Con- 
struction Company  for  labor  expended  in 
June,  July  and  August  of  1897  in  removing 
iron  from  a  point  which  Interfered  with  the 
progress  of  its  work. 

The  condition  of  work  on  these  contracts 
is  as  follows : 

Christie  &  Lowe— 
£xoavatlon,  1,888  cable  yards  solid 

rock  at  59c $        730  48 

Concrete,  886.8  cubic  yards  at  $5.00.        4,184  00 

Lump  sum  for  sluice  gates 12i'.000  00 

Lump  sum  for  Bear  Trap 58,000  00 

Total  for  Christie*  Lowe $  182,914  48 

Grflaiths  &  McDermott— 

Excavation,  8,867  cu.  yds.  solid  rook 

at  83.00 $  17,734  00 

Concrete,  5,200  cu.  yds.  at  $8  00 15,600  00 

Concrete,  2.901  cu.  yds.  at  $8.60 10,443  60 

Concrete,  2,450  ou.  yds.  at  $4.60 11,270  00 

Lump  sum  for  metal  and  lumber. . .  14,800  00 

Extra  labor  removing  iron 231  83 

Total  for  Griffiths  &  McDermott 
Construction  Co %    69,478  83 

Total  cost  of  Disposal  Work? $  252,393  25 
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-I  343,570  26 


Unfinished  work %     8,814  00 

Reserved  peroentages— 

Christie  &  Lowe %     4,900  00 

Griffiths   &   MoDermott 
Construction  Co 6,489  20 


$    11,880  80 


Balanoe  required  to  complete  work.$   20,208  20 


Proportion  of   work  completed,  96.5  per 
cent. 


Section  16—Hayei  BrotfierSy  Contractors. 

On  January  I9th  fpage  4489),  the  Chief  En- 
gineer transmitted  a  form  of  advertisement 
f»r  this  section  which  was  referred  to  the 
Committee  pn  Engineering,  and  on  February 
2d  (pages  4531-31  ,  the  Board  authorized  the 
same  to  be  advertised. 

On  April  6th  pages  4780-1),  the  bids  for 
this  work  were  opened  and  referred  to  the 
Chief  Engineer  for  tabulation.  On  April 
18th  < pages  4743-51 »,  the  Board  awarded  the 
contract  to  Hayes  Brothers,  who  were  the 
lowest  bidders.  The  prices  bid  for  this  work 
ranged  from  39  cents  to  58>^  cents  per  cubic 
yard.  On  April  20th  « page  4761  ,  the  Board 
approved  the  bond  on  this  contract  and 
Hayes  Brothers  immediately  began  opera- 
tions. These  contractors  excavated  96,000 
cubic  yanis  during  the  year. 

Under  the  extra  work  clause  of  their  con- 
tract, Hayes  Brothers  built  and  graded  a  new 
Lockport  Road,  which  crosses  this  section. 
This  road  was  diverted  from  its  old  location 
and  is  being  used  for  traffic  while  the  Lock- 
port  Road  new  bridge  is  being  constructed. 
During  the  year,  $1,138.90  were  vouchered  on 
this  account  i  Voucher  No.  2,712,  Engineering 
Department  files  .    On  November  21st  rsee 
his  letter  book,  page  102 1,  the  Chief  Engineer 
ordered  P.  T.  Dunn  &  Co.  to  install  electric 
lights  at  each  end  of  this  temporary  road  at 
a  total  cost  of  $50.00  for  installation  and  17.00 
a  month  for  furnishing  lamps  and  current. 
During  the  year  ^2.33  were  vouchered  an 
this  account  (Voucher  No.  2,680,  Engineering 
Department  files). 


The  condition  of  work  on  this  section  is 
as  follows : 

Main  Channel  prism,  165,000  ou.  yds. 

at  39c $64,830  00 

Lockport  temporary  road 1.191  28 

Total  cost  of  section  $65,511  23 

Amount  earned  to  January  1, 1890 38,681  28 

Unfinished  work $26,910  00 

Reserved  percentage 4,680  00 

Unpaid  vouchers 615  78 


Balance  required  to  complete- $82,205  73 


Proportion  of   work   completed,  58.9   per 
cent. 


Section   V7^Heldmaier   &  Neuy  Contractors. 

On  January  19th  (page  4489),  the  Chief 
Engineer  transmitted  a  form  of  advertise- 
ment for  this  section  which  was  referred  to 
the  Committee  on  Engineering.  On  Feb- 
ruary 2nd  (pages  4531-3*,  the  Board  author- 
ized the  same  to  be  advertised. 

On  April  6th  'pages  4730-1),  the  bids  for 
this  work  were  opened  and  referred  to  the 
Chief  Engineer  for  tabulation.  On  April 
29th  (pages  4781-5),  the  Board  awarded  the 
contract  to  Heidmaier  &  Neu.  The  firm  of 
J.  C.  Regan  &  Co.  were  the  lowest  bidders, 
but  were  considered  by  a  majority  of  the 
Board  as  unable  to  carry  on  a  contract  of 
such  magnitude.  On  April  80th  (pages 
4788-96),  the  Board  approved  the  bond  on 
this  contract.  During  the  year  these  con- 
tractors performed  the  following  work  — 
94,400  cubic  yards  solid  rock ;  71,500  cubic 
yards  of  earth  and  14,500  cubic  yards  of 
levee  embankment. 

Ou  October  21st,  a  voucher  for  $302.21  was 
issued  to  the  A„  T.  &  S.  P.  Ry.  Co.  for  sun- 
dry work  in  connection  with  changing  tele- 
graph lines.  This  work  was  done  under  the 
general  contract  between  the  Banta  Fe  Com- 
pany and  the  Sanitary  District  (Voucher  No. 
2,622,  Engineering  Department  flies  . 

The  condition  of  work  on  this  section  is  as 
follows : 

Main  Channel  prism,  287,470  cu.  yds. 

glacial  drift  at  29c $    88.866  30 

Main  Channel  prism,  828,560  cu.  yds. 

solid  rook  at  63c 206,992  80 

Construction  of  levee,  18,000  cu.  yds. 

at  89c 7,020  00 

Changing  location  of  telegraph  lines..  802  21 


Total  cost  of  section $  297,681  81 

Amount  earned  to  January  1 ,  1899 ... .      86, 164  21 
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Unfinished  work S  211,617  10 

Reserved  peroentafre 10.732  75 

Unpaid  voucliers 16t470  75 

Balance  required  to  complete S  238,729  60 

Proportion  of  work  completed,  38.9    per 
cent. 


Section  18 — GaJiau  <fe  Byrne^  Contractors. 

On  February  16th  (paife  4568)  Trustee 
Jones  presented  an  order  to  the  Beard  for 
the  advertisement  of  the  work  on  Desplaines 
River  in  and  near  Joliet,  which  was  referred 
to  the  Committee  on  Enffineerinsr.  On  Feb- 
ruary S6th  (page  4577)  Trustee  Kelly.  Chair- 
man of  the  said  Committee,  requested  further 
time  in  which  to  report  on  same,  which  was 
granted.  On  March  2nd  (page  4583)  Trustee 
Kelly  again  asked  for  an  extension  of  time  in 
this  matter,  which  was  granted.  On  April 
6th  (page  4729)  the  Committee  on  Engineer- 
ing reported  that  the  plans  for  this  work 
were  changed  and  recommended  that  the 
original  order  of  February  16th  be  placed  on 
file.  The  Board  adapted  said'  report  and  con- 
curred in  said  recommendation  on  that  date. 

On  April  29th  (page  4785)  the  Board  or- 
dered the  advertisement  of  the  work  of  this 
section  under  the  revised  plans,  and  on  June 
29th  (pages  4929-31)  the  bids  on  sapie  were 
presented  to  the  Board  and  referred  to  the 
Chief  Engineer  for  tabulation.  On  July  ISth 
(pages  4960-1)  the  Board  awarded  the  con- 
tract to  Gahan  &  Byrne,  and  on  July  29th 
(pages  4991-5004)  the  bond  was  approved  on 
same.  On  August  3rd  (pages  5016-17)  the 
Board  reduced  the  said  bond  from  $100,000.00 
to  $25,000.00.  On  December  14th  (page  5345) 
the  Board  received  a  communication  from 
the  contractors  on  this  section  askifig  assur- 
ance of  protection  and  indemnification  from 
possible  claims  that  may  arise  during  the 
progress  of  the  work.  The  communication 
was  referred  to  the  Committee  on  Engineer- 
ing. 

The  eondition  of  work  on  this  section  is  as 
follows: 

Excavation  of  Desplaines  River  chan- 
nel, prism,  175,500  cu.  yds.  glacial 
drift  at45.2c $    79,826  00 

Excavation  of  I.  &  K.  Canal  channel, 
prfam,  7,670  en.  yds.  glacial  drift  at 
58o 4,448  60 

Excavation  for  construction  of  core, 
55,400  cu.  yds.  glacial  drift  at  22c. ...      12, 188  00 

Bemoral  of  Dams  Nos.  1  and  2  and 
Adams  Dam 4,000  00 


I 


Construction  of  new  dam  above— 59.0  $  17,751  00 

Constrnotion  of  new  dam  below 
—^0.0, 150  on.  yds.  concrete  at  $1.60         225  00 

Excavation  for  retaining  wall  foun- 
dation, 8,000  ou.  yds.  glacial  drift  at 
86c 720  00 

Retaining  wall,  6,800  cu.  yds.  at  $4.05     25,515  00 

Excavation  from  lock  wall,  50  ou.  yds. 
glacial  drift  at  $1.50 75  00 

Portland  cement  concrete,  repairing 
lock  walls,  250  cu.  yds.  at  $6.00 1,500  00 

Construction  of  wall.  By-pass,  400  cu. 
yds.  at  $4.05 1,620  00 

Furnishing  and  placing  cast  iron  pipe 
and  water  gate,  By-pass 8,250  00 

Bxoayation,  By-pass,  15  ou.  yds.  gla- 
cial drift  at  $1.40 2100 

Extra  work,  account  earth  core 1 16  18 

Total  cost  of  section $  150.755  78 

Amount  earned  to  January  l,  1899 19,158  58 

Unfinished  work $  131,597  80 

Reserved  percentage 2,380  SO 

Unpaid  vouchers 1,460  88 

Balance  required  to  complete $  185,448  88 


Proportion  of   work    completed,  12.7  per 
cent. 


Miscellaneous    Work   Betioeen  Lockport    and 

Joliet. 

Under  the  existing  contract  with  the  Illi- 
nois and  Michigan  Canal  Commissioners,  the 
Sanitary  District  is  required  to  maintain 
navigation  during  the  progress  of  its  work  in 
and  near  Joliet.  On  March  23d  (page  4694) 
the  Board  ordered  the  Chief  Engineer  to 
arrange  for  the  construction  of  a  crib  on  con- 
tract Sections  seventeen  (17)  and  eighteen 
(18).  In  furtherance  9f  this  order,  the  Chief 
Engineer  made  arrangements. with  the  follow- 
ing firms:  On  March  21st  an  agreement  was 
entered  into  with  Heldniaier  &  Neu  to  do  all 
the  necessary  work  of  building  the  crib  and 
filling  the  same  so  as  to  make  it  water  tight, 
they  to  receive  123^^  per  cent  of  the  labor  cost 
of  the  work.  On  March  26th  (see  his  letter 
lx)ok,  page  369)  the  Chief  Engineer  author- 
ized the  South  Side  Lumber  Company  to 
supply  the  lumber  for  this  work  at  a  price 
not  to  exceed  S9.50  per  thousand  feet  B.  M. 
The  acceptance  of  same  bears  date  of  March 
29,  1898.  On  March  19th  the  Board  of  Canal 
Commissioners  submitted  a  proposal  for  the 
use  of  its  canal  dredge  in  the  prosecution  of 
this  work.  The  price  a^ked  for  was  ^5.00 
per  day,  and  the  Chief  Engineer  accepted 
the  said  proposal  on  March  22nd  (see  his 
letter    book,    page    868).    On    March    26th 
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(see  his  letter  book,  pa^re  «^66)  the  Chief 
Engineer  authorized  the  Consolidated  Steel 
and  Wire  Company  to  supply  the  nails  for 
this  work,  the  price  not  to  exceed  $1.50  per 
one  hundred  (100)  pound  ketr.  Work  was 
be^un  by  Heldmaier  &  Neu  in  the  latter  part 
of  March  and  practically  finished  on  July  1st. 

On  April  8th  (pafire  4740)  the  Board  author- 
ized the  Clerk  to  draw  a  warrant  upon  the 
Treasury  of  the  District  in  the  sum  of 
$5,000.00  for  the  purpose  of  paying  the  labor- 
ers and  employes  who  were  prosecuting  the 
work,  and  on  July  20th  (page  4977)  the  said 
amount  was  transferred  to  the  Treasury. 

The  vouchers  presented  and  paid  on  this 
account  during  1898  are  as  follows : 

Wm.  Adam  Lumber  Co.  0  amber) I      254  22 

South  Side  Lumber  Co.  (lumber) 10,529  86 

Consolidated  Steel  and  Wire  Co.  (nails)  968  05 
Board  of  Canal  Commissioners  (use 

of  dredge  and  repairing  plant) 5,260  70 

James  Reddlok  (pay  rolls) 11,605  97 

Heldmaier  A  Neu  (superintendence, 

etc) 8.550  21 

Total I    82,146  01 

Leas  amount  unpaid  pay  envelopes. . .  4  12 

Total  amount  paid  on  crib  work ....  $   82,140  99 


Bridges . 

This  branch  of  construction  was  pushed 
vigorously  in  1898.  During  that  period,  con- 
tracts for  eleven  substructures  and  fourteen 
superstructures  were  entered  into  and  in  a 
number  of  cases  final  vouchers  were  ren- 
dered. 

On  July  IStb  (page  4964),  a  resolution  was 
presented  by  Trustee  Jones  that,  wherever 
practicable,  no  center  pier  bridges  should  be 
constructed  by  the  District  in  the  future.  On 
December  2l8t  (page 5354 f,  the  Board  placed 
the  said  resolution  on  file. 


Vati  Bur  en  Street  Approach  Spa?ty  ('hicago 
River.  Double  Roadway  Each  IS  Feet  Wide; 
Two  sidewalks  Each  8  Feet  Wide;  Length, 
73  Feet  4  Inches.  Chicago  Bridge  and 
Iron  Company^  Contractor. 

On  October  .5th  (page 5181).  the  Board  au- 
thorized the  advertisement  of  this  work,  and 
on  December  7th  (pages  5.S08-8a),  two  bids 
were  received  on  same,  namely,  the  Chicago 
Bridge  and  Iron  Company  and  the  Lydon 
and  Drews  Company.  On  December  10th 
(pages  5311-13),  the  Board  atrarded  the  con- 


tract to  the  Chicago  Bridge  and  Iron  Com- 
pany, which  was  the  lowest  bidder.  The 
total  cost  of  this  work  will  be  919,495.88.' 

On  December  81st  f  pages  5S86-7),  the  Board 
ordered  the  elimination  of  the  penalty  clause 
from  this  contract. 

The  contract  for  this  work  was  not  exe- 
cuted during  the  year  1898. 


Taylor  Street  and  Chicago  Terminal  TrafM' 
fer  Railroad  Company^s  Bridges^  Chicago 
River. 

On  November  2drd  (pages  5274-6),  the 
Committee  reported  on  the  problem  of 
deepening  and  widening  the  Chicago  River 
at  and  near  Taylor  street,  submitting  two 
alternative  propositions  for  its  solution.  One 
was  the  condemnation  of  84,442.50  square 
feet  of  land  and  the  other  the  removal  of  the 
Chicago  Terminal  Transfer  Railroad  Com- 
pany's Bridge  and  the  Taylor  Street  Bridge, 
with  their  center  piers,  and  the  construction 
of  two  new  bridges  of  the  bascule  type.  The 
relative  cost  of  these  two  propositions  was 
prepared  by  the  Chief  Engineer  and  the 
bridge  plan  was  found  to  be  the  less  costly. 
The  Committee  further  reported  that  the 
Scherzer  Rolling  Lift  Bridge  Company's  de- 
sign is  the  best  for  use  in  the  premises  and 
recommended  that  it  be  adopted  by  the  Board 
and  purchased  for  the  sum  of  $88,000.00. 
The  report  was  adopted  by  the  Beard  on  that 
date. 

On  December  6th  (pages  5291-2),  the  form 
of  contract  with  the  Bcherzer  Rolling  Lift 
Bridge  Company  was  approved  by  the  Board 
and  on  December  10th  (pages  5314-15),  the 
bond  on  ^same  was  approved.  A  voucher  for 
$12,666.67  was  issued  to  this  company  on 
December  13th  on  account  of  these  two 
bridges  (Voucher  No.  2701,  Engineering  De- 
partment files). 


South  VrCBt  BoultTard  Bridge,  Jfain  Chantaly 
Section  ^'O."  Double  Roadway,  Each  24 
Feet  Wide;  Two  Sidewalks,  Each  6  Feet 
Wide;  Length,  321  Feet;  Weight  of  Steel 
and  Iron  in  Structure,  1,458.809  Pounds. 
Bemzette  Williams,  Contractor  for  Sub- 
structure. J.  (}.  Wagner  (fc  Co.,  Contractor 
for  Sujjer structure. 

On  May  25th  (page  4833),  the  Chief  Engi- 
neer presented  a  final  certificate  for  the  work 
of  the  substructure  of  this  bridge,  which  was 
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referred  to  the  Committee  on  Engineering. 
On  July  6th  (pagres  4935-6),  this  Committee 
reported  that  the  Chief  Engineer  had  issued 
a  new  final  certificate  in  lieu  of  the  one  pre- 
sented to  the  Board  on  May  2oth,  and  recom- 
mended that  the  said  certificate  be  paid  by 
the  District.  The  Board  concurred  in  said 
recommendations  on  the  same  date. 

On  July  13th  (page  4963),  the  contractor 
for  this  substructure  presented  a  communica- 
tion to  the  Board  giving  notice  that  the 
amount  shown  on  the  final  certificate  passed 
by  the  Board  on  July  6th  does  not  represent 
the  full  amount  due  him.  The  communication 
was  ordered  printed  and  placed  on  file. 

On  December  14th  (page  5845),  the  City 
Trust  Safe  Deposit  and  Surety  Company  of 
Philadelphia  presented  a  communication  aslc- 
ing  for  the  execution  of  a  release  of  bond  on 
the  contract  for  this  substructure,  which  was 
referred  to  the  Committee  on  Judiciary. 

During  the  year  the  contractor  for  the  sub- 
structure completed  2,577.94  cubic  yards  of 
masonry  and  concrete,  and  the  values  vouch- 
ered,  including  the  final,  were  118,397.48.  The 
final  voucher  was  issued  by  this  department 
on  May  21st  (voucher  No.  2482,  Engineering 
Department  files*. 

In  the  Proceedings  for  June  23d  (page 
4915),  will  be  founa  an  order  of  the  Board  in- 
structing the  Clerk  to  notify  Julius  G.  Wag- 
ner, contractor  for  the  superstructure  of  this 
bridge,  to  appear  before  the  Committee  on 
Edgineering  at  its  meeting  held  June  27th. 

During  the  year  of  1898,  Hayes  Bros,  et  al. 
continued  to  haul  the  excavated  material 
from  Section  "N"  into  the  Southwest  Boule- 
vard and  Douglas  Park,  transferring  129,374 
cubic  yards  during  that  period. 

The  condition  of  the  contracts  on  this 
bridge  is  as  follows : 

Masonry,  2,0S9  83  cu.  yds.  at  $6  71 f    13,687  26 

Excavation,   7,464.5  on.  yds.   glacial 

drift  at  49^ 3,G94  93 

Piles,  8,004  lin  ft.  at  27^0 1,651  10 

Timber  in  foundations,  10,560  ft.  B.  M. 

at  $98.60 302  02 

Portland  cement  concrete,  1,670.61  cu. 

yds.  at  $7  sm 12,220  51 

Natural   cement  concrete,  711.5  cu. 

yds.  at  $5.00 3,657  50 

Coffer  dam 8,814  85 

Additional  cost  Bedford  stone 3,845  00 

Excavation,  acconnt  original  de.sivn, 

1,289  Gu.  yds.  ffiacial  drift  at  45c 560  05 

Piles,  account  original  design,  4,809 

lin.  ft.  at  250 '. 1,202,25 


Miscellaneous  work |  10,366  99 

Total  cost  of  superstructure 53,016  88 

Hauling  200,000  cu.  yds.  material  to 
Southwest  Boulevard  and  Douglas 

Park,  at  20c 40,000  00 

Total  cost  ot  bridge $  152,938  79 

Amount  earned  to  January  1, 1899. . . .  97,609  42 

Unfinished  work 8  55,829  37 

Reserved  percentages 4,161  47 

Unpaid  vouchers 1,693  88 

Balance  required  to  complete, ....  $  61,184  07 

Proportion  of    work    completed   63.8   per 
cent. 


.  1  » 


Eight-track  Bridge  on  Campbell  Avenue,  Jfain 
Channel,  {Section  ^'0^^*  Jor  the  Joint  Use  of 
the  Pittxburgh,  Cincinnati^  Chicago  <t-  St. 
Louis  Railway  Company,  tfie  Chicago  <fc 
Northern  Pacijlc  Railroad  Company,  and 
the  Union  Stock  Yard  &  Transit  Company. 

Four  Double-track  Bascule  Bridges,  Each  150 
Feet  in  Length;  and  Eight  Double-track 
Approach  Spans,  Each  145  Feet  and  9 
Inches  in  Length,  Each  Bridge  Consisting 
of  One  Span  and  One  Approach  at  Each 
End  of  Same. 

Scherzer  Rolling  Lift  Bridge  Company,  Con- 
tractor for  Substructure  and  Superstruc- 
ture. 

The  Proceedings  of  1898  abound  with 
records  of  the  proposed  Pan  Handle  Bridge. 
On  January  Pith  (pages  4480-3),  the  Com- 
mittee reported  on  the  bids  for  the  substruct- 
ure and  superstructure  of  this  bridge  (which 
were  referred  to  that  body  on  December  33, 
1897,  pages  4430-4),  and  awarded  the  sub- 
structure to  the  Lydon  &  Drews  Company, 
and  the  superstructure  to  the  King  Bridge 
Company.  On  January  19th  (pages  4480- 
4504),  the  Committee  on  Finance  presented  to 
the  Board  the  executed  contracts  of  the  two 
parts  of  this  work,  the  King  Bridge  Com- 
pany's dated  January  18th,  and  the  Lydon  & 
Drews  Company's  dated  January  19tb.  The 
Board  ordered  the  contracts  published  on 
that  date.  On  January  26th  (page  4523),  the 
matter  of  the  bond  approval  for  these  two 
contracts  was  referred  to  the  Joint  Commit- 
tee on  Finance  and  Engineering.  On  Feb- 
ruary 2nd  (page  4531),  the  Board  approved 
the  said  bonds. 

On  January  26th  (page  4533),  the  Board 
authorized  its  President  and  Clerk  to  execute 
certain  supplemental  agreements  with  the 
Lydon  &   Drews   Company    and   the  King 
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Bridge  Company,  in  connection  with  this 
bridge.  On  February  34th  (page  4575),  the 
President  reported  that  the  stipulation  re- 
quested of  these  two  companies  had  been 
entered  into  and  executed,  which  report  was 
received  and  placed  on  file  on  the  same  date. 
On  February  26th  (page  4576),  the  Board 
ordered  its  Attorney  to  execute,  on  behalf  of 
the  District,  an  additional  supplemental  con- 
tract to  those  executed  by  the  President  and 
Clerk  under  order  of  the  Board  on  Jan- 
uary 26th. 

On  March  9th  (pages  4585-9),  the  President 
presented  communications  from  the  several 
railroad  companies  interested  in  this  struc- 
ture, indicating  their  preference  for  other 
designs  than  the  one  upon  which  the  con- 
tracts were  let.  On  March  23rd  (pag«s  4689- 
90),  the  Board  ordered  the  contracts  of  the 
King  Bridge  Company  and  the  Lydon  & 
Drews  Company  annulled. 

On  March  30th  (page  4699)  the  Board  or- 
dered the  readvertisement  of  proposals  for 
this  bridge  upon  any  design  acceptable  to  the 
three  railroad  companies  interested  in  the 
structure. 

On  April  8th  (pages  4737-40)  the  Board  au- 
thorized the  procuring  of  options  from  C.  L. 
Strobel  and  the  Scherzer  Rolling  Lift  Bridge 
Company  upon  their  designs  for  this  bridge, 
and  agreements  were  entered  into  with  them 
on  the  same  date.  The  Sanitary  District 
agreed  to  pay  C.  L.  Strobel  $3,000.00  for  the 
option  to  pnrchase  his  design, and  the  further 
sum  of  $15,000.00  in  case  the  contract  should 
be  awarded  upon  said  design.  The  amount 
agreed  to  be  paid  to  the  Scherzer  Rolling  Lift 
Bridge  Company  for  the  option  to  purchase 
its  design  was  18,000.00,  and  the  farther  sum 
of  $27,000.00  should  the  contract  be  awarded 
upon  its  design.  On  May  17th  this  Depart- 
ment issued  a  voucher  for  $4,000.00  (Voucher 
No.  2445,  Engineering  Department  dies)  ,to 
the  Scherzer  Rolling  Lift  Bridge  Company 
as  part  payment  on  the  purchase  of  theoption, 
and  on  June  22nd  (page  4913)  the  Board  or- 
dered the  payment  of  the  remaining  $4,000.00 
(Voucher  No.  2479,  Engineering  Department 
files).  On  the  same  date  the  Board  ordered 
the  payment  of  $3,000.00  to  C.  L.  Strobel  as 
full  payment  on  the  purchase  of  the  option 
on  his  design  (Voucher  No.  2478,  Engineer- 
ing Department  files). 

On  June  25th  (pages  4917-8)  the  Board  re- 
ceived and  placed  on  file  a  communication 
from  the  Chief  Engineer  setting  forth  that 


he  had  given  instructions  to  prospective  bid- 
ders on  this  bridge  to  the  effect  that  a  deposit 
of  $3,000.00  was  all  that  would  be  required  of 
any  bidder,  though  he  bid  upon  one  or  more 
designs ;  and  that  in  the  comparison  of  bids 
he  desired  to  have  the  co-operation  of  the 
several  railroads  in  interest  in  the  examina- 
tion of  the  plans  and  proposals. 

On  the  same  date  (pages  4918-23)  the  Chief 
Engineer  transmitted  the  acceptances  by  the 
railroad  companies  of  the  designs  submitted 
by  five  bidders  for  the  work.  In  his  letter 
transmitting  these  acceptances,  he  stated 
that  the  New  Jersey  Steel  and  Iron  Company 
had  also  submitted  the  design  of  Mr.  Brei- 
thaupt,  which  had  secured  the  approval  of 
the  railroad  companies  too  late  for  the  sub- 
mission of  a  bid;  also  that  the  Chicago 
Bridge  and  Iron  Company  presented  a  bid  on 
the  design  of  Messrs.  Franson  and  Wilmann 
which  is  of  great  merit,  but  had  not  received 
the  approval  of  the  Chicago  Junction  Rail- 
way Company.  The  Board  ordered  the  re- 
port received  and  placed  on  file,  and  that  no 
bids  be  considered  that  did  not  meet  with  the 
written  approval  of  the  three  railroad  com- 
panies. On  the  same  date  (page  4923)  a  com- 
munication was  received  from  the  New  Jer- 
sey Steel  and  Iron  Company  stating  that  if 
it  were  allowed  two  weeks  more  time  it 
would  be  able  to  submit  a  bid.  The  com- 
munication was  ordered  placed  on  flle^ 

On  this  same  day  (pages  4923-5),  the  bids 
for  this  work  were  opened  and  referred  to 
the  Chief  Engineer  for  tabulation.  On  August 
6th  (pages  5025-33),  the  Committee  on  Engi- 
neering made  several  reports  on  these  bids. 
Trustees  Jones,  Wenter,  Boldenweck,  Braden 
and  Smyth  favored  the  Scherzer  Rolling  Lift 
Bridge  Company's  bid ;  Messrs.  Eckhart  and 
Carter  favored  the  Strobel  bid ;  Messrs  Mal- 
lette  and  Kelly  favored  the  J.  G.  Wagner 
Company's  bid,  based  upon  the  Schenke  do- 
sign.  The  Scherzer  rolling  Lift  Bridge  Com- 
pany was  awarded  the  contract  on  that  date 
and  the  Committee  on  Finance  was  empow- 
ered to  approve  the  bonds  on  same  (page 
5037).  On  August  10th  (pages  5044-59 »,  the 
Committee  on  Finance  reported  that  the  con- 
tract for  this  work  had  been  duly  executed 
and  that  the  bond  on  same  had  been  approved. 
The  contract  bears  the  date  August  9,  1898, 
and  appears  in  the  Proceedings  of  August 
10th  (pages  5045-59). 

On  October  12th  (pages  5197-8),  the  Board 
ordered  the  re-advertisement  of  this  bridge. 
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requesting  that  the  bids  be  based  upon  the 
Scherzer  design.  This  was  done  by  reason  of 
the  issuance  of  an  injunction  by  the  Super- 
ior Ck>urt  of  Cook  County,  restraining  the 
Sanitary  District  from  the  execution  of  the 
contract  awarded  to  the  Scherzer  Rolling 
Lift  Bridge  Company  and  to  avoid  the 
•delay  that  jnight  have  been  occasioned  by 
an  adverse  decision.  On  Decemtter  28th 
(pages  5361-2),  a  report  was  received  from 
the  Attorney  of  the  Board,  stating  that  the 
injunction  issued  by  the  above  mentioned 
court  had  been  dissolved;  that  the  original 
•contract  was  again  in  full  force,  and  sug- 
gested that  the  new  bids  which  were  received 
under  the  advertisement  ordered  on  October 
12th  and  which  were  to  be  opened  on  Decem- 
ber 28th,  be  not  opened.  The  report  was  re- 
ferred to  the  Committee  on  Judiciary  and 
Engineering  on  that  date. 

Acting  under  the  extra  work  clause  of  the 
<:ontract  between  the  Sanitary  District  and 
McMahon  &  Montgomery  Company  et  al., 
the  Chief  Engineer,  on  July  llth  •  letter  book 
page  143),  ordered  these  contractors  to  erect 
two  coffer  dans,  one  on  each  side  of  the  right 
of  way  and  tracks  of  the  Pan  Handle  cross- 
ing of  the  Main  Channel;  *'to  pump  out  the 
water  enclosed  between  them  and  proceed  to 
•excavate  the  railroad  embankments  and  the 
natural  earth  within  the  limits  of  the  chan- 
nel crosB-Fection,  depositing  the  material  so 
excavated  upon  the  spoil  area  designated 
therefor  adjacent  to  the  work."  The  prices 
fixed  were  as  follows:  Two  coffer  dams, 
$2,000.00;  excavation,  45  cents  per  cubic 
yard.  The  terms  of  the  order  were  accepted 
hy  the  contractors  on  the  same  date.  During 
the  year  these  contractors  built  the  two  coffer 
dams  and  removed  9,624  cubic  yards  of  ma- 
terial. 

On  August  22nd  (see  his  letter  book,  page 
271)  the  Chief  Engineer  ordered  Qeo.  M.  Huss 
■to  take  apart  and  load  upon  cars  the  girders 
and  floor  system  of  the  eight-track  structure 
which  was  used  as  a  part  superstructure  for 
the  Pan  Handle  temporary  bridge  and  origin- 
ally intended  to  ultimately  form  a  portion  of 
the  permanent  structure  (see  note  on  Pan 
Handle  Bridge  on  page  4610  of  Proceedings). 
The  prices  agreed  upon  were  $4.90  per  ton  of 
two  thousand  pounds  for  taking  it  apart  and 
loading  same  on  cars,  and  $1.00  per  ton  of 
two  thousand  pounds  for  unloading  and  plac- 
ing same  upon  cribbing  erected  by  the  con- 
tractor at  a  point  or  points  within  two  miles 


from  the  site  of  removal.  This  order  was 
agreed  to  by  the  contractor  on  August 
23rd.  Four  girders  were  taken  apart 
by  this  contractor,  three  of  which  were 
used  to  form  the  superstructure  of 
the  C,  M.  &  N.  R.  R.  Co.'s  viaduct  across 
Eedzle  Avenue  and  charged  to  that  abcount, 
and  one  was  piled  alongside  of  the  site  of 
the  Pan  Handle  Bridge.  The  cost  involved 
in  the  taking  down  and  piling  up  of  the  last 
named  girder  is  chargeable  to  the  Pan  Handle 
Permanent  Bridge,  and  a  voucher  for  $215.00 
was  issued  on  October  21st  to  this  contractor 
on  this  account  (Voucher  No.  2,617,  Engineer- 
ing Department  flies). 

The  condition  of    the  contracts   on   this 
bridge  is  as  follows : 

Masonry,  2,110  cu.  yds.  at  $12 $    25.320  00 

Piles,  sf9,600  lineal  feet  at  30c 8,880  00 

Portland  cement  concrete,  12,250  cu. 

yds.  at  S5.50 67,875  00 

Auxiliary  work,  including  excavation 

of  bridge  pit,  23.000  cu.  yds 65,000  00 

Extra  price  for  enlar«red  channel  un- 
der bridge  pit,  66,000  cu.  yds.  at  :Mc      15,840  00 

Coffer  Dams 2.000  00 

Lump  sum  for  superstructure 175,565  00 

Cost  of  Schcizer  Rolling  Lift  Bridge 

design  85,000  00 

Cost  of  Scrobel  design 8,000  00 

Abandoned  extra  superstructure  less 
portion  transferred  to  the  C,  M.  & 
N.  R.  R.  Co.'s  Bridge  over  Kedzle 
Avenue 16,085  88 

Total  0O9t  of  bridge $  414.015  88 

Amount  earned  to  January  1, 1899. . . .      65,345  64 

Unfinished  work  and  balance  re- 
quired to  complete $  385,670  24 


Proportion  of   work  completed,  13.4   per 
cent. 


Chicago^  Madison  <Jt  Xorthern  Railroad  Co.^8 
Bridge^  Main  ChanneU  Section  "JV^" 
Double  track;  Length  479  feet  5  inches; 
weight  of  iron  and  steel  in  structure  2^511,- 
140  lbs.  McArthur  Br^s.  and  Winston  A 
Co.^  Contractors  for  Substructure.  The 
Toledo  Bridge  Company^  Contractor  for 
Superstructure. 

The  contracts  for  both  the  sub  and  super- 
structure of  this  bridge  were  let  during  the 
year  of  1897.  The  contractors  for  the  sub- 
structure commenced  work  in  the  month  of 
June,  1898,  and  a  final  voucher  was  rendered 
them  on  December  10th  (Voucher  No.  269S, 
Engineering   Department   files).     The   final 
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certificate  of  the  Chief  Engineer  appears  in 
the  Proceedin^rs  of  December  21st  (pages 
5353-4). 

On  June  8th  (page  4864),  the  Board  author- 
ized the  payment  of  $20,000.00  on  account  to 
the'  contractor  for  the  superstructure  of  this 
bridge  •  voucher  No.  2469,  Engineering  De- 
partment files  I.  On  October  1st  this  Depart- 
ment issued  to  this  same  Company  its  second 
voucher,  amounting  to  $22,698.40  (Voucher 
/  No.  2578,  Engineering  Department  files). 
The  sum  of  the  two  amounts  is  60  per  cent  of 
the  contract  price,  which  was  paid  for  the  dex 
livery  of  all  of  the  material  at  the  site  of 
erectl©n.  On  December  3l8t  (page  5387-,  the 
Board  authorized  a  further  payment  to  this 
contractor  of  $15,000.00,  but  the  voucher  for 
same  was  not  rendered  in  1898. 

Miscellaneous  work  for  the  year  in  connec- 
tion with  this  bridge  is  as  follows: 

Hayes  Bros.,  et.  ah,  continued  their  con- 
tract entered  into  in  1897,  to  remove  material 
for  bridge  masonry  foundiitions  for  this 
bridge  and  placing  it  in  the  embanlcment 
necessary  for  the  bridge  approaches.  A  final 
estimate  was  rendered  them  on  this  account 
on  December  1st  (Voucher  No.  2702,  Engi- 
neering Department  files).  The  amount 
earned  in  1898  was  $4,976.30. 

Acting  under  the  verbal  order  of  the  Chief 
Engineer,  Hayes  Bros,  trimmed  up  the  em- 
banltments  for  this  railroad  company's  track 
deviation,  done  in  1897.  This  work  was  done 
during  the  months  of  May  and  June  at  a 
cost  to  the  District  of  $435.83  (Voucher  No. 
2515,  Engineering  Department  files). 

Acting  under  orders  of  the  Chief  Engineer 
under  date  of  August  25,  1898,  Mc Arthur 
Bros.  Company  and  Winston  &  Co.  began 
the  work  of  completing  the  new  railroad  em- 
bankment behind  theC,  M.  &  N.  R.  R.  Co.'s 
Bridge  abutment.  These  contractors  earned 
$851.46  on  this  account  during  the  year  (last 
Voucher  No.  2691,  Engineering  Department 
files). 

Acting  under  Section  8  of  Article  3,  of  the 
C,  M.  &  N.  R.  R.  Co.'s  agreement  with  the 
Sanitary  District,  the  Illinois  Central  Rail- 
road Company,  which  is  the  lessee  of  the 
above  named  company's  road,  submitted  a 
number  of  bills  during  the  year  for  laying 
tracks  and  ballasting  its  new  alignment. 
These  bills  were  all  vouchered  by  this  depart- 
ment and  amount  to  $13,434.94  (last  Voucher 
No.  2726,  Engineering  Department  files). 


During  the  year  of  1898  the  A.,  T.  &  S.  F. 
Ry.  Co.  submitted  a  bill  to  the  District  for 
$8,782.43,  for  the  cost  of  raising  its  tracks 
between  the  Pan  Handle  crossing  and  Kedzie 
avenue.  This  work  was  done  in  1897  and  a 
voucher  was  drawn  in  favor  of  the  company 
for  the  above  amount  on  March  24th  (Voucher 
No.  2418,  Engineering  Department  files). 

The  condition  of  contracts  on  this  bridge 
is  as  follows: 

Masonry,  3,239.8  cu.  yds.  at  $9.40 $    21,049  42 

Excavation,    14.873  cu.   yds.   glacial 

drift  at  36c.., 6,854  28 

Piles  delivered,  9.791  lin.  ft.  at  14c. . . .        1,370  74 

Plies  driven,  5,948  lin.  ft.  at  6Hbo 886  62 

Timber  in  foundation,  17,712  ft.  B.  M. 

at$22.00 389  66 

Portland  cement  concrete,  1,747.7  cu. 

yds.  at  $5.00 8,788  60 

Natural  cement  concrete,  249.77  cu. 

yd8.at$3.80 824  24 

Total  cost  of  superstructure 71,164  00 

Extra  onst  Main  Channel  exoavation^ 

99.610  cu.  yds.  fflaoial  drift  at  lOo. . .  9,961  00 
Ralsiug  Santa  Fe  tracks  near  Kedzie 

avenue 13,950  65 

Moving  fence  west  of  Kedzie  avenue.  13  20 

Constrnction  of  embankment  for  new 

alignment 10,657  89 

Track    laying    and    ballasting    new 

alignment 13,484  94 

Total  cost  of  bridge $  157,196  14 

Amount  earned  to  January  1«  1899  . . .     128,?^  54 

Unfinished  work $    28,465  60 

Unpaid  vouchers 2,806  08 

Balance  required  to  complete S    81.271  68 


Proportion  of  work  completed,  81.9   per 
cent. 


Chicago,  Madison  d'  Xorihern  Jiailroad  Com- 
pany^s  Bridge,  Kedzie  AveH^ie^  Sectian  *'iV;" 
Double-track,  Plate  Oirder;  Length,  80  Feet; 
WtigJit,  200,400  Lbs.;  McArthur  Brothers 
Company  and  Winston  <t*  Co.^  Contractors 
for  Substructure. 

Proposals  for  the  substructure  of  this 
bridge  were  advertised  for  in  response  to  the 
general  order  of  the  Board,  dated  May  Uth 
(page  4809),  for  the  advertisement  of  all 
bridges  not  contracted  for. 

On  August  3rd  (pages  5018-19),  the  Board 
received  bids  for  the  work  of  the  substruc- 
ture for  this  bridge,  and  referred  them  to  the 
Chief  Engineer  for  tabulation.    On  August 
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6th  (passes  503^7),  the  Board  awarded  the 
contract  to  Mc Arthur  Brothers  Company  and 
Winston  &  Co.,  who  were  the  lowest  bidders. 
On  August  24th  (pages  509^^118),  the  Board 
approved  the  bond  for  this  contract  The 
executed  contract  is  published  in  the  Pro- 
ceeding for  August  24th  (pages  5101-9). 

During  the  year  of  1898,  these  contractors 
had  Youchered  the  following  worlc  on  this 
bridge:  1,000  cubic  yards  of  excavation ;  488 
cubic  yards  Portland  cement  concrete;  15 
<cubic  yards  masonry. 

The  eightrtrack  girder  system  placed  on  the 
Pan  Handle  temporary  trestle  by  McMahon 
&  Montgomery  Company  in  the  summer  of 
1896,  and  which  was  intended  to  form  a  part 
of  the  fixed  permanent  bridge  at  that  point, 
was  rendered  unserriceable  on  account  of  the 
abandonment  of  the  fixed  bridge  policy. 
During  the  year  of  1898,  an  opportunity  pre- 
sented itself  to  use  a  portion  of  this  material 
for  the  superstructure  of  the  Kedzie  Avenue 
Tiaduct.  On  August  23rd,  the  Chief  Engi- 
neer entered  into  an  agreement  with  Geo.  M. 
Huss  to  move  three  of  these  girders  to  the  site 
of  this  bridge,  and  on  October  21st,  a  voucher 
fort490.00  was  Issued  to  this  contractor  on 
this  account.  Two  other  vouchers  were  issued 
on  this  account,  one  to  the  C.  T.  T.  R.  R.  Co. 
for  $80.00,  for  switching  charges  (Voucher 
No.  2640,  Engineering  Department  flies), 
and  the  other  to  the  I.  C  R.  R.  Co.  for  $50.00 
for  freight  charges  (Voucher  No.  2722,  Engi- 
neering Department  files).  That  portion  of 
the  girder  system  intended  for  this  bridge  is 
credited  to  the  Pan  Handle  permanent  bridge 
and  charged  to  the  Kedzie  Avenue  viaduct, 
the  amount  being  arrived  at  on  the  basis  of 
prices  for  like  material  at  the  time  of  re- 
moval. 

The  contract  for  the  erection  of  the  super- 
structure for  this  bridge  was  not  entered  into 
in  the  year  of  1898. 

The  condition  of  contracts  for  this  bridge  is 
as  follows: 

Masonry,  83.88  cu.  yds.  at  $16.00 $        542  08 

Excavation,  1,909  cu.  yds.  f?lacial  drift 

at  50c 954  50 

Portland  cement  concrete,  661.81  cu. 

yds.at  $7.00 3,933  67 

Removing  three  girders  from   Pan 

Handle  bridge  site 490  00 

Freight  and  switching   charges  on 

three  girders 80  00 


Three  girders  and  two  floor  systems 
transferred  from  the  Pan  Handle 
bridgeslte $    ♦5,608  58 

Total  cost  of  bridfce  under  con- 
tract  $    11,60177 

Amount  earned  to  January  1, 1899. . . .      10,828  52 

Unflnished  work S     1»87«  25 

Reserved  percentage  519  60, 

Unpaid  vouchers 60  00 

Balance  required  to  complete — $     1 ,842  75 

Proportion  of  work  under  contract  com- 
pleted, 89  per  cent. 

•This  item  Is  subject  to  revision. 


Kedzie  Avenue  Bridge^  Main  C?ianfiel,  Section 
"A'"  Single  Roadway, 21  Feet  Wide;  Ttoo 
SidevDalk^,  Each  5  Feet  Wide;  Letigth,  324 
Feet  6  Inches;  Weight  of  Metal,  640,525 
Pounds.  Chicago  Star  Construction  and 
Dredging  Company,  Contractor  for  Sub- 
structure. The  King  Bridge  Company ^  Con- 
tractor for   Su2)er structure. 

The  contract  for  the  substructure  of  this 
bridge  was  entered  into  in  the  year  of  1897, 
but  no  vouchers  had  been  rendered  for  that 
period.  The  contractor  completed  the  work 
during  189b,  and  the  final  certificate  of  the 
Chief  Engineer  for  same  was  presented  to  the 
Board  on  December  2l8t  (page  5350)  and  re- 
ferred to  the  Committee  on  Engineering  on 
that  date.  On  December  28th  ( pages  5374-5 ) , 
the  Board  passed  upon  the  final  certificate  and 
ordered  the  final  voucher  paid.  On  Decem- 
ber 31st  (page  5388),  a  communication  from 
this  company  requesting  a  release  of  the  bond 
on  its  contract  was  referred  to  the  Committees 
OE  Judiciary  and  Finance.  The  matter  was 
not  disposed  of  in  1898. 

The  advertisement  for  the  proposals  for 
the  superstructure  of  this  bridge  bears  date 
of  March  17,  1898,  and  the  bids  for  same 
were  received  by  the  Board  on  May  18th 
(pages  4813-16).  These  bids  were  referred  to 
the  Chief  Engineer  for  tabulation  on  the 
same  date.  On  May  25th  (pages  4830-32)  the 
Board  awarded  the  contract  to  the  King 
Bridge  Company,  which  was  the  lowest  of 
seven  bidders.  On  June  1st  (pages  4837-46) 
the  bond  on  this  contract  was  approved  and 
the  contract  published,  which  bears  date  of 
May  31,  lb98.  On  December  28th  a  voucher 
for  60  per  cent  of  the  contract  price,  amount- 
ing to  $12,789.00,  was  issued  to  this  company 
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for  haTiDg  delivered  the  entire  iron  work  at 
the  site  of  erection. 

The  miscellaneous  work  prosecuted  during 
the  year  in  connection  with  the  bridge  is  as 
follows : 

Hayes  Bros.,  et  al.,  continued  their  con- 
tract entered  Into  in  1897,  removing:  material 
for  masonry  foundations  for  this  bridge 
and  placing  it  in  the  embankment  necessary 
for  the  bridge  approaches.  The  amount 
earned  on  this  account  for  the  year  1898  was 
$1,197.50,  and  a  final  voucher  for  the  entire 
work  was  rendered  on  December  1st  (Voucher 
No.  2702,  Engineering  Department  flies). 

Acting  under  the  extra  work  clause  of  its 
contract  with  the  Sanitary  District,  the  Chief 
Engineer,  on  October  3rd  (letter  book,  page 
13)  ordered  the  Chicago  Star  Construction 
and  Dredging  Company  to  grade  the  ap- 
proaches to  this  bridge  with  material  to  be 
taken  from  the  spoil  banks,  "or  from  the  ex- 
cavation necessary  to  conform  to  the  grade 
established  for  these  approaches,"  and  fixed 
the  price  at  23  cents  per  cubic  yard.  The 
order  was  accepted  by  the  contractor  on  the 
same  date.  During  the  year  this  company 
earned  $395.83  on  this  at-count  (last  Voucher- 
No.  2725,  Engineering  Department  files). 

Ttie  condition  of  contracts  on  this  bridge 
is  as  follows: 

Masonry,  1,344.G8  en.  yds.  at  $6.90. . . .$  9,2T8  29 
Excavation,   5,380  cu.   yds.,    glacial 

drift  at  350 1,883  00 

Portland  cement  concrete,  1,263.32  cu. 

yds.  at  $5 6,316  60 

Natural  cement  concrete,  278.84  cu. 

yds.  at  S:3  25 9<)6  23 

Total  cost  of  superstructure 21,315  00 

Grading  approaches  to  bridge,  1,721 

cu.  yds.  glacial  drift  at  23c 395  83 

Extra  coat,  Main  Channel  excavation, 

38.081  cu.  yds.  srlaclal  drift  at  lOo. . . .  2,808  10 
Taking  care  of  spring  under  pier 27  73 


Total  cost  of  bridge .•...;....$    42,930  78 

Amount  earned  to  January  1, 1899 34,404  78 


Unfinished  work $     8,526  00 

Unpaid  vouchers 1.3.354  14 


Balance  required  to  complete...  S    21,880  14 


Proportion  of    work    completed,  80.1  per 
cent. 


Atchison^  Topeka  and  Santa  Fe  Hallway 
Company^s  Bridge^  Main  Channel^  Section 
'^Y."  Double  Track:  Length  327  Feet  8 
Inches;  Weight  of  Iron  atid  Steel  in 
Structure  1,519483  Foundn.  McArthur 
Brothers  Company  and  Witiston  <fc  Co., 
Contractors  for  Substructure;  The  Carnegie 
Steel  Comvany,  Limited^  Contractor  for 
Superstructu  re. 

The  contract  for  the  substructure  of  this 
bridge  was  awarded  in  1897,  but  the  work  was 
not  prosecuted  until  the  summer  of  the  fol- 
lowing year.  During  that  season,  these  con- 
tractors completed  their  entire  contract  and  a 
final  voucher  was  issued  to  them  by  this  De- 
partment on  December  29th  (Voucher  No. 
2,729,  Engineering  Department  files).  The 
final  certificate  of  the  Chief  Engineer  was 
not  presented  to  the  Board  in  1898. 

Bids  for  the  superstructure  of  this  bridge 
were  submitted  to  the  Board  in  1897.  On 
January  5,  1898  (pages  4450-1),  the  Board 
awarded  the  contract  to  the  Carnegie  Steel 
Company,  Limited,  which  was  the  lowest  of 
eleven  bidders.  The  contract  appears  in  the 
Proceedings  of  that  date  (pages  4452-60).  On 
January  26th  (pages  4517-18),  the  Board 
adopted  the  report  of  the  Committee  on 
Finance  upon  the  execution  of  the  contract, 
and  approval  of  bonds  of  same.  On  Octo- 
ber 1st,  a  voucher  for  $26,358.67  was  is- 
sued by  this  Department  to  this  company,  said 
amount  being  60  per  cent  of  the  revised 
contract  price  and  vouchered  by  reason  of  the 
said  company  having  delivered  the  entire  iron 
work  at  the  site  of  erection  Voucher  No.  2614 
Engineering  Department  files  . 

The  miscellaneous  work  carried  on  during 
the  year  on  account  of  this  bridge  is  as  fol- 
lows: 

Hayes  Bros.,  et  al,  continued  their  coutract 
entered  into  in  1897,  removing  material  for 
masonry  foundations  for  this  bridge  and  plac- 
ing it  in  the  embankment  necessary  for  the 
bridge  approaches.  The  amount  earned  by 
them  in  1898  on  this  account  is  $2,752.96. 
The  final  voucher  for  this  work  was  rendered 
on  December  1st  •  Voucher  No.  2702,Englneer- 
ing  Department  files). 

Acting  under  orders  of  the  Chief  Engineer 
under  date  of  August  25tb,  McArthur  Broth- 
ers Company  and  Winston  &  Company  be- 
gan the  work  of  completing  the  new  railroad 
embankment  behind  the  abutments  of  this 
bridge,  and  earned  $306.87  on  this  account 
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(luriD?  the  year  (last  Voucher  No.  2691,  En- 
(^neeriDg  Department  files). 

ActiDfi:  under  the  extra  work  clause  of  their 
contract  with  tht  Sanitary  District,  the 
Chief  Engineer  ordered  Hayes  Brothers,  et  al. 
to  build  and  place  a  box  drain  under  the 
Santa  Pe  ''Y"  tracks  south  of  the  Main 
Channel  at  the  west  end  of  Section  '*N." 
The  Toucher  for  this  work  was  issued  on 
July  21st  and  amounted  to  $19.47  (Voucher 
No.  2514,  Engineering  Department  files). 

Acting  under  Section  10  of  Article  1  of  its 
agreement  with  the  Sanitary  District,  the 
A.  T.  &  S.  F.  Ry.  Co.  raised  Its  main  line 
tracks  near  the  26th  street  line  crossing,  and 
on  December  31  st  a  voucher  for  $1,034.88  was 
issued  to  the  above  named  company  for  this 
work  (Voucher  No.  2723,  Engineering  Depart- 
ment files). 

The  condition  of  contracts  on  this  bridge  is 
as  follows: 

Masonry.  1.157.93  cu.  yds.  at  $9.40. . .  .$  10,8S4  54 
Bxcavation,  5.676  cu.  yds.  glacial  drift  * 

at  86c 2,043  36 

Piles  delivered,  5,030  lin.  ft.  at  14c. ...  704  20 

Piles  driven.  4,544  lin.  ft.  at  6Hc 295  86 

Timber  In  foundation,  9,408  ft.  B.  M. 

atS22.00perM 206  98 

Portland  cement  concrete,  1,331.48  ou. 

yd«.  at  $5  00 6,657  15 

Transfer! ng  piles  from  the  C.  T.  T. 

R.  R.  Co.'s  bridge 239  26 

Total  cost  of  superatruolure 43,931  12 

Constrnctlon  of  embankment  for  new 

alignment,  including  1.769  cu.  yds. 

glacial  drift  at  23o 662  63 

Extra  cost  Main  Channel  excavation, 

29,742  cu.  yds.  glacial  drift  at  lOo. . .  2,497  20 
Raising  Santa  Fe  main  line  tracks, 

near  Twenty-sixth  street  line  cross- 
ing         I,a34  8« 

Building  box  culvert  under  Santa  Fe 

"Y"track 19  47 


Total  cost  of  bridge $    G0,176  15 

Amount  earned  to  January  1, 1809 51.093  70 


Unfinished  work 8    17.572  45 

Unpaid  vouchers 4,923  03 


Balance  required  to  complete $    22,496  08 


Proportion    of  work  completed,   74.6   per 
cent. 


Belt  Railteay  of  Chicago's  Bridge,  Main 
Vhaniul.  Section  ''A'"  {formerly  Chicngo 
<fe  ^\fe»tern  Indiana  Jiailrond  Company.) 

This  will  be  a  four-track  swing  bridge  of 


equal  arms,  and  its  entire  length  340  feet 
and  2  inches. 

Condemnation  proceedings  were  instituted 
before  Judge  Gibbons  In  1897.  but  by  reason 
of  ''the  laws  delays,"  the  case  of  the  **Chi- 
cago  and  Western  Indiana  Railroad,  et.  al. 
vs.  the  Sanitary  District  of  Chicago'^  did  not 
come  to  trial  until  the  March  term  of  the 
Circuit  Court  of  Cook  County.  In  this  trial 
the  Railroad  Company  called  to  its  aid  a  very 
large  number  of  officers  and  employes  of  the 
several  railroads  centering  in  Chicago.  In 
rebuttal  the  District  had,  besides  its  own  en- 
gineers, but  one  railroad  official.  Superin- 
tendent Reeves  of  the  Chicago  and  Alton 
Railroad,  whose  testimony  was  very  strong 
and  well  sustained  in  support  of  the  position 
taken  by  the  District. 

After  long  deliberation  Judge  Gibbons  de- 
cided in  July  (see  page  5160),  ''that  under 
the  circumstances  a  three-track  bridge  was 
necessary  and  should  be  built  by  the  Sani- 
tary District  of  Chicago."  From  this  de- 
cision both  parties  to  the  suit  asked  an  ap- 
peal. 

The  progress  of  this  contention  may  be 
traced  through  the  Proceedings  ou  pages 
4653,  4758,  4872,  4986,  5160  and  5321..  FinaUy, 
in  the  effort  to  make  progress  and  remove 
the  barrier  to  the  completion  of  the  Channel, 
the  District  yielded  to  the  demand  of  the 
Railroad  Company  for  a  four-track  bridge, 
and  although  no  contract  was  signed  within 
the  year,  its  terms  were  practically  agreed 
upon. 

On  July  29th  (page  4989).  the  Board  con- 
firmed the  action  of  the  Chief  Engineer  in 
accepting  "the  proposal  of  W.  M.  Hughes  to 
prepare  certain  strain  sheets  and  plans  for 

the  sub  and  superstructure  of  the  then  pro- 
posed three-track  bridge  for  the  Belt  Railway 
at  a  compensation  of  :?500.00." 

On  December  3lst  (page  5388),  the  Board 
ordered  the  advertisement  for  proposals  for 
the  construction  of  the  substructure  for  a 
four-track  bridge. 


Atchimn,  Tojjeka  &  Santa  Fe  Railway  (Com- 
pany's Bridge,  Jfain  (Jkannel^  Section  '*(?." 
Jfc Arthur  Brothers  Company  and  Wini^ton 
tt  Co. y  Contractors  for  Substructure.  The 
Carnegie  Steel  Company,  Limited,  Contrac^ 
tor  for  Suj/erstructure.  Double  Tracks 
Length  372  feet  6  1-2  incites.  Weight  of  Iron 
and  Steel  in  Structure,  1^24,636  Pounds. 

The  contract  for  the  substructure  of  this 
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bridg^e  was  awarded  in  the  year  1S97  and  con- 
siderable work  was  done  during  that  period. 
The  contractors  completed  this  work  during: 
the  summer  of  1898,  and  a  final  Youcher  was 
Issued  for  the  same  on  June  27th.  The  Chief 
Enifineer's  final  certificate  for  this  work  was 
presented  to  the  Board  on  July  6th  (page 
4935)  and  referred  to  the  Committee  •n 
Engineering.  On  July  29th  (pages  dOOS-9) , 
the  said  final  certificate  was  passed  by  the 
Board  and  the  final  Youcher  ordered  paid. 
The  work  performed  under  the  contract  dur- 
ing the  year  is  as  follows :  EzcaYatlon,  2,157 
cubic  yards;  timber  in  foundation,  5,352  feet, 
B.  M. ;  piles  delivered,  1,955  lineal  feet;  plies 
driven,  2,548  lineal  feet;  Portland  cement 
concrete,  368.38  cubic  yards ;  masonry,  788.18 
cubic  yards. 

As  was  stated  in  the  last  Annual  Report, 
the  bids  for  the  superstructure  of  this  bridge 
were  opened  by  the  Board  on  December  22nd 
(pages  4480-4)  and  referred  to  the  Committee 
on  Engineering.  On  January  5,  1898,  (pages 
4450-1)  the  Board  awarded  this  work  to  the 
Carnegie  Hteel  Company,  Limited,  it  being 
the  lowest  of  eleven  bidders.  The  form  of 
said  contract  appears  in  the  Proceedings  ef 
the  same  date  (pages  4452-60).  On  January 
26th  (pages  4517-18) ,  the  Board  adopted  the 
report  of  the  Committee  on  Finance  upon  the 
execution  of  the  contract  aud  approval  of 
onds  on  same.  On  September  17th,  this 
department  issued  a  voucher  for  $30,624.00  to 
this  company,  said  amount  being  60  per  cen^ 
of  the  contract  price,  and  issued  because  of 
the  delivery  of  the  entire  iron  work  at  the 
site  of  erection  (Voucher  No.  2565,  Engineer- 
ing Department  files) . 

The  miscellaneous  work  vouchered  during 
the  year  of  1S98  on  account  of  this  bridge  is 
as  follows: 

On  January  11th,  a  voucher  for  1130.23 
was  Issued  to  Gahan  &  Byrne  for  re- 
moving the  fence  along  the  Santa  Fe 
deviation  and  Nickerson  Ditch,  and 
moving  store  and  lodging  house  to  per- 
mit the  grading  •f  the  Santa  Fe  deviation. 
This  work  was  done  in  August  and  Novem- 
ber of  1897,  under  the  extrarwork  clause  of 
Oahan  &  Byrne's  contract  for  Section  "G" 
with  this  District,  and  as  per  verbal  order  of 
the  Chief  Engineer  (Voucher  No.  191,  Engi- 
neering Department  files). 

Under  the  same  clause  and  by  special  order 
of  the  Chief  Engineer,  dated  June  29,1897 
(letter  book,  page   230),  these   contractors 


completed  the  embankments  behind  the  abut- 
ments of  this  bridge,  at  28  cents  per  cubl& 
yard.  On  June  1,  1898,  a  voucher  for  1826.84 
was  rendered  for  this  work  (Voucher  No. 
2459,  Engineering  Department  flies).  In 
order  that  the  above  mentioned  work  could 
be  prosecuted.  It  was  first  necessary  to  drain 
the  Nickerson  Ditch  and  the  camp  grounds 
in  that  vicinity.  This  was  done  in  the  months 
of  August  and  September,  1897,  and  vouch- 
erect  by  this  •Department  January  24,  1898 
(Voucher  No.  2382,  Engineering  Depart- 
ment files). 

Again,  under  this  same  extra- work  clause, 
and  by  verbal  order  of  th«  Chief  Engineer, 
these  contractors  furnished  the  labor  and 
material  in  repairing  and  strengthening  the 
roadbed  of  the  changed  location  of  the  Santa 
Fe  Railroad.  This  work  was  done  in 
June,  1898,  and  a  voucher  for  1637.35 
was  issued  on  this  account,  on  August  24th 
(Voucher  No.  2552,  Engineering  De- 
partment files).  On  December  16tb, 
a  voucher  for  $286.72  was  issued  to  these 
same  contractors  for  cutt'ng  down  the  road- 
bed to  its  required  grade,  the  provision  for 
shrinkage  having  proven  excessive.  This 
work  was  done  by  verbal  order  of  the  Chief 
Engineer  and  the  price  fixed  for  handling  the 
material  was  28  cents  per  cubic  yard 
(Voucher  No.  268S,  Engineering  Department 
files). 

The  condition  of  the  contracts  on  this 
bridge  is  as  follows : 

Masonry,  1,510  87  en.  yds.  at  90  40 %  14,107  48 

Excavation,  6,716  cu.  yds.  glacial  drift 

at  85c 2,350  60 

Piles  delivered,  7,965  lineal  feet  at  14o.  1,113  70 
Piles  driven,  5,748  lineal  feet  at  6Hc.. . .  378  62 
Timber  in  foundation,  10,704  feet  B.  M. 

at  $22  per  1,000 235  49 

Portland  cement  concrete,  1,418.66  cu. 

yds.at$5 7,093  30 

Total  cost  of  superstructure 51,040  00 

Completing      embankment      behind 

bridge    abutments,   2,953    cu.   yds. 

glacial  drift  at  28c 826  84 

Construction  of  embankment  for  new 

alignment,   75,584    cu.   yds.   glacial 

drlftat28o 81,163  62 

Track  laying,  ballasting  and  telegraph 

wire  changes,  aoct.  new  alignment..  2,326  28 
Repairing     and    strengthening    new 

road-bed 537  85 

Cutting  down  new  road-bed,  1,024  cu. 

ydi.  glacial  drift  at  28o 286  72 

Removing   fence,   store  and  lodging 

house 180  28 
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Dralningr  Nickerson  Ditch  and  camp 
groands $      159  90 

Total  cost  of  brldice $101»884  98 

Amount  earned  to  January  1, 1899  ....     81,418  9S 

Balance  required  to  complete. $  20.416  00 


Proportion  of  work  completed,  80  per  cent. 


Atchitton,  Topeka  and  Santa  Ft  Maihcay  Com- 
pany's Bridge^  JDesplaines  JRiver^  Section 
"i^."  Double  Track,  6  Plate  Girder  Spans, 
Each  52  feet  i  inc?i.  Weight  of  Steel  in 
Structure,  499,830  Pounds. 

As  was  stated  on  paiere  4614  of  the  last  An- 
nual Report  of  this  Department,  the  Santa 
Fe  Company  elected  to  build  this  bridge  and 
the  cost  of  same  is  to  be  borne  jointly  by  the 
Railroad  Company  and  the  Sanitary  District. 
This  work  was  done  during^  the  year  of  1S98 
and  the  cost  of  same  as  per  itemized  state- 
ment submitted  by  the  said  Company  is 
$38,643.60.  The  amount  chargeable  to  the 
District  is  $19,321.80. 


LyojU'Summit  Road  Bridge,  Jfain  Channel, 
Section  **i''."  JfcArthur  Brothers  Comjmny 
and  Winatoji  <fc  Co.,  Contractors  for  Sub- 
structure. C.  L.  Strobel,  Contractor  for 
Superstructure.  Single  Roadway,  18  feet 
Wide.  Length,  323  feet  10  inches.  Weight 
of  Steel  and  Iron  in  Structure.  370,690  Lbs. 

This  will  be  a  swing  bridge  of  equal  arms, 
the  entire  length  of  which  will  be  323  feet  10 
inches.  Its  roadway  will  be  18  feet  clear, 
with  no  sidewalks. 

Proposals  for  this  bridge  were  advertised 
for  in  response  to  the  general  order  of  the 
Board,  dated  May  11th  (page  4809),  for  the 
advertisement  of  all  bridges  not  contracted 
for.  On  August  3rd  (pages  5017-19),  the 
bids  for  the  substructure  work  were  opened 
by  the  Board  and  referred  to  the  Chief  Engi- 
neer for  tabulation.  On  August  6th  (pages 
5033-5) ,  the  Board  awarded  the  contract  to 
McArthur  Brothers  Co.  and  Winston  &  Co., 
who  were  the  lower  of  two  bidders.  On  Au- 
gust 24th  (pages  5093-5117),  the  Board  ap- 
proved the  bond  of  these  contractors.  The 
executed  contract  appears  in  the  proceedings 
of  that  date  (pages  5109-17).  Three  vouch- 
ers were  issued  to  these  contractors  during 
the  year,  showing  the  following  Items  as  hav- 
ing been  earned  for  that  period:    Excava- 


tion, 2,266  cubic  yards;  timber  in  foundation, 
2,500  feet,  B.  M. ;  piles  delivered,  2.400  lineal 
feet;  piles  driven,  1,501  lineal  feet;  Portland 
cement  concrete,  225  cubic  yards ;  masonry, 
300  cubic  yards. 

On  August  3rd  (pages  5017-22),  bids  for 
the  superstructure  were  received  by  the 
Board  and  referred  to  the  Chief  Engineer  for 
tabulation.  On  August  6th  (pages  .5033-86), 
the  Board  awarded  the  contract  to  C.  L. 
Strobel,  who  was  the  lowest  of  ten  bidders. 
On  August  81st  (pages  5188-44),  the  Board 
approved  the  bond  on  the  executed  contract, 
which  appears  in  the  Proceedings  of  the  same 
date  (pages  5135-44). 

The  miscellaneous  work  vouchered  during 
the  year  1898  on  account  of  this  bridge  is  as 
follows :  ' 

Acting  under  their  supplementary  agree- 
ment of  January  13,  1897,  with  this  District, 
Oahan  &  Byrne  removed  the  spoil  bank  from 
the  permanent  Summit  road  and  graded  the 
new  permanent  Summit  road.  During  the 
year  1898,  two  vouchers  aggregating  $6,639  90, 
were  issued  to  them  on  this  account  (last 
Voucher  No.  2550,  Engineering  Department 
files). 

On  October  19,  1897,  a  special  agreement 
was  entered  Into  between  Halvorson,  Rich- 
ards &  Co.,  contractors  for  Section  "E,"  and 
Oahan  &  Byrne,  contractors  for  Section  "F," 
whereby  ^'the  said  Urst  party  authorizes  and 
permits  the  said  second  party  to  excavate  all 
the  glacial  drift  from  the  east  line  of  its  Sec- 
tion "E"  at  the  Summit  Roadway  crossing 
to  a  point  on  said  Section  where  said  first 
party  has  already  excavated  to  bed  rock,  a 
distance  of  about  one  hundred  (100)  feet, 
more  or  less." 

In  the  contract  between  Halvorson,  Rich- 
ards &  Co.  and  the  Sanitary  District,  it  is  re- 
quired that  the  contractor  shall  keep  the 
Summit  Road  clear  from  Interference,  and 
grade  said  road  free  of  cost  to  the  Sanitary 
District.  By  the  special  agreement  between 
the  Contractors  for  Section  "E"  and  *'F" 
mentioned  above,  the  permanent  Summit 
Road  was  brought  within  the  jurisdiction  of 
Section  "F,''  but  the  responsibility  for  keep- 
ing said  road  clear  and  grading  same,  still 
rested  upon  Halvorson,  Richards  &  Co.  In 
December  of  lii97,  Gahan  &  Byrne  performed 
this  work  and  presented  a  bill  for  $-2,258.64 
to  Halvorson,  Richards  &  Co.  for  payment. 
These  contractors  refused  to  pay  the  said 
bill,  and  the  Chief  Engineer  issued  a  voucher 
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to  Gahan  &  Byrne  for  the  said  amount  and 
had  it  charged  against  the  reserved  percent- 
age account  on  Section  *'E"  (letter  book 
dated  January  19,  1898,  page  309,  Voucher 
No.  2386,  Engineering  Department  files). 

The  condition  of  contracts  on   this  bridge 
is  as  follows : 

Masonry,  1,184  cu.  yds.  at  $10.50 $11  007  tX) 

Excavation,  3,370  cu.  yds.  glacial  drift 

at40o 948  00 

Piles  delivered,  4,000  lin.  ft.  at  15c 600  00 

Piles  driven,  4.000  lin.  ft.  at  15o 600  00 

Sheet  piling,  1,000  ft.,  B.  M.  at$S0per 

1,000 30  00 

Timber  in  foundation,  5,300  ft.,  B.  M.  at 

$35  per  1,000 132  50 

Natural  cement  concrete,  306  cu.  yds. 

at$350 1,036  00 

Portland  cement  concrete,  554  cu.  yds. 

at  $6 8.324  00 

Total  cost  (if  superstructure 12.620  00 

Work  account  Summit  Road 6.639  00 

Total  cost  of  bridge $37,837  40 

Amount  earned  to  January  1, 1899 $12,693  95 

Unfinished  work 25.143  45 

Reserved  percentage 756  76 

Unpaid  vouchers 1,237  16 

Balance  required  to  complete $27,137  37 

Proportion   of  work  completed,   33.5    per 
cent. 


if! 
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Lyoji^- Summit  Road  Bridge,  I)fsplai7ie»  River ^ 
Section  *'^."  Jlalvorson^  Richards  tt  Co., 
Contractors  for  SubxinictHre.  JfantdUoji 
Bridge  Company,  Contractor  for  Sni>er- 
strncture.  Single  Roadway^  18  fctt  Wide. 
One  200-foot  Span.  Weight  of  Steel  arid 
Iron  in  Structure,  114,000  Pounds. 

Acting  under  theextrawork  clause  of  their 
contract  for  Section  ''F"  with  this  District, 
the  Chief  Engineer  on  June  9th  (letter  book 
page  51)  ordered  Halvorson.  Richards  &  Co. 
to  construct  the  piers  and  abutments  for  the 
bridge,  fixing  the  prices  at  the  following 
rates:  Foundation  excavation,  60  cents  per 
cubic  yard;  concrete,  16.25  per  cubic  yard; 
Bedford  stone  pedestals,  $12.00  per  cubic 
yard;  iron  on  piers,  10  cents  per  pound; 
timber  for  coflfer  dams,  $16.00  per  thousand 
feet,  B.  M.  The  order  was  accepted  by  the 
contractors  on  June  13th.  On  August  27th, 
by  direction  of  the  Chief  Engineer,  Assistant 
Engineer,  Mr.  W.  T.  Keating,  ordered  these 
contractors  to  fill  with  concrete  between  the 
pedestal  blocks  on  all  of  the  piers  for  a  width 
of  eighteen   inches    aad  a    depth  of  fifteen 


inches,  at  $9.00  per  cubic  yard.  This  order 
was  accepted  by  the  contractors  on  August 
Slst.  This  work  was  completed  during  the 
year  and  a  final  voucher  was  Issued  by  this 
Department  on  November  1st  and  passed  by 
the  Board  en  November  16th  (Voucher  No. 
2625,  Engineering  Department  files). 

On  December  29th,  1897  (pages  4442-3), 
the  Board  received  bids  for  the  superstructure 
of  this  bridge  and  referred  them  to  the  Chief 
Engineer  for  tabulation.  On  January  5ih 
(pages  4461-5)  the  Board  awarded  the  con- 
tract to  the  Massillon  Bridge  Company,  which 
was  the  lowest  of  seven  bidders,  and  the 
President  and  Clerk  of  the  District  were 
authorized  to  execute  the  contract  and  the 
Committee  on  Finance  to  approve  the  bond 
on  same.    The  form  of  contract  appears  on 

• 

pages  4462-5  of  the  Proceedings  of  the  same 
date. 

On  August  10th  (pages  5069-70),  the  Board 
authorized  the  Chief  Engineer  to  accept  the 
several  proposals  of  the  Massillon  Bridge  Com- 
pany for  moving  the  old  structure  to  the  site 
of  the  new  bridge  and  improving  same.  The 
bids  for  this  work  were  as  follows:  For  re- 
moval of  existing  structure  and  preparing 
crossing  for  travel,  $5(X).00;  erection  of  the 
spans  upon  newly  prepared  masonry  and 
widening  present  roadway  from  sixteen  to 
eighteen  feet  by  putting  in  new  steel  fioor 
beams  and  necessary  connections,  and  paint- 
ing all  steel  work  two  coats,  $500.00;  for 
furnishing  all  necessary  new  oak  lumber  and 
putting  in  position  with  joists,  wheel  and 
hub  guards,  $500.00;  a  total  of  $1,500.00. 

During  the  year  1898,  this  Company  com- 
pleted all  of  the  work  under  its  contract  and 
on  August  31st  a  voucher  for  $3,500.00  was 
issued  to  it  for  furnishing  and  erecting  the 
new  superstructure.  The  Chief  Engineer 
submitted  the  said  voucher  to  th<)  Board  on 
September  14th  (page  5158),  which  was  or- 
dered paid  on  that  date  (Voucher  No.  2545, 
Engineering  Department  files.)  On  Decem- 
ber 15th,  a  voucher  for  $1,700.00  ($200.00  of 
which  was  for  extra  work  done  by  verbal 
orders  of  the  Chief  Engineer)  was  issued  by 
this  department  and  a  final  certificate  for  the 
entire  work  was  submitted  l)y  the  Chief  En- 
gineer to  the  Board  on  December  21st  (page 
5350)  and  referred  to  the  Committee  on  En- 
gineering. On  December  28th  (pages5374-6), 
the  Board  passed  upon  said  final  certificate 
and  ordered  the  final  voucher  paid. 

The  miscellaneous  work  vouchered  during 
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the  year  1898  on  account  of  this  bridpre,  is  as 
follows : 

During  the  latter  part  of  the  year,  the  ap- 
proaches to  this  bridf^e  were  in  a  bad  condi- 
tion, and  the  Chicago  Crushed  Stone  Com- 
pany was  ordered  to  deliver  and  spread 
crushed  stone  wherever  necessary;  823.36 
cubic  yards  of  this  material  were  used,  and 
the  price  paid  for  same  in  place  was  90  cents 
per  cubic  yard.  On  December  15th,  a 
voucher  for  $391.02  was  issued  to  this  com- 
pany on  this  account  (Voucher  No.  2717, 
Engineering  Department  files.) 

Acting  under  theextra-woric  clause  of  their 
contract  for  Section  "E"  with  this  District, 
the  Chief  Engineer,  on  October  3rd  (letter 
book,  page  11)  ordered  Halvorson,  Richards 
&  Co.  to  grade  the  approaches  to  this  bridge, 
fixing  the  price  for  excavation  from  the  old 
roadbed  down  to  the  natural  surface  at  40 
cents  per  cubic  yard ;  for  all  other  excava- 
tion, at  27  cents  per  cubic  yard,  and  for  re- 
moving old  piers  from  the  channel,  at  75  cents 
per  cubic  yard.  During  the  year  1898,  these 
contractors  earned  $1,183.61  on  this  account 
(last  Voucher  No.  2719,  Engineering  Depart- 
ment files.) 

The  condition  of  contracts  for  this  bridge 
is  as  follows: 

Bxcavation,  1414  on  yds.  glacial  drift 

at  60c $        8^8  40 

Bedford  stone  pedestals,  8.21  cu.  yds. 

at  $12.00 98  52 

Portland  cement  concrete,  779.25  cu. 

ydsat$6.25 4,870  31 

Portland  cement  concrete   between 

pedestals,  5.84  cu.  yds.  at  $9.00 52  56 

Iron  on  piers,  2,81 8^  lbs  at  10c 281  65 

Cutting  and  haulini;  additional  piece 

of  stone  eopinc 7  50 

Total  cost  of  superstructure 5,200  00 

Lowering  truss 145  00 

Grading  approaches  to  bridge,  3,643 

cu.  yds.  «:lacial  drift  at  27c 983  61 

Removing  old  roadbed,  500  uu.  yds. 

glacial  drift  at  40o. .  ^ 200  00 

Improving  Lyon«-Snmmlt  Road,  323.36 

cu.  yds.  crushed  atone  at  90c 291  02 

Total  cost  of  bridge 8    12.978  77 

Amount  earned  to  January  1, 1899 —      12,978  77 

Reserved  percentHge $        147  95 

Unpaid  vouchei-s 631  87 


Balance  required  to  complete $ 


-79  82 


Proportion  of  work  completed,  100  per  cent. 


Chicago  Terminal  Transfer  Railroad  Com- 
pany's Bridge,  Main  Channel^  Section  "-^.'^ 
Mc Arthur  Brothers  Company  and  Winitton 
db  Co.y  Contractors  for  Substructure.  Wis- 
consin.  Bridge  and  Iron  Company^  Contrac- 
tor for  Superstructure.  Double  Track, 
Length,  316  feet  7  inches.  Weight  of  Steel 
and  Iron  in  Structure^  1,051,924  Pounds. 

The  contracts  for  both  the  sub  and  super- 
structure of  this  bridge  were  entered  into  In 
1897.  The  contractors  for  the  substructure 
began  operations  In  the  early  part  of  1898.  and 
a  final  voucher  was  issued  to  them  on  Octo* 
ber6th  (Voucher  No.  2607,  Engineering  De- 
partment files).  On  October  12th  (page 5191) 
the  Chief  Engineer  presented  the  final  certi- 
ficate for  this  work  to  the  Board,  which  was 
referred  to  the  Committee  on  Engineering. 
On  October  26th  (pages  5215-16)  the  Board 
passed  upon  the  said  final  certificate  and  or- 
dered the  final  voucher  paid. 

On  August  8th  a  voucher  for  $17,326.20 
was  Issued  to  the  contractor  for  the  super- 
structure of  this  bridge,  the  said  amount  be- 
ing 60  per  cent  of  the  total  contract  price  and 
paid  to  this  company  for  having  delivered  all 
of  the  iron  work  at  the  site  of  erection 
(Voucher  No.  2507,  Engineering  Department 
files).  This  company  completed  its  contract 
on  October  15th,  and  on  the  21st  of  the  same 
month  a  final  voucher  was  issued  in  its  favor. 
On  October  20th  (page  5200)  the  Chief  Engi- 
neer presented  the  final  certificate  for  this 
work  to  the  Board,  which  was  referred  to  the 
dommittee  on  Engineering.  On  October 
26th  (pages  5314-15)  the  said  final  certificate 
was  passed  upon  by  the  Board  and  the  final 
voucher  ordered  oaid. 

Acting  under  the  extra  work  clause  of 
their  contract  with  this  District,  the  Chief 
Engineer  gave  verbal  orders  to  Halvorson, 
Richards  &  Co.  to  grade  the  approaches  to 
this  bridge,  fixing  the  price  for  handling  the 
material  at  27  cents  per  cubic  yard.  During 
the  year  these  contractors  earned  $322.38  on 
this  account  (Voucher  No.  2718,  Engineering 
Department  files). 

The  condition  of  contracts  for  this  bridge 
is  as  follows: 

Masonry,  1,231.39  cu.  yds.  at  $9  40 $  11.575  07 

Excavation,   3,5.54.1    cu.    yds.  glacial 

driftat4Gc 1,634  89 

Piles  delivered,  1,650  lineal  feet  at  14c.  231  00 

Piles  driven,  1.16C.5  lineal  feet  at  10c...  116  65 
Sheet  piling,  2,532  feet,  B.  M..  at  $31 

per  l,0Ci0 78  49 
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Timber  Id  foundation,  8,67^  feet,  B.  M., 
at$88perl,000 $        80  78 

Natural  cement  concrete,  238.27  cu. 
yds.  at  $8.50 838  95 

Portland  cement  concrete,  693.18  cu. 
yds.  at  $5 3,465  65 

Total  cost  of  supenitructure 28.930  95 

•Gradiu^  approaches  to  bridge 3*32  38 

Totel  cost  of  bridge $  47,369  81 

Amount  earned  to  January  1, 1899 ..    47,269  81 

Unpaid  vouchers  and  balance  re- 
quired to  complete S      322  38 

Proportion  of  work   completed,    100   per 
■cent. 


Chicayo  Terminal  Transfer  Railroad  Cotn- 
jtatifj^x  Bridge,  De«plaines  River^  iSection 
''JF."  Reldmaier  <fc  A>m,  Contractors  for 
Substructure,  Wisconsin  Bridge  and  Iron 
Company^  Contractor  for  Su^yer  struct  are. 
Double  Track.  One  Span^  105  fect^  Center 
to  Center  of  End  Pins. 

Proposals  for  the  sub  and  superstructure 
for  this  bridge  were  asked  for  under  the 
•order  of  the  Board  on  May  Uth  (page  4809) 
for  the  advertisement  for  bids  for  all  bridges 
not  contracted  for  at  that  time.  On  August 
8rd  (pages  5017-19)  bids  were  opened  for  the 
substructure  work  for  this  bridge  and  re- 
ferred to  the  Chief  Engineer  for  tabulation. 
On  August  6th  (pages  50a3-7)  the  Board 
awarded  the  contract  to  Heldmaier  &  Neu, 
who  were  the  lower  of  two  bidders.  On  Au- 
gust 34th  (page  5119)  the  Board  approved 
the  bond  on  this  contract.  The  executed 
contract  is  published  in  the  Proceedings  of 
the  same  date  (pages  5119-27). 

On  Noveu)ber  3rd  (page  5225)  these  con- 
tractors presented  a  communication  to  the 
Board  stating  that,  owing  to  the  delay  ef  the 
completion  of  their  contract  for  this  bridge, 
which  was  due  to  the  lack  of  right  of  way, 
they  had  sustained  money  losses  and  that 
they  held  the  Sanitary  District  responsible 
for  said  losses.  The  communication  was  re- 
ferred to  the  Committee  on  Engineer!'  g  on 
that  date.  On  December  31st  (page  5354)  the 
Board  ordered  the  said  communication 
placed  on  file. 

During  the  year,  these  Contractors  per- 
formed 600  cubic  yards  of  foundation  exca- 
vation and  a  voucher  for  ^41.25  was  issued 
to  them  on  this  account  on  December  16th 
(Voucher  No.  25S2,  Engineering  Department 
flies). 


On  August  3rd  (pages  5017-23),  bids  for 
the  superstructure  of  this  bridge  were  pre- 
sented to  the  Board  and  referred  to  the  Chief 
Engineer  for  tabulation.  On  August  6th 
(pages  5033-7),  the  Board  awarded  the  con- 
tract to  the  Wisconsin  Bridge  and  Iron  Com- 
pany, which  was  the  lowest  of  nine  bidders. 
On  August  24th  (pages  5092-3),  the  Board 
approved  the  bond  on  this  contract.  The 
form  of  said  contract  appears  In  the  Proceed- 
ings of  that  date  (pages  5093-^10 Ij. 

The  condition  of  contracts  for  this  bridge 
is  as  follows: 

Removal  of  masonry,  143  cu.  yds.  at 

$2.25 $ 

Masonry,  411  ou.  yds.  at  $7.60 

Excavation,  972  cu.  yds.  glaoial  drift  at 

650 

Piles  delivered,  1,000  lin.  ft.  at  25o 

Piles  driven,  1,000  lln.  ft.  at  30o 

Sheet  piling,  8,000  ft.  B.  M.  at  $25  per 

1,000 

Portland  cement  concrete,  241  cu.  yds. 

at  $8. 50 

Raising  three  spans 

Total  cost  of  superstructure 


321  75 

3,123  60 

631  80 

250  00 

300  00 

75  00 

2,048  50 

750  00 

7,318  00 

Total  cost  of  bridge $14,818  65 

Amount  earned  to  January  1, 1899 390  00 

Unfinished  work $14,428  65 

Reserved  per  centage 48  75 

Balance  required  to  complete $14,477  40 


Proportion  of  work  completed,  2.6  per  cent. 


Willow  Sprintfs  Road  Bridge^  Main  Channel^ 
Section  1.  Sackley  <!b  Peterson,  Contractors 
for  Substructure.  C.  L.  St^obel^  Contractor 
for  Superstructure.  Single  Roaduay^  20 
feet  Wide.  Length,  306  feet  1  1-4  inches. 
Weight  of  Steel  and  Iron  in  Structure, 
339,294  Pound9.  Counter  Weight,  209,040 
Pounds. 

The  proposals  for  both  the  sub  and  super- 
structure for  this  bridge  were  asked  for  under 
the  general  order  of  the  Board  on  May  11th 
(page  4809)  for  the  advertisement  for  bids  for 
all  bridges  not  yet  contracted  for.  On  August 
3rd  (pages  5017-20),  bids  for  the  substructure 
were  submitted  to  the  Board  and  referred 
to  the  Chief  Engineer  for  tabulation.  On 
August  6th  (pages  5034-7),  the  Board 
awarded  the  contract  to  Sackley  &  Peterson, 
who  were  the  lowest  of  three  bidders.  On 
August  '^th  (pages  5092-3),  the  Board  ap- 
proved the  bond  of  this  contract.  The  exe- 
cuted contract  which  bears  date  of  August 
19,   1899,  appears  in  the  Proceedings  of  Au- 
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gust  24th  (page  5118).  These  contractors 
completed  the  substructure  during  the  year 
1898  and  a  final  voucher  was  rendered  to 
them  on  this  account  on  December  31st, 
(Voucher  No.  2707,  Engineering  Department 
files). 

^he  bids  for  the  superstructure  of  this 
bridge  were  submitted  to  the  Board  on  Au- 
gust 3rd  (pages  5017-23)  and  referred  to  the 
Committee  on  Engineering.  On  August  6th 
(pages  5033-7)  the  Board  awarded  the  contract 
to  C.  L.  Strobel,  who  was  the  lowest  of  ten 
bidders.  On  August  dlst  (pages  5183-4),  the 
Board  approved  the  bond  of  this  contract. 
The  executed  contract,  which  bears  date  of 
August  24,  1898,  appears  in  the  Proceedings 
for  August  31st  (pages  5184-44). 

The  condition  of  contracts  for  this  bridge 
is  as  follows : 

Hasonry,419.2cu.  yds.  at  $11.50 8  4,820  80 

Excavation,  1288  on.  yds.  glacial  drift  at 

11.00 1,833  00 

Excavation,  851  ca.  yds.  glacial  drift  at 

40c 340  40 

Piles  delivered  and  driven,  400  lin.  ft. 

at  $1.00 400  00 

Portland   cement   concrete,  179.4    on. 

yds.  at  $5  00 897  00 

Total  cost  of  superstructure 14,900  00 

Changing  road  at  Willow  Springs 114  71 

Changing    alignment     of     temporary 

bridge 112  61 

Total  cost  of  bridge $22,818  52 

Amount  earned  to  January  1, 1899 7,918  52 

Unfinished  work 114,900  00 

Unpaid  vouchers 1,881  02 

Balance  required  to  complete $16,781  02 

Proportion  of  work  completed,  84.7  per  cent. 


Atchison,  Topekn  <t  S'anta  Fe  Railway  Com- 
pany's Bridge^  Main  Channel.  Section  8. 
McArthur  Brothers  Company  and  Winnion 
<t  Co.,  Contractors  for  Substructure.  Car- 
fiegie  Steel  Company^  Limited,  Contractor 
for  Superstructure .  Doubk  Track.  Length 
398  feet  6  inches.  Weight  of  Steel  and  Iron 
in  Structure,  2,31o,6o6  Pounds.  Counter 
Weight,  858,645  Pounds. 

On  May  18th  (pages  4818-15).  bids  for  the 
substructure  of  this  bridge  were  submitted 
to  the  Board  and  referred  to  the  Chief  Engi- 
neer for  tabulation.  On  May  25th  (pages 
4830-2),  the  Board  awarded  the  contract  to 
McArthur  Brothers  Company  and  Winston  & 


Co.,  who  were  the  lowest  of  six  bidders.  On 
June  16th  (pages  4881-2),  the  Board  ap- 
proved the  bond  on  this  contract.  The  exe- 
cuted contract  appears  in  the  Proceedings  of 
June  16th  (pages  4882-9).  The  contractors 
for  this  work  completed  their  contract  dur- 
ing the  year  189^  and  a  final  voucher  was  is- 
sued to  them  on  October  12th  (Voucher  No. 
2608,  Engineering  Department  files).  On 
October  26th  (page  5214),  the  Chief  Engineer 
submitted  the  final  certificate  for  this  work 
to  the  Board,  which  was  referred  to  the  Com- 
mittee on  Engineering.  On  November  3rd 
(pages  5221-2),  the  Board  passed  upon  the 
final  certificate  and  ordered  the  final  voucher 
paid. 

On  May  18th  (pages  4813-15),  bids  were  re- 
ceived for  the  superstructure  of  this  bridge 
and  referred  to  the  Committee  on  Engineer- 
ing. On  May  25th  (pages  4830-32 1,  the  Board 
awarded  the  contract  to  the  Carnegie 
Steel  Company,  Limited,  which  was  the 
lowest  of  seven  bidders.  On  June 
8th  (pages  4852-3),  the  Board  approved 
the  bond  on  the  contract.  The  ex- 
ecuted contract,  which  bears  date  of  May  31, 
1898,  appears  in  the  Proceedings  for  June 
8th  (pages  4853-62). 

In  the  general  contract  with  the  ''Santa 
Fe  System,"  the  Sanitary  District  agreed  to 
change  the  location  of  tracks  of  this  railroad 
atLemont  and  on  May  18th  (page  4813),  the 
Board  ordered  the  advertisement  for  propo- 
sals for  this  work,  which  involved  the  build- 
ing of  a  double  track  embankment,  together 
with  the  necessary  filling  for  side  tracks 
and  highway  and  bridge  approaches. 
On  July  20th  (pages  4978-9),  the  bids 
for  the  work  were  submitted  to  the 
Board  and  referred  to  the  Chief  Engineer  for 
tabulation.  The  bids  Included  the  work  of 
excavating  the  balance  of  rock  remaining  in 
the  Main  Channel  at  the  present  Santa  Fe 
crossing,  and  the  lowest  bid  was  determined 
by  the  total  figures  submitted  on  this  double 
proposition.  On  July  29th  (pages  5009-10) 
the  Board  awarded  the  contract  to  Mason, 
Hoge,  King  &  Co.,  who  were  the  lowest  of 
five  bidders.  On  August  10th  (page  5059) 
the  Board  approved  the  bond  on  this  contract. 
The  executed  contract  appears  in  the  Pro- 
ceedings for  August  10th  ( pages  5060-7 1.  The 
amount  earned  during  the  year  1898  by  these 
contractors  on  this  account  is  $15,962.70  (last 
Voucher  No.  2711,  Engineering  Department 
files).  • 

Acting  under  its  general  agreement  with 
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this  District,  the  Santa  Fe  Company  incurred 
sundry  expenses  in  connection  with  its  system 
at  Leraont  and  bills  amounting  to  ^^1.85 
were  vouchered  by  the  District  to  the  said 
company  during?  1898  (last  Voucher  No. 
2709,  Engineering  Department  files). 

The    condition  of  the  contracts  for  this 
bridge  is  as  follows : 

Masonry,  447.41  cu.  yds.  at  Sl2  00 $    5,3C8  92 

Excavation,  1,020  cu.  yds.  solid  rock 

at  60c 510  00 

Portland  cement  concrete,  309.66  cu. 

yds.  at  $5.50 2,033  13 

Total  cost  of  superstructure 76,185  00 

Construction  of  embankment  for  new 

alignment,  126,900  cu.   yds.   glacial 

driftatlSc 82,842  00 

Excavation  front  of  nortb  abutment, 

1,200  ou.  yds.  glacial  drift  at  22c 264  00 

Inspectinic  track  and  watchingr  ma* 

terlal 38185 

Total  cost  account  bridge $107,584  90 

Amount  earned  to  January  1, 1899  ....     24,256  60 

Unfinished  work $  83,328  30 

Reserved  percentage 1,995  34 

Unpaid  vouchers 2,238  25 

Balance  required  to  complete $  87.561  89 

Proportion  of  work  completed,  22.5    per 
cent. 


AtchUon^  Tof)eka  <fr  Santa  Fe  Railway  Com- 
pawifs  Bridge^  Desplaines  liiver,  Section  8. 
I^enn  BHdge  Company^  Contractor  for 
Superstructure.  Double  Track.  Twelve 
Plate  Girder  Spam  60  feet  Each.  Weight 
of  Steel  and  Iron  in  Structure,  1,117,765 
Pounds. 

In  accordance  with  the  general  contract  be- 
tween the  "Santa  Fe  System"  and  the  Sani- 
tary District,  the  expense  incurred  in  the 
construction  of  this  bridge  is  to  be  borne 
jointly  by  these  two  parties.  The  A.  T.  &  S. 
F.  Ry.  Co.  elected  to  build  the  substructure, 
which  was  completed  during  the  year  1898. 
The  statement  of  its  cost  was  not  submitted 
to  this  Department  during  that  period  and 
the  estimated  amount  as  worked  out  by  the 
District  and  which  is  shown  in  the  schedule 
below  is  still  used  as  a  basis  for  this  report. 

The  Sanitary  District  elected  to  construct 
the  superstructure  of  this  bridge,  and  on 
May  18th  (pages  4813-16)  bids  for  same  were 
received  by  the  Board  and  referred  to  the 
Chief  Engineer  for  tabulation.  On  May  25th 
(pages  4830-3)  the  Board  awarded  the  con- 
tract to  the  Penn  Bridge  Company,  which 
was  the  lowest  of  eleven  bidders.     On  June 


16th  (pages  4873-4)  the  Board  approved  the 
bond  on  this  contract.  The  executed  con- 
tract, which  bears  date  of  May  31,  1898, 
appears  in  the  Proceedings  for  June  16th 
I  pages  4874-81),  This  company  completed 
its  contract  during  the  year  1898  and  a  final 
estimate  was  issued  by  this  Department  ta  it 
on  December  28th  ( Voucher  No.  2708,  Engi- 
neering Department  files). 

On  August  3rd  (page  5017)  a  communica- 
tion was  presented  to  the  Board  from  the 
Penn  Bridge  Company,  '-asking  the  assent  of 
the  Board  to  their  assignment  to  the  Carnegie 
Steel  Company  of  payments  which  are,  or 
may  become,  due  to  said  Penn  Bridge  Com- 
pany on  their  contract  with  the  District."  It 
was  referred  to  the  Joint  Committee  on  En- 
gineering and  Judiciary.  On  December  21st 
(pages  5354-5)  the  Board  placed  the  said 
communication  on  file.  On  December  7th 
(page  5807)  this  same  Company  presented  to 
the  Board  another  communication  in  which 
was  claimed  an  extension  of  time  for  certain 
alleged  delay  on  its  contract.  It  was  referred 
to  the  Committee  on  Engineering  on  that 
date. 

The  approximate  cost  to  the  District  of  this 
bridge  is  as  follows: 

Proportionate  cost  of  substructure  (one- 
half  of  $17,000.00) S  8,500  00 

Proportionate  cost  of  superstructure 
(one-half  of  $26,924  06) 13,462  08 

Total $21,962  03 


The  condition  of  contracts  on  alx)ve  basis 
Is  as  follows: 

Amount  vouchered  to  January  1, 1890.$  26,924  06 

Total  proportionate  cost  of  bridge.. . .  21,962  08 

Credit  to  Sanitary  District $  4,962  03 

Reserved  percentage $  350  00 

Unpaid  vouchers .* 10,440*60 

$  10,790  06 

Less  credit  to  Sanitary  District 4,962  03 

Balance  required  to  complete $  5,828  03 


Lemont  Road  [Stepliens  Street)  Bridge,  Main 
Channel,  Section  8.  S  ackley  (0  Peterson, 
Contractors  for  Substructure.  Canugie 
Steel  Company,  Limited,  Contractor  for 
Su])er structure.  Single  Roadway^  20  feet 
Wide.  Length,  306  feet  1  1-4  inches.  Weight 
of  Iron  and  Steel  in  Structure,  339,705 
Pounds.     Counter  Weight,  207,300  Pounds. 

The  proposals  for  the  sub  and  superstruc- 
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ture  of  this  bridge  were  advertised  under  the 
general  order  of  the  Board,  dated  May  11th 
(page  4809  •.  Oa  Augast  3rd  ( pages  5017-20) 
the  bids  were  submitted  to  the  Board  and 
referred  to  the  Chief  Engineer  for  tabula- 
tion. On  August  6th  (pages  5033-7)  the 
Board  awarded  the  contract  to  Sackley  Sc 
Peterson,  who  were  the  lowest  of  three  bid- 
ders. On  Adgust  24th  (pages  5092-8)  the 
Board  approved  the  bond  on  said  contract. 
The  executed  contract  which  bears  date  of 
August  19th,  1898,  appears  in  the  Proceed- 
ings for  August  24th  (pages  5117-18). 

Dunng  the  year  1S98  these  contractors 
completed  all  of  this  contract  with  the  ex- 
ception of  that  portion  of  work  connected 
with  the  Stephens  Street  Improvement  cov- 
ered in  Clause  55  of  said  contract.  The  last 
voucher  issued  to  them  on  account  of  this 
bridge  bears  date  of  December  31st  (Voucher 
No.  2710,  Engineering  Department  flies  i. 

On  August  3rd  (pages  5017-24)  the  bids  for 
the  superstructure  of  this  bridge  were  pre- 
sented to  the  Board  and  referred  to  the  Chief 
Engineer  for  tabulation.  On  August  6th 
(pages  5083-7)  the  Board  awarded  the  con- 
tract to  C.  L.  Strobel  at  his  bid  of  S14,990,00, 
which  was  the  lowest  of  ten  bids  received. 
On  August  3l6t  (pages  5133-4;  the  Board  ap- 
proved the  bond  on  said  contract.  The  ex- 
ecuted contract,  which  bears  date  of  August 
24,  1898,  appears  in  the  Proceedings  for 
August  3l8t  (page  5145). 

Acting  under  the  extra  work  clause  of  their 
contract  with  this  District,  the  Chief  Engi- 
neer gave  verbal  orders  to  Mason,  Hoge,  King 
&  Co.  to  make  some  slight  changes  in  the 
Lemont  Road  near  the  site  of  this  bridge  and 
fixed  the  compensation  for  excavation  at  22 
•cents  per  cubic  yard.  The  total  cost  of  said 
work  was  $193.89,  and  a  voucher  for  this 
amount  was  Issued  to  them  by  this  Depart- 
ment on  December  6th  (Voucher  No.  2677, 
Engineering  Department  files). 

The  condition  of  contracts  on  this  bridge 
is  as  follows : 

Masonry,  881  on.  yds.  at  $11  85 $  3,829  85 

Excavation,  1,600  cu.  yds.  glacial  drift 

at  $1 1,65000 

Portland  cement  concrete,  179  on.  yds. 

at  $5 895  00 

"Work  uocount  licmont  Road,  including 

856  ou.  yds.  glacial  drift  at  22o 198  89 

Total  cost  of  superstructure 14,990  00 

Total  cost  of  bridge $^1 ,068  74 

Amount  earned  to  January  1, 1899 5,693  39 


Reserved  percentage $     687  44 

Unpaid  vouchers 1.981  43 

Balance  required  to  complete $18,034  22 


Proportion  of  work  completed,  27  per  cent. 


LemoHt  Moad  Bridge^  De«plaines  River,  See- 
tion  8.     E.  D.  Smith  ct  Co.,  Contractors. 

The  substracture  for  this  bridge  consists  of 
eleven  piers  and  the  abutments,  and  the 
superstructure  consists  of  ten  wooden  spans, 
each  50  feet  in  length,  and  an  18  feet  road- 
way. 

This  bridge  was  formerly  Included  in  the 
estimate  of  Section  8,  but  owing  to  the  fact 
that  it  Is  a  permanent  structure,  it  Is  now 
transferred  to  the  bridge  schedule  and 
treated  under  the  regular  head  of  Bridges. 
The  contract  for  this  bridge  was  awarded  on 
September  27,  1893  (pages  1468-70)  to  E.  D. 
Smith  &  Co.,  who  acted  as  agents  of  the 
Sanitary  District  and  were  given  ten  (10)  per 
cent  of  the  actual  cost  of  the  structure  as 
compensation  for  superintendence,  use  of 
tools,  etc.  The  total  cost  of  said  structure  is 
$22,329.89  (Voucher  No.  24,  Engineering  De- 
partment files). 


tTnflnlshed  work $15,865  35 


Western  Stone  Company^s  Bridge,  Desplainea 
River,  Section  10.  E,  D.  Smith  <fc  Co.,  Con- 
tractors. 

This  structure  is  a  single  track  trestle  con- 
sisting of  32  bents,  each  16  feet  In  length. 

This  bridge  was  formerly  included  in  the 
estimate  of  Section  10,  and  for  the  same 
reason  noted  above  in  the  last  mentioned 
bridge  it  Is  now  transferred  under  the  regu- 
lar head  of  Bridges. 

On  August  16, 1893  (page  1402)  the  Board 
ordered  the  Chief  Engineer  to  direct  E.  D. 
Smith  &  Co.,  contractors  for  Section  10,  to 
perform  this  work  under  the  extra  work  clause 
of  their  contract  with  this  District.  On  Au- 
gust 17, 1893  (letter  book  pages  389-91  >,  the 
Chief  Engineer  directed  these  contractors  to 
do  the  work  and  were  given  fifteen  (15)  per 
cent  of  the  actual  cost  of  the  structure  as 
compensation  D  for  superintendence,  use  of 
tools,  etc.  The  total  cost  of  said  structure 
is  $15,983.63  (Voucher  No.  107,  Engineering 
Departmen t  files ) . 
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Momeo  Road  Bridge,  Main  Channel,  Section 
12;  Heldmaier  (fe  SeUy  Contractors  for  Sub- 
Htructure;  C.  L.  Strobe!^  Contractor  for 
Superstructure .  Single  Roadway^  20  Feet 
Wide;  Length,  306  Feet,  1  1-4  Inches; 
Weight  of  Iron  and  Steel  in  Structure, 
339,505  Pounds;  Counter  weight, \  208,100 
Pounds. 

Proposals  for  the  sub  and  superstructure 
of  this  bridge  were  advertised  under  the  g:en- 
eral  order  of  the  Board,  dated  May  11th  (page 
4809).  On  August  3rd  (pages  501T-21),  the 
bids  for  the  substructure  were  submitted  to 
the  Board  and  referred  to  the  Chief  Engineer 
for  tabulation.  On  August  6th  (pages 
5033-7;,  the  Board  awarded  the  contract  to 
Heldraaier  &  Neu,  who  were  the  lowest  of 
three  bidders.  On  August  24th  (page  5119) , 
the  Board  approved  the  bond  on  this  con- 
tract. The  contract,  which  bears  date  of 
August  24,  1898,  appears  in  the  Proceedings 
of  August  24th  (pages  5127-8) .  No  vouchers 
were  issued  to  these  contractors  during  the 
year. 

On  November  3rd  (page  5225),  a  communi- 
cation from  Heldmaier  &  Neu  was  presented 
to  the  Board,  in  which  they  served  netice 
that,  owing  to  sundry  delays  imposed  upon 
them  in  fulfilling  their  contract  for  this  sub- 
structure, they  were  put  to  extra  expense, 
and  held  the  Sanitary  District  liable  for 
same.  It  was  referred  to  the  Committee  on 
Engineering  on  that  date,  and  on  December 
21st  (page  5354),  the  Board  ordered  the  same 
to  be  placed  ou  file. 

On  August  3rd  (pages  5017-24),  the  bids 
for  the  superstructure  for  this  bridge  were 
submitted  to  the  Board  and  referred  to  the 
Chief  Engineer  for  tabulation.  On  August 
6th  (pages  50.S3-7),  the  Board  awarded  the 
contract  to  C.  L.  Strobel,  at  his  bid  of 
$14,990,  which  was  the  lowest  of  ten  bids  re- 
ceived. On  August  3l8t  (pages  5133-4),  the 
Board  approved  the  bond  on  this  contract. 
The  executed  contract,  which  bears  date  of 
iVugust  24,  1898,  appears  in  the  Proceedings 
for  August  31st  (pages  5144-5). 

The  tost  of  this  bridge  is  as  follows ; 

Substructure  complete $     9,659  75 

Superstructure  complete 14,900  00 

Total $    24,649  75 


Lockport  Road  Bridge,  DespUtines  River  Chan- 
nel, Section  16.  Griffiths  <j&  McDermotty 
Contractors  for  Substructure.  Wisconsin 
Bridge  and  Iron  Company,  Contractor  for 
Superstructure. 

This  will  be  a  fixed  structure  and  consist 
of  three  200-feet  through  spans,  an  18-feet 
roadway  and  no  sidewalks. 

The  proposals  for  the  sub  and  superstruc- 
ture of  this  bridge  were  advertised  under  the 
general  order  of  the  Board,  dated  August  3rd 
(page  5017).  On  October  5th  (pages  5181-4  »„ 
the  Board  received  bids  for  both  parts  of  this 
bridge  and  referred  them  to  the  Chief  Engi- 
neer for  tabulation.  On  October  12th  (pages 
5195-7),  the  Board  awarded  the  substructure 
contract  to  Griffiths  &  McDermott,  wha 
were  the  lowest  of  four  bidders.  On  Novem- 
ber 16th  (pages  5237-8),  the  Board  approved 
the  bond  on  this  contract.  The  executecl 
contract,  which  bears  date  of  October  28, 1898, 
appears  in  the  Proceedings  for  November  16th 
(pages  5239-44). 

On  October  12th  (pages  5195-7),  the  Board 
awarded  the  superstructure  contract  to  the 
Wisconsin  Bridge  &  Iron  Company  at  Its 
bid  of  110,954.00,  which  was  the  lowest  of 
eight  bids  received.  On  November  23rd 
(page  5264),  the  Board  approved  the  bond  on 
this  contract.  The  executed  contract,  which 
bears  date  of  October  29,  1898,  appears  in  the 
Proceedings  of  November  23rd  (pagea 
5264r-7a). 

No  voucher  was  issued  for  any  portion  of 
this  structure  during  1898. 

The  cost  of  this  bridge  is  as  follows : 

Substructure  complete $  3,523  00- 

Superstructure  complete 10,954  00 

Total 1114,477  00 


Wire  Mills  Road  Bridge,  Desplaines  Biver 
Channel,  Section  16.  Hqyes  Brothers,  Con- 
tractors  for  Substructure.  Wisconsin 
Bridge  and  Iron  Company,  Contractor  for 
Superstructure. 

This  will  be  a  fixed  structure  and  consist  of 
two  200  feet  and  one  100  feet  through  spans, 
an  18-feet  roadway  and  no  sidewalics. 

The  proposals  for  the  sub  and  superstruc- 
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til  re  of  this  bridge  were  advertised  tmcler  the 
general  order  of  the  Board  dated  August  3rd 
(page  5017).  On  October  5th  (pages  5181-^) 
the  Board  receiTed  bids  for  both  parts  of  this 
bridge  aad  referred  them  to  the  Chief  Engi- 
neer for  tabulation.  On  October  12th  (pages 
519&-7)  the  Board  awarded  the  substructure 
contract  te  Hayes  Brothers,  who  were  the 
lowest  of  four  bidders..  On  November  16th 
(pages  5287-8)  the  Board  approved  the  bond 
on  said  contract.  The  executed  contract, 
which  bears  date  of  October  31,  1&98,  appears 
in  the  Proceedings  for  November  16th  (pages 
5245-6). 

On  October  12th  (pages  5195-7)  the  Board 
awarded  the  superstructure  contract  to  the 
Wisconsin  Bridge  «and  Iron  Company  at  its 
bid  of  $8,945.00,  which  was  the  lowest  of 
eight  bids  received.  On  November  28rd 
(page  5264)  the  Board  approved  the  bond  on 
this  contract.  The  executed  contract,  which 
bears  date  of  October  29,  1898,  appears  in  the 
Proceedings  for  November  28rd  (pages 
6272^). 

No  voucher  was  issued  for  any  portion  of 
this  structure  during  1898. 

The  cost  of  this  bridge  is  as  follows: 

Substructure  complete $  5,816  30 

Superstructure  complete 8,945  00 

ToUl $14,761  30 


Elgin^  JolUt  4b  Ecutem  Railway  Compatty^s 
Bridge^  DMplmHes  Miver  Channel,  Between 
SeetUms  16  and  f  7.  Benezette  WilHanu,  Con- 
tractor  for  Substructure.  Julius  6.  Wag- 
ner.  Contractor  for  Superstructure.  Single 
Track.     Total  Length  665  Feet  9  Inches. 

On  January  19th  (page  4504),  the  Board 
approved  the  new  bond  of  the  contractor  for 
the  superstructure  of  this  bridge,  which  was 
for  $1,000.00  and  in  lieu  of  a  former  bond  for 
$12,000.00.  On  December  14th  (page  5345), 
this  same  company  transmitted  a  communi- 
cation to  the  Board  requesting  a  release  of 
the  bond  on  its  contract,  which  was  referred 
to  the  Comnaittee  on  Judiciary.  The  matter 
was  not  reported  on  during  1898. 

On  January  19th  (page  4504),  the  B«ard  re- 
leased the  $5,000.00  bond  of  the  contractor  on 
the  substructure  of  this  bridge  and  requested 
that  he  file  a  new  one  for  $500.00. 

The  final  voucher  for  the  substructure  of 
this  bridge  was  rendered  January  16, 1897. 
The  final  voucher  for  the  superstructure  was 


rendered  June  8, 1897.     The  total  cost  of  the 
bridge  is  $41,984.62  (page  4613). 


Cass  Street  Bridge,  Desplmnes  Biver  Channel, 

Section  18. 

This  will  be  a  fixed  structure  to  consist  of 
one  213  feet  and  7  inches  through  span  and 
one  87  feet  and  6  inches  through  plate  girder, 
a  roadway  82  feet  wide  in  the  clear  and  two  8- 
feet  sidewalks. 

Nothing  was  done  in  1898  toward  letting 
this  work. 


Jefferson  Street  Bridge,  Besplaines  Biver 
Channel,    Section  18. 

This  will  be  a  fixed  structure  and  consist  of 
two  118  feet  and  10^^  inches  through  spans,  a 
roadway  40  feet  in  the  clear  and  two  12  feet 
sidewalks.  Nothing  was  done  in  1898  towards 
letting  this  work. 


Chicago,  Rock  Island  dt  Pacific  Bailroad 
Company^s  bridge,  Besplaines  Biver  Chan- 
nel, Section  18. 

This  will  be  a  fixed  structure  consisting  o 
two  skew  double  track  deck    plate   girder 
spans,  of  a  total  approximate  length  of  156 
feet.     Nothing  was  done   in  1898   towards 
letting  this  work. 


RAILBOADB. 

All  the  facts  for  the  year  1898  pertaining 
to  the  relations  between  the  Sanitary  Dis- 
trict and  the  several  Railroad  Companies  in 
connection  with  the  Chicago  River  Improve- 
ment work,  other  than  bridges,  are 
enumerated  under  the  head  of  '^Chicago 
River"  in  this  report.  The  companies  with 
which  the  District  had  business  relations  at 
that  point  are  the  Pennsylvania  Company, 
the  Chicago  &  Alton  Railroad  Company,  the 
Chicago  &  Northern  Pacific  Railroad  Com- 
pany and  the  Chicago,  Rock  Island  and  Pa- 
cific Railway  Company. 


Chicago   Terminal   Trafisfer  Bailroad  Com- 
pany. 

As  was  stated  under  the  head  of  'Taylor 
Street  and  Chicago  Terminal  Transfer  Rail- 
road Company's  Bridges,  Chicago  River," 
(page  5716)  the  Board  adopted  the  prop- 
osition of  removing  the  C.  T.  T.  R.  R.  Co. 'a 
Bridge  from  its  present  site  and  building  a 
new  bridge  of  the  bascule  type  in  its  stead. 
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The  Board  also  authorized  and  directed  its 
President  and  Gltrk  to  enter  into  a  contract 
with  this  company  upon  the  following:  terms: 
The  Sanitary  District  shall  bear  the  entire 
cost  of  the  new  bridge;  it  shall  also  defray 
four-fifths  (4-6)  of  the  cost  of  removing  the 
present  bridge  to  a  temporary  location,  and 
all  miscellaneous  expenses  incident  thereto ; 
but  the  total  portion  to  be  borne  by  the  Dis- 
trict shall  not  exceed  $60,000.  On  December 
6th  (pages  5291-2)  a  form  of  contract  with 
this  company  was  presented  to  the  Board 
and  the  President  and  Clerls  were  authorized 
to  execute  same.  The  executed  contract  ap- 
pears in  the  Proceedings  for  December  28th 
(pages  6859-61). 

The  contract  with  the  C.  T.  T.  R.  R.  Co. 
for  crossing  its  right  of  way  on  contract  Sec- 
tion ''E,"  which  was  executed  on  Septembers, 
1897,  appears  in  the  Proceedings  for  Decem- 
l)er  Blst  (pages  5881-5;.  The  supple- 
mental contract  with  the  receiver  of 
the  Chicago  and  Northern  Pacific  Railroad 
Company  (now  styled  the  Chicago  Termi- 
nal Transfer  Railroad  Company)  for  a  mov- 
able briage  at  the  Pan  Handle  crossing  of 
the  Main  Channel  at  Slst  street  and  Camp- 
bell avenue,  and  which  bears  date  of  execu- 
tion of  June  1, 1897,  also  appears  in  the  Pro- 
ceedings for  December  81st  (page  5881). 

The  acceptance  by  this  company  of  the 
Scherzer,  the  Bates  and  the  Strobel  designs 
for  the  proposed  Pan  Handle  bridge  appears 
in  the  Proceedings  for  March  9th  (page  4586). 

The  following  amounts  have  been  vouch* 
ered  by  the  Engineering  Department  to  this 
company  during  the  year  1898: 

Account  Pan  Handle  temporary  bridge 
(sundries) $     086  91 

Account  C,  H.  A  N.  R.  R.  Co*s  Kedzie 
Avenue  Viaduct  (switching  charges)  80  (X) 

Account  C.  T.  T.  R.  R.  Oo*8  temporary 
bridge.  Main  Channel,  Section  ''B" 
(sundries) 1,878  87 

Account  C.  T.  T.  R.  R.  Cos  temporary 
bridge,  Desplaines  River,  Section  "B" 
(constructing  bridge) 8,853  40 

Total <  5,698  68 


During  1898,  this  Department  vouchered  to 
this  company  1548.47  for  miscellaneous  ex- 
penses incurred  in  connection  with  its  tem- 
porary crossing  of  the  Main  Channel  on  Sec- 
tion *'0.»' 


Pittsburgh^  Cincinnati^  Chicago  <fc  St.  Louis 
Railway  Company. 

The  acceptance  by  this  company  of  the 
Scherzer,  the  Bates  and  the  Strobel  designs 
for  the  Pan  Handle  Bridge  appears  in  the 
Proceedings  for  March  9th  (pages  4588-9 j. 


CJiicago  Jujietion  Hailway  Company  {For- 
merly Union  Stock  Yards  and  Tratt^it 
Company.) 

The  acceptance  by  this  Company  of  the 
Scherzer,  the  Bates  and  the  Strobel  designs 
for  the  Pan  Handle  Bridge  appears  in  the 
Proceedings  for  March  9th  (page  4587). 

In  the  latter  part  of  1898  this  company 
complained  to  the  Chief  Engineer  that  its 
temporary  tracks,  constructed  by  the  Dis- 
trict, had  fallen  short  of  the  needs  of  its  busi- 
ness and  on  October  12th  (pages  5194-5)  the 
Board  authorized  the  construction  of  an  ad- 
ditional temporary  track  at  a  cost  not  to  ex- 
ceed 14,000.00. 

During  1898  this  Department  vouchered 
$998.51  to  the  Chicago  Junction  Railway 
Company  for  miscellaneous  expenses  incurred 
in  connection  with  its  temporary  bridge  at 
the  Pan  Handle  crossing. 


Illinois  Central  Riiilroad  Company  {Lessee  of 
the  Chicago,^  Madison  and  Northern  Rail- 
road Company.) 

No  mention  of  this  Railroad  Company  is 
made  in  the  Proceedings  of  the  District  for 
the  year  1898  other  than  the  passage  of 
vouchers  submitted  to  the  Board  by  this  De- 
partment. The  bills  submitted  by  this  com- 
pany and  vouchered  during  that  period  are 
as  follows : 

Account  Interlocking  System,  etc.,  in 
connection  with  the  Pan  Handle 
bridge <      97  94 

Account  C,  M.  &  N.  R  R.  Co.'s  Eedzie 
Avenue  viaduct  (freight  on  Rlrders)..         fiO  00 

Account  C,  M.  &  N.  R.  R.  Co.'s  bridere. 
Main  Channel,  (ballasting  new  align- 
ment)    13,484  94 

Total $18.698  88 


Atchiso?i,  Topeka  dfc  Santa  Fe  Railway  Com- 
pany, Chicago^  Santa  Fe  <fc  California  Rail- 
way Company  and  *^ Santa  Fe  System/^ 

On  March  23rd  (pages  4691-4)  a  form  of 
agreement  between  the  Chicago,  Santa  Fe  & 
California  Railway  Company  and  theiSanltary 
District,  in  reference  to  the  exchange  of  cer- 
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tain  lands,  was  presented  to  the  Board  and  the 
President  and  Clerk  of  the  District  were  auth- 
orized to  execute  same.  On  April  13th  ( pages 
4742-S)  the  Board  voted  that,  owing  to  the 
fact  that  the  original  conditions  of  the  above 
mentioned  form  were  subsequently  changed, 
the  order  of  March  28rd  be  annulled.  On  No- 
vember 23rd  (pages  5273-4),  a  new  form  of 
agreement  on  this  matter  was  presented  to 
the  Board  and  authority  was  given  for  the 
execution  of  same. 

On  October  12th  r pages  5198-4),  a  supple- 
mental agreement  between  the  '*Santa  Fe 
System^'  and  the  Sanitary  District,  contain- 
ing modifications  of  the  contract  entered 
Into  on  November  17,  1897  (pages  4881-2),  in 
reference  to  swing  bridges,  was  subnlitted  to 
the  Board,  and  authority  was  given  for  the 
execution  of  same. 

The  following  amounts  were  vouchered  to 
this  Company  during  1898: 

Changing  line  and  interlocking  plant, 
acoonnt  A.,  T.  &  S.  P.  Temporary 
Bridge,  Seotion  '^N" S     948  25 

Raising  tracks  Santa  Fe  main  line,near 
Twenty-sixth  Street  crosslnsr.account 
A.,  T.  &  8.  F.  Ry.  Co.*s  Permanept 
Bridge,  Section  **N'* 1,034  88 

Raising  Santa  Fe  tracks  near  Eedzie 
Avenue,  account  C,  M.  &  N.  Perman- 
ent Bridge,  Section  ''N" 8,782  48 

Mlseellaneons  expenses  at  Lemont,  ac- 
count A.,T.  &  S.  F.  Permanent  Bridge, 
Main  Channel,  Section  8 881  85 

Changing  tele<rraph  lines,  account  ex- 
cavation on  Section  17 808  21 

Total $11,449  63 


PUBLIC  CORPORATIONS. 

City  bf  Chicago, 

On  February  2nd  (page  4587)  the  Board  re- 
ceived a  communication  from  the  Hon.  Carter 
H.  Harrison,  Mayor  of  Chicago,  transmitting 
a  cooy  of  an  ordinance  passed  by  the  City 
Council  January  31, 1898,  ^'with  reference  to 
the  Lawrence  Avenue  and  89th  Street  con- 
duits and  pumping  stations  to  be  operated  in 
connection  therewith."  The  communication 
and  the  ordinance  (which  appears  in  the  Pro- 
ceedings of  the  same  date,  pages  4537-8 )  were 
referred  to  the  Committee  on  Judiciary  and 
Engineering.  On  February  4th  (pages 
4539-41)  the  Board  passed  an  ordinance  on 
this  same  matter  ^^whereln  it  is  ordained  that 
the  District  will  permanently  maintain  and 
operate  said  pumping  stations  and  make  all 


improvepaents  and  repairs  in  increase  of 
capacity,  if  any,  thereafter  required  at  the 
expense  of  said  Sanitary  District." 

On  November  3rd  ipagc  5225)  the  Board 
received  a  communication  from  Mr.  L.  E.  Mc- 
Gann,  Commissioner  of  Public  Works  of  the 
City  of  Chicago,  in  reference  to  the  laying  of 
a  86-inch  water  main  under  the  Main  Channel 
at  Kedzie  Avenue.  The  said  communication 
was  referred  to  the  Committee  on  Engineer- 
ing. On  November  30th  (pages  5284-5)  the 
Board  granted  this  request  in  the  form  of  an 
ordinance,  which  appears  in  the  Proceedings 
on  page  5285. 
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City  hf  Joliet, 

On  May  4th  (pages  4799-4800)  President 
B  olden  week  presented  a  report  to  the  Board 
on  a  communication  received  from  the  City 
Clerk  of  Joliet  rejecting  the  proposition  made 
by  the  District  to  the  City  of  Joliet  in  refer- 
ence ,to  the  construction  of  the  Cass  and 
Jefterson  Street  Bridges  in  that  city.  The 
said  report  was  referred  to  the  Committee  on 
Engineering  on  that  date  and  on  May  Uth 
(pages  4807-8)  the  Board  ordered  it  placed  on 
file. 

On  August  10th  (pages  5070-5),  the  Board 
accepted  the  conditions  of  an  ordinance 
passed  by  the  Common  Council  of  the  City  of 
Joliet  on  July  8,  1898,  in  reference  to  the 
construction  of  the  Main  Channel  through 
the  City  of  Joliet  and  the  removal  and  re- 
construction of  the  Cass  and  Jefferson  Street 
Bridges.  The  said  ordinance  appears  .-  on 
pages  5071-5. 


CommisitioHers   of  the   Ulinoia    <jfc   Michigan 

Canal. 

The  history  of  the  dealings  of  this  District 
with  the  Commissioners  of  the  Illinois  & 
Michigan  Canal  as  a  part  of  the  annals  of 
1898  is  sufficiently  voluminous  to  make  vol- 
umes of  itself.  The  contract  between  this 
District  and  the  said  Commissioners  is  found 
in  the  Proceedings  for  March  11th  (page  4654) 
and  the  report  on  same  on  March  16th  (page 
4661).  Other  references  in  the  Proceedings 
are  found  on  pages  4943,  4963,  4979,  5010, 
5091,  5151,  5160,  5328  and  5345.  The  fullest 
history  of  this  case  is  found  in  the  ''Abstract 
of  Record"  prepared  by  Attorneys  Haley  & 
O'Donnell  and  John  S.  Miller  for  appeal 
from  the  Circuit  Court  of  Will  County  to 
the   Supreme   Court   of  Illinois,  ^'Sanitary 
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District   of   Chicago,    appellant,    vs.   Canal 
Commissioners,  appellee.'*  • 

This  abstract  of  the  evidence  presented  in 
the  trial  of  the  case  before  Judge  Robert  W. 
HUscher  covers  777  printed  pages,  condensed 
from  over  5,000  pages  of  type  written  stenog- 
raphic reports.  This  trial  lasted  from  Sep* 
tember  19th  to  October  28th.  The  attorneys 
for  the  District  were  Haley  &  O'Donnell,  F. 
W.  C.  Hayes  and  Special  Counsel  John  S. 
Miller.  A  very  large  number  of  witnesses 
gave  testimony.  Besides  its  own  Engineers, 
the  following  named  eminent  Engineers  ap- 
peared for  this  District:  John  T.  Fanning, 
John  W.  Rafter,  George  Y.  Wisner,  Ambrose 
V.  Powell,  W.  S.  McHarg  and  William  W. 
Tyler. 

The  Chief  Engineer's  examination  con- 
sumed Ave  days.  The  decision  of  the  Court 
sustained  the  contention  of  the  District  that 
its  plans  complied  with  all  the  terms  and  con- 
ditions of  the  contract  of  March  11,  1898,  but 
denied  the  power  of  the  parties  to  that  con- 
tract to  enter  into  it.  On  December  14th 
(page  5328)  the  Attorneys  of  the  District  were 
ordered  to  dismiss  the  appeal  to  the  Supreme 
Court,  and  by  mutual  consent  the  decree 
shown  upon  pages  5328-89  was  entered  in  the 
Will  County  Circuit  Court.  In  many  par- 
ticulars this  legal  contest  is  of  deep  interest 
to  engineers.  Involving  as  it  did  questions  in 
construction  and  hydraulics,  the  discussion 
of  which  by  the  experts  was  very  instructive. 

On  March  11th  (pages  4654-9)  the  Board 
authorized  its  President  and  Cleric  to  execute 
the  agreement  with  these  Canal  Commission- 
ers for  changes  in  the  upper  and  middle 
basins  at  Joliet.  The  form  of  agreement  ap- 
pears in  the  Proceedings  of  March  11th  <  pages 
4656-9 ) .  On  March  16th  ( pages  4661-2 )  Pres- 
ident Boldenweck  announced  that  he  had 
signed  the  said  agreement. 

On  July  20th  (pages  4979-81)  the  Board 
ordered  the  Chief  Engineer  to  proceed  rap- 
idly with  the  prosecution  of  the  work  under 
the  contract  with  these  Commissioners  and 
the  District. 

On  September  7th  (pages  5151-3)  the 
Board  adopted  a  memorial  to  the  Governor 
of  Illinois  asking  that  he  '4end  his  influence 
and  authority  to  a  solution  of  the  diflScultiee" 
between  the  Canal  Commissioners  and  the 
Sanitary  District.  On  December  14th  (pages 
5827-44 )  the  Board  ordered  ihat  the  appeal 
which  was  pending  at  that  time  in  the  Su- 


preme Court  of  Illinois  be  dismissed,  and  that 
"the  Attorneys  of  the  District  be  directed 
*  *  *  to  prepare  and  present  to  the  Cir 
cuit  Court  ©f  Will  County,  a  petition  for  re- 
view and  amendment  of  said  decree  entered 
into  said  case  under  date  of  October  28, 1898.*' 


Lockport  Highway  CommimiOTiers. 

On  November  8rd  (pages 5222-4),  the  Board 
ordered  its  President  and  Clerk  to  execute  an 
agreement  with  the  Lockport  Highway  Com- 
missioners, in  reference  to  the  excavation  of 
the  Lockport  Road  and  the  Wire  Mills  Road 
highways  on  Section  16,  and  the  construction 
of  a  bridge  at  each  point  in  lieu  thereof.  The 
form  of  agreement  appears  in  the  Proceed- 
ings of  the  same  date  (pages  5223-4). 

Water  Power. 

On  March  11th  'page  4659),  the  Board  di- 
rected the  Chief  Engineer  to  **  prepare  and 
submit  plans  for  the  maximum  development 
of  water  power  at  or  below  the  site  of  the 
Controlling  Works  above  Lockport."  On 
April  6th  (pages  4729-30),  the  Board  directed 
the  Chief  Engineer  *'  to  change  and  modify 
certain  plans  now  on  file  for  the  creation  of 
water  power  along  Route  *  C  " 

Organization.   . 

The  work  of  the  Engineering  Department 
is  still  being  carried  on  through  three  Divi- 
sions, namely,  Drafting  and  Designing,  Con- 
struction and  Records.  Mr.  Thos.  T.  John- 
ston, who  was  in  immediate  charge  of  the 
Division  of  Drafting  and  Designing,  resigned 
his  position  as  Assistant  Chief  Engineer  oa 
August  10th  (pages  5068-9  ,  and  was  en- 
gaged by  the  Board  as  its  Consulting  Engi- 
neer, at  a  salary  of  12,000.00  per  year. 

The  Division  of  Drafting  and  Designing  Is 
now  carried  on  by  Mr.  G.  H.  Hillebrand,  Chief 
Draughtsman,  and  Mr.  E.  Wilmann,  Assist- 
ant Bridge  Engineer.  The  Division  of  Con- 
struction is  made  up  of  four  subdivisions,  as 
follows:  Chicago  River,  In  charge  •!  Mr  G. 
M.  Wisner,  who,  in  October,  1898,  was  pro- 
moted from  Sub- Assistant  Engineer  to  As- 
sistant Engineer  and  placed  In  charge  of  that 
division  at  that  time.  The  Corwith  Division 
(Sections  '*0"  to  **D,"  Inclusive)  was  car- 
ried on  by  Mr.  E.  R.  Schnable  until  August 
18th,  when  he  resigned  to  accept  a  position 
with  Gahan  &  Byrne,  on  their  contract  for 
Section  18  of  this  District.    Mr.  W.  T.  Keat- 
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iDfiT,  who  was  in  cbar^re  ef  the  Chicago  RWer 
work  until  Mr.  Wtsner's  promotion,  was 
transferred  and  placed  in  charg^e  at  Gorwith. 
On  March  Ist,  Mr.  J.  W.  Beardsley  resigned 
his  post  as  Assistant  Engineer  of  the  Lock- 
port  Division  (Sections  5  to  18,  inclusive)  to 
accept  a  position  with  the  Deep  Waterways 
Commission,  and  Mr.  H.  B.  Alexander,  who 
was  previously  stationed  at  Willow  Springs, 
was  placed  in  charsre  at  that  point.  The  work 
on  the  Willow  Springs  Division  (Sections  ''C" 
to  4,  inclusive;  is  practically  completed,  but 
Mr.  Alexander  still  has  charge  of  sanie.  The 
Division  of  Records  is  still  being  carried  on 
by  Mr.  Wm.  Trinkaus,  Record  Clerk. 

On  February  9th  (page  4554),  the  President 
appointed  Trustee  Kelly  *•*  a  committee  of  one 
to  ascertain  whether  the  reduction  of  the 
present  gauge  reading  force  can  be  made 
without  injuring  the  District."  On  March 
9th  I  page  4652 1,  Mr.  Kelly  reported  to  the 
Board  that  *^  he  had  conferred  with  the  Chief 
Endneer  in  regard  to  the  matter,  *  *  * 
and  that  it  was  thought  best  not  to  make  any 
report  until  after  the  spring  floods."  On 
March  80th  (page  4699),  Mr.  Kelly  reported 
to  the  Board  on  this  matter,  and  recom- 
mended that  the  gauge  reader  at  Riverside 
be  continued  in  the  service  of  the  District; 
that  the  services  of  the  gauge  readers  at 
Summit,  Willow  Springs  and  Joliet  be  dis- 
pensed with,  and  that  the  gauge  reading  at 
the  three  last  mentioned  points  be  done  by 
the  Police  Department.  The  Board  adopted 
the  report  on  that  date. 

On  March  80tb  (page  4700),  the  Board  au- 
thorized its  President  and  Clerk  to  notify  the 
Security  Deposit  Company  of  the  desire  of 
this  District  to  cancel  the  supplemental  lease 
for  the  Bridge  Department's  rooms,  Nos.  901, 
902  and  908,  of  the  Security  Building.  On 
April  27th  ipage  4777 1,  the  Board  authorized 
its  President  and  Clerk  to  rent  from  month 
to  month  such  other  room  as  may  be  required 
by  the  said  Bridge  Department.  This  depart- 
ment is  now  located  In  Room  1008  of  the  said 
building. 

On  April  27th  (page  4777),  the  Board  au- 
thorized the  re-employment  of  those  em- 
ployes of  this  District  who  may  enter  into  the 
services  of  the  United  States  in  the  Spanish- 
American  War.  On  May  18th  i  page  4812), 
$40.00  were  appropriated  for  the  erection  of  a 
small  wooden  office  for  the  use  of  the  Engi- 
neer of  the  District  on  Section  ''E." 

On  June  1st  (page  4847),  Mr.  W.  M.  Hughes 


resigned  his  position  as  Bridge  Engineer  of 
the  District,  and  the  Board  empowered  the 
Committee  on  Engineering  to  engage  the  ser- 
vices of  the  said  Mr.  Hughes,  at  such  time  and 
rat^of  compensation  as  the  Committee  deemed 
proper.  On  June  15th,  the  Committee  on 
Engineering  engaged  Mr.  Hughes  at  the  rate 
*of  $25.00  per  day  for  actual  time  spent  in  the 
service  of  the  District.  On  July  29th  (pages 
4989-90),  the  Board  accepted  the  $500.00  pro- 
posal of  Mr.  Hughes  to  prepare  certain  strain 
sheets  and  plans  for  the  sub  and  superstruc- 
ture of  the  at  one  time  proposed  three-track 
bridge  for  the  Belt  Railway  of  Chicago. 

On  June  8th  (page  4863),  the  Board  author 
ized  Its  Pre<tident  and  Clerk  to  rent  from 
month  to  month  such  room  in  the  Security 
Building  as  may  be  desired  for  cement  testing 
purposes  at  a  cost  to  the  District  of  not  more 
than  425.00  per  month.  On  June  16th  (page 
4870) « the  President  reported  on  this  matter 
and  stated  that  arrangements  could  be  made 
for  the  renting  of  space  room  in  the  Rialto 
Building  at  $20.00  per  month.  The  Board 
authorized  its  President  to  make  an  agree- 
ment to  that  effect. 

The  variety  and  value  of  the  work  done  for 
1898  in  the  several  Divisions  of  this  Depart- 
ment is  shown  in  the  monthly  reports,  found 
in  the  Proceedings  as  follows:  January 
(page8,4670-80) ;  February  (pages  4680-80) ; 
March  ( pages  4766-76) ;  April  (pages  4819-28 1 ; 
May  I  pages  4902-12) ;  June  ( pages  4966  -76) ; 
July  (pages  5081-90 1 ;  August  { pages  5171-80) ; 
September  I  pages  5303-13);  October  (pages 
5252-63 1 ;  November  (pages  5862-73).  The 
December  report  does  not  appear  in  the  Pro- 
ceedings for  1898. 

The  weekly  reports  of  employes  show  that 
the  largest  number  on  the  pay-roll  of  this 
Department  during  1898  was  97,  which  was 
during  the  week  ending  January  8th  ( page 
4475 1.  The  number  of  employes  in  this  De- 
partment on  December  81st  was  78. 

The  pumping  plant  on  Section  14  was  in 
operation  during  the  entire  year  of  1898.  In 
order  to  allow  the  contractors  for  the  sub- 
structure of  the  Bear  Trap  Dam  to  carry  on 
their  work,  and  to  assist  the  above  mentioned 
plant  to  keep  down  the  general  level  of  water, 
it  was  found  necessary  to  install  another 
plant  on  Section  15.  The  plant  consisted  of 
two  Alton  locomotives  rented  to  supply 
steam,  two  slide  valve  engines  and  two  single 
suction  centrifugal  pumps,  and  on  May  27th 
began  operations.    The  work  of  the  locomo- 
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tives  in  8upplyin(?  steam  proved  so  unsatis- 
factory that  they  were  abandoned  alid  re- 
placed by  three  horizontal  boilers,  loaned  by 
GrlfSths  &  McDerraott  on  July  10th.  From 
that  time  on  the  work  of  the  plant  wa%  so 
satisfactory  that  the  object  for  which  it  was 
Installed  was  accomplished  on  July  30th  and 
the  plant  shut  down.  The  larj^est  number  of' 
men  employed  in  the  pumping  plant  service 
durinsT  the  year  was  eighteen,  and  the  small- 
est number  was  four.  On  December  81st, 
there  were  eight  men  employed  in  this  branch 
of  the  service. 

« 

The  cost  of  the  Engineering  Department 
from  Its  organization  to  December  31,  1898, 
has  been  $1,228,266.23.  The  total  value  of 
construction  work  accomplished  during  the 
same  period  Is  $20,457,825.09.  The  cost  of 
engineering  (which  Includes  Items  of  every 
character  outside  of  construction )  compared 
with  the  cost  of  construction  Is  5.98  per  cent. 

In  the  year  1898  the  following  holidays  were 
declared  by  the  Board  on  the  following  dates: 

Llncoln^s  and  Washington's  birthdays,  Feb- 
ruary 9th,  page  4553. 

Election  Day,  March  80tb,  page  4699. 

Decoration  Day,  May  25th,  page  4838. 

Fourth  of  July,  June  29th,  page  492$. 

Labor  Day,  August  81st,  page  5164. 

National  Peace  Jubilee  Days,  October  12th, 
page  5197. 

Death  of  F.  W.  C.  Hayes,  November  2nd, 
page  5218. 

Thanksgiving  Day,  November  23rd,  page 
5277. 

Christmas  and  New  Year's  Days,  December 
21  St  page  5855. 


MisceUaneous  Jier/is  Forming  a  Part  of  the 
JieconU  of  the  Engineeriny  Department. 

February  9th  (page  4558)  invitation  to  Cpn- 
gresslonal  Committee  to  inspect  Main  Chan- 
nel; February  16th  (page  4568),  petition 
dated  January  2,  1896,  requesting  retention 


of  Chief  Engineer  placed  on  file;  February 
16th  I  page  4568),  communication  from  con- 
tractors on  Hection  **0"  on  delay  of  work 
placed  on  file;  February  16th  (page  4568), 
recommendation  of  the  Chief  Engineer  to 
allow  contractors  on  Rectlon  ^*E"  to  spoil 
rock  on  south  side  of  Main  Channel  placed 
on  file;  February  24th  ipage  4575),  Trustee 
Wenter  reported  that  the  inspection  of  the 
Main  Channel  by  the  Congressional  Commit- 
tee had  been  made;  August  24th  I  pages 
5078-9),  message  of  President  Boldenweck  on 
drainage  of  Calumet  District  referred  to  the 
Committee  on  Federal  Relations;  September 
28th  (pages  5164-5 1,  authority  given  for  test- 
ing Messrs.  Oray  &  Drake's  excavating  ma- 
chine on  District  property ;  September  28th 
(pages  5165-7),  report  on  President  Bolden- 
weck's  message  on  Calumet  District;  Novem- 
ber 8rd  (page  5225),  communication  from 
John  Mabbs,  M.  E.,  on  pollution  of  water 
supply  referred  to  the  Committee  on  Engi- 
neering and  report  on  same  on  Novemt)er  9tb 
(page  5280);  November  80th  (pages  5288-9), 
communication  from  Dr.  A.  R.  Reynolds^ 
Commissioner  of  Health  of  the  City  of  Chi- 
cago, on  comparative  examination  of  wat«rs 
between  Lake  Michigan  and  St.  Louis  before 
and  after  the  completion  of  the  Drainage 
Channel  referred  to  the  Committee  on  Federal 
Relations ;  December  7th  <  page  5308  ,  resolu- 
tion in  reference  to  examination  of  water  of 
Illinois  and  Michigan  Canal  and  Desplalnes, 
Illinois  and  Mississippi  Rivers  referred  to  the 
Joint  Committee  on  Federal  Relations  and 
Health  and  Public  Order;  December  6th 
(pages  5292-5801),  annual  message  of  Presi- 
dent Boldenweck;  December  21  st  (pages 
5855-6),  Invitation  to  Governor  of  Illinois  to 
appoint  Commissioners  of  Inspection  of  Work 
of  Sanitary  District  referred  to  a  Joint  Com- 
mittee on  Federal  Relations  and  Health  and 
Public  Order,  and  on  December  28th  « pages 
5377-8  ,  an  order  was  passed  covering  same. 

ConcliutioK, 

In  concluding  this  report,  which,  owing 
to  the  multiplicity  of  subjects  necessarily 
touched  upon,  I  have  been  unable  to  keep 
within  a  narrow  compass,  I  wish  to  express 
my  appreciation  oU  the  loyal  support  which 
has  been  accorded  me  by  the  employes  of  the 
Engineering  Department  in  carrying  out  the 
work  which  you  have  assigned  to  me. 
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For  the  many  acts  of  kindly  consideration 
which  you,  as  a  body  and  aa  individuals, 
have  extended  to  me,  and  tpr  the  oft-repeated 


evidences  of  your  confidence,  allow  me  to 
tender  you  my  sincere  thanks. 

Respectfully  submitted, 

(Si^rned)  Isham  Rakdolph, 

Chief  Engineer.'*'' 
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DBPARTMBNT-BXHIBIT  A.  TABLE  NO.  1. 
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3,267  66 

2,487  46 

13,360  92 

6.846  16 

1,188  13 

80,156  99 

20,452  60 

4  17 

$   M587 

*'*8^4fi9'ii* 

858  48 

44  58 

2,987  88 

i;U8  74 

$  188  89 

40  00 

1,441  40 

895  88 

46  10 

8,048  71 

785  58 

$  214  70 

212  86 

1,191  71 

846  18 

66  20 

8,791  01 

1,871  28 

$  886  18 

125  00 

1,822  74 

285  78 

89  10 

2,889  24 

1,860  59 

$   188  62 

160  65 

1.175  99 

908  82 

42  05 

2,541  11 

1,706  50 

$  202  60 

127  28 

1,198  50 

611  20 

68  10 

2,176  68 

1,461  06 

$   85  40 

125  00 
1,080  16 

682  07 

40  49 

2,380  15 

1,511  80 

77  00 

110  00 

28  00 

128  80 

124  70 

48  04 

8  14 

96 

582  46 

15  24 
83  00 
77  88 
51  01 

41  56 

802  60 

900 

74  88 

100  00 
40  00 
10  37 
38  77 

14  48 

825  59 

75  00 

80  00 

58  16 

299  66 

891  22 

268  06 

896  54 

387  70 

67  00 
66  00 

118  47 
127  85 

81  44 

48  88 

397  27 

586  64 

2  88 

44  00 
206  38 

2,898  07 

2,618  24 

9  00 

80  86 

800 

67  00 

20  00 

240  00 

118  47 

20  00 

236  00 

13  49 

228  60 
30  00 
60  00 

100  00 

128  00 

91  59 
80  00 
60  00- 

60  00 

60  00 

40  00 

106  17 

688  48 

20  00 

40  00 
482  62 

270  00 

280  24 

205  00 

80  00 

'   1  00 

818  83 
40  00 
57  24 

2,059  17 
280  00 

• 

58  40 

15  00 

197  77 

5  00 
15  00 
19  00 

304  64 

80  00 

80  00 

25200 

• 

240  00 

77  00 

105  00 

115  00 

165  82 
40  00 
88  00 
60  00 
25  00 

1,329  10 
40  00 

1  88 

52  24 

100  00 

180  00 
116  11 
125  00 

186  82 

88  51 

112  86 

240  00 
124  25 
500  00 
20  00 
170  00 

120  00 

188  86 

1  93 

185  84 
670  12 

10  17 

70  00 
90  00 

1,088  61 

2,054  18 

1,130  80 

20  69 

124  64 

200  00 

172  60 

168  50 

661  71 

120  00 

96  00 

1,850  36 
512  15 

272  48 

784  49 

214  00 
28200 

262  82 
888  84 

815  00 

880  00 
15  00 

89  44 

90  00 
200  46 

176  96 

197  00 

25  00 

218  79 

140  00 

130  88 

147  71 
686  27 

110  00 
250  00 

211  89 
699  82 

2,300  71 

4,113  80 
387  94 

115  86 

10  00 

188  88 

180  00 
160  00 
257  88 

204  09 

89  00 

697  25 

105  88 
160  25 
121  60 

128  77 
260  61 
258  91 

223  00 

180  00 

148  55 
9  00 
125  00 
105  00 
120  00 
841  67 
125  00 

4,467  89 

1,574  34 

8,110  85 
9  00 

1  19 

30  00 

40  24 
30  28 

104  00 
113  00 

104  00 
178  00 
206  00 
420  53 
163  71 

418  67 

431  47 

. 

826  00 

309  88 
186  95 

822  00 
188  55 

878  88 
127  19 

483  26 

135  08 

880  11 

181  48 

486  12 
157  72 

4.809  58 

1,697  89 

444  37 

$  9,918  58 

$  8,761  00 

$  9,861  07 

$  9,920  02 

S  9,904  21 

$11,118  59 

S  9,470  05 

$10,022  83 

$  119,689  33 
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SANITARY   DISTRICT   OP   CHICAGO-ENGINEERING 


CLASSIFIED  BTATBHBKT  OF  0ON8TRUCTI0N 


CLASSIFICATION. 


ChicacTO  Rirer  Improvement 

Disposal  Works  and  JoUet  Projeot 

K^alar  Constraction— Main  Channel  and  River 

DiverBion 

Extra  Work— Main  Channel 

Lookport  Temporary  Roadway,  Section  10 

Lemont  Road  Permanent  Bridge,  Main  Channel, 

Section  a 

A.,  T.  &  B.  P.  Ry.  Co.*s  Permanent  Bridfre,  Des- 

plaines  River,  Section  8 

A.,  T.  &  S.  P.  Ry.  Co.*8  Permanent  Bridge,  Main 

Channel  and  Track  Deviation,  Section  8 

Willow  Springs  Road  Temporary  Bridge,  Main 

Channel,  Section  1 

Willow  Springs  Road  Permanent  Bridge,  Main 

Channel,  Section  1 

C.  T.  T.  R,  R:  Co/s  Temporary  Bridge,  Main 

Channel,  Section  E 

C.  T.  T.  R.  R.  Co. '8  Permanent  Bridge,  Main 

Channel.  Section  E 

C.  T.  T.  R.   R.  Co. '9  Temporary  Bridge,  Dea- 

plaines  River.  Section  B 

Lyons-Sammit  Road  Temporary  Bridge,   Main 

Channel,  Section  B... 

Lyons-Summit   Road    Permanent    Bridge  and 

Roadway,  Main  Channel,  Section  P 

Lyons- Summit  Road   Permanent  Bridge,  Des- 

plaines  River,  Section  E. 

A„  T.  &  S.  P.  Ry  Co.'s  Permanent  Bridge,  Main 

Channel  and  Track  Deviation,  Section  G 

A.,  T  &  S.  P.  Ry.  Co.'s  Temporary  Bridge,  Main 

Channel,  Section  N 

A.,  T.  &  8.  P.,Ry.  Co.*s  Permanent  Bridge,  Mahi 

Channel,  Section  N 

Kedzie  Avenue  Temporary  Roadway,  Section  N. 
Kedzle  Avenue  Permanent  Bridge,  Main  Chan- 
nel, Section  N 

C,  M.  A;  N.  R.  R  Co.'s  Bridges  over  Main  Chan- 
nel and  Kedzie  Avenue  Viaduct,  Section  N — 
Western  Avenue  Temporary  Bridges,  Main  Chan- 
nel, Sect  ion  O 

Southwest    Boulevard    Bridge,  Main   Channel, 

Section  O 

Panhandle  T<;mporary  Bridges,  Main  Channel, 

Section  O 

Panhandle    Permanent   Bridge,  Main  Channel, 

Section  O 

Taylor  Street  Permanent  Bridge,  Chicago  River. 
C.  T.  T.  R.  R.  Co.*s  Permanent  Bridge,  Chicago 

River 


January. 


f  1,168  75 
881  28 

184,011  28 


260  »7 


42  48 
2,172  08 


2,677  12 
487  42 


16  67 
1,884  29 


0,083  86 
5,1S4  88 


Pebruary. 


$  1,869  68 


16,804  17 


1,807  68 


9.685  83 
608  68 


March. 


$  8,865  81 


4,042  19 


05  88 


468  87 


8.058  48 


8.088  10 
844  25 


April. 


$  9,858  68 
7,588  44 

81,560  98 


158  55 
784  OO 


May. 


$  10,118  88 
14,60a  81 

40,788  06 


6,875  81 


900  91 
857  69 


81  00 
1,571  16 
8,948  46 


10,198  54 


8,734  89 
178  45 
853  50 


1,466  88 
8,289  IS 


6,870  08 


4,000  00 


Totals i$146,575  28 


$88,749  90 


$19,776  08 


$51,968  02 


$  98.884  14 


May  17,] 
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DEPARTMENT-EXHIBIT   A,  TABLE  NO.  8. 

BXFBNSKS  VOB  THB  TEAB  1898. 


June. 

July. 

August. 

September. 

October. 

Noyember. 

Deoember. 

Totals. 

$    15,069  84 
10,977  69 

49,748  98 
1,000  00 

$    18,180  99 
16,111  76 

48,813  71 

$     4,880  16 
80,641  85 

40.641  75 

$     4,746  66 
85,440  77 

87,549  70 

$    13,157  63 
87,184  96 

76,448  03 

$    18,108  97 
80,304  88 

48,497  40 

$    13.708  07 
88,360  18 

16,387  55 

$    100,088  18 
165,818  31 

606,666  69 
1,000  00 

988  67 

858  66 

8,818  80 

10,440  06 

8,885  00 

1,191  88 
6,005  95 

1,793  75 

16,134  00 

5,683  48 

700 

1,885  00 

888  98 

13,988  00 

86,574  06 

88,017  13 

7  00 

10,861  39 

3,197  88 

• 

8,758  13 

8,986  39 
688  85 
668  63 

8,358  40 

7,918  58 

317  67 

106  89 
17,326  80 

1,775  09 

4,716  69 

47,611  06 

3,868  40 

880  51 

1,885  53 
4,467  88 
5,989  34 
587  85 
58  44 
1,631  88 

1,598  47 

648  94 
145  00 

4,648  85 

8,086  68 

886  78 

11,937  19 

1,705  08 
884  98 

961  18 
38,800  73 

5,300  55 

1,073  60 

13,830  88 

8,170  58 

48,780  83 

899  94 
88,686  97 

948  85 

668  94 

891  94 

7,109  99 

4,578  85 
87  76 

15,618  78 

18,155  56 

50  83 

1,698  83 

8,990  46 

—5,608  68 
4,888  88 

8.444  45 

50,086  97 
318  18 

888  78 
88,550  60 

1,628  94 
7.008  48 

8,588  04 
18,153  46 

4,791  50 

38,559  19 

60  48 

8,846  OS 

4,589  83 

•••■••■■ 

8,536  19 
18,788  56 

1,990  08 
3,758  49 

• 

88,787  8» 

117,408  78 

138  85 

1,945  18 
7,000  00 

8,666  48 
38  95 

3,547  48 

164  88 

89.000  00 

1,685  80 

605  96 

1,119  08 

1,860  17 
413  85 
888  84 

44,387  88 
18,464  39 
86.404  80- 

4,388  88 

8,444  46 

1  118,098  60 

$    86,803  48 

$  145,894  79 

$  151,887  89 

$  803,788  79 

S  111,863  11 

$  187,408  64 

$1,886,081  15 

i! 
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SANITARY  DISTRICT  OF  CHICAGO— ENGINEERING 

DETAILED  RSTI8ED  ESTIMATE  OF  MAIN  CHANNEL,  RIVEB  DIVBIWIOX 


DESIGNATION. 

CUBIC  TABDS. 

a 

Main  Channel, 

Siver  Diversion. 

Prtoe. 

J9 

Glacial 
Drift. 

Solid 
Rock. 

Rtttaln'g 
Wall. 

Glacial 
Drift. 

Solid 
Rock. 

LydoD  &  Drews,  Chicago  River  Improve- 
ment— 
Excavation 

600,000 

$     0.19 

Dock  RemovaU  800  lin.  ft 

1.76 

Dock  Construction,  298  lin.  ft.,  inclnd- 
Ine  extra  mat-erial  amountinir  to  S108.04. 

14.25 

Total  Chicago  River  Improvement... 
Lydon  &  Drews,  By-pass— 
Lumo  Sum  for  Removal  of  Sundries  .... 

600,000 

Lumber  in  Cofferdam,  244,600  ft.  B.  M . . . . 

I   80.00 

Piles  for  Cofferdam.  10,800  lin.  ft 

.25 

Excavation  for  Walls 

27,680 
30,270 

.60 

Excavation  between  Walls 

.40 

Lumber  for  Temporary  Roadway,  297,000 
ft.  B.  M 

20.00 

CB  Oi 

Piles  for  Temporary    Roadway,    20,500 
lin.  ft 

.15 

s> 

Reconstructing  Prelirht  House  

€2 

Pavinir  2,700  sa.  yds 

.50 

Iron  for  Cylinder  Piers.  84  tons 

75.00 

Piles  for  Cylinder  Piers,  500  lin.  ft 

.80 

Portland  Cement  Concrete  for  Cylinder 
Piers,  54  ou.  yds 

5.00 

Lumber  for  Wall  Foundation,  644,160  ft. 
B.  M 

21.00 

Masonry.  7276  cu.  vds 

4.75 

LiOOAtlnflf  WfttAr  nPiinnAl  JlhAff.    Rt^ 

shaft  for  Water  Tunnel  50.07  tin  ft 

*** 9    •  •   •  m 

60.00 

New  Water  Tunnel  10  55  lin  ft 

80.00 

Clearinf?  away  Material  and  Dredging  at 

AdRTnR  StirAAti                                          ... 

Totals  for  Lydon  &  Drews,  By- pass. . . 

rSrtfflfVis  Jtr.  MoTlArmfif t    Rv-nnsa 

«                                   ' 

57,850 

t 

i 

SiiTk«r«triiftMip«    T.iimn  Slim                

:::".:::::i::::;;:: 

Totola  for  Sftf'tlnn 

W!.m 

Narrow  Channel  and  Original  Basin,  Prism. 
TCnlAr^PTTK^nt  of  Basin.  Priam 

1,604.786 
61,8',*2 

44*977 

66,000 

182,009 

4,699 

8,786 

5,526 

1 

$     0.21 

.21 

Enlarged   Channel    East  of    Pan  Handle 
Bridge  Prism. 

.21 

EnlargedChauuel  Under  Pan  Handle  Bridge, 
Prism 

.21 

r7nllAteral  Channel 

•  •  • 

.199 

Rnrro^v  Pits 

.21 

Snrface  Ditches 

.21 

o 

RAmoval  of  Temnorarv  Roads 

.21 

Narrow    Cut    Account    Western    Avenue 
Temnorarv  Brldire 

1 

Dredge  Pit  Account  Pan  Handle  Temporary 
Bridflre   

i 

Western  Avenue  Temporary  Bridges  and 
Tload  wavB . . . 

Pan  Handle  Temporary  Bridges  and  Road- 

1 

Totals  for  Section 

l,n8.035 

*" 

1 

Main  Channel  Prism 

1,105,448 
8,400 
1,466 

1 

$     0.23 

Surface  Ditches 

.23 

N 

A.,  T.  &  S.  F.  Ry.  Co.'s  Temporary  Bridge. 
Kedzie  Avenue  Temnorarv  Roadwav 

.23 

Totals  for  Section 

1,115,809 

M 

Totals  for  Section  (for  Itemization  of  same 
see  Annual  Rooort  for  1 897 ) 

728,180 

L 

Totals  for  Section  (for  Itemization  of  same 
see  Annual  Report  for  1897) 

1,107,180 

May  17,] 
DBF AKTMEST- -EXHIBIT  B,  TABLE  NO.  I. 


JTaln  Channel. 

BittT  Ditunion. 

CbargBd  U> 
SectlODS. 

Drit? 

Solid  Bnck. 

KeUdDlnc 

MlacelU- 

Drtft. 

K. 

HEicella- 

Geniral. 

«  114,000  00 

1      uasoo 

4,S4flS4 

%  114,000  00 

S      4.874  94 
1.000  00 

12,106  00 

a.07Boa 

'■S!S 

270  00 

18.!W7St 
S4.U8  1!! 

«    85.888  00 

t    78,108  47 

'"'jftaw'oo 

tUMNN 

*  in.Tfe  » 

•.«0  17 

1      8.084  M 

G.SBOei 
8.<Ii0  7tt 

«  iijani! 

1        810  03 

>       SUOI 

1   >,wn 



1 

■J  ■ 


E 
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EXBIBFT  B,  TABLE    I 


DS810NATI0N. 

CUBIC  YARDS. 

• 

CO 

B 

Main  Channel. 

Ritfer  Diversion. 

Price. 

O 

s 

00 

Glacial 
Drift. 

Solid 
Rook. 

Retain'g 
Wall. 

Glacial 
Drift. 

Solid 
Rock. 

• 

E 

Totals  for  Section  (for Itemization  of  same 
see  AnDual  Reoort  for  1897) 

1.1»,5M 

I 

Totals  for  Section  (for  Itemization  of  same 
see  Annual  Reoort  for  1897) 

ia»,aM 

H 

Totals  for  Section  (for  Itemization  of  same 
see  Annual  Reoort  for  1897) 

1.0M  Oil 



Main  Cliannel  Prism 

1,356.844 

221 

7,676 

82,163 

I     0.28 

Bxtra  Width  Section  "F"  Connection,  Prism 
Surface  Ditches 

.28 

.88 

Slides 

.28 

Q 

Draining  ImDounded  Water 

Removing  Sooii  Bank.  Force  Account  .  . . 

BxoiiT&tion  of  Trench    Forre  Anoount 

Punioinff  Water  out  of  Section 

Totals  for  Seotion 

i,aos,OM 

Riclcer,  Lee  Jk  Co  — 
Main  Channel  Prism 

497,768 
1,147 

$     0.28K 

Surface  Ditches 

.2»U 

River  Diversion  Prism 

65,806 

1,606 

91.320 

River  Diverston  Ditches 

,^0 

Levee  Borrow 

.8^n 

Totals  for  Riclcer.  Lee  &,  Co 

498,910 

882,717 

1182,700 

158,234 

Weir.  McKechney  <fc  Co.— 
Main  ChRnnel  Prism 

I     0.29^ 

Qahun  &  Hyme— 
MhIti  Chnnnel  Prism 

.89^ 

Main  ChAiin^l  Primti 

41,000 

.90^ 

Surf Rce  nitnhfis 

1,408 
24,000 

.29^ 
.89W 

-^ 

Revetment  Construction— 

{TxcAVfltiun 

Ravetment.  22.000  uii    vda 

.45 

Totals  for  Oahan  &,  Bvrne 

............ 

208,106 

■  41,000 

McArthur  Bros.— 
Spillway— 
Bxcavation 

4,718 

$     0.699 

Construction 

Bxcavation  near  Snillwav. 

16,500 

.7068^ 

Totals  tor  MoArthnr  Bros 

21,218 

Raisinir  Santa  Fe  Brid ire  No.  6 

Totals  for  Seotion 

1,M0,7I6 

41,«0 

179,447 

Streeter  &  Keneflok— 
Main  Channel  Prism  

467,640 

S     0.87H 

River  Diversion  Prism 

68,769 

21,885 

5,564 

.87V4 

Borrow  Pits  for  Levee 

.87  4 

River  Diversion  Ditches 

.87Vi 

OverhHiiI  9  A41  nn   vds   Olanial  Drift 

RAllfljittnff  Riimmft  HlffhurAV           



'RaitiovrI  of  T    <fe  M    dLnnl  RrldiPA  

Totals  Under  Streeter  ^  Keneflok's  Con- 
tmot 

467,640 

898.689 

4,568 

416 

95,718 

Aninis  &  Qindele— 
Main  Channel  Priam 

$     0.87 

Surface  Ditches 

.87 

Removal  of  RIcker,  Lee  &  Co's  Levee 

Totals  f<»r  Anims  A  Oindele 

.87 

898,668 

836,000 
1,000 

B 

Halvorson,  Richards  <fc  Co.— 
Main  Channel  Prism 

$     0.87 

Hiirf  aoe  Ditches  

.87 

Main  Channel  Prism 

860,666 

1 

.7^ 
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NO.  1—Corttinued, 


TALUSS. 


Main  Channel. 

Hiffer  Diversion. 

Bridges 

Charged  to 

Sections. 

Glacial 
Drift. 

Solid  Rock. 

Retaining 
Wall. 

Miscella- 
neons. 

Glacial 
Drift. 

Solid 
Rock. 

Hlsoella- 
neous. 

General. 

$  296.146  N 

$         4179 

*        " 

$  288,816  68 

* 

••••••••*••■ 

• 

S  817Jt68  19 

$        89700 

S  870,636  82 

61  88 

2,149  28 

•*•••••••••*•• 

9,U05  64 

$         324  92 
4.200  00 
2,325  04 
1,000  00 

- 

$  800,853  12 

$     7.840  96 

%  118,218  71 

27-4  41 

$    15,510  65 

381  43 

21,688  50 

S  118,401  12 

$    37,580  58 

....) 

112.901  53 

58,896  50 

tBB**««»«**««« 

$       86.900  00 

4,153  60 

7,080  00 

$     9,900  00 

$    65,180  00 

$       36,900  00 

$      9,900  00 

• 

$      3,294  60 

8    17,228  81 

11.653  09 

S    14,947  69 

S    17,223  81 
5,875  65 

• 

S  206,622  74 

8       86,900  00 

$     9,900  00 

$    68.628  27 

$    28,099  46 

S  128.601  00 

8    18.911  47 
5.880  88 
1,530  10 

$      2,579  45 
190  01 

$     260  00 

$  128,601  00 
341,296  68 

$    26,822  45 

$      2,769  46 

S     260  00 

1,232  01 

'112  82 

%  242,640  86 

•^•••••.•••••^ 

270  00 

;r;:;...:::::?L::::::::::: :: 

$      140,000  00 

r:::;::::::::: 

r 
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EXHIBIT  B,  TABLE 


DESIGNATION. 

CUBIC  YARDS. 

• 

CO 

n 

Main  Channel. 

River  Diver gion. 

Prloe. 

o 
o 

Glacial 
Drift. 

Solid 
Rook. 

Retain*g 
Wall. 

Glacial 
Drift. 

Solid 
Rock. 

Revetment  Construction- 
Excavation  

209,000 

fO.27 

Revetment  805.000  cu.  yds 

.46 

C.  T.  T.  R.  R.  Co.*8  Temporary  Bridge 
over  Main  Ctiannel 

E 

C.  T.  T.  R.  R.  Co.*8  Temporary  Bridge 
over  DesDiaines  River 

Lyons-Sammit  Road  Temporary  Bridge 
over  Main  Channel     

6,726 

•       .27 

Totals  Under  Halvorson,  Richards  A 
Go.*8  Contract '. 

552,786 

200,000 

Totals  for  Section 

1,919,084 
1,9M,890 

200,000 

05.718 

D 

Totals  for  Section  (for  Itemization  of 
Same  see  Annual  Report  for  1897). . . . 

87,080 

Main  Channel  Prism 

1.850,493 

26,643 

1,853 

2,556 

$     0.83^ 

Muck  Berm 

Surface  Ditches 

•^yft 

Slone  Washouts 

.28H 

0 

RevettinfiT  Slones  with  Hard  Material 

River  Diversion  Prism 

170,788 

■f^ 

Buildincr  Sand.  6.258  cu.  vds    

Raisins  I  &  M.  Canal  Snoil  Bank. . . . 

Totals  for  Section. 

1,881,545 

170,788 

B 

Totals  for  Section  (for  Itemization  of 
same  see  Annual  Report  for  1897) 

1,570,080 

15.588 

212,486 

A 

Totals  for  Section  (for  Itemization  of 
same  see  Annual  Report  for  1897) 

2,500,848 

18,812 

369,353 

Alfred  Harlev— 
Main  Channel  Prism 

109,540 

%     0.27 

River  Diversion  Priam 

6.876 

158,617 

10,162 

•  •  •  • 

.27 

River  Diversion  Prism,  Force  Account. .. 

.864 

River  Improvement,  Force  Account..  .. 

.42 

Willow  Springs  Road,  Force  Account. . . . 

•■■••••••• 

Total  during  Alfred  Harlev*8  Contract. 

Work  Pending  Re-letting— 
Hay  for  Repairing  Levee 

109,540 

174,656 

• 

Main  Channel  Prfam,  Heldmaier  A  Neu.. 
Raising  Spoil  Bank  Levee,  Force  Account 
Willow  Springs  Road  Levee,  Force  Acct. . 

11.926 

$    o.ao^ 

Raising  I.  &  M.  Canal  Levee,  Force  Acct. 
Clearing  Land  on  River  Improvement... 

Repairing  Columbia  Park  Buildings 

Total  Work  Pending  Re-letting 

f 

11.926 

Griffiths  &  MoDermott— 
Main  Channel  Prism 

1 

1,100,801 

%    0  429 

Main  Channel  Prism 

544,060 
10,866 

.80 

Soabbling  for  Retaining  Wall  Foundations 
Retaining  Wall 

.80 

68,256 

3  90 

Slone  Paving,  1,769  sq.  yds 

.60 

Overhaul  to  See.  A,  164,051  cu.  yds.,  gla- 
cial drift 



SO 

Dyke  at  Columbia  Park 

:::: :::::::::' 

Desplaines  River  Dam  Removal 

Construction  of  Dam 

« 

Willow  Springs  Road,  Temporary  Bridge 

Totals  During  Griffiths  &  McDermott's 
Contract 

:::".:::: 

1,160,801 

.554,826 

68,2,'56 

Totals  for  Section 

1.282,207 

554,326 

68,250 

174.655 

^ 

2 

Totals  for  Section  (for  Itemization  of  same 
see  Annual  Report  for  1897) 

724,905 

483.750 

88,500 

119,284 

May  17,J 
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VALUBS. 


Main  Channel. 

River  Diversion. 

Bridges 

Glacial 
Drift. 

Solid  Rock. 

Retaininf? 
Wall. 

Misoella- 
neouB. 

Glacial 
Drift. 

Solid 
Rocli. 

Miscella- 
neous. 

Charged  to  General. 
Sections. 

$    56,4)0  00 

$    92,250  00 

:;::::;;::::i:: : 

. 

1 

8     7,007  88 

3,353  40 
1 

4,358  02^ 

%  147,4-^  00 

$     140.000  00 

8    92,250  00 

8    14.718  80 

S  618,081  88 

3     140.000  00 

8   92.860  00 

1   26.322  46 

ft.    8.7IID  4fi'ft    UTlftSfl^      SHAM 

1 
$  611,686  64 

$  434,865  86! 
6,261  11 
435  46 

.._      -  ^    _  ,       ~~\'^           ~~ 

$      80,608  78 

8     2.180  64 

600  66 

8         60042 

8    40,185  18 

8     781  63 

579  08 

•  ••   •••••• 

S  448168  08 

8     1,179  50 

$    40.136  18 

8     781  68 

■•••■••••••••• 

S  488.009  72 

$       14,806  70 

t       270  00 

1    67,871  22 

8     2,000  12 

8     160  00 

%  784.106  46 

$       10.040  00 

8     8,788  03 

$   96,63168 

8   20,110  16 

8      1.586  52 

137,ft39  82 

4,268  04 

S        778  22 

>                 1 

$    S9,575  80 

8         77822 

$  142,893  88 

1 

..••••.•••«•  <••.•••«•• 

8          10  50 

$      3,652  84 

1,044  05 

1,719  86 

241  57 

8         504  41 

8      80  00 

$      3,652  34 

8      3,015  98 

$         504  41 

8       80  00 

$  497,963  68 

$      485,248  00 
8,212  80 

8      197,942  40 

8      1,061  40 
32,810  20 

8         300  00 
210  00 

. 

379  60 

$      1,987  00 

$197,983  63 

8     443,460  80 

8      197,942  40 

8    34,251  20 

8         510  00 

S      1.987  00 

$  1  81,811  77 

8     448,400  80 

8     107,942  40 

$   38,046  40 

8  142,883  88 

8     1,014  41 

8     1.987  00 

8      80  00 

$.   6,084  00 

$     887,000  00 

8     184.771  00 



8   63,190  08 

•  ••••••••••• 

8      9000 

.M 


[ISBO 
EXHIBIT  D,  TABLE 


CUBIC  TiBDS 

3 

Main  CAaimil. 

Biotr  DivtrrttMi. 

Prlto. 

1 

Gliu-lal 

a. 

R«aln'B 

Glacial 
Drift. 

rx 

TOlal»f.)rSeGtion(forliemtiMlono(  unie 
nee  ADDUsl  Report  tor  18»7> 

41t.TW 

■m.7n 

li« 

1,MI.T« 

lBL4a 

naae 

lOMOl 

am 

m.m 

mm 

IMK.l 

um 

Totali  for  Seollon  ifor  UeralnHoD  of  avne 

mtut 

HtJH 

XMlt 

Touils  tor  Section  (for  IteinlialLon  of  sanie 

Ul.Ttl 

m.s9» 

t.m-9 

n.*!?!    48.101 

IS 

ApnroaohBrj  to  Stepbena  Street  Bridge.. . . 

i,»".4oe 

19.78i 

■Wi 

t.^* 

2.874.K 

'''■^i- ■::.::: 

W.3W 

■i*H 

Tunnel  and  Open  Cot  Under  A.  T.  &  8.  F 
Rt.  Co.'»Tr(iok>— 

m.i 

e 

M»«in,  Hoge.  King* Co. 's  SetUemant  of 
Ejitra  Coat  Aocount  Failure  to  Furnlih 

A.  T.  Jb  8.  F.  Rr.  Co,'.  TemporaiT  Brtd'li^ 

1 

StPphans  Street  Temporary   Bridge    OTer 

1 

MJ7D 

i,ui,n4.i 

t,m.g 

e 

Tl.« 

i.oa.TN 

0,-m 

10.171 

"'Sm 

'  "S 

1.141,860 

■'MisTB 

RiTer  Diversion  PrlBm 

Work  Aooonnt,  Weatern  Stone  Company's 

Bi^dl^  and  Rinw'Tlng  SOJ'rwsy  in  Main 

1 

11.7a 

LUIJM 

M41I 

RJI76 

„ 

■ee  Annual  Report  for  1897) 

4ini 

9».T11 

11.601 

1...77 

n 

Tolftia  (or  Seotlon  tfor  Ilemliallon  of  same 

4i.Me 

n,7M 

BJM.M 

11.71* 

7,CT 

IS 

Totals  for  Section  (for  Itemization  of  same 

ajii 

Lmm 

ie.n 

1 

May  17,] 
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NO.  l-^C&niintted. 


YALUES. 


Main  Channel. 

• 

River  Divenion. 

Bridges 

Charf?ed  to 

Sections. 

Glacial 
Drift. 

Solid  Rock. 

Retaining 
Wall. 

Miscella- 
neous. 

Olaclai; 
Drift. 

Solid 
Rock. 

Miscella- 
neous. 

General. 

$  217,1M  90 

$     578,101  20 

$      46,020  75 

8       88842 

$  06.716  08 

$     200.942  40 

$     280,601  60 

$   68,646  24 

$   28,240  79 

8     8,509  40 

8      86  26 

S  287,8f0  00 

$     270,277  01 

$     182,198  07 

$       097  40 

S     0,287  04 

•  ..,. •••.••• 

$       415  80 

$  10S171  00 

S     403,776  03 

%        QB  flPnk  Bt 

I        66660 

$    82,084  00 

S   23,870  68 

%    Vl^Ht  40 

$     064,040  17  $       20,064  07 

$       87244 

$    26,460  42 

1    31,079  97 

S     0,054  80 

S  8.768  00 

S    11,390  28 

1 

1,718  92 

%      852,454  96 

12,462  66 

540  44 
,,, ^ 

•"' 

$        9,848  48 

$    15,019  16 
85  36 

• 

0    74,800  76 

•          •  " 

181  65 

S        55800 
4,718  00 

$          8355 

8     209  86 

2,000  00 

2,992  15 

487  68 

S    18,788  80 
1,115  09 

•••«••••• 

245  07 

1,000  00 

1,370  20 

S    U,0li00 

$     006.Q30  78 

$        9,848  48 

0    10,740  73 

0    16.064  62 

0   74.300  70 

8        32862 

S    19,858  80 

$2,500  00 

S    19.830  02 

$     771.896  80 

$     8,000  00 

S    10,590  88 

$    12.075  84 

8     1.012  80 

S      7,768  SO 

167  25 

$    918,512  00 

$      7,578  25 

...  ,. 

S    40,620  80 

%          704 

$    21,138  41 
392  09 

8  8,865  65 

86  68 

8   24,530  58 
3    10,046  02 

\  7.035  76 

$   918.612  00 

S         7  04 

t       7li7RSfi<«     lAASAan 

S  8062  88 

V          m^\                  w 

S   784J46  97 



$        66  18 

$     0,626  21 

8    18,183  29 

"*  18,019  07 

$   701,478  88 

$     32,472  20 

$      38254 

$     3,651  05 

$     8,942  88 

S     9.274^ 

S     1,120  78 

0,700  00 

$   772,004  50 

$     37,933  00 
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EXHIBIT  B,  TABLB 


1 

CUBIC  TARPS. 

a 

DK8IQNATI0N. 

Main  Channel. 

River  Diversion. 

Prloe.* 

Seotlc 

Glacial 
Drift. 

Solid 
Rook. 

Retain*g 
Wall. 

Glacial 
Drift. 

Solid 
Rock. 

14 

Total 
see 

Is  for  Section  (for  Itemization  of  same 
Annual  Report  for  1897) 

880,166 

1.022,706 

28.5078 

• 

16 

Tota 
see 

Is  for  Section  (for  Itemization  of  same 
Annual  Report  for  1897) 

35,824 

6«7,080 

44,811.2 

619 

• 

Chrifi 
Bx( 
Coi 
Lai 
Lui 

1 
Griffl 
Rx 
Co] 
Co 
Coi 
Lu 
Ex 

1 
1 

(tie  &  Lowe— 

oavatlon 

1,288 

$     0.59 

lorete,  886.8  cu.  yds 

5.00 

mp  Sum  for  Sluice  Oates 

Dap  Sum  for  Bear  Trap 

^otals  for  CThristie  A  Lowe 

1,^88 
8,887 

11 

tbs  &  McDermott  Const.  Co.— 
oayation 

$     2.00 
3  00 

Qorete,  6,200  cu.  yds 

gfe 

acrete,  2.901  cu.  yds 

8.60 

Dcrete,  8,450  ou.  yds 

4.60 

mp  Sum  for  Metal  and  Lumber 

tra  Labor  Removins  Iron 

^otals  for  Griffiths  &  McDermott  Const. 
Company 

8,867 
10,105 

* 

^otals  for  Disposal  Works 

.......... 

••«•••     • 

'  "  * 

Main 
Locli 

1 

Channel  Priam 

165,000 

$     0.80 

16 

port  Temporary  Road 

^otals  for  Section 

166,000 

Main 
Main 
Cons 
Chan 

1 

Channel  Prism 

287,470 

S     0.29 

I  Channel  Prism 

828,660 

.68 

tmctlon  of  liOTee.  18.000  on.  vds 

.89 

17 

iirlnir  Location  of  TelearraDh  Lines 

totals  for  Seotlon 

_ 

887.470 

828,560 

Bzoa 

Prl 
Bxoa 

Prl 
Bxoa 
Rem 

Da 
Cons 
Com 

cu. 
Bzca 
Beta 
Bxoa 
Port] 

Wi 
Cons 
Furn 

Wt 
Bzca 
Bxtr 

T 

iTation  of  Desplaines  River  Channel, 
ism 

176,500 

7,670 
55,400 

S   0  452 

ivatlon  of  I.  &  M.   Canal  Channel, 
lam 

.66 

ivation  for  Construction  of  Core 

oval  of  Dams  Nos.  1  and  2  and  Adams 
m 

.23 

truction  of  New  Dam  aboye  — 69  0  . . . . 

itructlon  of  New  Dam  below  —59.0,'  150 
yds.  Concrete 

1  50 

40 

ivation  for  Retaining  Wall  Foundation, 
inine  Wall 

2,000 

.86 

18 

6.800 

4.05 

ivation  from  Look  Walls 

land  Cement  Concrete,  Repairing  Lock 
ills.  51S0  ou.  vds 

60 

1.50 

6.00 

tmntlon  of  Wall,  Bv-nasa.  400  oti.  vda 

4.05 

Ishlng  and  Placing  Cast  Iron  Pipe  and 
iter  Gate.  Bv*DaBS 

LVa.tion  B v-Dass 

16 

1.40 

a  Work  Account  Earth  Core. 

rotals  for  Section 

240685 

6.800 

ML 

oaaI. 

Crib  Work 

Iatiaoiib 

Work  at  Hvde*s  Mill  and  Dam  No.  1. 

between 
Lockport 
&  Joliet. 

Total 

Grand  Totals. 

12,788.891.1 

28,088,409  6 

879,249.64 

1,801,880 

m.i» 

• 

p^' 
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NO.  l—Condudid. 


VALUXS. 


Mtttn  Channel. 

River  Diversion. 

Bridges 

Charflred  to 

Sections. 

Glacial 
Drift. 

• 
Solid  Rock. 

RetalniDff 
Wall. 

Miscella- 
neous. 

Glacial 
Drift. 

Solid 
Rock. 

Miscella- 
neous. 

General. 

$110,132  04 

$   744,41123 

$     Oi670  77 

$12,880  00 

$   0,71150 

$   001,703  01 

$    102,300  00 

$  11,003  20 

$        117  01 

t 

$          780  42 

••..•.•••... 

$    4,184  00 

120,000  00 

58.000  pO 

•••••••*•••••• 

$          730  42 

$  182.184  00 

$      17,784  00 

■ 

$    15,600  00 

10.448  60 

11,270  00 

14,200  00 

831  23 

1 

$      17,784  00 

$    51,744  83 

$     10,404  42 

$233,928  03 

$     64,850  00 

•-•••      •••••••• 

$      1,191  28 

$     OiOOOOO 

$     1,191  23 

$83,866  30 

$    206,992  80 

$     7.020  00 
302  21 

$03.10010 

$   200,000  00 

$     7.322  21 

12,188  00 

•^»  ■••■••••#••• 

$      4,000  00 
17,761  00 

225  00 

720  00 

$     26.516  00 

75  00 

1,500  00 
1,620  00 

8,250  00 

...; 

21  00 

116  18 

; 

» 

00,770  00 

$     20,010  00 

$   20.402  10 

$32,140  89 

18,052  85 

«      ••.■•••••• 

$50,103  74 

1   OiO,300B6 

$0,008,000  23 

$1,240,001  80 

$080,007  30 

$030,874  65 

$  218,902  83 

$142,320  90 

$  103,104  01 

$71,001  01 

'#8 

i 


/h 

i 


'IV 
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SANITARY  DISTRICT  OF  CHICAGO— ENGINEEK 


DBTAILBD  RBYISBD  S8TIMATB  OF  BBIDSl 


DESIGNATION. 


QUANTITIBS. 


Bridge  Values  Cbarired  to  Sections- 
Section  O 


Section  N 
Section  E. 
Section  1. 
Section  8. 
Section  9. 
Section  12. 


Total  Brldf^e  Values  Cbarfred  to  Sections. 


Change  of  the  Van  Buren  Street  Approach  Span,  Chicago 
River- 
Masonry 

Excavation 

Timber  in  Temporary  Worli 

Timber  in  Foundation 

Portland  Cement  Concrete 

Old  Masonry  Removed,  600  on.  yds 

Granite  Pavement  Relaid,  90  sq.  yds 

Cedar  Block  Pavement,  148  sq.  vds 


Totals  Substructure,  etc. 
Total  Superstructure 


Totals  for  Change  of  the  Van  Bnren  Street  Approach 
Span,  Chicago  River 


Chicago  Terminal  Transfer  R.  R.  Co.'s  Bridge  Across  Chi- 
cago River- 
Design  of  Bridge  (Soherzer  Rolling  Lif  tBridge,estimated) 


Taylor  Street  Bridge  Across  the  Chicago  River- 
Design  of  Bridge  (Scherzer  Rolling  Lift  Bridge,  estimated) 


Southwest  Boulevard  Bridge  Across  Main  Channel,  Sec- 
tion O— 

Masonry 

Excavation 

Piles 

Timber  in  Foundation 

Portland  Cement  Concrete 

Natural  Cement  Concrete 

Coffer  Dam 

Additional  Cost  Bedford  Stone 

Excavation,  Account  Original  Design 

Piles,  Account  Original  Design. 

Miscellaneous 


Totals  Substructure. 


Total  Superstructure. 


Hauling  200,000  cu.yds.  material  to  Southwest  Boulevard 
and  Douglas  Park  as  compensation  to  West  Chicago 
Park  Commission 


Totals  for  Southwest  Boulevard  Bridge,. 


Panhandle  Bridge  Across  the  Main  Channel,  Section  O  — 

Masonry 

Piles 


Portland  Cement  Concrete 

Auxiliary  Work,  Including  excavation  of  Bridge  Pit 

Extra  Price  for  Enlarged  Channel  Under  Bridge,  66,000 

en.  yds 

Coffer  Dams 


Totals  Substructure. 


Masonry. 
Cu.  Yds. 


114 


114 


114 


2,039.83 


2,039.88 


2,030.88 


2,110 


2,110 


Excava- 

tlcm  or 

FiUlng. 

Cu.  Yds. 


2,800 


2,800 


2,800 


7,464.  & 


1,289 


8,763.5 


0,750.5 


23,000 


23,000 


Piles. 
Lin.  Ft. 


Timber 
Ft.B«M. 


60,000 
41.000 


101,000 


101, 


6,004 


4,809 


10.813 


10,813 


29,600 


29,600 


10,560 


10,560 


10, 


Concrete. 
Cu.  Yds. 


670 


670 


670 


1,670.61 
711.6 


2,382.11 


2,882.11 


12,250 


12,250 


Price. 


S687H 

8085 
4125 

715 

1 

lull 

137^ 


Zi 


I  6n 

4S 

28  60 

7  31« 
500 


45 


$020 


$12  00 

30 

550 


24 


m^ 
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ING  DEPARTMENT— EXHIBIT  B,  TABLE  NO.  2. 


OONSTBUCnON  OONTRAOTS  TO  JANUARY  1,  1899. 


aj 


YALUSB. 


Masonry. 

Exoaira- 
tlon  or 
FUliDg. 

Piles. 

Timber. 

Concrete. 

Misoel- 
laneoas. 

Totals 
Substruct- 
ure. 

Super- 
structure. 

General. 

Totals. 

$     60,966  46 

3,444  78 

14,718  80 

1.987  00 

19.&53  89 

1,012  80 

1.120  78 

\ 

$    103.104  01 

1 
$       783  75 

s 

1 

$SS,310  00 

$1,815  00 
1,866  25 

••  •....••• 

■ 

$    4,790  50 

$      82600 
168  75 
196  62 

• . .  . .  •  • . 

k 

»•  ■  • 

\  



1%      783  75 

$2,810  00 

$3,671  25 

$    4.790  50 

$    1,190  37 

$  12,745  87 

• 



1   

$    6,750  00 

- 

1 

■  •••••       ■■••• 

S      7S87S 

$2,310  00 

$8,07126 

$4,790  60 

$    1.100  37 

$  12,746  37 

$   6,760  00 
$  25,333  33 

$     19.406  87 

^ 

* 

1 

$      25,333  33 

■ 

If 

r 

■ 

$  12,066  67 

$      12,666  67 

•••••••••••« 

'  $  13,687  96 

$8,694  93 

$1,651  10 

!       ............ 

$   302  02 



$  12,220  51 
3,557  60 

*  *   * 

' 

$    8,814  85 
3,845  00 

f          ••••••••••• 

I       

580  05 

1,202  25 

\ 

"  10,366"  99' 

► 

1 



$4,274  98 

$2,853  35 

$   302  02 

$  15,778  01 

$  23,0x>6  81 

$  59,022  46 

$  53,016  33 

S  40,000  00 
$40,000  00 

.  $13.687  28 

$4,274  08 

$2,868  85 

$  802  02 

$  16,778  01 

$  23,026  84 

$60922  46 

$  63,016  33 

$    162,938  79 

r 

$  95,330  00 

$8,880  00 

► 

$  67,375  CO 

••••■•••••"• 

$  65,000  00 

15,840  00 
2,000  0.) 

• 

1 

h   ............ 

f  

'  $  25,320  00 

$8,880  00 

$  67,375  00 

$  82,840  00 

$184,415  00 
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EXHIBIT  B,  TABU 


QUANTITIES. 

DKSIGNATION.   • 

• 
• 

Masonry. 
Cu.Ydw. 

Excava- 
tion or 
Filling, 

Cu.Yds 

1 

Piles. 
Lin.  Ft. 

Timber 
Ft.B.M. 

Concrete 
Cu.  Yds. 

Price. 

LnmD  Sum  for  SuDerstmotiirfi 

Cost  of  Scherzer  Rollinir  IJft  Brldire  Desiira. 

Cost  of  Strobel  Desicrn 

Abandoned  Extra  Superstruotare  ($31,638.40)  less  por- 
tion transferred  to  the  C,  M.  &  N.  R.  R.  Co/s  Bridge 
over  Kedcie  Avenue  (S5.602.52) 

Total  SiiDeratrnoture 

Totals  for  Panhandle  Bridffe 

8,110 

28,000 

29,800   i 

12.250 

•••....# 

Chicago,  Madison  &  Northern  R.  R.  Co.*8  Bridge  Across 
the  Main  Channel,  Section  N— 
Mason  rv 

2,239.3 

S  940 

Rxoavatinn 

14.873 

86 

Piles  Delivered.  0.791  lineal  feet 

• 

14 

Piles  Driven 

5,948 

06^ 

Timber  in  Voimdatlnn 

17,712 

22  00 

Portland  Cement  Concrete 

1,747.7 
249.77 

500 

Natural  Cement  Concrete 

880 

Totals  Substructure 

2,239.3 

14,873 

5,948 

17,712 

1.997.47 

Total  SnDeratmctnre 

• 

Extra  Cost  Main  Channel  Excavation.  90  610  cu.  vds 

$0  10 

RaisinfiT  Santa  Pe  Tracks  near  Kedzie  Avenue 

MovitiflT  Pence  West  of  Kedzie  Avenue 

Construction  of  Embankment  for  New  Alignment  (Par- 
tial Ouantitie*) 

2,976 

23 

Track    ^Rvinip  and  RRllnJiLlnfr  "Nftxtr  AllirnTnent 

Total  Collateral  W  ork                      

2,976 

Totals  for  C.  M.  &  N.  R.  R  Co.'s  Bridire 

2,880.3 

17,849 

5,9tt 

17,712 

1,997.47 

Chicago,  Madison  &  Northern  R.  R.  Co.'s  Bridge  across 
Kedzie  Avenue,  Section  N— 
Masonrv     

38.88 



Sl6  00 

Excavation 

1,909 

50 

Portlttncl  C^eniAnt  Oonci^tG 

561.81 

7  00 



Totals  Substructure 

33.88 

1,909 

561.81 

Removlncr  Three  Girders  from  Pan  Handle  Bridee  Site.. . 

Preiarht  Switchiner  Charires  on  Three  Girders     

••■•••••"• 

Three   Girders  and   Two   Floor   Systems  Transferred 
from  Pan  Handle  Brldire  Site.  200.000  lbs 

■   ....a*. 

S028 

Total  Account  Sunerstruoture 

Totals    for  Chicago,  Madison.  &  Northern   R.   R. 
Co.'s  Bridire 

88.88 

1,009 

50181 

Kedzie  Avenue  Bridge  across  Main  Channel,  Section  N— 
Masonry , 

1,844.68 

$6  90 

Excavation 

5.880 

85 

Portland  Cement  Concrete 

1.268.32 
278.84 

5  00 

Natural  Cement  Concrete 

325 

Totals  Substructure 

1,344.68 

5,380 

1.542.16 

Total  Sunerstructure 

Oradinir  Aonroaches  to  Bridcre 

1,721 

808S 

Extra  Cost  Main  Channel  Excavation.  28.081  en.  yds 

10 

TakiuiT  care  of  SDrincr  under  Pier 

Total  Collateral  Work 

1,721 

Totals  for  Kedzie  Avenue  BridffO 

1.8M.68 

7,101 

1.548  10 

Atchison,  Topeka  A  Santa  Fe  Ry.  Co.*8  Bridge  across  the 
Main  Channel,  Section  N— 
Masonry 

1,157.93 

S9  40 

Excavation 

5,676 

86 

1 
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2?0.  Z^ Continued, 


yALTTBS. 


Masonry. 

Excava- 
tion or 
Fillinir. 

Piles. 

Timber. 

Concrete. 

Miscel- 
laneous. 

Total 

Substruct- 

urfc. 

Super- 
structure. 

General. 

Totals. 

$175,665  00 

35,000  00 

8,000  00 

16,035  88 

$229,600  88 

$  16^320  00 



$8  800  00 

$07.876  00 

$82.840  00 

$181416  00 

$229,000  88 

S   414  016  88 

$  21,049.42 

$5,854  28 

$1,870  74 
386  62 

1 

$389  06 

$    8,738  50 
824  24 

$  21,049  42 

$5,854  28 

$1,767  88 

t   889  66 

$    9,562  74 

$  38,113  46 

r««.......... 

r 

• 

$  71,164  00 

[ 



E ' 

$    9,961  00 

13.950  6.5 

13  20 

10,557  89 
13,«M  94 

X 

^ 



L.       . . 

f 

^ 

^''  *••■«■•«•■■> 

$  47,917  68 

$6.264  28 

$1,767  80 

$  880  08 

$   9.602  74 

$  88.113  46 

$  7L164  00  ^  47.017  Aft 

$    167.196  14 

w             , 

y 

i- 

$      542  08 

$954  50 

1  •••••••••••• 

$    8,932  67 

It •..•.. 

\  %      542  06 

$954  50 

S    3,982  67 

$    5,429  25 

i 

t 

$       490  00 

80  00 

5,602  52 

\  ' 

V* 

; 

$    6,172  52 

%     5i2fl6 

$  064  60 

$   3,982  07 

$6,420  26 

$   0,172  62 

•••«          ••••■ 

$     11,001  77 

$1,883  00 

$    6,316  80 
906  23 

$    9.278  29 

$1,883  00 

$    7,222  83 

$  18,884  12 

•  •  • .  • 

1  ••••..•..... 

$  21,815  00 

$       395  83 

2.808  10 
27  78 

; 

1 

$    3.281  66 

^t  9,278  20 

$1«88S00 

$   7,222  83 

$  18.384  12 

$  21,316  00 

S    3,281  60 

$     42.880  78 

'    ••■•••«•     «•■ 

$2,043  36 

[1B99 
BXHIBIT 


qniHTiTiM. 

IWeiOBATIOH. 

"crT"d7 

Bioava- 

Pllea. 

ss 

■^n^r;.^ 

Fri,*. 

4.544 

3 

B.408 

1.381.43 

1.15T,fl» 

5.(178 

4.544 

»,40tt 

1,381.43 

1.7M 

R«  J*mg  TraoltB  of  Saala  Fe  Halo  Line  near  Twenty 



TotalB  torA.,  T.  &S.F.  Ry.  Co.'a  Biidxe 

Linli 

T,ME 

"tiiT 

~i;« 

ijn.M 

rrz 

Ateblsoa,  Topelut  A  Santa  Fe  Ry.  Co.'*  Bridge   aorow 

«.nfl 

5,748 

nS?* 

10.™ 

1,418.M 

1,610.  »7 

B,7ie 

6,748 

10.7H 

1,418.65 

rn:B84 

'"S' 

78.587 

1JU.S7 

a,ni 

1.741 

1B,7(H 

1.411  oa 

Alohlson,  Topeka  &  Santa  F6  Ry,  Co.'s  Brldite  across  Doe- 

Lyons-Summlt  Boad   Bridge  aurois  the   Ualn   ClianDel. 

1.134 

Ho« 

8,871) 

Vioo 

1,000 
6.S0U 

»e 

^aoo 

1.184 

s,s™ 

i.m 

850 

1.1H 

1.37) 

im 

MOS 

W 

LyotiB-SnniTDlt  Road  Brtdge  aorow  the  Desplalnra  Klver 

1,414 

*"» 

S.S1 

, 

r 
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NO.  2— Continued. 


VALUS8. 


Masonry. 

Exoava- 
Tlon  or 
Bniling. 

Piles. 

Timber. 

Concrete. 

Miscel- 
laneuus. 

Totals 
Substruc- 
ture. 

Super- 
structure. 

General. 

Totals. 

$   704  20 
295  36 

1 

•   •••••••••••'••••••■•••a 

$   206  98 

$    6,657  15 

$       289  26 

$  10.8S1  54 

$2,043  36 

$   999  56 

$206  98 

$    6,657  15 

$       289  26   $  21,030  85 



$  43,931  12 

$       662  63 

2,497  20 

1,034  88 
19  47 

1 



$    4,214  18 
$    4,214  18 

%  10  884  M 

$8,043  80 

$  009  80 

$  206  90 

$   6,687  16 

$      239  26  $  21,080  88 

$  48,931  12 

160,176  15 

$  14.197  48 

■ 

$2,360  60 

$1,118  70 
373  62 



$   235  49 

)b 

$    7.093  30 

•     •••«•••• 

;  $  14,197  48 

$2,350  60 

$1,487  32 

$   286  49 

$    7,098  80 

$  25,364  19 

$  51,040  00 

1 

r 

' 

A 

$       826  84 

21.163  52 

2.826  23 
587  35 
286  72 
180  28 
159  90 

, 

$  26,430  79 

%  14.107  48 

$1860  09 

$1.407  88 

$  28640 

$    7,003  80 

$26,864  10 

$  51,040  00 

$26,430  79 

$    101,884  90 

$     19.821  88 

$   948  00 

$   600  00 
600  00 

$30  00 
182  50 

$    1,036  00 
3,824  00 

^  11,907  00 

$   948  00 

$1,200  00 

$    162  60 

$    4,360  00 

$  18,577  50 

$  12.620  00 

• 

$    6.639  90 
$   6.080  00 

:%  iijm  00 

$  OiSOO 

$1,200  00 

$162  60 

$    4,300  00 

$  18,ffn  60 

$  12,620  00 

$     87.837  40 

$   848  40 

«          96  52 

►-     «•••••••• 

$"4,876  si' 

Mur  n,J                                            —5763- 

[1899 
EXHIBIT  B, 

TABU 

<,n^»T,T„B. 

Priofc 

DEeioK*rio». 

UoBonry 

Kioava- 

Cn.  Yds. 

Piles. 
Lin.  n 

vrA' 

ar 

•^S5 

H31 

1,414 

785.09 

3.6(3 

4.1« 

Touts  for  Lyons-Summit  Road  Bridne 

>-ll 

B,se7 

7(5  99 

' 

Chiuwro  Terminal  Traiisler  IlKilroad  Co.'ii  Bridge  aaross 

1,281.89 

104 

3.5M.1 

1,1».5 

ffi 

""i^sk'.z 

1,23!. 89 

8,SM.l 

I.lBfl,5 

8,204 

«3I,40 

trudtu 

Sui 

l.IM 

...     , 

SOI 

Town  lor  Chicago  TerminKl  Trnnater  Railroad  Co.'s 

i.m-n 

ITtt.l 

l,l«-6 

8.304 

931  40 

ChlcsRn  Terminal  Transfer  K.  R.  Co/b  Bridge  acrosa  Des- 

411 

J 

072 

1.666 

3,0CN 

411 

m 

1,000 

3.000 

B41       1 

Totala  for  Chicago  Terminal  Transfer  Railroad  Co.'s 

m 

m 

I,OM 

i.m 

Ht 

Willow  SprlngB  Road  Bridge  aarom  the  Main  Channel. 
8eol1cm  I- 

110.8 

*'i«l 

1 IW 

1.388 

466 

119.4 

419.2 

4,081 

400 

179  4 

J 
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NO.  2— Owjttnwd. 


VALUBS. 


Masonry. 

Excava- 
tion or 
FUling. 
Cu.  Yds. 

Piles. 

Timber. 

Concrete. 

Miscel- 
laneous. 

Totals 
Substruc- 
ture. 

Super- 
structure. 

General. 

Totals. 

$:       52  66 



$      281  85 
'   7  50 

$         98  52 

$  848  40 

$    4,922  87 

$       289  86 

$    6,159  14 

$    5,200  00 
145  00 



p 

$    5.845  00 

....        . . 

$       968  61 

2u0  00 

291  02 

, 

$    1,474  68 

• 

$      nn 

$  848  40 

$    4,92187 

$      88086 

$    8,180  14 

t   6,8tf  00  $    1.474  68 

$     12.978  77 

$1,884  89 

i*  isioo* 

116  66 

•*" 

$78  49 
80  78 

p 

r 

$       88895 
8,465  65 

•••■■••••■ 

f  11,57B  07 

11,684  89 

$347  65 

$   159  27 

$    4,299  60 

$  18,016  48 

r 

$  28,877  00 
42  95 
11  00 

•••••••••• 

•  ••    i*»«a«i 

'. 

$  28,ft30  95 

' 

,.,,,,, 

• 

$       32238 

$180  27 

$   4,890  00 

$  18,018  48 

$28,080  06 

$      82288 

$     47,200  81 

• 

t 

$       821  75 

%    8,128  60 

8    681  80 

ft  2&6  66 

1      800  00 

$76  00 

• 1 

$    2,048  60 

■""*******"'i * ••..•.... 

750  00 

%     3*128  80   $   631  80  'S   &50  00 

$76  00 

$    2,048  50 

$    1,071  75 

$    7,500  65 

" 

$    7,318  00 



9    Z.m  H  $  881  88  1  660  00 

$    7600 

$   8,0i8  80 

$    1.07178 

$    7,660  06 

$   7.818  00 

$     14,818  66 

%    4,820  80 

i 

1 


ft}.SS8  00 

••••••••••■• 

•   •••••i«»a 

$   400  00 

8       897  00 

$400  00 

$       897  00 

$    7,691  20 

m  0  0  m  ^               *■** 

8  14,900  00 

BXIIIBIT  B,  Ti^B 

..,„„„.. 

gOiNTITIM. 

Maroury 

Si 

Kle'. 

Tlmbe 
FI-B.M 

Cii.Yi)ib 

OhnDglngAIiBUment.ifTompornryBrldffo 

iuJ 

au 

w 

m< 

_                       Alo^n.  Tooeka  *  8uiU  Pe  Ify  Co.'b  BHJbb  acrosa  the 

.     447  41 

1,0W 

"Ht:«i 

«r,4 

1.001 

w.« 

P            asrW.WaTb!,rr.;!'.'^r.".'.:'::::: 

i;atw 

":;:!";:; 

WB,ltlO 

Tol»l>.r<.rA.T.4H.  F.  R'7Ci..'aBridgo 

W.U 

U8.UD 

■t-a 

AWWsonj  Topeka  *  SaatA  Fe  K'y  Co.'b  Briilga  aorowi  Lhe 

TolfU  Pi^riUtuaw  Coai  of  Snporatrnotimi  (one-baK 

LemorC  Road  BrEdga  uurou  the  HidD  Cbannel,  Section  8— 

isi 

i.eM 

IM 

m~ 

l.BM 

m 

»ss 

m 

i.im 

iw 

Itameo  Road  Brldire  mrmn  the  llain  Channel  SeoUon  Iit- 

774 

las 

lU 

n* 

i» 

aoB  > 

77* 

tn 

M 

326 

m 

4W 

J 

■ 

r 
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[1899 


NO.  Z^C&ntinHed. 


« 

YAT.UBB. 

Masonry. 

Bxcava- 
tlon  or 
FlUiny. 
Cu.  Yds. 

PUes. 

Timber. 

Concrete. 

Miscel- 
laneous^ 

Totals 

Substrno- 

ture. 

Buper- 
struoture. 

General. 

Totals. 

s 

, 

$       114  71 
112  61 

$       227  32 

S   1810  80 

Sl.i78i8 

1  400  00 

$      80700 

$   7.00180 

0  14,000  00 

$      227  82 

$     22.818  52 

S    5,366  92 

• 

$     510  00 

$    2,0S8  18 

. 

S    5,868  92 

$     510  00 

• 

$    2,088  18 

$    7,912  05 

$  76.185  00 

. 

$  22,842  00 
264  00 
881  85 

' 

$  23,487  85 

$   uooo 

■ 

$   8,088  13 

$    7,018  05 

0  78,185  00 

$28,487  85 

$    107,584  00 

^1 

$    8,500  00 

$    8,500  00 

*                                    •    •    • 

• 

$  13,<62  03 

4 

S   8>800  00 

$   8,500  00 

$13,488  03 

$     21,962  03 

>          "             '     . 

1    8    &329  85 

$  1.650  00 

S      895  00 

$    8,829  85 

$  1,050  00 

$       S0500 

$    5,874  85 

$  14,990  00 

$       193  89 

!   S   8ja86 

t  1,660  00 

$      80600 

$   5.874  86 

$  14,000  00 

$      188  80 

$     21,058  74 

■ 

8     21820  88 

••••    •  ••• 

t 

• 

$     15,088  68 

$    7,150  50 

$     114  75 

$    1,085  00 
1,800  50 

$     114  75 

$    2,885  50 

0    9,669  75 

■ 

$  14,990  00 

$     114  75 

9   2,386  80 

$   0,660  75 

$  14,000  00 



$     34.640  76 

1         »  m  m  m    m           »••>■■ 

$     82000 

$    3,107  00 



$826  00 

$    3,197  00 

S    3,528  00 

— — 

.A 

$  10,954  00 

I" 

•   •••»                           ••• 

$    88600 



1   8407  00 

1 

i$   8,588  00 

$  10.054  00 

$     14,477  00 

"1 


May  17,  J 


—5766- 


[IS99 


EXHIBIT  B,  TABUS 


1% 


Kvi 


quAimriBS. 

DRMOKATION. 

Masonry. 

Excava- 
tion or 
Filling. 
Cu.  Fas. 

Piles. 
Lin.  Ft. 

Timber 
Ft.B.M. 

Concrete 
Cu.  Yds. 

Price. 

Wire  Mills  Road  Bridge  across  che  Main  Channel,  Sec- 
tion 1&— 
'BTORvaMnn ^ ^ ^ , 

170 

/ 

^ 

$050 
18  00 

Lumber  In  Trestle  Work 

118,000 

Old  Musonrr  Removed.  132  cubic  yards 

40 

Portland  Cement  Concrete 

465 

7  50 

KaifftnCr  Of]"*  ftPftll    -r t  -  -  -  t  ,  -  -  r *  -  -  t r- 

Totals  for  Sabstmcture 

170 

113,000 

465 

Total  for  SuDerstmctnre 

Totals  for  Wire  Mills  Road  Bridire 

170 

118,000 

486 

Slgin,  Joliot  &  Eastern  R.  R.  Co.*s  Bridge,  between  Seo- 
tlons  16  and  17— 
Totals  for  E.  J.  &  E.  R.R.  Co.*8  Bridge  (for  ItemizatloE 
of  same  see  Aunnal  Reoort  for  1897) 

806.38 

146.46 

Grand  Totals. 

16,151.68 

301.616.6 

68,810.5 

876,888 

27,006.66 

May  17,J 
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[1899 


NO.  2-^  Concluded. 


TALUKS. 


Hasonry. 

Bxcava- 

tion  or 

FIlHnR. 

Cu.  Yds. 

Piles. 

Timber. 

Concrete. 

Miscel- 
laneous. 

Totals 
•  Sabstmo- 
tare. 

Super- 
structure. 

General. 

Totals. 

$      8500 

• 

$^,016  00 

$       52  80 



$    8,487  60 

• 

■  ■•  ••••••• 

175  00 

$       8500 

82,016  00 

$    3,487  60 

$      237  80 

$    MIC  80 

8    8.945  00 

•   a  •  •  •       •  • 

S      8600 

$8,016  00 

$8,487  80 

$      88780 

$   5,816  30 

$   8,846  00 

$     14.761  80 

$    S,4S1  S2 

8    1,017  00 

$       7180 

8    6,561  58 

8  88,510  88 
$768,146  06 

8    1,988  88 

$     41,084  08 

$148  NT  90 

$87,408  96 

$18,475  84 

87,818  17 

8161,966  80 

1  :     ■ 

$117,457  17 

$471,187  64 

8155,068  56 

$  1,560,130  18 
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HANITARr  DISTRICT  Oi"  CHlCAl 


ChtoucD  Klver  ImtitoTs 


Seotloti  IS 
Seotlon  13 


4D.13S  IB    - 
GI).4BI  sr 


s.sficioe 


Bridge,  ChlnaKa  Rlrer 

»u.rd.  irr.,Uii1nCtiaaDel,SBa.  0.. 

_16  BiidgB,  Main  Channel.  8oa  O 

Chloajto,  Hadlsnn  ti  Korthsm  R.  R.  Cu.'s 

Bridge,  Mala  chmnnel.  aeo.  N 

Chloaso.  Madlwd  *  Norlbani  K  R.  Co.'* 

Bridge.  Kodile  ATanne,  Sec.  N 

Kedzle  ATanae  BrldRa,  (lain  CbanneL  Bm.  N. 
AtoblHon,  Topekft  &    SanU   Fe   Ry.   Co.'s 

Brldee.  Main  Channel,  8eo  N 

Atotilaun,   T«[ieka   A  aanta    Ps   Rv.   Co.'( 

Bridfte.  Main  Channel,  aoo-G.... 

Atohl»on,    Topeka   A   Santa  Fe    By.   Co.'* 

BrIdKo.  Dmiilalnea  Rlrer,  Sen.  F 

LTons-SummU  Rd.  Br,,  Main  Channel,  Sen.  F. 
Lyong^Summlr.     Koad     Brldeo,    Deiplalnei 


M.ira  15    . 

101,834  ge  . 


rhioiwQ 


BiidKB,  DeaplalaeB  Rive 


Atahlw>n.   Topeka  &    aanta  Fb 

Brldce,  De^lalnea  flWer,  Sea  a.. , 
Leuiiinl  lioad  Bridge,  Main  Chan — 
LemoDt  Road  Bridge.  Deaplainc*  .    . 

'•    Bridge,    Desplaloes 


net.  Sea.  S. 

rld«e.-       ■  -        — 

J  Stone    Co. 

RlTer.Seo.  10 

Romeo  Road  Bridtro.  Main  Channtl.  Sea.  IS. 


ce,  Main  Channel, 3eo.ie.    , 


XS,B1S  G!  . 

107,1181  to  , 

si.oeeo: 

111,983  »  . 

M.B»  TB  . 

ii!;oi  an  ! 


,    El<l,Sr9.SIS GS    tl,0a0,1B63S   ■I,U0,I30IS 


w 
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Bevtaed 

iBOnSTB  KABNni  ..UBIHG  1808. 

.„.™ 

Chanel. 

DlTera'D. 

Bridma. 

Oeneral. 

Touln. 

(■ti,,'D'iL 

•  as;; 

MS 

£18,108  38 
WS.197M 

■,^._..^  00 

♦       ■"■-■/«  08 
t       1 1  -  .■■X  47 

■Hi 
.iii 

i.iioiiiise  J 

iS'ii 

H|tL4B7  1 

■jicitsi  1 

:»,;»6  re 
B0.11H  71 
ID.4WS7 

laiwofl; 

i      414,015  B8 

11,90177 
4a,930T* 
fl9,lT«  15 
101,834  98 

I  10.S!I  80 

II  37.837  40 

ia,978n 

47J!8BB1 
14,818  S5 

107,584  W 

T       SLUM  03 

21,058  74 

1133,84180 
33.952  80 
43,498  27 

S  183.844  80 

•"•SSg 

iii 

as 

8SS«0  1B 

SSS 

(1,486  « 

2.508  70 

S1.M8W 

4,538  69 

'""isiVn 

700 

i.no^9 

lEs 

2,620  OO 

8,580  00 

SffiS 

asis 

18,178  33 

a4--!^aa 

HEacellBneaiu    work     between 

t32,I40  89 

32.140  89 

S'SaiSHT 

18.554  TO 
109.125  84 
4,788  00 
Sa.794  18 
51,803  70 
45,887  89 

4|ei2  2i 
11.158  88 

109,185  84 
4,788  00 
38.78118 
51,908  70 
45,287  38 

Sa»ffl£WdS 

Panbaadle  Bridge,  Haln  Cbaa 

C.  M   &  N.  R.  ft  Co,;.  Bridge 

C.  M  £  N.  it.  it.  Cn.'d  Bridge 

Sediie  At.  Bridge,  Haln  Chan 

A.,  T.  &  8.  P.  R.  R.  Co.-B  bridge 

A.,  T.  A  8.  P.  n.  R.  Co.-*  Bridge 

U„r,<,-^.,m,„]t     ItiiH]     Bridge 

12,893  95 

12,»r8  77 

47.889  8 

890  00 

7.918  58 
24,256  80 
28,984  03 

6.3M39 

18,808  95 

L7.>n8-S„iDTmr      l;.„id    Bridge 

Desi.luliira  lilvfr,  -^o.  B 

C.  T.  T.    R.    K.    r    .'«   Bridge 

WUInw    SprtnL--    1:    id    Bridge 

47,889  81 
300  00 

7.918  62 
84,859  80 
86.084  08 

5,808  89 

A,T   .V  -    '     .     .        i.'s Bridge 

A.r    -                          ..-B  Bridge 

L.Mm,i,i      ,.,     1      lap.    Main 

May  IT.I 
DBPAHTUKNT-KXHIBIT  B,  TABLE  KO.  a 

OOHTKACm,  HHOiST  1,    1900— T*I,D«B. 
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^^ro 

JiMUABT    1,  1800. 

Unpaid 
era. 

Amaunti 
Required 

tnte^iua. 

Bridirw. 

Qenei*!. 

TotalB. 

Chaunel. 

Brldces. 

T.>ur». 

Complete. 

•  igSS 

lis 

4U.eos  4S 

730,748  04 
004  BIO  S 
484.250  40 
498.587  70 

■«Si 
ass 

707.405  03 

ill 

ssairas  41 

B43,B7fl  SS 
88.M1  93 

10;i!S8BS 

00,108  74 

*187,784fll 

5«i8£3  40 

S  i7,»ni  2: 

34!0SJ6B 

I18.79S0! 
1,320  80 

I  198.790  SB 

$Wh£84SC 
8.444  78 

S       782  18 

82,'625SB 

-^"* 

810  8* 
7,888  £6 

28.12B1 

74.388  13 

sIsMOi 

Tj^ia 

46310  91 
87.874  45 

30,001  S] 
3,880  04 

11.862  70 

14,718  80 

t    aeooo 

178,765  28 

ISO  00 

l.BSTOU 

ss 

6.1JSS3 

715  83 

6,896  66 

e&B 

8.798  00 
S.S80  08 

10.858  80 
i;0W  SO 

0.942  68 

0,942  68 

815  00 

10,267  66 

8,9SS33 

1,IM7B 

8.814  « 

aSKOO 
28,010  00 
3U.5I7  10 
131,507  SO 

siasoa 

20,308(0 

16.478  7! 
1,460  88 

135,138  38 

£0,198  74 

10.405  87 

18,888  88 
8.414  45 

358.670  24 
38.485  80 
1,378  35 

17.573  IC 
20,418  00 
10.831  80 
25.143  45 

19.405  87 

16.888  88 
8,444  15 

58.830  87 

353,870  34 

28.465  60 

8,528  00 
17,572  43 
20.416  00 
10,33180 
25,148  45 

1B,406  87 

07.000  4S 
1  68.34S04 
ia8.7»M 

H,404;B 
M.«OSTtl 
SIJIB  08 

07.«»42 
58,343  64 
138,720  54 
10.3IGB2 
31,104  78 
51,808  70 

8,14145 

4.181  47 

1.803  83 

356.670  24 

2.808  08 

00  00 

13,354  14 

4.923  63 

'•'- 

21880  14 

22,496  08 

19,82180 
27.137  87 

12.808  00 

47.980  81 
800  00 
7.018  Bi 

M.a5«ao 

38,0*4  UB 

a,6saao 

18,803  95 
ia,S78  7Y 

J90  00 
7,018  52 
24,258  80 
26.024  00 
0,898  30 

M76 
147  05 

1,287  11 
68187 
323  8S 

322  »8 

11,428  65 

88.838  30 
-4,962  08 
1S.3M35 

14,138  65 
14.900  00 
88.838  80 
-4.06*08 
11,865  35 

■■■,:«; 

350  00 
687  14 

14.477  40 

1.8810* 
2,338  25 

1.96148 

8-58180 

5K8  08 

18,034  28 

my  17,1 

-6774— 

. 

EXHIBIT  B,  TABL 

.MO„.,..,......K.,«« 

Totals. 

„..., 

Haln 

Rlrer 

DiTenl'n. 

BridRe,, 

General. 

H^n 

ai,Msra 

H.TBl  30 

Wntarn    Btoae    cV's    Bridge, 

1 

"^Ja^" /"*""■    "^ 

K.  J.  i  ri.  R  R.  bi.'«  Bridie 

, 

Totals ^ 

ia.oai.Mi  09 

fffZD.Sn  14 

si.ntn 

s»t.T07irr 

£3Z,140W 

gi,tio,attB 

■tl,EN,Hti| 

•Cbarsea  aftslnat  Weir,  MoK 
t  Charge*  a^lnst  Weir,  MoK 

ei:hiiey  Jt  Co. 
echney  &  Co. 

«nd  not  Included  in 
and  not  Inoluded  t 

bove  Bgorei,  JSSO.oo 
above  BKures,  }I,4 

aoooQDt  repnlrtnit  let* 
0  Bfl,  BCPount  prepiuTiw 

Ealnst  etrevter  -S  E 


refi|tureH.n,I9S.&l,  f< 
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NO.  ^—Coniinved. 


VABNSD  TO  JANUARY  1.  1899. 

AMOUNT  RBXAIKINO  TO  BB 
PAID. 

Reserved 
Percent- 
ages. 

Unpaid 

Vouoh- 

ers. 

Amounts 
Required 

RlTer 
Diversion. 

Bridges. 

General. 

Totals. 

Main 
Channel. 

Bridges. 

Totals. 

to 
Complete. 

$82,830  89 
15,083  63 

^ 

$     2S,S29  89 
15,988  63 

$  24,649  75 
14,47r  00 
14,761  80 

$    24,640  75 
14,477  00 
14,761  80 

t    24,649  75 

14,477  00 
14,761  80 

41,984  6S 

41.984  62 

81,OIO,lMa 

l795,«ttM 

$71,881  01 

$ai,tf7,82509 

$700,028  18 

$784,827  84 

$1,644.28600 

$868.084  04 

$06,606  46 

$1,002,70648 

seotion  for  Oahan  &  Byme*8  contract;  $12.65  account  strengtheninfc  levee;  $372.55  account  moving  conveyor, 
flood  damages.    Charges  against  Angus  &  Gindele,  $524.20,  aooount  strengthening  levee. 

I  mlt  Pennanent  Road. 


I  4 


SANITiHT   DI9TIUCT   OF   CHICAUO  —  BSCirNKGKlNG    DKPARTMK.NT  — EXHIBIT    B, 
TABLE   NO,  7, 


Chlosso  Itlver  ImtiroTBnimit,  Includlue  BrldKoa,  EIq t  3M,E31  00 

Railroad  aaaHlRliwajrQrlilEes 165,630  00 

CapltttlizatiDQ  of  BridRca  flgnred  on  Ihe  baela  o[  the  revlaiid  agreements 

permLtilne  the  oonstnioHon  of  Movable  Brldt-ea.  which  oljall  be  ao- 

oeptod  aa  Biei)  atruutnrea  uotU  reqnlred  to  be  opened  for  aarlicaCIop .  ■  26T.3S9  00 

ConllngBDor  Fund,  lOperuent,  af  work  not  ret  oontraoted  f or 6i,97S  10 

Totnl  wDrl[yottabseoiitraotedfDr.lnclud!ne<^P<tailiatloii  of  brideea.)  9,^.11,'^  10 

Total  work  now  under  eon  tract sa,OM,(MI  OS 

Total   estimated   coat   of  aaoslniotlon,    InolDdlhg  DapltallzatlDP    of 

bridges 823.841,100  19 

Bipoudltures  fur  EDglneeiiiiK.  SupeiiDtendence,  Sic.,  to  Jannnrj  1.  ISM..S  l.Sa.SOS  39 
Extlmatedcont  of  EuglnGorlng,  SuperlntendHnoe.  Bta.itDoompleteworkon 

Total  eatlmatod  ooBt  of  Bqalneeiing,  SaperintendBnoB,  Kto 1.3.(3,806  33 

Total  nstlmaled  uoat  of  ConBtraotlon,  SDitlDeeriDK,  SupurlnteDd- 

eiiw,  EW ,  SSJ,IB4,«a  « 

AmouDt  paid  ai-oouat  Canatruotlon  to  January  1, 18»B 19].0MI,SS1  BT 

Amount  paid  acoonnt  EuRliieerlng.  SaperlDteadsnee.  Eto..  to  January  I, 

1809 1.9£a.09!Bi 

Amooiitpald  and  cliareBabta  to  Snndry  CoDtraotors B.TSl  ;R 

Total  amonnl  paid  aouount  Coualruotlon.  Bngliieerine,  Superintend. 

euco,  Kte.and  Contraolors $il^I,lT2at 

Dalanco  required  Co  complete  work  of  Engineering  Hep artm^nt S  3,863,SW)  18 


r^ 


'^'^"-^fmi 
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^j 


SANITARY  DISTRICT  OF  CHICAGO -ENOINBBRING   DEPARTMENT  — BXHlfilT  C. 

OOMPABATIVB  SSTIXATBS  OF  QUANTITIBS  IN  COMPLBTSD  8BOTIONS  OF  MAIN  OHANNBL  PRISX. 


8E0TI0N. 


DX8I6NATI0N. 


AdTertlsed  Bstf mate 

Assistant  Engineer's  Estimate. 

Seymour's  Remeasurement 

Final  Estimate 


CUBIC  TAROfl. 


1,717,000 
l,868,aS4 
1,868,176 
1,850,408 


PBRCBKTAOB. 


92.78 

100.16 
100.41 
100.00 


Note— Tbe  comparatiye  estimate  of  quantities  in  all  the  other  completed  sections  appears  in  the 
last  Annual  Report  on  pages  4649-51. 


Mar  17,]  _5 

CANCELLATl(»f  OF  BOND  OP  JAMBS  RED- 
niCK  A3  tLERK  OP  THK  DISTRICT. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  reai,  a  report  from  the  Com- 
mittee on  Finance  recommeDdJng  that 
the  Clerk  be  directed  to  cancel  the  ]>oaA 
of  Mr,  Jamei  Raddiok  as  Clerk  of  the 
DLstrict  and  notif;  said  Roddick  and  his 
KuretieB  of  this  action. 

Mr.  Carter,  seconded  by  Mr.  Jooes, 
moved  that  the  report  be  adopl«d  and 
the  recommeadationa  contained  therein 
concurred  in. 


The  following  is 

THE  RBPOHT: 

"Chicago,  May  17th,  18W. 
To  Uie  Honfrable.  the  Board  of  Tnisteet 
at  the  S'lnUnrv  DlHHet  of  Chteago : 
Obntlemkn— Under  date  of  March  Ist, 
1899  (|iage  B503  of  the  ProceedinKB),  jour 
Gomaiittee  on  Finance  reported  that  the 
books  of  the  CJerk  and  Treasurer  were 
found  to  be  correct,  upoo  examination 
by  expert  accQuntanta. 

In  view  of  said  report,  your  Committee 
recommends  that  the  Clerk  be  directed 
to  cancel  tlie  bond  of  Mr,  James  Red- 
dick,  an  Clerk  of  the  District,  filed  with 
the  Board  of  Trustees  at  the  meeting 
held  December  24,  1895  (page  8041  of  the 
Proceedings);  and  notify  said  Beddick 
and  his  sureties  of  tbia  action. 

Hes tactfully  submitted, 
<8lED<!d)  Z.  R.  Cartrr, 

Chairman. 

b.  a.  bckhart, 

Prank  Wentbb, 

alu.  j.  jonks, 

CommiUee  on  Finance." 

APPROVAL  OP  REDUCED  BOND  ON  CON- 
TRACT FUR  SUPBHSTRDCTUKE  OF  A.,  T, 
&  8.  F.  BHIDffB  NEAR  EAST  END  OF  SEC- 
TION O. 

Mr.  Carter,  Chairman,  present«d,  and 
the  Clerk  real,  a  report  from  the  Com- 
mittee on  Fiuance,  in  regard  to  the  ap- 
proval of  the  bond  in  the  sum  of  92,000, 
furnished  by  the  Carnegie  Steel  Com- 
pany (Limitf^d),  on  the  contract  for  the 
supers! ruciura  of  the  A.,  T.  &  S.  F. 
Bridge  near  «ast  end  of  Section  Q,  in 
lieu  of  tho  original  bond  on  said  con- 
tract, arid  in  hccordance  with  the  action 
of  the  Board  &t  the  meeting  held  April 
13, 1809  (page  5638  of  the  Proceedings), 


the  report  recommending  that  said  boDd 
be  approved  by  the  Board  of  Trustaee, 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Teas — 
Meears.  Braden,  Carter,  Eokhart,  Ual- 
lette,  Smyth  and  Wenter— six.  Nay»~ 
Mr.  Jonea— one. 


The  followiuK  is    . 

TBB  esfobt; 

"  Chioaoo,  May  16, 189B. 

To  t?u  SoiiorahU  the  Board  of  Trvtlta  of  t/u 
Sanitary  Dlitritt  of  Chicago. 

Gkntlkukn— The  Committae  on  Fi- 
nance deairea  herewith  to  report  that  a 
bond  in  the  anm  of  two  thousand  dollara 
(13,000.00)  baa  been  executed  by  the 
Carnegie  Steel  Company  (Limited],  of 
Pittsburg,  Penna.,  with  the  City  Trust, 
Safe  Deposit  and  Surety  Company  of 
Philadeldhia  as  aurety  thereon. 

That  the  Board  of  Trustees,  at  the 
meeting  held  on  the  13th  day  of  April, 
A.  D.  1»99,  (page  0638  of  the  Proceed- 
ings) authorized  that  the  bond  originally 
filed  by  said  company,  with  ita  contract 
for  the  work  upon  the  superstructure  of 
tbe  Atchison,  Topeka  d:  Santa  Fe  Rail- 
road Company  Bridge  on  Section  "ti," 
be  reduced  and  thai  a  bond  in  the  sum 
above  mentioned  be  accepted  in  lien 
thereof.  The  Committee  finds  that  said 
bond  la  in  proper  form  and  that  the  aur- 
ety thereon  ie  sufficient. 

The  Committee,  therefore,  recommends 
that  said  bond,  as  herewith  aubmitl«d, 
be  approved  by  the  Board  of  TmBteea. 

Respectfully  aubmitted, 
(Signed)  Z.  R.  Carter, 

Chairman. 
B.  A.  Eckhart. 
■    Fbank  Wbntbb, 
Committee  on  Finanee." 

(Accompanied  by  bond  in  duplioate.) 

APPROVAL  of  bond  ON  CONTRACT  FOR 
SUB  AND  SUPERSTRUCTURE  OP  RAIL- 
ROAD BRIDBB  CROSSING  THE  CHICAQO 
RIVER  NEAR  TAYLOR  STREET,  AND  RE- 
TORN  OF  CERTAIN  CHECKS. 
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mittee  on  Finance  in  reference  to  the 
approval  of  the  bond  of  the  Pensylva- 
nia  Steel  Company  on  the  contract  for 
the  construction  of  the  sub  and  super- 
structure of  the  railroad  bridge  crossing 
the  Chicago  River  near  Taylor  street,  in 
the  City  of  Chicago,  in  accordance  with 
the  action  of  the  Board  at  the  meeting 
held  May  8, 1899  (page  5671  of  the  Pro- 
ceedings), the  report  bein^  accompanied 
by  said  contract  and  bond  in  duplicate, 
and  recommending  that  said  bond  be 
approved  by  the  BcArd  of  Trustees . 

Mr.  Carter,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

• 

On  roll-call  the  vote  stood:  Teas — 
Messrs.  Braden,  Carter,  Eckhart,  Jones, 
Mallette,  Smyth  and  Wenter — seven. 
Nays — none. 

Upon  this  result  the  Chairman  declared 
the  motion  carried. 

In  the  same  connectpn  Mr.  Carter, 
seconded  by  Mr.  Braden,  moved  that  the 
checks  received  April  26,  1899,  with  bids 
on  the  aforementioned  structures  and 
not  heretofore  returned,  be  returned  to 
the  respective  bidders. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 


The  following  is 

THE   REPORT. 

<*CHiCAao,  May  16, 1899. 

To  the  Honorable,  the  Board  of  TruBtees 
of  the  Sanitary  Dletrict  of  Chicago: 

Qbntlbmen — The  Committee  on  Fi- 
nance, to  whom  was  referred,  at  the 
meeting  of  the  Board  of  Trustees  on 
May  8,  1899  (page  5671  of  the  Proceed- 
ings), the  acceptance  of  the  bond  to  be 
executed  by  the  Pennsylvania  Steel 
Company,  of  Steelton,  Pennsylvania, 
upon  its  contract  for  the  double-track 
rolling  lift  bridge  crossing  the  South 
Branch  of  the  Chicago  River,  between 
Taylor  and  Twelfth  streets,  in  the  City 
of  Chicago,  desires  to  report  herewith 
that  it  has  examined  said  bond  and  finds 
that  the  same  is  in  proper  form,  and  that 
the  surety  thereon  is  sufficient. 

The  Committee,  therefore,  recom- 
mends that  the  said  bond,  as  herewith 


submitted,  be  approved  by  the  Board  of 
.Trustees. 

(Signed)  Z.  R.  Caktbb,  Chairman. 

b.  a.  eokhabt, 

Fbank  Wbntbb, 

Alex.  J.  Jonbs, 

Committee  on  Finance.^* 

(Accompanied  by  contract  and  bond  in 
duplicate.) 


The  following  is 


(i 


THE  contract 


SANITARY   DISTRICT  OP  CHICAGO. 


Contract  and  specfflcatlons  for  the  substruc- 
ture and  superstructure  of  the  double  track 
rolling  lift  bridge,  of  the  Scherzer  type, 
crossing  the  south  branch  of  the  Chicago 
River  between  Taylor  street  and  Twel  fth 
street  in  the  City  of  Chicago,  to  be  built 
for  the  use  of  the  Chicago  Terminal  Trans- 
fer Railroad  Company. 

This  AOKEBMEXT/Madfc  and  entered  into 
this  fifteenth  liay  of  May,  A.  D.  1899,  by  and 
between  the  Sanitary  District  of  Chicago,  of 
the  first  part,  and  Pennsylvania  Steel  Com- 
pany, a  corporation  organized  and  existing 
under  the  laws  of  the  State  of  Pennsylvania, 
of  the  City  of  Steelton  in  the  State  of  Penn- 
sylvania, of  the  second  part. 

A— 

WITNESSETH  :  That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  covenant, 
contract  and  agree  with  the  said  party  of  the 
first  part,  for  the  consideration  of  the  pay- 
ments to  be  made  as  provided  for  herein,  to  the 
said  party  of  the  second  part  by  the  said  party 
of  the  first  part,  and  under  a  penalty  ex- 
pressed in  a  bond  bearing  even  dat;e  herewith, 
at  his  own  proper  cost  and  expense  to  do  all 
the  work  and  to  furnish  all  material,  tools, 
labor,  and  all  appliances  and  appurtenances 
called  for  by  this  agreement,  in  the  manner 
and  under  the  conditions  hereinafter  stipu- 
lated, that  are  necessary  to  the  complete  do- 
ing of  the  work  known  and  distinguished  by 
the  specifications  herein  contained,  and  the 
plans  accompanying  them,  as  the  double- 
track  Rolling  Lift  Bridge  for  the  Chicago 
Terminal  Transfer  Railroad  Company,  cross- 
ing the  South  Branch  of  the  Chicago  River 


1 


It  JB  further  coTeonnted.  coBtracted  and 
Bj^creed,  that  the  vork  Bhall  be  executed  uDder 
the  direction  and  superrisloii  of  the  Cblef 
Eaglaeerof  tbeSaDitar;  District  of  Chlt^&go, 
and  htx  properly  authorized  *(ceats,  by  whoBe 
meaEureinentB  and  calculiLt loos  the  tguftatltles 
and  amounts  of  the  seTeral  kinds  ot  nork 
performed  under  this  contract  shall  be  deter- 
mined, and  on  whose  inspection  all  nrork  shall 
be  accepted  or  condeniDed.  Tbe  said  Chief 
Eueineer and  bli  properly  authorized  agents 
Bhall  have  full  power  to  reject  or  condemn  ail 
materials  furnished  or  work  performed  under 
this  centract  which  do  not  fully  conform  to 
its  ipirit  and  to  the  terms  and  conditions 
herein  expressed  :  and  the  Chief  Enslaeer 
shall  decide  every  en);lneerlag  question  nhlch 
may  arise  between  the  parties  hereto  relative 
to  the  executlDn  thereof  and  his  decisien  shall 
lie  llnal  and  binding  upon  both  parties. 
Wbereier  reference  is  made  to  the  Chief 
Engineer  af  the  Railroad  Company,  the  Chief 
Engineer  ot  tbe  Cbicaffo  Terminal  Transfer 
Railroad  Company  is  meant. 

C- 

TbeSeberzer  RoUlnKl-iirt  Bridge  Company 
and  the  Chief  Englnear  or  the  Railroad  Coeii- 
pany  will  exatiilnc  and  check  tbe  shop  plans 


forth 


iuperv 


citei 


struction  and  erection,  si>  that  th« 
be  constructed  In  conformity  with  the  de- 
signs, plans  and  speclBcatlunsot  IbeSeherzer 
Rolling  Lift  Bridge  Company.  All  shop 
plans  and  all  wurk  and  material  must  be  ap- 
proved in  wriliog  by  the  ScherKer  Rolling 
Lift  Bridge  Company,  In  addition  to  the  ap- 
proval of  tbe  Chief  Engineer. 


Wherever  tbe  words  "Sanitary  District" 
are  used  in  this  contract  they  shall  be  under- 
stood to  mean  the  Sanitary  District  of  Chi- 
cago as  repceeented  by  the  Board  ut  Trustoca 
of  the  Sanitary  Dlstrlcl,  or  thelrduly  author- 
ized and  accredited  agents. 

Wherever  the  words  ■■Chief  Engineer"  or 
'■Engineer"  are  used  herein  they  shal)  be 
understood  to  mean  tbe  Chief  Engineer  ot 
the  Sanitary  District  of  Chicaso,  or  his  prop- 
erly authorized  agents,  limited  by  tbe  partic- 
ular duties  Intrusted  to  them. 


Wherever 


;  word  "Contractor"  la  used 


kereln  It  shall  be  understood  to  moan  th« 
person  or  parsons  or  co-partnership  or  cor- 
poration entering  into  the  contract  as  part; 
of  tbe  second  part. 

Tbe  followlDg  ordinance  passed  by  Ine 
Board  of  Trustees  of  the  BftniUlr  District  of 
Chicago,  June  '^Bd.  IKIT,  Is  hei-eby  made  a 
part  of  this  contract,  and  the  party  of  the 
second  part  agrees  to  comply  with  Its  provis- 
ions, a  ad  in  case  of  violation  ttereof,  to  bB 
subject  to  the  penalties  therein  authorized  to 
be  imposed : 
"Be  it 

."Section  1.  That  In  Che  preparation  ot  nil 
future  spectBcatlons  for  contrarls  for  the 
conitruction  of  the  Main  Channel  and  auxil- 
iary works,  the  Engineering  Duptrtraent 
shall  provide  that  such  contracts  shall  Lie  ex:- 
ecuted  in  conformance  with  thp law  consti- 
tuting eight  (8)  hours  a  lezal  day's  work  in 
all  contracts  under  the -BanitBr.v  District  of 
Chicago,  and  that  In  tbe  employment  o(  Ih- 
bor  contractors  shall  be  required  and  apeclft- 
callj  agree  to  give  preference  to  ualou  lubuv. 

"Sbo.  2.  That  all  contracts  hereafter  ex- 
ecuted for  the  works  of  the  Sanitary  District 
of  Chicagosball  conlala  provisions  conitUut- 
Ing  eight  (8)  hoars  a  legal  4ay'B  work,  and 
forbidding  the  employment  of  any  employe  or 
employes  for  a  longer  period  than  eight  (Sy 
hours  in  any  twenty-tour  (34)  hours,  and 
that  said  contract  shall  vast  specific  authority 
in  the  Police  Department  of  tha  Sanitary 
District  of  Chicago  to  exercise  supervision  for 
tbe  enforcement  of  this  provision,  and  shal! 
provide  that  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  shall  l>e  em- 
powered in  ail  cases  of  violation  of  said 
eight  (H)  hour  law,  to  deduct  and  retain  from 
any  money  accruing  to  said  contractors  a 
sum  as  Il<iuidated  damages  at  the  rate  of  five 
dollars  {KiJK))  per  b>ur  for  each  employe 
who  shall  be  reiiulred  to  work  in  excess  of 
eight  (!j>  hours  per  day  by  a 
said  Canal." 


;  drawings  form  part  of 
The  flgured  dimensions 
re  to  ije  taken  whenever 


these  specifications 
on  the  drawings  i 
they  do  not  agree 
lalned  hy  scaling  (i 


;  used  shall  be  either  Pon- 
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toosiac,  Anamosa,  Bedford  stone,  or  an 
equally  good  «tone,  the  quality  subject  to  the 
approval  of  the  Chief  £ng:ineer.  It  shall  be 
sound  and  durable,  free  from  drys,  shakes  or 
flaws,  and  of  a  character  that  will  withstand 
the  action  of  the  weather.  All  stone  must  be 
quarried  without  the  excessive  use  of  ex- 
plosives, and  shall  be, taken  out  whenever 
practicable  by  the  use  of  plug  and  feather. 
It  shall  be  quarried  in  time  to  season  against 
frost  before  bein^  used. 

Cement . 

2.  The  V^st  Portland  and  natural  cements 
shall  be  used  on  this  work,  brand  and  quality 
to  be  subject  to  the  approval  of  the  Chief 
Engineer.  The  weight  per  cubic  foot  of 
Portland  cement  shall  be  not  less  than  one 
hundred  (100)  pounds,  and  for  natural 
cement  shall  oe  not  less  than  sixty-seven  (67) 
pounds.  The  development  of  tensile  strensrth 
for  Portland  cement  shall  be  not  less  than 
four  hundred  (400)  pounds  per  square  inch, 
and  for  natural  cement  not  less  than  one 
hundred  (100)  pounds  per  square  inch,  after 
being  exposed  one  (1)  day  in  air  and  six  (6) 
days  In  water.  All  lumpy,  dirty  or  damaged 
cement  shall  be  rejected;  also  damaged  or 
short  weight  packages. 

• 

Sand, 

8.  The  sand  used  shall  be  coarse,  clean 
and  sharp,  free  from  all  clay,  loam  or  gravel, 
and  shall  be  well  screened  and  of  a  quality 
approved  by  the  Chief  Engineer. 

Mortar. 

4.  When  Portland  cement  mortar  is  used 
for  beds  and  joints,  it  shall  be  mixed  in  pro- 
p<^tions  of  one  (1)  part  of  cement  to  three 

(8)  parts  of  sand.  When  mortar  is  used  for 
facing  pita  and  for  grout  it  shall  be  mixed 
one  (1)  part  cement  and  two  (2)  parts  sand. 
When  it  is  used  for  pointing  one  (1)  part 
cement  and  one  (1)  part  sand. 

PUes. 

5.  Piles  to  be  of  white  or  burr  oak, 
sound  and  straight,  not  less  than  fourteen 
(14)  inches  at  the  butt  and  not  less  than  nine 

(9)  inches  at  the  small  end,  with  uniform 
taper. 

Timber. 

6.  Timber  used  in  foundations  and  pier 
protections  shall  be  white  oak,  sound,  straight 
and  free    from  wind  shakes. 

Sheet  Paing, 
'     7.    Sheet  piling  and  bracing  may  be  of  any 


timber  suitable  for  the  purpose  and  shall  be 
of  such  dimensions  and  placed  as  directed  by 
the  Engineer. 

CLASS  OF  WORK. 

Kxeavation. 

8.  All  foundations  shall  be  prepared  to  re- 
ceive the  masonry  by  the  Contractor,  who 
shall  make  excavation  to  such  a  depth  and 
width  as  directed  by  the  Engineer.  The  Con- 
tractor shall  also,  where  necessary,  supply 
and  operate,  free  of  cost,  all  pumps  in  order 
to  keep  the  foundation  excavation  dry.  The 
Contractor  shall  provide,  drive,  frame  and 
place  all  sheet  piling  or  other  timber  work 
necessary  to  the  successful  excavation  and 
protection  of  the  foundation  excavation,  and 
shall  maintain  the  same  until  masonry  shall 
have  been  built.  All  material  except  such 
as  shall  be  needed  for  filling  back  of  and 
around  the  masonry  shall  be  removed  entirely 
from  the  right  of  way  and  lands  of  the  Rail- 
road Company  and  disposed  of  as  the  con- 
tractor may  see  fit,  free  of  all  cost  or  expense 
to  the  said  Railroad  Company  or  to  the 
Sanitary  District  of  Chicago;  but  no  material 
so  excavated  shall  be  deposited  in  the  Chi- 
cago River  or  any  navigable  waters,  save  as 
permitted  by  the  proper  authorities  of  the 
United  States  Engineer  Department.  All 
refilling  ordered  by  the  Engineer  shall  t>e 
done  without  extra  cost  to  the  Sanitary  Dis- 
trict. 

b^mndation  PUes. 

9.  All  piles  must  be  driven  by  a  steam 
hammer,  unless  otherwise  directed  by  the 
Engineer.  If  in  the  opinion  of  the  Engineer, 
any  pile  proves  imperfect  or  })ecomes  unfit 
for  use  under  the  hammer,  or  is  not  driven 
straight  or  plumb,  it  must  be  removed  by  the 
contractor  without  extra  cost.  If  so  directed 
by  the  Engineer,  the  piles  shall  have  the  bark 
removed.  Should  any  of  the  piles  raise  or 
change  their  position  after  being  driven,  they 
shall,  if  so  directed  by  the  Engineer,  be  re- 
driven  at  the  expense  of  the  contractor.  All 
piles  must  be  cut  level  and  at  proper  eleva- 
tion. Payment  for  piles  to  be  on  the  follow- 
ing basis:  1st:  Per  lineal  foot  for  all  piles 
delivered,  on  the  order  of  the  Engineer,  at  the 
site  of  the  worl<.  2nd:  For  all  piles  driven, 
per  lineal  foot  below  the  cut-ofif  line,  the 
prices  designated  on  the  bid. 

FoundatUm  Tirtiber. 

10.  Payment  for  timber  used  to  be  per  one 
thousand  (1,000)  feet  B.  M.,  in  the  completed 


M.,  i:,l  —5; 

vork.  as  called  (or  b;  tha  bills  oF  material 
elven  lij  the  EagrinBer,  which  bill*  shall  cover 
Ibe  waato  ordinarily  Incident  (o  trainlnir. 
All  tnateriftU  (cotter  dfims,  sheet  piling, 
piles,  rubbish,  el«.)  not  required  In  the  Hn- 
Ished  structure  shull  be  removed  by  the  con- 
tractor wllhoat  ertra  cost,  aa  directed  by  the 
EDgineer. 

Purlin nd  Cement  CnuertU. 
11.     Concrete  shall  ko  made  In  the  propor- 

o(  sand  and  six  (iJ)  parts  or  broken  slone.  It 
shall  be  mixed  hy  maclilnery,  11  bo  directed 
by  the  Chief  Enifiueer.  or  II  mlsed  by  band  It 
shall  be  done  upon  a  suitable  platform.  Care 
Tiust  be  taken  to  firbt  thoroughly  luln  the  dry 
cement  and  aaud,  after  which  stone  shall  be 
added,  totrother  with  a  proper  amount  of 
water,  ail  to  bo  thorouRhly  mixed;  water  to 
be  applied  by  a  aprlnkllng  pot.  On  belae 
placed,  the  concrete  shall  have  a  wetness 
Buch  as  to  permit  quaking  or  mobility  likened 
to  llTOr,  The  stone  tor  concrete  of  a  iiualltj 
approved  by  the  Enttineer,  broken  into  angu- 
lar pieces  o(  a  size  small  onough  to  pass 
through  a  ring  two  (3)  Inches  in  diameter, 
and  bo  entirely  tree  from  dust,  sand,  dirt  and 
any  foreign  substance.  The  stone  must  be 
thoroughly  drenched  with  clear  water  before 
mliing  with  the  mortar.  The  concrete  is  to  be 
deposited  in  layers  not  exceeding  six  (fi) 
inches  In  tblckneBs,  as  directed  by  Ihe  En- 
gineer, and  to  be  thoroughly  lamped  or 
rammed. 


manner  as  spet;iaed  abore  for  Portland  cement 
concrete,  except  that  the  proportion  shall  be 
one  (1)  part  cement,  two  and  one-half  (a>^) 
parts  sand  and  live  (,'>)  parts  of  broken  stone. 


13,  AH  masonry  shall  cansist  of  pitched 

draft,   rock -faced    work,   built    in   regular 

or  more  than  thirty  (80)  inches  In  vertical 
height,  and  in  no  case  shall  a  course  overlie 
one  of  less  thickness.  The  rock  face  shall 
not  project  leas  than  one  (I)  or  more  than 
three  (S)  Inches  beyond  the  pitch-line  joints. 

14,  Abutments  and  piers  shall  have 
chiseled  draft  two  (2j  inches  in  width  on  cor- 
ners •nly.  The  stoue  shall  he  rectangular  In 
form.  No  stretcher  shall  be  less  than  three 
(B)  or  more  than  six  (6)  feel  long,  and  the 
upper  or  lower  bed  shall  be  of  a  width   not 


leas  than  one  and  one-half   { 
vertical  height. 

IS,  Headers  must  not  be 
than  four  (4)  feet  or  thnio 
thickness  of  tt 


11  will  w 


and  one-half  Hmes  the  vertl'.-al  hol^tit. 

16,  Allstonesmustbelaldoa  Iheir  natural 
beds,  the  largest  bed  dowu;  the  beds  well 
dressed,  parallel  and  true,  ajid  as  large  as  the 
stone  will  admltof.  The  beds  and  tildes  of  the 

form   joints  not  exceeding  ine-haif  ('i,!  Inch 


IT.  The  joints  shall  be  biirizontal  and  ver- 
bal, and  the  venlcal  joints  shull  break  not 
welve  (13)  Inches.     Vertical  joints 

ihall   bo  dressed  close  for  at  leiiU  twelve  (13) 

ncbes  back  from  the  lace. 


The 


will   ( 


of   hen 


IH)  "f  each  course  shall  dc  honders.  They 
shall  be  arranged  so  as  to  overlie  n 
stretcher  iu  the  course  below,  end  the  head- 
ers and  backing  shall  lie  arranged  so  as  to 
form  a  bond  throughout  the  masonry;  no 
break  to  be  less  than  twelve  i  Vij  Inchc.*, 

19,  All  masonry  must  be  neaUj  pointed 
with  cement  mortar,  flnelv  tempered.  Ko 
masonry  shall  be  covered  until  it  baa  been 
inspected  and  approved  by  the  Chief  En- 
gineer, and  any  defective  work  shall  ba  re- 
moved and  rebuilt  by  the  Contractor  at  his 

30.  All  stone  must  be  moistened  before  be- 
ing laid  and  tiefore  any  succeeding  course  is 
placed  upon  It, 

21.  No  spalls  shall  be  used  In  horizontal 
joints. 

33.  All  coping  must  be  dressed  and  set 
level  and  to  exact  elevation  given  by  the  En- 
gineer, Care  must  be  used  in  handling  stone 
not  to  injure  the  joints  o(  those  already  laid; 
and  in  case  a  Btenc  Is  moved  after  be  ins  set 
and  the  joint  broken,  the  stone  must  be  taken 
out,  the  mortar  thoroughly  cleaned  from  the 
bads  and  joints,  and  the  stone  reset.  Ma- 
sonry and  backing  to  be  laid  In  good  full  beds 
of  mortar,  the  fare  stones  of  each  course  of 
masonry  brought  to  a  bearing  with  a  wooden 
mall,  and  tbe  interior  of  eiich  course  thor- 
oughly jointed  and  leveled  off  before  tbe 
next  course  Is  started, 

23.    HikBonry  shall  not  be  laid  in  freezing' 
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weather  without  written  permission  from  the 
Chief  Ent^ineer.  Any  masonry  so  laid  in 
freezing  weather  shall  have  joints  raked  out 
and  pointed  in  the  spring  at  the  expense  of 
the  Contractor.  Should  masonry  be  laid  in 
freezintr  weather,  the  stone  shall  be  suffic- 
iently warmed  to  remove  all  ice  from  surface, 
and  the  mortar  mixed  with  brine,  made  by 
dissolving  one  (1)  pound  of  salt  to  eighteen 
(18)  gallons  of  water  when  the  temperature 
is  thirty-two  (82)  degrees  Fahrenheit,  adding 
one  (1)  ounce  of  salt  for  each  degree  the  tem- 
perature is  below  thirty -two  (32)  degrees. 

P-tintina. 

24.  All  masonry  shall  be  pointed,  so  as  to 
All  the  joints  soljd.  The  surface  of  the  wall 
to  be  scraped  clean  and  the  joints  freed  of  all 
mortar  to  a  depth  of  one  and  one-half  {l}4) 
incties,  and  refilled  solid  by  using  proper 
ramming  tools.  Joints  must  be  well  wet  be- 
fore pointing. 

Cramps, 

25.  Cramps  shall  be  of  such  number  and 
dimensions  as  shown  on  plan;  these  cramps 
to  be  fitted  into  the  course  after  it  is  laid  and 
to  be  countersunlc;  and  all  the  holes  shall  be 
filled  with  grout  made  of  Portland  cement 
after  the  cramps  are  inserted.  The  cost  of 
furnishing  and  placing  these  cramps  shall  be 
included  in  the  price  bid  per  cubic  yard  for 
masonry. 

Protectinn. 

26.  The  large  corner  clamps  of  the  protec- 
tions shall  be  of  forty  (40)  foot  oalc  piles 
securely  bound  together  with  five  (5)  laps  of 
three-quarter  (^)  inch  chain,  spiked  all 
around  with  six  by  one-fourth  (6x>^)  inch 
wrought  iron  spikes.  The  piles  in  front  and 
flank  aprons  will  be  of  oak  forty  (40)  feet 
long  and  spacnd  as  shown.  Caps  to  be  twelve 
by  twelve  (12x12)  inch  oak,  and  wales  of  eight 
by  twelve  (8x12)  inch  oak,  all  secured  as 
shown. 

Measurement. 

27.  Measurement  of  all  masonry  shall  be 
by  the  cubic  yard,  and  payments  shall  be 
raade  upon  the  actual  cubical  contents  of  the 
completed  masonry  within  the  lines  as  shown 
on  plan. 

Air-Pipe, 

26.  The  comtractor  will  furnish  and  put  in 
place  in  a  channel  across  the  river  as  shown 
upon  drawing  No.  1,  at  a  point  26  feet  below 
datum,  ft  3-inch  XX  galvanized  iron  air  pipe 


substantially  parallel  with  the  bridge,  to  be 
constructed,  as  herein  specified,  on  the  north 
side  thereof  from  the  east  dock  line  of  the 
Chicago  River  to  the  west  dock  line  of  said 
river,  including  all  angles,  L^s  and  connect- 
ing joints  and  the  vertical  portion  of  pipe 
from  a  point  26  feet  below  datum  to  the  top 
of  doctc  on  eax:h  side  of  river. 

SPBCIPICATIONS   FOR  SUPEUSTRUCTURE. 

Witrh  Included. 

1.  The  worK  to  be  done  under  this  con- 
tract consists  in  furnishing  all  materials  and 
labor  and  erecting  complete  in  place,  ready 
for  operation,  the  superstructure,  operating 
machinery,  houses,  etc.,  locks,  electrical 
equipment,  ties  and  guard  rails,  with  neces- 
sary spikes,  bolts  and  washers,  as  well  as 
all  iron  and  steel  in  the  substructure  for  the 
above  proposed  bridge. 

!<%/eetfiM.tion9. 

2.  The  General  Specifications  for  Steel 
Railroad  Bridges  and  Viaducts,  'by  Theodore 
Cooper,  1896  Edition,  shall  govern  in  regard 
to  quality  of  material,  proportion  of  parts, 
general  details  of  construction, workmanship, 
painting,  erection  and  inspection  and  in  all 
other  respects,  except  in  the  changes  and  ad- 
ditions herein  specified. 

Qeueial  Plana. 

3.  The  structure  shall  be  built  in  accord- 
ance with  the  general  plans  accompanying 
these  specifications,  which  general  plans  shall 
be  considered  a  part  of  these  specifications. 
These  general  plans  shall  be  carefully  checked 
by  the  Contractor  before  beginning  work. 
Should  any  errors  be  discovered,  the  Chief 
Engineer's  attention  shall  be  called  to  the 
same  and  corrections  made,  after  which  the 
Contractor  shall  be  responsiole  for  all  errors 
which  may  occur,  or  which  may  have  oc- 
curred. 

Shop  Plans. 

4.  All  shop  plans  shall  be  made  by  and 
at  the  expense  of  the  Contractor  and 
shall  be  submitted  to  the  Chief  Engineer 
of  the  Railroad  Company  for  approval  be- 
fore beginning  work.  Such  shop  plans  shall 
have  a  uniform  size  of  twenty-six  (26) 
inches  by  forty  (40)  inches,  inside  border 
lines,  with  a  border  margin  of  one-half  (3^) 
inch.  When  submitted  for  approval  one 
complete  set  of  prints  of  such  shop  plans 
shall  be  sent  to  the  Sanitary  District  of  Chi- 
cago and  one  complete  set  to  the  Scherzcr 
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RoUiag  Lift  Bridge  Company.  The  Con- 
traclor  shall  turalsh  tbe  Saniurj  District  ol 
Chlcitgo  wltb  six  ci>iiiplBt«  seta  and  tbeSchur- 
zer  Rolllni  Lirt  Bridge  Company  wilh  two 
complete  seta  o(  blue  prints  ot  these  upprOTed 
plana,  tree  of  coat.  No  alterations  of  ap- 
proved plans  will  be  permlttei)  to  be  made  by 
the  Contractor  without  the  wrilten  conaent 
of  the  Chief  Enftineer.  The  approval  of  the 
Chief  EQKlneer  win  not  relieve  the  Contractor 
from  the  responsibility  ot  errors  thereon. 

QUALITT    OF    HATERItL. 

tTrouir'it  Iran. 

5.  All  iron  used  for  rivets  shall  have  an 
ultimate  tensile  strength  of  not  leas  than 
forty-elKht  thousand  (*S,000)  pounds  per 
square  inph,  an  elastic  limit  of  at  least  iwen- 
tj-sli  thnasand  (3B.OO0)  pounds  per  square 
Inch,  and  an  elontratlon  of  at  least  twenty 
(20)  per  cent  in  eight  (8)  inches,  and  be  so 
ductile  that  when  l>ent  cold  through  one 
hundred  and  eighty  (IS0|  degrees  and  ham- 
mered down  (lal  on  Itself,  It  shall  show  no 
BlgD  of  fracture  on  convex  side  of  curve. 

sue!. 

6.  All  Steel  shall  be  unllorm  In  quality  and 
made  by  the  "Open  Heanb"  process. 

Sinictural  S'eet. 

7.  All  structural  steel  shall  be  medium 
ateel,  uniform  In  quality,  and  shall  he  made 
by  tbe  "Open  Hearth"  process.  Tests  shall 
be  made  upon  pieces  cut  from  the  finished 
material,  and  shall  be  not  leea  than  one-half 
Oil  square  Inch  in  nectlonal  area.  Two 
(3)  pieces,  one  (!)  for  tensile  test,  and 
one  (1  >  for  bending  tast,  shall  be  furn- 
ished from  each  blow  or  cast,  and  so 
selected  that  each  heat  or  furnace  full 
of  billets,  blooms  or  slabs  shall  be  repre- 
sented by  at  least  one  (1)  test  to  prove  the 
condition  of  the  metal  after  reheating,  roll- 
ing, etc.  When  tested  In  specimens  as  above, 
medium  steel  shall  have  an  ultimate  tensile 
Btrenijth  o(  f»m  sixty  thousand  |60.01K)|  to 
siity-elght  thouaand  (68,000)  pounds  per 
Bijnara  Inch,  an  elastic  limit  of  not  less  than 
thlrty-slx  thousand  (38,000)  pounds  per 
square  inch,  shall  elongate  not  loss  than 
twenty-flve  CiS)  percent,  in  eight  (8)  Inches. 
and  show  a  reduction  of  area  at  point  of 
fracture  of  not  less  than  forty  (*))  per  cent. 
The  test  piece  must  also  bend  cold  one  hun- 
dred and  eighty  (180)  degrees  around  a  curve 
whose  diameter  Is  equal  to  the  thickness  of 
the  piece  without  crack  or  flaw  on  convex 


side  of  bend.  A  hole  pouched  fors  [lirec- 
quarter  i?^ )  Inch  rivet,  one  and  urn 
|I!i)  inches  from  the  edge  of  plate.  Ehi 
capable  of  being  enlarged  by  drifting  i 
and  one-eighth  (l.V)  Inches  In  aini 
without  alga  of  fracture. 


strength  of  Bfty  th 
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9,     All   hand   dri 

en  rivets,  whetue 

or  Held,  shall  be  of 

the  beat  quality  • 

iron,  as  specified. 

ken    from   all   gr 

ateel.  after  being  heated  to  a  light  cbcrry  red 
(as  seen  In  the  dark)  and  quenched  in  writer 
ot  eighty-two  (83|  degrees  Pahrenheit,  must 
conform  to  the  bending  requirements  above. 
C'ftemlcai  AiiulW't 

11,  The  chemical  analysis  for  carbon  and 
phosphorus  of  each  blow  or  cast  must  be 
furnlahed  to  the  Engineer,  or  his  luBpeetnr.s. 
before  any  of  the  material  rolled  from  said 
blow  or  cast  is  shipped  from  the  mill,  Phos- 
phorus must  not  exceed  eight  one.hu  ndredths 
(,03)  per  cent,  for  add  steel,  or  six  one  bun- 

■drodlha  (,Ofl)  percent,  for  basic  ste*l. 
CltliijUilUB  «Jid  AUerationa. 

12,  All  blooms,  billets  or  slabs  shall  he 
examined  for  surface  defects,  flaws  or  blow 
holes  before  being  rolled  Into  the  finished 
sections,  and  such  chlpplngs  and  alterations 
made  as  will  secure  perfect  solldliv  In  the 
finished  sections. 


Mi'rhlMU 


13,    The  origin 

d  blow  or  cast  nu 

be  painted   or  stamped  on  all  bloo 

or  slabs.  In  order  to  Identify  th 

facture;  and  the  original  blow  or 
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buckles,  flaws,  cracks,  ragcred  ed^es  or  any 
other  defects,  and  must  be  straight  through- 
out and  true  to  section. 

Britllc  Steel. 

15.  No  steel  which  proves  brittle  shall  be 
used  under  any  circumstances;  if  it  develops 
this  character  at  any  stiige  of  its  manufact- 
ure, it  shall  be  at  once  condemned  and  other 
material  used.  The  object  of  the  more  par- 
titular  clauses,  hereto  relatinjj,  being  to 
guard  against  the  possibility  of  the  use  of 
this  class  of  metal. 

Steel  Castinus. 

16.  All  steel  castinjjs  shall  have  an  ulti- 
mate strength  of  not  less  than  sixty-two 
thousand  five  hundred  (62,500)  pounds  per 
square  inch,  an  elastic  limit  of  not  less  than 
thirty  thousand  (30,000)  pounds  per  square 
inch,  shall  elongate  not  less  than  fifteen  (15) 
percent,  in  eight  (8)  inches  and  show  a  re- 
duction at  point  of  fracture  of  not  less  than 
20  per  cent.  The  amount  of  phosphorus  con- 
tained shall  not  exceed  eight  one-hundredths 
(.08)  per  cent.  All  steel  castings  shall  be 
sound  and  free  from  blow  holes  and  rough- 
ness, sponginess,  pitting,  shrinkage-cracks 
and  other  cracks,  cavities,  etc.,  and  shall  be 
thoroughly  annealed  according  to  the  best 
liracticc.  Each  cast  shall  be  so  made  that 
sufficient  number  of  test  pieces  can  be  cut  as 
to  enable  the  Engineer  or  Inspector  to  satisfy 
himself  of  its  quality. 

Miirhinent  Steel. 

17.  The  materials  used  for  shafting  and 
forgings,  except  where  otherwise  specified, 
shall  be  of  ''medium^  basic  or  acid  Open 
Hearth  steel,  of  a  good  finish  and  uniform 
quality,  in  which  phosphorus  shall  not  ex- 
ceed six  one-hundredths  (.06)  percent.,  and 
sulphur  five  one-hundredths  (.05)  per  cent. 
Wken  tested  in  specimens  of  not  less  than 
one-half  square  inch  section,  it  must  show 
an  ultimate  strentrth  of  sixty  thousand 
(60,000)  to  sixty-eight  thousand  (68,000) 
pounds  per  square  inch,  with  an  elastic  limit 
of  at  least  forty-eight  (4S)  per  cent,  of  the 
ultimate,  and  an  elongation  of  at  least  twen- 
ty-five (35)  per  cent,  in  eight  (8)  inches,  and 
it  must  bend,  cold,  one  hundred  and  eighty 
(180)  degrees  over  a  diameter  equal  to  its 
thickness. 

PhoHphar  firniize. 

IS.  Phosphor  bronze  shall  be  of  the  best 
quality  for  the  purpose  for  which  it  is  to  be 
used.    The  castings  shall  contain  eighty-eight 


(88)  percent,  of  copper  and  twelve  (12)  per 
cent,  of  phosphorized  tin ;  the  phosphorlzed 
tin  to  contain  five  (5)  per  cent,  of  phosphor- 
us. Upon  each  casting  shall  be  cast  suitable 
test  pieces,  which,  in  breaking,  must  show  a 
good  uniform  metal,  and  when  broken  in 
testing  machine  shall  show  at  least  forty 
thousand  (40,000)  pounds  ultimate  tensile 
strength. 

Babbit  Metal. 

19.  All  the  babbit  metal  used  shall  have 
the  following  composition:  Fifty  (50)  parts 
tin;  one  d)  part  copper;  five  (5)  parts  anti- 
mony. 

Counter  WeUjht. 

20.  The  counter  weight  blocks  may  be  of 
sash  weight,  or  any  other  metal  equally  as 
good.  They  must  be  smooth  and  true  to 
dimensions,  within  one-fourth  (^4)  inch,  and 
free  from  cracks  and  blow  holes. 

Live  Load. 

21.  The  live  load  used  in  calculations 
shall  be  five  thousand  (5,000)  pounds  per 
lineal  foot  of  track,  plus  a  concentrated 
weight  of  fifty  thousand  (50,000 1  pounds  on 
any  part  of  each  track. 

WOUKMAN8HIP. 

Hia  racier  nf  Wnrk. 

22.  More  than  ordinary  care  must  be  taken 
to  have  all  workmanship  strictly  first-class. 
The  bearings  for  all  shafts  must  be  set  to  a 
true  line,  parallel,  and  the  proper  distance 
between  centers.  No  shimming  will  be  al- 
lowed. All  bolt  holes  for  connection  to  the 
structure  of  any  part  of  the  work  to  be  done 
under  these  specifications  must  be  drilled  in 
the  field,  and  all  bolts  must  be  turned  to  a 
driving  fit.  All  shafting  must  be  turned, 
care  being  taken  to  leave  proper  fillets  at 
points  where  the  diameter  Is  reduced.  All 
parts  of  the  machinery  shall  be  so  designed 
as  to  be  readily  removed  and  replaced  by  new 
parts. 

Nut  Uwks. 

28.  Positive  nut  locks  for  all  bolts  shall  be 
furnished,  subject  to  the  approval  of  the 
Chief  Engineer  of  the  railroad  company. 

Gear  Wheeln. 

24.  All  gear  wheels  must  be  bored  to 
closely  fit  their  axles  or  shafts,  and  properly 
keyed  to  the  same.  They  shall  be  of  cast 
steel  as  herein  specified,  and  one  duplicate  of 
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each  different  gear  shall  be  furnished  by  the 
Contractor,  if  ordered  by  the  Chief  Engineer, 
at  the  price  per  pound  named  in  the  bids. 

BearivQii, 

25.  All  bearingrs,  unless  otherwise  shown 
on  plans,  shall  be  babbitted.  The  bearings 
for  the  thrust  blocks  to  be  faced  and  fitted 
tijrht. 

Oil  Cupti. 

26.  Proper  provision  must  be  made  for  oil- 
ing all  bearings,  using  oil-cups  that  will  be 
acceptable  to  the  Chief  Engineer. 

IrreituHiHtifn. 

27.  Any  irregularities  that  may  occur  In 
the  teeth  of  the  gear  or  rack  castings  must 
be  chipped  to  template. 

Wrenches. 

28.  Suitable  wrenches  to  fit  the  nuts  of  all 
bolts  shall  be  furnished  by  the  Contractor 
without  extra  charge. 

Track  Girders. 

29.  The  web  plates  and  all  diaphragms  and 
top  cover  plates  of  the  '*traok  eirders"  must  be 
faced  on  top;  the  cast  steel  track  plate  must 
get  perfect  bearing  on  them.  The  cast  steel 
track  plate  must  be  planed  on  top  and  bot- 
tom and  the  projecting  teeth  on  all  four  sides 
to  true  width  and  pitch. 

Segmeutnl  Girders. 

30.  The  segmental  girders,  with  their 
track  plates  and  the  several  posts  connecting 
to  them,  must  be  assembled  in  the  shop  and 
all  rivet  holes  reamed  to  proper  size  and  all 
pieces  properly  marked  before  taking  them 
apart.  The  web  plates  of  these  segmental 
girders,  side  plates,  and  the  angle  flanges  must 
be  faced  absolutely  true  to  the  circle 
called  for  and  out  of  wind.  The  track  plates 
must  be  faced  on  top,  bottom  and  ends  to 
get  a  perfect  bearing  on  them  an  also  pre- 
sent a  true  circular  surface  on  the  outside. 
The  S(iuare  holes  in  the  track  plates  which 
engage  with  the  teeth  on  the  track  girders 
must  be  cut  out  to  exact  pitch,  and  the  width 
must  be  such  that  the  lateral  play  Is  not 
more  than  }^  inch.  The  end  of  the  track 
plates  must  be  straight  and  true  to  afford  a 
perfect  bearing  on  the  track  girders. 

Oiw.riiliinj  Stntts. 

81.  The  operating  struts  must  be  perfectly 
true  and  straight  for  their  full  length.  The 
cast  steel  rack  forming  a  part  of  them  must 
be  planed  on  both  sides  and  both  ends  and  on 
•he  edges  at    the    sides  of  the  teeth   to  the 


height  of  the  pitch  line  and  riveted  up 
so  that  the  pitch  i  4  uniform  and  the  pitch 
line  absolutely  straight.  The  pin  holes 
must  be  bored  exactly  at  right  angles  with 
th«  center  lines  of  the  strut  and  parallel 
with  the  center  line  of  the  teeth. 

ELECTRICAL  EQUIPMENT. 

Locks. 

32.  The  center  lock  shown  on  Sheet  6-C- 
12  consists  of  a  long  tongue  fastened  between 
the  members  of  each  lower  chord  of  the  West 
leaf  extending  Into  the  members  of  the  lower 
chord  of  the  East  leaf  and  resting  on  a  dia- 
phragm fastened  between  the  members  of  the 
East  leaf.  It  also  consists  of  a  short  extension 
of  the  members  of  the  lower  chord  of  the  East 
leaf  resting  on  brackets  fastened  to  the  mem- 
bers of  the  West  leaf.  In  operating  the  bridge 
the  East  leaf  will  be  lowered  first  to  a  position 
in  which  the  West  leaf  brackets  will  clear 
the  Easi  leaf  extension  within  a  few  inches; 
then  the  West  leaf  will  be  lowered  until  its 
tongue  touches  the  East  leaf  diaphragm,  after 
which  both  leaves  will  come  down  together. 
Indicators  must  be  provided  which  will  show 
the  position  of  each  leaf  during  operation 
to  each  operator,  day  and  night. 

There  shall  be  two  rear  locks  for  each  leaf 
of  the  bridge  located  and  attached  as  shown 
on  Sheet  ri-D-9.  The  rear  locks  are  applied 
by  gravity  and  opened  by  solenoids,  each 
solenoid  to  have  a  lifting  caoaclty  of  four 
hundred  (400)  pounds  over  and  above  the 
weight  of  their  iron  cores  aud  locks,  and  a 
stroke  of  about  six  (6)  inches. 

The  locks  must  be  operated  from  the 
operators'  houses  by  independent  switches, 
permitting  the  operator  to  open  the  locks 
when  the  operating  struts  are  forcing  the 
bridge  down  and  keep  the  locks  open  when 
the  bridge  is  opened.  The  rear  lock  of  the 
West  leaf  must  be  fitted  out  with  submarine 
electric  connections  to  be  operated  in  the  man- 
ner described  above  from  either  of  the  two 
operators'  houses.  Indicators  must  be  pro- 
vided which  show  the  position  of  the  locks  to 
the  operators,  day  and  night,  and  the  posi- 
tion of  the  rear  lock  at  the  West  leaf  must  be 
indicated  in  the  same  manner  to  the  operator 
at  the  East  side. 

[irnkes. 

33.  Each  leaf  of  the  bridge  shall  be  pro- 
vided with  a  band  brake,  the  wheel  of  which 
shall  be  made  of  cast  steel,  the  face  to  be 
turned.  The  brake  band  shall  be  of  steel, 
lined  with  vulcanized  fibre.     The  brake  shall 
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be  worked  by  electric  power,  brakiDsr  auto- 
matically when  the  current  operatini;  the 
bridgre  is  cut  off.  One  duplicate  band  brake 
shall  be  furnished  by  the  contractor.  An 
auxiliary  hand-lever  band  brake  shall  be  pro- 
vided for  each  leaf,  with  levers,  rods,  etc.,  so 
arrangfed  that  the  brake  may  be  operated 
from  the  operators'  houses.  The  brake  shall 
be  located  as  shown  on  Sheet  6*D-9. 

Motors. 

34.  Each  leaf  of  the  bridg^e  shall  be  oper- 
ated by  two  electric  motors,  located  and  at- 
tached as  shown  on  Sheet  6-C-9.  These 
motors  shall  be  of  the  railway  type,  series 
wound,  single  reduction,  multipolar,  with 
four  salient  poles,  water-proof,  with  steel 
frame  and  iron-clad  armature;  to  have  a 
capacity  of  fifty  (50)  H,  P.  at  normal  speed 
and  220  volts,  and  to  be  capable  of  carry- 
ing an  over-load  of  33}<  per  cent  for  half 
an  hour,  or  50  per  cent  for  five  minutes, 
without  injurious  heatin^r-  The  armature 
speed  to  be  not  more  than600  revolutions  per 
minute  when  fifty  (50)  H.  P.  is  being  de- 
livered by  the  motor  at  220  volts.  With 
each  motor  shall  be  furnished  a  cut  pinion 
and  gear  with  a  reduction  of  about  1-3.  A  re- 
movable gear  case  shall  be  furnished  with 
each  motor.  The  motor  gears  shall  be  at- 
tached to  the  four  and  one-half  (4)^)  inch 
driving  shaft,  shown  on  Sheet  6-C-9.  A  coup- 
ling shall  be  provided  on  this  driving  shaft, 
as  shown,  so  that  one  of  the  motors  may  be 
thrown  out  of  use  at  will.  The  Contractor 
shall  furnish  one  extra  armature,  field  coil, 
pinion  and  splK  gear,  without    extra  charge. 

t\tnn*8  aiid  AuxllUiru  Motors. 

35.  Two  pumps  and  two  electric  motors 
for  operating  such  pumps  shall  be  furnished 
by  the  Contractor  and  placed  one  on  each  side 
of  the  river.  They  shall  be  of  such  size  and 
capacity  as  to  pump  the  counter-weight  wells, 
if  filled  with  water,  dry  in  one  hour.  They 
shall  meet  the  approval  of  the  Chief  Eneinoer 
and  of  the  Scherzer  Rolling  Lift  Bridge  Com- 
pany. 

CtmtrGllei  s. 

36.  One  (1)  controller,  to  bj  placed  in 
each  operating  house  to  govern  the  main  oper- 
ating bridge  motors,  shall  be  of  the  reversible 
type,  fitted  with  a  device  for  blowing  out,  and 
shall  be  capable  of  varying  and  maintaining 
the  speed  of  the  two  (2)  motors  from 
glow  speed  at  the  starting  point  to  a 
maximum  speed  when  full  on,  without 
sparking     and     without     shock     nr     jar. 


It  shall  be  of  ample  carrying  capacity 
to  transmit  for  one-half  (f^)  hour 
without  heating  thirty-three  and  one-third 
(33X)  per  cent  above  the  normal  amount  re- 
quired by  the  motors  at  full  load,  or  trans- 
mit for  five  (5)  minutes  fifty  (50)  per  cent 
above  the  normal  amount  required  by  the 
motors.  The  controllers  shall  be  so  arranged 
that  the  motors  may  be  operated  singly  or 
together.  An  additional  controller,  fulfilling 
the  same  requirements,  shall  be  provided  and 
placed  in  the  operating  house  on  the  east  side 
of  the  river,  and  so  connected  by  submarine 
cables,  switches,  etc.,  as  to  be  able  to  control 
the  leaf  of  the  bridge  on  the  west  side  of  the 
river.  Care  shall  be  taken  to  place  the  long 
tongue  of  the  center  lock  on  the  west  leaf  of 
the  span. 

fVlrino  (ind  Cables. 

37.  All  wiring  from  the  end  of  the  supply 
wire  on  the  switchboard  In  the  operating 
house  on  the  station  side,  or  east  side  of  the 
river,  shall  be  furnished  by  the  contractor. 
All  wiring  between  the  switchboards,  motors, 
signals  and  lights,  except  the  wiring  within 
the  operating  houses,  shall  be  rubber  covered 
and  put  up  securely  on  porcelain  insulators. 
Between  the  switchboards  in  the  operating 
houses  shall  be  furnished  iron  armored  sub- 
marine cables  of  suificient  insulation  and 
capacity  to  carry  safely  the  necessary  current 
In  strength  and  frequency  to  perform  the 
various  operations  of  the  motors,  locks  and 
brakes  as  designated  above.  An  additional 
submarine  cable  capable  of  carrying  a  cur- 
rent for  fifty  (50)  arc  lamns  shall  be  provided 
by  the  contractor.  All  this  work  to  be  sub- 
ject to  the  approval  of  the  Chief  Engineer 
of  the  Railroad  Company,  and  of  the  Scherzer 
Rolling  Lift  Bridge  Company. 

A  three  (3)  inch  XX  galvanized  iron  sub- 
marine air  pipe  must  be  furnished  and  placed 
with  the  electric  cables  for  the  operation  of 
the  signals  and  switches  of  the  Chicago 
Terminal  Transfer  Railroad  Company. 

38.  In  each  of  the  operators'  houses  on 
each  side  of  the  river  shall  bo  placed  five  (5) 
sixteen  (16)  candle  power  lights,  and  ten  (10) 
additional  lights  with  waterproof  sockets 
shall  be  placed  on  each  side  of  the  river  about 
the  machinery  at  such  points  as  will  be  des- 
ignated by  the  Scherzer  Rolling  Lift  Bridge 
Company.  Proper  signal  lights  and  day  sig- 
nals to  control  navigation  must  also  be  pro- 
vided. 
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Cut-Outs 

89.  An  automatic  circuit  breaker  shall  be 
placed  between  each  foeder  and  the  switch- 
board. Each  submarine  cable,  each  line  to 
motors,  each  line  to  solenoids,  and  each 
liffhtin^  circuit  shall  be  protected  by  suita- 
ble cut-outs,  adapted  to  two  hundred  and 
twenty  (220)  volts  and  the  load  of  the  motor. 

Switchett  and  Bitards. 

40.  Suitable  switches  shall  be  provided  for 
each  motor  circuit  and  for  each  supply 
wire.  The  switches  to  be  of  ample  carrying 
capacity  for  their  respective  loads,  and  to 
be  mounted  on  a  suitable  switchboard,  which 
shall  be  placed  in  a  convenient  position  in 
each  operator's  house. 

Qeneral. 

41  All  switches,  cut-outs  and  buttons  shall 
be  suitably  named  and  labeled,  as  directed, 
Indicatinj?  their  office.  A  voltmeter,  equal  to 
the  Weston  in  quality,  shall  be  placed  in  the 
operators'  house  on  the  switchboard.  The 
Contractor  shall  also  provide  and  place  on 
the  switchboard  one  (1)  ammeter  reading 
to  nine  hundred  (900)  amperes,  and  one  (1) 
fifty  thousand  (50,000)  ohm  magneto  testing 
bell. 

OpfiraUiTh'  ff««u«««>t,  Stafrioayn,  Etc. 

42.  On  each  side  of  the  river,  located  as 
shown  on  general  plan,  Sheet  6-6-11,  shall  be 
built  and  secured  in  place  an  operators' 
house,  to  be  of  such  general  dimensions  and 
appearance  as  shown  on  Sheet  6-C-22.  All 
stairways  and  walks  from  the  operating 
house  to  the  machinery,  and  from  the  machin- 
ery to  the  ground  or  floor  of  the  bridge 
shall  be  provided  and  placed  to  the  ap- 
proval of  the  Chief  Engineer  of  the  railroad 
company  and  of  the  Scherzer  Rolling  Lift 
Bridge  Company. 

Paltervs. 

43.  All  patterns  for  castings  shall  be  the 
property  of  the  Chicago  Terminal  Transfer 
Railroad  Company,  and  shall  be  delivered  by 
the  Contractor  where  directed  by  the  Chief 
Engineer  of  the  said  company. 

Extra  /ri8per/i/)}i. 

44.  Should  the  preparation  of  the  material 
for  this  structure  be  widely  distributed,  or 
should  unneccessary  delays  in  getting  out  the 
same,  or  delay  in  the  required  date  of  final 
completion  occur,  the  cost  of  extra  inspection 
shall   be   borne  by  the  Contractor;  the  Chief 


Engineer  being  sole  judge  of  what  Is  deemed 
extra  inspection. 

^  Maintenance. 

45.  The  Contractor  will  be  required  to 
make  good  all  defective  material  or  workman- 
ship which  shall  develop  within  the  first 
twelve  (12)  months  after  the  bridge  shall 
have  been  completed  and  put  into  service. 
He  shall  be  required  to  execute  a  bond  in  the 
sum  of  twenty  thousand  (120.000)  dollars  for 
the  faithful  performance  of  this  before  re- 
ceiving a  final  payment  of  his  contract. 

Dutjlictite  CkiM:iuq8. 

4«.  The  Contractor  must  fyrnish  such 
duplicates  of  the  finished  castings,  as  directed 
by  the  Chief  Engineer,  at  the  price  per 
pound  named  in  the  bids. 

Pavltlno. 

47.  Painting  in  shop  shall  be  as  specified 
by  Cooper's  specifications.  The  paint  to  be 
used,  as  per  Articles  No.  141  and  No.  142, 
Cooper's  specifications,  shall  be  ^'Superior 
Graphite  Paint."  manufacturert  by  the  De- 
troit Graphite  Manufacturing  Company.  In- 
accessible surfaces,  such  as  the  inside  of  the 
track  and  segmental  girders  shall  receive 
three  (3)  coats  of  this  paint  before  leaving 
the  shop.  No  paint  shall  be  applied  in  a  wet 
or  freezing  weather. 

Camber. 

48.  The  trusses  of  the  bridge  shall  be 
given  such  a  camber  that,  under  the  full  live- 
load,  the  floor  of  the  bridge  will  be  perfectly 
level. 

Name  Plalett. 

49.  Two  (2)  name  plates  sixteen  by  twenty- 
six  (16x26)  inches  shall  be  furnished  by  the 
Contractor.  These  plates  shall  bear  the  fol- 
lowing inscription:  ''Invented  by  William 
Scherzer,  C.  E.  Patented,  December  26th, 
1893.  Designed  by  the  Scherzer  Rolling  Lift 
Bridge  Company,  Chicago,  Illinois."  Two 
(2)  additional  plates  shall  be  insciibed  as  di- 
rected by  the  Chief  Engineer.  All  plaies  to 
be  placed  on  the  structure  as  directed  by  the 
Chief  Engineer. 

Shippino. 

50.  All  parts  shall  be  carefully  loaded  so 
as  to  avoid  injury  in  transportation  and  shall 
be  at  the  Contractor's  risk  until  erected  and 
ready  for  the  rails.  All  screw  ends  shall  be 
wrapped  with  twine  before  shipment.  All 
pins  and  small  parts  must  be  securely  boxed 
and  the  boxes  plainly  marked.    The   weights 
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oX  larp:e  pieces  must  be  marked  on  them. 
The  invoices  shall  state  the  contents  of  each 
box  and  the  weight  and  description  of  each 
piece  that  is  not  boxed,  and  three  copies  of 
«ach  invoice  shall  l>e  furnished  the  Sanitary 
District  of  Chicago. 

ISrectUm. 

61.  The  Contractor  shall  furnish  ail  stag- 
ing and  false  worlc,  shall  erect  and  adjust  all 
the  metal  work,  shall  furnish  and  put  in 
place  all  floor  timbers,  timber  guards,  and 
place  and  secure  in  place  ail  masonry  bolts. 
The  Contractor  shall  so  conduct  all  his  opera- 
tions as  not  to  impede  the  operations  of  the 
roads  or  interfere  with  the  work  of  other 
contractors,  or  close  any  thoroughfare  by 
land  or  water,  except  by  written  consent  of 
the  Chief  Engineer.  The  Contractor  shall 
assume  all  risks  of  accidents  to  men  or  ma- 
terial prior  to  the  acceptance  of  the  finished 
structure.  The  Contractor  must  also  remove 
all  false  work, piling  and  other  obstructions,or 
unsightly  material  produced  by  his  opera- 
tions. 

Final  dcceutance. 

52.  Any  material  or  workmanship  which 
^oes  not  satisfy  the  requirements  of  these 
specifications  may  be  rejected  by  the  Chief 

£ngineer  or  by  the  Scherzer  Rolling  Lift 
Bridge  Company  at  any  time  before  the 
0nal  acceptance  o(  the  work,  and  the  Con- 
tractor shall  make  good  all  deficiencies  at 
his  own  cost.  The  fact  that  the  authorized 
inspectors  have  accepted  said  material  or 
workmanship  shall  not  make  the  Sanitary 
District  liable  for  extra  cost  above  that  spec- 
ified in  the  contract  for  replacing  same  with 
material  or  workmanship  accepted  by  the 
Chief  Engineer  on  final  acceptance. 

GENERAL  CONDITIONS. 

* 

Changeit  in  Plan*. 

53.  The  amount  of  masonry  and  other 
■quantities  figured  from  the  plans  are  approx- 
imate, and  the  Sanitary  District  reserves  the 
right  to  make  alterations  in  the  line, 
^rade,  plan,  form  or  dimensions  of  the 
work  herein  provided  for,  either  before 
or  after  beginning  the  construction  thereof ; 
provided,  that  if  alterations  are  made  the 
general  character  of  the  work  as  a  whole 
is  not  thereby  changed.  If  such  alter- 
ations diminish  the  quantity  of  work  to  be 
done,  they  shall  not  constitute  a  claim  for 
damages  nor  for  anticipated  profits  on  the 
work  tha   may  be  dispensed  with;  if  they  In- 


crease the  amount  of  work,  such  increase 
shall  be  paid  for  according  to  the  quantity  of 
work  actually  dune,  and  at  prices  and  rates 
established  for  such  work  under  this  con- 
tract. Notice  of  change  of  plan  must  be 
giyen  to  the  Contractor  in  writing,  and  it  is 
expressly  agreed  that  no  alterations  or  addi- 
tions or  extra  work  are  to  be  paid  for  unless 
direct-ed  in  writing. 

Ettra  Woik. 

54.  All  claims  for  extra  labor  or  material 
furnished  by  the  Contractor,  or  for  daq;iages 
from  any  cause  whatever,  must  be  reported 
to  the  Engineer  at  the  time  such  labor  or  ma- 
terial are  furnished  or  such  damages  occur, 
and  they  must  also  be  presented  to  him  in 
writing  at  tl^e  end  of  the  month;  provided, 
that  nothing  shall  be  paid  for  as  extra  work 
that  can  be  classified  under  any  of  the  heads 
upon  which  prices  are  fixed  by  this  contract. 
Whenever  work  is  required  to  be  done  which 
is  not  now  contemplated  or  covered  by  the 
prices  hereinafter  given,  the  Engineer,  under 
direction  of  the  Engineering  Committee, 
shall  fix  such  prices  for  the  work  as  they  shiill 
consider  just  and  equitable,  and  the  Con- 
tractor shall  abide  by  such  prices,  provided  he 
enters  upon  such  work  with  a  full  knowledge 
of  the  prices  so  fixed ;  but  if  the  contractor  de- 
clines executing  said  work  at  the  prices  fixed 
by  said  Committee,  then  the  Sanitary  District 
may  enter  into  contract  with  any  person  or 
perso  s  for  its  execution  the  same  as  if  this 
contract  had  never  existed;  and  if  extra  work 
or  work  not  provided  for  in  this  contract,  is 
performed  by  the  Contractor  before  prices 
have  been  fixed  for  such  work,  then  the  En- 
gineer shall  estimate  the  same  at  such  prices 
as  he  shall  deem  just  and  reasonable,  and  his 
decision  shall  be  final,  and  the  said  Con- 
tractor shall  accept  such  prices  in  full  satis- 
faction of  all  demands  against  the  Sanitary 
District  for  said  extra  work;  provided,  that 
if  the  extra  work  done  under  this  contract  is 
of  such  a  nature,  being  distinct  from  other 
work  being  done  by  said  Contractor,  that  the 
actual  cost  of  the  same  can  be  determined, 
then  the  said  contractor  shall  receive,  and 
the  Sanitary  District  shall  pay,  in  full  satis- 
faction for  the  same,  the  actual  cost  of  the 
work  with  fifteen  (15)  per  cent  added.  Pro- 
vided, further,  that  nothing  shall  be  deemed 
extra  work  which  can  be  measured  or  esti- 
mated under  the  provisions  of  this  contract. 

ReMp«tngibUUi/  nf  Cotitractor. 

55.  It  is  further  agreed  that  in  all  engineer- 


ofdi 


■llowances,  de- 
nagcElD  any  en- 


Ifloeerlag  (luestlon  Ei^vilai; 
tlon  or  this  conlrart,  the  ileclaloo  at  tbe  En- 
trlneer  sball  be  SdbI  and  bLodlne  on  Imlh  par- 
UeK  bernf).   All  work  proiided  for  in  Ibis  con- 

pervialoa  of  tbe  Chief  Engineer  and  bis  prop- 
erly aulbarlzrd  ii|;<-'»tB.  TheContruc^torlstobe 
truidod  by  tbe  lines,  stakes,  marks  and  grades 
gWen'bj' ihem,  and   is  to  caretully   preiervo 

ress  or  tbe  work,  and  Is  U>  (urnlsb  all  aeodad 
tacilitles,  without  cbnrire  therefor,  to  enable 
tbo  Englnser  to  properly  ^rive  linos  and 
erniles  and  to  measure  the  work  from  lime 
to  time.  All  work  will  be  subject  to  Inspec- 
.  tion  by  the  said  Bnnineer  and  bis  said  ajrenta, 
and  I  r  not  in  Bceor<laace  w  lib  the  reilul foments 
of  this  contract,  is  lo  he  made  good  by  the 
Contractor.  Tbe  Contractor  will  be  resDOn- 
sible  for  tbe  entire  work  until  complcled  and 
accepted  by  the  Sanitary  District.  The  Con- 
tracer  will  be  rei|uired  to  (-iTe  hi  a  person  at 
attention  to  the   fulHllniBnl  of  this   contrai-l 


introl.  I 


allowed  to  aublet  all  or  any  part  of  It:  it 
being  distinctly  understood  and  agreed  that 
the  subletting  ot  the  work  covered  by  this 
contract,  or  any  part  tbereoT.  shall,  after 
thirty  (30 1  days'  notice. 


the  c< 
DIsti 


I  :jaiil 


slftn.  by  power  of  anorney  or  otherwise,  any 
portian  ot  the  moneys  that  may  Iwcome  due 
through  the  workings  of  this  contract.  In 
case  tbe  Contractor  falls  to  comply  with  the 
provisions  of  this  contract  aa  to  proj^ress  and 
ibaracter  of  work,  he  shall  be  duly  notlUed 
In  wrllinir.  and  thirty  (SO)  days  attur  Ihe  triv- 

n>ay  declare  this  contract  forfeiteil,  if  there 
is  a  substantial   failure  to  comply  with   its 


Tbe  Contractor  shall  catiforin  to  all  the  or- 
dinances of  Ihe  City  of  Chicago  and  the  rei- 
ulatlons  Imposed  by  the  United  a  tales  Gov- 
ernment in  any  manner  affecting  this  work, 
andhevrlll  release  the  Sanitary  District  ot 
Chlcaiio  from  all   responsibility   for   loss  or 

lenceii  due  to  the  navigation  of  the  river  tiy 


tools  of  every  dasc 

iption,  Inelud 

ng,  pumps 

cars  and  tracks,  n 

ecessarj    lo   tl 

fi    full 

complete  carrying 

out  of  this  CO 

on  completion  of 

the  work.  Is  to 

eiLi 

Inds 

from  the  site  of  Ih 

bridce. 

67.  Whatever  precautlone  may  tii'  nccc 
sarj  to  render  any  portion  of  tlic  work  mo 
secure  in  any  reapcet,  or  to  decrease  tbe  li 
bliity  of  accident  from  any  cause,  or  to  avo 
contingencies  which  are  liable  to  delay  tl 
compietioaut  the  work,  shall  be  taken  1 
the  Contractor. 

M.  ThcContractorshall  employ  c.imiH.tei 
, foremen  and  laborers,  and  shall  disibiirgc.  i 
tbe  requaat  of  tbe  Engineer,  aiy  intuniiiciei 


their   respective    lirnncli 
nployed  where  special  a' 

5  give 


Is  especially  understood  and  agreed  that 
eight  (Sj  hours  shall  constitute  a  day's  work, 
and  that  no  workman  shall  be  employed  or 
reiiulred  to  work  more  than  eight  (Sj  hours 
out  of  any  twenty-four  l:i4)  boors,  and  no 
work  In  excose  of  Chat  time  shall  lie  allowed. 
In  the  event  of  any  violation  of  the  above 
eight  (S)  hour  provision,  it  is  agreed  hereby 
that  the  BHid  District  sliall.  and  that  It  Is  duly 
authorlzeil  to.  retain  from  any  money  due,  or 
to  become  due.  at  any  time  from  it  to  the 
tbe  sum 


of  H' 


■s  i»r  h 


ir  for  ei 


?.  It  is  furthe  ai.  ei  1  that  the  second 
ty  shall  iiidemn  fv  keep  and  a  e  harin- 
I  said  first  parly  f  o  all  liabilities,  judg- 
ils.cosis,  da  mages  and  expens  s  which  may 
iny  wise  come  a  ain  I  si  d  tirst  party,  or 
ieh  may  result  on  account  of  any  infrlnge- 
it  ol  any  patent  by  means  of  the  uae  of 
materials,  machinery,  device  or  appar- 
s  used  In  the  performance  of  this  con- 
•l.  or  ot  the  designs  furnished  by  second 
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party  and  accepted  by  the  Sanitary  District, 
except  the  patents  owned  by  the  Scberzer 
RoUin^^  Lift  Brid^ce  Company,  and  in  the 
event  of  any  claim  or  suit  or  action  at  law  or 
equity  of  any  kind  whatsoever  bein^  made  or 
brought  a^^ainst  said  first  party,  then  first 
party  shall  have  the  right  to  retain  a  suf- 
ficient amount  of  money  in  the  same  manner 
and  upon  the  same  conditions  as  hereinafter 
in  the  next  following  clause  of  this  contract 
provided. 

60.  If  any  damagfe  shall  be  done  by  the 
Contractor  or  by  any  person  or  persons  in  his 
employ  to  the  owner  or  occupants  of  land,  or 
to  any  property  adjoining  or  in  the  vicinity 
of  the  work  herein  contracted  to  be  done,  or 
to  a  neighboring  contractor,  the  Engineer 
shall  have  the  right  to  estimate  the  amount 
of  said  damage,  and  to  cause  the  Sanitary 
District  to  pay  the  same  t«  the  said  owner  or 
occupant,  and  the  amount  so  paid  for  said 
damages  shall  be  deducted  from  the  money 
due  said  Contractor,  under  said  contract. 
Said  Contractor  covenants  and  agrees  to  pay 
all  damages  for  any  personal  injury  sus- 
tained by  any  person  growing  out  of  any  act 
or  doing  of  himself,  or  his  employes,  that  is 
In  the  nature  of  a  legal  liability,  and  he 
hereby  agrees  to  indemnify  and  to  save  the 
Sanitary  District  harmless  against  all  suits  or 
actions  of  every  name  and  description 
brought  against  the  said  Sanitary  District  for, 
or  on  account  of,  any  such  injuries,  or  such 
damages  received  or  sustained  by  any  person 
or  persons,  by  or  from  said  Contractor,  his 
servants,  agents  or  employes,  in  the  execu- 
tion of  said  work ;  or  by  or  in  consequence  of 
any  negligence  in  guarding  the  same;  or  by 
or  on  account  of  any  omission  or  act  of  said 
Contractor,  his  agents  or  employes;  and  the 
said  Contractor  further  agrees  that  so  much  of 
the  money  due  him  under  and  bv  virtue  of 
this  contract,  as  shall  be  considered  neces- 
sary by  the  Board  of  Trustees  of  the  Sanitary 
District,  may  be  retained  by  the  said  Sani- 
tary District  until  such  suit  or  claim  for 
damages,  as  aforesaid,  shall  have  been 
settled,  and  evidence  to  that  efTeet  furnished 
to  the  satisfaction  of  the  said  Board  of  Trus- 
tees. 

Time. 

61.  The  Contractor  agrees  to  begin  the 
work  covered  by  this  contract  within  fifteen 
(15)  days  after  said  contract  shall  have  been 
executed,  and  to  prosecute  the  building  there- 


of so  as  to  complete  the  same  on  or  before 
January  1,  1900. 

Prices. 

62.  In  consideration  of  the  said  work 
being  carried  on  and  completed  in  the  time 
and  manner  hereinbefore  specified,  the  said 
party  of  the  first  part  agrees  to  pay  to 
the  said  party  of  the  second  part  the  follow- 
ing amounts,  and  the  said  party  of  the  second 
part  agrees  to  receive  and  accept  thr*  same  as 
full  compensation  for  the  pcrfornance  of  the 
work,  including  the  furnishing  of  the  ma- 
terials, tools,  labor,  etc.,  to-wlt; 

(a)  For  each  cubic  yard  of  excavation, 
price  to  include  all  necessary  refilling  and 
back    filling,  fifty  hundredths  dollars  ($.50). 

(b)  For  sheet  piling  and  bracing  in  place, 
per  one  thousand  (1,000)  feet  B.  M..  (price 
to  cover  all  spikes,  bolts  or  other  iron 
to  be  used  in  construt:ting  same).' as  per 
terms  of  this  contract,  the  sum  of  thirty-four 
dollars  (134). 

{c)  For  timber  in  foundations  and  pier 
protections,  per  one  thousand  (1,000)  feet,  B. 
M.,  (price  named  to  cover  all  spikes,  bolts  or 
other  iron  to  be  used  in  constructing  same), 
as  per  terms  of  this  contract,  the  sum  of  forty- 
four  dollars  ($44). 

(d)  For  piles  delivered  at  the  site  of  the 
work,  as  specified,  per  lineal  foot,  the  sum  of 
eighteen  hundredths  dollars  (1.18). 

(e)  For  piles  driven  in  foundation  and 
pier  protections,  as  specified,  per  lineal  foot, 
the  sum  of  thirty  hundredths  dollars  ($.30). 

(/)  For  each  cubic  j'ard  of  natural  cement 
concrete,  as  specified,  the  sum  of  three  and 
eighty-five  hundredths  dollars  (S3.85). 

(ff)  For  each  cubic  yard  of  Portland 
cement  concrete,  as  specified,  the  sum  of  five 
and  seventy-five  hundredths  dollars  ($5.75.) 

(h)  For  each  cubic  yard  of  completed 
stone  masonry,  per  the  terms  of  this  contract, 
the  sum  of  thirteen  dollars  ($13). 

For  air  pipe  laid  complete,  as  per  speclfica 
tion,  one  thousand  dollars  ($1,000). 

(i)  For  the  superstructure  complete,  in- 
cluding operating  machinery,  locks,  electrical 
equipment,  etc.,  necessary  to  operate  this 
bridge,  as  specified,  and  all  iron  and  steei  in 
the  substructure,  as  specified,  the  sum  of 
two  hundred  and  fourteen  thousand  five 
hundred  dollars  ($214,500). 

(A)     For  extra  medium  or  soft  steel  erected 
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three-quarter   ] 


cents  (4i'jCi  per  [lound. 

(!)  For  exln  iron  c»stln(>B  erected  la 
place,  the  sum  of  (our  and  one-quarter  cents 
(4)4ei  per  pound. 


Catlfleate. 


Forei 


iBlOCl  U 


tupersl 


erected  JD  place,  the  sum   of  elffht 
half  cents  (N'^e)  per  pound. 

(ii)  For  extra  steel  cast) ngi  for  maeh  inery, 
erected  in  |>lace.  the  sum  of  ten  and  one-half 
cents  (lOJ^c)  per  peund. 

(u)  For  extra  phosphor  hroaze.  erected  la 
place,  the  nuin  of  thirtj  cents  (»)c)  per  pound. 

(,,}  For  extra  eounter-weight  block  m sl- 
ings, erecteil  in  place,  the  sum  of  two  cents 
(Se)  per  pound. 

The  prices  proposed  must  include  all  royil- 
ties  for  patents  or  patented  luiitarlaL  and  ap- 
pliances used  in  the  cunstrucllon  ot  the  work 
described  in  the  speciScattons  and  agree- 
oientft;  and  hefare  final  payuient  is  made  the 
Contractor  shall  turnish  a  satisfactorj  f;uar- 
antee  against  all  claims;  provided,  however, 
this  does  not  apply  to  the  patented  deslun  of 
thebrklitcof  tbeScherzerRolllDeLlftBrideo 
Coinpaoy,  the  richt  to  use  the  same  having 
been  purchased  bj  the  aanitary  District. 

T'me  null  Idaiiiier  ;f  PaumeiU. 
03.  It  is  agreed  by  the  party  of  the  Sr«t 
part  that  on  or  before  tba  10th  and  35th  days 
ot  each  month  during  the  progress  of  the 
work  and  subject  to  the  provisions  hereinbe- 
fore Bpecilied  under  the  head  of  '■Time,"  pay- 
ment will    he   made  lo  the  said  party  of  the 

and  one-half  (ST.'^'I  ner  cent  of  the  contract 
price  of  the  sub-structure  o(  the  approximate 
amount  of  work  dcme  iluring  ttie  previous 
half  month,  upon  written  certificate  from  the 
Engineer  that  such  approximate  amount  of 
work  has  been  done  during  that  period; 
twelve  and  one-half  (12'.^)  per  cent  beine  re- 
eerred  until  the  completion  and  acceptance 
of  the  whole  work.  It  la  agreed  by  the  parly 
of  the  first   part   that   when   the   entire    Iron 


04.  Upon  the  completion  of  the  sub- 
structure In  accordance  with  the  ppecillcn- 
tlons  and  contract,  to  the  full  natiFractlon  uf 
the  Chief  Engineer,  and  upon  the  inspCL'tliia 
of  same  and  the  issuance  of  tbe  tinsi  certifi- 
cate by  the  Chiol  Engineer,  the  said  party  uf 


if  the  B( 


1   !« 


:  shall  h: 


iteot 


erectlau,  payment  shall  lie  made  by  the  party 
o(  the  second  pan  to  the  amount  of  sixty 
(60)  per  cent  of  the  contract  price  ot  the  su- 
perstructure, upon  written  certificate  from 
the  Engineer  that  such  approiiimate  amount 
ot  work  has  been  ilotie.  Tbe  remaiulng  forty 
(W)  per  cent  to  be  paid  within  thirty  I'M) 
days  after  the  completion  of  the  work  and  its 
acceptance  by  tbe  party  of  the  flrst  pari. 


due  t«  said  second  party  liy  the  said  rerllfi- 
cate  of  said  Chief  Engineer,  including  tbe 
twelve  and  one-half  tlU'^)  percent  reBcrveil. 
Upon  the  complwioo  ot  the  auperstructure  In 
accordance  with  the  sped  Rett  Ions  and  con- 
tract, to  the  full  satistact  on  of  th*  Chief  En- 
gineer, and  upon  the  inspection  of  iiume  and 
the  issuance  of  the  final  oerl  ideate  by  tbe 
Chief  Engineer,  the  said  |>arty  or  the  first 
part  agrees  to  pay  to  the  said  party  of  the 
second  part  the  amount  sbo'vn  Id  he  due  to 
the  said  part;  of  the  second  p:irt  by  the  said 
certificate  of  the  said  Chief  Engineer. 

Ciiilur«  t'l  Oimiil'Ji', 


shall  l>e  abandoned,  or  if  it  shHii  be  ^signed 
by  him.  er  If  be  loses  control  of  the  work 
from  any  cause,  excepting  acta  of  Qod  and 
the  public  enemy,  or  It  the  rat?  of  progress  le 


said  party  o 

the  BiKt 

or  any  part  t 

ereof,  la 

syed.    or 

»lllfullr    and 

perslst- 

e  condliioMA 

,  or  l3  not 

ulfilling 

ently  violating  any  of  I 

said  contract  In  good  faith,  ttie  said  party  of 
the  Hrst  part  shell  have  the  power  to  notify 
the  said  Contractor  to  discontinue  all  work, 
or  .iny  part  thereof,  as  may  b«  desgualod  by 
the  said  party  of  the  first  piifl.  and  the  Hald 
party  of  the  first  part  shall  tnareupon  have 
the  power  either  to  complete  said  work  by 
contract  or  to  employ  such  men  and  teams 
and  to  obtain  such  machinery,  implements  and 
tools,  and  to  purchase  such  material  as  the 
said   Engineer   may   deem   nei^essary  to  eom- 


rjof.    And, 


.    Engineer 


ly  be  found  upon  the  line  of  said  work. 
;ost  of  doing  such  work  bp  the  said  Ed- 
!r  shall  be  charged  to  the  iald  Contractor, 
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and  the  expanse  so  charged  shall  be  dedacted 
and  paid  by  the  said  party  of  the  first  part 
out  of  such  mooeys  as  may  be  due.  or  may  at 
any  time  thereafter  become  due,  to  said  Con- 
tractor, under  and  by  virtue  of  this  contract, 
or  any  paft  thereof,  so  far  as  the  same  shall 
suffice  therefor;  and  the  balance,  if  any,  shall 
be  paid  by  said  Contractor  on  demand. 
Should  there  be  a  failure  by  the  second  party 
to  deliver  said  iron  worl<  of  the  character 
and  strength  herein  provided  for  at  the  time 
herein  specified,  or  if,  after  delivery  of  same 
as  herein  provided,  said  Contractor  should 
fail  financially,  either  before  or  after  having 
been  paid  the  sixty  (60)  per  cent  of  the  con- 
tract price  as  hereinbefore  provided,  and  be 
unable  to  carry  out  said  contract  and  com- 
l»lete  said  work,  then,  in  that  ease,  the  said 
party  of  the  first  part  shall  have  the  power  to 
complete  said  work  by  contract  or  otherwise, 
at  its  discretion,  atid  nharge  up  the  cost  of  so 
completing  the  said  work  to  said  Contractor. 
Should  the  amount  remaining  unpaid  of  the 
contract  price  not  suffice  therefor,  then  said 
Contractor  and  his  bondsmen  shall  be  held 
liable  for  the  deficiency.  If  at  any  time  dur- 
ing the  progress  of  said  work,  the  said  Con- 
tractor shall  fail  or  neglect  to  pay  for  labor 
performed  or  material  furnished  upon  said 
work  for  ten  ( LO)  days  after  it  shall  have  be- 
come due,  then  the  party  of  the  first  part 
shall  have  power  to  pay  for  such  labor  or  for 
materials,  tools,  explosives,  machinery,  ap- 
pliances, fuel,  provisions  or  supplies  of  any 
sort  or  kind  used  or  consumed  in,  upon  or  on 
account  of  the  work  covered  by  this  con  tract; 
the  party  of  the  first  part  shall  have  the 
power  to  pay  for  such  labor  or  materials,  ex- 
plosives, machinery,  appliances,  fuel,  provi- 
sions or  supplies  of  whatsoever  sort  or  kind, 
out  of  moneys  that  may  be  due  to  said  Con- 
tractor, and  said  amount  so  paid  shall  be  re- 
tained out  of  any  money  due  or  to  become 
due  to  said  Contractor.  In  any  such  case  the 
party  of  the  first  part  is  hereby  authorized 
and  empowered  by  the  party  of  the  second 
part  to  ascertain  by  its  Engineer  the  amounts 
due  or  owing  from  said  Contractor  to  any 
laborer  or  laborers,  or  to  any  person  or  per- 
sons, for  materials,  tools,  explosives,  machin- 
ery, appliances,  fuel,  provisions  or  supplies 
of  any  sort  or  kind  consumed  upon,  in  or  on 
account  of  the  work  covered  by  this  contract 
in  such  manner  and  upon  such  proofs  as  the 
said  Engineer  may  deem  sufficient. 


Contractijr'e  B"nd. 

66.  The  Contractor  shall  furnish  a  bond  in 
the  sum  of  thirty-five  thousand  ($35,000)  dol- 
lars for  the  substructure  and  superstructure  of 
this  bridge,  with  good  and  sufficient  sureties, 
the  same  to  be  satisfactory  to  the  Board  of 
Trustees  of  the  Sanitary  District,  conditioned 
upon  the  faithful  performance  of  all  the 
terms  and  conditions  of  this  contract;  and 
should  the  sureties  on  said  bond  at  any  time 
fail  financially,  or  be,  in  the  opinion  of  Ihe 
said  Board  of  Trustees,  insufficient  security 
for  the  penalty  of  said  bond,  then,  in  that 
case,  they  may,  on  giving  ten  (10)  days 
notice  thereof  in  writing,  require  said  Con- 
tractor to  furnish  a  new  and  additional  bond 
in  the  place  of  the  bond  so  having  become  in- 
sufficient or  worthless. 


Final  PaymenL 

67.  The  said  party  of  the  second  part  further 
agrees  that  he  shall  not  be  entitled  to  demand 
or  receive  final  payment  for  any  portion  of 
the  aforesaid  work  or  materials  except  in  the 
manner  set  forth  in  this  agreement,  nor  until 
all  of  the  stipulations  hereinbefore  mentioned 
are  complied  with,  and  the  said  Chief  En- 
gineer shall  have  given  his  certificate  to  that 
effect ;  whereupon  the  said  party  of  the  first 
part  will,  at  the  expiration  of  thirty  (30) 
days  after  such  completion  and  delivery  of 
such  certificate,  pay,  and  it  hereby  binds  it- 
self to  pay,  the  said  party  of  the  second  part, 
in  cash,  the  whole  amount  of  money  accruing 
to  said  second  party  under  this  contract,  ex- 
cepting such  sum  or  sums  of  money  as  may  be 
lawfully  retained  under  any  of  the  provisions 
of  this  contract  hereinbefore  set  forth.  Pro- 
vided, that  nothing  herein  contained  shall  be 
construed  to  attect  the  right  hereby  reserved 
of  the  said  party  of  the  first  part  to  reject 
the  whole,  or  any  portion,  of  the  aforesaid 
work  should  the  said  certificate  be  found  to 
be  inconsistent  with  the  terms  of  this  agree- 
ment or  otherwise  improperly  given. 

Ix  WITNESS  WHEREOF,  ou  the  day  and 
3'ear  first  above  written,  the  said  Sanitary 
District  of  Chicago  has  caused  this  agree- 
ment to  be  signed  by  Its  President  and  at- 
tested by  its  Clerk,  and  its  corporate  seal  to 
be  hereto  affixed,  and  the  said  party  of  the 
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,Dil  Alleruui 

roj-egpint;  ct 


(«l([ned) 

Cter*. 

ThtPn 

wylvaina  Steel  Co. 

[8E*LJ 

Br    E.  C.  FILTON, 

Pretident 

Attest: 

ISBAL) 

Ehek  p.  Barkbb, 

Secretary 

The  PftmyJ^m 
By  the  Q.  &  C,  Co. 


ADJOURNMKST, 


On  motion  of  Mr.  Weiitcr,  spconded 
bj  Hr.  Hallette,  the  Board  then  ftd- 
joumed. 


PROCEEDINGS 

—OF    THB— 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


MAY  24,  1899. 


OFFICIAL   RECORD. 


REauLAR  UEErrma. 

The  four  hundred  aod  tbirty-ninch  reg- 
ular meeting;  of  the  Board  of  Truateee  of 
the  Sanitary  District  of  Cbioago  waa 
held  in  the  rooms  of  the  Board,  Securitr 
Building,  Wednesdar,  May  34,  ISOB, 
at  3  o'clock  P.  H. 

On  roll-call  Uessrs.  Boldeuweck,  Bra- 


den.  Carter,  Bcbfaart,  Jonee,  Kelly, 
Matlette,  Smyth  and  Wenter  —  nine 
membera,  were  present. 


The  minutes  of  the  regular  meeting 
held  May  IT,  1899,  were  approved  as 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Hr.  Bradeu. 


•VOUCH  BBS. 
The  Clerk  presented  the  following  voucbers  : 

G.  M.  Wlsner  (expense) 

Jacobs,  Coles  &  Co.  <a(nlonery) : $       3  0U 

Edwards  &  Hancock  (stntioDery) 25  45 
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TliuGuntlii)r|i-\7rtri'HnFrlntini  Company  ((■Ti^rftvini.-l    ?  10  "jO 

Bdwnpii  Thornpsou  Companr  (Ibw  book  I li  OiJ 

CftllRglinc  &  Co.  (lUlBoii  Rsparts  I 11  Tfl 

Edward  D.  Cnaley  (prlntinel 33  10 

Edward  U,  Cooloy  (printlns) 4"  •(> 

ChlcBfe'o  Low  iDHtllute  (memberRhip  assassniBiit) 14  (H) 

Halaj  &  O'DODnell  (court  (eeg) 10  30 

D.  Barrott  &  L-p.  (Hveryi W  50 

D,  Barrett  A:  Co.  (llrery) M  35 

D.  Barrett  &  Co.  (llverj) Sa'  50 

OliadlaU  Hicks  {witness  (eea) 11)0  00 

GaorgB  R.  Bcri-lmaa  (le^slatiTe  bUls) 50  00 

John  J.  Kelg  (BarvlceB) SI  50 

The  JollotTinies  ipublisliinz  notice) 134  00 

Qenrgu  HlDgaton  I  aiencigrsphlc  fees) 141  15 

Frank  Vandsr  Bogiirt.  Clerk  (feoB(.., 144  40 

John  P.  WilBOD  (l^al  Bervleesi T50  00 

Geo.  F.BIaltBMaimtBCtui-Bn^  Company  (cosu) 3fi  S" 

Charlae  C.  Qllborl  (expanse) 44»  IW 

Cha*.  C.  Gilbert  (Will  County  taxes) 

JoBflpli  K,  Haaa,  Cierk  (sundrr  uipensc). 

Hflldraaier&Nen  (Romao  Highway  Bridstel 8  1,018  Tfi 

Wisconsin  Bridge  and  Iron  Company  (Wire  Mills  Roiid  Brldgo) 5,3(17  00 

WlsconBln  BridgB  and  Iron  Compiiny  (L«ckport  Koad  Bridge  1 6,573  40 

Christies  Lowe  (BearTrnp  Diim  sundries) 2ai  00 

C.T-T.  R.  K.  Co.  (Section  E,  temporary  lirldge)  115  S4 

C.  T.  T.  R  R.  Co.  (Section  O,  Pan  Handle  tempoi-arr  bridge) ,  lOO  (ffl 

Geo.  M.  Hubs  (HectUm  O.  Fan  Handle  porraanont  bridge  | 8!J3  OO 

Ishnni  Kuadolpb  (Bectlon  N,  Sontbweat  Boulavanl  Bridge) llS  00 

Ishani  Randolph  ISd-tion  N-C.,  M.  &  S.  BrlilgeJ 1(S!)  ai 

Diilesfl&Shapard  (Section  N— C.,  il.&S.  Bridge) 4H  50 

Empire  Fuptland  Cement  Company  (Section  H— C,  M.  &  N.  Bridge)..  133  50 

AniericaD  Bridge  Works  (Section  ir>,  Buar  Trap  Dam) IW  Ulj 


.tun:3t  coupons  attauhed,  drawn  aKalnsl  the  Titx  Levy  for 
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Mr.  Carter,  seconded  by  Mr.  Jones, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood:  Teas — 
Messrs.  Boldenweck  Braden,  Garter, 
Eckhart,  Jones,  Kelly.  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

WBEELY  REPORT  ON  EMPLOYES. 

• 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  May  20, 
1899,  which  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

•'Chicago,  May  24, 1899. 

To  the  Bimorabki  the  Board  of  Trustees  of  the 
Sanitary  JXstriet  of  Chicago : 

Obntlbmen—I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
May  20,  1899,  as  the  same  have  been  re- 
p<»ted  to  me: 

Engineering  department 79 

Maintenance  account 8 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 8 

Total  employes 182 

Respectfully  submitted, 

(Signed)  Joseph  F.  Haas, 

Clerk.'' 

monthly  report  from  enqineering  de- 
partment. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  April,  1899,  which,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

<'Chioaqo,  May  22, 1899. 

To  t?ie  Sonorabkt  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Oentlbmbn — ^I  herewith  transmit  the 


report  of  the  Engineering  Department 
for  the  month  of  April,  1899,  giving  the 
detailed  operations  of  the  several  di- 
visions constituting  the  same. 

The  value  of  the  construction  work 
done  was  $99,774.51,  divided  as  follows: 
Main  Channel,  $85,502.48 ;  bridges, 
$14,272.08.  The  engineering  expenses 
were  $S,967  85,  divided  as  follows:  Sal- 
aries, $8,350.90;  supplies,  etc.,  $616.45. 
Details  of  the  above  figures  are  given  in 
tabulated  statements  submitted  here- 
with. 

DIVISION  OF   CONSTRUCTION. 

The  weather  during  the  month  was 
favorable  to  good  progress.  No  rain  was 
recorded  and  the  temperature  varied 
from  26  degrees  to  76  degrees  Fahrenheit. 

Chicago  River  Iniprovement—'VerY  lit- 
tle work  was  accomplished  at  the  Adams 
Street  By-pass  owing  to  the  flood  of  the 
7th  of  the  month,  which  was  occasioned 
by  a  leak  under  the  center  pier  of  the 
bridge.  This  caused  a  delay  of  about 
two  weeks.  Excavation  is  practically 
completed.  The  quantities  vouchered 
for  the  month  are  as  follows:  1,200  cubic 
yards  of  excavation;  105,900  feet  B.  M. 
of  timber;  600  cubic  yards  of  concrete. 

The  contractors  removed  one  7x10  inch 
hoisting  engine  and  elevator  with  cars, 
and  about  200  feet  of  track  from.  Adams 
street  and  installed  same  at  Jack- 
son street.  One  7}  x  10-inch  steam 
pump     was     fidso    removed     to     that 

Soint.  The  new  plant  installed  at 
ackson  Street  is  as  follows:  One 
boiler,  4  feet  2  inches  x  18  feet  with 
thirty-six  2-inch  flues;  one  hoisting  en- 
gine, 7x10  inch  cylinders,  with  elevator 
and  scaffold  for  same.  There  is  also 
on  the  ground  one  boiler,  8  feet  8 
inches,  by  9  feet,  which  was  not  set 
up  during  the  month.  The  quan- 
tities vouchered  for  the  Jackson 
Street  work  are:  200  cubic  yards  of 
excavation,  and  12,000  feet  B.  M.  of  tim- 
ber. Lydon  &  Drews'  dredge  No.  2 
worked  during  the  entire  month  dredg- 
ing the  South  Branch,  and  70,300  cubic 
yards  of  material  were  vouchered  to 
them.  On  the  15th,  a  voucher  for 
$8,270.88  was  issued  to  the  Lydon  & 
Drews  Company  for  pumping  out  and 
repairing  the  cofferdam  at  Adams 
Street. 

The  C.  T.  T.  R.  R.  Co.  had  a  pile  driver 
and  crew  at  work  most  of  the  month, 
building  pile  abutments  and  center  pier 
for  the  temporary  foundation  for  its 
bridge  at  Taylor  Street,  to  be  used  while 
the  District  constructs  the  new  bridge  at 
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that  point.    This  work  is  being  watched 
by  an  Inspector  of  the  Sanitary  District. 

Section  **0"— Work  on  the  Southwest 
Boulevard  Bridge  was  continued  all  the 
month,  but  the  bridge  is  still  incomplete. 
Some  force-account  stone  cutting  was 
done  on  this  bridge,  occasioned  by  some 
slight  changes  in  the  original  plans. 
Macadamizing  of  approaches  to  this 
bridge  was  begun  on  the  24th  and  con- 
tinued throughout  the  month. 

The  contractors  for  the  eight- track 
bridge  began  excavation  on  tho  24th. 
The  larger  part  of  the  month  was  spent 
in  erecting  camp  buildings.  The  differ- 
ent railroad  companies  at  this  point  did 
more  or  less  work  on  their  tracks,  and  a 
force  of  interlocking  repairmen  worked 
on  the  changes  incidental  to  the  change 
in  location  of  the  P.,  C,  C.  &  St.  L.  Ry. 
tracks.  Work  on  the  new  trestles  for 
the  P.,  C,  G.  &  St.  L.  Ry.  Co.  was  con- 
tinued, pile  driving  was  finished  on  the 
18th,  and  the  entire  structure  was  nearly 
completed  at  the  end  of  the  month.  The 
vouchers  issued  on  account  of  temporary 
bridge  work  are  as  follows: 

C.  T.  T.  R.  R.  Co $     72  26 

C.  T.  T.  R.  R.  Co 100  00 

C.  J.  Ry.  Co 8,772  86 

Continental  Bolt  &  Iron  Works       29  86 

Halvorson,  Richards  &  Co 20  07 

The  Marsh  and  Bingham  Co. . .      180  77 
Continental  Lumber  Company.  1,191  84 

Section  **JV*'— The  shovel  and  incline 
plant  began  work  on  the  17th  of  the 
month  and  quit  on  the  20tb,  owing  to 
the  bad  condition  of  the  tracks,  and 
considerable  time  was  spent  in  repairing 
same.  The  excavated  material  was 
placed  on  the  Southwest  Boulevard, 
south  of  the  river.  The  moving  of  the 
incline  plant  to  the  south  side  of  the 
Channel  was  finished  and  the  plant  put 
in  operation  on  the  25th,  working  day 
shifts  only,  to  the  end  of  the  month. 
The  work  of  excavating  the  Kedzie  Ave- 
nue temporary  roadway  on  force  ac- 
count was  begun  on  the  8th,  a  team 
force  working  from  that  time  to  the  end 
of  the  month.  The  Gray  &  Drake  patent 
excavator  was  put  in  operation  during 
the  month,  but  apparently  was  not  a 
success  and  was  removed  from  the  plant. 

The  back  filling  of  the  south  abutment 
of  the  C,  M.  &  N.  R.  R.  Co.'s  Bridge 
across  the  Main  Channel  was  begun  on 
the  10th.  On  the  24th  it  was  found  that 
the  back  filling  had  forced  the  end  of 
the  long  wing  wall  out  of  place  about 
eight  (8)  inches,  and  the  worx  was  stop- 
ped. Braces  were  put  in  to  hold  the 
wall  and  a  gang  of  men  put  to  work  to 


excavate  the  back  filling.  A  derrick  was 
installed,  the  wall  taken  down  and  ar- 
rangements made  to  rebuild  same,  mak- 
ing it  three  feet  wider  than  before.  The 
painting  of  the  superstructure  of  this 
bridge  was  begun  on  the  Ji2th  and  con- 
tinued throughout  the  month.  On  the 
22nd  a  voucher  for  $144.96  was  issued  to 
the  C.,  M.  &  N.  R.  R.  Co.  for  money 
paid  by  it  for  the  temporary  use  of  land 
during  tde  construction  of  the  new 
alignment  of  said  company. 

The  bridge  of  the  C,  M.  &  N.  R.  R.' 
Co.  across  Kedzie  Avenue  was  decked 
and  painted  between  the  11th  and  the 
16th. 

The  Kedzie  Avenue  Bridge  over  the 
Main  Channel  was  painted  between  the 
24th  and  the  26th,  and  the  approaches  to 
the  same  were  repaired  with  broken 
stone  and  screenings  on  the  26th  and 
27th,  and  the  bridge  was  then  opened  for 
traffic. 

Work  on  the  superstructure  of  the 
bridge  of  the  A.,  T.  &  S.  F.  Ry.  Co.  was 
continued  during  the  entire  month,  and 
finished  with  the  exception  of  painting. 

Section  **K** — The  approaches  to  the 
temporary  trestle  for  the  Belt  Railway 
of  Chicago  were  filled  in  by  team  force 
between  the  14th  and  the  28rd.  A  finiJ 
voucher  for  this  work,  amounting  to 
$114.29,  was  issued  to  Geo.  M.  Huss  on 
the  lOth.  On  the  6th,  a  voucher  for 
$1,072.07  was  issued  to  the  Home  Lum- 
ber Company  for  the  furnishing  of  lum- 
ber for  this  trestle. 

Section  **J" — A  small  force  was  em- 
ployed during  part  of  the  month  taking 
down  the  last  of  the  bridge  conveyors. 

Section  ''IT' — A  pump  was  installed 
on  this  section  on  the  11th,  and  the  dam 
on  the  upper  stream  side  having  been 
strengthened,  the  water  was  pumped  out 
of  the  unfinished  portion  of  it. 

Section  **G^"— A  dam  was  constructed 
at  Station  362  to  protect  the  unfinished 
portion  of  this  section,  and  a  small  team 
force  worked  about  eight  days  during 
the  month  on  this  account. 

On  the  17th,  the  work  of  surfacing  the 
tracks  of  the  A.,  T.  &  S.  F.  Ry.  Co.  was 
resumed,  and  on  the  19th,  the  rails 
were  cut,  and  connection  was  made  with 
the  new  deviation.  The  first  train  went 
over  the  new  line  at  11:00  A.  M. 
The  work  of  surfacing  the  new  roadbed 
and  taking  up  the  rail  and  ties  from  the 
new  roadbed  continued  to  the  end  of  the 
month.  The  following  vouchers  were 
«^ssued  to  the  A.,  T.  &  S.  F.  Ry.  Co.  OD 


account  of  this  bridge:  Capitalization 
Toucber,  $38,307.60 ;  for  work  and  ma- 
terial furoiBbed  during  Uarch,  1896, 
$2,868.06. 

SetUion  "i*"'— The  work  of  pointing 
up  tbe  piei  and  abutments  of  the  sub- 
structure for  the  Ljons-Summit  Road 
Bridge  was  Sniehed  on  the  12th.  The 
eubetructure  ie  now  complete,  but  the 
cofferdam  around  the  center  pier  la  not 
jet  removed.  The  plant  used  in  the 
construction  of  the  substructure  was 
removed.  The  work  on  the  superstruc- 
ture of  this  bridge  was  resumed  on  tha 
ISth  and  continued  to  the  end  of  the 
montb. 

Section  "E"  —  Book  excavation  by 
Peteler  car  and  traveling  derrick  plants 
was  continued  all  the  month.  A  portion 
of  the  plant  uaed  on  the  section  was 
removed.  The  quantities  voucheredon 
account  of  this  work  are  as  follows; 
9,150  cubic  yards  of  solid  rock;  IS.SDO 
cubic  yards  revetment  wall.  A  voucher 
for  $97.00  was  issued  to  the  G.  T.  T,  R. 
R,  Co.  onaccountof  its  temporary  bridge 
across  tbe  Desplaines  River,  and  one  for 
$83.ST  was  issued  to  this  same  company 
on  account  of  ita  permanent  bridge 
acrotiB  the  Main  Channel. 

No  work  was  done  on  the  permanent 
bridge  of  the  C.  T,  T.  R.  R.  Co.  over  the 
Denilaines  Biver.  Tbe  three  old  spans 
of  this  bridge  which  were  raised  on  block- 
ing by  the  contractors  last  December  fell 
all  together  at  11:30  A.  M.  of  April  80th, 
and  each  are  at  present  laying  with  cue 
end  in  the  bottom  of  the  river  and  the 
other  resting  on  a  pier.  The  damage  to 
tbe  trusses  is  alight. 

Ijeelion  f— Stakes  were  set  fcr  the  ap- 
proaches to  the  Willow  Springs  Higb- 
wBv  Bridge  which,  when  completed, 
will  open  the  structure  for  traffic. 

Section  S— Work  on  the  embankment 
of  the  A.,  T.  &8.  F.  Ey.  Co.  was  con- 
fined to  the  north  side  of  the  Main  Chan- 
nel and  continued  up  to  and  including 
the  34th,  at  which  time  work  at  this 
point  was  practically  completed.  A 
voucher  for  6,600  cubic  yards  was  issued 
on  this  account.  The  ties  and  stringers 
for  the  bridge  of  this  company  across  the 
Main  Channel  were  laid,  riveting  was 
finished  and  one  coat  of  paint  applied. 
Tbe  finishing  of  painting  will  complete 
the  work  of  the  Bants  Fe  Company  with 
the  exception  of  the  replacing  of  the 
grade  torn  down  by  the  contractors  to 
construct  side  track.  A  voucher  for 
$104.49  was  vonchered  to  the  Santa  Fe 


Company  for  miscellaneous  expenses  in 
connection  with  this  bridge. 

The  work  of  riveting  the  superstruct- 
ure of  the  Lemont  Highway  Bridge 
across  the  Main  Channel  was  completed 
and  tbe  bridge  floors  laid.  Painting  re- 
mains to  be  done  and  approaches  are 
not  complet«d. 

Section  IS— The  work  of  eicavating 
for  foundations  for  the  east  abutment 
and  pier  of  the  substructure  of  the 
Borneo  Highway  Bridge  was  carried  on 
from  the  4th  to  the  SOth.  Concrete  work 
was  begun  on  the  tOthand  was  ready 
for  masonry  on  the  SOtb.  Tbe  laying  of 
masonry  walls  continued  tbe  balance  of 
the  month.  For  the  weet  abutment  con- 
creting began  on  the  20th  of  March,  was 
ready  for  masonry  on  the  7th  of  April 
and  oompleted  on  the  I8th.  Excavation 
was  also  made  for  foundations  for  retain- 
ing wall  for  roadway,  the  laying  of  con- 
crete for  which  began  on  the  ITth  and 
continued  throughout  the  month.  The 
following  quantities  were  vouohered  on 
account  of  this  bridge.  Excavation, 
430  cubic  yards;  Portland  cement  con- 
crete, 318  cubic  yards;  masonry.  43 
cubic  yards.  The  work  on  the  super- 
structure of  this  bridge  was  begun  on 
March  3oth  and  continued  up  to  and  in- 
cluding April  32nd.  All  iron  work  had 
been  assembled  and  outside  of  the  lay- 
ing of  bridge  fioor,  finishing  up  riveting 
and  painting,  but  little  t 


tkelion  li — The  pumping  plant  was 
run  continuously  throughout  the  month. 
One  pump  was  operated  constantly,  and 
from  the  let  to  the  8th  both  pumps  were 
in  operation.  Tbe  water  in  the  Channel 
on  April  80tb  stood  at  an  elevation  of 
-38.1.  being  l.T  feet  above  grade. 

Section  15 — Work  on  the  superstruct- 
ure of  the  Bear  Trap  Dam  was  carried 
on  continuoualr.  The  principal  operat- 
ing mechanism  and  hydraulic  cylinders 
were  adjusted  in  position,  and  the  clean- 
ing and  painting  of  iron  was  carried  on. 
The  principal  work  remaining  to  be  done 
is  the  completion  of  the  faces  of  the 
abutments  and  the  timber  covering  of 
the  down-stream  leaf.  The  work  re- 
maining to  be  done  on  the  foundations 
consists  in  adjusting  the  Weir  tubes  and 
cleaning  the  gearing  of  the  hand  wheels. 
The  vouchers  issued  on  account  of  this 
work  are  as  follows;  Christie  &,  Lowe, 
$123.16,  $186.0S  and  $891.97. 
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Eight  davB  of  actual  work  was  done,  and 
8,000  cubic  yarda  of  exoavation  were 
vouehered.  A  voucher  for  $14,00  to  P. 
T,  DuDU  &  Co.  was  issued  on  the  6th, 
account  lighting  Lockport  Temporarjr 
Boad. 


and  a  final  voucher  was  rendered 
contractors  for  same.  Final  quantities 
fw  this  work  are  as  follows:  Rxcavation, 
536  cuhio  yards;  Portland  cement  con- 
crete, 440.49  cubic  yards. 

T^e  work  on  the  substructure  of  the 
Wire  Mills  Boad  Bridge  was  also  com- 
pleted, and  a  final  voucher  was  rendered 
to  the  contractoFH  for  the  same.  The 
final  quantities  for  this  work  are:  Exca- 
vation, G08  cubic  yards;  Portland  cement 
concrete,  MH.S?  cubic  yards;  excavation 
of  old  masonry,  9Q  cubic  yards. 

Section  17 — Work  was  carried  on 
throughout  the  month  with  little  inter- 
ruption, and  satisfactory  progress  was 
made.  The  plant  used  did  not  difler 
materially  from  that  reported  last  month. 
The  quantities  vouehered  aro  as  follows: 
Solid  rock,  31,800  cubic  yards;  earth, 
10,100  cubic  yards;  Tail  Kace  excava- 
tion, 4,900  cubic  yards,  retaining  wall, 
390  cubic  yards;  raising  tow-path,  1,900 
cubic  yards.  A  voucher  for  |32,G73.38 
was  issued  to  the  contractors  for  this 

Section  /if— Work  was  cnrried  on  in 
various  parts  of  this  section.  Excava- 
tion was  done  mainly  at  the  east  end  of 
theC  R.I,  &P.  R,  R.  Go. 's  Bridge  from 
the  12th  to  the  3Sth  and  the  material 
placed  in  levee  embankment.  The  work 
of  removing  the  Guard  Lock  was  finished 
on  the  Sth  and  the  removal  of  forms, 
etc..  and  general  cleaning  up  at  Ixwk 
No.  6  was  completed  early  in  the  month. 
Work  on  the  sluice  gales  was  begun  on 
the  Ist  and  oompleted  on  the  lOth.  The 
repair  of  the  tow-path  wall  from  Jack- 
eon  Street  south  was  continued  during 
the  entire  month.  The  quantities 
vouehered  on  account  of  this  work  are 
as  follows;  Excavation  Head  I,  ^,300  cu- 
bic yards;  Excavation  Head  II.  3,700  cu- 
bic yards;  teveeembankment,  S.OOOcubic 
yards;  repair  of  Lock  No.  5,  160  cubic 
yard  cnncrete;  excavation  of  intercept- 
mg  ditch,  1,100  cubic  yards;  extra  con- 
crete for  tunnel,  60  cubic  yards;  repair 
of  tow-patb  wall,  500  cubic  yards;  extra 
concrete  in  sluice  gates.  00  cubic  yards; 
excavation  of  Guard  Lock,  160  cubic 
yards;  backfilling.  Lock  No.  5,  '600  cubic 
yards.      A  voucher  for  $18,071.39  was 


issued  to  the  contractors  for  this  work. 
The  following  ccHlateral  vouchers  were 
issued  against  this  section: 

Canal  Commissioners  (work  at 
Lock  No.  5) t3.0e5  83 

Continental  Bolt  &  Iron  Works 
(hardware  account,  C,  R,  I. 
&  P.  Temporary  Bridge) 77  35 

The  Marsh  «:  BinjEham  Co. 
(lumber  account,  0.,  R.  I.  & 
P.  Temporary  Bridge) 913  58 
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The  regular  platting  was  continued  on 
the  following  contour  maps  between 
Lockport  and  Lemont,  the  60  feet  scale 
maps  of  the  North  Branch  of  the  Chicago 
River  and  on  the  atlas  of  tJie  right  of 

The  following  drawings  were  made: 
A  map  showing  land  required  for  the 
Romeo  Road  deviation;  copy  of  map 
used  in  the  Ray  damage  case;  map 
of  the  west  t>ank  of  the  Deeplaioes 
River  at  Jollet,  showing  lots  to  be 
condemned  and  slope  of  ton  path; 
map  showing  the  Alien  lots  in  West 
Lockport;  maps  of  islands  in  the  l>es- 
plaines  River  at  Joliet  required  for  right 
of  way  purposes;  atlas  and  desciiptions 
of  Will  County  right  of  way,  and  atlas 
and  descriptions  of  Joliet  right  of  way 
for  Recorder's  office  at  Joliet. 

The  greater  part  of  the  time  of  the 
Bridge  Department  was  taken  tip  in 
making  plans  for  the  bridge  of  the  C., 
R.  I .  &  P.  R.  R.  Co.  at  Joliet;  some  lime 
was  given  to  correcting  plans  for  the  C. , 
R,  I.  &  P.  R.  R.  Co.'b  Temporary  Bridge 
at  the  same  place;  to  the  plans  of  the 
Cass  and  JeSerson  Street  Bridges  at 
Joliet;  and  the  supervision  of  the  erec- 
tion of  the  severiu  bridges  not  jH  com- 
pleted. Considerable  time  was  siso  sipent 
m  connection  with  the  completion  of 
the  Southwest  Boulevard  Bridge, 

Detail  work  on  the  plans  for  the  By- 
pass and  work  along  the  Chicago  River 
was  continued.  The  testing  of  sand  and 
cement  for  use  in  construction  work  was 
continued,  as  was  also  the  work  of  pre- 
paring record  photographs  and  the  main- 
tenance of  water  guages.  The  hydraulic 
work  was  carried  on  as  usual;  alsc  work 
on  the  plane  of  the  Bear  Trap  Elam  and 
the  work  through  Joliet.  The  inspec- 
tion of  the  Thirty-ninth  Street   Conduit 

and  all  Sanitary  District    i 

work  was  continued. 
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DIVISION  OF  SEOORDB.     • 

The  work  of   this  Division  has  been 
carried  on  as  usual. 

I  estimate  the  expenses  of  this  De- 
partment for  the  month  of  May  (includ- 


ing   capitalization    vouchers)    will    be 
1225,000. 

Respectfully  submitted, 

(Signed)  Isham  Randolph. 

Chief  Sngif^eer.'^ 


Hb;  24,] 

VALUES— 


[1899. 
.STATBXSST  SHOWINO  CONDITION  OF 


AMOD1.T 

A^„^„«V 

»I»OAC 

„,...899. 

,..„U>T 

iBNEoro 

»*r,. 

DraiOHlTION. 

Chautiel. 

Brldaes. 

Gen- 
eral. 

T„ta,. 

Mala 

»i!S.. 

BrldBCa. 

General 

ChloBSO  RLtw  ImD'msnt 

m,710  46 

(SS.T10  4 

1  ^S1T  1ft 

»1:SS?J 

:'.'".'.'.'.'.' 

1,196  se 

1,188  88 

!s;,«e9&4 

Si 

4'is!342  6: 

TOllsMO 

'S7T,8»5  0 
840,953  9S 
975,948*1 

732.544  7. 
BHS,834  43 
794.838  38 

S:SiS 

887.680  89 
B19.88S  19 

Kii! 

'  3;SS 

3.880  B4 
40,185  11 
B9,4M  9 

H3i«08  9 
83,190  88 
338  41 
8a.8M48 
8.853  8. 

BBlm  li 
S9,8BS9I 

7B.72<l6i 

ie,«3  0S 

W03 

IT,CW)08 

15,148*4 

$    ^m 

1.1I8T0O 

■ffiS 

IB  09 

IB  09 

1,138  87 

117  81 

'm9  li 

1.184  00 

15.797  00 

18,9^03 

W9  1S 

1,800  00 

889  «1 

1,M8  84 

DlBpowl  Wke.  St  Lockpn 

,.-J 

TaylS^Sl^Brl^o^rci;!- 

lS,B8eB6 

138,694  4S 
S8,M5M 

156.707  49 
14,009  OT 
43,880  7« 
61.889  81 

109.110  TO 

''oTVcb^gft;^^" 

8,  TbiSH?.. "Xm: 

1 

Fan  HBDdlB  Br.,  OTer  H. 

c.!M.ftN.R.R:ci:-vi.v.; 

C,.M!*N.£K.to,VBV; 

144  96 

.44  96 

1 

'J:r,S;?:.V°i;- 

A..  T.  *  R.  F.  R.  R.  Co.'B 
A.?T:&'"F.RrB.^Co.'9 

.,^« 

3,258  9g 



Lrons-Summlt  Rottd  Br.. 



.13,978  TT 
33.634  93 
50.07S98 
8.743  10 
SB,7I8  6S 
73,386  41 
ae.934  06 

33,339  89 

LFona-Summlt  RomI  Br.. 

C.  T.  T,  R.  R.  Co. -8  Br,. 

ass; 

.      SSBJ 



C,  T.  T.  R.  R.  Co,'«  Br,. 

"i)r».r5.g.'.'a 

A..  T.  &  S.  P.  R.  R.  Co.'g 



i,ua  49 

'■■'•" 

Lompnt^n^S^T^Br': 



Lemont    HiehnsT   Br. 

'^:^'sV"^"io'''" 
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CONSTRUCTION  CONTRACTS,  MAY  1,  1899. 


• 

Amonnt 
Paid  to  Date. 

RKMAINIMO  TO  BE  EARNED. 

REMAINIKO    TO  BE  PAID  ON  VOUOUERS. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Perceutagres. 

Unpaid 
Vouchers. 

Total. 

$  328,001  06 

$  185,407  75 
415,462  88 
179,1&3  61 
158,015  06 
217,287  06| 
290,399  76 
289,846  0(y 
290,099  40 
387,537  38, 
375,082  Oa 
670,087  74 
594,919  83 
484,259  40 
498,587  76 
917,325  81 

1,349,690  00 
940,975  86 
841,291  85 

1,058,638  66 
755,860  92, 
742,193  37 
797,495  93 

1,000,687  28 
819,424  30 

1,009,136  70 
841,571  93 
860,566  OH 
819,888  19 
931,457  10 
552,033  461 
a5,479  23^ 
130,294  02 
47,981  57 

$  92,799  51 
40,28r  38 
56,322  40 

$      92,799  51 
40,287  38 
56,322  40 

$    22,312  84 

$  20,280  47 
1,444  30 

S  42,593  31 
1,444  30 

416,907  18 

204,116  30 

24,988  69 

24,988  69 

^      158,015  06 

217,287  06 

819  32 

7,888  25 

819  S2 

290,399  76 

7,888  25' 

1 

289,846  00 

290,099  46 

28.129  13 

11,001  20 

1,918  34 

14,728  90 

28,129  18 

11,001  m 

1,918  {Mi 

14,728  90 

887,701  88 

164  50 
84,103  38 
95,313  11 

164  60 

417,032  13 

7,846  75 
15,336  96 

41,950  18 

780,677  81 

110,650  07 

594,919  83 

484,259  40 

498,587  76 

917,325  81 

1,356,585  66 

6,179  83 

715  83 

6,895  66 

940,975  86 

841,291  :» 

1,058,638  66 

755,860  92 

742,193  87 

707,495  93 

1,000,95'2  28 

9,942  66 

9,942  60 

315  00 

* 

315  00 

819,424  30 

1,009,186  70 

841,571  92 

860,566  06 

819,388  19 

*•  •••••• 1 

• 

981,457  10 

552,033  46 

41,329  23 

85,740  00 

124,448  60 

81.975  90 

25,740  00 

124,448  60 

81,975  90 

6,578  96 

4,826  25 
20.366  31 

8,529  56 
11,629  26 

1,023  75 

22,572  38 

15,957  11 

691  97 

5.850  00 

173,282  71 

, 

42.938  69 

72,468  24 

24,486  67 

246.763  45 

234,442  2-^          6.578  98 

12,321  28 

18,058  86 

18,052  85 

$19,495  87 

19,495  87 

12,666  66 

12,666  66 

25,333  34 

125.433  02 

58,345  64 

25,333  84 



129,594  49 

23.940  61 

356,670  24 

632  61 

23,940  61 

355,670  24 

632  61 

4,161  47 

4.161  47 

56,345  64 

156,707  49 

156,707  49 
14,099  87| 
42,680  7tJ 
61,889  61, 

106,851  74 



14,099  87 

42,680  78 

*•'       •••• 

250  00 
7,286  54 

250  00 

7,286  54j 

61,889  61 

109,110  70 

2,258  96 

2,258  96 

19,321  80 

19,381  80 

12,978  77 

1 
12,830  82 

1 
30,252  07 

50,673  38 

3,694  a*^ 

22,718  52J 

70,001  83 

26,574  06 

30,977  0^ 

22.829  89 

15,988  631 

147  95 
2,882  88 

147  95 

32,534  95 

5,362  45 

5.362  45 

2,282  88 

50,673  38 

3,743  10 

14,428  65 

160  00 

34,563  3u 

—4,962  m 

141  35 

14,428  65 
160  00 

48  75 

48  75 

22,718  52 

73.365  41 

I 
34.563  80 

2.977  Oft 

986  49 

8.368  58 

26,924  06 

—4,962  Oa               fl.iO  00 

350  00 

20,977  89 

1 
141  35, 

i 

1 

22,329  89 

15,983  63 

1 

VALUES- 

STATEMENT  SUOWISU   COSDWIOH' 

..».,„„„  ».,..„„^,» 

..»„„„„  „»^ 

DESIONATIOS. 

Chuimel- 

Drldaes. 

S,: 

Total. 

oK* 

River 
Diversion. 

Brldees- 

OM 

BiDlBO     HlBhWHT      Br. 

B  ».a73  K 

SESOS 
BUSS 

314  » 

%  14,462  M 

4.MISS 
41,864  W 

Lockport    aiKhnar  Br. 

"s-S^fT.""™' 

B..  J.  A  E.   R.  H.  Cu.'a 

Jefferwnar.Br.oyerM. 

■"""■ 

'»">"' 

»H,*73  M 

899,774  61 

1  is,ssa.tTi  fit 

>l,00a.tM  SB 

II.D81,»91B! 

ru 

Miyr  34.1  —5805— 

COS8TRUCT10N  C0NTK4CTS.  MAV  1.  18M— CbnMnKfd. 


, ,     ':         a«A.«n<OTo«..E™. 

a«».Nn,o™BEP*n.o»vouc™B.. 

Total. 

Paid  lo  Dale. 

Bridge.. 

Total. 

Retained 

vsss,. 

Total. 

,  .«,Ji 

JlOjmTB 
10,887  K 

$      10,m7B 

10,887  aa 

10,070  0! 

S        SJ8M 

»9,1S1  tD 

T7S91 

a.t4ii  te 

8.917  Hi 

'! 

88.26$  7!S 
45,BiT  ES 

3S,S6G79 

ll 

»«.OM,a)o  m 

lto.n2,M7  S3  s»B,iseo  e7 

f&91,S»48 

J1,08S3BO  05 

tl3a.7fl9  37 

118.888  TI 

S3S1.«Baoe 

May  24,] 

QUANTITIES- 


STATEMENT   SH01!^■I^ 


"■'I's.n.r"' 

T.T..XK.«<T, 

DMIaNATIOK 

Main  CAanntl. 

II 

JfojN  CAonnU. 

Ulaclul 
Cn.Yde 

a_ 

S's 

Cn,  Yds, 

6olld 
Cu  Ydi. 

Wall."* 
Cu.  Td«. 

g':"'."^"'™.'".""—"'-:::-:::: 

71,700 

000 

70i,»no 
i,ia«.'98U 

'S 

ISffi 

|'B34.'80C 
I.S31,MS 
1,57*.03* 
2.H0.B18 

'SS 

43S,T0a 
1.0M.716 

13 

9.1S0 

15,580 
(54.820 

201.428 
378.000 

ffiffi 

ill 

IS 
s 

83,810 

30,821 

mIooo 

Si;800 

3,000 
7.000 

W.MO 

^ 

■■^■■■ 

9,878.5 

^iyi^S.^^fT^^ 

8.808 
7,*<B 

as.ssa 

S.M7 
9.BM 
*.J48.1 

600 
3,081 

2,000 

■K<-im.-    A,.-pnis  -enaiCB    ovor    Haln 

V-^^]""  "A''"v  ""^   over 

A.,T.ia.F.l(  11.  c.'g  Bridge  over 

Lyona-Satmnll  ll.i.il  irldgeover  Dee 

C.  T.  T.  it.  K-  r..  ■■>  Ihiite  over  Main 

■ 

■WlllowSj.ri.iB*l!lj.-hn-aTBridKe  over 

-^iSin*c1;»^nm*J  s,.-'".'"  ^""^  "'" 

i.oao 

1,880 
603 

Lanionl  Hlirtiwny   llridne  ovat  Main 

Loekport  HlBhiVEiy  !;r.il(re  over  Main 

430 
173 

28.67 

■Wire   Ulll'!)    H.. i. dee  over  Mali 

Jefferson  &t.  IJrldBCJVJrM.  C.  800. 18 

Totals 

»1,1W0 

3t,iao 

890 

..7.0.0-. 

«.nMe..B 

,2.»0..Ba..l 

3-3,M'    54 
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DATK. 

1 

1 

ESTIMATED  RBXAIKINO  TO  BE 
DONE. 

FERCENTAOB    COM- 
PLETED. 

Hirer  Diver  Hon. 

Piles. 

Lineal 

Feet 

Masonry 

and 
Concr't 
Cu.  Yds. 

Main  Channel. 

=1> 

"5 

a 

Ma- 
sonry 
and 
Concr't 

• 

Glacial 

Drill. 

Cu.  Yds. 

Solid 

Rock. 

Cu.  Yds. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
&R.W. 

Mas'yJk 
Concr't 
Cu.Ydsi 

HI 

Piles. 

35,500 

1,438 

165,000 
192,523 
244,880 

5,801 

80.97 
89.44 
77.80 

100 
99.62 
97.88 

100 
91.22 
97.18 

100 
99.25 

100 

19.6:1 

100 

•••••••• 

•  •      •  •  • 

!!..!!....! 

4,159 
81,558 

1 

96,997 
89,290 

170.447 

100 
100 

95,718 

....     1 

12,362 

3,432 

170,788 

1 

1  100 

100 
100 
100 
100 
100 

"166 

100 
100 
100 
100 
100 
100 
100 
100 

"166 

212.486 

1 

100 

100 

100 

100 

100 

100 

100 

100 

100 
98.70 

100 

100 

100 

100 

100 

100 

100 
58.93 
44.36 
84.05 
94.39 
00 
I  100 
00 

100 

100 

100 

100 

100 

100 

359,853 

1 

174,656 

1 

100 
100 
100 
100 
100 
100 
100 
100 

•  •  •  • 

119,334 

1 

;*'  .;;..  ;;.... 

> 

106,803 

17,857 



12,256 

1 

1 

97.017 

43,102 
99,309 
16,878 
58,276 
15,677 
7,475 

1 

15,782 

40,763 



12.600 

•  •••••••••t 

1' 

100 
100 
100 
100 

619 

69,000 
160,160 

'"W 

192,570 
159,885 

2,806' 

• 

100 
00 

08.34 

2,507 
11,865.7 

*6,300 

100 
100 

00 
100 

00 

100 

100 

100 

100 

100 

100 

100 

100 
00 

100 

100 

100 

52.01 

90.85 

100 
100 

00 

00 

784 

10,813 

4,421.94 

100 

28,000 

29,600 

14.860 

00 

5.948 

4,288.77 
595.69 
2,886.84 
2,480.36 
2,929.03 
793.3 
2,015 
2,162.79 

ICO 

• 

* 

4,544 

5,748 

100 

100 

1,501 
1,166.5 

104 

2,499 

95.61 
100 

37.58 

100 

372 

1,000 

652 

1 
61.78 

1  100 

00 

400 

598.6 

817.07 

433.36 

508 

449.45 

566.57 
1,041. &4 

IOC 

29,785 

98.97 
100 

574 

100 
100 
100 

\ 

2,850 
3,000 

52 
204 

696 

66 

1 

1,242       00 

*  *     •  •   • 

1      1,339 

258,669 

65,620.5 

42,256.81 

1,200,520 

230,097 

a3,099 

24,199       96.49 

100 

68.59 

66.47 
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KBPOBT  IN  RBFBRENCB  TO  RBMOVAL  OF 
PONTOON  BRIDGB  AT  WBSTBRN  AVE- 
KUB. 

Mr.  Smyth,  chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to 
the  removal  of  the  old  pontoon  bridge  at 
Western  Avenue,  the  report  recommend- 
ing that  the  President  and  Clerk  be 
authorized  and  directed  to  enter  into  a 
contract  with  P.  Peterson  for  the  re- 
moval of  said  bridge  for  the  sum  of  $840, 
said  Peterson  to  be  allowed  to  retain  cer- 
tain material,  as  set  forth  in  the  report. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Bradeu,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chioaoo,  May  22^,  1899. 

To  Uu  Honorable,  the  Board  of   Inistees 
of  the  Sanitary  District  of  Chieajao: 

Obntlbmbn— The  Committee  on  Engi- 
neering reports  that  it  has  discussed  the 
advisability  of  removing  the  old  pontoon 
bridge  at  Western  Avenue,  and  has  in- 
vited bids  for  the  removal  of  said  bridge 
at  said  point;  that  one  P.  Peterson  has 

groposed  to  remove  the  bridge  for  three 
undred  and  forty  dollars  ((840  00),  and 
that,  as  his  is  the  lowest  bid  received, 
the  Committee  advises  that  he  be 
awarded  the  contract. 

As  part  of  the  consideration  for  the 
work  to  be  done,  however,  it  is  stipu- 
lated that  the  contractor  shall  retain  all 
the  material  contained  in  said  bridge  or 
connected  therewith,  excepting  the  scow 
and  piles  now  remaining  at  the  place 
aforesaid. 

The  Committee  recommends  that  the 
President  and  Clerk  of  the  District  be 
authorized  and  directed  to  enter  into  a 
contract  with  said  P.  Peterson,  Esq.,  for 
the  removal  of  said  old  pontoon  bridge 
from  Western  Avenue  to  such  point  as 
may  be  agreed  upon,  for  the  sum  of 
three  huncCed  and  forty  dollars  ($840.00); 
said  contract  to  contain  the  provision 
hereinabove  referred  to  as  to  the  con- 


tractor retaining  the   material  in  said 
bridge,  etc. 

Respectfully  submitted; 

(Sig^ned)  Thomas  A.  Smtth, 

Chairman. 
J.  P.  Mallette, 
Albx.  J.  Jones, 
Jos.  C.  Bkadbn, 
Z.  R.  Carteb, 
Thomas  Kellt, 
Frank  Wenter, 
Wm.  Boldenweck. 
Committee  on  Fngitieering.^^ 

REPORT  IN  REPBRENCE  TO  FINAL  PAY- 
MENT ON  CONTRACT  FOR  SUPER- 
STRUOl^URB  FOR  KEDZIE  AVENUE 
BRIDGE  ACROSS  MAIN  CHANNEL  ON  SEC- 
TION N;  FOR  SUPERSTRUCTURE  FOR  C, 
M.  &  N.  R.  R.  BRIDGE  NEAR  EAST  END  OF 
SECTION  N  AND  FOR  SUBSTRUCTURE 
FOR  SUMMIT  AND  LYONS  HIGHWAY 
BRIDGE  AT  WEST  END  OF  SECTION  F. 

Mr.  Smyth,  chairmau,  presented,  and 
the  Clerk  read,  a  report  from  the  Ck)m- 
mittee  on  Engineering  with  reference  to 
and  accompanied  by  final  certificates  of 
the  Chief  Elngineer  as  to  the  completion 
of  the  work  on  the  contract  with  the 
King  Bridge  Company  for  the  super- 
structure for  the  Kedzie  Avenue  Bridge 
across  Main  Channel  on  Section  N;  with 
the  Toledo  Bridge  Company  for  the 
superstructure  for  the  C,  M.  &  N.  B.  B. 
Bridge  near  east  end  of  Section  N  and 
jointly  with  Messrs.  McArthur  Bros. 
Company  and  Winston  &  Co.  for  the 
substructure  for  Summit  and  Lyons 
Highway  Bridge  at  west  end  of  Section 
F,  the  report  recommending  that  the 
President  and  Clerk  be  authorized 
and  directed  to  make  final  payment 
to  said  King  Bridge  Company  of  $250, 
to  said  Toledo  Bridge  Company  of  $2,000, 
and  to  said  McArthur  Bros.  Company 
and  Winston  &  Co.  of  $2,440.78,  upon 
the  execution  of  receipts  in  full  and 
releasing  District  from  any  and  all 
claims  of  whatsoever  nature. 

Mr.  Smyth,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Biraden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 
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The  following  is 

THE  REPORT: 

"Chioaoo,  May  22,  1899. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  ChicaQo: 

GENTLEMEN—The  Committee  on  Engi- 
neering desires  to  report  that  the  Chief 
Engineer  has  awarded  final  certificates 
to  the  King  Bridge  Company  of  Cleve- 
land, Ohio,  for  the  work  done  under  its 
contract,  dated  May  1,  1898,  for  the 
superstructure  of  the  Kedzie  Avenue 
Highway  Bridge  across  Section  "N"  of 
the  Main  Channel,  in  the  sum  of  two 
hundred  and  fifty  dollars  (|260.00),  and 
to  The  Toledo  Bridge  Company  of  To- 
ledo, Ohio,  for  the  work  done  under  its 
contract,  dated  November  16,  1897,  for 
the  superstructure  of  the  Chicago,  Madi- 
son &  Northern  Railroad  Bridge  across 
Section  "N"  of  the  Main  Channel,  in  the 
sum  of  two  thousand  dollars  (|2,000.00), 
and  to  MoArthur  Bros.  Company  and 
Winston  &  Co.  for  the  work  done  under 
their  contract,  dated  August  19)  1898, 
for  the  substructure  of  the  Summit  and 
Lyons  Highway  Bridge  across  the  Main 
Channel  on  Section  ''F",  in  the  sum  of 
twenty-four  hundred  and  forty  dollars 
and  seventy-eight  cents  ($2,440.78);  that 
the  Committee  has  examined  each  of 
said  certificates  and  considered  the  sub- 
ject matter  of  the  completion  of  the 
work  done  under  each  of  said  contracts 
respectively,  and  recommends  as  fol- 
lows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  said  King  Bridge 
Company  in  the  sum  of  two  hundred  and 
fifty  dollars  (|250.00),  to  said  The  Toledo 
Bridge  Company  in  the  sum  of  two 
thousand  dollars  ($2,000.00),  and  to  said 
Mc Arthur  Bros.  Company  and  Winston 
&  Co.  in  the  sum  of  twenty-four  hun- 
dred and  forty  dollars  and  seventy- eight 
cents  ($2,440.76),  the  sums  found  to  be 
due  said  contractors  respectively,  upon 
the  execution  of  a  receipt,  in  faVor  of 
the  District,  made  by  each  of  said  con- 
tractors, in  full  jEuid  releasing  the  Dis- 
trict from  any  and  all  claims  and  de- 
mands of  every  kind  and  nature  whatso- 
ever by  said  contractors. 

Respectfully  submitted, 

(Signed)    •  Thomas  A.  Smyth, 

(^hairmaji. 

J.  P.  Mallettb, 

Jos.  C.  Braden, 

Frank  Wenter, 

Alex.  J.  Jones, 

Wm.  Boldenwbck, 

Committee  on  Engineering.'''* 


The  following  are 

THE  CERTIFICATES  OP  THE  CHIEF  BNQI- 

NEBR: 

Chicaoo,  May  18, 1899. 

To  the  Honorable  the  Board  of  Trustees  of 
Sanitary  District  of  Chicago: 

Gentlemen— I  hereby  certify  that  the 
Eling  Bridge  Company  has  completed  all 
of  the  work  covered  by  its  contract 
dated  May  81,  1898,  for  the  superstruct- 
ure of  the  Kedzie  Avenue  Highway 
Bridge  across  the  Main  Channel  on  Con- 
tract Section  "N,"  to  the  full  satisfaction 
of  the  Chief  Engineer  and  in  accordance 
with  the  terms  of  the  said  contract  with 
this  District.  This  certificate  is  given 
subject  to  any  unaccrued  or  unmatured 
obligations  imposed  by  the  contract. 

The  following  is  a  statement  covering 
the  contract: 

Contract  price  for  sap«r8traotare  com- 
plete  $21,816  60 

Less  amount  paid  on  preyiooB  estl* 
mates Sl,066  00 

Amountdueand  onpaid $    850  00 


Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer.'''' 


The  following  is 

THE  REPORT: 


« 


CHICAGO,  May  13,  1899. 


To  the  Eonorahle^  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago : 

Oentlehen— I  hereby  certify  that  The 
Toledo  Bridge  Company  has  completed 
all  of  the  work  covered  by  its  contract 
dated  November  16,  1897,  for  the  super- 
structure of  the  bridge  across  the  Main 
Channel  on  contract  Section  ''N"  for  the 
use  of  the  C.,  M.  &  N.  R.  R.  Co.  to  the 
full  satisfaction  of  the  Chief  Engineer 
and  in  accordance  with  the  terms  of  the 
said  contract  with  this  District. 

This  certificate  is  given  subject  to  any 
unaccrued  or  unmatured  obligations  im- 
possd  by  the  contract. 

The  following  is  a  statement  covering 
this  contract: 

Contract  price  for  superstructure  com- 
plete  871,164  00 

Extra  material  sundry  test  bars 95  28 

Extra  material,  four  rods  used  in  tests        17  29 


Rxtra  material,  elgbt  olflTloea  aied  In 

Bitni  material,  8011(117  mstal  inoludlng 
naioe  plates l.iSS  SS 

Total raSSl  SB 

LeBSBmaaDt  Daid  on  pravloiu  estimates  Tn,E31  39 

Amount  dae  and  unpaid (3.000  0} 

Reapectfullf  Bubmittcd, 
(Signed.)  Ibham  Ranpolph, 

Chief  Engineer." 


"Chicaoo,  May  13, 18W. 
To  the  Hmwrablt  the  Btxvrd  of  Trutteet 
»f  the  SanUaru  DUtria  of  Chicago: 

Gkhtlkueh:— I  hereby  certify  that 
HoArtbuT  Bros.  Company  and  Winston 
ft  Gompftny  bsva  completed  all  of  the 
work  covered  by  their  contract  dated 
Ang.  IS,  1898,  for  the  aubetructure  ot 
the  Lyons-Summit  Highway  Bridge 
acroas  the  Main  Channel  on  Contract 
Section  "F"  to  the  fall  satisfaction  of 
the  Chief  Bngineer  and  in  accordance 
with  the  terms  of  said  contract  with  this 
DiBtrlct.      This  csrtiScate  is  given  aub- 

i'ect  to  any  unaccrued  or  unmatured  ob- 
Igations  imposed  by  the  contract. 

The  followlKg  ia  the  statement  cover- 
ing the  contract: 

EioavatloD.il.eTDoa.  rdii.  at  41)0 >     B«6  00 

Timber  !a  rouadatloa.  S.COO  R.,  B.  M.. 

atSSS T5  00 

Plle9de1lTered.3,I001ln.  tt-at  ir>c 474  00 

Plle>drlT6n,  1,501  lln.tt.«atlOo 325  15 

Natural  oemQDt  oonorete.  »08 ,8  on.  JdB. 

at|S.60 1,073  10 

Portland  cement  concrete,  UO.B  cu. 

ydl.  at»B S,340  80 

Maienry.  l.m.Bou.  yds.  atSlO.BO ia,S!4  90 

Total  amonnt  Barned »18,4I»  05 

Total  amount  paid 15,080  17 

Total  amotlQt  due  aud  unpaid t  2,440  TS 

Beepectfully  submitted, 
(Signed)  iBHAM  Randolph, 

Chief  Euginffvy 

PAYMENT  OF  INDBHNITT  TO  C.  M.  &  N. 
H.  R,  CO.  FOB  REPAIRS  AND  MAINTEN- 
ANCE OF  BRIDOOS. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  setting  forth 
that  the  Chief  Engineer  of  the  District 


and  the  Chief  Engineer  of  the  C,  M.  & 
N.  R.  R.  Co..  acting  together  under  (he 
provisions  of  the  agreement  witli  that 
company,  of  June  83,  A.  D.  1897,  have 
found  the  amonnt  of  indemnity  to  be 
paid  for  the  cost  of  originai  bridge  re- 
pairs, etc.,  under  the  terms  of  said  con- 
tract to  be  938.651&0;  the  report  being 
accompanied  by  the  certiScaie  of  said 
Chief  Engineers  and  recommending  that 
the  President  and  Cleric  bo  authorized 
and  directed  to  payaaid  suoi  to  said 
company  on  execution  of  a]>roper  receipt, 

Mr.   Smyth,  seconded   by  Mr.  Carter, 


On  roll-call  the  vote  Btoi>d:  Yeas— 
Heaars.  Bold  en  week,  Brcden,  Car  tar. 
Elckhart,  Jonea,  Kelly,  Mallettc,  Smyth 
and  Wenter— nine.    Nays— none. 


The  following  ia 

THE  RBPORT, 

"Chicaoo,  Msy  22,  1809. 
'i'o  the  Honorable,  the  Board  of  TrnsUts 
of  the  Sunitary  Districl  of  Ckieaijti: 

Oentlbmbh— The  Committee  on  Engi- 
neering desires  herewith  to  report  that 
the  Chief  Engineer  of  the  District  Hn<l 
the  Chief  Engineer  of  the  Chicago,  Mad- 
ison and  Northern  Railroad  Company, 
acting,  together,  under  the  provisions  of 
Section  5,  Article  3,  of  the  contract 
entered  into  on  the  33nd  d&y  of  June,  A. 
D.  1897,  by  and  between  the  Chicago, 
Madison  and  Northern  Railroad  Com- 
pany and  the  District  (pa£e  409D  of  the 
Proceedinga),  with  refereni^B  to  the  pay- 
ment to  be  made  (o  the  said  R.iilroadCom- 
pany,  aa  an  indemnity  for  the  cost  of 
ordinary  bridge  repairs,  etc.,  under  the 
terms  of  said  contract,  liave  found  that 
the  sum  to  be  paid  to  taid  Company 
amounts  to  flfty-eight  thout^and  nine 
hundred  and  fifty-four  dollars  and  Rfty 

The  Committee,  therefore,  recom- 
mends that  the  President  and  Clerk  of 
the  District  be  authorized  and  directed 
to  pay  to  the  said  Chicago,  hladison  aijd 
Northern  Railroad  Company  the  aum  of 
fifty  eight  thousand  nine  hundred  and 
fifty-four  dollars  and  fifty  cen  ts 
($58,9^.00),  when  said  c^mipany  shall 
have  executed  a  proper  receipt  therefor. 
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Attached  hereto  ib  the  certificate  of 
said  Engineers. 

Respectfully  submitted, 
(Signed)  Thomas  A.  Smyth, 

J.  P.  Mallettb, 
Alex.  J.  Jones, 
Thomas  Kelly, 
Frank  Wenter, 
Wm.  Boldenweck, 
Jos.  C.  Bkadex, 
Committee  on  £tighieerlng.^^ 


The  following  is 

THE    CBRTIFICATE  OF   THE   CHIEF   ENGI- 
NEERS. 

Acting  under  the  provisions  of  Sec- 
tion 5,  Article  II,  of  the  contract  en- 
tered into  on  the  32iid  day  of  June,  A. 
D.  1697,  by  and  between  the  Chicago, 
Madison  and  Northern  R.  R.  Ck)m- 
pany,  party  of  the  first  part,  and  the 
Sanitary  District  of  Chicago,  party  of 
the  second  part. 

We,  the  undersigned.  Chief  Engineers, 
respectively,  of  the  said  Railroad  Com- 
pany and  the  said  Sanitary  District,  here- 
by certify  that  we  have  verified  the 
weights,  quantities  and  volumes  of  ma- 
terils,  coming  under  the  provisions  of  said 
Section  5  of  the  aforesaid  contract  of  June 
22,  A.  D.  1897,  and  have  made  the  com- 
putations thereon  for  the  purpose  of  de- 
termining the  sum  to  be  paid  the  Rail- 
road Company  by  the  Sanitary  District 
as  an  indemnity  for  the  cost  of  ordinary 
repairs  and  maintenance  of  the  bridge 
structure  erected  across  the  Main  Chan- 
nel of  the  said  Sanitary  District  and  the 
girder  span  across  Kedzie  Avenue  (both 
on  Contract  Section  **N")  for  the  use  of 
the  Railroad  Company,  and  as  a  consid- 
eration for  the  Railroad  Company's  as- 
suming all  liability  for  natural  depre- 
ciation of  and  accident  to  the  said 
structures  —  such  computations  being 
made  on  the  basis  of  the  use  of  said 
bridges  as  fixed  structures— and  we  find 
the  sum  to  be  so  paid  to  amount  to  fifty- 
eight  thousand  nine  hundred  and  fifty- 
four  and  fifty  hundredths  dollars 
($58,954.50),  as  shown  in  detail  upon  the 
statement  hereto  attached. 

(Signed.) 

Chicago^  M'adixon  and  Northern   Railroad 
Company, 

By  Davio  Sloax, 

Chief  Hmirtiecr. 

tianitary  District  of  Chicago: 

By  ImhamRaxdoli'U, 

Chief  Engineer. 


RELEASE  OP  SURETY  ON  REDUCED  BOND 
ON  CONTRACT  FOR  SECTION  15. 

Mr.  Smyth,  Chairman,  presented,  and 
and  the  Clerk  read,  a  report  from  the 
Committee  on  Engineering  with  refer- 
ence to  and  accompanied  by  a  communi- 
cation from  the  Fidelity  and  Deposit 
Company  of  Maryland,  as  to  the  cancella- 
tion of  the  reduced  bond  of  Messrs. 
Wright,  Meysenburg,  Sinclair  &  Carry 
on  the  contract  for  Section  15,  the  report 
recommending  that  the  surety  on  said 
bond  be  released  from  further  liability, 
the  contractors,  however,  to  remain 
liable  thereon. 

Mr.  Smyth,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT. 

"Chicago,  May  23, 1899. 

lo  tlie  Honorable  the  Board  of  Trustees 
of  ike  Sanitary  District  of  Chicaqo: 

Gentlemen — The  Committee  on  En- 
gineering herewith  reports  that  it  has 
received  a  communication  from  the 
Fidelity  and  Deposit  Company  of  Mary- 
land, on  behalf  of  Messrs.  Wright,  Mey- 
senburg, Sinclair  &  Carry,  requesting  the 
cancellation  of  their  bond  for  five  thou- 
sand dollars  ($5,000.00),  approved  by  the 
Board  of  Trustees  on  June  16th.  A.  D. 
1898  (page  48S9  of  the  Proceedings). 

This  firm  had  a  contract  for  Section  15 
of  the  Main  Channel  and  the  work  there- 
on has  been  fully  completed  for  more 
than  two  years  last  past.  The  Commit- 
tee has  been  advised  by  the  Attorney  for 
the  District  in  an  opinion,  hereto  at- 
tached, that,  in  view  of  the  fact  that 
there  are  no  claims  pending  against  said 
contractors  on  said  section,  there  is  no 
further  necessity  for  holding  the  surety 
on  said  bond. 

The  Committee  deems  it  advisable, 
therefore,  that  said  bond  be  released, 
and  recommends  that  the  surety  com- 
pany on  said  bond  be  released  from 
further  liability  thereon;  provided,  how- 


ReBpectfulty  Bubmitted, 
(Signed)  Thomas  A.  Shttb, 


J,  F.  Mallbtts, 


fRAKE  Wknteb, 
ALBZ.  J.  JONBS, 

Wh.  Boldkhweoe. 
CommitUe  on  £ni7<n<ering." 
(Two  encloeuraaO 


7  IK  BBF£RE«CE  TO  AGRBBUBNT 
FOB  U0DBL8  OP  SANITARY  DISTRICT 
WORK  FOR  PARIS  EXPOSITION. 

Mr.  Smytb,  Chairniaii,  preaented,  and 
the  Clerk  read,  a  report  from  the  Oom- 
mitteeon  Engineering  with  refereccB  to 
the  acceptance  of  a  propoeition  made  by 
Edwin  E.  Howell  of  Washington,  D.  C, 
for  (urnishlng  certain  models  of  Diatrict 
work  to  be  sent  to  the  Paris  Exposition 
in  1900;  the  report  recommending  that 
the  Board  of  Trustees  approve  the  con 
tract  made  through  the  Chief  Engineer 
of  the  District  with  said  Edwin  E.  Howetl 
for  the  work  specified,  provided  the  com- 
pensation to  be  paid,  including  labor  and 
material,  shall  not  exceed  $3,500,  the 
report  being  accompanied  by  a  copy  of 
the  acceptance  of  the  Chief  Engineer  of 
said  propoeition. 

Mr.  Smyth,  secoaded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yess— 
Mesers.  Boldenweck,  Carter,  Eckhart, 
Kelly,  Hmyth  and  Wenter— six.  Nays- 
Messrs.   Braden,    Jones-  and  Mallette — 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  follewlng  ia 

THB  RBPORT. 

"Cnicjioo.  May  22,  1S99. 
To  tKe  Honorable  the  Board  tif  I'ltuteei 
of  tfte  Sanitary  District  of  Cliicaao : 
Gentlbmsn— The  Committee  on  Engi- 
neering herewith  reports  that  the  Chief 
Engineer  of  the  District,  in  accordance 
with  the  direction  ot  the  Committee,  has 
written  an  acceptance  to  the  proposition 
maide   by   Edwin   E.  HowelL  Esq.,  of 
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WashingtoD,  D.  C,  for  the  modeling  of  a 
relief  map  ot  the  Sanitary  Dletrict  of 
Chicago,  and  for  certain  models  of  the 

work  to  be  sent  to  the  Pads  Exposition 
in  1900.  The  terms  of  emploympnt  of 
said  Howell,  in  the  matter  of  construct- 
ing the  models,  are  outlined  in  s  com- 
munication of  the  said  Chief  Engineer 
of  the  District  to  said  Howell,  dated  May 
17th,  189B,  a  copy  of  whiih  is  liereto 
attached.  The  tot^  compensation  which 
the  Committee  has  agreed  shall  be 
paid  for  the  entire  work  of  constructing 
said  models  shall  not  exceed  thirty  five 
hundred  dollars  ($8,500.00),  Tbis  in- 
cludes models  of  characteristic  sections 
of  the  Canal,  as  at  Willow  Springs  and 
other  parte  of  the  Channel,  and  also  of 
the  Controlling  Works,  showing  th>?  Bear 
Trap  Dam,  sluice  gates,  abutmenCe, 
piers,  etc.  The  work  ia  to  be  acceptable 
to  the  Chief  Engineer  of  the  District. 
and  all  to  be  completed  in  proper  time 
for  the  Exposition  in  1900. 

The  Committee  recommends  that  the 
Board  of  Trustees  approve  the  contract 
made  through  the  Chief  Engineer  :)f  the 
District  with  said  Edwin  E.  Hitwell, 
Epq.,  for  the  work  specified,  providing 
that  the  compensation  to  be  paid,  in- 
cluding tabor,  materials,  etc.,  shall  not 
exceed  thirty -five  hundred  dollars 
($3,500.00). 

Bespectfully  submitted. 


(One  enclosure.) 

REPORT  IN  REPERENCK  TO  BIDS  "FOR 
SUPPLYISQ  AND  KRECrriNO  SUB  ANI> 
SUPBRSTRCrCTUltE  OF  BELT  RAILWAY 
It RIDQE  CROSSING  MAIN  CHANNEL  NKAR 
EAST  END  OF  SECTION  K." 

Mr.  Smyth,  chairman,  presented  and 
the  Clerk  read  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to 
the  bids  "for  supplying  and  erectiD^  sub 
and  superstructure  of  Belt  Railway 
Bridge  crossing  Main  Channel  near  past 
end  of  Section  K,"  presented  and  re- 
ferred to  that  Committee  at  the  mL'eting 
held  Hay  10,  1899  (page  5690  of  Ihg  Pro- 
ceedings), the  report  recommending  Chat 
the  President  and  Clerk  be  authorized  to 
with   the   Toledo 


May  24,j 


—5817— 


ris«9 


Bridge  Company  at  the  prices  set  forth 
in  the  report  as  soon  as  same  shall  have 
been  executed  by  said  Toledo  Bridge 
Company  and  a  bond  furnished  by  said 
company  acceptable  to  the  Committee  on 
Finance  and  approved  by  the  Board ;  the 
report  also  recommending  that  the 
checks  of  all  but  those  of  the  three  low- 
est bidders  on  said  work  ba  returned  to 
said  bidders  respectively,  and  ihat  when 
said  contract  is  properly  executed  the 
checks  of  said  three  lowest  bidders  be 
then  returned. 

Mr.  Smyth  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and  the 
recommendations  contained  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

In  the  same  connection  Mr.  Jones, 
seconded  by  Mr.  Wenter,  moved  that 
the  rules  be  suspended  and  that  the 
Committee  on  Finance  be  authorized  to 
approve  the  said  bond  of  the  Toledo 
Bridge  Company  on  behalf  of  the  Board. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried.  * 

The  following  is 

THE  REPORT : 
**CHlCAao,  May  22,  1899. 

2V)  t/ie  Honorable,  the  Board  of  Trustees 
ofUie  Sanitary  District  of  Chicago: 

Gentlbmrn— The  Committee  on  En- 
gineering, to  which  was  referred  at  the 
meeting  of  the  Board  held  on  the  10th 
of  May,  1899,  (page  5696  of  the  Proceed- 
ings), bids  for  the  sub  and  superstructure 
for  the  Belt  Railway  Four- Track  Bridge 
near  the  east  end  of  contract  Section 
**K*\  on  the  line  of  the  Main  Channel, 
herewith  reports  that  the  Committee  has 
carefully  examined  and  considered  the 
list  of  bids  submitted  on  the  work  men- 
tioned, as  advertised  for,  and  finds  the 
lowest  bidder  on  said  work  to  be  The 
Toledo  Bridge  Company  of  Toledo,  Ohio; 
and  the  Committee  reports  that  the  said 
lowest  bidder  is,  in  its  opinion,  respon- 
sible; and  therefore,  it  recommends  that 
the  contract  for  the  execution  of  said 


work,  as  herein  above  mentioned,  be  let 
to  said  The  Toledo  Bridge  Company,  at 
the  following  prices: 

For  excavation,  45  cents  per  cubic 
yard. 

For  piles,  delivered,  16  cents  per  lineal 
foot. 

For  piles,  in  foundation,  19  cents  per 
lineal  foot. 

For  Portland  cement  concrete,  $5.60 
per  cubic  yard. 

Fer  masonry,  $11.00  per  cubic  yard. 

For  superstructure  complete,  as  speci- 
fied, |181,2C0.00. 

For  extra  medium  or  soft  steel,  5)^ 
cents  per  pound. 

For  extra  steel  castings,  6  cents  per 
poi:^nd. 

For  extra  lumber  erected  in  place, 
$80.00  per  1,000  feet  board  measure. 

TheCommitttee,therefore,recommends 
that  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  exe- 
cute, on  behalf  of  the  District,  said  con- 
tract in  form  prepared  according  to  said 
advertisement,  plans  and  specifications, 
as  soon  as  same  shall  have  been  executed 
by  said  The  Toledo  Bridge  Company,  and 
a  bond  furnished  by  said  company  and 
approved  by  the  Board  of  Trustees,  in 
the  penal  sum  of  thirty  thousand  dollars 
($30,000.00),  said  bond  to  be  executed  in 
proper  form  with  a  surety  company  ac- 
ceptable to  the  Finance  Committee,  and 
approved  by  the  Board. 

The  Committee  recommends  that  the 
checks  of  all,  except  the  three  lowest  bid- 
ders on  said  work,  be  returned  to  said 
bidders,  respectively,  and  that,  when 
said  contract  is  properly  executed  ac- 
cording to  the  above  report,  the  checks 
of  said  three  lowest  bidders  be  returned 
to  them,  respectively. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth, 

J.  p.  Maij.ette, 
J.  C.  Bkaden, 
Z.  R.  Cautbr, 
Frank  Wenter, 
Thomas  Kelly, 
Alex.  J.  Jones, 
Wm.  Boldenweck, 
f'ommiitee  oh  EnyinetHnij.'*'' 

(One  enclosure.) 


CLOSING  OFOFFICESON  DEOOBATION DAY. 
UiiJer  the  head  of  new  Inislneea  Mr. 
Braden  presented,  ami  seconJed  by  Mr. 
UBllBt.t«,  moved  the  adoption  of  the 
following 


The  motion  prevailed  nnanimously 
and  the  President  declared  the  order 
adopted. 

ADJOURNMENT. 


OrcUred,  That  the  oflioea  of  the  Sani- 
tary District  of  Chicago  be,  and  the 
same  are  hereby,  ordered  closed  on  Tues- 
-*--  May  30,  1898,  the  name  being 
"T  Day,"  a  legal  holiday. 


"15^0 
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— OF  THE  - 


Board  of  Trustees 


— OP  THB — 


Sanitary  District  of  Chicago. 


MAY  31.  1899. 


OFFICIAL   RECORD 

Puthsh4d  by  authority  cf  the  Board  qf  Trustees  of 
the  Sanitary  Dittriet  of  Cfhieaao. 


REGULAR  MEETING. 

The  four  hundred  and  fortieth 
cegnlar  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  May  81,  1899, 
at  2  o'clock  P.  M. 

On     roll-call    Messrs.     Boldenweck, 


Braden,  Carter,  Eckhart,  Jones,  Kelly, 
Mallette.  Smyth  and  Wenter  —  nine 
members,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 


MINUTES. 

The  minutes  of  the  regular  meeting 
held  May  34,  1899,  were  approved  as 
printed,  on  motion 'of  Mr.  Kelly,  sec- 
onded by  Mr.  Mallette. 


♦VOUCHERS. 
The  Clerk  presented  the  following  vouchers: 

PAT  ROLLS. 

KngiuetT\ug  Department  (Chief  Engineer's  roll,  May,  1899) $  1,141  67 

Engineering  Department  (Division  of  Construction  roll,  May,  1899) 5,868  73 

Engineering  Department  (Division  of  Draughting  and  Designing  roll, 

May,  1899) 1,650  67 

Engineering  Department  (Division  of  Records  roll,  Ma^,  1899) 682  00 


$  8.843  07 


mbj  31,1  —5820— 

ClerlPulDepttrtineut  IClerlfs  roll.  May,  l*>9)....,. 

l,sw  Depiirtmoiit  (Altoniey's  roll.  May,  ISHH) *  1.433  St 

Law  DupirtmonC  (Jollat  roll.  May.  1W.W| 4n8  33 

Treasury  Depiirt iiienl  (Troasurec's  roll.  Mity.  1899) 

General  Accouul  (General  roll,  Mny,  181RI) *      330  IW 

General  Accuunt  (Trusleos'  roll.  May,  IftilU) 2,333  a* 

Poliee  Ueparliiien  t  (MflrsUarn  roll.  Miij,  ISllil) 

MaiDteoaiicE  Account  (Pampln^  Plant  roll.  May,  lb9Uj 

ToWl , 

Isbam  Ua,nilol|ili  (BSpensej 


1,IW3  34 


S,e53  34 

3,3.^  36 

615  84 


lahanj  RanJolph  (Iravclinu  and  espenae) i      216  89 

Moore  &  Janea,  ngcnts  Hnstiraace  promiums) 360  00 

576  89 

Isham  Ralidolph  (Seellon  N-C.  M.  &  N.  11.  R.  Bridge) «     3(B  95 

Hayes  Bros,  at  al.  (Sactlon  N,  reserve  on  account) ].'>.000  00 

15,2*1  9S 

G  rand  total t  33,806  l» 

*To  tie  paid   by  wurraats.  witli   irileiuet  euupons  attacbed,  drawn  against  the  Tux  Levy 
(or  l»9!l. 


Mr.  Carter,  Beconded  by  Mr.  Jones, 
moved  that  the  vouchers  hb  rtad  and 
Bbotvii  atiove  b»  apjiroved  and  ordered 

On  roll-call  tlw  vote  stood:  Veae — 
Messrs.  Bol  den  week,  Bradpn,  Carter, 
Eckhaic  (excepl  as  to  vou-dier  for  Divi- 
sion of  ConstriKtiim  pai/  roll,  SS,S6/i.TS 
on  ■mliieh  fte  ooleil  nay},  Jones,  ^lly, 
MoUette  anil  Wenter — eight  {except  as 
above  stated).  Nbjh — none  itxcept  as 
abope  staled). 


WEEKLY 


OS   1 


J  PLOY  E. 


The  Clerk  presented  a  report, 
cordance  with  the  Rules,  showi 
number  of  peispns  in  the  employ  of  the 
DialiicC  for  the  week  endini;  Mhv 
37tli,  1899,  which  was  read.and.by  unani- 
mouB  oonsent.  was  ordered  printod  and 
placed  on  file. 


Tbe  folktwing  is 

THB  report: 
"Chicago,  Uaj  81, 1899. 

To  the  Honorable,  the  Board  of  Trjittect 
of  the  Sanitary  Dletrlct  of  Chicago  : 
Qentleubn  —  I  beg  leave  to  report 
herewith  the  number  of  employes  in  each 
department  for  the  week  ending  May  37, 
1699,  as  the  same  have  been  reported   to 

Engineering  department 79 

Maintenaoce  account 9 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

General 8 

Total  employee 184 

Respectfully  submitted, 
(Signed)  Josefh  F.  Haas, 

Clerk." 


I     1 1  ■' 
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PAYMENT  ON  ACCOUNT  ON  CONTRACT  FOR 
SUPERSTRUCTURE  OP  SOUTHWEST 
BOULEVARD  BRIDGE. 

The  Clerk  preBented  and  read  a  report 
from  the  Chief  Engineer  recommending, 
for  reasons  set  forth  in  -the  report,  the 
payment  of  $l5,00(i  to  the  J.  G.  Wagner 
Company  on  contract  for  the  superstruc- 
ture of  the  Southwest  Boulevard  Bridge. 

Mr.  Wenter,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  received  and 
the  reoommendatioDS  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenwpck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
chured  the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chicago,  May  31, 1899. 

To  the  JETonomblej  ilie  Bqftrd  oj   Tntsteea  of 
the  Sanitary  District  of  Chicago: 

GENTLEMEN-^Owing  to  an  error  in  the 
bill  presented  by  the  J.  G.  Wagner  Com- 
pany for  attaching  to  the  final  voucher 
for  the  Western  Avenue  and  Southwest 
Boulevard  Bridge  that  final  voucher  can 
not  be  brought  iuto  this  meeting,  but  as 
they  are  in  need  of  money  I  recommend 
the  payment  on  account  of  $15,000.  The 
final  voucher  can  come  in  at  the  next 
regular  meeting. 

I  am  in  receipt  of  a  communication 
from  them  this  morning  acknowledging 
their  error  in  presenting  their  claim  as 
it  originally  came  to  me,  so  that  there 
will  be  no  dispute  in  the  final  settlement. 

Respectfully  submitted, 

<S!gned)  Isham  Randolph, 

Chief  Engineer. ^^ 
(Accompanied  by  voucher). 

approval  op  bond  on  contract  for 

SUB  AND  superstructure  OP  BELT 
RAILWAY  BRIDGE  CROSSING  MAIN 
CHANNEL  NEAR  BAST  END  OF  SEC- 
TION K. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  in  reference  to  the 
acceptance  and  approval  of  the  bond  of 
the  Toledo  Bridge  Company  on  the  con- 
tract for  the  sub  and  superstructure  of 
the  Belt  Railway  Bridge  crossing  the 
Main  Channel  near  east  end  of  Section 


K,  in  accordance  with  the  action  of  the 
Board  at  the  meeting  held  May  24,  1899 
(page  5816  of  the  Proceedings),  the  re- 
port setting  forth  that  the  Committee 
has  examined  and  approved  said  bond, 
and  recommending  that  the  same  be 
placed  on  file  with  the  Clerk. 

By  unanimous  consent  the  report  was 
ordered  received,  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT: 

**Chicago,  May  29,  1899. 

To  the  HononibLe  the  Board  of  Truateei 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Committee  on  Fi- 
nance, to  whom  was  referred,  at  the 
meeting  of  the  Board  held  May  d4th,  A. 
D.  1899,  (page  5816  of  the  Proceedings) 
for  acceptance  and  approval  on  behalf 
of  the  Board  of  Trustees,  the  bond  of  the 
Toledo  Bridge  Company,  presented  with 
the  contract  awarded  to  said  company 
for  the  construction  of  the  four- track 
railway  bridge  across  the  Main  Channel 
on  Section  *'K,"  herewith  reports  that 
the  Committee  has  examined  said  bond 
and  has  approved  the  same,  and  recom- 
mends that  the  same  be  placed  on  file 
with  the  Clerk  of  the  District. 

Respectfully  submitted, 

(Signed)  Z.  R.  Carter, 

Chairman. 
B.  A.  Eckhart, 
Frank  Wbnter, 
Thomas  Kbllt, 
Alex.  J.  Jones, 
Committee  on  Finance.^ ^ 


The  following  is 

THE  CONTRACT  : 


(4 


SANFTART  DISTRICT  OF  CHICAGO. 


Contract  and  speclflcations  for  substructure 
and  superstructure  for  the  Belt  Railway 
Four-Track  Bridge  near  east  end  of  con- 
tract Section  ^'K,"  on  the  line  of  the  Main 
Drainage  Channel. 

This  Agreement,  Made  and  entered  into 
this  twenty-seventh  *ay  of  May,  A.  D.  1899,  by 
and  between  the  Sanitary  District  of  Chicago, 
of  the  first  part,  and  The  Toledo  Bridge  Com- 
pany, a  corporation  organized  and  exlstinflr 


•-:h 
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under  Cbe  laws  of  tbe  Sttle  oF  Oblo.  of  tbc 
Cit;  i>r  Toledo,  in  tbe  St&te  of  Obio.  of  tbe 
Mcond  psrt. 

A— 

WITSEBSBTH  :  That  the  said  party  at  tho 
sooord  part  has  covenanted,  contracted  and 
ag'teed,  and  bj  these  preaenta  doea  covenant, 
contract  and  aitroe  with  the  su[d  part;  or  the 
first  part,  for  tbe  coDsidaratloa  ot  tbe  pay- 
ments to  be  made  as  crovfded  rocbereln.  to  the 
said  parly  o(  thosecond part  hy  tbe  said  party 

pressed  in  a  bond  beadneevea  dat£  herewitb, 
at  ble  own  proper  cost  and  expense  to  do  ail 
tbe  work  and  to  famish  all  material,  tools, 
latwr.  and  all  appliances  and  appnrlenances 
called  for  by  this  agreement,  in  tho  manner 
sad  under  tbe  conditions  hereinafter  stipu- 
lated, that  are  neceasary  to  tho  complete  do- 
ing af  the  work  known  and  dlstingnished  by 
the  apeclScatloas  berela  coaCalned,  aad  tbe 
plans  accompaoylDg  them,  as  the  Belt  Rail' 
way  Company's  Four-Track  Bridge  across 
Main  CbauDel. 
Ji- 
lt is  further  covenanted,  contracted  and 
agreed,  that  the  work  shall  be  executed  under 
the  direction  and  supervision  of  the  Chief  Ea- 
glncerot  tbs  Banitary  Dlstrictof  Cblcago,  and 
his  properly 
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and  amounts  of  the  several  kinds  of  wurit 
performed  under  this  contract  aball  be  deter- 
mined, and  on  whose  inspection  all  work  shall 
be  accepted  or  condemned.  The  said  Chief 
Engineer  and  hli  properly  authorized  agents 
shall  have  full  power  to  reject  or  condemn  all 
materials  furnished  or  work  performed  under 
this  contract  which  do  not  fully  conform  to 
Ita  spirit  and  ta  the  terms  and  conditiona 
herein  expressed  ;  and  tbe  Chief  Engineer 
shall  decide  every  engineering  question  which 
may  arise  between  the  parties  hereto  relative 
to  tbe  exeCutiOD  thereof  and  hta  decision  shall 
be   Unal    and   binding   upon    both    parties. 


Wherever  the  words  "Sanitary  District" 
art  used  In  this  contract  they  shall  bo  under- 
stood to  mean  the  Sanitary  Dlalrict  ot  Chi- 
ca<ro  as  represented  by  tbe  Board  of  Trustees 
ot  the  Sanlury  District,  or  their  duly  author- 
ized and  accredited  agents. 

Wherever  the  word  "Engineer"  Is  used 
herein  It  shall  l>e  understood  to  mean 
tbe    Chief   Engineer   of   the  Sanitary   Dis- 


o  them. 


idorstuod  to  mean  the 
co-partnership  or  cor^ 
o  the  cantracc  aa  party 


Wherever  tbe  t 
berein  it  shall  Ije 
person  or  persona 
po  rati  on  entering 
ot  the  second  part. 

We  wisb  to  call  attention  to  the  fii1l< 
ordinance  passed  by  the  Board  .if  Tn 
of  the  Sanitary  District  ^<t  Chlfagi>, 
U3,  11W7: 

"Br  II 


"SEt^ios  1.  That  in  the  preparation  of  all 
future  spec  I  a  cat  ions  tor  contracts  for  the 
conitruclion  of  the  Main  Channel  and  ausU- 
lary  works,  the  Engineering  Department 
shall  provide  that  sucb  ccntracts  shall  be  ei- 

tuting  eight  (S)  hours  a  leiral  day's  work  IQ 
all  contracts  undef  the  i^nnluri- District  of 
Chicago,  end  that  In  tbe  employment  of  la~ 


eally  agree  to  give  proforcpice  to  union  lal>or. 

"SBC.  2.  That  all  contracts  hereafter  ex- 
ecuted for  the  worKs  ol  the  Sanitary  District 
of  Chicagoshall  contain  jtrovisions  constitut- 
ing eight  |8|  hours  a  legal  day'a  work,  and 
forbidding  tbe  employoieLtof  any  employe  or 
employes  for  a  longer  period  than  eight  )8) 
hours  in  any  twenty-four  ('iA]  huntH,  and 
that  said  contract  shall  vest  specific  authority 
In  the  Police  Department  of  the  Sanitary 
Diatrict  of  Chicago  to  BKercisesuperTlaluii  tor 
the  enforcement  of  this  provision,  and  ehalt 
provide  that  the  Board  of  Trustees  of  tbe 
Sanitary  District  of  Chicago  shall  be  em- 
powered in  all  cases  ol  violation  of  said 
eight  &)  hour  law,  to  deduct  and  retain  from 
any  money  accruing  to  said  conlractors  a 
sum  as  liquidated  daiaases  nt  the  rate  ot  five 
dollars  (B.OO)  per  h»ar  for  each  empio.ve 
who  shall  be  required  lo  work  in  excess  of 
eight  (8)  hours  per  day  by 
said  Canal,'' 


B  shall   include  ail  c 
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tiOD,  piling,  concrete,  masonry  and  auxiliary 
work. 

QUALITY  OP  MATERIAL. 

Stone. 

1.  All  stone  used  shall  be  of  the  best 
quality  Bedford  stone,  subject  to  the  ap- 
proval of  the  Chief  Engineer.  It  shall  be 
sound  and  durable,  free  from  drys,  shakes  or 
flaws,  and  of  a  character  that  will  withstand 
the  action  of  the  weather. 

2.  All  stone  must  be  quarried  without  the 
excessive  use  of  explosives,  and  shall  be 
taken  out,  whenever  practicable,  by  the  use 
of  plug  and  feather.  It  shall  be  quarried  in 
time  to  season  against  frost  before  being 
ased. 

Cement. 

3.  The  best  Portland  cement  shall  be  used 
on  this  work,  brand  and  quality  to  be  subject 
to  the  approval  of  the  Chief  Engineer.  The 
weiirht  per  cubic  foot  of  Portland  cement 
shall  be  not  less  than  one  hundred  (100) 
pounds.  The  development  of  tensile  strength 
for  Portland  cement  shall  be  not  less  than 
four  hundred  (400)  pounds  per  square  inch, 
aft«r  being  exposed  one  (1)  day  in  aii;  and  six 
(6)  days  in  water.  All  lumpy,  dirty  or  dam- 
aged cement  shall  be  rejected ;  also  damaged 
or  short  weignt  packages. 

Sand. 

4.  The  sand  used  shall  be  coarse,  clean 
and  sharp,  tree  from  all  clay,  loa  m  or  gravel, 
and  shall  be  well  screened  and  of  a  quality 
approved  by  the  Chief  Engineer. 

Mortar. 

5.  When  Portland  cement  mortar  is  used 
for  beds  and  joints  it  shall  be  mixed  in  pro- 
portion of  one  (1)  part  of  cement  to  three  (3) 
parts  of  sand.  When  used  for  pointing  it 
shall  be  mixed  in  proportion  of  one  (1)  part 
cement  and  one  (1 1  part  sand. 

FUes. 

6.  Piles  shall  be  of  white  or  burr  oak, 

sound  and  straight,  not  less  than  fourteen 

(14)  inches  at  the  butt  and  not  less  than  nine 

(9)  inches  at  the  small  end,  with  a  uniform 

taper. 

Sheet  PUina. 

7.  Bheet  piling  and  bracing  may  be  of  any 
timber  suitable  for  the  purpose,  and  shall  be 
of  such  dimensions  and  placed  as  directed  by 
ihe  Engineer. 

(iVb  Section  8.) 


OLASS  OP  WORK. 


Ezcavation. 


9.  All  foundations  shall  be  prepared  to  re- 
ceive the  masonry  by  the  Contractor  who 
shall  make  excavations  to  such  a  depth  and 
width  as  directed  by  the  Engineer.  The  Con- 
tractor shall  also,  where  necessary,  supply 
and  operate,  free  of  cost,  all  pumps  in  order 
to  keep  the  foundation  excavation  dry.  The 
Contractor  shall  provide,  drive,  frame  and 
place  all  sheet  piling  or  other  timber  work 
necessary  to  the  successful  excavation  and 
protection  of  the  foundation  excavation,  and 
shall  maintain  the  same  until  the  masonry 
shall  be  built,  the  cost  of  which  shall  be  cov- 
ered by  the  price  bid  for  excavation.  All 
material  excavated  from  the  foundations  shall 
be  removed  and  placed  in  embankments  or 
spoil  banks  as  may  be  directed  by  the  Engi- 
neer within  a  limit  of  five  hundred  (500)  feet 
fr«in  the  site  of  the  excavation. 

RefiUino- 

10.  All  refllling  ordered  by  the  Engineer 
shall  be  included  in  the  price  bid  for  excava- 
tion. The  term  refilling  shall  be  understood 
to  mean  all  filling  around  or  about  the  piers 
or  abutments  which  may  be  required  to  re- 
store the  theoretical  dimensions  ot  the  chan- 
nel at  the  site  of  this  bridge,  and  all  filling 
back  of  abutments  which  may  be  necessary 
to  restore  the  roadbeds  of  the  railways  to 
proper  grade  and  dimensions  ready  to  receive 
the  ballast  All  to  be  done  as  directed  by  the 
Engineer. 

Foundotion  PiUa. 

11.  All  piles  must  be  driven  by  a  steam 
hammer,  unless  otherwise  directed  by  the 
Engineer.  If,  in  the  opinion  of  the  Engi- 
neer, any  pile  proves  imperfect  or  becomes 
unfit  for  use  under  the  hammer,  or 
is  not  driven  straight  or  plumb,  it  must  be 
removed  by  the  Contractor  without  extra 
cost.  If  so  directed  by  the  Engineer,  the 
piles  shall  have  the  bark  removed.  Hhould 
any  of  the  piles  raise  or  change  their  position 
after  being  driven,  they  shall,  if  so  directed 
by  the  Engineer,  be  re-driven  at  the  expense 
of  the  Contractor.  All  piles  must  be  cut 
level  and  at  proper  elevation. 

12.  Payment  for  piles  shall  be  made  on  the 
following  basis:  (a):  Per  lineal  foot  of  all 
piles  delivered,  on  the  order  of  the  Engineer, 
at  the  site  of   the  work.     (6):  For  driving 


13.  All  Diaterisls  (sheet  pinaE,  piles, 
rubbish,  etc.)  not  rei|uired  in  the  flnlsbed 
structure,  eball  be  removed  b>*  tbe  Contractor 
vllboul  extmcost,  as  directed  by  (he  Engl- 

P'-rltaiid  Cttamt  CunertU. 

14.  Concrete  Ghnll  be  made  In  the  prapor- 
UoQ  of  one  (1)  part  of  cement,  three  (3 1 
parts  ot  sand  ftnil  <ix  (6)  parts  of  broken 
■tone.  It  Eball  be  niUecl  by  mitcbinety,  if  so 
directed  by  Ibe  Engineer,  or  Ef  mixed  by 
band,  It  shall  be  done  upon  a  suitable  plat- 
form. Caro  mult  bo  taken  to  Srst  Itaoroughly 
mix  the  dry  cement  and  sand;  after  which 

'  stone  ataall  be  added,  together  with  u  proper 
amount  of  water,  all  to  be  thoroughly  mixed: 
water  to  be  applied  by  a  Kprlnktiug  pot.  On 
t>elnK  placed,  tbe  concrete  shall  have  a  wet- 
ness such  as  lo  [lernilt  ([uaking-  or  mobility 
likened  to  liver.  The  stone  for  concrete  shall 
be  of  a  quality  approved  by  tbe  Engineer, 
broken  Into  angular  pieces  of  a  size  small 
enoutrb  to  pass  through  a  ring  one  and  one- 
half  (lyi)  Incbes  in  diameter,  and  be  entirely 
free  from  dust,  sand,  dirt  or  any  foreicn  But>- 
Btance.  Tbe  stone  must  be  thoroughly 
iear  water  before  mixing  wUh 


sball    be    deposited    1 


tbe  mortar. 

15.  The  CI 
layers  not  to  exeaed  a 
ness.  as  directed  by  tl 
Chomuctbty  tamped  or 


10.  All  masonry  sball  consist  of  pitched 
draft,  rock-laced  work  built  m  regular 
courses,  do  course  to  be  less  tban  twelve  {\2t 
or  more  tban  thirty  (30)  Inches  in  Tertlcal 
belgbl,  andln  no  ca.se  shall   a  course  overlie 


,e  pitch 


le  joint 


18.  Abutments  and  piers  shall  h< 
chiseled  draft  two  ( J)  Inches  in  width  oo  c 
ners  only.  The  stone  sbail  be  rectangular 
form.  No  stretcher  shall  be  less  than  tbi 
{Si  n  more  tban  six  if)  feet  lang,  e 
upper  or  lower  bed  shall  be 
less  than  one  and  one-half  (i;^)  tlm< 
vertical  height. 


width  n 


tban  four  (4)  foet  or  tbrca  (3)  times  the 
kness  of  thecourse  when  the  width  of  the 
wall  will  admit  of  It;  and  always  at  least  ooa 
and  ooe-balf  (])<,')  times  (he  vertical  boight. 
SO.  All  stones  mustbe  laid  on  their  natural 
beds,  the  largest  bed  down ;  the  beds  must  be 
well  dressed,  parallel  and  true,  and  as  lar^^e 
.  as  the  stone  will  admit.    The  l>eds  and  sides 

so  as  to  form   joints   not  Exceeding  one-lialt 
(14  I  Inch  in  tbtcknoss. 

Si.  The  joints  shall  he  horizontal  and 
vertical,  and  tbe   vertical  joints  shiiil   break 

joints  sball  be  dressed  close  for  at  least  twelve 
(13)  Inches  back  from  the  face. 

S3.  The  masOHTT  shall  consist  of  bcaclers 
and  stretchers  alternately;  at  least  one- fourth 
(i-4  I  of  each  course  shall  be  beaUcrs.  They 
shall  be  arraoi^ed  so  as  to  overlie  a  stretcher 
In  the  course  twiow,  and  tlie  headers  and 
bacliing  shall  bo  arranged  so  es  to  form  a 
bond  throughout  the  masonry;  no  break  Eb:ill 
be  less  than  twelve  (13)  Itches, 

33.  All  masonry  must  he  neatly  pointed 
with  Por^and  cement  msrtarflneiy  tempered 
No  masonry  ehali  be  covered  until  it  has  been 
Inspected  and  approved  by  the  Chief  Engi- 
neer, and  any  defective  work  stanil  be  re- 
moved and  rebuilt  by  the  Contractor  at  bis 
own  expense. 

34.  Ail  stone  must  be  moistened  liefare 
being  laid  and  before  any  succeeding  course 

as.  No  spalls  staatl  be  used  In  horizonUl 
joints. 

SA.  All  coping  must  l>e  dressed  and  set 
level  and  to  aiacl  elevattoB  given  by  the  En- 
gineer. Care  must  be  used  in  handling- 
stone  not  to  injure  the  joints  of  those  already 
laid;  and  In  case  a  stone  is  moved  after  be- 
ing set  and  the  joint  hrokeu.  the  stone  must 
be  taken  out.  the  mortar  thoroughly  cleaned 
frem  the  beds  and  joints,  and  the  stone  reset. 
Masonry  and  backing  musi  be  laid  in  i-ood 
full  beds  of  Portland  eemenl  mortar,  the  face 
stones  of  each  course  of  masonry  brought  to 
a  bearing  with  a  wooden  mall,  aud  the  In- 
terior ot  each  course  thoroughly  jointed  and 
leveled   off   before  tbe  neit  course  is  started. 

ST.  Masonry  shall  not  l>e  laid  in  freezing 
weather  without  written  permission  from  the 
Chief  Engiueer.  Any  uiasonry  so  laii]  in 
{reeling  weather  shall  hsve  joints  raked  oat 
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and  pointed  ii  the  spring  at  the  expense  of 
tbe  Contractor.  Should  masonry  be  laid  in 
freezing  weather,  the  stone  shall  be  suffic- 
iently warmed  to  remove  all  Ice  from  the  sur- 
face, add  the  mortar  mixed  with  brine,  made 
by  dissoWiocT  one  (I)  pound  of  salt  to  eigrh- 
teen  (18)  gallons  of  water  when  the  tempera- 
ture is  thirty-two  ( 32 1  decrees  Fahrenheit, 
addinf?  one  <  1)  ounce  of  salt  for  each  dof^ree 
the  temperature  is  below  thirty-two  (32) 
degrees. 

Pottiting. 

28.  All  masonry  shall  be  pointed  so  as  to 
fill  the  joint  solid.  The  surface  of  the  wall 
must  be  scraped  clean  and  the  joints  freed  of 
all  mortar  to  a  depth  of  one  and  one-half 
(13^)  inches,  and  refilled  solid  by  using  proper 
ramming  tools.  Joints  must  be  well  wet  be- 
fore pointing. 

CrampB. 

29.  Cramps  shall  be  of  such  number  and 
dimensions  as  shown  on  plan ;  these  cramps 
to  be  fitt43d  into  the  course  after  it  is  laid  and 
to  be  countersunk;  and  all  the  holes  shall  be 
filled  with  grout  made  of  Portland  cement 
after  the  cramps  are  inserted.  Cost  of  furn- 
ishing and  placing  these  cramps  shall  be  in- 
eluded  in  the  price  bid  per  cubic  yard  for 
masonry. 

Mensurementt. 

30.  Measurement  of  all  masonry  will  be 
by  the  cubic  yard,  and  payment  will  be  made 
upon  the  actual  cubical  contents  of  the  com- 
pleted masonry  within  the  lines  as  shown  on 
the  plans.  The  price  bid  per  cubic  yard  for 
masonry  shall  include  the  drain  on  the  bacic 
of  the  abutments  as  shown  on  the  plans. 

SPECIFICATIONS    FOR    SCPERSTRCCTURB — 

PLANS. 

1.  All  plans  and  drawings  prepared  by  the 
Sanitary  District  of  Chicago  for  this  work, 
with  all  notes,  dimensions,  figures  and  cor- 
rections thereen,  shall,  be  considered  a  part 
of  these  specifications ;  and  in  the  event  of 
any  discrepancy  between  plans  and  specifica- 
tions, the  judgment  of  the  Chief  Engineer 
shall  be  decisive  thereon. 

2.  All  shop  plans  required  shall  be  made 
by  and  at  the  expense  of  the  Contractor,  and 
submitted  to  the  Chief  Engineer  for  ap- 
proval, before  beginning  work,  and  at  least 
six  (6)  sets  of  prints  of  such  approved  plans 
shall  be  furnished  the  Sanitary  District  free 


of  cost.  No  alterations  of  approved  plans 
will  be  permitted  to  be  made  by  the  Con- 
tractor without  the  written  consent  of  the 
Chief  Engineer. 

3.  The  approval  of  said  plans  by  the  Chief 
Engineer  will  not  relieve  the  Contractor  from 
the  responsibility  of  errors  thereon. 

4.  Plans  furnished  by  the  Sanitary  Dis- 
trict shall  be  carefully  checked  by  the  Con- 
tractor before  beginning  work.  Should  er- 
rors i)e  discovered,  the  Chief  Engineer's  at- 
tention should  be  called  to  the  same  and  cor- 
rections made,  after  which  the  Contractor 
will  be  responsible  for  all  errors  which  may 
occur  or  may  have  occurred. 

5.  All  such  working  drawings  submitted 
shall  have  a  uniform  size  of  twenty-six  (26) 
inches  by  forty  (40)  Inches  Inside  border 
lines  with  border  margin  of  one-half  (>^) 
inch.  When  submitted  for  approval,  a  com- 
plete set  of  such  drawings  shall  be  pre- 
sented. 

QUALITY  OF  MATERIAL— STEEL. 

Oharaeter. 

6.  All  steel  shall  be  uniform  in  quality 
and  made  by  the  Open  Hearth  process. 

7.  Tests  shall  be  made  upon  pieces  cut 
from  the  finished  material,  and  shall  be  not 
less  than  one-half  (X)  square  Inch  in  sec 
tional  area.  Two  i2)  pieces,  one  (1)  for  ten- 
sile test,  and  one  (1  •  for  bending  test  shall 
be  furnished  for  each  blow  or  cast,  and  so 
selected  that  each  heat  or  furnace  full  of  bil- 
lets, blooms  or  slabs  shall  be  represented  by 
at  least  one  (1)  test  to  prove  the  condition  of 
the  metal  after  reheating,  rolling,  etc. 

Mc  turn  SUel  Te^ts, 

8.  When  tesied  in  specimens  as  above, 
medium  steel  shall  have  an  ultimate  tensile 
strength  of  from  sixty  thousand  (60,000)  to 
sixty-eight  thousand  (68,000)  pounds  per 
square  inch,  an  elastic  limit  of  not  less  than 
thirty-five  thousand  (35,000)  pounds  per 
square  inch,  shall  elongate  not  less  than 
twenty-two  (23 1  per  cent.  In  eight  (8)  Inches, 
and  show  a  reduction  of  area  at  point  of 
fracture  of  not  less  than  forty-five  (45)  per 
cent. 

9.  The  test  piece  must  also  bend  cold  one 
hundred  and  eighty  (180)  degrees  around  a 
curve  whose  diameter  Is  equal  to  the  thick- 
ness of  tne  piece  without  crack  or  flaw  on 
convex  side  of  bend. 
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10.  A  hole  punched  for  a  three-quarter 
(5^)  inch  rivet,  one  and  one-half  (1)^) 
inches  from  the  ed^e  of  plate,  shall  be  capa- 
ble of  being:  enlargfed  by  drifting  to  one  and 
one-eig:hth  (1)^)  inches  in  diameter  without 
sig^n  of  fracture. 

11.  Full  sized  steel  eye  bars,  when  tested 
to  destruction,  must  show  an  ultimate 
strength  of  at  least  56,000  pounds  per  square 
inch,  an  elastic  limit  of  not  less  than  80,000 
pounds  per  square  inch,  and  shall  elong^ate 
at  least  twenty-flve  (25)  per  cent,  in  a  gauged 
length  of  twelve  (12i  inches  at  the  point  of 
fracture  and  fifteen  (15)  per  cent,  in  ten  feet 
of  bar  and  a  reduction  of  area  at  fracture  of 
at  least  twenty-flve  (25)  per  cent 

12.  For  steel  pins  the  elongation  may  be 
five  (5)  per  cent  less  and  the  reduction  at 
point  of  fracture  ten  (10)  per  cent  less  than 
specified. 

Soft  SteeL  Te*t8. 

13.  When  tested  in  specimens  as  selected 
and  described  above,  soft  steel  shall  have  an 
ultimate  tensile  strength  of  from  52,000  to 
60,000  pounds  per  square  inch,  an  elastic 
limit  of  not  less  than  80,000  pounds  per 
square  Inch,  and  shall  elongate  not  less  than 
twenty-flve  (25)  percent  in  eight  (8)  inches, 
and  show  a  reduction  in  area  at  point  of 
fracture  of  not  less  than  fifty  (50  per  cent., 
except  in  web  plates  over  thirty-six  (86) 
inches  wide,  when  the  elongation  will  be  re- 
duced to  twenty  (20)  per  cent  and  the  reduc- 
tion of  area  to  forty  (40)  per  cent  It  must 
also  bend  cold  through  180  degrees  and  close 
down  upon  itself  without  showing  sign  of 
fracture  on  convex  side  of  bend.  A  hole 
punched  for  three-quarter  (%t  inch  rivet, 
and  one  and  one-half  <llii  inches  from  the 
edge  of  plate,  shall  be  capable  of  being  en- 
larged by  drifting  to  one  and  one-half  1 1>^) 
inches  in  diameter  without  sign  of  fracture. 

Rivet  irteel. 

14.  Rivet  steal  shall  have  an  ultimate 
strength  of  fifty  thousand  (50.000)  to  fifty- 
eight  (58,000)  pounds,  and  an  elastic  limit 
not  less  than  fifty-five  (55)  per  cent,  of  the 
ultimate;  an  elongation  of  not  less  than 
twenty-seven  (27)  per  cent.,  and  must  bend 
one  hundred  and  eighty  •  180)  degrees  flat  on 
itself  without  sign  of  fracture  on  the  convex 
side  of  the  bend. 

15.  Specimens  taken  from  all  grades  of 
steel,  after  being  heated  to  a  light  cherry  red 


(as  seen  in  the  dark)  and  quenched  in  water 
of  eighty-two  (82)  degrees  Fahrenheit,  mu»t 
conform  to  the  bending  requirements  above. 

Chemical  Analysis, 

16.  The  chemical  analysis  for  carbon  and 
phosphorus  of  each  blow  or  cast  must  be 
furnished  to  the  Engineer,  or  his  inspectors, 
before  4ny  of  the  material  rolled  from  said 
blow  or  cast  is  shipped  from  the  mill.  Phos- 
phorus must  not  exceed  six  one-hundredths 
(.06)  per  cent,  for  acid  steel,  or  four  one- 
hundredths  (.04)  per  cent,  for  liaslc  steel. 

CMpplngs  and  Alterations. 

17.  All  blooms,  billets  or  slabs  shall  be 
examined  for  surface  defects,  flaws  or  blow 
holes  before  being  rolled  into  the  finished 
sections,  and  such  chippings  and  alterations 
made  as  will  secure  perfect  solidity  in  the 
finished  sections. 

Marking. 

18.  The  original  blow  or  cast  number 
must  be  painted  or  stamped  on  all  blooms, 
billets  or  slabs,  in  order  to  identify  the  ma- 
terial throughout  the  various  prooesses  of 
manufacture;  and  the  original  blow  or  cast 
number,  together  with  the  furnace  heat  num- 
ber, must  be  stamped  on  each  piece  of  finished 
material  from  said  blow  or  heat. 

Finish. 

19.  All  finished,  rolled  material  must  pre~ 
sent  a  smooth,  clean  surface,  free  from 
buckles,  fiaws,  cracks,  ragged  edges  or  any 
other  defects,  and  must  be  straight  through- 
out and  true  to  section. 

BHttU  Steel. 

20.  No  steel  which  proves  brittle  shall  be 
used  under  any  circumstances;  if  it  develops 
this  character  at  any  stage  of  its  manufac- 
ture, it  shall  be  at  once  condemned  and  other 
material  used.  The  object  oT  the  more 
particular  clauses,  hereto  relating,  being  to 
guard  against  the  possibility  of  the  use  of 
this  class  of  metal. 

Steel  Ciistinas. 

21.  All  steel  castings  shall  have  an  ulti- 
mate strength  of  not  less  than  sixty-two 
thousand  five  hundred  (62,5(X))  pounds  per 
square  inch,  an  elastic  limit  of  not  less  than 
thirty  thousand  (30,000 1  pounds  per  square 
inch,  shall  elongate  not  less  than  fifteen  (15) 
per  cent  in  eight  (8)  inches  and  show  a  re- 
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ductioD  at  point  of  fracture  of  not  less  than 
twenty  (20i  per  cent.  The  amount  of  phos- 
phorus contained  shall  not  exceed  eifi^ht  one- 
hundredths  (.08)  per  cent.  Ail  steel  castingrs 
shall  be  sound  and  free  from  blow  holes  and 
rouf^hness,  sponglness,  pitting,  shrinkage- 
eracks  and  other  cracks,  cavities,  etc.,  and 
shall  be  thoroughly  annealed  according  to  the 
best  practice.  Each  cast  shall  be  so  made 
that  sufficient  number  of  test  pieces  can  be 
cut  as  to  enable  the  Engineer  or  Inspector  to 
satisfy  himself  of  its  quality. 

Cost  Iron. 

22.  Cast  iron  must  be  the  best  quality  of 
soft  gray  iron.  The  castings  must  be  free 
from  flaws,  ragged  edges,  or  any  other  defects 
impairing  its  efficiency  or  appearance;  and 
bars  of  a  section  one  (1 )  inch  square,  placed 
four  (4)  feet  six  (6)  inches  between  supports, 
must  be  strong  enough  to  bear  a  weight  of 
five  hundred  (500)  pounds  placed  half  way 
between  supports. 

Phwphtir  Biniize. 

28.  Phosphor  bronze  shall  be  of  the  best 
quality  f«r  the  purpose  for  which  it  is  to  be 
used.  The  castings  shall  contain  eighty-eight 
(88)  per  cent  of  copper  and  twelve  (12)  per 
cent  of  phosphorized  tin;  the  phosphorized 
tin  to  contain  five  (5)  per  cent  of  phosphorus. 
Upon  each  casting  shall  be  cast  suitable  test 
pieces  which,  in  breaking,  must  show  a  good 
uniform  metal,  and  when  broken  In  testing 
machine,  shall  show  at  least  forty  thousand 
(40,000)  pounds  ultimate  tensile  strength. 

Cement  FUlingfor  Turntable  Tracks, 

24.  This  cement  shall  be  made  of  eighty 
(SO)  per  cent  brimstone,  five  (5)  per  cent 
asphaltum  and  fifteen  (15)  per  cent  bitu- 
minous limestone  (by  weight).  These  quanti- 
ties shall  be  placed  in  a  heating  vessel  at  the 
same  time  and  heated  up  to  a  temperature  of 
three  hundred  (800)  degrees  Fahrenheit  for 
about  thirty  (30)  minutes.  The  temperature 
shall  be  reduced  to  about  two  hundred  and 
fifty  (250)  degrees  in  order  to  let  the  heavy 
foam  settle,  after  which  the  material  shall  be 
run  into  moulds  for  cooling  off.  This  ma- 
terial shall  be  remelted  without  foaming  and 
run  under  the  tracks  In  such  manner  as  to 
Insure  the  filling  of  all  the  voids. 

The  material  used  in  this  composition  shall 
be  as  follows : 

Brimstone — commerclal,unmixed  (seconds). 


Asphalt  containing  ninety-three  (93)  per  cent 
of  asphahic  bitumen,  mined  and  refined  by 
the  Standard  Asphalt  Company,  Cal.,  (re- 
fined solid).  Bituminous  limestone  (Wasatsh) 
mined  in  Utah  and  pulverized  to  cyclone  size 
by  the  Assyrian  Asphalt  Company. 

Aitphaltic  Paint. 

25.  All  masonry  bolts  V^ bedded  in  above 
mentioned  cement  filling  shall  be  coated  with 
a  composition  made  as  follows; 

26.  To  forty-five  (45)  per  cent  melted 
asphalt  add  fifty-five  per  cent  pulverized 
green  limestone  which  has  previously  been 
heated  up  to  four  hundred  (400)  degrees. 
This  to  be  thoroughly  mixed  at  a  temperature 
of  three  hundred  and  fifty  (350)  degrees. 
Run  this  into  moulds  to  cool  off.  Remelt 
this  material  and  coat  the  bolts  and  the  bot- 
tom of  the  base  casting  as  well  as  the  cement 
filling  of  the  same. 

27.  The  filling  to  be  finished  around  the 
edges  of  the  track  with  a  mixture  consisting 
of  twenty>flve  (25*  per  cent  of  this  paint  and 
seventy-five  (75)  per  cent  of  clean,  coarse, 
sharp  sand,  heated  to  the  proper  degree  when 
applied  and  this  to  be  coated  with  the  asphalt 
paint. 

THes  and  Gtiard  Timber. 

28.  All  timber  to  be  first  quality,  long  leaf 
yellow  heart  pine,  entirely  free  from  sap  and 
to  be  cut  from  live  trees,  grown  south  ef  the 
s«uth  line  of  Tennessee.  To  be  straight, 
square  edged,  free  from  shakes,  loose  or 
rotten  Knots  or  other  material  defects.  To 
be  planed  on  all  sides  to  exact  dimensions 
given  on  plans. 

29.  The  guard  timber  shall  have  a  length 
of  not  less  than  twenty-four  (24)  feet.  The 
ties  to  be  cut  with  square  ends  and  the  length 
not  to  vary  more  than  one-quarter  (3^)  inch 
from  length  given  on  plans. 

WORKMANSHIP. 

Character  of  Work. 

30.  Ail  work  must  be  done  in  a  strictly 
first-class  manner  and  shall  at  all  times  be 
subject  to  thorough  and  careful  inspection. 

31.  Finished  pieces  shall  be  true  to  size 
section  and  line,  straight  and  out  of  wind  at 
all  points;  and  all  machine,   rivet  and  smith 
work  done  upon  them  shall  be  of  the  best 
character. 


i-: 


t  sball  iiHve  tt  Btamped 


34.  All  beade  o(  eye  bare  sball  be  formed 
b;  upsetting  oa  tbe  solid  bar.  or  by  a  process 
approved  by  the  Engineer.  Upsets  shall  be 
free  from  folds.  Heads  sball  be  clean,  full 
sized  forgliigB,  formed  eentrally  on  the  bar 
in  true  line  and  out  of  wind,  and  sball  be  free 
from  lateral  SEHurcs,  Inclpleat  cracks  or  flaws 
of  Bay  kind.  In  apsettlag  steel  bars  or  rods, 
sharp  aogtes  must  be  avoided  where  the  up- 
set joins  the  bar. 

Ailnenll'ia. 

35.  All  steel  tension  members  which  bave 
been  heated,  shall,  after  work  on 
completed,  be  thoroughly  annealed  by  heit- 
lag  them  uniformly  to  a  eherry-red  heat,  and 
allowing  them  to  cool  slowly. 

BiH-tno- 

36.  Bars  of  the  same  class  and  beloD|clD(;s 
to  the  same  panel  shall  be  bored  at  the  same 
temperature.  The  pin  boles  and  eye  bars 
shall  be  bored  to  exact  sizes  and  distances, 
and  to  a  tma  perpendicular  to  tbe  line  of 

37.  The  pin  bole  sball  be  In  the  middle  of 
the  head  and  In  the  center  line  of  the  bar. 
Bars  tvhich  are  to  Iw  placed  side  by  side  In 
the  bridge,  sball.  It  oiled  on  each  other, 
allow  the  plos  to  pass  throagb  at  both  ends 
without  driving. 

3:^.  No  error  In  the  length  of  bar  or 
.diameter  of  pin  hole  exceeding  one  sl:ity- 
fourth  <l't>4)  of  an  Inch  will  be  allowed. 


TU  Rods, 
39.  Rods  used  for  ties  or  counters  shall  b< 
fabricated  with  tbe  same  care  and  prcclsioi 
as  Is  prescribed  for  eye  bars.  Screw  ends 
shall  be  upset  to  such  diameter  as  to  InsurE 
breaking  In  tbe  body  of  tbe  bar.  All  scren 
ends  shall  have  truncated  V  threads,  Unltei: 
Slates  slundnrds,  proportions  and  sizes. 


Sleeve  Nuti  and  Clctlau. 

40.  Sleeve  nuts,  clevises  o^  other  an ivch- 
mcDts  used  for  adjustnicnt  ointt  be  of  liiiini;- 
lent  slrenttth  ta  breaK  the  ba[  lo  which  tbey 
are  attached.  Pin  holes  In  clei-isOEi  w  be 
liored  the  size  of  the  hole  not  to  excoed  that 
Of  the  pin  more  than  one  thirty -second  ( l-32> 
of  an  Inch. 

41.  Pins  must  be  turned  trje  to  site  aai 
strbidbt.  No  error  oC  more  thnn  nnc-Hftieih 
(1-50)  of  an  inch  In  diameter  will  1>b  HJloweii 
in  chord  pins.  They  shall  be  provided  with 
pilot  nuts  for  erection. 

Pliia. 

43.    Pins   coanectind:   laterals  with   other 

members  shall  be  turned  dowp   to  a  diameter 

of  not  more  than  one  thirty-aecond  (1-3S)  of 

an  inch  smaller  than  the  pin  hulc. 


43.  Abutting  joints  shall  be  milled  oH  1 
exact  lengths  and  square  lo  the  line  of  th 
chord  or  to  exact  bevel,  where  required. 


45.  No  error  eiceftdlnjt  one  thirty-si 
(1-33)  of  an  Inch  in  length  of  part,  iirin 
tlon  of  pin  hole,  will  b*  alloweil. 


Malchlni]. 

47.     After  the   ap;ice  plates  are  riveted  on 

In  the  shopB,  each   line  of  chnrds  sball   lie 

assembled,  the  Joints  matched,  tiidr  abuttloe 

surfaces  brought   to  a  tight    fit   by   use 


,1  the  ; 


of 


lords  1 


4S.  All  rivets  with  crooked  b> 
□ot  formed  centrally  on  the  sli 
which  are  loose,  either  In   the 


9,  The  diameter  of  the  hole  shall  □ 
d  the  diameter  of  tbe  rivet  -nore  thai 
teenth  (1-16)  of  an  Inch. 
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50.  All  joint  rivet  holes  shall  be  so  accu- 
rately spaced,  that  rivets  of  the  proper  size 
can  be  passed  through  all  the  holes  in  the 
joint  after  the  parts  are  placed  in  position, 
without  the  use  of  drift  pins. 

Renming  and  Fittina* 

51.  AH  riveted  work  In  steel  shall  be 
reamed. 

52.  The  connection  for  stringers  and  floor 
beams,  and  for  posts  and  floor  beams  and 
turntable  drum,  must  be  accurately  matched 
and  reamed  to  flt  before  leaving  the  shop. 

53.  All  splice  plates  In  which  the  holes  are 
mismatched,  either  in  the  plates  themsel^s 
or  with  the  adjoining  chord  or  flange,  shall 
be  matched  and  the  holes  reamed  to  flt  be- 
fore leaving  the  shop. 

54.  No  inaccurate  or  otherwise  defective 
work  will  be  accepted  under  any  circum- 
stances in  connection  joints  or  riveted  work. 

5f).  The  riveted  fleld  connections  of  floor 
beams,  stringers,  posts  and  struts  must  be 
accurately  matched  before  leaving  the  shops, 
and  all  unmatched  holes  reamed  to  flt ;  the 
ends  of  floor  beams  and  stringers  must  be 
nachine  faced  to  exact  lengths. 

56.  Wherever  practicable,  rivets  must  be 
machine  driven,  both  in  shop  and  fleld. 

57.  In  riveted  steel  work  the  punch  hole 
shall  be  one-eighth  (3^)  inch  less  on  the  die 
side  than  size  required,  and  shall  then  be 
reamed  to  flt. 

TURNTABLE,    ETC. 

Bojte  Castino. 

58.  The  base  castincr  shall  be  of  cast  iron. 
It  shall  be  tool  flnished  on  the  face  to  receive 
the  rack  castings,  and  on  the  top  to  receive 
the  track,  and  the  latter  given  an  exact  and 
true  level.  After  the  Engineer  has  ascer- 
tained that  the  track  is  perfectly  level,  the 
fipecifled  cement  fllling  shall  be  run  under  the 
tracks.  Special  care  must  be  taken  to  All  all 
voids. 

Center  f^a stings. 


59.  The  center  casting  shall  be  of  cast 
iron,  turned  down  to  receive  the  cast  steel 
spider  and  steel  plates  connecting  with  radial 
roller  arms.  It  shall  be  the  true  center  for 
the  track  drum  and  pitch  circle. 

Gear  Circle. 

60.  The  rack  circle  shall  be  of  cast  steel, 


in  sections,  as  shown  on  plans,  milled  to  exact 
lengths ;  the  back  shall  be  tool  flnished  and 
secured  to  base  castings  with  bolts,  as  shown 
on  drawings.  The  pitch  shall  be  as  given  on 
plans,  and  the  pitch  line  shall  be  absolutely 
true. 

Tracks, 

61.  The  upper  and  lower  tracks  shall  be 
of  cast  steel,  tool  flnished  on  upp;r  and 
lower  side's,  and  set  perfectly  level  and  well 
secured  in  place  by  bolts,  as  shown  on  plans. 

RoUerit. 

62.  Rollers  shall  be  made  of  cast  steel,  and 
of  dimensions  as  shown  on  plans.  They  shall 
be  of  uniform  size  and  true  bevel,  and  held 
in  place  by  two  channel  rims.  Outside  they 
shall  bear  against  faced  and  bored  phosphor 
bronze  washers.  Each  journal  shall  have 
proper  provision  for  oiling. 

Drum, 

63.  The  drum  shall  be  built  to  a  true  cir- 
cle, and  care  shall  be  taken  to  have  lower 
edge  of  web  plate  at  all  points  to  bear  against 
the  track.  The  upper  and  lower  edges  of 
web  plate  must  be  planed  parallel.  Flanges 
of  bottom  angles  shall  have  a  uniform  bear- 
ing againg  the  track,  and  stiffeners  to  flt 
tightly  to  flanges.  The  drum  shall  be  held  in 
place  and  form  by  radial  struts  abutting 
against  a  cast  steel  spider  with  phosphor 
bronze  bushing. 

Boxen. 

64.  Boxes  supporting  shafting  shall  be  of 
cast  steel,  and  proper  provision  made  for 
babbiting. 

Walgen. 

65.  Wedges  shall  bo  made  of  steel  cast- 
ings and  bearing  blocks  shall  be  of  cast  iron. 
All  sliding  and  bearing  surfaces  shall  be  tool 
flnished. 

Latchen. 

66.  Latches  as  shown  on  drawings  shall 
be  provided  for,  but  no  provision  shall  be 
made  for  operating  the  same. 

Pnlteriifi. 

67.  All  patterns  shall  be  made  especially 
for  this  work  and  shall,  after  completion  of 
work,  becon)e  the  property  of  the  Sanitary 
District  of  Chicago.  They  shall  be  delivered 
by  the  Contractor  at  such  place  or  places  as 
directed  by  the  Chief  Engineer. 


May  31.]  _5 

Raliiliii;  of  Ena». 

68.    The  diSerence  ot  eleTatlon  of  tbe  ends 

of  the  bridge  when  closed  and  open  shall 

deflection  ot  ends  as  the  ratio  given  on  strain 
sheets  between  amouDt  of  ends  raised  and 
itesumed  total  deflection.  The  dlSureoce  be- 
tween the  total  deflection  and  tbe  amouDt 
that  the  ends  are  raised  shall  l)e  taken  out 
by  shortening  the  eye  bars  in  top  chords  In 
the  two  panels  neit  to  center  tower. 
Canim. 


TO.  Tbe  Contractor  shall  furnish  complete 
facilities  tor  inspection  of  material  and  work- 
niansbip.  Small  specimens  tor  testing  of 
material  and  alao  tbe  necessary  labor  shall  be 
furnished  by  Contractor  vlthout  charge, 
when  called  for  by  the  Engineer  or  Inspector. 
iHEpectura  will  be  retainei!  by  the  Sanitary 
District  with  full  power  to  reject  all  work  or 
material  which  does  not  In  every  way  con- 
form to  the  letter  and  spirit  of  the  speciflca^ 

Mill  T'.Mnii. 


mills  irhere  it  Is  rolled. 

73.  Test  specimens  shall  fairly  represent 
material  to  he  tested,  and  shall  not  In  any 
way  be  worked  on  to  alter  quality  betore 
testing.  Tbey  shall  be  cut  whenever  prac- 
ticable so  OS  to  retain  two  opposits  sides  aa 
they  come  from  the  rolls.  Rods  not  exceed- 
ing one  (1)  square  Inch  shall  he  tested  in  full 

73.  Regular  bending  apeclmena  shall  be 
taken,  one  for  every  tensile  lest.  They  shall 
have  tha  rough  edges  planed  off,  and  Ghall  be 
duplicates  ot  and  cut  from  the  same  orlj;- 
inalB,  as  tensile  tests  for  the  same  material. 

74.  Tests  shall  be  sufltclent  In  numljer  lo 
(airly  represent.  In  the  judgment  ot  the  En- 
gineer, (be  material  to  be  inspected:  there 
shall,  however,  be  no  more  than  two  Ci) 
tests.  I.  '..  two  (3)  tensile  and  two  (2)  bend- 
ing specimens,  for  erery  twenty  piecea  In  Ihe 


tlon  for  cause.  It  found  detective  aftci 
livery,  such  loaterlat  shall  be  re{)1aced  at 
expeuse  of  tbe  Centractor. 

Te^ina  FinUhed  XttalierK. 

7fi.  From  time  to  Hnie  as  the  work 
[:eeds,  the  Engineer  or  bla  laspectur 
select  from  the  finished  material  tuli-s 
meiubera  (or  testing  ts  destruction, 

T7,  Ot  e(e  bars  or  rods  so  Kelected,  I 
shall  not  be  more  than  thre!!  |U|  for  e 
hundred  (100).  These  must  break  in 
body  In  three  (8|  cases  out  ot  'our  (4), 


78,    It  three-fourths   {%)   o 

Ibe   bars  so 

seUcted  and  tested,  from  time 

o  time,  fulfil! 

requirements  tor  strength  ot   hody,  all  bars 

be  accepted; 

If  less,  testing  shall  be  continue 

at  Contractor  until,  In   the  o 

inion  ot   the 

Engineer,   enough  eyldeuce   *\ 

IstB    that     iit 

least  three-fourths  (%  \  at  all  ba 

n  fuimi  said 

requirements. 

70.    All  flnished  members  tak 

□  lor  testing 

shall  lie  paid  for  at  cost  prlct. 

le-ts  its  scrap 

value,  If  tutfllllng  requlremeute 

of  specilica- 

(Ions;  It  not,  Contractor  shall  d 

t  be  iiaid  t*r 

them. 

Finn  I  Tat. 

SO.    On  cumpleclon  of  the  siru 
bridge  may   be  subjected   to  tbe 
test:     Two   coupled   consolltkllon    engines 
shall  run  on   the  bridge  at  a  M>eei3  ot  Htteeii 

Is  over  tbe  center  of  tbe  bridge,  biith  engines 
sball  be  reversed,  and  no  permaQent  change 
shall  take  place  in  any  pari  of  the  structure. 
81.  The  bridge  may  then  bo  fully  loaded 
with  engines  ot  the  above  cla»s,  and  aftei 
remaining  under  this  load  tor  Bve  (5)  iiiia- 
utes  shall  be  found  not  to  deStct  niore  (ban 
one  twelve  bundredtb  (l-120U|r,r  its  lcni;tb. 
and  upon  tbe  remaval  of  the  load  ah:Lll  rclurn 
to  its  original  can.lre. 


S2.    All  the  (ro 

n  work  befori. 

leaving  the 

shops  sball  recc 

ve   one   gond t 

o:it  of  boilci! 

oil  well  rubbed  i 

and  surplus  :i 

t.kcu  off. 

In  the  riveted  work  the  surfaces  eom- 
n  conlact  shall  bo  piinWc  wUb  two  {i\ 
s  ot  red  lead  paint.  Biirtom  of  bed 
{s,  bearing  plates,  and  any  purts  which 
loi  accessible  for  painting  after  erection. 


J 
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shall  have  two  (2)  coats  of  paint  of  the  same 
brand. 

84.  After  the  structures  are  erected,  the 
iron  work  shall  be  thoroughly  and  evenly 
painted  with  two  (2)  additional  coats  of  red 
lead  paint;  the  first  coat  to  be  pure  red  lead 
(ground  dry)  and  raw  linseed  oil.  in  propor- 
tions thirty-three  (83)  pounds  of  red  lead  to 
one  (I)  gallon  of  oil;  the  second  coat  shall  be 
in  proportions  of  thirty-three  (S3)  pounds  of 
red  lead  to  one  (1)  gallon  of  oil  and  one  (1) 
pound  of  best  lamp  black  to  each  five  (5)  gal- 
lons of  oil  used. 

85.  All  finished  surfaces  shall  be  coated 
with  white  lead  and  tallow  before  being 
shipped  from  the  shop. 

86.  No  painting  shall  be  done  in  wet  or 
freezing  weather. 

Shipping, 

87.  All  parts  shall  be  carefully  loaded,  so 
as  to  avoid  Injury  in  transportation,  and  shall 
be  at  Contractor's  risk  until  erected  and 
ready  for  the  rails. 

88.  All  screw  ends  shall  be  wrapped  with 
twine  before  shipment. 

89.  All  pins  and  small  parts  must  be  se- 
curely boxed,  and  the  boxes  plainly  marked. 
The  weights  of  large  pieces  must  be  marked 
on  them.  The  invoices  shall  state  the  con- 
tents of  each  box  and  the  weight  and  descrip- 
tion of  each  piece  that  is  nqt  boxed,  and  two 
(2)  copies  of  each  invoice  shall  be  furnished 
the  Sanitary  District  of  Chicago. 

Breetion . 

90.  The  Contractor  shall  furnish  ail  stag- 
ing and  false  work,  shall  erect  and  adjust  all 
the  metal  work,  shall  furnish  and  put  in 
place  all  floor  timbers,  timber  guards,  also 
coating  of  masonry  bolts  and  securing  them 
in  place. 

91.  The  Contractor  shall  so  conduct  all  his 
operations  as  not  to  impede  the  operations  of 
the  road,  or  interfere  with  the  work  of  other 
contractors,  or  close  any  thoroughfare  by 
land  or  water,  except  by  written  consent  of 
the  Chief  Engineer. 

92.  The  Contractor  shall  assume  all  risks 
of  accidents  to  men  or  material  prior  to  the 
acceptance  of  the  finished  structure.  The 
Contractor  must  also  remove  all  false  work, 
piling  and  other  obstructions,  or  unsightly 
material  produced  by  -his  operations. 


Final  Acceptance. 

93.  Any  material  or  workmanship  which 
does  not  satisfy  the  requirements  of  these 
specifications  may  be  rejected  by  the  Chief 
Engineer  at  any  time  before  the  final  accept- 
ance of  the  work,  and  the  Contractor  shall 
make  good  all  deficiencies  at  his  own  eost. 
The  fact  that  the  authorized  Inspectors  have 
accepted  said  material  or  workmanship  stiall 
not  make  the  Sanitary  District  liable  for 
extra  cost  above  that  specified  in  the  con-^ 
tract,  for  replacing  same  with  material  or 
worKmanship  accepted  by  the  Chief  Engineer 
on  final  acceptance. 

OBNBRAL  CONDITIONS. 

Cnanges  iu  Plawf. 

94.  The  amount  of  masonry  figured  from 
the  plans  is  approximate,  and  the  Sanitary 
District  reserves  the  right  to  make  alterations 
in  the  line,  grade,  plan,  form  or  dimensions 
of  the  work  herein  provided  for,  either  before 
or  after  beginning  the  construction  thereof ; 
provided,  that  if  alterations  are  made  the 
general  character  of  the  work  as  a  whole  is 
not  thereby  changed.  If  such  alterations 
diminish  the  quantity  of  work  to  be  done, 
they  shall  not  constitute  a  claim  for  damages 
nor  for  anticipated  profits  on  the  work  that 
may  be  dispensed  with;  if  they  increase  the 
amount  of  work,  such  increase  shall  be  paid 
for  according  to  the  quantity  of  work 
actually  done,  and  at  prices  and  rates 
established  for  such  work  under  this  con- 
tract. 

95.  Notice  of  change  of  plan  must  be 
given  to  the  Contractor  in  writing,  and  it  is 
expressly  agreed  that  no  alterations  or  addi- 
tions or  extra  work  are  to  be  paid  for  unless 
directed  in  writing. 

Extra  Work, 

96.  All  claims  for  extra  labor  or  material 
furnished  by  the  Contractor  or  for  damages 
from  any  cause  whatever  must  be  reported  to 
the  Engineer  at  the  time  such  labor  or  ma- 
terial are  furnished  or  such  damages  occur, 
and  they  must  also  be  presented  to  him  in 
writing  at  the  end  of  the  month ;  provided, 
that  nothing  shall  be  paid  for  as  extra  work 
that  can  be  classified  under  any  of  the  heads 
upon  which  prices  are  fixed  by  this  contract. 

97.  Whenever  work  is  required  to  be  done, 
which  is  not  now  contemplated  or  covered  by 
the  prices  hereinafter  given,  the  Engineer, 
under  the  direction  of  the  Engineering  Com- 
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mittee,  shall  fix  such  prices  for  the  work  as 
he  shall  consider  just  and  equitable,  and  the 
Contractor  shall  abide  Dy  such  prices,  pro- 
Tided,  he  enters  upon  such  work  with  a  full 
knowledge  of  the  prices  so  fixed  by  the  Engi- 
neer; but  if  the  contractor  declines  executing 
said  work  at  the  prices  fixed  by  the  Engineer, 
then  the  Sanitary  District  may  enter  into 
contract  with  any  person  or  persons  for  its 
execution  the  same  as  if  this  contract  had 
'  never  existed :  and  if  extra  work  or  work  not 
provided  for  in  this  contract  is  performed  by 
the  Contractor  before  prices  have  been  fixed 
for  such  work,  then  the  Engineer  shall  esti- 
mate the  same  at  such  prices  as  he  shall  deem 
just  and  reasonable,  and  his  decision  shall  be 
final,  and  the  said  Contractor  shall  accept 
such  prices  in  full  satisfaction  of  all  demands 
against  the  Sanitary  District  for  said  extra 
work;  provided,  that,  if  the  extra  work  done 
under  this  contract  is  of  such  a  nature,  being 
distinct  from  other  work  being  done  by  said 
Contractor,  so  that  the  actual  cost  of  the 
same  can  be  determined,  then  the  said  Con- 
tractor shall  receive,  and  the  Sanitary  Dis- 
trict shall  pay,  in  full  satisfaction  for  the 
same,  the  actual  cost  of  the  work  with  fifteen 
(15)  per  cent  added.  Provided,  further,  that 
nothing  shall  be  deemed  extra  work  which 
can  be  measured  or  estimated  under  the  pro- 
visions of  this  contract. 

Resvouiflbilitu  of  Contractor. 

OS.  It  is  further  agreed  that  in  all  cases  of 
question  or  dispute  arising  or  growing  out  of 
this  contract  in  any  way  regarding  the  cost  or 
value  of  extras,  variations,  allowances,  de- 
ductions or  the  amount  of  damages  in  any 
manner  growing  out  of  the  violation  of  this 
contract,  the  decision  ef  the  Engineer  shall 
be  final  and  binding  on   both  parties  hereto. 

99.  All  the  work  prpvided  for  in  this  con- 
tract is  to  be  done  under  the  direction  and 
supervision  of  the  Chief  Engineer  and  his 
properly  authorized  agents.  The  Contractor 
is  to  be  guided  by  the  lines,  stakes,  marks 
and  grades  given  by  them,  and  is  to  carefully 
preserve  the  same  as  far  as  possible  during 
the  progress  of  the  work,  and  is  to  furnish 
all  needed  facilities,  without  charge  therefor, 
to  enable  the  Engineer  to  properly  give  lines 
and  grades  and  to  measure  the  work  from 
time  to  time. 

100.  All  work  will  be  subject  to  inspection 
by  the  said  Engineer  and  his  said  agents,  and 
if  not  In  accordance  with  the  requirements  of 


this  contract,  is  to  be  made  good  by  the  Con- 
tractor. The  Contractor  will  be  responsible 
for  the  entire  work  until  completed  and  ac- 
cepted by  the  Sanitary  District.  The  Con- 
tractor will  be  required  to  give  his  personal 
attention  to  the  fulfillment  of  this  contract 
and  to  the  execution  of  the  work.  He  is  to 
keep  the  same  under  his  control,  and  will  not 
be  allowed  to  sublet  all  or  any  part  of  It;  it 
being  distinctly  understood  and  agreed  that 
the  sub-letting  of  the  work  covered  by  this 
contract,  or  any  part  thereof,  shall,  after 
thirty  (30)  days'  notice,  work  a  forfeiture 
of  the  contract  at  the  option  of  the  Sani- 
tary District. 

TOl.  The  Contractor  will  be  required  to 
safely  maintain  all  traffic  on  t'he  temporary 
structures  built  by  the  Sanitary  District  from 
the  time  he  takes  possession.  He  shall  at  no 
time  be  allowed  to  obstruct,  impede  or  en- 
danger the  traffic  on  said  structures.  He 
will  be  required  to  make  all  necessary  changes 
in  the  temporary  structures  carrying  the 
tracks  of  the  roads  so  as  to  enable  him  to 
construct  the  work  herein  provided  for.  with- 
out additional  expense  to  the  Sanitary  Dis- 
trict. 

102.  The  Contractor  will  not  be  allowed  to 
assign,  by  power  of  attorney  or  otherwise, 
any  portion  of  the  moneys  that  may  become 
duo  through  the  workings  of  this  contract. 
In  case  the  Contractor. fails  to  comply  with 
the  provisions  of  this  contract,  as  to  progress 
and  character  of  work,  he  shall  be  duly  noti- 
fied in  writing,  and  thirty  (30)  days  after  the 
giving  of  said  notice  the  party  of  the  first 
part  may  declare  this  contract  forfeited,  if 
there  is  a  substantial  failure  to  comply  with 
its  provisions. 

Toolti. 

103.  The  Contractor  is  to  furnish  all  the 
tools  of  every  description,  including  pumps, 
cars  and  tracks  necessary  to  the  fulland-com- 
plete  carrying  out  of  this  contract,  and  on 
completion  of  the  work,  is  to  remove  all 
tools,  buildings  and  material  of  all  kinds 
from  the  right  of  way  of  the  Sanitary  Dis- 
trict. 

Precautions. 

104.  Whatever  precautions  may  be  neces- 
sary to  render  any  portion  of  the  work  more 
secure  in  any  respect,  or  to  decrease  the  lia- 
bility of  accident  from  any  cause,  or  to  avoid 
contingencies  which  are  liable  to  delay  the 
completion  of  the  work,  shall  be  taken  by  the 
Contractor. 
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Workmen. 

105.  The  Contractor  shall  employ  compe- 
tent foremen  and  laborers  and  shall  dls> 
charg^e,  at  the  request  ot  the  Eni^ineer,  any 
incompetent  or  unfaithful  men  in  his  employ. 
None  but  men  expert  in  their  respective 
branche*  of  work  will  be  employed  where 
special  skill  is  required,  and  in  the  employ- 
ment of  men  preference  shall  be  griven  to  Un- 
ion laborers. 

106.  It  is  especially  understood  and  a^^reed 
that  %\QhX  '8)  hours  shall  constitute  a  day's 
work,  and  that  no  workman  shall  be  em- 
ployed or  required  to  work  more  than  eight. 
(8)  hours  out  of  any  twent^'-four  (24i  hours, 
■and  no  work  in  excess  of  that  time  shall  be 
allowed. 

107.  In  the  event  of  any  violation  of  t  e 
above  eight  (8)  hour  provision,  it  is  ajrreed 
hereby  that  the  said  District  shall,  and  that 
it  is  duly  authorized  te  retain  from  any 
money  due  or  to  become  due  at  any  time  from 
it  to  the  second  party,  as  liquidated  damages, 
the  sum  of  five  (oi  dollars  per  hour  for  each 
hour  that  any  employe  shall  be  required  to 
work  in  excess  of  eight  (8)  hours  per  day, 
pursuant  to  the  terms  and  conditions  of  the 
ordinance  adopted  June  28,  1897,  attached 
hereto. 

PtUeiifs. 

108.  It  is  further  agreed  that  the  second 
party  shall  indemnify,  keep  and  save  harm- 
less said  tirst  party  from  all  liabilities,  judg- 
ments, costs,  damages  and  expenses  which 
may  in  any  wise  come  against  said  first  party, 
or  which  may  result  on  account  of  any  in- 
fringement of  any  patent  by  means  of  the 
use  of  any  materials,  machinery,  device,  or 
apparatus  used  in  the  performance  of  this 
contract,  or  of  designs  furnished  by  second 
party  and  accepted  by  the  Sanitary  District; 
and  in  the  event  of  any  claim  or  suit  or  action 
at  law  or  equity  of  any  kind  whatsoever  being 
made  or  brought  against  said  first  party, 
then  first  party  shall  have  the  right  to  retain 
a  suflBclent  amount  of  money  in  the  same 
manner  and  upon  the  same  conditions  as 
hereinafter  in  the  next  following  clause  of 
this  contract  provided. 

DamaQe». 

109.  If  any  damage  shall  be  done  by  the 
Contractor  or  by  any  person  or  persons  in  his 
employ  to  the  owner  or  occupants  of  land,  or 
to  any  property  adjoining  or  in  the  vicinity 
of  the  work  herein  contracted  to  be  done,  or 


to  a  neighboring  Contractor,  the  Engineer 
shall  have  the  right  to  estimate  the  amount 
of  said  damage,  and  to  cause  the  Sanitary 
District  to  pay  the  same  to  the  said  owner  or 
occupant,  and  the  amount  so  paid  for  said 
damages  shall  be  deducted  from  the  money 
due  said  Contractor  under  said  contract. 

110.  Said  Contractor  covenants  and  agrees 
to  pay  all  damages  for  any  personal  injury 
sustained  by  any  person  growing  out  of  any 
act  or  doing  of  himself  or  his  employes  that 
Is  in  the  nature  of  a  legal  liability,  and  he 
hereby  agrees  to  indemnify  and  to  save  the 
Sanitary  District  harmless  against  all  suits  or 
actions  of  every  name  and  description 
brought, against  the  said  Sanitary  District 
for  or  on  account  of  any  such  injuries  or 
such  damages  received  or  sustained  by  any 
person  or  persons  by  or  from  said  Contractor, 
his  servants,  agents  or  employes,  In  the  exe- 
cution of  said  work;  or  by  o/  in  consequence 
of  any  negligence  in  guarding  the  same;  or 
by  or  on  account  of  any  act  or  omission  of 
said  Contractor,  his  agents  or  employes;  and 
the  said  Contractor  further  agrees  that  so 
much  of  the  money  due  to  him  under  and  by 
virtue  of  this  contract,  as  shall  be  considered 
necessary  by  the  Board  of  Trustees  of  the 
Sanitary  District,  may  be  retained  by  the  said 
Sanitary  District  until  such  suit  or  claim  for 
damages,  as  aforesaid,  shall  have  been 
settled,  and  evidence  to  that  effect  furnished 
to  the   satisfaction   of   the   said    Board    of 

Trustees. 

TiifM. 

111.  The  Contractor  agrees  to  begin  the 
work  covered  by  this  contract  within  fifteen 
( 15 1  days  after  said  contract  shall  have  been 
executed  and  to  prosecute  the  building  of  the 
structure  herein  proLvided  for  so  as  to  com- 
plete the  same  ready  for  traffic  on  or  before 
October  1,  1899. 

Price*. 

112.  In  consideration  of  the  said  work  be- 
ing carried  on  and  completed  in  the  time  and 
manner  as  hereinbefore  specified,  the  said 
party  of  the  first  part  agrees  to  pay  to  the 
said  party  of  the  second  part  the  following 
amounts,  and  the  said  party  of  the  second 
part  agrees  to  receive  and  accept  the  same  as 
full  compensation  for  the  performance  of  the 
work,  including  the  furnishing  of  the  ma- 
terials, tools,  labor,  etc.,  to-wit: 

{a)  For  each  cubic  yard  of  excavation,  as 
specified,  the  sum  of  forty-five  one  hun- 
dredths dollars  (45c j. 
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(6)  For  piles  delivered  at  site  of  the  work, 
as  specified,  per  lineal  foot,  the  sum  of  six- 
teen hundredths  dollars  (16c). 

{c)  For  driving:  piles  in  foundations,  per 
lineal  foot,  as  specified,  the  sum  of  nineteen 
hundredths  dollars   19c). 

{d\  -  For  each  cubic  yard  of  Portland  ce- 
ment concrete,  as  specified,  in  abutments  and 
piers,  the  sum  of  five  and  sixty  hundredths 
dollars  ($5.60). 

(e)  For  each  cubic  yard  completed  ma- 
sonry in  abutments  and  piers,  the  sum  of 
eleven  dollars  ($11.00). 

(f)  For  the  superstructure  complete,  as 
specified,  the  sum  of  one  hundred  and  thirty- 
one  thousand  and  two  hundred  dollars  ($181,- 
200.00). 

(g)  For  extra  medium  or  soft  steel  erected 
in  place,  the  sum  of  five  and  one-half  cents 
(5>^c)  per  pound. 

(h)  For  extra  steel  castingrs  erected  in 
place,  the  sum  of  six  cents  (6c)  per  pound. 

(i)  For  extra  lumber  erected  in  place,  the 
sum  of  thirty  dollars  (130.00)  per  thousand 
feet,  B.  M. 

113.  The  prices  proposed  mast  include  all 
royalties  for  patents  or  patented  material 
and  appliances  used  in  the  construction  of 
the  work  described  in  the  specifications  and 
agreements;  and  before  final  payment  is 
made  the  Contractor  shall  furnish  a  satisfac- 
tory guarantee  against  all  claims. 

Time  arui  Manner  of  Paumeht. 

114.  It  is  agreed  by  the  party  of  the  first 
part  that  on  or  before  the  10th  and  25th  days 
of  each  month  during  the  progress  of  the 
work,  and  subject  to  the  provisions  herein- 
before specified  under  the  head  of  ^^Time,-* 
payment  will  be  made  to  the  said  party  of  the 
second  part  to  the  amount  of  eighty -seven 
and  one-half  (87>^)  per  cent,  of  the  contract 
price  of  the  substructure  of  the  approximate 
amount  of  work  done  during  the  previous 
half  month,  upon  written  certificate  from  the 
Engineer  that  such  approximate  amount  of 
work  has  been  done  during  that  period: 
twelve  and  one-half  (12}-^)  per  cent,  being  re- 
served until  the  completion  and  acceptance 
of  the  whole  work. 

115.  It  is  agreed  by  the  party  of  the  first 
part  that  when  the  entire  iron  work  shall 
have  been  delivered  at  the  site  of  erection. 


payment  shall  be  made  by  the  party  of  the 
second  part  to  the  amount  of  sixty  (60)  per 
cent,  of  the  contract  price  of  the  super- 
structure, upon  written  certificate  from  the 
Engineer  that  such  approximate  amount  of 
work  has  been  done.  The  remaining  forty 
(40)  per  cent,  to  be  paid  within  thirty  (30) 
days  after  the  completion  of  the  work  and  Its 
acceptance  by  the  party  of  the  first  part. 

Certificate. 

116.  Upon  the  completion  of  the  sub- 
structure in  accordance  w^ith  the  specifica- 
tions and  contract,  to  the  full  6<atis faction  of 
the  Chief  Engineer,  and  upon  the  inspection 
of  same  and  the  issuance  of  the  final  certifi- 
cate by  the  Chief  Engineer,  the  said  party  of 
the  first  part  agrees  to  pay  to  the  said  party 
of  the  second  part  the  amounts  shown  to  be 
due  to  said  second  party  by  the  said  certifi- 
cate of  said  Chief  Engineer,  including  the 
twelve  and  one-half  (12>^)  per  cent,  reserved. 

117.  Upon  the  completion  of  the  supers 
structure  in  accordance  with  the  specifica- 
tions and  contract,  to  the  full  satisfaction  of 
the  Chief  Engineer,  and  upon  the  Inspection 
of  same  and  the  Issuance  of  the  final  certifi- 
cate by  the  Chief  Engineer,  the  said  party  of 
the  first  part  agrees  to  pay  to  the  said  party 
of  the  second  part  the  amount  shown  to  'bo 
due  to  the  said  party  of  the  second  part  by 
the  said  certificate  of  the  said  Chief  Engi- 
neer. 

FoUure  to  Complete. 

118.  It  is  further  agrecTd  by  the  said  party 
of  the  second  part  that,  If  the  work  to  be 
done  under  this  contract  on  the  substructure 
shall  be  abandoned,  or  If  it  shall  be  assigned 
by  him,  or  If  he  loses  control  of  the  work  from 
any  cause,  excepting  acts  of  God  and  the 
public  enemy,  or  if  the  rate  of  progress  is  not 
such  as  to  insure  its  completion  within  the 
time  specified,  or  if  at  any  time  the  Engineer 
shall  be  of  the  opinion,  and  shall  so  certify 
in  writing  to  the  said  party  of  the  first  part^ 
that  said  work  or  any  part  thereof  is  unnec- 
essarily and  unreasonably  delayed,  or  that 
the  Contractor  is  willfully  and  persistently 
violating  any  of  the  conditions  or  covenants 
of  this  contract,  or  is  not  fulfilling  said  con- 
tract In  good  faith,  the  said  party  of  the  first 
part  shall  have  the  power  to  notify  the  said 
Contractor  to  discontinue  all  work,  or  any 
part  thereof,  as  may  be  designated  by  the 
said  party  of  the  first  part,  and  the  said 
party  of  the  first  part  shall  thereupon  have 
the  power  either  to  complete  said  work  by 
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contract  or  to  employ  sucb  "men  and  teams 
and  to  obtain  such  machinery,  implements 
and  tools  and  to  purchase  such  material  as 
the  said  Engineer  may  deem  necessary  to 
complete  the  work  herein  described,  or  any 
part  thereof.  And,  in  so  dointr,  said  Engi- 
neer may  use  such  tools,  implements  and  ma- 
terials as  may  be  found  upon  the  line  of  said 
work.  The  cost'  of  doing  such  work  by  the 
said  Engineer  shall  De  charged  to  the  said 
Contractor,  and  the  expense  so  charged  shall 
be  deducted  and  paid  by  the  said  party  of  the 
first  part  out  of  such  moneys  as  may  be  due, 
or  may  at  any  time  thereafter  become  due  to 
said  Contractor,  under  and  by  virtue  of  this 
contract,  or  any  part  thereof,  so  far  as  the 
same  shall  suffice  therefor;  and  the  balance, 
if  any,  shall  be  paid  by  said  Contractor  on 
demand. 

119.  The  entire  metal  work  for  the  struct- 
ure herein  provided  for  shall  be  delivered  at 
the  site  of  the  erection  on  or  before  August 
1st,  1899,  and  all  the  work  of  the  superstruct- 
ure to  be  done  under  this  contract  shall  be 
completed  and  ready  for  inspection  on  or  be- 
fore October  Ist,  1899. 

120.  Should*  there  be  a  failure  by  the  sec- 
ond party  to  deliver  said  iron  work  of  the 
character  and  strength  herein  provided  for  at 
the  time  herein  specified,  or  if,  after  delivery 
of  same  as  herein  provided,  said  contractor 
should  fail  financially,  either  before  or  after 
having  been  paid  the  sixty  (60)  per  cent,  of 
the  contract  price  as  hereinbefere  provided, 
and  be  unable  to  carry  out  said  contract  and 
complete  said  work,  then,  in  that  case,  the 
said  party  of  the  first  part  shall  have  the 
power  to  complete  said  work  by  contract  or 
otherwise,  at  its  discretion,  and  charge  up 
the  cost  of  so  completing  the  said  work  to 
said  Contractor.  Should  the  amount  re- 
maining unpaid  of  the  contract  price  not 
sufilce  therefor  then  said  Contractor  and  his 
bondsmen  shall  be  held  liable  for  the  defi- 
ciency. 

121.  If  at  any  time  during  the  progress  of 
said  work,  the  said  Contractor  shall  fail  or 
neglect  to  pay  for  labor  performed  or  mate- 
rial furnished  upon  said  work  for  ten  (10) 
days  after  it  shall  have  become  due,  then  the 
party  of  the  first  part  shall  have  power  to  pay 
for  such  labor  or  for  materials,  tools,  ex- 
plosives, machinery,  appliances,  fuel,  provis- 
ions or  supplies  of  any  sort  or  kind  used  or 
consumed  in,  upon  or  on  account  of  the  work 
covered  by  this  contract;  the  party  of  the  first 


part  shall  have  the  power  to  pay  for  such  labor 
or  materials,  explosives,  machinery,  appli- 
ances, fuel,  provisions  or  supplies  of  whatso- 
ever sort  or  kind,  out  of  moneys  that  may  be 
due  to  said  Contractor,  and  said  amount  so 
paid  shall  be  retained  out  of  any  money  due 
or  to  become  due  to  said  Contractor.  In  any 
such  case  the  party  of  the  first  part  is  hereby 
authori?:ed  and  empowered  by  the  party  of 
the  second  part  to  ascertain  by  its  Engineer 
the  amounts  due  or  owing  from  said  Con- 
tractor to  any  laborer  or  laborers  or  to  any 
person  or  persons,  for  materials,  tools,  ex- 
plosives, machinery,  appliance*,  fuel,  provis- 
ions or  supplies  of  any  sort  or  kind  consumed 
upon,  in  or  on  account  of  the  work  covered 
by  this  contract  in  such  manner  and  upon 
such  proofs  as  the  said  Engineer  may  deem 
sufficient. 

CnntracU)r*8  Bo/id. 

122.  The  Contractor  shall  furnish  a  bond 
in  the  sum  of  thirty-thousand  (130,000)  dol- 
lars for  the  substructure  and  superstructure 
of  the  Belt  Railway  Company's  Four  Track 
Bridge  crossing  the  Main  Channel  of  the  San- 
itary District  of  Chicago,  near  east  end  of 
Contract  Section  ''K,"  with  good  and  suffic- 
ient sureties,  the  sam«  to  be  satisfactory  to 
the  Board  of  Trustees  of  the  Sanitary  Dis- 
trict, conditioned  upon  the  faithful  perform- 
ance.of  all  the  terms  and  conditions  of  this 
contract;  and  should  the  sureties  on  said  bond 
at  any  time  fail  financially,  or  be,  in  the  opin- 
ion of  the  said  Board  of  Trustees,  insuffic- 
ient security  for  the  penalty  of  said  bond, 
then,  in  that  case,  they  may,  on  giving  ten 
1 10)  days  notice  thereof  in  writing,  require 
said  Contractor  to  furnish  a  new  and  addi- 
tional bond  in  the  place  of  the  bond  so  having 
become  insufficient  or  worthless. 

Final  Payment. 

123.  The  said  party  of  the  second  part 
further  agrees  that  he  shall  not  be  entitled  to 
demand  or  receive  final  payment  for  any  por- 
tion of  the  aforesaid  work  or  materials  ex- 
cept in  the  manner  set  forth  in  this  agree- 
ment, nor  until  all  of  the  stipulations  here- 
inbefore mentioned  are  complied  with,  and 
the  said  Chief  Engineer  shall  have  given  his 
certificate  to  that  efifect;  whereupon  the  said 
party  of  the  first  part  will,  at  the  expiration  of 
thirty  (30)  days  after  such  completion  and 
delivery  of  such  certificate,  pay,  and  it  hereby 
binds  itself  to  pay,  the  said  party  of  the  sec- 
ond part,  in  cash,  the  whole  amount  of 
money  accruing  to  said  second  party  under 
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this  coDtract,  excepting  such  sum  or  sums  of 
money  as  may  be  lawfully  retained  under 
any  of  the  provisiens  of  this  contract  herein- 
before set  forth.  Provided,  that  nothing 
herein  contained  shall  be  construed  to  affect 
the  right  hereby  reserved  of  the  said  part  of 
the  first  part  to  reject  the  whole  or  any  por- 
tion •f  the  aforesaid  work  should  the  said 
certificate  be  found  to  be  inconsistent  with 
the  terms  of  this  agreement  or  otherwise  im- 
properly given. 

In  witness  whereof,  On  the  day  and 
year  first  above  written,  the  said  Sanitary 
District  of  Chicago  has  caused  this  agree- 
ment to  be  signed  by  its  President  and  at- 
tested by  Its  Clerk,  and  its  corporate  seal  to 
be  hereto  affixed,  and  the  said  party  of  the 

second  part  has  hereunto  set  its  hand 

and  seal 

T?ie  Sanitary  Diatrict  of  Chicago. 

(Signed)    By  William  Boldbnweck, 

l^resident. 
Attest : 

Joseph  F.  Haas, 
[seal]  Clerk. 

[SEALJ  The  Toledo  Bridge  Co., 

Jas.  a.  Huston, 

Preifide7U. 

E.  B.  Smith,  . 
Secretary.^^ 

REPORT  AND  ORDINANCE  IN  REFERENCE 
TO  CONSTRUCTION  OF  BRIDGE  AND 
ROAD  AT  ROMEOVILLE. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering,  transmitting 
form  of  District  ordinance  accepting  the 
ordinance  passed  and  approved  by  the 
Board  of  Trustees  of  the  Village  of 
Bomeoville  for  the  construction  of  a 
bridge  across  the  Main  Channel,  and  re- 
construction of  a  road  heretofore  estab- 
lished in  said  village,  as  set  forth  in  the 
ordinance,  the  report  recommending 
that  the  said  District  ordinance  b^ 
adopted  by  the  Board  of  Trustees. 

Mr.  Smyth,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted. 

The  motion  prevailed  unanimously. 

Mr.  Smyth,  seconded  by  Mr.  Kelly, 
then  moved  that  the  accompanymg  Dis- 
trict ordinance  be  passed. 

On  roll-call  the  vote  stood:    Yeas- 


Messrs.  Boldenweck,  Braden,'  Carter, 
Eckhart,  Jones,  Kelly,  Mallet te,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT : 

"Chicago,  May  29. 1899. 

To  tfie  Honorable,  the  Board  of  Truateei  of  tke 
Sanitary  District  of  Chicago : 

Gentlbmen— The  Committee  on  Engi- 
neering transmits  herewith  a  form  of 
ordinance  accepting  the  ordinance  passed 
and  approved  by  the  Board  of  Trustees 
of  the  Village  of  Bomeoville,  granting  to 
the  District  the  right  to  construct  a 
bridge  across  the  Main  Channel  at  said 
point,  and  to  reconstruct  the  road  here- 
tofore established  in  said  village,  in  such 
manner  as  is  described  in  the  ordinance. 

The  Committee  respectfully  recom- 
mends that  the  ordmance  presented 
herewith  be  adopted  by  the  Board  of 
Trustees. 


Respectfully  submitted, 


(Signed) 


Thomas  A.  Smtth, 

Chairman. 


J.  P.  Mallbtte, 

Thomas  Kbllt, 

Jos,  C.  Bbadbn, 

Z.  R.  Carter, 

Frank  Wbntbb, 

Wm.  Boldenwbck, 

Committee  on  Engineering,^^ 

(Accompanied  by  form  of  ordinance  of 
Sanitary  District  and  ordinance  of  Vil- 
lage of  Romeoville.) 


The  following  is 

THE  ORDINANCE  OF  THE  SANITARY  DIS- 
TRICT : 

"Uc  it  ordained  by  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chica^jo  : 

Section  1.  That  an  ordinance  passed 
by  the  President  and  Board  of  Trustees 
of  the  Village  of  Romeoville,  County  of 
Will  and  State  of  Illinois,  approved  on 
the  8rd  day  of  May,  A.  D.  1899,  by  the 
President  and  Clerk  and  the  Board  of 
Trustees  of  said  village,  be  and  the  same 
hereby  is  accepted  by  the  Board  of  Trus* 
tees  of  the  Sanitary  District  of  Chicago 
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as  hereinafter  set  forth,  as  follows,  to- 
wit: 

Be  it  ordained  by  the  President  and  Board  of 
Trustees  of  the  Village  of  Romeoville : 

Section  1.  That  a  public  street  or 
highway  be  and  the  same  is  hereby  laid 
out  and  established  as  follows:  Begin- 
ning at  a  point  on  the  north  line  of  Sec- 
tion two  (2),  Township  thirty-six  (86) 
North,  Range  ten  (10)  East  of  the  Third 
Principal  Meridian,  in  Will  County, 
Illinois,  fifteen  (15)  feet  distant  in  an 
easterly  direction  from  the  point*  cff  in- 
tersection of  the  east  line  of  the  right-of- 
way  of  the  Chicago,  Santa  Fe  &  Cali- 
fornia Railway  with  said  north  line  of 
said  Section  two  (2);  thence  running 
southeasterly  and  parallel  to  said  easterly 
right-of-way  line  above  mentioned,  for 
a  distance  of  one  hundred  and  sixty- 
five  (165)  feet  to  a  point  of  curve; 
thence  in  a  curve  to  the  right  with  a 
radius  of  forty  (40)  feet  to  a  point  of 
tangent;  thence  westerly  in  a  line  par- 
allel to  said  north  line  of  said  Section 
two  (2)  to  a  point  of  curve;  thence  in  a 
curve  to  the  right  with  a  radius  of  forty 
{AS)  feet  to  a  point  of  tangent,  said  point 
of  tangent  being  seventeen  (17)  feet  dis- 
tant from  the  westerly  right  of  way  line 
of  said  Chicago,  Santa  Fe  and  California 
Railway,  measured  by  right  angles; 
thence  northerly  in  a  straight  line  to  a 
point  being  fifteen  (16)  feet  distant  in  a 
westerly  direction  from  the  point  of  in- 
tersection of  the  w^terly  right  of  way 
line  of  the  Chicago,  Santa  Fe  and  Cali- 
fornia Railway  with  said  north  line  of 
said  Section  two  (2),  and  being  the  point 
of  termination  of  the  said  new  road 
hereby  laid  out;  said  road  to  be  thirty 
feet  wide  in  the  clear,  except  on  the 
west  side  of  the  right  of  way  of  the  Chi- 
cago, Santa  Fe  and  California  Railway, 
where  the  width  diminishes  from  thirty 
(80)  feet  at  the  point  of  tangent  to 
twenty- six  feet  (26  ft.)  at  the  east  sub- 
way of  the  abutment  mentioned  in  Sec- 
tion two  (2). 

Section  2.  The  Sanitary  District 
of  Chicago  shall  grade  and  macadamize 
and  hereafter  maintain  the  said  high- 
way hereby  laid  out  and  established, 
to  a  level  with  the  main  track  of  the 
Chicago,  Santa  Fe&  California  Railway, 
from  the  point  of  its  beginning  to  its 
intersection  with  the  westerly  right  of 
way  line  of  the  Chicago,  Santa  Fe  & 
California  Railway,  and  from  thence  to 
the  east  abutment  of  the  subway  herein- 
after mentioned  the  grade  shall  not  ex- 
ceed five  (5)  feet  in  one  hundred  (100) 
feet  at  any  point  thereof,  and  the  said 


Sanitary  District  of  Chicago  shall  con- 
struct and  maintain  a  retaining  wall  on 
the  east  side  of  the  highway  west  of  the 
right  of  way  of  the  Chicago,  Santa  Fe  & 
California  Rail  way , from  tne  point  of  tan- 
gent to  the  east  abutment  of  the  subway 
mentioned  in  Section  three  (8),  and  shaU 
construct  and  maintain  on  the  west  side 
of  said  highway  a  retaining  wall  from  a 
point  thirty  (80)  feet  northwesterly  of 
the  right  of  way  of  the  said  Chicago, 
Santa  Fe  &  California  Railway  to  the 
said  east  abutment  of  the  said  subway 
mentioned  in  Section  three  (8),  said  walls 
to  be  two  (2)  feet  wide  on  top  and  to  be 
built  to  a  height  of  three  (S)  feet  and  six 
(6)  inches  above  the  grade  of  the  said 
roadway. 

Section  8.  Said  Sanitary  District  of 
Chicago  shall  c^onstruct  and  hereafter 
maintain  a  bridge  over  the  proposed 
subway  lying  between  the  before- 
described  east  abutment  and  the  east 
pier  of  the  swing  bridge  over  the 
Main  Channel  of  the  Sanitary  District  of 
Chicago;  and  shall  also  construct  and 
hereafter  maintain  a  swing  hridge  over 
the  Main  Channel  of  the  Sanitary  Dis- 
trict of  Chicago,  the  said  bridge  extend- 
ing to  the  public  highway  on  the  west 
bank  of  said  Main  Channel,  the  floor  of 
said  bridge  to  be  nineteen  and  five- tenths 
(19.5)  feet  above  Chicago  datum;  the 
approach  to  the  bridge  on  the  west  side 
shall  be  level  with  the  fioor  of  said 
bridge  until  it  intersects  with  the  exist- 
ing roadway  of  the  approach  from  the 
west,  said  road  to  be  constructed  by  the 
Sanitary  District  of  Chicago,  and  shall 
be  thirty  feet  wide  through  the  spoil 
bank. 

Section  4.  Permission  and  authority 
are  also  hereby  granted  to  the  said  Sani- 
tary District  of  Chicago  to  do  and  per- 
form all  things  that  may  be  necessary  or 
incident  to  the  establishment  or  laying 
out  of  the  said  roadway,  and  to  the  con- 
struction of  the  bridge  and  subway  and 
approaches  thereto. 

Section  6.  Permission  and  authority 
are  also  hereby  granted  to  the  said  San- 
itary District  of  Chicago  to  remove  the 
temporary  bridge  structure  heretofore 
constructed  by  the  said  Sanitary  District 
of  Chicago  in  the  said  Village  of  Romeo- 
ville  when  said  permanent  bridge  men- 
tioned in  Section  three  (8)  of  this  ordi- 
nance, crossing  said  Main  Channel,  shsjl 
have  been  fully  completed  and  opened 
up  for  travel. 

Section  6.  This  ordinance  shall  be  in 
full  force  and  effect  from  and  after  its 
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passa^  and  acceptance  bj  the  Sanitary 
DJatrict  of  Chicago. 

Pasaed  and  approved  thia  8rd  da;  of 
May,  1889. 
(Signed)  Jno.  J,  Kaio, 

Atl«et: 
(Signed)    Frfiz  Boehhr, 
Clerk. 

SBCTtON  a.  Thia  ordinance  ahall  be 
in  forcfi  and  effect  from  and  after  ita 
paesage." 

REPORT  IN  REPEKEXCE  TO  AGRKEMENT 
WITH  A.,  T,  *  8.  F,  RAILWAY  COMPANY 
FOR  CONSTRUCTION  OP  CERTAIN  TEH- 
TORAKY  EHBANEUBNT,  TRACES  AND 
CROSSINGS. 

Mr.  Smyth,  Churman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com 
mittee  on  Engiooering  with  reference  to, 
and  accompanied  by,  form  of  agreement 
in  duplicate  between  the  District  and  the 
A.,T.  &  S.  F,  Railway  Company  in 
reference  to  the  conatiuction  upon  the 
right  of  way  of  said  company,  at  or  near 
where  eaid  right  of  way  is  interaected 
by  the  tracks  of  the  Chicago,  St.  Louia 
and  Pittsburg  Railway  Company,  a 
temporary  embankment,  tracha  and 
croseinga,  all  as  stated  in  the  report,  the 
report  setting  forth  the  neceaeity  for  auch 
agreement  and  recommending  tiiat  the 
President  and  Clerk  of  the  District  be 
authorized  and  directed  to  execute  the 
same  on  behalf  of  the  Dietriot  and  that 
the  same  be  delivered  to  said  railway 
company  for  execution. 

Mr.  Smyth,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  containea  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeaa— 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Kelly,  Mallette,  Smyth  and  Wenter— 
aeven.  Naya — none.  Excused  and  not 
voting — Meaars.  Braden  and  Jonea— two. 

The  following  is 

THE  report: 
"Chioaoo,  May  20, 1899. 
To  lilt  Sonorable  the  Board  of  Trualeet  of  tht 

Sanitary  DMrict  of  Chicago: 

Gentlemen — The  Committee  on  Engi- 
neering present  a  herewith  drafts  of 
agreement  between  the  Diatrict  and  Ihe 
Atdiison,  Topeka  and  Santa  Fe  Railway 
Company,  securing  to  the  Diatrict  the 


right  from  aaid  oom^ny  to  conatruct 
upon  the  right  of  way  of  said  company, 
at  or  near  where  the  aaid  right  of  way 
is  interaected  by  the  track  of  the  Chi- 
cago, St.  Louis  and  Pittsburg  Railway 
Ijompsny,  a  temporary  embankment, 
tracka  and  crossings  on  that  portion  of 
the  right  of  way  of  aaid  Atchison  Com- 
pany.designated  on  Exhibit  "A"  attached 
to  said  drafts  of  contiset,  and,  also,  the 
right  to  lay  such  tem)>orary  Ir^icka  and 
croaalngs  on  said  embaakuient  as  may  lie 
necessary. 

The  Committee. advises  that  in  con- 
structing bridges  across  the  Main  Chan- 
nel, near  the  point  above  mentioned,  it 
is  necessary  to  provide  for  the  accomnao- 
dation  of  the  trafSc  of  the  company 
known  as  the  "Pan  Handle"  Railroad 
Company,  and  that  the  land  owned  by 
the  Atchison  Company  as  ita  right  of  way, 
which  is  not  now  used  by  aaid  company, 
ia  the  moat  convenient  for  tlie  purpuaes 
of  the  District  upon  which  to  conslrwct 
said  temporary  emoankment  and  tracka 
for  the  use  of  the  "Pan  Handle"  traffic, 
as  aforesaid . 

The  District  agrees  uniJer  the  terms  of 
aaid  contract  to  construct  aaid  embank- 
ment and  tracks  at  its  own  cost  and  ex- 
pense and  to  remove  s&me  within  one  (1) 
year  from  the  date  of  said  contract. 

The  Committee,  therefore,  recommends 
that  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to 
execute  said  agreements  on  behalf  of  the 
Diatrict,  and  that  the  same  be  delivered 
to  said  railway  company  for  execution. 

Accompanying  thia  report  are  the 
forms  of  agreement  hereinabove  referred 
to. 

Respectfully  sub  mi  tied, 

(Signed)  Thomas  A,  Smyth, 

J.  P.  Mallette, 
Thou  AS  Kelly, 
b.  a.  eoehart, 
Frank  Wenter, 
Wm.  Boluenwkck, 

Oommifler  on  Suginrering," 
[Accompanied   by  form  of  agreem-ent 
and  plana  in  duplicate.) 

REPORT  IN   REFERENCE   TO  COMMUNICA- 
TION    FROM     uEsaiw.     Madden     « 

SAWYER. 
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from  that  Committee  with  reference  to, 
and  accompanied  by,  a  communication 
from  Messrs.  Madden  &  Sawyer,  pro 
pofiing  to  collect  the  sum  of  $3,800  taxes 
said  to  be  due  the  District,  and  any  other 
amounts  which  may  be  found  for  25  per 
cent  of  the  actual  amount  recovered,  the 
report  recommending  that  the  proposi- 
tion be  declined  and  the  communication 
placed  on  file  with  the  Clerk. 

In  the  same  connection  Mr.  Smyth 
presented  a  minority  report,  dissenting 
from  the  majority,  and  setting  forth 
reasons  for  same,  and  recommending 
that  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  offer 
said  firm  of  Madden  &  Sawver  $499  50 
for  furnishing  information  which  would 
guarantee  the  collection  of  sard  amount 
to  the  Dis.trict. 

Mr,  Smyth,  seconded  by  Mr.  Braden, 
moved  that  the  minority  report  be  sub- 
stituted for  the  majority  report. 

On  roll- call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Kelly  and 
Smith — four.  Nays  —  Messrs.  Carter, 
Eckhart,  Jones,  Medlette,  and  Wenter — 
five. 

Upon  this  result  the  President  de- 
clared the  motion  lost. 

Before  voting,  Mr.  Braden  made  the 
following  explanation  which  he  desired 
to  have  recorded  in  the  Proceedings: 
**1  want  to  explain  my  vote  and  have  it 
made  a  matter  of  record.  I  vote  for  the 
minority  report  for  the  reason  that  it  is 
not  25  per  cent  we  are  paying,  but  only 
18  per  cent.  I  believe  that  18  per  cent 
is  no  more  than  it  is  worth  to  have  this 
matter  looked  up  and  we  would  then 
know  where  it  might  occur  a^ain  and 
that  it  would  be  very  valuable  informa- 
tion, and  then  we  would  be  paying  but 
18  per  cent  of  the  amount  recovered  for 
us;  for  tiiat  reason  I  vote  for  it." 

Mr.  Mallette,  seconded  by  Mr.  Jones,' 
then  moved  that  the  majority  report  be 
adopted  and  the  recommendations  con- 
tained  therein  concurred  in. 

On  roll  call  the  vote  stood:  Yeas- 
Messrs.  Carter,  Eckhart,  Jones,  Mallette 
and  Wenter — five.  Nays — Messrs.  Bold- 
enweck, Braden,  Kelly  and  Smyth  — 
four. 

Upon  this  result  the  President  declared 
the  motion  carried  and  the  majority 
report  adopted. 


The  following  is 

THE  MAJORITY  REPORT : 

••Chicaoo,  May  22,  1899. 

To  ilu  ffonorahley  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago : 

Gentlemen— The  Committee  on  En- 
gineering herewith  makes  report  that  it 
has  had  under  consideration  a  communi- 
cation from  Messrs.  Madden  &  Sawyer 
containing  a  proi>osition  to  collect  the 
sum  of  twenty-eight  hundred  dollars 
($2,800.00)  said  to  be  due  to  the  District, 
according  to  the  searches  made  by  said 
firm,  of  old  city  and  county  records,  for 
excess  payment  of  taxes;  that  said  firm 
offers  to  collect  said  sum  of  money  for 
the  District  upon  payment  to  it  upon 
the  basis  of  26  per  cent  of  the  actual 
amount  reooverea. 

It  appears  evident  from  the  communi- 
cation in  question  that  the  amount  due 
the  Sanitary  District,  if  collected,  would 
be  collected  from  the  City  of  Chicago  or 
the  County  of  Cook;  and  that  if  not  col- 
lected the  taxpayers  of  the  City  of  Chi- 
cago  or  the  County  of  Cook  would  re- 
ceive the  benefit.  This  being  the  case 
the  proposition  simply  seems  to  be 
whether  it  is  a  wise  expenditure  of 
money  to  pay  out  25  per  cent  of  the 
amount  in  question  in  order  to  have  it 
transferred  from  the  treasury  of  the  City 
of  Chicago  or  the  County  of  Cook  to  the 
treasury  of  the  Sanitary  District  of  Chi- 
cago. In  view  of  the  fact  that  the  limits 
of  the  Sanitary  District  of  Chicago, 
.especially  from  a  property  valuation 
standpoint,  are  so  nearly  co-extensive 
and  identical  with  the  limits  of  the  City 
of  Chicago  or  the  County  of  Cook,  it  is 
apparent  that  practically  the  same  set  of 
taxpayers  would  in  either  case  bear  the 
burdens  or  share  the  benefits  of  the 
action  proposed  to  be  taken.  This  being 
the  case  the  question  is  whether  an  ag- 
gregation of  taxpayers  representing  the 
Sanitary  District  of  Chicago  should  be 
required  to  pay  seven  hundred  dollars 
($700.00)  for  collecting  from  themselves, 
as  taxpayers  of  the  City  of  Chicago  or 
the  County  of  Cook,  the  amount  of 
twenty-eight  hundred  dollars  ($3,800.00) 
to  be  plac^  again  to  the  credit  of  them- 
selves, as  taxpayers  of  the  City  of 
Chicago. 

Your  Committee  fail  to  recognize  the 
financial  wisdom  of  such  a  proposition 
and  therefore  recommend  that  the  offer 
contained  in  the  enclosed  communica- 
tion be  declined  and  the  communication 
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placed  on  file  with  Lhe  Clerk  of  the  Die- 

Respectfully  submitted, 
(Signed)  J.  P.  Hallbtte, 

B.  A.  ECEBART, 

Z.  R.  Carter, 
Frank  Wbnteb, 
Alex.  J.  Jones, 

Commillee  on  Engituerinfi." 

(One  encloeure,) 


The  following  is 

THE  MIHORrrV  REPORT: 

"CHirAOO,  Uaj2'!,  1 


Gentlemen— The  undersigned,  minor- 
ity membeTS  of  the  Committee  on  Engi- 
neeriDg,  desire  to  report  that  they  ate 
seat  from  the  report  of  the  majority  for 
the  following  reasons: 

The  Committee  advisee  that  said  firm 
of  Madden  &  Sawyer  has  in  its  posaeesion 
the  best  and  only  means  of  aacertaininfi; 
the  sum  of  money  aaid  to  be  due  Che 
District;  that  their  business  is  that  o( 
searching  old  city  and  county  records 
for  excess  payment  of  taxes  and  that, 
in  one  of  their  seaiches,  they  allege  that 
tliey  have  found  the  item  of  twenty- 
eight  hundred  dollars  (|a,800.00)  said  to 
be  due  the  District.  In  as  muoh  as  it  ap- 
pears to  the  Committee  that  there  is  no 
other  source  through  which  the  District 
may  collect  the  same,  and  in  order  to  dis 
cover  means  of  obtaining  information 
affecting  like  matters  of  the  District  in 
future,  the  Committee  is  of  the  opinion 
that  said  firm  should  tw  employed  to 
collect  said  takes  and,  therefore,  recom- 
mends as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
offer  said  Arm  of  Messrs.  Madden  &, 
Sawyer  the  sum  of  four  hundred  and 
ninety-nine  dollars  and  fifty  cents 
(t  199. SO)    for     furnishing    information 


Respectfully  aubmitted, 
(Signed)  William  Boldhkweck, 

Thomas  A.  Smyth. 
Thomas  Kelly, 

Joe.  C.  Bit  ADEN, 

Meraberi  of  lhe  Engineeriuy  Vointaittee." 

PRESENTATION  OF  BIDS   FOR  aUPFI.TINU 
AND  ERECTING  SUPERSTRrCTURE  FOR 
CHICAOO,   BOCK  ISLiHl)   AND    PACIFIC 
RAILWAY  BRiDOa  ACP.OaS  DESPLAIKBS 
KIVBR  ON  SECTION  18. 
The  President  then  annimnced  that  in 
conformity  with   the  advertisement  in- 
viting proposalafor  aupplying  and  erect- 
ing the  superstructure  of  the  Chicago, 
Rock  laland  and  PaciQc  Railway  Bridge 
across  Deaplainea  River  on  Section  16, 
duly  publiahed,  giving  sixty  days  notice 
OS  required  by  the  Sanitary  District  Act, 
the  Board  would   now  proceed   to  open 
bids  received  in  response  to  auid  adver- 
tisement. 

D  Open  the 

At  the  conclusion  of  the  reading  of  the 
bids  Mr.  Jones,  seconded  by  Mr.  Braden. 
moved  that  the  President  and  Cleric  be 
authorized  and  directed  to  execute  a 
contract  for  said  work  ivith  the  Chicago 
Bridge  and  Iron  Cjmp&ny,  it  being  the 
lowest  bidder,  at  the  prjcw  set  forth  in 
its  bid,  on  the  approval  by  the  Com- 
mittee on  Finance  of  a  iirii|>er  bond  to  be 
furnished  by  aaid  company. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck.  Hraden.  Carter, 
Eckhart,  Jones.  Kelly,  Mallette  and 
Smyth  — e  i  gh  t    Nays — n  one. 


Mr.  Jones,  seconded  by  Mr,  Kelly, 
then  moved  that  upon  tlie  execution  of 
said  bond  and  contract  the  Clerk  be  di- 
rected to  return  the  checks  deposited 
with  said  bids. 

On  roll-call  the  vote  stood;  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  KellT,  Mallette  and 
Smyth — eight.     Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 
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The  following  is 

THE  SCHEDULE  OP  BIDS  FOR  SUPPLYING  AND  ERECTING   SUPERSTRUCTURE  FOR  CHI- 
CAGO, ROCK  ISLAND  AND  PACIFIC  RAILWAY  BRIDGE  ACROSS  DES- 

PLAINES  RIVER  ON  SECTION  18. 

Opened  May  St,  1899. 


•  s 

O  eS 
1 

s 

8 
4 
6 
6 


MAMV  AND  ADDRK88  OF  BIDDXB. 


Chicago  Bridge  and  Iron  Company,  Chicago,  111 

MassIUon  Bridge  Company,  Massillon,  Ohio 

The  J.  G.  Wacmer  Company,  Milwaukee,  Wis 

Wisconsin  Bridge  and  Iron  Company,  Milwaukee,  Wis 

The  King  Bridge  Company,  Cleveland,  Ohio 

The  LaFayette  Bridge  Company,  LaFayette,  Ind 


Amount 
Deposited 
with  Bid. 


$1,300  GO 
1,200  00 
1,800  00 
1,200  00 
1,200  00 
1,200  00 


The  following  are 

THE  BIDS   IN   DETAIL   FOR  SUPPLYING   AND    ERECTING   SUPERSTRUCTURE   FOR   THE 
CHICAGO,  ROCK  ISLAND  AND  PACIFIC  RAILWAY  BRIDGE  ACROSS 

DESPLAINES  RIVER  ON  SECTION  18. 

In  Order  of  Magnitude^  Lotoeet  Bid  First— Opened  May  SU  1S99. 
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NAMB  AND  ADDBXS8  OF  BIDDBB. 


Chicago  Bridge  and  Iron  Company,  Chicago,  III 

The  J.  G.  Wagner  Company,  Milwaukee,  Wis 

The  King  Bridge  Company,  Cleveland,  O 

Wisconsin  Bridge  and  Iron  Company,  Milwaukee,  Wis 

Massillon  Bridge  Company,  Massillon,  O . .'. . . 

The  La  Fayette  Bridge  Company,  La  Fayette,  Ind. . . . 


1 

1 

Extra  Medium 
or  Soft  Steel- 
Cents  Per  Lb. 

$14,720  00 

04 

14,800  00 

04 

14,970  00 

04^ 

15,280  00 

04 

16,000  00 

04J< 

16,400  00 

05 

I 


06 
03 
04 
04 
08 
08 


ADJOURNMENT. 

On  motion  of  Mr.  Carter,  seconded  by  Mr.  Eckhart,  the  Board  then  adjouned. 


^^^^ 


Clerk. 


PROCEEDINGS 

—OF   THE— 

Board  of  Trustees 

—OP   THK— 

Sanitary  District  of  Chicago. 


JUNE  3.  1899. 


OFFICIAL    RECORD 

PutUilud  Sv  aulAarUy  of  Ot  Beard  qf  TnuUtt  of 

IA4  SatiUaru  DUMet  of  Chiaiao. 


A  Special  meeting  of  the  Board  of 
TruHEees  or  the  Sanitary  District  of  Chi- 
cago was  held  In  the  rooms  al  the  Board, 
Security  Building,  Saturday,  June  8. 
18W,  at  9:30  o'clock  A.  M.,  pursuant  to 
caU. 

On  rolLooll  Messrs.  Bnldenweck,  Car- 
ter, Elckhart,  Jones,  Kelly,  Uallette, 
Smyth  and  Wen ter— eight  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

CALL  FOR  HBETING. 

The  Clerk  then  read  the  call  for  the 

meeting,  which  is  as  FoUowb: 

"Chicaoo,  Junes,  18M. 

To  t?K  HnwrroMe,  the  Board  of  Tru»teea 
of  the  Sanitarv  Dtatrlct  of  C/ilcau'i.' 
QsNTLEMaK— At  the  request  of  Trus- 


tees Carter,  Jones  and  Wenter,  and  in 
accordance  with  Rule  IV  of  the  Rules 
and  Regulations.  I  hereby  call  a  special 
meeting  of  the  Board  of  Trustees  ot  the 
Sanitary  District  of  Chicago,  to  be  h(>ld 
at  the  rooms  of  the  Board,  Security 
Building,  on  Saturday,  June  8,  1699,  at 
S:8D  o'clock  A.  M.  sharp,  for  the  pur- 
pose of  considering  a  communication 
from  the  special  commissioners  appoints 
ed  by  the  Governor  for  the  inspection  of 
work  of  the  Sanitar;  District,  and  for 
such  other  business  as  may  properly 
come  before  the  meeting. 

Respectfully 
(Signed)  Joseph  F.  Haas, 

Clerk. 


Mr.  Wenter,  Chairman,  presented  a 
report  from  the  Committee  on  Federal  Re- 
lations in  reference  to  and  accompanied 
ation  from  the  special 
ppointed  by  the  Oover- 
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nor  for  the  inspection  of  the  work  of  tbe 
Sanitary  Dietrict,  tbe  report  being  also 
aooobipanied  by  an  ordinance  appro- 
printing  936,000  for  the  uee  of  the  com- 
miBsion,  sa  aet  forth  in  the  report  and 
ordinance- 

The  Clerk  then  read  the  communiiia- 
tion  and  report,  whicli  by  unanimous 
consent  were  ordered  printed  and  placed 
on  file. 

The  Clerk  then  read  the  ordinance. 

Mr.  Wenter,  seconded  by  Mr.  Jones, 
moved  that  the  ordinance  be  adopted. 

On  rdl-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckh&rt, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen* 
ter — eight.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

Mr.  Jones,  seconded  by  Mr.  Wenter, 
then  moved  that  the  Clerk  be  instructed 
to  publish  the  ordinance  just  adopted  in 
accordance  with  the  provisions  of  tbe 
statute. 

On  roll-call  the  vote  stood:  Messrs. 
Bold  en  week,  Carter,  Eckhart,  Jones, 
Kelly,  Mallette,  Smyth  and  Wenter— 
eight.    Nay  a — none. 


The  following  is 

THE  COMUrNlCATION: 

"Chicaqo,  III.,  June  3,  1890. 
To  the  Honorable,  the  Board  of  TiiiaUes 

of  Uit  Sanitary  DialrKl  of  Chicago: 

Gentlemhn— The  Special  Commis- 
sioners appointed  by  the  Governor  to 
make  an  inspection  of  the  work  in  tbe 
Sanitary  UUtrict  find,  upon  investigation 
of  the  taw, 

First:  That  the  last  General  Assembly 
failed  to  make  any  appropriation  with 
wbich  to  meet  the  salaries  of  the  Ciim- 
miasioners,  the  Engineer  and  all  other 
expenses,  and,  as  we  are  unable  to  pro- 
ceed with  the  work  as  provided  in  the 
Act,  unless  funda  are  in  our  hands,  we 
would  ask  of  your  Honorable  Board  to 
appropriate  at  this  time  the  sum  of 
$35,000.00  to  be  placed  to  our  credit  in 
some  Chicago  bank  upon  which  we  can 
draw  for  the  payment  of  salaries  and 
Other  bills  incurred  by  our  Commission. 

Second:  llie  law  further  provides  that 
the  salary  of  the  Chief  Engineer  shall  be 
$10  per  diem,  which,  upon  a  thorough 
investigation  by  the  Commission,  and 
from  Triable  information  received  con- 
aidering  the  importance  and  magnitude 


of  the  work,  we  find  said  i 
small  and  entirely  Inadeqiiaie  to  procure 
such  an  engineer  as  our  ConimissioR 
deems  the  necessity  of  the  work  de- 
mands. 

We  would,  therefore,  further  ask  your 
Honorable  Board  to  take  iictioTi  in  this 
matter  and  agree  to  pay  the  additional 
amount  that  may  be  rei]uired  by  our 
Commission  for  the  payment  uf  the  sal- 
ary of  such  Chief  Engineer. 

Trusting  you  will  see  the  importance 
of  these  two  matters,  tbu  necessity  for 
immedial«  action  In  order  that  our  Com- 
mission may  bi-gin  the  work  of  inspec- 
tion at  once,  and  that  they  may  receive 
a  favorable  consideraiion  a't  your  han>Js, 

Yours  respect  fu  I  ly, 
(Signed)  ISAic  Taylor, 

Prf'idfHi. 

(Signed)  AU  F.  SCBOCa, 

Seertlary.^' 


The  following  is 

THE  REPORT^ 

"Ceicaqo,  June  3,  1890. 

IblheHonora  le,tlie  Board  of  Tnialeea 
oftlie  Sanitary  District  of  Chicago 
Gkntlexen— Your  Committee  on 
Federal  Relations  beg  leave  to  xtute  that 
they  have  considered  the  communication 
herewith  submiLted  of  the  Comitiiiisioa- 
ers  appointed  by  the  Governor  of  the 
State  of  Illinois  to  inspect  the  channel  of 
the  Sanitary  District  of  Ciiicago  in  ac- 
cordance with  section  27  of  the  Act 
under  which  this  District  was  organized. 
Your  Committee,  after  several  con- 
ferences with  said  CummisHJon  on  the 
matters  mentioned  in  this  communica- 
tion, beg  leave  to  report  the  following 
ordinance  and  recommend  that  the  same 
be  adopted  by  your  Honorable  Body,  and 
that  a  certified  cop;  of  sad  ordinance  tie 
transmitted  to  said  Comniiasion. 

Respectfully  submitted, 
(Signed)  Fbisk  Wektek, 

rAritrDuw. 

6.  A.  ElKHABT, 

Z.  R.  CAnTKR. 

Ai.EX.  J.  JONEA. 

TuomabA.  Smith. 
Cuinmillff  OH  Federal  RrlatUtHt." 
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Tiie  following  is 

THE  ORDINANCE  : 

'^W&BREAS,  The  Act  of  the  General 
Assembly  of  Illinois,  under  which  was 
organized  the  Sanitary  District  of  Chi- 
cago,  provides  that  the  compensation  and 
expenses  of  the  state  commission  and  en- 
gineer, in  the  inspection  of  the  Drainage 
Channel  in  accordance  with  Section  27 
of  said  act,  shall  be  paid  from  the  State 
treasury  and  the  State  reimbursed 
therefor  by  the  Sanitary  District  of  Chi- 
cago; and, 

Whereas,, The  Forty-first  General  As- 
sembly of  the  State  of  Illinois  failed 
to  make  any  appropriation  for  the  pay- 
ment of  the  Commissioners  who  have 
just  been  appointed  by  the  Governor,  or 
for  an  engineer  and  other  services  and 
expenses  requisite  for  a  proper  inspection 
of  the  Drainage  Channel;  and, 

Whbbeas,  The  necessity  for  imme- 
diate inspection  and  report  by  said  Com- 
missioners •  is  of  paramount  importance 
to  the  Sanitary  District  of  Chicago,  the 
Desplaines  and  Illinois  Valley  and  the 
inhabitants  thereof;  and, 

Whereas,  The  salary  of  $10  per  clay 
fixed  by  the  statute  is  inadequate  for  the 
services  of  a  civil  engineer  of  such  com- 
petence and  experience  as  to  expedi- 
tiously perform  the  work  of  surveying 
and  inspection,  within  the  time  necessary 
to  permit  the  opening  of  the  Channel  to 
its  usefulness  on  the  date  at  present  con- 
templated; and. 

Whereas,  It  is  the  oense  of  the  Board 
of  Trustees  of  the  Sanitary  District  of 
Chicago  that  the  State  Commission 
aforesaid  will  find  it  necessary  and  will 


be  justified  in  paying  to  the  engineer  se- 
lected by  them  and  provided  for  in  Sec- 
tion 27  of  said  Act,  a  salary  in  excess  of 
that  contemplated  by  law,  therefore, 
be  it 

Besolvedt  That,  in  order  to  meet  the 
emergency  and  conform  with  the  neces- 
sities set  forth  in  the  foregoing  preamble, 
the  sum  of  twenty-five  thousand  dollars 
be  and  the  same  is  hereby  appropriated 
from  the  treasury  of  the  Sanitary  District 
of  Chicago  for  the  use  of  the  State  Com- 
mission appointed  by  the  Governor  of 
Illinois  in  accordance  with  Section 
27  of  the  '*Act  to  create  sanitary 
districts  and  remove  obstructions  in  the 
Desplames  and  Illinois  Rivers",  and  (hat 
said  amount  be  placed  to  the  credit  of 
said  State  Commission  in  the  Chicago 
National  Bank  subject  to  the  order  and 
warrants  of  said  Commissioners,  on  the 
approval  of  the  Governor  of  the  State  of 
Illinois,  to  meet  the  salaries  and  other 
expenses  to  be  incurred  by  said  Commis- 
sion in  making  the  inspection  of  said 
Drainage  Channel  in  accordance  with 
said  Act,  and  including  such  additional 
sum  said  Commission  may  find  it  neces- 
sary to  pay  for  the  services  of  a  compe- 
tent engineer  over  and  above  the  per 
diem  of  ten  dollars  provided  by  the 
statute." 

ADJOURNMENT. 

On  motion  of  Mr.  Wenter,  seconded 
by  Mr.  Mallette,  the  Board  then  ad- 
journed. 


^^^^^ 


Clerk. 


wr^ 
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— OP  TH»— 


Board  of  Trustees 


—OF  THB— 


Sanitary  District  of  Chicago. 


JUNE  I  1899. 


OFFICIAL   RECORD. 

PtMiOied  by  aythority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Cfiieaoo, 


REGULAR  MEETING. 

• 

The  four  hundred  and  forty- first  reg- 
tdar  meeting  of  the  Board  of  Tnistees  of 
the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  June  7,  1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Bolden week,  Bra- 


den,  Carter,  Eckhart,  Jones,  Kelly, 
Mallette,  Smyth  and  Wenter  —  nine 
members,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 


MINUTES. 

The  minutes  of  the  regular  meeting 
held  May  81,  1899,  were  approved  as 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Braden. 


VOUCHERS. 
The  Clerk  preBented  the  followinfsc  Touchers  : 

*BNGINEBlUNO  DEPARTMENT. 

Isham  Randolph  (labor,  pumping:  plant) $  58  50 

Banbury  Printing  Company  (priming  specifications) 45  00 

Banbury  Printing:  Company  (printing:  specifications) 190  00 

Ralph  Modjesiti  ( services) 299  75 

Canal  Commissioners  ( inspection.  Lock  No.  5) 800  00 


$      893  25 


r 


WliltuRock  Mineral  Spring  Company  (wuwi-J 

A.  P.  Little  learboo  p«per) 

Henry  Gebhardt  lwiirdrobe| 

TlieTypuwrller  Inspectiiin  Company  (ropalrinc  mBcblnu) .. 


a.  L.  Hunks  [puttloe  up  awnings,  etc. ' C 

Henry  (iebhurdt  (liardware  and  flttlng) 

CUiciieo  Journal  (ftdvertlsinaj 

The  Inter  Ocean  \  advertlsluBl 

Tribune  Compuny  (adTertlslne) .  - 

The  Chicago  TiiiieB-Herald    ad  verttBlnif) 

The  Chicane  Chronicle  Coinpauy  ladiertiBlnEl 

The  Eutrlneerln^c  Naws  PnbllEhlne  CoiD|>any    adTertia.ng) 

Thu  EneiaedHng  Record  ( advert  Is!  □[■) 

American  Contractor  Publlahlng  Company  (a'iyartlBing) 

Tbe  Construction  Naws  Company  (advanislngl 

•Phil.  J   Walah  (cleanlnj;  carpets,  etc) 

*Securily  Deposit  Company  (rant  for  June,  IH'JB) 

'Illinois  EngrMlng  Company  (ro-prlatluB  1SW)-U1  proceed  1  nee) < 


W.  L.  Feikner  (BipenBe). , . . 
Mrs.  A.  Hartwik*  llaundrj).. 
Brldi-Bl  Lnnibert   (laundry), 

T.  e.  Nolan  loipensu) 

E.  J.  Conn  (espenae) 


L}'dun  &  DrevE  Company  (dredKlng  Chicago  Blver) 

I.ydon  &  Drews  Company  |B.v-Pasa  to  Jane  1,  1SI«) 

Hayes  Bros.  (Soction  HI.  June  1,  18Wi) 

Heldninler  &  Nca  (Noetion  12.  Romeo  Bridgo; 

Heldmalor  ft  Neu  (Section  17,  June  I,  IMMBJ 

Guhnn  &  Byrne  (Set-tion  IS,  June  1,  lailflj 

Uahan&Byrnu  ISsction  H.June  I,  ISlWj 

Bayas  Bros,  et  al.  ISaption  N,  June  1.  IsMj 

Haj-OB  Bros,  el  al.  (SeMlonN,  park  flUlne) 

The  Bchoirer  Rolling  Lltl  Brid^  Co.  (Seclioa  O— P.  H.  Bridge) 1,434  -Hi 

The  A..T.  &B.  F.  Ry.  Co.  (Section  N.  lirldpe) 30  *7 

C.  T.  T.  R.    .,  Co.  (SacMon  B.  l.ridffo) 11)0  74 

The  Marsh  &  Binijham  Company  |8ecllon  N~P,  H,  Bridge) lOli  14 

Geo.  M.  Hubs  (Section  N— C,  M.  &  N.  Viaduct) lOU  00 

Winston  &  Co.  {Section  N—C,  M.  &  N.  Bridge) 1B9  90 

ThBQardan  City  Sand  Company  (sand) 33  08 


l.ftlW  75 
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Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  Youcbers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck  Braden,  Garter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  June  8, 
1899,'  which  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  REPORT : 

'•CmcAOO,  June  7,  1899. 

To  iJie  Ebnorable,  the  Board  of  Truateeit  of  the 
Sanitary  District  of  Chicago : 

Gentlbmbn~I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
June  8,  1899,  as  the  same  have  been  re- 
ported to  me: 

Engineering  department 81 

Maintenance  account 9 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

(General 8 

Total  employes 186 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 


MONTHLY  REPORT  PROM  TREASURY  DEPARTMENT. 

The  Clerk  presented  a  report  from  the  Treasury  Department  for  the  month  of 
May,  1899,  which  was  read,  and,  by  unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is  the  report  : 

JSeceipts. 
Balanoe  on  band  at  date  of  last  report 9  674,443  94 

Prom  J.  F.  Haas,  Clerk,  Construotion  Account $          400  00 

Prom  J.  P.  Haas,  Clerk.  Tax  Levy  Warrant,  1899 1,176  85 

Prom  J.  F.  Haas,  Clerk,  I'ax  Levy  Warrant.  1899 578  16 

Prom  J.  F.  Haas,  Clerk,  Tax  Levy  Warrant,  1899 400  89 

From  County  Treasurer,  Sanitary  District  Tax  Account 800,000  00 

From  Chicago  National  Bank,  Interest  Account 319  33 

Total  cash  recelve<l  for  month "    $     30i2,874  73 

$      977,318  67 

IHsbtirsements.  

Clerical  Department S  i^  84 

Treasury  Department 15  25 

Engineering  Department . . . « •. 379  20 

Law  Department 186  65 

General  Account 63  43 

Maintenance  Account 75  61 

Police  Department 16  90 

Bond  Interest  and  Premium  Account 35,000  00 

Tax  Warrant  Paid,  Levy  1896 119  oO 

Tax  Warrants  Paid,  Levy  1898 698,656  74 

Interest  Paid  on  Tax  Warrants 24,022  68 

Total  cash  disbursed $      758,462  20 

Balance  this  date  in  banks  as  per  schedule  endorsed  hereon 218,856  47 

$      977.818  67 

Schedule. 

Chicago  National  Bank S      192,917  69 

National  Bank  of  Illinois 25,938  78 

Total $      818,856  47 

Chicago,  June  6,  1899.  (Signed)  F.  M.  BLOUNT,  Treasurer. 

By  S.  P.  BLOUNT,  Asst.  Treasurer. 


[  PARTIAL    PATMKNT    OF    INDKHNITT    TO 

THE  BELT  RAILWAY  COMPANY  OF  CHI- 
CAGO FOR  BBPAIR8AND  MAINTBNANCB 
OP  BRmOB. 

The  Clerk  presented  a  reptn-t  from  the 

('hief  EoKmeer  (ranN milting  joinl certifl- 

o&ta  ol  Che  Chief  Engineer  of  the  Sani- 

i  tary  District  and  the  Chief  Engineer  of 

i  the  iJelt  Railway  Company  or  Cbicajco 

;  and   the  Chicago  and   Western   Indiana 

^  Railroad  Company  under  the  provisiona 

■  of  the  agreement  with  those  companiee, 

^  of  January  4,  1899,  as  to  the  amount  of 

^  indemnity  lo   be  paid  for   the  ordinary 

>  maintenance     and     repairs     of    bridge 

BtTuccurn,  eio.,  as  provided  in  Section  8, 

Article   I    of  said   agreement,   the  sum 

('  due  now  being  fixed  at  163,046.00,  being 

90  per  cent  of  the  approximate  valuation 

^  of  the  total  amount  to  be  paid. 

Mr.  Carter,  seconded  by  Mr,  Jones, 
>.  moved   that  the  report  be   received  and 

that  the  President  and  Clerk  be  author- 
ised and  directed  to  pay  to  Belt  Railway 
Company  of  Chicago  the  sum  of  $98,- 
04e.SO  on  account  of  said  indemnity 
/--  when  said  company  shall  have  executed 

a  proper  receipt  therefor. 

On  roll-calt  the  vote  stood:  Yeas — 
Messrs,  Bold  en  week.  Brad  en,  CaTt«r, 
Eckhart,  Jones,  Kelly.  Maltette,  Smyth 
and  Wenter— nine.     Nays— none. 


The  following  is 


THE  BBPOET  : 

"CHiOAao,  June  7,  1899. 


GSNTLBUBH— I  transmit  herewith  joint 
certificate  covering  capitalization  of  the 
bridge  of  the  Belt  Railway  of  Chicago  on 
the  basis  of  approzimato  weights  and 
quantities,  accompanying  the  same  with 
voucher  for  ninety  (90)  per  cent  of  the 
ascertained  capitalization. 

Respectfully  submitted, 
(Signed)  IsHAU  Randolph, 

Chief  Engineer." 


into  JanuM'y  4th,  1889,  by  and  between 
the  Sanitary  District  of  ChicaKO  and  the 
Belt  Railway  of  Chicago  and  thtt  Chicago 
and  Western  Indiana  Railroad  C.'onipaoy, 
we,  the  undersigned  Chief  Engineers  re- 
spectively of  the  said  Sanitafy  District 
and  of  the  Beit  Railway  of  Chicngo  and 
the  Chicago  and  Western  Indiana  Rail- 
road Company, hereby  certify  that. basing 
our  computations  on  the  pretiiuiiiary 
estimates  of  weights  and  quantities  and 
fixing  values  thereon  upon  the  basis  of 
the  prices  used  in  the  award  of  the  con- 
tract, for  constructing  the  bridge  struc- 
ture covered  by  said  contract  <•!  January 
4th.  1899,  we  liave  determined  ilit>  sum 
to  be  paid  to  the  said  railway  coinpanieH 
by  the  said  District  tor  the  ordinary 
maintenance  and  repairs  of  ihe  said 
bridge  structure  as  set  forth  in  Section 
6,  Article  1,  before  mentionfc  (iienm  a, 
b.  c  and  d).  to  be  one  hundred  and  three 
thousand  three  hundred  and  ei^htv-tive 
(¥10o,88S)  dollars,  upon  the  basis  of  the 
use  of  said  bridge  as  a  fixed  structure, 
ninety  per  cent  of  which  or  ninety-three 
thousand  and  forty-six  and  lifiy  one- 
hundredtbs  (|98,046.50)  dollai-a  is  now 
due  and  payable.  This  certificate  is 
subject  to  revision  and  correction  as 
soon  aa  the  ac'uat  weights  ol  irrin  and 
steel  and  quantities  of  lumber  tiacd  in 
construction  are  determined,  after  whioh 
a  final  certificate  in  accordance  with  the 
aforesaid  contract  of  January,  1999,  shall 
he  issued. 

(Signed)  leHAH  Randolph, 

Chief  Engineer,  Sanitary  IHttrict  of  Chicago. 

B.  H.  Lee, 

Chief  Snginter,  Belt  Rallmiy  of  Chieago  and 
IJMoagoand  Wtstem  Indiana  Railroad  I'o. 

Chicago,  June  6,  1899. 


The  following  is 

THE  STATBKKNT: 
The  approximate  capital izathon  on  the 
four- track  bridge  is  as  follows: 

S,eTfl,0001bi.  Btracturallronat.oao t    808  80 

ST.OOO  ft.  B.  U..  orou  ties  and  gatrA 

rail  at  »5 4aB  00 

1.388  lineal  feet  of  track  at  20o 2Ta  00 

ContraoC     price     of     Satterstraotiire. 

tlSI.SW.OO. 

s#ot  1181,3)0 s.eaioo 

S  4.IIU  4ty 
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APPROVAL  OP  BOND  ON  CONTRACT  FOR 
SUPPLYING  AND  ERBCTING  SUPBR- 
8TRUCTURE  FOR  0.,  R.  I.  A  P.  RAIL- 
WAT  BRIDGB  ACROSS  DBSPLAINES 
RIVER  ON  SECTION  18. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  in  reference  to  the 
acceptance  and  approval  of  the  bond  of 
the  Chicago  Bridge  and  Iron  Company 
on  the  contract  for  the  superstructure  of 
the  Chicago,  Rock  Island  and  Pacific 
Railway  Bridge  across  the  Des- 
plaines  River  on  Section  18  in 
accordance  with  the  action  of  the 
Board  at  the  meeting  held  May  81, 
1800  (page  5840  of  the  proceed- 
ings), the  report  setting  forth  that  the 
Committee  has  examined  said  bond  and 
recommending  that  the  same  be  ap- 
proved by  the  Board  of  Trustees. 

Mr.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — ^nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

"CmcAOo,  June  7, 1899. 

To  the  BoHMrable  the  Board  of  Tnutees  of  tJie 
Sanitary  District  of  Chicago: 

Gentlemen— The  Committee  on  Fi- 
nance desires  to  report  that  the  contracts 
have  been  executed  by  the  Chicago 
Bridge  and  Iron  Company  for  supplying 
and  erecting  the  superstructure  of  the 
Chicago,  Rock  Island  and  Pacific  Rail- 
way bridge,  across  the  Desplaines  River, 
on  Section  **18,"  and  that  bond  accom- 
panying said  contract  has  also  been  exe- 
cuted in  the  penal  sum  of  five  thousand 
($5,000)  dollars. 

The  Committee  to  whom  was  referred, 
at  the  meeting  of  the  Board  held  May  81, 
1899  (page  5840  of  the  proceedings),  the 
bond  as  above  mentioned,  for  approval 
and  acceptance,  reports  that  it  has 
examined  said  bond  and  finds  that  it  is 
in  proper  form  and  that  the  surety  there- 
on is  sufficient. 

The     Committee,    therefore,    recom- 


mends that  the  same  be  approved  by  ihe 
Board  of  Trustees. 

Respectfully  submiiled, 

(Sif^Ded)  Z.  R.  Carter, 

Chairman. 

b.  a.  eckhart. 

Frank  Wester, 

Thomas  Ket*lt, 

Alex.  J.  Jones, 

Committee  ott  Finance. ^^ 


The  followjiig:  Is  t 

THE  CONTRACT  : 

"sanitary   district  op  CfllCAOO. 

Contract  and  specifications  for  superstruc- 
ture for  the  ChicafTO  and  Rock  Island  Rail- 
way Company's  Bridge  across  the  Des- 
plaines River  on  contract  Section  •IS  at 
Joliet. 

This  Agreement,  Madt  and  entered  into 
this  seventh  4ay  of  June,  A.  D.  1899,  by 
and  between  the  Sanitary  District  of  Chicago, 
of  the  first  part,  and  Chicago  Bridge  and 
Iron  Company,  a  corporation  organized  and 
existintr  under  the  laws  of  the  State  of  Illi- 
nois, of  the  City  of  Chicago,  in  the  State  of 
Illinois,  of  the  second  part. 

A— 

WITNESSETH  !  That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  covenant, 
contract  and  agree  with  the  said  party  of  the 
first  part,  for  the  consideration  of  the  pay- 
ments to  be  made  as  orovided  for  herein,  to  the 
said  party  of  the  second  part  by  the  said  party 
of  the  first  part,  and  under  a  penalty  ex- 
pressed in  a  bond  bearing  even  date  herewith, 
at  his  own  proper  cost  and  expense  to  do  all 
the  work  and  to  furnish  all  material,  tools, 
labor,  and  all  appliances  and  appurtenances 
called  for  by  this  agreement,  in  the  manner 
and  under  the  conditions  hereinafter  stipu- 
lated, that  are  necessary  to  the  complete  do- 
ing %t  the  work  known  and  distinguished  by 
the  specifications  herein  contained,  and  the 
plans  accompanying  them,  as  the  Chicago 
and  Rock  Island  Railway  Company's  Bridge 
across  the  Desplaines  River  at  Joiiet. 

B— 

It  is  further  covenanted,  contracted  and 
agreed,  that  the  work  shall  be  executed  under 
the  direction  and  supervision  of  the  Chief  En- 


glneer  or  other  deniEnR(«d  repreaentaclTe 
or  the  Saaltaty  Dietrlct  ciF  Chicacro,  and 
htE  properlf  autborizRd  aeents,  and  by  whose 
tneaeureEneiits  and  calcula.tionE  the  quantitlos 

performed  under  thft  eoiilru.ct  shall  be  deter- 
mined, anduD  whoselDspectlon  all  iirork  shall 
be  accepted  or  coademned.  The  said  Chief 
En(;ineer,  or  othar  desiijaated  rep resen tall vo. 
shall  hare  Full  power  to  reject  or  condenin  ull 
malorlalK  furnlBhed  or  work  performed  under 
this  cflQlracl  which  do  not  fuUj  conform  to 
its  Bplrit  and  te  the  terms  and  conditions 
herein  expressed  :  and  the  Chief  Entrlneer, 
or  other  designated  represeatative  of  the 
Sanitat?  DiEtrict  Id  charcre  of  said  work 
shall  decide  every  question  which  niny  arise 
between  the  patties  hereto  relative  to  the 
eiecutlon  thereof  and  his  decision  shall  be 
Snal  and  blndlnK  upon  both  parties. 


'  Wherever  the  words  "'Sanitary  District" 
are  used  in  this  contract  ihey  shall  be  under- 
stood to  mean  the  BaHlUry  District  et  Chi- 
caito  as  repi-esented  by  the  Board  of  Trustees, 
cr  their  duly  authorized  and  accredited  agents. 

WhercTer  the  word  "EDglneer"  is  used 
herein  it  shall  be  understood  to  mean 
either  the  Chief  EoKloeerof  the  Sanitary  Dis- 
trict of  Chicacfo,  or  the  duly  accredited  ex- 
pert representative  of  the  Sanitary  District, 
limited   by  the  parlicjlar  duties  intrusted  lo 

Wherever  the  word  "Contractor"  is  used 
herein  It  shall  be  understood  to  mean  tbe 
person  or  persons  or  co-partnership  or  cor- 
poration entering  Into  the  contract  as  party 

The  following  ordinance,  passed  by  the 
Board  of  Trustees  of  tbe  Sanitary  District  of 
Chicago,  June  23.  1897.  is  hereby  made  a 
part  of  this  contract  and  tbe  party  of  the 
second  ]>art  agrees  to  comply  with  Its  provis- 
ions and  in  case  of  violation  thereof  to  be 
subject  to  the  penalties  therein  authorized  to 
be  impoied: 


"Section  1.  That  in  the  preparation  ot  all 
future  specllicatlons  tor  contracts  for  the 
construction  ol  the  Main  Channel  and  auiil- 
iary  works,  the  Engineering  Department 
shall  provide  that  such  contracts  shall  be  ex- 
ecuted in   conformance  with  the  law  const!- 


S3_  ,-isw 

tutinir  eight  (8)  hours  a  leiral  ,iuy's  w,.rU  in 
all  contracts  under  ihii  Haultar.v  District  ut 
Chicago,  and  thut  In  the  ainpluynit-Qt  ofla- 
bor  contractors  shall  l>e  required   and  speciB- 

■'Bbc.  3.  That  all  cuntracW  heronftereic- 
ecuted  (or  the  works  of  tbe  t^snltary  District 
of  Chlcagoshnll  contain  provisions  constitut- 
ing eleht  IS)  hours  a  legal  day's  work,  and 
torblddlng  the  employment  of  any  employe  or 
employes  for  a  longer  period  than  night  (S) 


r  (2t,  t 
vest  specific  authority 
in  the  Police  Department  of  ch*  Sanitary 
District  of  Chicago  taeiercisesuperrisloa  (or 
the  enforcement  uf  this  provision,  and  shall 
provide  that  the  Board  o(  Trustees  ot  the 
Sanitary  District  ot  Chiciig..  shall  he  e-n- 
powered  in  all  cuses  of  vlolsllon  of  said 
eight  (M)  hour  law.  to  deduct  and  retain  from 
any  money  accmlD(>  to  said  contractors  a 
sum  as  liquidated  damazes  at  the  rate  of  dvo 
dollars    1*5.00)    per   haur  for  each    employe 

eight  (8)  hours  per  day  by  any  ci 
said  Canal." 


1,  All  plans  aiid  ilrawlnirs  prepHroil  by  the 
Sanitary  District  of  Chicago  for  this  work, 
with  all  notes,  diniEnslons.  Bgures  and  cor- 
rections thereon,  shall  he  considered  a  part 
of  these  speclflcallDDS;  and  In  the  event  of 
any  discrepancy  between  plans  and  specltlcB- 
tlons,  the  judgtBcnl  ot  the  Engineer  shall 
be  decisive  thereon. 

2.  All  abep  plans  required  shEill  be  made 
by  and  at  tbe  expense  of  the  Coctraclor, 
and  submitted  tn  the  Engineer  tor  ap- 
proval, before  heginning  work,  and  at  least 
six  1 61  sets  of  prints  nt  such  approved  plans 
shall  be  furnished  the  Sanitary  District  free 
ot  costs.  !fo  alterations  of  approved  plans 
will  be  permlttwl  Lo  1*  made  by  the  Con- 
tractor without  thii  written  cunsenl  Of  the 
Engineer. 


1      '!>" 


8.    The    approval    oF    said    pli 
Engineer  will  not  relieve 
the  responsibility  of  errors  thereon. 

4.  Plans  furniahod  by  the  Sanitary  Dis- 
trict shall  bu  cirefuilj  checked  by  the  Con- 
tractor before  Ix-glnhlng  work.    Should  er- 


r 
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will  be  responsible  for  all  errors  which  may 
occur  or  may  have  occurred. 

5.  All  such  working  drawings  submitted 
shall  have  a  uniform  size  of  twenty-six  (26) 
Inches  by  forty  (40)  inches  inside  border 
lines  with  border  margfin  of  one-half  (>^) 
in6b.  When  submitted  for  approval,  a  com- 
plete set  of  such  drawing^s  shall  be  pre- 
sented. 

QUALITY  OF  MATERIAL— WROUGHT  IRON. 

Rivet  Iron. 

6.  All  iron  used  for  rivets  shall  have  an 
ultimate  tensile  strength  of  not  less  than  48,000 
pounds  per  square  inch,  an  elastic  limit  of  at 
least  26,000  pounds  per  square  inch,  and  an 
elongution  of  at  least  twenty  (20)  per  cent,  in 
eight  (8)  inches,  and  be  so  ductile  that  when 
bent  cold  through  180  degrees,  and  ham- 
mered down  flat  on  itself,  it  shall  show  no 
sign  of  fracture  on  convex  side  of  curve. 

8TBBL. 

Character. 

7.  All  steel  shall  be  uniform  in  quality 
and  made  by  'the  Open  Hearth  process. 

8.  Tests  shall  be  made  upon  pieces  cut 
from  the  finished  material,  and  shall  not  be 
less  than  one-half  (j^)  square  inch  in-  sec- 
tional area.  Two  (2)  pieces,  one  (1)  for  ten- 
sile test,  and  one  (1 )  for  bending  test  shall 
be  furnished  for  each  blow  or  cast,  and  so 
selected  that  each  heat  or  furnace  full  of  bil- 
lets, blooms  or  slabs  shall  be  represented  by 
at  least  one  (1)  test  to  prove  the  condition  of 
the  metal  after  reheating,  rolling,  etc. 

Medium  SUel  Testa, 

9.  When  tested  in  specimens  as  above, 
medium  steel  shall  have  an  ultimate  tensile 
strength  of  from  sixty-two  thousand  (62,000) 
to  seventy  thousand  (70,000)  pounds  per 
square  inch,  an  elastic  limit  of  not  less  than 
•ne-half  the  ultimate  per  square  inch,  shall 
elongate  not  less  than  twenty-two  (22)  per 
cent,  in  eight  (8)  inches,  and  show  a  reduc- 
tion of  area  at  point  of  fracture  of  net  less 
than  forty  (40)  per  cent. 

10.  The  test  piece  must  also  bend  cold  one 
hundred  and  eighty  (180)  degrees  around  a 
curve  whose  diameter  Is  equal  to  the  thick- 
ness of  tne  piece  without  crack  or  flaw  on 
convex  side  of  bend. 

11.  A  hole  punched  for  a  three-quarter 
{^)  Inch  rivet,  one  and  one-half  (l}4) 
inches  from  the  edge  of  plate,  shall  be  capa- 


ble of  being  enlarged  by  drifting  to  one  and 
one-eighth  {l}^)  inches  in  diameter  without 
sign  of  fracture. 

Soft  Steel  Testtt. 

12.  When  tested  in  specimens  as  selected 
and  described  above,  soft  steel  shall  have  an 
ultimate  tensile  strength  of  from  54,000  to 
62,000  pounds  per  square  inch,  an  elastic 
limit  of  not  less  than  one-half  the  ultimate 
per  square  inch,  and  shall  elongate  not  less 
than  twenty-six  t26)  per  cent,  in  eight  (8) 
inches,  and  show  a  reduction  in  area  at  point 
of  fracture  of  not  less  than  fifty  (50)  per  cent., 
except  in  web  plates  over  thirty-six  (36) 
inches  wide,  when  the  elongation  will  be  re- 
duced to  twenty  (20)  per  cent,  and  the  reduc- 
tion of  area  to  forty  (40)  per  cent.  It  must 
also  bend  cold  through  180  degrees  and  close 
down  upon  itself  without  showing  sign  of 
fracture  on  convex  side  of  bend.  A  hole 
punched  for  three-quarter  (%)  mch  rivet, 
and  one  and  one-half  (1^)  inches  from  the 
edge  ef  plate,  shall  be  capable  of  being  en- 
larged by  drifting  to  one  and  one-half  (l)^) 
inches  in  diameter  without  sign  of  fracture. 

RivU  fiteel, 

18.  Bivet  steal  shall  have  an  ultimate 
strength  of  forty-eight  thousand  (48.000)  to 
fifty-six  (56,000)  pounds,  and  an  elastic  limit 
not  less  than  fifty  >50)  per  cent,  of  the 
ultimate;  an  elongation  of  not  less  than 
twenty-eight  (28)  per  cent.,  and  must  bend 
one  hundred  and  eighty  (180)  degrees  flat  on 
itself  without  sign  of  fracture  on  the  convex 
side  of  the  bend. 

Rivets. 

14.  All  hand  driven  rivets,  whether  shop 
or  field,  shall  be  of  the  best  quality  of  rivet 
steel  as  specified. 

15.  Specimens  taken  from  all  grades  of 
steel,  after  being  heated  to  a  light  cherry  red 
(as  seen  in  the  dark)  and  quenched  in  water 
of  eighty-two  (82)  degrees  Fahrenheit,  must 
conform  to  the  bending  requirements  above. 

Chemical  Analysis. 

16.  The  chemical  analysis  for  carbon  and 
phosphorus  of  each  blow  or  cast  must  be 
furnished  to  the  Engineer,  or  his  Inspectors, 
before  any  of  the  material  rolled  from  said 
blow  or  cast  is  shipped  from  the  mill.  Phos- 
phorus must  not  exceed  six  one-hundredths 
(.06)  per  cent,  for  acid  steel,  or  four  one- 
hundredths  (.04)  per  cent,  for  basic  steel. 

Vhippings  atid  AUeratioiis. 

17.  All  blooms,   billets  or  slabs  shall  be 
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examined  for  aurfitce  defects,  flairs  or  bloir 
holes  lierore  beluR  rolled  Into  the  flnlsheti 
sflKtlons.  and  such  chlpplnie  and  alterationa 
mails  as   n-ill   sei^urs    perftct  sollditr  Id  lbs 

Mnrhina. 

18.  Tbo  original  blow  or  oast  aumb«r 
must  be  painted  or  stamped  on  all  blooms, 
bllletit  or^Ubs.  laorittT  to  i dec t IT;  the  ma- 
terial throaifbout  the  Tarious  processes  of 
manufaolDre;  and  tbo  original  blow  or  cast 
number,  togetbor  with  the  rurDace  beat  nnm- 
bcr,  must  lie  scamped  on  each  piece  sF  flnlstaed 
material  from  said  blow  or  heat. 

19.  All  fintsbed.  rolled  material  must  ore- 
sent  B  smooth,  cleua  aurtace.  tree  from 
backles.  flaws,  craelis.  rBKied  edges  or  any 
ulber  deffcctR,  and  must  be  straight  throuRh- 


BritVe  Slt't. 


SO.  So  ateel  which  proves  brittla  shall  be 
Dsed  noder  any  clrcunistan^ea;  if  it  develops 
this  character  at  anj  9tat;B  of  ftB  manufac- 
ture, It  shall  ^  at  onee  pondemnei  and  olher 
materia!  used.  The  objtct  of  tha  more 
particular  clauses,  hereto  relating,  beln(c  to 
guard  aealnst  the  poeslbiltty  of  the  use  of 


21.  Cast  iron  must  b<^  the  best  ([uality  of 
Bottpruj  Iron,  The  ciiEliOBS  must  be  free 
from  flaws,  ragged  edges,  or  an;  other  defects 
impalrlni;  Its  eflk'lency  or  appearance;  and 
liars  of  a  section  one  ( 1 )  iii:h  square,  placed 
twelie  (lai  inches  between  supports,  must  be 
Strong  enough  to  bear  a  weight  of  twenty- 
four  hundred  <340»)  pounJa  placed  half  way 
betweeu  supporis. 


Tliw 


<I  Utdird  Timlier. 


32.  All  timber  to  be  Brst  quality,  lon(c  leaf 
yellow  heart  pine,  entirely  Tree  from  sap  and 
to  'le  cut  from  live  traes,  niovia  aonth  •t  the 
3»uth  Udb  of  TennesGet.  To  be  straight, 
square  edged,  free  from  shakes,  loose  or 
rotten  miofa  or  other  [untrrlal  defects.  To 
l)e  pinned  on   all  sides  lo  exact  dimensions 

•J».  The  guard  limluT  shall  have  a  leogth 
of  not  less  than  twenly-four  (34|  feet.  The 
ties  to  bo  cut  with  w]uarc  ends  and  the  length 
not  to  rary  mure  than  one-quarter  |i^)  Inch 
from  length  g'lren  on  plans. 


n 


24.  All  work  must  l,e  done  In  a  strictly 
flrst-claas  manner  and  shall  at  all  tinies  be 
subject  to  thorough  a«d  careful  Inspection. 

25.  Finished  pieces  sbali  be  true  Ui  size, 
section  and  line,  straight  und  out  of  wind  at 
all  points;  and  uU  mucblne,  rivet  and  smith 
work  done  upon  them  shall  lie  of  the  beat 
character. 

SlrainhtfrHnu- 


Uatklna. 

in.  All  parts  whlckarei[lTen  a  descriptive 
letter  or  number  Id  the  drawings  shall  have 
that  letter  or  number  stenciled  on  tbem  be- 
fore sbipment.  Eyebirs  shall  have  Itstiiniped 
on  the  edge  at  the  extreme  end  of  the  bar. 

Weft  Plata: 
28.  The  web  plates  for  the  girders  must  be 
so  arranged  as  not  to  project  beyond  the  (aces 
of  the  bottom  flange  angles,  nor  be  monj  than 
ooe-sliteentb  (1-16)  or  an  Inch  less  on  lower 
edge, 

2U,  All  rivets  with  crooked  heads,  or  heads 
not  formed  centrally  en  the  shank,  or  rivetE 
which  are  loose,  either  In  the  hole  or  under 
the  shoulder,  shall  be 
with  good  rlvelE. 

30.  The  diameter  or  ihe  hole  shall  not  ex- 
ceed the  diameter  of  tno  rlret  more  than  one- 
sixtoenth  (MB)  of  an  Inch. 

Beamtnaaiid  flllinu. 

31.  All  riveted  work  In  sleel  shall  he 
reamed. 

33.  All  splice  plates  in  which  the  boles  are 
mismatched,  either  In  the  plates  themselves 
or  with  the  adjoining  cQord  or  flani-e,  shall 
be  matched  and    the   holes    reamed   to   lit  be- 

,13.     No  Inaccurate  or  otherwise   defective 
work   will  bo  accepfid  under   any  clrcum- 
ts  or  riveted  work. 


ind  roi)lac«d 


3.5.  la  all  riveted  work  wherever  ranmlng 
is  speclfled  the  punch  holes  shall  be  one- 
eighth  (>£)  Inch  less  on  the  die  side  than  size 
required,  and  shall  then   be  roamed  to  fit. 


pr-  . 
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Cambre. 


36.  The  bridges  shall  be  given  a  cambre 
not  less  than  the  deflection  under  extreme 
loads. 

INSPECTION    AND  TESTS. 

Specimens. 

88.  The  Contractor  shall  furnish  complete 
facilities  for  inspection  of  material  and  work- 
manship. Small  specimens  for  testing  of 
material  and  also  the  necessary  labor  shall  be 
furnished  by  Contractor  without  charge, 
when  called  for  by  the  Engineer  or  Inspector. 
Inspectors  will  be  retained  by  the  Sanitary 
District  with  full  power  to  reject  all  wori^  or 
material  which  does  not  In  every  way  con- 
form to  the  letter  and  spirit  of  the  specifica- 
tions. 

Mill  Tegtinu. 

89.  All  material  shall  be  inspected  at  the 
mills  where  it  is  rolled. 

40.  Test  specimens  shall  fairly  represent 
material  to  be  tested,  and  sha^  not  In  any 
way  be  worked  on  to  alt^r  quality  before 
testing.  They  shall  be  cut  whenever  prac- 
ticable so  as  to  retain  two  opposite  sides  as 
they  come  from  the  rolls. 

41.  Regular  bending  specimens  shall  be 
taken,  one  for  every  tensile  test.  They  shall 
have  the  rough  edges  planed  off,  and  shall  be 
duplicates  of  and  cut  from  the  same  orig- 
inals, as  tensile  tests  for  the  same  material. 

42.  Tests  shall  be  suflScient  In  number  to 
fairly  represent,  In  the  judgment  of  the  En- 
^neer.  the  material  to  be  Inspected;  there 
shall,  however,  be  no  more  than  two  (2) 
tests,  t.  e.,  two  «2)  tensile  and  two  (2)  bend- 
ing specimens,  for  every  twenty  pieces  In  the 
order. 

48.  The  passing  of  any  material  at  the 
mills  shall  not  prevent  Its  subsequent  rejec- 
tion for  cause.  If  found  defective  after  de- 
livery, such  material  shall  be  replaced  at  the 
expense  of  the  Contractor. 

PAINTING  AND    SHIPPING. 

Painting. 

44.  All  the  Iron  work  before  leaving  the 
shops  shall  receive  one  good  coat  of  boiled 
oil  well  rubbed  In  and  surplus  oil  taken  off. 

45.  In  the  riveted  work  the  surfaces  com- 
ing In  contact  shall  be  painted  with  two  (2) 
coats  of  red  lead  paint.  Bottom  of  bed 
plates,  bearing  plates,  and  any  parts  which 


are  not  accessible  for  painting  after  erection, 
shall  have  two  (2)  coats  of  paint  of  the  same 
brand. 

46.  After  the  structures  are  erected,  the 
iron  work  shall  be  thoroughly  and  evenly 
painted  with  two  (2)  additional  coats  of  red 
lead  paint;  the  first  coat  to  be  pure  red  lead 
(ground  dry)  and  raw  linseed  oil.  In  propor- 
tions thirty-three  (33)  pounds  of  red  lead  to 
one  (1)  gallon  of  oil;  the  second. coat  shall  be 
In  proportions  of  thirty-three  (38)  pounds  of 
red  lead  to  one  (1)  gallon  of  oil  and  one  (1) 
pound  of  best  lamp  black  to  each  five  (5)  gal- 
lons of  oil  used. 

47.  All  finished  surfaces  shall  be  coated 
with  white  lead  and  tallow  before  being 
shipped  from  the  shop. 

48.  No  painting  shall  be  done  in  wet  or 
freezing  weather. 

Shipping. 

49.  All  parts  shall  be  carefully  loaded,  so 
as  to  avoid  Injury  In  transportation,  and  shall 
be  at  Contractor's  risk  until  erected  and 
ready  for  the  rails. 

50.  All  screw  ends  shall  be  wrapped  with 
twine  before  shipment. 

51.  All  pins  and  small  parts  must  be  se- 
curely boxed,  and  the  boxes  plainly  marked. 
The  weights  of  large  pieces  must  be  marked 
on  them.  The  invoices  shall  state  the  con- 
tents of  each  box  and  the  weight  and  descrip- 
tion of  each  piece  that  Is  not  boxed,  and  two 
(2)  copies  of  each  Invoice  shall  be  furnished 
the  Sanitary  District  of  Chicago. 

ERECTION. 

52.  The  Contractor  shall  furnish  all  stag- 
ing and  false  work,  shall  erect  and  adjust  all 
the  metal  work,  shall  furnish  and  put  in 
place  all  floor  timbers,  timber  guards,  and 
masonry  bolts  and  securing  them  in 
place. 

The  Contractor  to  Keep  One  Track  Open. 
.53.  The  Contractor  shall  so  conduct  all  his 
operations  as  not  to  impede  the  operations  of 
the  road,  on  one  track,  or  interfere  with  the 
work  of  other  contractors,  or  close  any 
thoroughfare  by  land  or  water,  except  by 
written   consent  of  the  Engineer. 

54.  The  Contractor  shall  assume  all  risks 
of  accidents  to  men  or  material  prior  to  the 
acceptance  of  the  finished  structure.  The 
Contractor  must  also  remove  all  false  work, 


55.    Any  inattrtR) 
does  QOt  utility   tbc 
BpeciflcalioDR  may  be  rejected  by  the  Engi- 
neer   at  any   time   betore    the  ftnsl    ■ccept- 

make  good  all  dencleavleB  at  ble  own  (ust. 
Tbe  (Hit  that  tbe  authorized  Inspectors  hare 
accepted  said  material  sr  vrorlimansbip  sDall 
nor  make  toe  Sanitary  District  liable  for 
extra  cost  above  tbat  apecilled  in  the  con- 
tract, for  replacing  itame  with  material  or 
wocumanBbip  accepted  by  tbe  Eufllneer  on 
flnal  acceptance. 


M.  The  Contractor  shall  employ  compe- 
tent Toremen  ami  laborcre  and  shall  die- 
oharec  at  the  reciuest  o(  the  Engineer,  any 
Incompetent  or  untalthlul  men  In  bis  employ. 
None  but  men  sii>ert  In  their  respective 
branches  ol  work  will  be  employed  where 
special  akill 


n  preference  sb      be  g 
Ion  laborers. 
57.    It  IS  especially  unders  ood 


ployed  or  reiLUlred  [i 
(8|  hours  out  of  any 

allowed. 

58.  In  tbe  event 
abore  eight  (81  ho' 
hereby  that  the  naid 


use  or 

any  n 

ate  rials,    ma«h 

aery,   device,   or 
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ed  in   tbe  jm 

(ormance  of  Ibia 
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ct,  or  of  deilgns  furn 

Ished  by   second 

party 

and 

ccepted    by   Waoltary    District; 

and  in 

theev 

enl  of  anj  clal 

n  or  BuHor action 

oredultjofanykiml 

wbalBoever  being 

made 

ught    agalnn 

said   Hrsl  iiarty, 

then  fl 

rst  party  bhall  havt  ihe  right  lo  reUln 

a  aumduut 

,ey    in   the   same 

r  and 

upen   the  sti 

e    condltlonB    as 

hereLn 

after 

n   tbe   neit   t. 

lowing  clause  of 

this  CO 

n  tract 

tKinwiuw 

60. 

If  an 

dnriini^  nhall 

be   done   by    ibe 

Contractor  o 

r  by  any  pers i 

nr  persons  Id  his 

to  any  property  adjoining  or  lu  the  vicinity 
of  tbe  wark  herein  contracted  tn  be  done,  or 
to  ■  neighboring  Contractor,  for  which  the 
Contractor  herein  la  legally  liable,  the  Enj-i- 
neer  shull  buve  the  rijflit  lo  estlmale  tlie 
amount  of  said  damage,  and  to  cauEi^e  tbe 
Sanitary  District  to  pay  the  same  to  Ibc  said 
owner  oc  occSpant.  and  the  amount  s»  paid 
tor  such  damages  shall  he  deducted  from 
the  money  due  said  Contractor  under  this 

Said  Contractor  cavenants  and  aijrees 
all  damages  far  any  personal  Injury 
ta  ed  by  any  person  growing  out  of  any 
doing  of  himself  or  his  employes  Cbat 
e  nature  of  a  legnl  liability,  and  be 
agrees  to  indemnify  and  to  have  tbe 
ry  District  harmlesf  againstall  suits  or 


agains 


said 


.nd      description 
mitary      Dlslrlcl 


o(  said  work  ;  or  by  or  In  couseiiuenee 
V  failure  or  negligence  in  guard- 
S  r  protecting  the  same;  or  hi  or 
count  of  any  act  or  omI.ssloD  of 
intractor.  his  agents  or  employes;  and 
a  Contractor   further  agrees    tbat  so 

ary  by  the  Board  of  Truslees  of  the 
ry  District,  may  be  retained  by  the  said 
ry  District  until  su(h  suit  o:  claim,  tor 
ages,  as  aforesaid,  shall  have  been 
,  and  evidence  to  that  effect  turnlBbed 
satisfaction    of    the    said    Board    of 

It  is  further  (tgrevd  tbat  Id  all  cues  ml 
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question  or  dispute  arising  or  growing  out  of 
this  contract  In  any  way  regarding  the  cost  or 
value  of  extras,  variations,  allowances,  de- 
ductions or  the  amount  of  damages  in  any 
manner  growing  out  of  the  violation  of  this 
contract,  the  decision  ef  the  Engineer  un- 
der direction  of  the  Committee  on  Engineer- 
ing shall  be  final  and  binding  on  both  par- 
ties hereto. 

RettvonttibiUty  of  Contractor. 

68.  The  contractor  will  be  responsible  for 
the  safe  maintenance  of  the  temporary  struc- 
ture carrying  the  railroad  track  or  the  ma- 
terial for  the  new  bridge  and  will,  upon  com- 
pletion of  the  permanent  structure,  remo\  e 
and  place  the  same  at  such  point  near  the 
bridge  site  as  may  be  designated  by  the  En- 
gineer. All  material  in  the  present  structure 
which  it  is  necessary  to  remove  will  be  taken 
out,  leaded  on  cars,  and  turned  over  to  the 
Rock  Island  Railroad  Co.  by  the  Contractor 
for  this  work,  the  cost  to  be  covered  in  the 
price  bid  for  the  completed  structure. 

64.  The  Contractor  agrees  to  begin 
work  within  fifteen  ( 15 )  days  after  the  execu- 
tion of  this  contract.  All  work  required  to 
be  done  under  this  contract  sh^ll  be  com- 
pleted and  ready  for  inspection  on  or  before 
January  1st,  1900. 

Pricf, 

65.  In  consideration  of  the  said  work  be- 
ing carried  on  and  completed  in  the  time  and 
manner  as  specified,  the  said  party  of  the 
first  part  agrees  to  pay  to  the  said  party 
of  the  second  part,  and  the  said  party  of 
the  second  part  agrees  to  receive  and  accept 
as  full  compensation  therefor,  including  the 
furnishing  by  him  of  all  necessary  material, 
tools,  labor,  machinery  and  appliances,  as 
follows : 

For  8uperstructu*'e  complete  as  specified, 
fourteen  thousand  seven  hundred  and  twenty 
dollars  (114,720.00). 

Also  to  furnish  extra  material  in  places  at 
a  cost  as  follows : 

Extra  medium  or  soft  steel,  four  (^.04) 
cents  per  pound. 

Extra  iron  castings,  three  ($0.08)  cents  per 
pound. 

These  prices  also  apply  to  any  reduction  of 
material  that  may  be  made  by  reason  of 
changing  plans. 


66.  The  prices  proposed  mast  Include  all 
royalties  for  patents  or  patented  material 
and  appliances  used  in  the  construction  of 
the  work  described  in  the  specifications  and 
agreements;  and  before  final  payment  is 
made  the  Contractor  shall  furnish  a  satisfac- 
tory guarantee  against  all  said  claims. 

Tim6  aiid  Manner  of  Pavment, 

67.  It  is  agreed  by  the  party  of  the  first 
part  that  when  the  entire  iron  work  shall 
have  been  delivered  at  the  site  of  erection, 
payment  shall  be  made  by  the  party  of  the 
second  part  to  the  amount  of  sfxty  (60)  per 
cent,  of  the  aggregate  cost  of  the  work 
covered  by  the  contract,  upon  written  certifi- 
cate from  the  Engineer  that  such  approxi- 
mate amount  of  work  has  been  done.  The 
remaining  forty  (40)  per  cent,  to  be  paid 
within  thirty  (30)  days  after  the  completion 
of  the  work  and  its  acceptance  by  the  party 
of  the  first  part. 

Certificate, 

68.  On  all  work  provided  for  in  this  con- 
tract being  completed,  in  accordance  with 
the  contract,  to  the  full  satisfaction  of 
the  Engineer,  and  on  its  being  inspected  by 
him  and  a  certificate  made  by  him  setting 
forth  the  amount  of  said  work,  and  that  the 
said  work  has  been  completed,the  said  party  of 
the  first  part  agrees  to  pay  to  the  said  party 
of  the  second  part  the  amount  shown  to  be 
due  to  the  said  party  of  the  second  part  by  the 
said  certificate  of  the  said  Chief  Engineer. 

Failure  to  Complete. 

69.  The  entire  metal  work  for  the  struct- 
ure herein  provided  for  shall  be  delivered  at 
the  site  of  the  erection  on  or  before  Decem- 
ber 1st,  1899,  and  all  the  work  provided  to 
be  done  under  this  contract  shall  be  com- 
pleted and  ready  for  inspection  on  or  before 
January  1st,  1900. 

70.  Should  there  be  a  failure  by  second 
party  to  deliver  said  iron  work  of  the  character 
and  strength  herein  provided  for  by  said  Ist 
day  of  December,  1899,  or  if,  afier  delivery 
of  same  as  herein  provided,  said  contractor 
should  fall  financially,  either  before  or  after 
having  been  paid  the  sixty  (60)  per  cent,  of 
the  contract  price  as  hereinafter  provided, 
and  be  unable  to  carry  out  said  contract  and 
complete  said  work,  then,  in  that  case,  the 
said  party  of  the  first  part  shall  have  the 
power  to  complete  said  work  by  contract  or 
otherwise,  at  its  discretion,  and  charge  up 
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tbe  coet  of  no  oompletinK  tbe  eeld  work  to 
Bald  CoDtriiotur.  Klioiild  tlie  lnioi)nt  m- 
'  malDini;  unpaid  of  the  coatracl.  prjce  not 
BuBIce  therefor  tben  said  Contractor  and  hii 
boadsmen    iIibU   be  held    llabln  (Or  the  deO- 

Paymentof  Lahnrm. 
71.  Said  Contractor  shall  pay  the  laborera 
employed  by  him  promptly  at  reicular  Intor- 
vala.  and  at  least  twice  eBi?h  moiilh,  and  shall 
not  pay  said  laborers  in  script  cbeckc,  or 
other  evidence  of  Indebtedness. nor  in  anf 
manner  other  than  with  lawful  curri^ney  of 
Iha    Unltud    States.       And    It    »t    any   time 
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FlHol  Pavment. 
78.  Tbe  said  party  or  tbe  second  pan 
further  agreee  that  he  shall  not  be  entitled  to 
demand  or  receive  final  payment  for  any  pw- 
lloQ  of  the  aforesaid  work  or  materials  ex- 
cept in  the  manner  Bet  forth  In  this  agree- 
ment, nor  until  each  and  all  of  tbe  stipulationt 
hereinbefore  mentioned  are  complied  with, 
and  Ibe  said  Engineer  shall  bave  giyeit  bli 
cortmcateto  that  effect;    whereupon  the  said    ' 

I   party  of  the  Brst  part  will,  at  the  expiration  of 

'   tblrly  (.SO)  days  after  such  completion  and 

I    delivery  of  such  certificate,  pay,  and  It  berebj 

j  binds  Itself  to  pay,  the  Bald  party  of  the  sec- 
ond part,  in  cash,  the  whole  amount  of 
money  accruing  to  said  second  party  under 

I  this  contract,  excepting  such<sum  or  sums  ef 
money  as  may  be  lawfully   retained   under 

.  any  of  tbe  provlaiens  of  this  contract  herein- 
before  pet   forth.    Providing,   that  nolblug 

I  herein  contained  shall  lie  construed  to  affect 
the  right  hereby  reserved  of  the  said  party  of 

1  the  Brat  part  lo  reject  the  whole  or  any  por- 
tion af  the  aforesaid   work  should  the  said 

i  certiHcate  be  tnund  to  be  IncsDslBtent  wltb 
the  terms  of  this  agreement  or  otherwise  Im- 

.    properly  given. 

,  Is-  WITNESS  WDEBEDP.  On  the  day  and 
year  first  aboue  written,  tbe  said  Sanitary 
District  of  Chicago  has  caused  tbla  agree- 
ment  to  be  alKncd    by    its  PraBldent  and  at- 

j  tested  by  its  Clerk,  and  its  corporate  seal  to 
be  hereto  aftixed,  and  the  said   party   o(  tlie 

'   aecond  pan  has  hereunto  sot  its  band 
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Ti.  The  Contractor  shall  furnish  a  bond 
in  the  aum  of  Ave  thousand  l|.'>.UOU)  dollars 
with  good  and  siifUcient  auretict.  the  same 
H>  be  satisfactory  to  Ibe  Board  of  Trustees 
of   said  Sanitarj-  Dislricl.   conditioned   ui 
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KEEBORT  m  RSFBHBNCE  TO  AQREEMENTS 
WITH  THB  PENNSYLVANIA  COMPANY 
AND  THB  METROPOLITAN  WEST  SIDE 
BLBVATBD  RAILWAY  COMPANY  FOR 
BY-PASS>  ETC. 

Mr.  Smytby  Chairman,  presented, 
and  the  Clerk  r*^ad,  a  report  from  the 
Committee  on  Engineering  in  reference 
to,  and  aocompanied  by,  an  agreement 
in  triplicate  between  the  Pennsylvania 
Company,  operating  the  Pittsburgh,  Ft. 
Wayne  and  Chicago  Railway,  the 
Metropolitan  West  Side  Elevated  Raii<* 
way  Company,  and  the  Sanitary  Dis- 
trict of  Chicago,  and  also  an  agreement 
in  duplicate  between  the  Hanitary  Din- 
trict  of  Chicago  and  the  Metropolitan 
West  Side  Elevated  Railway  Company 
for  the  construction  and  maintenance  of 
By-pass,  etc.,  in  accordance  with  the 
terms  of  a  contract  entered  into  between 
the  District  and  the  Pennsylvania  Com- 
pany under  date  of  February  9,  1898, 
and  nreviously  reported  on  under  date 
of  March  17, 1899  (page  5575  of  the  Pro- 
ceedings), the  report  setting  forth  that 
the  forms  of  agreements  transmitted, 
have  been  executed  by  the  officers  of  the 
conipanies,  respectively,  and  recom- 
mending that  the  President  and  Clerk  of 
the  District  be  authorized  and  directed 
to  execute  the  same,  and  when  so  exe- 
cuted, that  copies  thereof  be  filed  with 
the  Clerk. 

Mr.  Smyth,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

**CHiCAao,  June  5, 1899. 

To  tfu  Honorable  Vie  Board  of  Trustees  of  the 
Sanitary  District  of  Ghieago: 

Gentlemen— Having  had  under  con- 
sideration the  agreement  to  be  executed 
by  the  Pennsylvania  Company,  operat- 
ing the  Pittsburg,  Ft.  Wayne  and  Chi- 
cago Railway,  and  The  Metropolitan 
West  Side  Elevated  Railway  Company 
with  the  District  and,  also,  the  contracts 
to  be  executed  by  The  Metropolitan 
West  Side  Elevated  Railway  Company 
and  the  District  the  Committee  on  En. 
gineering  herewith  reports  as  follows: 

All  the  agreements  herein  first  above 


referred  to  are  tripartite  in  form  and  are 
made  in  accordance  with  the  terms  and 
conditions  of  the  agreement  with  The 
Metropolitan  West  Side  Elevated  Rail- 
way Company  last  above  mentioned; 
that  is  to  say,  under  the  terms  of  the 
said  last  mentioned  agreement,  the  Dis- 
trict acquires  the  right  to  cut  off  and 
remove  about  one  hundred  and  four  (104) 
feet  of  a  covered  conduit  or  intake 
owned  and  belonging  to  said  The  Metro- 
politan West  Side  Elevated  Railway 
Company,  and  running  from  the  west 
bank  of  the  Chicago  River  under  the 
tracks  and  right  of  way  of  The  Penn- 
sylvania c;ompany  to  its  power  station, 
which  is  supplied  with  water  by  means 
of  said  covered  conduit  or  intake.  In 
constructing  the  By-pass  it  is  necessary 
for  the  District  to  cut  off  said  con- 
duit to  the  extent  mentioned.  The  Met- 
ropolitan West  Side  Elevated  Railway ' 
Company  heretofore  has  procured  from 
The  Pennsylvania  Company  the  ri^ht  to 
construct  and  maintain  said  conduit  un- 
der the  right  of  way  and  tracks  of  the 
said  Pennsylvania  Company  and  to  have 
a  means  of  access  to  said  conduit  or  in- 
take over  said  Pennsylvania  Company's 
property  whenever  necessary.  The 
conditions  of  the  agreement  made 
with  said  The  Metropolitan  West 
Side  Elevated  Railway  Company 
provide,  therefore  that  the  District 
shall  procure,  in  ivriting,  an  agreement 
with  said  Pennsylvania  Company,  giv- 
ing The  Metropolitan  Company  a  right  to 
maintain  said  conduit  or  intake  to  be 
constructed  by  the  District  in  such  man- 
ner and  with  such  privileges  as  The  Met- 
ropolitan Company  had  a  right  to  under 
the  terms  of  its  original  contract'  with 
The  Pennsylvania  Company.  The  Met- 
ropolitan contract  also  provides  that  the 
District  shall  construct  a  new  intake  and 
means  of  access  thereto. 

The  tripartite  agreement  between  The 
Pennsylvania  Company,  The  Metro- 
politan Company  and  the  District  carries 
out  the  terms  of  the  contract  between 
The  Metropolitan  Company  and  the  Dis- 
trict to  the  extent  above  mentioned,  to- 
wit:  That  it  procures  to  the  District  the 
right  to  change  the  location  of  said  in- 
take of  The  Metropolitan  Company, 
from  The  Pennsylvania  Company,  and, 
also,  the  right  to  The  Metropolitan  Com- 
pany to  maintain,  as  shall  be  constructed 
by  the  District,  the  new  intake  or 
tunnel  and  the  means  of  access  thereto. 

Both  these  forms  of  agreements  have 
been  executed  by  the  officers  of  the  Com- 
panies respectively  and  sealed  and  prop- 
erly attested. 
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The  Committee,  therefore,  recom- 
metida  that  the  Preaident  and  Clerk  of 
the  District  be  authorised  and  directed 
to  execute  Hftid  agreementB  on  behalf  of 
the  District;  and,  when  so  executed, 
that  copies  thereof  be  placad  on  file  with 
said  Clerk. 

Resi>ectfull7  submitted, 
(Signed)  TnoKAB  A.  Butth, 

J.  P.    UlLLBTTI. 
B.  A.  ECEQIBT, 

TBome  Eellt, 
Z.  R.  Cartbu, 
Frank  Wbntkr, 
Wm.  Boldbnwicz, 

Committee  on  Engiiefrlng," 

(Accompanied  by  one  contract  in 
triplicate  and  one  in  duplicate.) 


The  following  ii 

TBB  AORSBUBNT    BBTWBBN    TQB    SANI- 

TAHT  DISTRICT  AND  TBB  MBTBOPOU- 

TAN    WEST  SIDE   BLEYATBD   RAILWAY 

OOirPANT: 

"This  agreement,  made  and  entered 
into  this  31et  day  of  April,  A.  D.  leBS, 
bf  and  between  the  Sanitary  District  of 
Chicago,  hereinafter  called  the  "Sanitary 
District,"  party  of  the  first  part,  and  The 
Hetropolitan  West  Side  Elevated  Rail- 
way Company,  hereinafter  called  the 
"Railway  Company,"  party  of  the  second 
part;  -nitneeseth,  that, 

Whbrbas,  The  Sanitary  District  is 
engaged  in  improTins  the  Chicago  River 
by  deepening  and  widening  it  to  the  ex- 
tent necesaary  for  supplying  (o  its  Main 
Channel  the  volume  of  water  required 
by  the  Sanitary  District  law,  passed  by 
the  Legislature  of  the  State  of  lUinoia, 
approved  May  3Gth,  18911;  and. 

Whereas,  Such  necessary  Sow  of 
water  will  not  pass  through  the  now 
existing  channel  of  the  Chicago  River 
between  Monroe  street  and  the  south  line 
of  VanBuren  street;  and, 

Whrreas,  The  said  river  cannot 
effectually  be  deepened  between  the  said 
streets  by  reason  of  the  existence  of  tjie 
tunnel  of  the  Chicago  Street  Railroad 
Tunnel  Company  nor  widened  by  reason 
of  the  existence  of  certain  bridge  piers 
and  other  maasiva  permanent  structures; 

Whereas,  The  elevated  railroad  struc 
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ture  of  the  said  The  Metropolitan  Wast 
Side  Elevated  Railway  Company  is 
located  and  constructed  atroas  the  rail- 
road yarda  and  right  of  way  of  the 
Pennsylvania  Company  between  Canal 
Street  and  the  west  bank  o[  the  C^hicago 
River,  and  between  Jacksjn  Street  and 
Van  Buren  Street,  and  is  located  and 
constructed  across  the  said  Cliicago  River 
by  means  of  a  bridge  at  a  point  about 
midway  between  said  Jackaon  and  Van 
Buren  Streeta,  and  the  foundations  and 
piers  for  said  structure  of  said  elevated 
railroad  and  for  the  western  approach  of 
said  bridge  are  located  upon  said  railroad 
yards  and  right  of  way  undur  a  contract 
ID  writing  dated  April  16th.  1S94, 
between  the  Pennsylvania  Kailroad 
Company,  lessee  of  the  Pittsburgh, 
Fort  Wayne  and  Chicago  Railway, 
and  the  Pittaburgh,  Fort  Wayne 
and  Chicago  Railway  Company,  as  parly 
of  the  first  part  thereto,  and  The  hletro- 
politan  Weet  Side  Elevated  Railroad 
Company,  as  party  of  the  second  part 
thereto,  reference  to  which  said  contract 
is  hereby  had,  the  location  of  the  piers 
herein  referred  to  being  shown  upon  the 
blue  print  hereto  attached,  marked  "Ex- 
hibit A"  and  made  a  part  hereof,  which 
said  contract,  on  the  part  of  the  party  of 
the  second  part  thereto,  has  b«>en  trans- 
ferred to  The  Metropolitan  Weet  Side 
Elevated  Railway  Company,  the  party 
of   the  second   part   to   this  agreement; 

Whekeab,  The  said  railroad  of  The 
Metropolitan  West  Side  Elevated  Rail- 
way Company  is  operatei.l  electrically, 
the  electric  current  being  supplied  by 
means  of  a  contact  rail  to  which  the 
power  is  supplied  from  tile  main  power 
station  of  said  Railway  Corafrany, 
located  between  Throop  and  Loomis  and 
Van  Buren  and  Congress  streets  in  the 
Haid  City  of  Chicago,  and  the  engines 
employed  in  said  power  station  ari-  what 
is  known  OB  condensing  engines,  in  the 
use  of  which  immense  volumes  of  water 
are  constantly  required,  and  to  obtain 
such  water  the  said  RaiKvay  Company 
has  through  its  grantors  heretofore  ob- 
tained the  necessary  legal  right  to  con- 
struct, maintain  and  o)>erate,  and 
through  its  said  grantors  hfis  constructed 
and  is  now  maintaining  acil  operating  a 
tunnel  of  the  capacity  of  about  twenty 
thousand  gallons  of  wat^r  per  minute 
extending  under  the  right  oF  way  of  asid 
Railway  Company  from  said  power  sta- 
tain,  located  aa  aforesaid^  to  the  afore- 
said right  of  way  of  The  Pennsylvania 
Company,  and  trom  theiKc  acroas  and 
under  said  right  of  way  of  said  Pennsyl- 
vania Company  to  the  Chicago  River  at 
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a  point  immediately  north  of  the  founda- 
tions and  piers  of  said  railroad  bridge  of 
said  The  Metropolitan  West  Side  Ele- 
vated Railway  Company,  the  rifsht  to 
construct,  maintain  and  operate  said 
tunnel,under  and  across  said  right  of  way, 
bein^  secured  to  said  Railway  Company 
by  virtue  of  a  contract  in  writing  dated 
January  18,  1896,  between  The  Pennsyl- 
vania Company, operating  The  Pittsburg, 
Fort  Wayne  and  Chicago  Railway,  as 
party  of  the  fii'st  part  thereto,  and  the 
said  The  Metropolitan  West  Side  Ele- 
vated Railroad  Company,  as  party  of  the 
second  part  thereto,  to  which  said  con- 
tract reference  is  hereby  had,  which  said 
contract,  on  the  part  of  the  party  of  the 
second  part  thereto,  has  been  transferred 
to  The  Metropolitan  West  Side  Elevated 
Railway  Company,  the  party  of  the 
second  part  to  this  agreement;  and 

Whereas,  The  Sanitary  District,  to 
accomplish  the  purposes  for  which  it 
was  created,  has  planned  a  By-pass  or 
covered  conduit  passing  to  the  westward 
of  the  piers  and  foundations  of  said  ele- 
vated railroad,  located  at  or  near  to  the 
west  bank  of  the  Chicago  River,  as 
showu  on  said  * 'Exhibit  A,'^  attached 
hereto,  and  has  entered  into  a  contract 
dated  February  9,  1898,  with  The  Penn- 
sylvania Company,  operating  The  Pitts- 
burgh, Fort  Wayne  and  Chicago  Rail- 
way, for  the  construction  and  mainten- 
ance of  said  By -pass  or  covered  conduit 
under  the  right  of  way  and  lands  of  said 
Bailway  Company  as  shown  in  said 
•'Exhibit  A;"  and 

Whereas,  The  construction  and  main- 
tenance of  the  said  By- pass  or  covered 
conduit  will  destroy  and  render  entirely 
useless  that  part  of  the  said  tunnel  of  said 
The  Metropolitan  West  Side  Elevated 
Railway  Company  under  the  said  right 
of  way  of  the  said  Pennsylvania  Com- 
pany as  to  the  easterly  end  thereof,  the 
length  of  said  end  so  destroyed  and  ren- 
dered useless  being  about  one  hundred 
and  four  (104)  feet,  and  will  also  render 
useless  the  intake  of  said  tunnel  now  lo- 
cated at  the  eastern  end  of  said  tunnel; 
and 

Whereas,  The  said  Sanitary  District 
desires  to  protect  the  said  railway  com- 
pany and  its  successors  and  assigns  in 
the  full  beneficial  use  of  said  tunnel,  and 
to  provide  a  new  and  jiufficient  intake  for 
said  tunnel,  located  at  the  intersection 
of  said  proposed  by- pass  or  covered  con- 
duit with  said  tunnel,  free  of  all  expense 
or  charge  to  the  said  Railway  Company, 
and  with  proper  and  necessary  means  of 
access  to  said  intake  for  the  purpose  of 
operating,    cleaning   and  repairing   the 


same,  to  the  end  that  the  said  Railway 
Company  may  have  the  same  use  and 
benefit  of  said  tunnel  that  it  would  have 
had  had  said  by -pass  or  covered  conduit 
not  been  constructed; 

Now,  therefore,  this  agreement  wit- 
nesseth:  That  the  said  Railway  Com- 
pany consents  to  the  said  proposed  by- 
pass or  covered  conduit,  subject  to  the 
terms  and  conditions  herein  expressed, 
and  in  consideration  of  the  performance 
by  the  Sanitary  District  of  all  the  cove- 
nants and  undertakings  hereinafter  con- 
tained hereby  consents  and  agrees  that 
the  Sanitary  District  may  construct  and 
maintain  the  by- pass  or  covered  conduit 
according  to  the  tern^  of  the  aforesaid 
contract  of  February  9th,  1898. 

The  Sanitary  District,  in  consideration 
thereof,  does,  on  its  part,  covenant  and 
agree  as  follows: 

(1)  The  Sanitary  District  shall,  at  its 
own  expense  and  charge,  construct,  ac- 
cording to  the  general  plans  shown  on 
said  '^Exhibit  A,"  a  new  intake  for  said 
tunnel,  at  the  intersection  of  said  by- 
pass or  covered  conduit  with  said  tunnel, 
with  all  necessary  appliances  for  filter- 
ing, shut  offs,  gates,  valves  and  other 
apparatus  according  to  detailed  plans  to 
be  made  by  the  Sanitary  District  and  to 
be  approved  by  the  said  Railway  Com- 
pany, using  therein  the  best  material 
and  workmanship  to  the  satisfaction  of 
the  said  Railway  Company. 

(2)  The  Sanitary  District  shall,  at  its 
own  cost  and  expense,  construct  the 
laecessary  means  of  access  to  said  intake 
according  to  detailed  plans  to  be  made 
by  it  and  approved  by  the  said  Railway 
Company,  using  therein  the  best  material 
and  workmanship  to  the  satisfaction  of 
the  said  Railway  Company. 

• 

(8)  The  Sanitary  District  shall,  at  its 
expense,  before  interfering  with  the 
present  tunnel,  procure  from  the  Penn- 
sylvania Company,  operating  the  Pitts- 
burgh, Fort  Wayne  and  Chicago  Rail- 
way, an  additional  agreement  in  writing 
to  the  agreement  dated  January  18th, 
1896,  between  said  Pennsylvania  Com- 
pany and  said  The  Metropolitan  West 
Side  Elevated  Railroad  Company,  which 
additional  agreement  shall  be  duly  exe- 
cuted by  the  said  Pennsylvania  Com- 
pany, operating  the  Pittsburgh,  Fort 
Wayne  and  Chicago  Railway,  and  shall 
run  to  the  said  ]^ilway  Company,  its 
successors  and  assigns,  granting  the 
right  to  construct,  maintain  and  operate 
the  aforesaid  intake  and  tunnel,  located 
as  shown  upon  said  * 'Exhibit  A"  at- 
tached hereto,  and  the  means  of  access 


(4)  The  »uaitar5  District  shall,  at  its 
own  coet  and  expense,  (rom  the  time  of 
the  commeiicBment  ot  the  constructioD 
of  said  bj-pas  or  covered  conduit 


und  the  said  meane  of  acoe«a  thereto  are 
fully  completed  and  ready  for  operation 
and  until  said  by-pass  or  covered  conduit 
is  (uliy  oniplated  and  ready  for  opera- 
tion wheri^y  the  said  Railway  Company 
shail  be  enabled  to  obtain  tlirough  said 
tunnel  from  said  covered  conduit  or  by 
psHB  a  supply  of  water  equal  in  volume 
to  that  heretofore  enjoyed  from  the  Chi- 
cago RiTer,  provide  full  and  sufficient 
means  for  supplying  to  said  tunnel,  for 
use  in  said  power  station,  an  amount  of 
water  equitl  to  the  capacity  of  the 
present  tunnel. 

It  is  stipululed  and  aereed,  in  this  be- 
half, that  the  additional  cost  to  the  said 
Railway  Company  of  operating  the 
engiueB  jn  the  aforesaid  power  station, 
without  tile  use  of  water  from  said 
tunnel,  is  and  will  be  the  sum  of  three 
hundred  diillirs  (tSOO.OO)  per  day  of 
twenty-four  (24}  hours,  and  that  if  for 
any  reason  oixiasioned  by  the  [construc- 
tion of  itaiil  by-pass  or  covered  conduit 
the  said  Railway  Company  should  be  de- 
prived of  ButBcJent  water  through  said 
tunnel  to  operate  the  aforesaid  power 
station,  then  and  in  such  event  during 
all  the  time  that  the  said  Railway  Com 

Kny  shall  be  so  deprived,  the  Sanitarv 
strict  shall  pay.  on  demand,  to  said 
Railway  Company  the  sum  of  twelve 
and  50- 100  dollars  (iia.SO)  per  hour. 

(5)  The  Sanitary  District  hereby 
agrees  to  liuve  said  covered  conduit  or 
l>y-pasB  fully  completed  and  ready  (or 
operation,  iiiid  a  continuous  flow  of 
water  through  the  some,  on  or  before 
the  [irHt  day  of  Sepl«mber,  1896.  unless 
delayed  by  alt  of  second  party,  time 
being  an  essential  part  of  this  coDtract. 

(8)  The  Sanitary  District  further 
agrees,  in  this  behalf,  that  at  all  times 
after  the  coiupietion  of  said  covered  con- 
duit or  by-pa^  it  will  keep  and  main- 
tain said  covered  conduit  or  by  pass 
properly  clean  and  not  allow  the  same 
to  l>ecoiue  ch<]ked  or  filled  with  any  for- 
eign substance  whatever,  to  the  end 
that  the  said  iiailway  Company,  its  suc- 
cessors and  assigns,  naay  at  all  times 
have  and  orjoy  the  same  supply  of 
water,  and  of  at  least  the  same  degree  of 
purity,  through  said  tunnel,  as  it  or  they 
would   bave  enjoyed  from  the  Chicago 


It  is  stipulated  and  agreed  in  this  be- 
half that  the  engines  now  employed  in 
said  power  station  have  a  six  thousand 
horse  power  capacity,  and  that  the  addi- 
tional cost  ot  operating  said  engines, 
without  the  use  of  water  from  said 
tunnel,  is  and  will  be  three  hundred  dol- 
lars ($800.00)  per  dty  of  twenty  four 
(24)  hours,  and  that  for  each  ad- 
ditional one  thousand  horse  power 
hereafter  installed  in  said  power 
station  the  additional  cost  of  operating 
the  same,  without  tbs  us^  of  water  from 
said  tunnel,  is  and  will  t>e  the  sum  of 
fifty  dollars  ($50.00)  per  day  of  twenty- 
four  (34)  hours,  and  the  iiaid  Sanitary 
District  therefore  stipulates  and  agree* 
that  if  at  any  timeafler  the  cxmipletion 
ot  said  covered  oonduit  or  by-pass  the 
flow  of  water  through  said  covered  oon- 
duit or  by-pass  to  its  full  capacity  is 
temporarily  interrupted  or  suspended 
through  some  act  done  or  failure  to  com- 
ply with  the  terms  hereof  on  the  part  of 
the  said  Sanitary  District,  other  than  in- 
cluded in  Section  7  liereot,  so  that  the 
said  Railway  Company,  its  successors 
and  assigns,  are  deprived  of  the  use  of 
sufficient  water  through  said  tunnel  to 
operate  all  engines  used  by  it  or  them  in 
said  power  station,  tiien  and  in  eveir 
such  event  for  every  twenty-four  (84) 
hours  that  the  said  Railway  Company, 
its  successors  or  assigns  shall  be  so  pre- 
vented from  using  swil  engines,  the  San- 
itary District  shall  pay  to  the  said  Rail- 
way Company,  its  suocesBors  and  as- 
signs, the  sum  of  fifty  dollars  ($50.00) 
for  each  and  every  one  thousand  horse- 
power employed  by  said  Railway  Com- 
pany, its  sticcessors  and  assigns,  in  aaid 
power  stAtion. 

(7)  The  Sanitary  District  agrees  that 
if  it  shall  discontinue  the  use  of  said 
covered  conduit  or  b^-patis,  or  if  it  shall 
be  deprived  of  the  use  thereof  by  reason 
of  its  non-compliance  wiili  the  aforesaid 
contractor  February  Bth.  1898,  between 
it  and  the  Pennsylvania  Company,  or 
shall  tte  deprived  of  its  use  for  any-  other 
reason,  it  shall  at  once  reconstruct  that 
part  of  said  tunnel,  above  described,  run- 
ning from  the  intellection  of  the  pro- 
posed covered  conduit  or  by  pass  with 
said  tunnel  to  tba  Chicago  River,  with 
the  necessary  intake  and  access  thereto, 
and  in  default  o(  so  doing,  for  a  period 
of  sixty  (60)  days  after  it  shall  have  been 
deprived  of  the  use  of  «aid  covered  con- 
duit or  by-paas,  then  the  said  Sauitary 
District  shall  pay  the  Hum  of  fifty  dol- 
lars ($50.00)  pec  day  to  said    Railway 
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Company,  its  successors  or  assigns,  for 
each  one  thousand  horse  power  then 
employed  by  said  railway  company,  or 
its  successors  or  assigns,  as  above  men- 
tioned, for  the  time  said  railway  com- 
pany, its  successors  or  assigns,  shall 
have  been  deprived  of  the  full  use  of 
said  water,  including  said  period  of  sixty 
(60)  days  if  so  deprived,  and  said  railway 
company,  its  successors  and  assigns, 
shall  have  the  right  to  reconstruct  the 
said  tunnel  as  formerly  existing,  and 
said  Sanitary  District  shall  pay  for  the 
cost  of  such  reconstruction,  if  so  recon- 
structed, to  said  railway  company,  its 
successors  or  assigns^*  as  liquidated  dam- 
ages and  release  in  full  for  the  cost  of 
such  reconstruction,  the  sum  of  ten 
thousand  (|10.000)  dollars. 

(8)  The  Sanitary  District  shall  con- 
struct the  aforesaid  covered  conduit  or 
By-pass  under  the  elevated  railroad 
structure  of  said  The  Metropolitan  West 
Side  Elevated  Railway  Company  with 
the  greatest  care,  and  in  such  a  manner 
as  to  prevent-  any  injury  whatsoever  to 
said  structure  or  to  the  piers  and  founda- 
tions thereof  or  to  the  piers  and  founda- 
tions of  said  railroad  bridge  or  to  said 
railroad  bridge  itself,  and  in  the  event 
that  any  damage  be  occasioned  to  any  of 
said  piers,  or  foundations  or  bridge,  the 
Sanitary  District  shall  repair  and  make 
good  such  damage  at  its  own  cost  and 
expense  and  save  the  railway  company 
harmless  therefrom,  or  in  default  there- 
of, the  railway  company  may  repair  and 
make  good  such  damages,  and  in  such 
event  the  Sanitary  District  shall  pay  to 
said  railway  company  the  full  cost  of 
such  repairs. 

In  witness  whereof y  the  Sanitary  Dis- 
trict of  Chicago  has  caused  these  presents 
to  be  signed  in  its  name  by  its  President, 
and  to  be  attested  by  its  Clerk,  and  its 
corporate  seal  t)  be  hereto  affixed ,  and 
the  said  The  Metropolitan  West  Side 
Elevated  Railway  Company  has  caused 
these  presents  to  be  signed  in  its  name 
by  its  President,  and  to  be  attested  by 
its  Secretary,  and  its  corporate  seal  to  be 
hereto  affixed,  the  day  and  year  first 
above  written. 

(Signed)        Sanitary  District  of  Chicago^ 
By  William  Boldbnwbck, 
Attest:  Freftideiit. 

fsEALj        Joseph  F.  Haas,  Clerk. 

The  Metyopolitan    West  Side   Elevated  Hail- 
way  Company. 

By  D.  MacAllistek, 

Attest :  President. 

[sbalJ     Gborob  HiGOixsoN,  Jr.,  Secretary. 

(Plans  attached.) 


The  following  is 


THE  AGREEMENT  BETWEEN  THE  PENN- 
SYLVANIA COMPANY.  THE  MBTKOPOLI- 
TAN  WEST  SIDE  ELEVATED  RAILWAY 
COMPANY  AND  THE  SANITARY  DISTRICT. 

**  This  Agreement,  made  and  entered 
into  this  twenty-sixth  day  of  May,  A.  D. 
1899«  by  and  between  The  Pennsylvania 
Company,  operating  The  Pittsburgh,  Fort 
Wayne  and  Chicago  Railway,  as  party 
of  the  first  part.  The  Metropolitan  West 
Side  Elevated  Railway  Company,  its 
successors  and  assigns,  as  party  of  the 
second  part,  and  the  Sanitary  District 
of  Chicago,  as  party  of  the  third  part, 
witnesseth,  that 

Whereas,  The  said  party  of  the  first 
part  did,  on  the  eighteenth  day  of  Janu- 
ary, 1896,  make  and  enter  into  with  The 
Metropolitan  West  Side  Elevated  Rail- 
road Company,  ascertain  contract  at- 
tached hereto,  as  Exhibit  1,  granting 
the  right  to  said  The  Metropolitan  West 
Side  Elevated  Railroad  Company  to  con- 
struct a  brick  conduit  for  the  passage  of 
water  through  the  ground  of  The  Pitts- 
burgh, Fort  Wayne  and  Chicago  Rail- 
way Company  between  Canal  Street  and 
the  South  Branch  of  the  Chicago  River 
at  a  point  between  Van  Buren  and  Jack- 
son Streets,  in  the  City  of  Chicago,  ac- 
cording to  plan  and  profile  indicated  on 
map  attached  and  made  part  of  said 
agreement  and  marked  "  Exhibit  A," 
which  said  contract  has  been  transferred 
by  said  The  Metropolitan  West  Side 
Elevated  Railroad  Company  to  the  said 
The  Metropolitan  West  Side  Elevated 
Railway  Company;  and 

Whereas,  The  Sanitary  District  of 
Chicago,  a  municipal  corporation,  is  en- 
gaged in  improving  the  Chicago  River 
by  deepening  and  widening  it  to  the  ex- 
tent necessary  for  supplying  its  Main 
Channel  with  the  volume  of  water  re- 
quired by  the  Sanitary  District  Law, 
passed  by  the  Legislature  of  the  State  of 
Illinois  and  approved  May  29th,  1889, 
and  to  accomplish  its  purpose  said  Sani- 
tary District  did  enter  into  a  contract 
dated  February  9,  1898,  with  the  said 
Pennsylvania  Company  operating  the 
Pittsburgh,  Fort  Wayne  and  Chicago 
Railway,  aforesaid,  for  the  construction 
and  maintenance  of  a  by-pass  or 
covered  conduit  along  the  Chicago 
River  under  the  right  of  way 
and  lands  of  said  Railway  Company 
as  shown  on  *' Exhibit  A*'  attached  and 
made  part  of  said  contract,  a  copy  of 
which  contract  is  hereto  attached  as 
•'Exhibit  2;"  and 

Whereas,  In  the  doing  of  the  work 
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ooutemplated  under  and  byvJnueof  said 
contract  it  is  neoessarj  for  the  said 
Sanitar;  DiHtrict  of  Chicago  to  destroy 
and  render  uaelesa  about  one  hundred 
and  four  (104)  feet  of  the  conduit  and 
intake  a?  now  located  and  constructed 
under  said  contract  between  the  said 
Pennsylvania  Company  and  the  said 
The  Metr<jpolitan  West  Side  Elevated 
Railroad  Gompany. 

Whereas,  The  said  Sanitary  District 
has  agreed  with  the  said  The  Metropolis 
tan  West  Side  Elevated  Railway  Com- 
pany to  make  the  necessary  changes  and 
reconstruct  the  east  one  hundred  and 
four  (104)  feet  of  said  conduit  with  in- 
take according  to  the  terms  and  condi~ 
lions  of  the  agreement,  a  copy  of  which 
is  hereto  attached  marked    "Exhibit  3." 

Whereas,  In  order  to  make  such 
changes  and  reconstruct  such  conduit 
and  intake  it  is  necessary  to  obtain  an 
additional  contract  in  writing  to  the 
said  agreement  datfd  January  18,  1694, 
between  said  PennsyWania  Company 
and  said  The  Metropolitan  West  Side 
Elevated  Railway  Company,  which  shall 
give  to  the  paid  second  party,  its  suc- 
cessors and  assigne,  the  right  to  con 
struct,  maintain  and  operate  tbe  intake 
and  tunnel  located  as  shown  upon  "Ex- 
hibit 4,"  attached  hereto,  and  the  means 
of  access  to  said  intake. 

Now,  therefore,  in  consideration  of 
the  premises,  the  said  party  of  the  first 

Rrt,  to  the  extent  that  it  has  authority, 
reby  grants  unto  said  second  party 
the  additional  right  to  construct,  or  hare 
constructed,  the  intake  and  tunnel  as 
indicated  and  shown  upon  tbe  map  or 
plat  hereto  attached  and  made  part 
hereof  marked  "Exhibit  i,"  upon 
like  terms  and  conditions  as  men- 
tioned in  the  agreement  of  January  IS, 
1806,  between  the  parties  thereto.  Also 
hereby  giving  the  right  of  approach  and 
access  through  and  over  the  premises  of 
said  first  party  to  said  intake  as  shown 
upon  said  "Exhibit  4;"  said  approach. 
being  restricted  to  a  route  from  Van 
Buren  Street;  thence  along  and  over  the 
driveway  nearest  the  river  used  by  teams 
approaching  the  freight  house  of  said 
first  party,  thence  to  said  intake. 

It  is  expressly  understood,  that  the 
right  to  so  locate,  construct,  maintain 
and  operate  said  intake  and  tunnel  is  ad- 
ditional to  the  right  to  construct,  operate 
and  maintain  the  conduit  and  intake  as 
provided  by  said  agreement  dated  Janu- 
ary )8th,  1896,  and  upon  the  terms  and 
conditions  as  therein  provided. 
It  ifl  further  ezpreaalj  agreed  and  un- 


derstood, that  the  said  flrat  party  shall 
not  be  liable  for  any  loss,  damage  or 
injury  sustained  by  any  person  acting  for 
or  on  behalf  of  thf.  said  second  or  third 
parties  or  either  of  them  in  approaching, 
entering  or  working  in  the  said  intiike  or 
tunnel  and  appurtenances  thereto,  and 
the  said  parties  of  the  second  and  third 
part  hereby  agree  to  save  harmless  and 
indemnify  said  first  party  against 
any  less  or  damage  sustained  by  any 
person  while  approaching,  entering  or 
working  in  ana  about  the  said  intake, 
tunnel  and  its  appurtenances  having 
occasion  under  the  terms  and  provi- 
sions hereof  to  approach,  enter  and 
work  in  the  same  as  au  employee  or 
agent  of  the  said  second  and  tnird  par- 
ties, or  either  of  them. 

It  being  understood,  that  upon  the 
termination  of  the  said  agreement  be~ 
tween  the  Sanitary  District  of  Chicago 
and  said  The  Metropolitan  West  Side 
Elevated  Railway  Company,  or  its  suc- 
cessors or  assigns,  under  any  of  the  pro- 
visions therein  contained,  that  said  The 
Metropolitan  West  Side  Elevated  Railway 
Company  ,or  its  successors  or  aesigns,have 
the  right  to  relocate  and  reconstruct  said 
tunnel  and  intake  as  shown  and  provided 
in  the  said  agreement  of  January  18th, 
1H96,  and  operate  and  maintain  the  name 
upon  the  terms  and  conditions  provided 
in  said  last  mentioned  agreement. 

The  said  Sanitary  District  of  Chicago, 
in  consideration  of  the  premises  and 
granting  of  the  means  of  access  aforfr- 
said  to  said  intake  and  in  payment  for 
the  use  thereof,  hereby  agrees  to  pay 
unto  said  Pennsylvania  Company  the 
sum  of  one  hundred  dollars  (flOO)  per 
annum,  for  each  year  that  said  means  of 
access  to  intake  is  used  by  said  second 
party,  its  Buccessors  or  assigns,  for  said 
purjioses.  Said  rental  shall  begin  the 
first  day  of  May,  1899,  and  be  payable  in 
semiannual  installments  of  fifty  doDara 
(¥50.00)  each,  in  advance,  on  the  first 
day  of  May  and  first  day  of  November, 
in  each  year. 

Should  said  third  party  fail  to  pay  any 
installment  of  rent  within  thirty  days  of 
the  date  herein  fixed  for  the  payment  of 
the  same  the  said  first  party  may,  at  ite 
option,  and  upon  ten  days  written  notice 
and  subsequent  delinquency,  declare  a 
forfeiture  of  all  rights  of  access  under 
this  agreement  and  all  the  righte  and 
privileges  as  to  means  of  access  to  said 
intake  hereby  granted,  or  intended  to 
said  thirdiparty,  shall  cease  and  deter- 
mine; and  thereupon  said  first  party  ma; 
take  possession  of  the  land  so  inclodeo 
within  said  meansofacceu  to  intake  and 
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all  structures  and  materials  which  may 
have  been  placed  therein  and  dispose  of 
the  same  for  its  own  .interest,  and  fill,  or 
otherwise  exclude  all  access  to  said 
intake  according  to  its  own  interest  and 
judgment;  provided,  however,  in  every 
such  case,  that  nothing  herein  contained 
shall  be  construed  as  preventing  the  said 
second  party  from  reconstructing  the 
said  tunnel  and  the  said  intake  as  the 
same  were  originally  located  and  con- 
structed under  the  provisions  of 
the  aforesaid  contract  of  January 
18th,  1896,  nor  from  operating 
and  maintaining  the  same,  when  so 
reconstructed,  as  provided  in  said  last 
mentioned    contract,    but   said    second 

garty  shall  in  every  such  case  as  herein- 
efore  provided  have  the  right  to  recon- 
struct and  relocate  said  tunnel  and  said 
intake  in  the  same  manner  as  the  same 
were  originally  located  and  constructed 
under  said  agreement  of  January  18th, 
1896. 

It  is  further  agreed  that  whenever 
said  Sanitary  District  of  Chicago  shall 
determine  that  the  use  and  maintenance 
of  said  by- pass  is  not  necessary  to  its 
purposes,  then  the  said  Sanitary  District 
of  Chicago  shall  have  the  right  to  termi- 
nate this  contract  upon  giving  six 
months'  notice  to  said  first  party  of  its 
election  so  to  do,  and  all  liability  and 
obligations  whatsoever  of  said  third 
party  under  this  contract  shall  there- 
after cease,  provided,  however,  that  in 
case  of  such  termination  of  this  contract, 
the  second  party  shall  have  the  right  as 
hereinbefore  provided  to  reconstruct  its 
tunnel  and  intake  as  now  located. 

It  is  further  agreed  that  whenever  the 
use  of  the  ground  occupied  by  the  means 
of  access  to  said  intake,  as  shown  upon 
said  * 'Exhibit  4,'*  shall,  in  the  opinion  of 
said  first  party,  require  a  change  in  loca- 
tion and  conditions  of  said  access  from 
that  indicated  on  said  plat,  upon  thirty 
days'  written  notice  thereof  by  said  first 
party,  then  said  third  party  agrees,  at  its 
own  cost  and  expense,  to  make  such 
ohaiiges  of  location  or  condition,  it  oe- 
ing  understood,  however,  that  such 
change  shall  not  increase  the  said 
rental  to  be  paid  as  aforesaid,  provided, 
however,  that  no  change  in  the  location 
or  conditions  of  said  access  shall  be  made 
whereby  said  second  party  shall  not  have 
and  enjoy  as  convenient  and  as  ample 
access  as  is  shown  on  said  ^'Exhibit  4." 

It  is  further  mutually  agreed  that 
the  construction  of  said  tunnel,  intake 
and  access  thereto,  shall  be,  as  to  ma- 
terials and  mode  of  construction,  satis- 


factory to  the  Chief  Engineer  of  said 
first  party. 

It  is  mutually  agreed  that  this  agree- 
ment shall  be  binding  upon  and  shall 
inure  to  the  respective  successors  and 
assigns  of  the  parties  hereto. 

In  witness  whereof^  the  Pennsylvania 
Company  has  caused  these  presents  to 
be  signed  in  its  name  by  its  Vice-Presi- 
dent, and  to  be  attested  by  its  Secretary, 
and  its  corporate  seal  to  be  hereto 
afiSxed,  and  the  said  The  Metropolitan 
West  Side  Elevated  Railway  Company 
has  caused  these  presents  to  be  signed  in 
its  name  by  its  President,  and  its  cor- 
porate seal,  attested  by  its  Secretary,  to 
be  hereto  affixed,  and  the  said  Sanitary 
District  of  Chicago  has  caused  these 
presents  to  be  signed  in  its  name  by  its 
President,  and  its  corporate  seal,  attested 
by  its  Clerk,  to  be  affixed  hereto  the  day 
and  year  first  above  written. 

(Sig:D«d)        Feniuylvania  Company^ 

By  Joseph  Wood, 

Third  Vice-President. 


Attest : 


S.    B.   LlOGBTT, 


Secretary. 

The  Metropolitan  West  Side  Elevated  Railway 

Company, 

[seal]  By  D.  Mac  Allister, 

President. 
Attest: 

Geo.  Hiqginson,  Jr., 

Secretary. 

Sanitary  District  of  Chicago, 

By  William  Boldenweck, 

President. 
Attest : 

Joseph  F.  Haas, 
[sealJ  ( 'lerk. 

(Plans  attached.) 

REPORT  IN  REFERENCE  TO  AGREEMENTS 
WITH  DAVID  OLIVER. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read ,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to 
and  accompanied  by  forms  of  agreement 
and  memorandum  of  agreement,  both  in 
duplicate,  between  the  District  and 
David  Oliver,  providing  that  said  Oliver 
shall  deliver  to  the  District  a  quit-claim 
deed  of  all  his  interest  in  certain  land 
in  the  School  Section  Addition  to  Joliet 
and  that  the  District  in  certain  contin- 
gencies shall  furnish  him  with  certain 
power,  by  electricity  or  otherwise,  as  set 
forth  in  the  agreements  and  memoran- 
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dum;  the  report  recommending  that 
said  agreemeat  and  memorandum  of 
agreement  be  executed  by  the  President 
and  Clerk  of  the  District,  and  when  the 
same  are  executed  by  said  Oliver  that 
copies  be  platted  on  file  with  the  Clerk. 

Mr.  Smytli,  Seconded  by  Mr.  Braden, 
moved  tliat  tlie  report  be  adopted  and 
the  recommendations  contained  therein 

On  roli-cftll  the  vote  stood:  Yeas — 
Messrs.  Boldenvreck,  Braden,  Carter, 
Eckhart,  Jome,  Kelly,  Mallette,  Smyth 
and  Wenter— nine.     Nays— none. 


The  following  is 

THE  REPORT: 

"Chicago.  June  5, 18U9. 
To  the  Ho7ioiribte,  (he  Board  of  Trusteeg 
of  the  Sanitary  IHtlricl  of  Chicago : 
Gentlemen— The  Committee  on  Engi- 
neering preatents  forms  of  agreement 
between  the  District  and  David  Oliver, 
of  the  City  of  Chicago,  providing  that 
the  said  Oliver  shall  deliver  to  the  Dis- 
trict a  quitclHim  deed  of  all  his  interest 
in  all  that  part  of  Lot  three  (3)  of  Block 
one  hundred  nnd  seven  (lOT),  and  of  Lot 
eight  (8)  of  Block  ninety-eight  (98), 
Scrhool  Section  Addition  to  Joliet,  that 
lies  east  of  the  slope  of  the  Illinois  and 
Michigan  Canal.  Permission,  however, 
to  be  accorded  him  to  use  that  part  of 
Lot  three  (H)  during  and  until  such  time 
as  the  water  power  now  in  existence 
thereon  is  rendered  useless  or  destroyed 
by  reason  of  the  construction  ot  a  dam 
south  of  the  point  ot  which  said  water 
power  is  pree^ently  situated.  And  said 
Oliver  agrees  that,  during  the  existence 
ot  said  water  power,  be  will  comply 
with  the  provisions  of  a  decree  hereto- 
fore rendered  in  the  case  of  the  Canal 
Commissioners  vs.  The  Sanitary  District 
of  Chicago,  entered  of  record  in  the 
Circuit  Court  of  Will  County,  and,  more 
especially,  with  that  part  of  said  decree 
which  is  set  forth  on  page  four  (4)  of  the 
agreement  here  presented.  The  District 
agrees,  under  the  terms  of  said  agree- 
ment,  that  should  a  dam  be  constructed, 
ae  provided  in  said  decree,  that  it  will 
deliver  by  eleotricity,  or  by  such  other 
method  of  transmission  of  power  as  will 
be  eflectire.  installed  ready  for  use,  an 
amount  of  power  which  will  be  equal  to 
the  power  which  said  Oliver,  at  the  time 
of  such  change  ot  power,  may  be  entitled 
to  receive  from  the  Canal  Commissioners 
under  the  terms  of  any  existing  lease 


between  said  Commissioners  and  hi 
self. 

,  There  is,  also,  accompanying  the  agree- 
ment above  referred  to,  a  memorandum 
of  agreement  between  the  said  Oliver 
and  the  District  whereby  the  District 
asHurt=8  said  Oliver  that,  in  case  the  Dis- 
trict shall  destroy  (he  water  power 
situatiMl  and  being  upon  the  premises 
mentioned  in  the  deed  and  agreement  to 
be  delivered  to  it,  the  District  will  fur- 
nish said  Oliver  a  mode  for  transmission 
by  means  of  electricity  or  otherwise  of 
the  same  amount  of  power  as  is  now 
being  furnished  him  by  and  under  bis 
lease  with  the  Canal  Commissioners. 

The  Ciimmitteti  recommends  that  said 
agreement  and  memorandum  ot  agree- 
ment lie  executed  by  the  President  and 
Clerk  of  the  District  and,  when  -the  same 
are  eiecuted  by  said  Oliver,  that  copies 
thereof  be  placed  on  file  with  the  Clerk 
of  the  District. 

Respectfully  submitted, 
(tiignetl)  Thomas  A.  BuiTB, 


J,  P.  Mil 

TaoMAs  Eellt, 
B.  A-  EoanART, 

FllANK    WkNTBR. 

Jos,  C.  Braukn, 
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Committee 


BomaswECK, 
"L  EnoliiecrlHSj." 


THE  AGREEMENT: 

Artidex  ot  Aareement,  Made  and  en- 
tered into  this  34th  day  of  May  A.  D. 
1899,  by  and  between  the  Sanitary  Dis- 
trict of  ChiCHgo,  a  municipal  corpora- 
tion duly  organized  and  existing  under 
and  by  virtue  of  the  laws  of  the  State 
of  Illinois,  party  of  the  Srat  part,  and 
David  Oliver  ot  the  City  of  Chicago. 
County  of  Cooii,  and  State  of  Illinois, 
party  of  the  second  part. 

Wilyiesselh,  That  whereas, there  is  now 
pending  in  the  Circuit  Court  ol  Will 
County  a  certain  suit  or  proceeding  for 
condemnation  ot  certain  property,  situ- 
ated and  being  in  Section  sixteen  (16], 
Township  thirty-iive  (35)  North,  Range 
ten  (10),  East  of  the  third  P.  H., 
said  suit  referred  to.  being  en- 
titled, "The  Sanitary  Dietrict  of  Chi- 
cago vs.  Alanson  Sweet,  et  al.,"  being 
Qeueial  Number  lT,433,aad  the  said  l^d 
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last  herein  above  referred  to  is  particu- 
larly  described  in  detail  in  an  amended 
petition  filed  by  the  party  of  the  first 
part  in  said  court,  December  31,  1898, 
and  also  in  a  certain  other  amendment 
to  the  amended  petition  filed  in  said 
court  May  19,  1899;  and 

Whereas,  The  said  David  Oliver  is 
the  owner  of  Lots  two  and  three  (2  and 
8)  in  Block  one  hundred  and  seven  (107), 
and  also  Lot  eight  (8)  in  Block  ninety- 
eight  (98),  School  Section  Addition  to 
Joliet,  and  a  portion  of  said  Lots  three 
(8)  and  Lot  eight  (8)  extends  east  of  the 
slope  of  the  tow  path  of  the  Illinois  and 
Michigan  Canal,  and  said  Lot  two  (2) 
extends  easterly  across  the  said  canal, 
but  such  portion  of  said  Lot  two  (2)  as 
extends  across  said  canal  and  is  on  the 
east  side  thereof  is  covered  by  the  said 
tow  path  of  the  Illinois  and  Michigan 
Canal;  and 

Whereas,  Also  and  on  and  prior  to 
April  20, 1899,  the  said  David  Oli^rer  and 
persons*  under  whom  he  claimed  and  to 
whose  interest  he  had  by  proper 
conveyance  succeeded,  had  in  actual 
use  and  occupation  a  tunnel  extend- 
ing from  the  west  side  of  said 
Canal  in  an  easterly  direction  across 
and  under  said  Canal,  and  across, 
through  and  under  said  tow-path  with 
an  open  channel  continuing  from  about 
the  center  of  the  said  tow-path,  em- 
bankment  or  grade  of  the  Illinois  and 
Michigan  Canal  to  its  easterly  edge,  and 
thence  across  a  portion  of  said  Lot  three 
(8)  in  Block  one  hundred  and  seven  (107) 
aforesaid,  and  thence  discharges  in  the 
Desplaines  River,  said  tunnel  under  the 
said  Canal  and  the  said  open  channel 
aforesaid  being  theretofore  and  at  the 
time  of  the  commencement  of  the 
said  suit  above  referred  to,  and  at 
the  present  time,  used  for  a  tail  race 
to  a  certain  water  power  used 
by  the  said  David  Oliver,  the  bead 
race  thereto  being  upon  that  part  of  Lot 
two  (2)  in  said  Block  one  hundred  and 
seven  (107)  aforesaid  lying  west  of  said 
Canal,  and  that  the  said  head  race  upon 
the  west  side  of  said  Canal  and  the  said 
tunnel  and  tail  race  has  been  in  exist- 
ence and  used  for  water  power  purposes 
for  many  years  last  past;  and 

Whereas,  Aft^r  the  filing  of  the  peti- 
tion in  this  cause,  and  on,  to- wit,  the 
30th  day  of  April,  1899,  said  David  Oli- 
ver entered  into  a  lease  with  the  Canal 
Commissioners  of  the  State  of  Illinois  for 
the  period  of  ten  years,  which  said  lease 
provided  that  the  said  Canal  Commis- 
sioners, in  consideration  of  the  rents  re- 
served in  said  lease,  covenanted  with  the 


said  David  Oliver  upon  the  express  con- 
dition, that  the  said  David  Oliver  should 
continue  during  the  whole  of  the  term 
to  comply  with  all  and  singular  the  lim- 
itations and  conditions  in  said  lease 
contained,  and  in  every  respect 
perform  all  the  stipulations  of  said 
agreement  by  said  David  Oliver  to  be  by 
him  performed,  the  said  Canal  Commis- 
sioners agreed  therein  and  thereby  to  sell 
and  lease  to  the  said  David  Oliver  for  the 
term  of  ten  years  from  and  after  the  1st 
day  of  January,  A.D.  1898,  subject  to  the 
restrictions  and  conditions  in  said  lease 
contained,  the  use  and  occupation  of 
water  sufficient  to  drive  one  thirty  (30) 
inch  Victor  turbine  water  wheel,  and 
the  necessary  machinery  connected 
therewith. 

The  number  of  cubic  feet  of  water  per 
minute  required  fur  said  purpose  being 
understood  and  agreed  to  be  two  thou- 
sand nine  hundred  and  ninety-one  (2,991) 
and  the  power  produced  equal  to  sixty- 
two  and  forty  hundredths  (62  40  100) 
horse  power;  the  same  being  in  accord- 
ance with  the  catalogue  and  tables  of 
the  Stilwell  and  Bierce  Manufacturing 
Company,  of  Dayton,  Ohio,  manufac- 
turers of  the  Victor  turbine  water  wheel, 
and  the  head  and  fall  being  understood 
to  be  thirteen  (18)  feet. 

The  water  so  leased  to  be  taken  out  of 
the  Canal  on  the  berm  side  thereof  oppo- 
site Lot  number  two  (2)  in  Block  one 
hundred  and  seven  (107),  School  Section 
Addition  to  Joliet,  in  such  manner  and 
as  directed  by  the  Canal  Commissioners 
or  any  authorized  agent  acting  under 
them,  for  the  use  and  occupation  of 
which  said  water  the  said  David  Oliver 
by  the  terms  of  said  lease  agreed  to  pay 
at  the  rate  of  twelve  dollars  (|  12.00)  per 
horse  power  per  annum;  and 

Whereas,  At  the  time  of  the  execu- 
tion of  said  lease  there  was  a  certain 
decree  of  the  Circuit  Court  of  Will 
County  of  record  in  said  court  in  the 
case  of  the  Canal  Commissioners  vs.  The 
Sanitary  District  of  Chicago  then  in  full 
force  and  effect,  not  reversed,  annulled 
or  set  aside,  and  in  all  respects  valid; 
and  among  other  provisions  contained 
the  following: 

♦^Thirteenth— And  the  Court  further 
finds,  by  agreement  and  consent  of  the 
parties  hereto,  that  in  case  the  Sanitary 
District  of  Chicago,  or  any  person  acting 
under  and  by  its  authority  or  consent, 
should  hereafter  erect  any  dam  or  dams 
upon  property  and  lands  now  or  here- 
after owned  or  controlled  by  said  Sani- 
tary District  and  across  the  Desplaines 
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River  at  an;  point  where  such  dam  or 
dama,  or  the  pmil  formed  therehj,  would 
injure  or  deetroy  an  j  of  the  water  power 
rights  then  existing,  the  property  of  the 
State  of  Illinois,  upon  the  Channahon 
level  of  the  said  canal,  that  then  and  in 
that  case  Baid  Sanitary  District  shall,  at 
its  own  cxtst  and  expense,  transmit  to 
and  install,  ready  for  use,  at  the  point 
or  paints  where  such  then  existing  water 
puvrer  righte  on  the  Chanaahou  level 
may  be  injured  or  destroyed  by  said 
dam,  an  amount  of  actual  horsepower 
not  eiceedinfli  500  horse  power,  which 
shall  equal  in  units  of  actual  horse  power 
that  ot  the  power  which  may  be  de- 
stroyed or  injured  by  the  construction  of 
such  dam."    And, 

Whereas,  The  quantity  of  water 
which  the  party  of  the  first  part  is 
authorized  bj  the  act  of  the  Legislature 
under  which  it  is  organized,  and  by  the 
provisions  ot  said  decree  is  recognized, 
will  diminish  the  head  or  fall  at  said 
water  power  opposite  Lot  two  (3)  afore- 
said, and  said  decree  makes  provision  for 
maintaining  the  efficiency  of  oaid  power 
by  discharging  into  said  Illinois  and 
Michigan  (Janal  at  Dam  Number  one  (1) 
a  sufficient  quantity  of  water  in  excess 
of  the  present  discharge  to  compensate 
for  said  loss  of  head  or  fall. 

Now,  therefore  in  consideration  of  the 
said  David  Oliver  executing  and  deliver- 
I   the   said    Sanitary    District   of 


Block  one  hundred  and  seven  (107),  and 
Lot  eight  (8),  Block  ninety-eight  (98), 
School  Section  Addition  to  Joliet,  that 
lies  east  ot  the  slope  of  the  tow-path  of 
the  Illinois  and  Michigan  Canal,  the 
said  party  of  the  Rrst  part  covenants  and 
agrees  with  the  said  David  Oliver  to  per- 
mit him  to  use  aald  part  of  Lot  three  (3) 
so  being  east  of  the  slope  of  the  tow- 
path  of  the  said  Illinois  and  Michigan 
Canal  during  and  uutil  such  time  as  said 
water  power  ia  rendered  useless  or  de- 
stroyed by  reason  of  the  construction  of  a 
dam  south  of  the  point  where  said  water 
power  now  ie,  and  that  during  the  exist- 
ence of  euch  water  power  at  said  point 
the  said  party  ot  the  nrst  part  will  com- 
ply with  the  provisions  of  said  decree  by 
discharging  the  quantity  of  water  into 
said  canal  provided  tor  in  said  decree. 
And  the  said  party  of  the  first  part 
further  covenants  and  agrees  with  the 
said  parly  of  the  second  part,  that  should 
said  dam  be  coustructed  as  provided  in 
said  decree  in  The  Canal  Commissioners 
vs.  The  Sanitary  District  of  Chicago, 
that  the  party  of  the  first  part  will  de- 


liver by  electricity  or  by  euch  other 
method  of  transmission  of  power  ae  will 
he  effective,  and  install  readv  for  use,  at 
the  point  where  the  said  Dsvid  Oliver 
now  has  his  water  power  installfd,  an 
amount  ot  power  in  units  of  horse- 
power which  will  betquHl  to  the  jiower 
which  he,  at  the  time  of  such  change  of 
power,  may  be  entitled  to  receive  from 
the  Canal  Commissioners  of  the  State  of 
Illinois  under  the  terms  of  any  then  ex- 
isting lease  between  said  Canal  Commis- 
sioners and  himself,  should  the  said  Da- 
vid Oliver  then  be  a  lesflee  of  power  from 
the  aaid  Canal  CommiSKioners  and  have 
the  consent  of  said  Canal  Commis- 
sioners to  have  said  powi-r  so  transmitted 
to  said  point  and  ihat  the  part7 
of  the  first  part  will  continue 
to  so  transmit  said  power  to  such  place 
BO  lonK  as  so  directed  hy  said  Canat  Com- 
missioners, but  it  is  understood  ihatthe 
party  of  the  Brst  part,  hy  virtue  uf  the 
decree  of  the  Will  County  Circuit  Court, 
heretofore  referred  to  in  the  cause  of 
the  Canal  Com  mission  era  vs.  The  Sani- 
tary District  of  Chicago  is  not  required 
to  deliver  in  the  aggn-gnte  to  all  of  the 
lessees  of  said  Canal  l^ommissioners  on 
the  Channahon  level  thereof  by  trans- 
mission of  power  more  than  five  hun- 
dred  actual  horse  power. 

It  is  further  covenanted, understood  and 
agreed  that  all  the  covenants,  rights. 
duties  and  obligations  of  the  respective 
parties  to  this  agreement  shall  extend 
to  and  be  binding  upon  the  grantees. 
assignees  and  succeBsors  of  the  respec- 
tive parties. 

In  witness  whereof.  The  said  Sanitary 
District  of  Chicago  ha«  caused  this 
agreement  to  be  executed  by  its  Presi- 
dent and  the  Clerk  of  said  party  of  the 
first  part  under  ita  corporate  seal,  and 
the  parly  ot  the  second  part  in  like 
manner  boa  executed  this  agreement 
under  his  hand  and  private  seal. 


ot  this  agreement  is  ii 
au  plicate. 

Sanitary  Dhlriel  of  Chicago. 

(Signed)        By  Willuji  Boldbnwbcb, 
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THB  MEMORANDUM  OP  AGRBEMENT: 

"Whereas,  The  Sanitary  District  of 
Chicago  and  David  Oliver,  of  the  City  of. 
Chicago,  County  of  Cook  and  State  of 
Illinois  are  about  to  enter  into  an  agree- 
ment and  conveyance  relative  to  certain 
water  power  and  water  power  rights  at 
Joliet,  being  situated  on  the  Channahon 
level  of  the  lUinois  and  Michigad  Canal, 
whereby,  among  other  things,  the  said 
David  Oliver  conveys  to  said  Sanitary 
District  of  Chicago  certain  lots  and 
lands  in  the  City  of  Joliet,  county  and 
state  aforesaid,  and  the  Sanitary  Dis- 
trict, for  a  limited  period,  gives  to  the 
said  Oliver  the  right  to  use  said  lands  in 
a  certain  manner; 

Now,  therefore,  in  consideration  of  the 
said  agreement  and  the  said  convevance, 
it  is  further  agreed  between  said  Sani- 
tary District  of  Chicago,  as  party  of  the 
first  part,  and.  said  David  01iver,as  party 
of  the  second  part,  as  follows: 

First — Whenever  said  Sanitary  District 
shall  destroy  the  water  power  situated 
and  being  upon  the  premises  mentioned 
in  said  deed  and  agreement,  that  then, 
and  in  that  case,  the  said  Sanitary  Dis- 
trict shall  and  hereby  covenants  that  it 
will  furnish  to  the  said  Oliver,  to  be  by 
him  used  in  the  place  of  his  water  wheel 
and  tail  race,  a  motor  for  transmission 
by  means  of  electricity,  or,  if  by  other 
means,  then  a  proper  motor  or  engine 
which  shall  be  of  sufficient  capacity  to 
furnish  to  him.  said  Oliver,  the  same 
amount  of  power  that  is  now  being  fur- 
nished to  him  by  and  under  his  lease 
with  the  Canal  Commissioners  of  the 
State  of  Illinois,  to-wit:  Sixty-two  and 
forty  hundredths  (62.40)  horse  power, 
said  motor  or  engine,  upon  delivery,  to 
become  the  property  of  the  said  Oliver 
and  to  be  by  him  maintained  and  kept 
in  repair  at  his  own  cost  and  expense, 
and  the  Sanitary  District  of  Chicago 
shall  not  be  required  to  do  more  than  in- 
stall at  said  Oliver's  plant  or  place  of 
business  ote  electric  motor  or  other 
engine. 

Second— It  is  further  covenanted,  un- 
derstood and  agreed  that  all  the  cove- 
nants, rights,  duties  and  obligations  of 
the  respective  parties  to  this  agreement 
shall  extend  to  and  be  binding  upon  the 
grantees,  assignees  and  successors  of  the 
respective  parties. 

In  Witness  Whereof,  The  said  Sani- 
tary District  of  Chicago  has  caused  this 
agreement  to  be  executed  by  its  Presi- 
dent and  the  Clerk  of  said  party  of  the 


first  part  under  its  corporate  seal,  and 
the  party  of  the  second  part  in  like  man- 
ner has  executed  this  agreement  under 
his  hand  and  private  seal. 

The  execution  of  this  agreement  is  in 
duplicate. 

Sanitary  DUirict  of  Chicago^ 

By  William  Boldenweck, 

lis  Preaideni. 


Attest : 

• 

,    Joseph  F.  Haas, 

[sbalJ                           Vlerk. 

1 » 

.  ; 

rsEALl                                David  Oliver.'* 

FINAL  PAYMENT  ON  CONTRACT  FOR  SU- 
PERSTRUCTURE OF  S.  W.  BOULEVARD 
BRIDGE  ACROSS  MAIN  CHANNEL  ON 
SECTION  "O." 

Mr.  Smyth,  Chairman,  presented,  and 
•the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  the  final  certificate 
of  the  Chief  Engineer  as  to  the  comple- 
tion of  the  contract  with  the  J.  G.  Wag- 
ner Company  for  "the  superstructure 
of  the  Southwest  Boulevard  bridge  across 
the  Main  Channel  on  Section  O,'^  the 
report  irecommending  that  the  President 
and  Clerk  be  authorized  and  directed  to 
make  final  payment  to  said  The  J.  G. 
Wagner  Company  in  the  sum  of  $2,688,- 
07  on  the  execution  of  a  receipt  and 
release  in  full  of  all  claims  and  demands. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Mallette,  Smyth  and 
Wenter — eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THB  REPORT: 

''Chicago,  June  5,  1899. 

To  the  Honorable,  the  Board  of  Irustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Committee  on  Engi- 
neering herewith  presents  the  final  certi- 
ficate of  the  Chief  Engineer  of  the  Dis- 
trict in  favor  of  The  J.  G.  Wagner  Com- 
pany, for  work  done  covered  by  the 
contract  of  said  company,  dated  October 
Ist,  A.  D.  1896,  and  the  revised  accept- 
ance   thereof,  dated   October  4,  A.  D. 


1 


1B8T,  for  the  auperstructure  of  the  South- 
west Boulevard  Bridge  acroas  Section 
"C;  of  the  Main  Channel.  Tiie  amount 
certified  to  be  due  in  said  ceitificate  ia 
two  thousand  eiz  hundred  and  ei^hty- 
elght  dollars  and  seven  centa  ({2,688.07). 

The  Committee  has  examined  and 
ooDSidered  the  auhj^ct  matter  thereof 
and  recommends  as  followa: 

That  the  President  and  Clerk  of  the 
Dietriot  be  authorized  and  directed  to 
make  fioal  payment  to  said  The  J.  O. 
Wagner  Company  in  the  auro  of  two 
thousand  six  hundred  and  eighty-eight 
dollars  and  seven  cenie  (|3,68H.07),  the 
amount  found  to  be  due  in  the  certitlcale 
aforesaid,  when  aaid  comoany  shall  have 
executed,  in  favor  of  the  Diatrict,  a  re- 
ceipt and  final  releaae  in  full  for  all  claims 
and  demands  of  whatsoever  bind  or 
nature  ariaing  under  aaid  contract. 

Respectfully  aubmitted; 
(Signed)  Thomas  A.  Sutth, 

J.  P.  Mallbttb, 

Z.  B,  CiRTBR, 

Pkane  West  BR, 
Thomas  Kbllt, 
Wh.  Boldknwkck. 


(One  enclosure.) 


'1  Ensm 


The  following  ie 

TEE   FINAL  CERTIFICATE  OF  THE   CHIEF 
EKOINBER; 

"CHiCAao,  June  8, 1809. 

To  the  honorable,  the  Buaril  of  Trustees  of  the 
Sanitary  DUtrict  uf  V/iioigo ; 
eEHTLBHEN— I  hereby  certify  that  The 


J.  O.  Wagner  Company  (formerly  Julius 
G.  Wagner)  has  completeil  all  of  the 
work  covered  by  its  contract  dated  Oc- 
tober I,  1898,  and  by  its  revised  accept- 
ance dated  October  4,  1(191  <_m<f  pai^e4333 
ot  Proceeriinga)  for  Ihe  snperalructure  of 
the  Southwest  Boulevard  Briogn  ucroaa 
the  Main  Channel  on  Contract  Section 
"O,"  to  the  full  Aatisfaction  uf  the  Chief 
Engineer  and  in  accordance  with  the 
terma  of  the  said  contract  with  this  Dia- 


This  certificate  ie  given  subject  to  any 
unaccrued  or  unmatured  obligations  im- 
posed by  the  contract. 

The  following  is  a  statement  covering 


To  meCsl  111  Bupcrstraotare,  1,458,809 
lbs.,  at  3.410 t4S.T<IS3B 

To  lumber.  IDI.253  ft.  B.  H.,  at  S18.S0 
per  tbonund 1.813  19 

To  osdar  block  paving,  1,S85sq.  yrls.,  hi 
OOo 1,JS6S0 

Totia 5S3.(MS  OS 

Leas  omonat  paid  on  prevlooi  eeil- 
mates !iO,3M  M 

AmouDt  due  and  unpaid >  S.B88  QT 

Reapectfully  submitted, 
(Signed)  Isbah  RANDOif  h, 


ADJOURNMENT. 


^^?C— 
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PROCBEDINGS 


—OF  THB 


Board  of  Trustees 


— OF  THB — 


Sanitary  District  of  Chicago. 


JUNE  14.  1899. 


OFFICIAL   RECORD. 

PiMithed  by  cnUhority  of  the  Board  of  TnuteeB 
cf  the  SarMary  District  of  Clticago, 


REGULAR  MEETING. 

The  four  hundred  and  forty- second  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  June  14,  1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweck,  Car- 


ter, Eckhart,  Jones,  Kelly,  Mallettei 
Smyth  and  Wenter  —  eight  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  special  meeting 
held  June  8,  1899,  and  of  the  regular 
meeting  held  June  7, 1809,  were  approved 
as  printed  on  motion  of  Mr.  Kelly, 
seconded  by  Mr.  Mallette. 


VOUCHERS. 
The  Clerk  presented  the  foUoving  vouchers  : 

BNOINEBRING  DBPARTUBNT. 

A.  P.  Little  (carbon  paper) $  4  00 

A.  C.  McClurg  &  Co.  (stationery) 17  82 

Thayer  &  Jackson  Stationery  Company  (stationery) 20  61 

Stromberg,  Allen  &  Co.  (stationery)  26  96 

P.  P.  Pettibone  &  Co.  (stationery) 49  91 

John  F.  Higgins  (printing) 83  00 


JuDG  14,]  _5872_ 

Goes  LitbographlDg  Compan;  i  printing) t  V2  iM} 

Burke  &  James    pboto  suppllw) ^  U^ 

Hade  la&k  (usuge  readLng,  April,  1S99) 10  M 

Hanilsak  (K'use  readlDg:  Hu;.  1890) 10  00 

The  A.,T.  4:8.  F.  Ry.  Co.  (Iraok  repairs) 19  80 

Wre»nt&  Ayeri  (rent,  Co rwlth,  April  and  May,  1S09) SB  00 

J.  H.  Alexander  (rent,  Loekpori,  May,  1890) 17  00 

While  Rock  Mineral  Spring  Company  (water) IH  75 

Harsball  Field  &Co.  (toweling) a  50 

Henry  Gebhirdt .  ehoWIng,  etc) 38  1» 

Frederick  Post  Company  (drafting  materials,  etc.) ; 17  oa 

A.  H.  Abbott  &  Co.  (drafting  materiale,  etc.) 11  IM 

Kouflel  &  Ebser  Company    drsfllng  materials,  etc.) 31  80 

Eugene  Dletlgen  Company  (drafting  materials,  etc.) 10  84 

Eugene  DIeUgen  Company  (blue  prints) lU  71 

Pearson  Bros,  (blue  prints) 7  34 

W,  H.  Hugbea  (trarellng  and  expense) 14  (K' 

Wm.  Trinkaus  (traveling  and  expense) 28  311 

H.  B.  Alexander  (traveling  and  expense) 24  i'l 

W.  T,  EeatlDg  (traveling  and  expense) 4fi  as 

"G.  M.  Wlaner  (travBllng  and  eipeose' 56  iP3 

*R«lpb  Modjeskl  leervlcea) SOU  10 

■Pittaburgb  Testing  Laboratory,  Lid.  (Inspecting  Iron  and  steel) 173  Ui 

•Robert  W.  Hunt  &  Co.  (Inspecting  iron  and  steel) 1.111  00 


Frank  Sbepard  (labels) I  3  00 

Frank  Vander  Bogart.  Clerk  (fees) 8  50 

Chicago  Law  Baok  Company  ilaw  iMOh) 5  TiO 

Edward  TboDipson  Company  (lawbook) fi  00 

L.  H.  Mottinger,  Bherifl  ifees) 10  30 

Canal  Coin  mi  as  loners  (aundriea)  ,. . .  33  50 

D.  Barrett  &  Co.  (livery) ._ 48  60 

"E.  B.  Bherman  (Master  fees,  etc) .' 94  20 

•The  Gunthorp- Warren  Printing  Company    printing) -203  35 

*J.  W,  Nadelhofler  {expense) 183  00 

*J.  W.  Nadeihofler  (expense) 74  05 


John  P.  BigglDB  (printing  Proceedings,  etc.,  May,  1800)... 


Wm.  O'Connell  (hardware) , t  7  41 

Barrett  Hardware  Company  ( hardware  i 11  -TB 

James  Gregory  (repairing  lioilers 13  10 

Heggie  Bros,  i repairing  boilers 21  30 

Dearborn  Drug  sad  Chemical  Works  i  boiler  compound) 3B  00 

H.  B,  Alexander  (espenae) 43  115 

•Illinois  Oil  Station  (oil! 103  09 

•Weaver  Coal  Company    coal 384  08 

■Weaver  Coal  Cotnpany  (coal  p 303  33 

The  Chicago  and  Alton  Railroad  Company  (pumping.  Section  IS) tl35  45 


Halvorson,  Richards  &  Co.  (Section  E,  June  1,  1899) t  4..n73  37 

Christie  &  Laws  (Bear  Trap  Dam,  sundries] 001  >  00 

Christie  &  Lowe  (Bear  Trap  Dam,  sundries).. 21o  00 

LydoD  &  Drews  Company  (By-pass,  sundries) 6,987  SS 
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Hayes  Bros.  (Belt  Railway  temporary  brldg^e) $  117  10 

Hayes  Bros,  (moving  pumps) 96  17 

Hayes  Bros.,  et  al.  (C,  M.  &  N.  Bridge) 139  74 

Chlcauro  Terninal  Transfer  Railroad  Company  (P.  H.  temporary  bridge)  281  95 

The  A.,  T.  &  S.  F.  Ry.  Co.  (Section  8,  bridge  expense) 131  58 

The  A.,  T.  &S.  F.  Ry.  Co.  i  Section  G,  track  deviation) 2,361  76 

A.  T.  Wilcox  (Section  O— P.  H.  Bridge) 184  58 

Werden  Buck  (Section  6,  cement) 143  88 

Geo.  M.  Huss  (Section  O— P.  H.  Bridge) 770  45 

Crerar,  Adams  &  Co.  (Section  K— Belt  Railway  tracks) 67  26 

Continental  Bolt  and  Iron  Works  (Section  O,  pumps) 20  16 

Dolese  St  Sbepard  Company  (By-pass,  sundries ; 50  40 

P.  T.  Dunn  &  Co.  (lighting)  14  00 

Grand  total 


rid9o 


$16,821  62 
$22,080  25 


•  To  be  paid  by  warrants,  with  Interest  ooupons  attached,  drawn  against  the  Tax  Levy  for  1899. 


Mr.  Carter,  seconded  by  Bir.  Wenter, 
moved  that  the  Touohers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck  Carter,  £ckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
tei^-eighfc.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ao- 
oordance  with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  «june  10, 
1890,  which  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

"CmoAGO,  June  14, 1809. 

To  tJu  JBonorable^  the  Board  of  TrtuieeB  of  the 
Sanitary  JHstriet  of  Chicago  : 

Oemtlehbn— I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
June  10, 1899,  as  the  same  have  been  re- 
ported to  me: 

En^neering  department '.  81 

Mamtenance  account 9 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 29 

(General 8 

Total  employes 186 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk.'* 


MONTHLY  REPORT  FROM  CLBRIOAL 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
month  of  May,  1899,  which  was  read 
and  by  unanimous  consent  was  ordered 
printed  and  placed  on  file. 

The  loUowing  is 

THE  REPORT  : 

"Chicago,  June  1, 1899. 

To  the  Honorable,  the  Boanrd  of  TriLatees 
of  the  Sanitary  District  of  Chicago: 

Gemtlembn— I  herewith  submit  the 
report  of  the  Clerical  Department  for 
the  month  of  May,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  $956,961.97,  of  which 
amount  the  sum  of  $85,261.43  was  paid 
in  regular  warrants;  $199,002. 18  in  1899 
Tax  Lievy  Warrants,  and  the  sum  of 
1722,698,42  by  the  Treasurer  of  the  Dis- 
trict, for  which  no  warrant  was  required. 
Of  the  1899  Tax  Levy  Warrants  issuei, 
the  sum  of,  $400.89  was  placed  in  the 
hands  of  tlie  Treasurer  and  additional 
regular  warrants  drawn  in  the  aggre- 
gate for  this  amount  against  the  same, 
as  per  authority  of  the  Board.  Of  the 
amount  paid  by  the  Treasurer  the  sum 
of  $119.00  was  for  1896  Warrants  Re- 
deemed, $69d,556.74  for  1898  Tax  War- 
rants redeemed,  and  $24,022.68  for  inter- 
est on  warrants  redeemed.    - 

The  total  amount  expended  on  account 
of,  and  charged  to  the  Clerical  Depart- 
ment during  the  month  of  May  was 
$1,089.07,  of  which  amount  the  sum  of 
$1,088.88  was  for  salaries  and  $5.74  was 
for  general  office  expenses. 

There  are   no  outstanding  liabilities 


Jane  14,J  -~li\ 

agaiDfit  the  Glerioal  Department,  and  the 
expenditnre  for  the  preeent  month  will 
be  about  fl.lOO. 

The  total  amonnt  expended  for  account 
of,  and  charged  to  the  General  Accoant 
during  the  month  of  May  waa  tS,tTO.?S, 
divided  aa  follows: 

RentforHay,  1899 |   468  33 

PrintinK 284  04 

Streams  examination 874  43 

Salariea 3,MS  88 

Oeneral  expenses 1,010  68 

Total $6,170  76 


The  expenditure  for  the  present  month 
for  the  Oeneral  Account  wUl  be  at>out 
13,000. 


Of  the  total  amount  of  1396  Tax  Levy 
Warrants  issued,  there  is  now  outstand- 
ing the  sum  of  |12.G90.33;  of  tbe  1897 
Tax  LevT  ^^^''^^''ts  issued  tliere  is  now 
oulacandinK  the  Bum  uf  $15,119.00;  of 
the  1808  Tax  Levy  Warrants  issued, 
there  ia  noW  outstanding  tbe  sum  of 
1898.996.56,  and  of  tfa^  1899  Tax  Levy 
Warrants,  there  is  now  outatanding  the 
sum  of  $396,747.08. 


a  a  tabulated  statement  of   total  expenditures  for  the  i 


Account. 

Regular 
Warrants. 

1899 
Tax  Levy 
Warrants. 

Paid   by 
Treasurer. 

Total  for 
Month. 

1        80  31 

«   10,743  06 
114,413  50 

1.089  07 
4,676  77 

1     10,773  26 

315  80 
15  41 

Treasurv  Department 

166  66 
6.170  76 
3,189  ^0 
1,400  02 

68,964  50 

Pollee  Department 

86,000  00 

t       119  00 

898,5511  74 
24.023  68 

Total 

$  85,261  43 

» 190,003  13 

$723,698  43 

Rpspectfully  submitted, 

JOSBFH  F.  Haas,  Clerk." 


The  Clerk  presented  a  report  setting 
forth  that,  in  accordance  with  the  action 
of  the  Board  of  Trustees  at  the  meeting 
held  Jnne  3,  1899  (page  5843  of  the  pro- 
ceedings), he  had  placed  the  sum  of 
(36,000  in  the  Chicago  National  Bank  to 
the  credit  of  the  "Special  Commissioners 
Chicago  Drainage  Canal,"  which,  by 
unanimous  consent,  was  ordered  re- 
ceived, printed  and  placed  on  file. 


The  following  ia 

THB  BEPOUT: 

"Chicaoo,  June  14, 1880. 

To  llu  EimorabU  tlu  Board  of  Triuttti  of  the 

Sattitary  Dittricl  of  Chicago; 

OiCNTLBIlBH— Pursuant  to  instructions 
contained  in  the  ordinance  passed  by 
your  Honorable  Body.  June  B,  1890 
{page  6848  of  the  proceedings).  I  have 
this  day  placed  the  sum  of  twenty-five 
thousand  doUars  ($35,000.00)  in  the  Cbi- 
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cago  National  Bank,  to  the  credit  of  the 
*'Speci{il  Commissioners  Chicago  Drain- 
age Canal.*' 

Attached  hereto,  for  filing,  is  the  re- 
ceipt of  the  Chicago  National  Bank. 

Respectfally  submitted, 

(Signed)  Joseph  F.  Haas, 

(One  enclosure.) 

REPORT  IN  REPBRBKCB  TO  COMPLETION 
OF  CONTRACT  FOR  SUPERSTRUCTURE 
OF  A.,  T.  ^^  8.  P.  BRIDGE  AT  WEST  END 
OF  SECTION  N. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  the  final  certificate 
of  the  Chief  Engineer  as  to  the  comple- 
tion of  the  contract  with  the  Carnegie 
Steel  Company,  Limited,  for  the  super- 
structure of  the  A.,  T.  &  S.  F.  bridge  at 
west  end  of  Section  N,  the  report  rec- 
ommending that  the  President  and  Clerk 
of  the  District  be  authorized  and  di- 
rected to  pay  on  the  voucher  of  the  Chief 
Engineer  the  sum  found  to  be  due  in 
said  final  certificate  ($17,572.45)  on  the 
execution  of  a  receipt  and  release  in  full 
of  all  claims  and  demands. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Kelly,  Mallette,  Smyth  and  Wenter — 
seven.    Nays — none. 

Excused  and  not  voting — Mr.  Jones — 
one. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chicaqo,  June  14,  1899. 

To  the  Himorable  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen— Your  Committee  on  En- 
gineering presents  herewith  the  final 
certificate  of  the  Chief  Engineer  of  the 
District  for  seventeen  thousand  five  hun- 
dred and  seventy  two  dollars  and  forty- 
five  cents  (117,572.45)  in  favor  of  the 
Carnegie  Steel  Company,  Limited,  for 
the  work  done  by  said  company,  cov- 
ered by  its  contract  dated  January  13, 
1898,  for  the  superstructure  of  the  bridge 


of  the  Atchison,  Topeka  and  Santa  Fe 
Railway  Company,  across  the  Main 
Channel  on  contract  Section  **N,"  and  re- 
ports that  the  Committee  has  examined 
said  certificate  and  considered  the  sub- 
ject matter  of  the  work  done  under  said 
contract,  and  recommends  as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
pay,  on  the  voucher  of  the  Chief  Engi- 
neer, the  sum  found  to  be  due  in  said 
final  certificate  attached,  to  wit:  The 
sum  of  seventeen  thousand  five  hun- 
dred and  seventy-two  dollars  and  forty- 
five  cents  ($17,572.45),  when  said  com- 
pany shall  have  filed  with  the  District  a 
receipt  and  release  in  full  of  all  claims 
and  aemands  whatsoever  arising  in  any 
manner  under  said  contract. 

Respectfully  submitted. 

(Signed)  Thomas  A.  Smyth, 

Chairman, 

J.  P.  Mallbtte, 

b.  a.  eckhabt, 

Thomas  E^bllt, 

Fbank  Wbntbr, 

Z.  R.  Cartbr, 

Wm.  Boldenwbck, 

Committee  on  Engineering. ''^ 


v>-- 


The  following  is 

THE  PINAL   CBRTIFICATB  OF  THE   CHIEF 

ENGINEER: 

"Chicaqo,  June  10, 1899. 

To  the  Ho7iorable^  the  Board  of   Trustees  of 
t?ie  Sanitary  District  of  CfUcago: 

Gbntlbhen— I  hereby  certify  that  the 
Carnegie  Steel  Co.,  Ltd.,  has  completed 
all  of  the  work  covered  by  its  contract 
dated  January  13,  1898,  for  the  super- 
structure of  the  bridge  of  the  A.,  T.  & 
S.  F.  Ry.  Co.  across  the  Main  Channel 
on  Contract  Section  "N,"  to  the  full 
satisfaction  of  the  Chief  Engineer,  and 
in  accordance  with  the  terms  of  the  said 
contract  with  this  District.  This  certifi- 
cate is  given  subject  to  any  unaccrued 
or  unmatured  obligations  imposed  by  the 
contract. 

The  following  is  a  statement  covering 
same: 

Contract  price  for  superstruct- 
ure complete $44,342  00 

Less  11,600  lbs.  material  at 
3.68c 810  88 


Net  amount  of  contract. .  .$48,981  13 


Amonnt  due  and  unpaid.  .$17,673  4B 


Bespectfullr  submitted, 

(Signed)  ISBAH  BAHtWLPH, 

Chief  Engineer." 

FATHBKT  OF  INDEICNriT  TO  A.,  T.  i  8.  F. 
R.  a  CO.  FOR  RKPAIRS  AND  MAIRTB- 
NANCB  OF  BRIDait,  BTC. 

The  Clerk  presented  b  report  from  the 
Chief  Engineer,  tranamlttiDg  joint  cei^ 
tiflcate  of  the  Chief  Engineer  of  the  San- 
itary District  and  the  Chief  Engineer  of 
the  A..  T.  &%.  F.  R.  R.  Co.,  in  Chicago, 
under  the  provigiona  of  the  agreemeol 
with  the  companies  compriBine  the 
Santa  Fe  B;atem,  dated  Haj  25,  I8B6, 
and  also  the  supplemental  agreement  of 
October  13,  1BB8,  as  to  the  amount  of 
indemnitj  to  be  paid  for  ordinary  main- 
teoance  and  repairs  of  the  A.,  T.  &  S,  F. 
Bridge  across  Main  Channel,  at  west 
end  ol  Section  N,  as  provided  in  Section 
3  of  Article  1  of  said  Qret  mentioned 
oontraot,  the  amount  due  t)eing  fixed  at 
$^,746.60. 

Mr.  Carter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  received,  and 
that  the  President  and  Clerk  be  author- 
ized and  directed  to  pay  to  the  A.,  T.  & 
a.  F.H.  R,  To.,  in  Chicago,  the  sum  of 
138,746,60,  in  full  for  said  indemnity, 
when  said  oompany  shall  have  executed 
a  proper  receipt  therefor. 

On  roll-call  the  vote  stood:  Yeas — 
Uesera.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Uallette,  Smyth  and  Wen- 
ter— eight.    Nays— none. 


The  following  is 

TBB  REPORT: 

"Chicaoo,  June  U,  1899. 

To  the  BoruiTable,  the  Board  of  TrutUa  of 
the  Sanitary  Diitrlct  of  Chicago  ; 
Oentlbhen— I  herewith  transmit  joiut 
certificate  of  the  Chief  Engineer  of  the 
"A.,  T.  &  S.  F.  Ry.  Co.,  in  Chicago,  and 
the  Chief  Engineer  of  this  District,  cov- 
ering the  capitalisation  account  of  the 
railway  bridge,  on  the  Twenty-Hiith 
Street  line  of  the  Santa  Fe  Railway,  said 

*Kot»—Tlie  name  of  the  eompany  referred  In 
herein  la  gtventn  the  iniirtiial  agreemenl  of  Uaii 
25.  1836.  aa  "The  Atehlfin,  T"TiAa  and  Santa  Fe 
RAILROAD  Co.mchteaao.'^  8te  ProeeedlODi, 
page  3360. 


capitalisation  being  tor  that  bridge  oji  a 
fixed  structure. 

Reapeotfully  submitted, 
(Signsd.)  IsuAH  Randolph, 

Chief  JSnginetr." 


"Acting  under  the  provisions  of  Arti- 
cle 1  of  the  oontraot  entered  into  on  the 
2Bth  day  of  May,  1806,  by  and  between 
the  Sanitary  District  of  Cliicago  and  the 
*AtchisoD,  Topekaand  Santa  Fe  Railway 
Company,  in  Chicago;  the  Chicago, 
Santa  Fe  and  California  Railway  Com- 
pany, and  the  Atchison,  Topeka  and 
Santa  Fe  Railway  Ckimpany;  and  also, 
in  compUanoe  with  the  supplemental 
agreement  entered  into  on  the  13th  day 
of  October,  189S,  by  and  between  the 
parties  hereinberore  named,  we.  the 
undersigned  Chief  EoKineera,  respect- 
ively, of  the  Sanitary  District  of  Chi- 
cago and  the  above  recited  railroad  cor- 
porations, hereby  certify  that  we  have 
verified  the  weights,  quantities  and 
values  of  the  materials  falling  under  the 
provisions  of  Sections  IS  and  IS  of  Arti 
cle  1  of  the  aforesaid  contract  of  May  3S, 
1896,  and  have  made  the  computations 
based  thereon,  for  Qie  purpose  of  deter- 
mining the  sum  to  be  paid  the  railway 
company  by  the  Sanitary  District  for  the 
ordinary  maintenance  and  repairs  of  the 
bridge  structure  deeignated  in  Section  3 
of  Article  1  ot  said  contract  (crossing  the 
Main  Channel  of  the  Sanitary  District 
on  the  west  end  of  contract  Section  "M"), 
and  for  the  general  depreciation  and 
wearing  out  tnereof.  and  for  assuming 
all  liability  of  accident  to  the  same, 
figured  on  the  basis  of  the  use  of  said 
bridge  as  a  fixed  structure;  and  we  find 
the  sum  to  be  BO  paid  to  amount  to 
twenty  eight  thousand  seven  hundred 
and  forty  eight  and  sixty  one-hun- 
dredths  ($38,748.60)  dollars,  as  shown  in 
detail  in  the  statement  liereto  attached. 
(Signed)  Ibham  Rakdolph, 

Chief  Engineer  Sanitary  Diilrietof  Chicigo. 

Jamrs  Dun, 

'Chief  EngiHter  Alchiioii.   To)xk.i  aa't  S.iul.i 
Fe Railieay  Company  tn  Chicago." 

June  8,  18B9. 
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Jones  preseoted  and,  seconded  by  Mr. 
Eckhart,  moved  the  adoption  of  the  fol- 
lowing 

order: 

"Whbrbas,  The  law  under  which  was 
organized  the  Sanitary  District  of  Chi- 
cago provides  for  the  removal  of  the 
State  dams  at  Henry  and  Copperas 
Creek  by  this  Board  before  the  opening 
of  the  main  drainage  chaiinel;  and, 

Whereas,  Many  of  the  inhabitants  of 
the  Illinois  River  Valley  are  represent- 
ing that  it  is  equally  important  that  the 
federal  dams  of  La  Grange  and  Kamps- 
ville  should  be  likewise  removed  by  or 
through  the  consent  of  the  national  gov- 
ernment before,  or  at  the  earliest  prac- 
tical date  after,  the  opening  of  the  main 
drainage  channel;  therefore  be  it 

Ordered,  That  the  Joint  Committee  on 
Federal  Relations  and  Engineering  be 
directed  carefully  to  investigate  from  all 
data  available  and  to  be  obtained,  the 
necessity  of  the  removal  of  the  federal 
dams  at  these  points  and  to  report  to 
this  body  whether  the  interests  of  the 
Sanitary  District  and  the  welfare  of  the 
people  of  the  Illinois  Valley  justify  the 
co-operation  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  with 


the  inhabitants  of  the  Illinois  Valley  in 
petitioning  the  federal  government  for 
the  removal  of  the  La  Orange  and 
Kampsville  dams." 

The  motion  prevailed  unanimously 
and  the  President  declared  the  order 
adopted. 

COMMUNICATION  FROM  LEMONT IMPROYS- 
MBNT  ASSOCIATION. 

The  Clerk  presented  and  read  a  com- 
munication from  A.  D.  Brown,  presi- 
dent of  the  Lemont  Improvement  As 
sociation,  in  reference  to  the  purchase 
or  lease  from  the  District  by  said  asso- 
ciation of  certain  grounds  for  industrial 
purposes,  which  by  unanimous  consent 
was  referred  to  the  Committee  on  Engi- 
neering on  motion  of  Mr.  Mallette,  sec- 
onded by  Mr.  Wenter. 

ADJOURNMENT. 

On  motion  of  Mr.  Carter,  seconded 
by  Mr.  Kelly,  the  Board  then  ad- 
journed. 


^::^^ 


Clerk. 
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PROCBKDINGS 


—or  THE  - 


Board  of  Trustees 


—OF  THK— 


Sanitary  District  of  Chicago. 


JUNE  21.  1899. 


OFFICIAL   RECORD. 

PiMighed  by  cuUhoriiy  of  the  Board  of  TVtwCeas 
of  the  Sanitary  DUirict  of  Cftieauo* 


REGULAR  MEETING. 

The  four  hundred  and  forty- third  reg- 
ular meeting  of  the  Board  of  TrusteeB  of 
the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  June  21,  1899, 
at  2  o'clock  P.  M. 


On  roll*  call  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eokhart,  Jones,  Kelly, 
Smyth  and  Wenter  —  eight  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  niin.utes  of  the  regular  meeting 
held  June  14,  1899,  were  approved  as 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Eckhart. 


Vouchers. 

The  Clerk  presented  the  following:  vouchers: 

*  ENGINEEKIXO  DEPARTMENT. 

Isbam  Randolph  (traveling  and  expense) 

GENERAL  ACCOUNT. 

Carl  Sexton  (streams  examination  account) $      3  15 

W.  Helmuth  (streams  examination  account) 5  00 

Adams  Express  Company  (streams  examination  account) 5  20 

D.  B.  Bisbee  (streams  examination  account) 8  06 


$     202  64 


JuDB  21,1  —5880—  new 

HariT  Hudson  (stream  exiioiloatlon  account ) *    lil  15 

Arthur  H,  Rej'DOlds  (slreama  examination  accoant) 17  Jl 

Bauach  Sc  Lonib  Optical  Compao;  (atreaniG  exsiiilDation  account  | IS  TA 

Unlteil  8tate>>  Express  Company  (streams  exanilnntlon  ■ecoiinl) lU  30 

Frank  Diesel  Can  CompaDf  i streams  examination  accoHUt) '1^  SH 

Wni.  J,  BDhm  (streams  eisoilnation  account) J9  50 

"Cameron.  An) berg  ft  Co.  {streams  examination  accouot) Q1  STi 

*Ctalc8|:(o  Car  Seal  and  Manufacturing  Compan;  (streaTns  eianilnatioa 

aecount) 04  00 

•Mas  Wolirmftno  (streams  examination  account] 107  00 

•Whlull,  Tatum  &  Co.  (straams  examination  account) 112  15. 

"Anbur  W.  Palmer  (streams  examination  account) 350  00 

'Edwin  U.  Jordan  (streams  eiamiaation  account) 878  15 

*Ricbards  &  O.,  Limited  (streama  examination  account) 541  tH) 

•Isham  Randolph  (tniTeUoe) (W  00 

t    1,SD3  35 

Oahan*  Byrne  (Section  H,  Jane  IS.  1899) *1.080  OS 

Ralvorson,  Rlcbards  ft  Co.  (Seetion  F— Summit  Bridge) 655  88 

Hayas  Bros,  et  al.  (Section  N—Kedzle  Avenue  Bridge)- BSO  55 

TLe  Scborecr  aoUIng  Lift  Bridge  Co.  (Section  O— P.  B.  Bridge) 3,450  OO 

The  Marsh  &  Bingham  Company  (Soetion  K— Belt  Railway  Bridge)  ...  538  00 

The  Marsh  ft  Bingham  Company  (Section  O— pumping  plant) 138  7H 

Chicago  Crushed  Stone  Company  (Section  0-8.  W.  Blvd.  Bridge)....  4811  00 

Chicago  Crushed  Blon 8  Company  (Section  O— 8.  W.  Blvd.  Bridge) 478  30 

Chicago  CrusHe.l  Stone  Company  (Section  O— 8.  W.  Bivd.  Bridge) ....  4S7  84 

The  P.,  C,  C.&St.  L,  Ky,  Co.  (Section  0-P.  H.  Bridge)  41  oo 

The  A..  T.  ft  S.  F.  Ry.  Co.  (Section  12,  Borneo  road) 3.5  84 

Illinois  Codtrsl  Railroad  Company,  lessee  (Section  O— P.  H.  Bridge) . .  4  61 

Isham  Randolph  iSection  O— Kedzla  ATenue  Bridge) 23  50 

labam  Ranilolph  {Section  F— Summit  Bridge) BO  00 

C.  T.  T.  R  R.  Co.  (Chicago  RiTBr  Bridge) 10,387  .17 

»i:.<j.ta  41 

GrandtoUl g]H,72-*i  30 

■To  be  paid  by  warrants,  with  interest  coupons  atiiithed,  ilr;iivn  against  the  Tax  Levy 
rorlSW!). 


Mr.  Carter,  secotided  by  Hr.  Wenter, 
moved  tbat  the  vouchers  aa  read  and 
ehown  alxive  be  approved  and  ordered 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck  Braden,  Gart«r, 
Eckbarl,  Jones,  Kelly,  Smjth  and  Wen- 
ter~eight.    Nays — none. 

Up 
the  u 

REQUISITION. 

The    Clerk   presented    the   following 

requisition: 

No.  903,  Police  Department  (euo- 

dry  supplies) |  70  00 

Mr.    Kelly,  seconded    by   Ur.  Jones, 

moved  that  requisition  No.  963,  as  read 

and  shown  above,  be  allowed. 


On  roll-call  the  vote  stood:  Yeas — 
Ueaara.  Boldenweck,  Braden,  Carter, 
Eckhait,  Jonea,  Kelly,  Smyth  and  Wen- 
ter— eight.    Nays— n'cme. 


WEBCLY  I 


f  ON   EUPLOrES, 


The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  ahowiiiK  the 
number  of  persons  in  the  employ  of  the 
Distiict  for  the  week  ending  June 
17, 1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPOKT: 

"Chicaoo,  June  21,  1899. 
To  the  llinwmble,  tfie  Bonrd  of  Trtistces 
of  the  Sanilarv  DlalHct  of  CMaigo: 
Obntleukn  —  J    beg  leave   to  report 


htnwitb  ,the  number  of  employeB  in  each 
department  for  the  week  ending  June 
IT,  1809,  aa  the  same  have  been  reported 
tome: 

Enxineering  department 81 

Uauitenance  aoconntt ....      9 

Glerioal  department 6 

Law  department 8 

Treaaur;  department, 1 

Polioe  department 30 

General U 

Total  emplojea 136 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk. 

MONTHLY    REPORT  FEOM   LAW   DKPART- 
MEHT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of 
Kay,  18w,  which,  by  unanimous  con- 
sent, waa  ordered  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT. 

"Chicaod,  Jua(-20, 1S99. 
To  the  Bonorabli  the  Board  of  Truatati  of  the 
Sanitary  Dittrict  of  Chicago: 

GsirrLEHEN — I  herewith  submit  the  re- 
port of  the  Law  Department  for  the 
month  of  May,  1890: 

The  following  are  the  expenses  and 
disbursemenlB: 

SALARIES. 

Attorneys >  2,733  35 

Office  torc» 800  00 

%  3,533  35 

OBNBRAL  BXPBNdBS. 

Conct  fMts t      527  15 

Expeoae  account 930  5T 

Local  icrTlcea 1,733  34 

Riglit  o(  way 860  00 

Booka,  prlntlns  and  sta- 
tionery          128  50 

■ 1  3,506  56 

LAND  ACCOUNT. 
Will  Connly  taiaa 15  41 

Total S  7,1!5  33 


The  Sanitary  District  of  Chicago  vs. 


the  Northern  Trust  Company,  Ovid  B. 
Johnson,  etal.,  Gen.  No.  17048,  In  the 
Cirouit  Court  of  Will  County.  Petition 
for  condemnation. 

The  Belt  Railway  Company  of  Chicago 
YB.  the  Sanitary  DiHtnot  of  Ghioago,  et 
al.,  Gen.  No.  100,046,  in  the  Superior 
Court  of  Cook  County.  This  is  a  bill  for 
an  injunction  to  restrain  the  Sanitary 
District  of  Chicago,  Its  agents  and  em- 
ployes, from  interfering  with  the  railway 
company  while  removing  earth  from  the 
spoil  bank  adjacent  to  the  Main  Channel. 
A  temporary  writ  of  .injuacClon  was 
granted  and  served  on  the  defendant  and 
a  motion  to  dissolve  this  injunction  was 
Sled  on  behalf  of  the  Sanitary  Distriot 
and  set  for  an  early  hearing;  but,  in 
compliance  with  the  instructions  of  the 
Committee,  was  continued  indefinitely 
or  until  the  railway  company  attempts 
to  remove  more  than  one  hundred  and 
Ufty  thousand  (IGO.OOO)  cubic  yards  of 


In  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Chester  S.  Allen  et  al.,  Oen. 
No.  17831,  in  the  Cirouit  Court  of  Will 
County,  a  writ  of  injunction  was  granted 
restraining  the  defendants  from  taking 
poeseesion  of  certain  property  belonging 
to  the  defendant.  The  bill  was  eoMe- 
quently  dismissed  o 


17618,  in  the  Circuit  Court  of  Will 
County,  has  been  dismissed  without 
costs  on  motion  of  the  petitioner. 

The  case  of  Anton  MarkievIOE  vs.  the 
Sanitary  District  of  Chicago  and  Hason, 
Hoge,  King  &  Co.,  Gen.  No.  1M,0S7,  in 
the  CiroQit  Conrt  of  Cook  County,  on 
motion  of  the  defendant,  was  dismissed 
at  plaintiff's  costs  and  judgment, 

The  following  proceedings  were  had 
in  the  cases  pending  in  the  several 
courts; 

In  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Henry-  J.  Burke,  Oen.  No. 
8S43,  m  the  Appellate  Court  lor  the  First 
District  of  Illinois,  abetracta  and  briefa 


In  the  case  of  the  Sanitary  District  of 
Chicago,  appellant,  vs.  Olat  Hero,  ap- 
pellee. Gen.  NO.BS43,  in  the  Appellate 
Court  for  the  First  District  of  iQinois, 


■1 


abBtractB  and  briefs  hsTs  been  piepaied 
br  tbia  depajrtment  and  filed  with  tbe 
Clerk  of  the  Oourt. 

la  tbe  case  of  the  Sanitary  District  of 
Cbicago,  appallant,  vs.  Bridget  McGuirl, 
appellee,  Gen.  No.  8409,  in  the  Appellate 
Court  tor  the  First  District  of  UlinoiB,  a 
motion  to  dismias  the  appeal  has  been  ar- 
gued atid  overruled,  and  abstracts  and 
briefs  have  been  filed  on  behalf  of  tbe 
Sanitary  Distriot. 

A  power  of  attorney  was  prepared  by 
this  department  authorizing  the  Kellj' 
Atkinson  Compuiy  to  act  as  uent  (or 
the  Toledo  Bridge  Company  and  to  ac- 
cept the  payment  of  the  reserve  percent- 
(tge  on  the  Chicago,  Madison  and  North - 
em  Railroad  Bridze,  auountiDg  to  two 
thousand  dollars  (12,000.00). 

In  addition  to  the  above,  routine  busi- 
ness of  tbe  ofBc«  has  occupied  the  time 
of  the  Department, 

Respectfully  submitted, 
[Signed.)  Chables  0.  Qiiaebt, 


KBPOHT  IN  WEPBRBNCK  TO  FORFEITURE 
ON  CONTltACT  FOR  aUPSRSTBUCTURE 
OF  A.,  T.  &  8.  P.  BBIDGE  ACR03S  MAIN 
CHANREL  ON  SECTION  8. 

The  Clerk  presented  a  report  from  the 
Chief  Engineer  fixing  the  amount  of 
forfeiture  at  $19,000  on  the  contract  with 
the  Carnegie  9t«el  Company,  Limited, 
for  the  BUpiiratructure  of  the  A.,  T,  &  S. 
F.  Bridge  across  the  Main  Channel  on 
Section  6,  alleged  to  have  been  incurred 
by  reason  of  tiio  delay  in  completing  said 
work  beyond  the  time  provided  In  aaid 
contract. 


REPORT  IN  RBFBBBNCB  TO  AQRBEIIENT 
WITH  AUERICAN  STEEL  AND  WIRfi  COM- 
PANY. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to, 
and  accompanied  by,  an  agreement  be- 
tween the  District  and  the  American 
Steel  and  Wire  Company,  providiDg  that 
said  American  Steel  ana  Wire  Company 
shall  deliver  to  the  District  a  quitclaim 
deed  of  all  Us  interest  in  certain  lands  in 
the  School  Section  Addition  to  Jollet,  and 
tliat  the  District  in  certain  contingencies 
shall  furnish  said  company  with  certain 
power,  by  electricity  or  otherwise,  as  set 
forth  in  the  a^^reement,  tbe  report  recom- 


mending that  the  President  ^nd  Clerk 
of  the  District  be  authorized  to  execute 
the  said  agreement  on  behalf  of  the  Dis- 
trict. 

Mr.  Smyth,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  received  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas- 
Messrs.  Balden  week,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
ler— eight.     Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  report; 
"CmcAQO.  June  IB,  I8H9. 
To  the  Bonordble,  the  Board  of  Tnntea 
of  the  Sanilar]/  DUtHctof  Chicago  : 
Gestlembn— We  herewith    submit  a 
draft  of  a  proposed  agreement  between 
the  American  Steel  and  Wire  Company, 
of  New  Jersey,  and  the  District.    The 
proposed  draft  has  been  approved  by  the 
Attorney,  and,  after  having  given  the 
matter  careful  consideration,  we  recom- 
mend that  the  President  and  Clerk  of 
the  District  be  authorized  to  execute  the 
agreement  upon  behalf  of  the  District. 

Respectfully  submitted, 
(SiifiieJ)  TauMAS  A.  Bmitb, 


Z.  R,  CutlEB, 

J.    C.    BSADBS, 

B.  A.  Eckhart, 
TuoMAB  Kei.i.t. 
FniNK  Whnter, 

Wm.  Boldesweck. 
CimiiiUtee  oil  EiiQlneerlno." 
(Accompanied  ny  agreement.) 

The  following  is 

THE  AGREEMENT: 

"ArtieUs  of  Agreement,  Made  and  en- 
tered into  this  24th  day  uf  Mav,  A.  D. 
I89B,  by  and  between  The  Sanitary  Dis- 
trict of  Chicago,  a  municipal  corpora- 
tion duly  organized  and  existing  under 
and  by  virtue  of  the  laws  of  the  State  of 
Illinois,  party  of  the  first  part,  and  the 
American  Steel  and  Wire  Company,  a 
corporation  duly  organized  and  existiu) 
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under  the  laws  of  the  State  of  New  Jer- 
sey, party  of  the  second  part; 

WUnesseth,  That  whereas  there  is  now 
pending  in  the  Circuit  Court  of  Will 
County  a  certain  suit  or  proceeding  for 
the  condemnation  of  certain  property 
situated  and  being  in  Section  sixteen 
(16),  Township  thirty.five  (85)  North, 
Range  ten  (10)  East  of  the  Third  Princi- 
pal Meridian,  said  suit  referred  to  being 
entitled,  **The  Sanitary  District  of  Chi- 
cago vs.  Alanson  Sweet  et  aL,"  being 
General  Number  17482,  and  the  said  land 
last  hereinabove  referred  to  is  particu- 
larly described  in  detail  in  an  amended 
petition  filed  by  the  party  of  the  first 
part  in  said  court  December  81,  1898, 
and  also  in  a  certain  other  amendment 
to  the  amended  petition  filed  in  said 
court  May  19th,  1899;  and. 

Whereas,  The  said  American  Steel 
and  Wire  Company,  party  of  the  second 
part  hereto,  is  the  owner  of  all  that  part 
of  Lot  one  (1),  Block  sixty-three  (68); 
Lot  four  (4),  Block  sixty-three  (68);  Lot 
five  (5),  Block  sixty-three  (68);  and  Lot 
two  (2),  Block  seventy- four  (74),  School 
Section  Addition  to  the  City  of  Joliet,  in 
the  County  of  Will  and  State  of  Illinois, 
which  lies  east  of  th«  tow-path  of  the 
Illinois  and  Michigan  Canal;  and. 

Whereas,  The  Northwestern  Tile  Com- 
pany, by  virtue  of  a  lease  dated  Septem- 
ber 11th,  A.  D.  1888,  leased  from  the 
Canal  Commissioners  of  the  Illinois 
and  Michigan  Canal  one  hundred  and 
three  an^  sixtv  one- hundredths  (108  60) 
horse  power,  being  five  thousand  two 
hundred  and  eighty  six  (5,286)  cubic  feet 
of  water  to  be  drawn  from  the  said  Illi- 
nois and  Michigan  Canal,  with  an  esti- 
mated fall  of  thirteen  (18)  feet,  the  said 
water  so  leased  to  be  taken  out  of  the 
canal  on  the  tow-path  side  thereof,  op* 
poeite  Lot  eight  (8),  in  Block  sixty-three 
(68),  School  Section  Addition  to  Joliet, 
said  lease  being  for  a  term  of  ten  years 
from  and  after  the  date  thereof,  and  the 
said  Northwestern  Tile  Company,  by  the 
terms  of  said  lease,  agreed  to  pay  to  the 
said  Canal  Commissioners  a  yearly  rental 
of  the  sum  of  five  hundred  thirtv-one 
and  fifteen  one-hundredths  (9531.16)  dol- 
lars for  the  use  of  said  water;  and, 

Whereas,  There  is  located  at  the  point 
aforesaid  a  certain  head  race  and  tail 
race  and  appliances  for  utilizing  the  said 
water  power,  including  a  turbine  wheel, 
and  the  necessary  gearing  and  machinery 
to  transmit  said  power  to  the  line  shafting 
of  a  certain  mill  and  factory,  for  the 
purpose  of  operating  the  machinery 
therein;  and. 


Whereas,  The  Consolidated  Barb 
Wire  Company,  a  corporation  of  the 
State  of  Kansas,  by  purchase  acquired 
all  the  right,  title  and  interest  of  the  said 
Northwestern  Tile  Company  in  and  to 
said  lease  and  water  power;  and. 

Whereas,  Thereafter  the  said  Amer- 
ican Steel  and  Wire  Company,  party  of 
the  second  part  hereto,  acquired  by  pur- 
chase all  the  right,  title,  claim  and  in- 
terest of  the  said  Consolidated  Barb 
Wire  Company  in  and  to  said  water 
power  and  its  appurtenances,  and  the 
said  last  named  corporation  is  now  using 
the  same,  and  said  lease  is  continued  in 
force  by  virtue  of  a  resolution  of  the 
Board  of  Canal  Commissioners  of  date 
July  1st,  1897,  pending  negotiations  for 
anew  lease;  and. 

Whereas,  Also,  in  a  certain  suit  then 
pending  in  chancery  in  the  Circuit 
Court  of  Will  County  and  State  of  Illi- 
nois, entitled  "The  Canal  Commissioners 
vs.  The  Sanitary  District  of  Chicago," 
there  was  entered  of  a  record  a  decree  in 
said  cause,  which  among  other  things 
contained  the  following  provisions: 

"Thirteenth— And  the  Court  further 
finds,  by  agreement  and  consent  of  the 
parties  hereto,  that  in  case  the  Sanitary 
District  of  Chicago,  or  any  person  acting 
under  and  by  its  authority  or  consent, 
should  hereafter  erect  any  dam  or  dams 
upon  property  and  lands  now  or  here- 
after owned  or  controlled  by  said  Sani- 
tary District  and  across  the  Deeplaines 
River  at  any  point  where  such  oam  or 
dams,  or  the  pool  formed  thereby,  would 
injure  or  destroy  any  of  the  water  power 
rights  then  existing,  the  property  of  the 
State  of  Illinois,  upon  the  Channahon 
level  of  the  said  canal,  that  then  and  in 
that  case  said  Sanitary  District  shall,  at 
its  own  cost  and  expense,  transmit  to  and 
install,  ready  for  use  at  the  point  or 
points  where  such  then  existing  water 
power  rights  on  the  Channahon  level 
may  be  injured  or  destroyed  by  said 
dam,  an  amount  of  actual  horse  power 
not  exceeding  500  horse  power,  which 
shall  equal  in  units  of  actual  horse 
power  that  of  the  power  which  may  be 
destroyed  or  injured  by  the  construction 
of  such  dam." 

And  Whereas,  The  quantity  of  water 
which  the  party  of  the  first  part  is  au- 
thorized by  the  act  of  the  Legislature 
under  which  it  is  organized,  and  also  by 
the  provisions  of  said  decree  is  recog- 
nized and  agreed  to,  will  diminish  the 
head  or  fall  at  said  water  power,  opposite 
Lot  eight  (8)  aforesaid,  and  said  aeoree 
makes  provision   for  maintaining   the 
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efflcIencT  of  mid  power  1^  dischargiDg 
into  said  Illinois  and  Uiohig&n  Canal  at 
Dam  Number  one  (1)  a  sufficient  quan- 
tity  cf  water  in  excess  of  the  present 
dlBcharg«  to  compensate  for  said  loss  of 
bead  or  fall. 

Now,  therefore,  in  consideration  of  the 
naid  American  Steel  and  Wire  Company 
executing  and  delivering  to  the  said 
Banitarr  District  of  Chicago  a  quit-claim 
deed  of  all  its  interest  m  that  part  of 
Lota  one,  four  and  five  (1,  4  and  G)  in 
Block  sixty-three  (68),  and  Lot  two  (2) 
in  Bloct  BeTenty-four  (74),  School  Sec- 
tion Addition  to  Joliet,  that  lies  east  of 
the  tow  path  of  the  Illinois  and  Michi- 
gan Canal,  the  said  party  of  the  first 
part  covenants  and  agrees  with  the  said 
party  of  the  SMSond  part  to  permit  it  to 
use  said  parts  of  Lots  one.  four  and  five 
(1,  4  and  OinBlock  sixt;-three  (68),  and 
Lot  two  (2)  in  Block  seventy-four  (74), 
School  Section  Addition  to  Joliet,  so  ly- 
ing east  of  the  said  tow  path  of  the  Illi- 
nois and  Michigan  Canal  during  and  un- 
til such  time  as  said  water  power  is 
rendered  useless  or  destroyed  by  the 
construction  of  a  dam  south  of  the  point 
where  said  water  power  now  is,  ana  that 
during  the  existence  of  siich  water  power 
at  said  point,  the  said  party  of  the  first 
part  will  comply  with  the  provisions  of 
said  decree,  by  discharging  the  quantity 
of  water  into  said  canal  provided  for  in 
said  decree,  and  that  said  party  of  the 
first  part  further  covenants  and  agrees 
with  said  party  of  the  second  part  that 
should  said  dam  be  conetmcted,  as  pro- 
vided in  said  decree  in  the  said  cose  of 
the  said  Canal  Com  mission  ere  vs.  Sani- 
tary District  of  Chicago,  that  then  the 
party  of  the  first  part  will  transmit  br 
electricity,  or  such  other  method  as  will 
be  effective,  an  equal  amount  of  power 
in  units  of  horse  power,  to  tbe  point 
where  the  said  water  power  is  now  In- 
stalled,  as  will  equal  the  efficiency  of 
the  present  water  power  plant  at  said 
point,  should  the  said  party  of  tbe 
second  part  be  then  a  lessee  of  the 
Canal  GommisBioners  of  water  power 
at  the  point  above  indicated;  and 
Uie  said  (^nal  CommisBionere  then  con- 
sent to  have  said  power  so  transmitted 
to  said  point,  and  the  said  party  ot  the 
first  part  will  continue  to  so  transmit 
and  furnish  power  at  such  point  or  place 
so  lon^  as  directed  by  the  said  Canal 
GommiBsioners  so  to  do,  and  the  said 
party  of  the  second  part  has  by  lease  or 
otherwise  tbe  right  to  the  use  of  said 
water  power  from  the  said  Canal  Com- 
missioners; the  total  amount  of  power 
to  be  furnished  said  Channataon  level  in 


no  event  to  exceed  the  number  of  horse 
power  specified  in  said  decree. 

It  is  further  covenanted  and  agreed  by 
and  between  the  p&rties  to  this  contract, 
that  the  said  party  of  the  first  part  will, 
in  addition  thereto,  furnish  a  motor  or 
suitable  appliances,  ho  bs  to  transmit  said 
power  BO  furnished  after  the  destruction 
of  the  existing  plant  t«  the  line  shafting 
of  the  aaid  party  of  the  second  part, 
exclusive  of  belting,  it  being  understood 
that  the  said  motor  or  other  mechanical 
contrivance  to  which  said  power  is  to  be 
transmitted  and  conducted  is  to  be 
equipped  with  a  pulley  so  as  to  render 
the  power  so  furnished  effective.  Said 
motor  to  be  of  soflicient  capacity  and 
rate  ot  power  as  to  full;  utilize  the  power 
BO  transmitted  from  the  dam  of  the  said 
psrty  of  the  first  part.  But  thereafter 
said  party  of  the  first  part  shall  not  be 
required  to  replace  said  motor  or  other 
contrivance  or  keep  the  same  In  repair. 

It  is  further  covenanted  and  agreed 
that  all  the  covanaota,  rights,  duties  and 
obligations  of  the  respective  parties  to 
this  agreement  shall  extend  to  and  be 
binding  upon  the  grantees,  assignees  and 
successors  of  the  respective  parties. 

In  Witness  Whereof,  the  said  Sanitary 
District  of  Chicago  lias  caused  thisagree- 
ment  to  be  executed  by  its  President  and 
Clerk,  under  the  corporate  seal  of  said 
corporation,  and  tbe  said  parcy  of  the 
second  part  in  like  manner  has  caused 
this  contract  to  be  executed  by  ita  Presi- 
dent and  Secretary  and  the  corporate 
seal  ot  said  corporation.  Thia  agree- 
ment being  by  each  ot  the  parties  thereto 
executed  in  triplicate. 


By 

;  DMrlr 

../  CMrngo. 

Attes 

riflldtnl. 

of  ,»» 

r 

/fr.<'-;/. 

Hlrv  Com/i-my 

By  Jno.  L&ubrrt, 

PrttSilnL 

C 

[SEIL. 

S.  BOBER 

8, 

RGPORT  IN  RKFKRBNCE  Tl»  DHVEU)PMBNT 
AND  UTILIZATION  OF  WATKIt  POWBlt 

Mr.  Smyth,  Ghurman,  presented,  and 
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the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  an  order  directing 
that  the  President  and  Clerk  be  author- 
ized, under  the  direction  of  the  Com- 
mittee on  Engineering,  immediately  to 
advertise  for  bids  for  the  devel- 
opment of  water  power  incident  to  and 
8U8c<»ptible  of  development  along  the 
Main  Drainage  Channel  and  its  auxiliary 
channels  or  outlets. 

Mr.  Smyth,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Teas- 
Messrs.  Boldenweck,  Braden,  Carter, 
lElckhart,  Jones,  Kelly,  Smyth  and 
Wenter — eight.     Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

Mr.  Smyth,  seconded  by  Mr.  Jones, 
then  moved  that  the  accompanying  or- 
der be  adopted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
tor— eight*    Nays— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

Before  voting  on  the  adoption  of 
the  report,  Mr.  Eckhart  made  the 
following  explanation,  which  he  desired 
to  have  recorded  in  the  Proceedings : 
"I  desire  to  explain  my  vote.  I  am,  as 
you  all  know,  opposed  to  leasing  water 
power  to  any  private  corpnoration;  but  if 
it  is  the  policy  to  lease  it,  I  believe  it 
ought  to  be  given  the  widest  publicity 
possible.  It'  ought  to  be  advertised  at 
least  for  sixty  days,  if  it  is  to  be  adver- 
tised, and  for  the  purposes  of  giving  it 
the  widest  publicity  I  shall  vote  to  ad- 
vertise.   I  vote  aye,*' 

In  explanation  of  his  vote  in  favor  of 
the  adoption  of  the  report  Mr.  Jones 
made  the  following  statement  which,  at 
his  request  and  by  unanimous  consent, 
was  ordered  to  be  recorded  in  the  pro- 
ceedings: 

"  Mr.  President,  I  vote  for  this  report 
for  the  express  reason  that  it  recom- 
mends a  form  of  advertisement  which 
specifically  invites  bids  from  'public  cor- 
porations or  municipalities'  that  may  de- 
sire to  consider  the  benefits  of  this  water 
jMwer,  as  well  as  inviting  bids  from 
private  parties  and  quasi-public  corpora- 


tions. Personally,  I  am  of  the  opinion 
that  under  the  present  laws  and  consti- 
tutional limitations  it  is  absolutely  im- 
possible for  the  City  of  Chicago  to  make 
a  legal  bid  for  the  development  of  this 
water  power,  but  since  some  of  our  daily 
papers,  after  an  immature  and  hasty 
consideration  of  the  question,  have  ad- 
vocated the  submission  of  a  proposal  by 
the  City  of  Chicago,  I  am  anxious  that 
the  amplest  opportunity  should  be  af- 
forded for  the  determination  of  the  City's 
legal  and  financial  condition  to  make  a 
bia  for  the  development  and  lease  of  the 
water  power." 

The  following  is* 

THE  REPORT: 

"Chicago.  June  21, 1899. 

To  Vie  Honor  able  J  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  : 

Gentlemen— Your  Committee  on  En- 
gineering respectfully  reports  that  it  has 
had  under  consideration,  from  time  to 
time  during  the  past  year,  the  question 
of  the  development  and  utilization  of  the 
water-power  incidentally  created  at  va- 
rious points  along  the  Main  Drainage 
Channel  and  susceptible  of  immediate 
development. 

Youi'  Committee  find  that  under  the 
present  law,  even  if  the  Sanitary  Dis- 
trict had  adequate  funds  at  its  com- 
mand, it  has  not  the  legal  right  to  con- 
struct the  power-houses  and  other  elec- 
trical plant,  additional  to  the  dams  and 
tail-races,  which  would  be  necessary  to 
the  utilization  of  this  power  by  leasing 
it  to  the  consumers  along  the  Channel 
and  within  the  radius  that  the  same 
might  be  economically  utilized  as  a 
means  of  power. 

It  seems  wise,  therefore,  in  order  that 
the  District  may  realize  the  firreat  annual 
revenue  susceptible  of  being  derived 
from  this  power,  proposals  should  be  in- 
vited for  the  develo])ment  of  the  same 
either  by  private  parties,  quasi  public  or 
public  corporations  or  municipalities 
that  might  desire  to  consider  the  benefits 
of  the  same.  To  the  end  that  the  high- 
est possible  competition  may  be  obteined 
in  the  proposed  leasing  and  development 
of  the*  water-power  thus  inciden tolly 
created,  your  Committee  suggests  that 
public  advertisement  be  made  for  a 
period  of  sixty  days  inviting  proposals 
for  the  leasing  and  development  of  this 
power,  and  respectfully  recommend  th^ 


adoption   of   the  order    berewith  sub- 
milted. 

BeBpeclfuIljr  submitted, 

TaOMAB  A.  Bhith, 

Chairman. 
Z.  R,  Cabteb, 
Thou  AS  Kbllv, 
J.  C  Bkauen, 
Frank  Wbstbr, 

WM.  BOLnSNWBCK, 

Alex.  J.  Jones, 
Cvmmillet  on  EiigiiiaHng." 

the  following  la 

THB  OBDER : 

"Ordered,  Tbat  the  President  and  Clerk 


be  anthorized,  under  Ibe  direction  of  tlie 
Committee  on  Elnf^ineering,  imniediat«I; 
to  advertise  for  biilB  for  Che  development 
and  leasing  of  tbe  water  power  incident 
to  and  suBceptible  of  development  along 
the  Idaln  Drainagd  Channel  and  its  aux- 
iliary channels  or  outletB,  and  aubject  to 
be  coBtroIled  and  dispoeed  of  b;  the  San- 
itary District  of  Chicago." 

ADJOU  Its  NEST. 

On  motion  of  Mr.  Weuter.  seconded 
by  Ur.  Caiter,  the  Board  then  ad- 
journed. 
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PROCEEDINGS 

Board  of  Trustees 

—OF   THE— 

Sanitary  District  of  Chicago. 


JUNE  28.  1899. 


OFFICIAL   RECORD. 

PubUthtd  bsavOtorttyof  Ote  Board  of  Tnuua 

of  the  SanUarv  Dbtrlct  of  CMeego. 

REGULAR  UBBTINQ. 

The  four  hundred  &nd  forty-fourth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitai?  DUtrict  of  CbiCEigo  was 


held  in  the  rooms  of  the  Board,  Security 
Building,  Wedneadaj,  June  2S,  1809, 
at  2  o'clock  P,  M. 

On  roll-call  Meears.  Boldenweck, 
Braden,  Carter,  Eokhart,  Jonee,  Kelly, 
Mallette.  Smyth  and  Weuter  —  nine 
ire  present. 


'  VOUCHERS. 

The  CUrk  praaenled  ihe  (oUowirg  Touchers ; 

Pit   ROLLS. 

BnelnMrlagDepBrtmeut  (Cblel  Englaeer'B  roll,  June,  1691') (  l.Ul  07 

Engl neertng  Department  (D1viGi«u  of  CoastfuctloQ  roll,  June.  1699) 5,383  63 

HagioeerlDt;  Department  (Divialen  of  Draoghtlng  and  Designing  roll, 

Jane,  1898) 1,846  50 

Engineering  Department  (DItIsIoq  ot  Recortis  roll,  June,  ISW) 682  00 

EoglDMHoK  Department  (DIscbsige  roll,  June,  1S99) 20  00 


Ju"  S8,j  _5888— 

Clerlol  DepRttment  {CUrk's  r«ll,  June,  1899) 

Law  Department  (Attornej'a  roll,  June,  1899) *  1,4S3  3-3 

Law  Department  (Jotlet  roll,  Jane,  ISW) 45S  3.1 

Treaaurj  Department  (TreMorer'»  roll,  June.  1899) 

General  Account  (Oeneral  roll,  June,  1899) «  320  00 

General  Account  (Special  roll,  June,  1899) 68  OO 

General  Account  (Special  roll,  June,  1899) 134  5(1 

General  Account  (Trustee*' roll,  June,  1899) 3.333  33 

Police  Department  (Harsbal'a  roll,  Jane,  1399) 

Hatntenance  Account  (Pumping  Plant  roll,  June,  IbSKj 

Total 


1.S91  65 
I6G  66 


John  S.  Ruonellt  (aert Ices  General  Couoael,  June,  1699) 


HalvorsOD,  Richards  &  Co.  (Section  E,  June  IS,  1399) ..Sf  :i,4Sl  56 

Heldmaler  &  Keu  (Section  13,  Romeo  Hlgbway  Brldfce) a, 031  3*1 

McArthur  Broa.  Compan;  and  Winston  &  Co.  (Section  N— R.  R.  em- 
bankment)         XM  92 

The  A.,  T.  &  B.  P.  R7.  Co.  (Lemont  and  No.  5  Bridges  OTer  Desplaloes 

River) 23,989  en 

f  »4,795  6S 

Grand  total (63.191  93 

*  To  be  paid  br  warranta,  witb  Intereit  oonpons  attaohed,  drawn  aiaiust  Itio  Tax  LsTy  far  \Saf. 


Hr.  Carter,  Beoonded  b;  Mr.  Weat«r. 
moved  that  the  vouchers  aa  read  and 
ebown  above  be  approved  and  ordered 
paid. 

On  roU-call  the  vot«  stood:  Yeas— 
Hessra.  Boldenweck,  Bradeu,  Carter, 
Eckhart,  Jones,  Kellv.  Hallette,  Um^th 
and  Wenter — nine.    Maya — none. 


WKKKLt  RBPORT  ON  EMPLOTSS. 

The  Clerk  praaented  a.  report,  in  ac- 
cordance with  tbe  rules,  showing  the 
uuniber  of  persons  in  the  employ  of  the 
District  for  the  week  ending  June  24, 
18flS,  which  was  read  and  by  unanimous 


cODsent  was  ordered  printed  and  placed 
The  following  is 

THE  REPORT : 

"Chkaoo,  June  38, 1B99, 

To  Ihi  Simorabief  Iht  Board  0/  TnuUa  of  ITit 
SanHary  DUtrlet  of  Chicago; 

Oentlemen— I  beg  leave  to  report 
herewith  the  number  nf  employes  in 
each  department  for  the  week  ending 
June  21,  1899,  as  the  eaiae  have  been  re- 
ported to  me; 

Engineering  department 82 

Haintenanoe  account 9 

Clerical  department Q 

Law  department 8 


Jnoe  38,]  — 5i 

TreafliuT  department 1 

Pdicse  department 3S 

Oanenl 8 

Total  emplojea 148 

ReBpeotfuUy  submitted, 
(Signed)  Joseph  F.  Haas, 

Cieri." 


The  Clerk  preaeoted  a  report  from  the 
EngineerinK  Department  for  the  month 
of  Haj,  1899,  which,  bj  nnanunoua  con- 
Beat,  was  ordered  print«d  and  placed  on 
file. 

The  following  is 

THB  REPORT : 

"CmoAOO,  June  33, 1399. 


Obhtucurh — I  herewith  traoBmit  the 
report  of  the  EaKineering  Department 
for  the  month  of  May,  I^,  givinfj  the 
detailed  operatioDS  of  the  Heveral  divis- 
ions constituting  the  same. 

The  value  of  the  construction  work 
done  was  9166,167.18,  divided  as  fol- 
lows: Main  Channel,  $98,931.84;  bridges, 


Salaries,  9S,848.0T  ;  Bupplies.  etc., 
$4,001.81.  A.  capitalization  voucher  for 
$58,954.50,  to  the  C,  M.  &  N.  B.  R.  Co., 
was  also  issued  during  the  month. 

DIVISION  OF  CONSTitnCnON.' 

The  weather  during  the  month  was 
favorable  to  prog^ress  except  (or  a  num- 
ber of  heavy  rainstorms.  Bain  was  re- 
corded on  10  days,  and  the  temperature 
varied  from  40  degrees  to  82  degrees  Fah- 
renheit. 

Chicago  Biver  improwment— At  Adams 
Street,  310  cubic  yards  were  excavated 
for  trenches  for  concrete  struts  below  the 
grade  of  the  bottom  of  the  channel. 
The  work  in  the  cut  at  Jackson  Street 
was  continued  day  and  night  with  the 
exception  of  Sundays,  and  the  channel 
and  wall  excavation  was  completed  to 
ivithin  two  feet  of  the  grade  of  the  clian- 
nel  bottom.  Two  elevator  hoists  were 
ran  on  this  work  to  the  23rd  of  the 
month  and  three  were  run  thereafter. 
Qroond  was  broken  south  of  Jackson 
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Street  on  the  35th  and  about  860  cubic 
yards  were  taken  out  of  the  new  cnt. 
On  li)e  8rd,  ground  was  broken  south 
of  Van  BnreD  street  and  about  107  cable 
yards  of  material  were  taken  out. 

Pile  driving  for  the  tempMary  road* 
way  south  of  Jackson  Street  was  begun 
on  the  ITth  and  continued  throughout 
the  month.  Thirty- five  and  forty 
foot  piles  were  driven  as  far  south  as 
the  HetropoUlan  Elevated  Bailroad 
Company's  water  tunnel  would  per- 
mit.    Only   a  small    amount  of  timber 


in  as  the  work  advanced.  Some  time 
was  devoted  to  repairs  made  necessary 
by  the  settling  of  the  roadway  and 
ground  adjacent,  north  of  Jackson 
Street.  Timber  bracing  was  put  in  the 
coffer  dam  as  excavation  advanced  In 
the  cut  north  of  JaotsoQ  Street.  Some 
additional  filling  and  tamping  was  done 
in  the  dam  across  the  head  of  this  sec- 
tion. 

At  Adams  Street  concrete  was  laid  for 
the  struts  below  grade  of  channel  bot- 
tom, beginning  on  the  Sad  and  finishing 
on  the  13th.  Work  on  the  west  wall 
was  continued  and  concrete  for  same 
was  finished  on  the  3l8t.  Back-filling 
the  walls  at  Adams  Street  has  been  con- 
tinued during  the  month. 

The  driving  of  piles  to  support  the 
Alton  Bailroad  Company's  office  Wilding 
was  begun  on  the  0th;  carpenter  work 
was  b^n  on  the  9th  and  on  the  20th 
bousemovers  b^an  work.  Piles  were 
driven  along  the  north  wall  of  the  build- 
ing on  the  80th  and  81st.  Beginning  on 
the  9th  some  time  was  devoted  by  car- 
penters to  removing  the  diagon^  and 
extra  bracing  along  the  north  wall  of  the 
Adams  Street  section  to  permit  the  prog- 
.  rees  of  the  wall  work. 

On  the  29th  it  was  reported  that  the 
JibCkson  Street  Bridge  had  been  forced 
over  to  the  eastward  by  the  driving  of 
piles  west  of  center  pier,  which  necessi- 
tated the  hewing  of  the  timber  work  at 
the  east  abutment  to  allow  the  bridge  to 
awing  freely. 

The  average  number  of  men  employed 
by  the  contractors  on  this  work  was 
about  116  per  day,  including  Sundays. 
During  the  month  the  prices  of  the  vari- 
ous classes  of  work  on  the  By-pasa  were 
readjusted  andasupplementary  contract 
entered  into. 
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of  malGrial  were  remaTed  by  dredge  No. 
3,  which  wurked  46  Bhffte  of  8  houra 
each.  The  dredee  worked  between  ati 
Uone  fi8  and  liS+m. 

The  following  vouchers  were  issued  c 
Chicago  River  Improvement: 

Lydon  &   Drews  (reserve  per- 

centaRe) |10,000  00 

I^don  &DrewB  (Adams  Street 

By-pHsa) 6,987  i 

L;don  &  Drews  (By-pass). . . .  17,17«  04 
LydoD  &,  DrewB  (dredging). . . .  9,824  W 
Doleee&ShepardGo.(By-paBB)         60  40 

Section  "O"— The  new  P.,  C,  C.  i 
L.   tem^rary  bridices  were    com^c 
and  trains  began  running  on  them  on 
the  8rd  of  the  month. 

Considerable  work  was  done  repairing 
the  0.  J.  Ry.  Co.  and  the  C.  T.  T.  R.  B. 
Co.'s  temporary  bridges.  A,  T.  Witcox 
removed  the  appioech  spans  to  the  girder 
bridge.  The  removal  of  the  60-foot 
girders  from  the  site  of  the  eight-track 
bridge  was  continued  all  the  month  and 
nearly  completed  and  are  being  stored 
on  our  right  of  way  near  Robey  Street. 

The  following  vouchers  were  Issued  on 
theee  accounts: 

The  Harsh  &  Bingham  Co %  68  13 

Cantinentfll  Bolt  and  Iron  Works  29  4S 
Wealem  Union  Telegraph  Co. ...  8S4  66 

C.  T.  T.  R.  R.  Co ,..  100  00 

Geo.  M.  Hubs S9! 

The  superstructure  of  the  Southwest 
Boulevard  Bridge  was  entirely  completed 
on  May  11th.  Some  extra  stone  cutting 
was  doneon  the  abutments  of  this  bridge 
during  the  early  part  of  Ihe  month. 
The  macadamizing  of  the  approaches  to 
this  bridge  was  completed  on  the  tGth, 
and  on  the  same  day  the  bridge  was 
opened  to  traffic.  The  removal  of  the' 
Pontoon  bridge  was  begun  on  the  39th. 

The  following  vouchers  were  issued 
on  this  account: 

The  J.  G.  Wagner  Co |[B,000  00 

The  J.  G.  Wagner  Co.  (final). .     8.688  07 
Isham  Randolph  (paid  stone- 
cutters)        116  00 

The  contractors  for  the  eight'track 
bridge  continued  work  all  the  month 
with  a  scraper  force,  depositing  the  ma- 
terial on  both  sides  of  the  railroads  south 
of  the  channel ;  3.34S  cubic  yards  of 
material  were  vouchered  for  the  month. 
On  the  20th  these  contractors  began 
pulling  pUee  at  the  site  of  the  bridge. 
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but  after  pulling  eleven  tbeir  cnain 
broke,  which  necessitated  the  abandon- 
ment of  the  work.  At  the  begipniDsof 
the  month  a  steam  pnmp  waa  inatalled 
on  the  east  cofferdam  and  the  pit 
pumped  out.  The  cofierdams  proved  to 
be  water  tight,  but  the  back  pressure  on 
the  west  cofferdam  was  great  enough  to 
force  the  water  over  so  as  to  endanger 
the  stability  of  the  new  P.,  C.  C.  &.  St. 
L.  temporary  treetlee.  Water  was  again 
admitted  to  the  pit  and  it  waa  thought 
best  to  pump  out  that  pcxtion  of  Sectimi 
"O"  lying  west  of  the  Pan  Handle 
tracks.  On  the  ZOth  the  installation  of 
one  of  the  20-lnch  discharge  pumps  from 
Section  IS  was  begun. 

The  following  vouchers  were  issued  on 
this  account: 

The   Scherzer    Rolling    Lift 

Bridge  Company |    613  60 

The    Scberser    Rolling   Lift 

Bridge  Company 1,184  48 

Section  "  N" — Both  the  shovel  and  in- 
cline and  the  shovel  and  train  plants 
worked  during  the  entire  month  in  day 
shifts  only,  Thetotol  amount  vouchered 
on  this  account  was  3S,S09  cubic  yards, 
of  which  2,670  cubic  yards  were  de- 
posited in  the  Southweat  Boulevard. 
The  excavation  of  the  Eedzie  Avenue 
Temporary  Roadway  was  continued  all 
the  month. 

The  following  vouchers  were  issued  on 

Hayes    Bros,    et  al.    (reserve 

percentage) 115.000  00 

Hayes  Bros,  et  al. 2,668  66 

Hayes  Bros,  et  al 4,228  41 

The  CM.  &  N.  R.  R.  Co.'s  Bridge 
across  the  Main  Channel  was  entirely 
completed  on  May  Sth.  A  break  in  the 
south  abutment  of  this  bridge  was  ro- 
paired  and  completed  on  the  34tb. 

The  following  vouchers  were  issued 
on  this  account: 

Toledo  Bridge  Company  (fina1).93.000  00 

Isham  Randolph  (paid  account 

repairs) 16V  20 

Empire  Portland  Cement  Com- 
pany (repairs) 132  60 

Dolese  and  Shepard  Company 
(repairs) 48  60 

Isham  Randolph  (paid  account) 
repairs) 205  95 

Hayes  Bros,  (repairs) 14!6  01 

Winston  &  Co.  (repairs) 109  90 

The  vouchers  issued  on  acooont  of  the 
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C,  M.  &  K.  R.  R.  Co.'s  Bridge  across 
Kedzie  Avenue  are  as  follows: 

The  Kelly- Atkinson  Construc- 
tion uompany  (placing  of 
deck  and  painting) |   816  60 

Geo.  M.  Hubs  (moving  girders)      100  00 

A  voucher  covering  the  capitalization 
and  maintenance  of  the  C,  M.  &  N.  R. 
R.  Co.'s  Bridges  over  the  Main  Channel 
and  Kedzie  Avenue  was  issued  on  the 
18th,  which  amounted  to  $58,954.60. 

The  following  vouchers  were  issued 
on  account  of  the  Kedzie  Avenue  Bridge 
across  the  Main  Channel: 

The  King  Bridge  Company  (flnal)$350  00 
Chicago  Crushed  Stone  Company 

(stone  for  approaches) 79  65 

Hayes  Bros,  (repairing  sub-grade, 

etc.) 84  65 

The  A.,  T.  &8.  F.  Ry.  Co.'s  Bridge 
across  the  Main  Channel  on  this  section 
was  entirely  completed  on  the  11th,  and 
on  the  28rd  a  final  voucher  for  $17,573.45 
was  issued  to  the  Carnegie  Steel  Com- 
pany, Limited,  contractor  for  the  super- 
structure. 

Sections  *'  M  and  L  "—A  80-inch  pump 
from  Section  15  was  delivered  at  the 
east  end  of  Section  "M"  near  the  end 
of  the  month  to  be  installed  for  pump- 
ing out  Sections  *'M  and  L." 

Stetkm  *'jr"— On  the  19th,  20th  and 
21st,  Hayes  Bros,  had  a  force  of  men 
layinK  steel  on  the  temporary  trestles  for 
the  Ufse  of  the  Belt  Railway  Company. 
This  work  was  continued  by  the  raUroad 
company  from  the  26th  to  the  end  of  the 
month.  A  voucher  for  $449.80  was 
issued  to  Hayes  Bros,  for  labor  filling 
approaches  to  the  trestle. 

Section  **fl*' — A  wheelscraper  force 
excavated  the  west  end  of  this  section 
during  the  entire  month.  The  shovel 
and  incline  plant  worked  night  and  day 
shifts  from  the  8th  to  the  20th.  The 
incline  is  being  moved  to  the  south  side 
of  the  channel  on  Section  **G."  The 
material  vouchered  was  18,264  cubic 
yards  glacial  drift. 

The  following  vouchers  were  issued  on 
this  account: 

Gahan  &  Byrne  (construction 

of  dam) $      683  05 

Gahan  &  Byrne  (regular  work)  2,820  00 
(}ahan&  Byrne  (regular  work;    2,976  56 

Section  "6^' — A  pump  was  being  in- 
stalled on  this  section.  The  A.,  T.  &  S. 
F.  Ry.  Go.  had  a  large  force  during  the 


greater  part  of  the  month,  surfacing  up 
new  track  and  removing  old  track. 

Seetion  "^'— The  work  on  the  super- 
structure of  the  Lyons  and  Summit 
Road  Bridge  over  the  Main  Channel  was 
continued  during  the  entire  month,  the 
entire  iron  work  being  completed  on  the 
8l8t.  The  grading  of  the  approaches  to 
this  bridge  was  completed  on  the  22nd. 
A  final  voucher  for  $2,440.78  was  Issued 
on  the  16th  to  Mc Arthur  Bros.  Co.  and 
Winston  &  Co.,  account  substructure  of 
this  bridge. 

Section  **IP^ — Rock  excavation  was 
continued  by  traveling  derrick  to  the 
18th,  and  by  Peteler  car  plant  all  the 
month.  The  latter  plant  dumped  part 
of  the  time  in  the  slope  wall  and  part  of 
the  time  on  spoil  bank.  Laying  of  revet- 
ment wall  was  continued  idl  the  month. 
The  quantities  vouchered  on  this  account 
were  as  follows:  Solid  rock,  8,098  cubic 
yards;  revetment  wall,  6,798  cubic  yards. 

Some  work  was  done  filling  approaches 
to  the  Lyons  and  Summit  Road  Bridge 
across  the  Deeplaines  River,  but  was  not 
completed. 

On  the  18th  the  work  of  the  substruct- 
ure for  the  C.  T.  T.  R.  R.  Co.'s  Bridge 
over  the  Desplaines  River  was  taken  up 
again  and  was  abandoned  on  the  80th  on 
account  of  high  water. 

The  vouchers  issued  against  this  sec- 
tion are  as  follows: 

Halvorson,  Richards  &  Co.  (reg- 
ular work) $4,672  27 

C.  T.  T.  R.  R.  Co.  (C.  T.  T. 
temp.  Desplaines  Riv.) 115  84 

Section  ^~Work  of  repairing  pocket 
was  commenced  early  in  the  month  and 
continued  daily  without  interruption.  A 
force  of  12  to  18  men  was  employed  and 
one  derrick  used.  Excavation  was  com- 
pleted and  the  laying  of  masonry  com- 
menced on  the  25th.  Construction  of 
coffer  dam  by  force  account  was  begun 
on  the  18th  and  finished  on  the  21st. 

Section  i^— The  laying  of  masonry 
walls  for  roadway  for  the  Romeo  Road 
Bridge  across  the  Main  Channel  was  con- 
tinued during  the  month  and  400  cubic 
yards  were  vouchered  on  account  of 
same. 

The  vouchers  issued  on  account  of  this 
bridge  are  as  follows: 

Heldmaier  &  Neu 1,618  75 

Heldmaier  &  Neu 1,618  75 

Heldmaier  &  Neu 295  69 

Section  7^— The  pumping  plant  was 
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run  uninterruptedly  and  the  greater 
portion  of  the  time  both  pumps  were  in 
operation.  Some  minor  repairs  were 
made  on  No.  8  boiler.  The  elevation  of 
water  on  May  Slat  was  — 28,  being  1.8 
feet  above  grade. 

Section  IS^From  the  22nd  to  the  29th, 
inolusive,  a  force  varying  from  4  to  9 
men  was  engaged  in  removing  engines 
and  pumps  preparatory  to  installing 
same  on  Sections  **M"  and  **0."  The 
plant  was  loaded  on  fiat  cars  and  shipped 
on  the  29th  inst. 

The  regular  contract  of  Christie  & 
Lowe  for  Bear  Trap  Dam  was 
completed  on  the  SOtn;  work  was 
then  begun  by  force  account  on 
placing  the  side  shrouds  and  completing 
the  concrete  faces  of  abutments. 
Griffiths  &  McDermott  resumed  work 
near  the  end  of  the  month  on  the  adjust- 
ment of  gates  and  operating  mechanism 
and  the  clearing  out  of  the  dam  conduit. 

The  following  vouchers  were  issued 
on  account  of  this  dam: 

Christie^  Lowe $281  90 

American  Bridge  Works 83  06 

Section  i6--An  average  of  80  to  40 
laborers  in  conjunction  with  teams,  cars 
and  wagons  were  engaged  daily  in  exca- 
vating material  from  the  Tail  Race  and 
placing  the  same  in  embankment  and  on 
the  temporary  Wire  Mills  Road  and  ap- 
proaches to  the  Lockport  Road  Bridge. 
A  voucher  for  6,500  cubic  yards  of  ma- 
terial was  rendered,  which  amount  was 
removed  in  26  shifts,  an  average  of  250 
cubic  yards  per  shift. 

The  work  of  assembling  iron  for  the 
Lockport  Road  Bridge  continued  with  a 
traveler  in  use  and  a  force  of  10  bridge 
men  employed.  At  the  end  of  the 
month  the  three  bridge  spans  were  in 
position.  Riveting,  laying  of  bridge 
floor  and  painting  remain  to  be  done 
under  the  contract. 

Material  for  the  Wire  Mills  Road 
Bridge  was  delivered  and  is  on  the 
ground,  but  work  of  erection  was  not 
begun  during  the  month. 

Section  17 — Work  on  this  section  was 
carried  on  da'ily  and  a  portion  of  the 
time  was  done  at  night.  The  plant  used 
on  the  section  consisted  of  1  steam 
shovel,  2  locomotives,  2  incline  hoists,  1 
derrick,  7  drills,  1  and  5  yard  dump  cars 
and  2  steam  pumps. 

The  quantities  vouchered  on  this  ac- 
count are  as  follows:  Solid  rock,  16,700 
cubic  yards;  earth,  25,800  cubic  yards; 
tail  race  excavation,  1,900  cubic  yards; 


sinking  and  filling  cribbing,  1,000  cubic 
yards;  raising  tow-path  retaining  wall, 
300  cubic  yards;  raising  tow-path,  1,300 
cubic  yards.  The  money  amount 
vouchered  to  these  contractors  ia 
$19,884.87. 

Section  i^— Work  on  this  section  was 
prosecuted  in  various  places  where  it 
could  be  done  to  the  best  advantage  and 
as  the  urgency  of  the  case  demanded. 
The  box  drain  begun  in  April  was  prac- 
tically completed  on  the  24th.  A  vcfucher 
was  rendered  for  the  following:  Exca- 
vation, Head  I,  6,600  cubic  yards;  exca- 
vation. Head  II,  800  cubic  yards;  levee 
embankment,  8,800  cubic  yards;  con- 
struction of  conduit,  19%;  Box  Drain, 
Order  XII,  75% ;  rock,  intercepting  ditcn, 
2,050  cubic  yards;  earth,  intercepting 
ditch,  950  cubic  yards;  excavation  of 
dam  conduit,  1,000  cubic  yards;  extra 
concrete  for  conduit,  etc.,  160  cubic 
yards;  Illinois  and  Michigan  Canal  rip- 
rap, 1,000  cubic  yards.  The  money 
amount  vouchered  to  these  contractors 
is  $18,884.62. 

DIVISION  OP  DRAFTING  AND  DESIGNING 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Willow  Springs,  the  50-foot  scale  mspa 
of  the  Chicago  River  and  on  the  atlas  of 
the  right  of  way.  Work  was  also  done 
on  maps  to  be  used  in  constructing  the 
relief  map  of  the  Main  Channel;  a  map 
of  the  lower  Illinois  River  and  plans  for 
a  storage  building. 

The  following  drawings,  etc.  were 
made:  A  plat  of  the  Allen  lots  near 
Lockport;  atlas  of  right  of  way.  Will 
County,  with  descriptions;  atlas  of  right 
of  way,  Joliet,  with  descriptions;  plan 
for  tile  for  By- pass;  maps  for  Canal 
Commissioners;  20- foot  scale  map  for 
Pan  Handle  crossing;  copy  of  cross  sec- 
tions, Main  Channel  and  a  map  showing 
right  of  way  to  be  acquired  from  the  E., 
J.  &  E.  R.  R.  Co.  near  Joliet. 

Plans  for  the  permanent  bridge  of  C, 
R.  I.  &  P.  R.  R.  Co.  at  Joliet  were  com- 
pleted; some  work  was  done  on  the 
Stephens  Street  sub-way  at  Lemont; 
shop  plans  for  Jefferson  and  Cass  Street 
bridges  at  Joliet  were  checked  up  and 
approved,  as  were  afeo  the  plans  for  the 
Van  Buren  Street  approach.  Much  time 
was  given  to  the  completing  of  the 
Southwest  Boulevard  Bridge  and  to  the 
work  of  the  C.  T.  T.  R.  R.  Cc's  bridge 
across  the  Desplaines  River. 

Detail  work  has  been  carried  on  on  the 
plans  for  the  By-pass,  for  work  along 
the  Chicago  River,  for  the  Bear  Trap 
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Dam  and  for  the  work  through  Joliet. 
The  testing  of  sand  and  cement  for  use 
in  construction  work  was  continued,  as 
was  also  the  work  of  preparing  record 
photographs  and  the  maintenance  of 
water  gauges.  The  hydraulic  work  was 
carried  on  as  usual,  also  the  inspection 
of  the  Thirty-ninth  street  Conduit  and 
all  Sanitary  District  Construction  Work. 


DIVISION  OP  RECORDS. 

The  work  of  this  Division  has  been 
carried  on  in  the  usual  manner. 

I  estimate  the  expenses  of  this  De- 
partment for  the  month  of  June  (includ- 
ix^  capitalization  vouchers)  will  be 
1235,000.00. 

Respectfully  submitted, 

(Signed)  ISHAM  Randolph, 

Chief  Engineer.*' 


\ 
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CONSTRUCTION  CONTRACTS,  JUNE  1,  1899. 


Amount 
Paid  to  Bate. 

RBXAX»ING  TO  BE  BABMXD. 

REMAINING   TO  BE  PAID  ON  YOUOHSRS. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouchere. 

Total. 

$  864,411  64 

$  215,288  22 
418,051  91 
181,697  16i 
158,015  06, 
217,287  06 
890,849  56 
289,846  00 
893,102  51 
387,537  38; 
875,082  06 
677,951  25 
594,919  88 
484,259  40 
496,587  76 
917,885  81 

1,349,690  00{ 
940,975  86 
641,291  35 

1,058,638  66 
756,860  98 
742,193  37 
797,495  98: 

1.000,687  28 
819,494  30 

1,009,136  70 
841,571  9^ 
860,566  OS 
819,388  19 
931.457  10 
508,033  461 
36,502  98 

$167,488  71 
37,947  98 
48,721  56 

$    167,482  71 
87,947  98 
48,721  56 

$    15,586  60 

292  42 

10,796  67 

$88,937  82 

1,484  48 

19,238  41 

$  49,523  42 

419,778  81 

1,726  90 

211,717  14 

30,019  98 

158.015  06 

817,887  06 
290,849  56 
280,846  00 

81*9  82 
7,888  25 

819  32 
7,888  25 

•*••«.     «•■•• 

...) 

296,079  07 

•  .•••. •••••• 

22,882  57 

11,001  20 

1,918  84 

9,503  45 

28,888  57 

11,001  20 

1,918  34 

9,508  45 

2.976  56 

2,976  66 

387,701  88 

164  60 
84,108  88 
95,966  29 

164  60 

417,032  13 

7,846  75 
12,101  56 

41,960  18 

786,019  10 

106,067  85 

594,919  83 

484.259  40 

498.587  76 

917.886  81 

1,356,565  66 

6,179  88 

715  88 

6,895  66 

940,975  86 

841,291  35 

1.068,638  66 

*       ■•■■••■•■ 

755.860  92 

742,193  87 
797,495  98 

1,000.96*3  88 

9,942  66 

9,042  66 

815  00 

315  00 

819.484  30 

1,009,136  70 

841.871  92 

860,566  08 



819,388  19 

981,457  10 

562,038  46 

48,864  28 

"*  23.205*66 

23,205  00 

101,723  60 

298,258  60 

6,678  98 

5,143  18 
23.206  94 
10,505  94 
11,629  26 

2,218  12 
19,884  87 
18,834  62 

7,361  25 

195,957  71 

162,866  401      101.728  60 

63,938  68|     298,258  60 

235,489  15         6-67S  08 

43,091  31 

88,279  24 

24,840  56 

247.058  41 

11,629  26 

18,052  85 

18,052  85 

• 

$19,496  87 

71,040  20 

297,384  96 

6,852  54 

355,670  24 

19,495  87 
71,040  20 

297,384  96 
6,258  54 

355,670  84 

12,666  66 

12,666  66 
25,833  34. 

25,338  84 

147,932  56 

125,549  08 
58,737  64 

. 

4,288  22 

18,155  88 

221^54 

68,737  64 

159,629  55 

159,828  70 
14,415  4T 
43,095  08 

405  85 
100  00 

405  85 

14,515  47 

100  00 

43,095  06 

1 

250  00 

250  00 

79,468  06 

61,889  61 

17,572  46 

17,578  45 

167,292  50 

167,292  50 

109,110  70 

109,110  70; 

1 

t 

19,321  80 

19,381  80 

12,978  77 

18,830  88 

32,692  85 

50,673  38 

3,694  35 

1 
1 

147  95 

147  95 

38,092  86 

5,804  55 

5,804  55 

50,673  88 

8,743  10 

••• 

14,428  65 

160  00 

34,568  8u 

—4,968  03 

141  35 

14,488  65 

48  75 

48  75 

28,718  52 

22,718  58 
70,988  38 
26,574  06i 
20,977  89 
28,389  89 

160  00 
34,563  30 

78.365  41 

2-3KT  09 

2,877  09 
350  00 

26,924  06 

—4,968  03               .^V)  00 

20,977  39 

141  35^ 

1 

22,829  89 
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Amount 
Paid  to  Date. 

REMAimKa  TO  BE  EARNED. 

REHAINIKO  TO  BE  PAID  OH  TOUCHERS. 

Total. 

Main     < 
Channel. 

Bridjires. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

t        15,968  68 

%       15,968  6Sj 
15,717  9J 

1 

10,222  08i 
10,058  281 
41.964  62r 

18,477  69 

$    6,288  06 
4,254  92 
4,703  02 

$       6,282  06 
4,264  92 
4.703  02 

$     1,141  00 

$  1,618  75 

$  2,759  75 

10,2Stt  08 

10,058  28 

• 

41,964  62 

88,265  75 
45,627  25 

88,265  76' 
45,627  25 

1 

••••••*•••*• 

82.140  89 

^140  891 

$21,200,868  09 

$20,826,560  dSjj  $747,819  22 

11,085,326  08 

$1,838,146  15 

i 

*  $222,181  87 

$152,035  89 

$874,207  76 
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PtTItCHABKOFLAHD  SBOHB.,  J.  A  B.  RT.  CO. 

Hr.  Cart«r,  Chalrmtui,  presented,  and 
the  Clerk  read,  a  report  from  tbe  Joint 
Oommittee  on  Finance  and  Bngineering, 
eettlnft  forth  tbat  an  aEroement  haa  been 
reaohed  (or  the  purchase  of  oertain  lands 
•8  deacribed  in  the  report  and  raoom- 
mandiDK  that  the  Clerk  of  the  Dletriot 
be  authorised  and  directed  to  pay  on  the 
Touoher  of  tbe  Attome;  to  the  Elgin, 
Joliet  and  Eastern  Bailway  Company  in 
full  payment  for  said  lands,  the  sum  of 

8150  on  the  deliTery  of  a  good  and  auf- 
oleut  quitclaim  deed  aatiafactory  to 
the  Atttnney  of  the  Dlatriot. 

Hr.  Carter,  seconded  by  Hr.  Bmyth, 
moved  Uiat  the  report  be  adopted  and 
the  reoommendationB  contained  therein 
concurred  In. 

Od  roll-call  the  Tota  atood:  Yaaa — 
HMsra.  Boldenweck,  Carter,  Eckhart, 
Jonee,  Eelly,  Hallette,  Smyth  and  Wen- 
ter— eight.    Nays— none. 

Excused  and  not  voting — Hr.Braden — 


The  following  ie 

THE  BEPOBT: 
"ChioaSO,  June  ST,  1699. 
2b  thi  Honorable,  tiu  Board  ot    Irualtea 

of  the  Saniian/  JMtlrici  of  Ckieago: 

OeNTLBICBN— The  Joint  Committee  on 
Finance  and  Engineering  beg  leave  to 
report  that  an  agreement  nas  been 
reaohed  for  the  purchase  of  lands  here- 
inafter described,  for  the  corporate  pur- 
poaea  of  the  Uistciot,  with  the  Elgin, 
Joliet  A  Easl«rn  Railway  Company. 

Your  Committee,  therefore,  recom- 
meuilB  that  the  Clerk  of  the  District  be 
and  he  ie  hereby  authorised  and  directed 
to  pay,  on  Che  voucher  of  the  Attorney. 
thn  eiim  of  one  hundred  and  fifty  dollars 
($150.00)  to  the  said  Elgin,  Joliet  & 
Eafltem  Railway  Company,  on  the  do- 
livery  of  a  good  and  sufficient  quit 
claim  deed,  Batisfactorv  to  the  Attorney 
of  the  District,  for  the  following  de- 
ecrlbed  premises,  to- wit: 

All  that  part  of  the  soathweat  quarter 
of  Section  thirty-four  (S4},  Township 
thirty-six  (86)  North,  Range  ten  (10)  East 
of  the  Third  Principal  Meridian,  which 
lies  south  of  the  south  line  of  the  present 
right  of  way  of  the  Elgin,  Joliet  and 
Eastern  Railway,  detoribed  as  foUows: 

Beginning  at  a  point  In  the  south  line 
of  aud  Bonthweet  quarter  eleven  hun- 
dred and  forty-nine  and  seveotytwo 


hundredtha  (1140.78)   feet  < 
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southwest  corner  of  said  soathwest  quar- 
ter, said  point  being  tbe  intersection  of 
south  line  of  said  southwest  quarter  with 
the  west  bank  of  Deeplaines  River; 
thence  north  along  said  river  bank  five 
hundred  and  seventy -four  and  two- 
tenths  (574.B)  feet  to  its  intersection  with 
the  former  south  line  ot  the  right  of 
way  of  the  Joliet,  Aurora  &  Northern 
R^way;  thenoe  east  on  a  normal 
Hue  to  the  center  thread  of  the 
Desplainee  River;  thence  nortlierlj 
along  the  center  thread  to  its  intersec- 
tion with  a  normal  line  drawn  from  a 
point  in  the  west  right  of  way  line  of 
the  Chioaigo,  Santa  Fe  and  California 
Railway,  nineteen  hundred  and  ninety- 
five  (IHS)  feet  distant  from  the  north 
line  ot  said  southwest  quarter  measured 
along  saldweet  right  of  way  line;  tbence 
east  along  said  line  to  its  intersection 
with  the  west  right  of  way  line;  thence 
sootberly  along  said  west  right  of  way 
line  to  the  south  line  of  said  southwest 
quarter;  thenoe  west  along  the  south 
line  of  said  southwest  quarter  to  the 
point  of  beginning. 

Also  the  right  in  perpetuity  to  the 
Sanitary  District  of  Chicago  to  cause 
water  to  flow  over  and  across  the  "right 
of  way"  of  the  party  of  the  first  part, 
between  tbe  piers  or  abutments  located 
on  said  right  of  way,  between  the  piers 
located  at  a  point  seven  hundred  and 
fifty-six  (756)  feet  measured  in  a  north- 
westerly direction  along  the  center  line 
of  the  main  track  of  the  saidraiiway  com- 
pany from  a  point  where  the  east  and 
weet  township  line  between  the  Town- 
ships of  Joliet  anil  Lockport  crosses  the 
said  center  line  and  the  pier  of  abutment 
located  eleven  hundred  and  fifty  (1150) 
feet  northwesterly  from  the  pier  first 
herein  desoiibed,  measured  along  itae 
center  of  the  main  track  of  the  said  rail- 
way company;  all  ot  said  right  of  way 
between  the  said  piers  being  in  Section 
thirty-four  (84)  hereinabove  described. 

Baid  land  being  situat«  in  the  County 
ot  Will  and  Slate  of  Illinois. 

Respectfully  submitted, 
(Slensd)  Z.  R.  Cahthr, 

Clinirman. 
tb1wa3  a.  svktu, 
Kr»nk  Wester, 

J.    P.    MiLLBTTE, 
B.    A.    ECKDIET. 

Ai,B.\.  J.  Jo.ies, 

Wa.    BOLDBNWBOK, 

Joint   Commlttfi  on    Financt   arid   Bngittar- 
ing," 
(Acoompanied  by  plat). 
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PAYMENT  FOE  CERTAIN  PROPEETY  IN 
ACCOEDANCB  WITH  COUBT  DECREE  IN 
THE  CASE  OF  DISTRICT  VS.  ALANSON 
SWEET,  ET  AL. 

Mr.  Garter,  Ghftirman,  presented,  and 
the  Clerk  read,  a  report  irom  the  Joint 
Gommittee  on  Finance  and  Ensineering 
setting  forth  that  a  verdict  has  been  ren- 
dered and  decree  entered  by  the  court  in 
the  condemnation  proceedings  entitled 
*<The  Sanitary  District  of  Chicago  ts. 
Alanson  Sweet,  et  al,"  and  recommend- 
ing that  the  Qerk  of  the  District  be  di- 
rected to  pay  on  the  voucher  of  the  At- 
torney to  the  County  Treasurer  of  Will 
County,  or  the  yarious  persons  respec- 
tively named,  certain  sums  as  set  forth 
in  the  report  in  full  i>ayment  for  certain 
lands  and  in  full  satisfaction  of  the  ver- 
dict of  the  jury  in  said  case,  all  as  set 
forth  in  the  report. 

Mr.  Carter,  seconded  by  Mr«  Smyth, 
moved  that  the  report  he  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter— nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

'*Chicaoo,  June  27, 1809. 

To  the  Sotiorable  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Obmtlbubn— The  Joint  Committee  on 
Finance  and  Engineering  herewith  re- 
spectfully reports  that  a  verdict  has  been 
rendered  by  the  jury  which  was  empan- 
elled to  ascertain  and  award  the  just 
compensation  to  persons  whose  property 
was  included  in  the  condemnation  pro- 
ceedings begun  by  the  District  in  Will 
County  in  the  case  entitled  **The  Sani- 
tary District  of  Chicago  vs.  Alanson 
Sweet,  et  al,'  and  the  decree  entered  in 
accordance  with  said  verdict.  The  said 
verdict  of  the  jury  and  decree  entered 
thereupon  for  the  taking  of  the  prop- 
ertv  hereinabove  referred  to  being  as 
follows: 

To  John  T.  White,  or  the  County 
Treasurer  of  Will  County,  compensation 
was  awarded  in  the  sum  of  three  hun- 
dred and  twenty-five  dollars  ($825.00)  for 
tbe  taking  of  the  premises  hereinafter 
described. 

To  Addle  Eliza  House,or  to  the  County 


Treasurer  of  Will  County,  compensation 
was  awarded  in  the  sum  of  one  hundred 
dollars  ($100.00)  for  the  taking  of  the 
premises  hereinafter  described. 

To  Amanda  D.  Higgins,  or  to  the 
County  Treasurer  of  Will  County,  com- 
pensation was  awardad  in  the  sum  of 
seventy  five  dollars  ($75.00)  for  the  taking 
of  the  premises  hereinafter  described. 

To  John  T.  Donahoe,  or  to  the  County 
Treasurer  of  Will  County,  compensa- 
tion was  awarded  in  the  sum  of  three 
hundred  and  twenty-five  dollars  ($895.00) 
for  the  taking  of  the  premises  herein- 
after described. 

To  Arthur  J.  Catoo,  Carrie  Williams, 
John  Deane  Towne  and  Norman  Towne« 
or  to  the  County  Treasurer  of  Will 
County,  compensation  was  awarded  in 
the  sum  of  eighty- five  dollars  ($86.00)  for 
the  taking  of  the  premises  hereinafter  de- 
scribed. 

To  Samuel  S.  Parks  and  James  G.  El- 
wood,  or  to  the  County  Treasurer  of  Will 
County,  compensation  was  awarded  in 
the  sum  of  five  hundred  dollars  ($500.00) 
for  the  taking  of  the  premises  herein- 
after described. 

To  John  E.  Bush,  or  to  the  County 
Trea8i|rer  of  Will  County,  compensation 
was  awarded  in  the  sum  of  tnree  hun- 
dred dollars  ($800.00)  for  the  taking  of 
the  property  hereinafter  described. 

To  James  B.  Sneer,  or  to  the  County 
Treasurer  of  Will  County,  compensation 
was  awarded  in  the  sum  of  seven  hun- 
dred dollars  ($700.00)  for  the  taking  of 
the  premises  hereinafter  described. 

Your  Joint  Committee,  therefore,  rec- 
ommends that  the  Clerk  of  the  District 
be  and  is  hereby  authorized  and  directed 
to  pay  on  the  voucher  of  the  Attorney  to 
the  Treasurer  of  Will  County  or  to  John 
T.  White  in  full  payment  and  in  full  sat- 
isfaction of  the  verdict  of  Uie  jury  in  the 
case  of  the  Sanitary  District  of  Chicago 
vs.  Alanson  Sweet  et  al.,  and  the  judg- 
ment  of  said  court  thereon  for  the  prem- 
ises taken  the  sum  of  three  hundred  and 
twenty-five  dollars  ($826.00)  for  the  fol- 
lowiog  described  premises,  to-wit: 

That  nart  of  Lot  four  (4),  Block  one 
hundred  and  thirty-eight.  School  Section 
Addition  to  Joliet,  which  lies  east  of  the 
tow  path  of  the  Illinois  &  Michigan 
Canal; 

Lot  two  (2),  Block  one  hundred  and 
thirty  nine  (IBO),  School  Section  Addi- 
tion to  Joliet; 

Lot  four  (4),  Block  one  hundred  and 


Lot  one  (1),  Block  one  hundred  aad 
fortj  (140),  School  Section  Addition  to 
Jollet. 

To  the  Gonnt7  Treasurer  of  Will 
Countj,  or  to  Addle  Eliia  House,  in  fnll 
payment  and  in  full  satisfaction  of  the 
verdict  of  the  jury  in  the  case  of  The 
Banitary  Diatriot  of  Chicago  vs.  Aianson 
Sweet,  et  k1,  and  the  judgment  of  the 
mid  court  thereon,  of  the  sum  of  one 
hundred  dollars  (flOO)  for  the  taking  of 
the  following  dcaoribed  premieee,  to-wit: 

Lot  three  (8),  Block  one  hundred  and 
thirtjr-nfne  (189),  School  Section  Addi- 
tion to  JoUet. 

To  the  County  Treasurer  of  Will 
County,  or  to  Amanda  D.  EigginH,  in 
full  payment  and  In  full  satisfaction  of 
the  verdict  of  the  jury  in  the  case  of  The 
Sanitary  District  of  Chicago  vs.  Aianson 


Lot  one  (1),  Block  one  hundred  and 
thirty-nioA  llSB),  School  Section  Addi- 
tion to  Joliet. 

To  the  County  Treasurer  ot  Will 
Cktunty,  oi  to  John  T.  Donahoe,  in  full 
payment  and  in  fnll  satisfaction  of  the 
verdict  of  the  jury  in  the  case  of  The 
Sanitary  District  of  Chicago  vs.  Aianson 
Sweet,  et  al,  and  the  judgment  of  the 
court  thereon,  the  sum  of  three  hundred 
and  twenty-five  dollars  (9836),  for  the 
taking  of  the  following  described 
premises: 

That  part  of  Lot  seven  (7),  Block  one 
hundred  and  thirty-four  (184),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Cuial; 

That  part  of  Lot  five  (S),  Block  one 
hundred  and  thirty-four  (184),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Canal; 

That  part  of  Lot  eight  (8)  Blook  one 
hundred  and  thirty- four  (184),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Canal; 

That  part  of  Lot  four  (4),  Block  one 
hundred  and  thirty-four  (164),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Canal. 

To  the  County  Treasurer  of  Will  Coun- 


ty, or  to  Arthnr  J.  Caton,  Carrie  Wil- 
ibms,  John  Deane  Towne  and  Norman 
Towne,  in  full  payment  and  in  full  satis- 
faction  of  the  verdict  of  tlie  jury  in  the 
case  of  The  Sanitary  DiBtrict  of  Chicago 
vs.  AlAn son  Sweet,  etal.,  and  the  judg- 
ment of  said  court  thereon,  the  sum  of 
eighty-ave  dollom  (tSB.OO)  for  the  taking 
of  the  following  described  premises, 
to- wit: 

Lot  two  (3),  Blook  one  hundred  and 
forty  (140),  School  Section  Addition  to 
Joliet; 

All  that  put  of  Ijot  one  (I),  Block  one 
hundred  and  thirty-eight  (I3S),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Clanal. 

To  the  County  Treasurer  of  Will  Coun- 
ty, or  to  Samuel  S.  Parku  and  James  O. 
Btwood,  In  full  payment  and  in  full 
satisfaction  of  the  verdict  of  the  jury  in 
the  case  of  the  Sanitary  District  of  Clil- 
oago  vs.  Aianson  Sweet  et  al.  and  the 
judttment  of  the  court  thereon,  the  Hom 
of  five  hundred  dollars  ($600.00)  tor  the 
taking  of  the  following  deecribed  prem- 
isee,  to- wit : 

Lot  three  (8),  Block  one  hundred  and 
thirty-three  (183),  School  Section  Addi- 
tion to  Joliet; 

Lot  four  (4),  Block  one  hundred  and 
thirty-three  (138),  School  Section  Addi- 
tion to  Joliet; 

Lot  one  (1).  Block  one  hundred  and 
thirty-three  (188),  School  Section  Addi- 
Uon  to  Joliet; 

Lot  two  (3),  Block  one  hundred  and 
thirty-three  (188),  School  Section  Addi- 
tion to  Joliet; 

That  part  of  Lot  ooe{l),  Block  ninety- 
seven  (07),  School  Section  Addition  lo 
Joliet,  which  lies  east  of  the  tow  path  of 
the  Illinois  and  Mlchig&n  Canal; 

That  part  of  Lot  two  (3),  Block  ninety- 
seven  (97),  School,  Section  Addition  lo 
Joliet,  which  lies  east  of  the  tow  path 
of  the  Illinois  and  Michigan  Canal; 

To  the  Connty  Treasurer  of  Will 
County,  or  to  John  E.  Bush,  in  full  pay- 
ment and  in  full  satisfAction  of  the  ver- 
dict of  the  jury  in  the  case  of  The  Sani- 
tary District  of  Chicago  va.  Alanaon 
Sweet  et  al.,  and  the  juJfjment  of  eaid 
court  entered  thereon,  the  sum  of  three 
hundred  dollars  (fSOO.OO),  tor  the  taking 
of  the  following  described  premiaea,  to- 
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School  Section  Addition  to  Joliet,  which 
lies  east  of  the  tow  path  of  the  Illinois 
and  Michiaan  Canal; 

That  part  of  Lot  eight  (8),  Block  one 
hundred  and  twenty- four  (124),  School 
Section  Addition  to  Joliet,  which  Jies 
east  of  the  tow  path  of  the  Illinois  and 
Michifi^an  Canal; 

That  part  of  Lot  five  (5),  Block  one 
hundred  and  twenty-four  (124),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Canal; 

That  part  of  Lot  four  (4),  Block  one 
hundred  and  twenty- four  (124),  School 
Section  Addition  to  Joliet,  which  lies 
east  of  the  tow  path  of  the  Illinois  and 
Michigan  Canal; 

.  To  the  County  Treasurer  of  Will 
County,  or  to  James  B.  Speer,  in  full 
payment  and  in  full  satisfaction  of  the 
verdict  of  the  jury  in  the  case  of  the 
Sanitary  District  of  Chicago  vs.  Alanson 
Sweet  et  al.,  and  the  judgment  of  said 
court  thereon,  the  sum  of  seven  hundred 
dollars  (1700.00)  for  the  taking  of  the 
following  described  premises,  to-  wit: 

That  part  of  Lot  five  (5),  Block  one 
hundred  and  seventeen  (117)  School  Sec- 
tion Addition  to  Joliet,  which  lies  east 
of  the  tow  path  of  the  Illinois  and  Mich- 
igan Canal; 

That  part  of  Lot  one  (1),  Block  one 
hundred  and  seventeen  (117),  School  Sec- 
tion Addition  to  Joliet,  which  lies  east  of 
the  tow  path  of  the  Ulinois  and  Michi- 
gan Canal; 

That  part  of  Lot  four  (4),  Block  one 
hundred  and  seventeen  (117),  School  Sec- 
tion Addition  to  Joliet,  which  lies  east 
of  the  tow  path  of  the  Illinois  and  Mich- 
igan Canal; 

That  part  of  Lot  five  (5),  Block  one 
hundred  and  seven  (107),  School  Sec- 
tion Addition  to  Joliet,  which  lies  east 
of  the  tow  path  of  the  Illinois  and  Mich- 
igan Canal; 


That  part  of  Lot  six 
hundred  and  seven  (107), 
Addition  to  Joliet,  which 
tow  path  of  the  Illinois 
Canal; 

That  part  of  Lot  four 
hundred  and  seven  (107), 
Addition  to  Joliet,  which 
tow  path  of  the  Illinois 
Canal; 

That  part  of  Lot  one  (1),  Block  one 
hundred  and  seven  (107),  School  Section 
Addition  to  Joliet,  which  lies  east  of  the 


(6),  Block  one 
School  Section 
lies  east  of  the 
and  Michigan 

(4),  Block  one 
School  Section 
lies  east  of  the 

and  Michigan 


tow  path  of  the  Illinois  and  Michigan 
Canal. 

All  of  said  above  described  premises 
lying  and  being  situated  in  the  City  of 
Joliet,  County  of  Will  and  State  of  Illi- 
nois. 

Attached  hereto  is  a  copy  of  the  de- 
cree in  the  case  hereinabove  referred  to. 

Respectfully  submitted, 
(Signed)  Z.  R.  Cartbb, 

Chairman. 
Thomas  A.  Bmtth, 
FBA19K  Wh^tbb, 
Thomas  Kbllt, 
Jos.  G.  Bradbk, 

B.   A.   ECKHABT, 

J.  P.  Mallettb, 
Alex.  J.  Jones, 
Wm.  Boldbnweck, 

Joint  Committee  on  Finance  and  Engineering.*'* 
(Accompanied  by  copy  of  decree.) 

RBPORT  IN  REFERENCE  TO  AGREEMENT 
WITH  CITY  OP  CHICAGO  FOR  MAINTE- 
NANCE OF  PUMPING  STATION  SOUTH 
OF  SEVENTY-FIFTH  STREET. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  transmitting  form 
of  proposed  agreement  with  the  City  of 
Chicago  whereby  the  District  is  required 
to  maintain  until  the  first  day  of  Jan- 
uary, 1905,  the  pumping  station  south 
of  Seventy-fifth  Street,  to  be  erected 
for  the  accommodation  of  the  proposed 
new  sewerage  district,  the  report  recom- 
mending that  the  agreement  herewith 
submitted  be  adopted  by  the  Board  and 
the  President  and  the  Clerk  authorized 
and  directed  to  execute  the  same  on  be- 
half of  the  Sanitary  District. 

Mr.  Smyth,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter— nine.    Nays — ^none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT. 

''Chicago,  June  14, 1809. 

lo  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen — Your  Committed  on  En- 
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gineering,  bavlBK  had  nsder  ooiuidera- 
lion  the  proposed  new  sewerage  district, 
oomprlaiiig  the  territory  within  the  Scuii- 
tWT  DiBtriol  of  Ghioago,  south  ot  Ber- 
eatj'flfth  Street  and  north  of  Eighty- 
seTentii  Street,  which  the  neoeesily  of  a 


age  Channel,  respeaCfnllj'  report  that, 
after  seveta)  oonferanoee  with  the  Snb- 
Oommittee  ot  the  Finanoe  Committee 
of  the  Ci^  of  Chicago  and  with  the 
Honorable  L.  E.  UcOanD,  Commlaeioner 
of  Pn>>!io  Works  cf  the  atj  of  Chicago, 
regarding  snoh  a  i^an  for  the  solution  of 
this  qneetiOB  as  will  afford  the  relief 
which  (ba  tazpayeri  of  this  portion  of 
the  Sanitary  DiBtriot  in  equity  have  a 
right  to  denund,  an  agreement  has  t)een 
reaped  with  said  Sub-Committee  satis- 
(aotory  to  all  interests  involved. 


until  the  flrst  day  of  JaDuaiTi  1005,  the 

Snmplng  statioo  sonUi  of  Seventy-fifth 
treet  to  be  erected  for  the  accommoda- 
tion of  the  propoMd  new  sewerage  dis- 
trict. While,  In  the  abstract,  tliere  is  no 
reason  why  this  burden  of  expense 
riunld  be  bocne  by  the  Sanitary  District 
of  Oiioago,  yet  in  order  to  meet  tlie 
equitable  demands  for  relief  wtiich  have 
l)een  made  by  the  Sanitary  District  tax* 
payers  Id  this  portion  ot  the  olty,  yonr 
CoinmitiM  beli4ve«  that  this  action  wiU 
be  commended  by  all  citiaens  of  the  Dis- 
trict who  expect  the  consummatioa  of 
our  work  to  result  in  the  cardinal  ob- 
ject of  t>H  Diatrict'B  organization— a 
pure  water  supply. 

Your  Goounittee,  therefore,  reeom- 
mends  tliat  the  agreiement  tierewith  8nt>- 
mitted,  between  the  Sanitary  DUtrict  of 
Chicago  and  the  d^  of  Chicago,  be 
ad(»tea  by  yonr  Honorable  Body  and 
the  President  and  Clerk  of  the  District 
antlicrized  (o  execute  the  same  on 
behalf  of  the  Sanitary  District  of  Chi- 
cago: 

Respectfully  submitted, 

Thohas  a.  Skytb, 
Chairman. 
Z.  R,  G&RTKB. 
Joe.  C.  Briden, 
Wh.  Boldbnwbck. 
Krahk  Wentkr, 
auex.  3.  johbs, 
OommJUee  on  At(r<n««riNfr-" 


RBPOBT  IN  BEFERBNCB  TO  FINAL  FAT- 
MBNT  OK  CONTKACT  FOR  SUPKRaTItUC- 
TURB  OP  A.,  T.  A  8.  F.  BHiDQK  ACROSS 
UAIN  CHANNEL  ON  SECTION  8. 

Hr.  Smyth,  Chairman,  pteeented.  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  the  final  certificate 
ot  the  Chief  Boglneer  as  to  tbe  comple- 
tion of  the  work  on  the  contract  with 
the  Carnegie  Steel  Company,  Ltd.,  for 
tbe  superstructure  of  the  A.,  T.  &  S.  F. 
BridKe  across  the  Main  Channel  on  Sec- 
tion 8;  the  report  recommending  that  the 
sum  of  f  19,000  be  withheld  by  the  Dis- 
trict and  charged  against  the  account  of 
the  said  Carnegie  Steel  Company,  Ltd., 
on  account  of  delinijuency  iii  tbe  comple- 
tion of  the  work  within  tbe  time  speci- 
fied in  said  contract,  and  furtlier  recom- 
ng. 


the  execution  of  a  proper  receipt  releas- 
ing the  District  from  all  claims  and  de- 
mands ot  whatsoever  klod  or  nature 
arising  under  said  contract 

Ur.  Smyth,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  ami 
the  recommend  itioQS  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeae — 
Uesers.  Boldenweck,  Garter,  Ek^khart, 
Jones,  Kelly,  Hallette,  Smyth  and  Wen- 
ter — eight.     Nays — Hr.  Braden — one. 

Hr.  Braden  explained  bit  vote,  that  as 
the  Sanitarv  District  was  not  a  loser  by 
the  delay  he  was  not  in  favor  of  de- 
ducUng  the  |19,000  as  it  will  only  result 
in  a  law  suit. 

Upon  this  result  tbe  President  declared 
the  motion  carried. 

The  following  is 

TUB  RBPOBT: 

"Chicago,  June  S6,  1699, 
To  Oit  IfanorabU,  the  Board  i,/  Tnislm  of 
tlu  Sanitary  Diilriclo/  Chicagv 

Gkntlembn— The  Committee  on  Engi- 
neering desires  to  report  tliat  the  com- 
mittee has  had  under  couiideration  the 
final  certificate  of  the  Chief  Engineer  of 
tbe  District  in  favor  of  the  Carnegie 
Steel  Company,  Limited,  tor  the  work 
done  by  it  under  its  contrnct  with  the 
District  dated  May  81,  A.  D.  1893.  for 
tbe  superstructure  of  the  Atchison, 
Topeka  &  Santa  Fe  Railway  Bridge 
across  the  Main  Channel  on  Contract 
Section  eight  ((<},  at  Lemont;  and  that 
the  Committee  has  fully  considered  the 
subject  matter  of  said  final  certificate 
and  advises  the  Board  of  Trusteee  aa 
follows: 
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That  it  appears  from  the  Beveral 
amounts  set  forth  on  said  final  oertifloate 
Uiat  the  total  amount  unpaid  to  said  oom- 
pany  upon  the  oontraot  for  said  work  is 
thirty  thousand  seven  hundred  and  six^- 
eight  and  forty  hundredths  dollars  (f  80,- 
7^.40).  There  is  a  clause,  however,  in 
the  contract  above  mentioned,  providing 
that  said  company  shall  pay,  as  liqui- 
dated damages,  one  hundred  dollars 
($100)  per  day  for  each  day  beyond  the 
time  specified  in  the  contract  within 
which  the  work  provided  was  to  be 
completed.  The  time  set  for  completion 
was  the  1st  day  of  November,  A.  D. 
18tt8;  the  acceptance  of  the  bridge  by  the 
inspectors  bears  date  May  18tli,  A.  D. 
1809.  Under  the  terms  of  the  contract 
there  is,  therefore,  a  delinquency  of  one 
hundred  and  ninety -eight  (198)  days  on 
the  part  of  the  contractors  in  the  com- 
pletion of  the  work  within  the  time 
specified.  The  Engineer,  however,  has 
remitted  eight  (8)  days  of  this  time  and 
has  computed  that  the  amount  of  for- 
feiture for  delinquency  equals  the  sum 
of  nineteen  thousand  dolliws(f  19,000.00). 

In  view  of  all  the  circumstances  in 
connection  with  the  matter,  the  Com- 
mittee recommends  that  the  said  sum 
of  nineteen  thousand  dollars  ($19,000.00) 
be  withheld  by  the  District  and  charged 
against  the  account  of  the  said  Carnegie 
Steel  Company,  Ltd.,  and  deducted  from 
the  amount  remaining  unpaid  as  afore- 
said, and  that  the  balance  thereafter  re- 
maining, to-wit,  eleven  thousand  seven 
hundred  and  sixty-eight  dollars  and 
forty  cents  ($11,768.40),  be  paid  to  said 
Carnegie  Steel  Company,  Ltd.,  in  the 
usual  form  in  which  payments  are 
made,  upon  said  company's  executing  a 
proper  receipt  in  favor  of  the  District 
releasing  the  District  from  all  claims 
and  demands  of  whatsoever  kind  or  na- 
ture arising  under  said  contract. 

Respectfully  submitted, 
(Signed)  Thomas  A.  Smtth, 

Chairman, 
J.  P.  Mallbttb, 
b.  a.  eckhart, 
Thomas  Kellt, 
Frank  WBirrER, 
Wm.  Boldenwsck, 
Alex.  J.  Jones, 
Committee  on,  Engineering,^^ 
(Accompanied  by  final  certificate). 


The  following  is 

THE  FINAL  OBRTIFICATB  OF  THS  CHIEF 

ENGINBBB: 

"Chxuoo,  June  96, 1800. 

To  (^  RonorahU^  the  Board  of  Tmsteet  of 
the  Sanitary  J)iitrict  of  Chicago: 

GsRTLSXUi— I  hereby  certify  that  the 
Ounegle  Steel  Company,  Ltd.,  has  com- 
pleted all  of  the  work  covered  by  its 
contract  dated  May  81,  1808,  for  the 
superstructure  of  the  bridge  of  the  A«, 
T.  &  S.  F.  Ry.  Co.  aoroes  the  Main  Chan- 
nel on  Contract  Section  8,  at  Lemont,  to 
the  f  uU  satisfaction  of  the  Chief  Engi- 
neer and  in  accordance  with  the  terms 
of  the  said  contract  with  the  Sanitary 
District,  except  that'the  said  company 
is  subject  to  a  forfeiture,  under  the 
terms  of  the  contract,  of  $100  per  day 
for  190  days  delay  beyond  the  1st  day  of 
November,  1898.  This  certificate  is  given 
subject  to  any  unaccrued  or  unmatured 
obligations  imposed  hj  the  contract. 

The  following  is  a  statement  covering 
same: 

Contract  price  for  Buperstmoliire  com- 
plete  f76,185  00 

Extra  material,  11,646  Iba.  steel  at  $8.66      894  40 

Total «7«,4?9  40 

Less  amount  paid  on  previonB  eetlmate  46,711  00 

Amount  unpaid $80,768  40 

Leas  amount  of  forfeit  for  deUaquenoy  19,000  00 

Amount  due  and  impaid. .....S11.788  40 


Note— By  the  terms  of  its  contract 
(see  Clause  118),  this  company  agrees  to 
forfeit  $100.00  per  day  for  each  day  after 
November  1,  1898,  tnat  it  is  delinquent 
in  the  completion  of  its  contract,  The 
acceptance  of  the  bridge  by  the  Inspec- 
tors bears  date  of  Mav  18,  1899,  which 
makes  the  company  198  days  delinquent, 
to  cover  any  reasonable  claim  of  delay 
on  account  of  acts  or  omissions  of  thu 
District  or  its  agents,  I  have  remitted 
eight  days,  leaving  a  liability  to  the  for- 
feituie  of  $19,000.00. 

Respectfully  submitted. 

(Signed.)  ISHAM  Randolph, 

Chief  Engineer:*^ 

PATMBNT  OF  MATURING  BONDS  AND 
INTERBST. 

Mr.  Carter  presented,  and  seconded  by 


"OfdeTed,  That  the  Clerk  of  the  Sant- 
tar;  District  of  Chicago  be,and  he  hereby 
is, instructed  to  draw  a  warrant,  pajable 
to  the  order  of  the  Treaaurer  of  tne  Dis- 
trict for  the  sum ,  of  three  hundred  and 
iieveiity<Bix  thousand  five  hundred  and 
fifty-six  dollars  (|376,G&6),  to  be  used  by 
said  Treasurer  in  the  payment  of  the 
principal  and  interest  of  bonds  maturing 
on  the  first  day  of  July,  1S99,  ae  follows: 

Third  issue.  iM  bond*  (attb 

linypiient) 1150,000 

SecoDd  Isaine,  six  moDtha  In- 
tareat  on  f2,350,000  at  Sve 
per  cent ^ »6,3o0 

Third  Issue,  six  month*  In- 
terest on  tS,400,OUO  at  flTB 
percent 60,000 

Fourth  iEsue,  stxmoDtbs  Id- 
teresl  on  ^3,200,000  at  tour 
and  one-half  percent 72,U00 

Fifth  issue,  all  months  In- 
torest  on  »«0,000  at  tour 
and  one-hair  per  eenL 15,300 

SIslh  isi^uG.  s\i  months  Id- 
lureat  on  fT^.OOO  at  four 
and  one-hslf  percent. 16,800 

BeTentb  Issue,  six  months  in- 
torest  im  *a00,000  at  three 
and  una-bnir  per  cent 3,500 

Elgblh  iBBUG,  six  monthi  In- 
terest on  ^I'JO.OOO  at  three 
and  one-tialf  per  cent  (lesa 

oneday) 8,306 

Total  interest (338,558 

Urand  T.Hal fSrfl.BSfl" 

On  roll-call  on  the  motion  for  the 
adoption  of  the  order  the  vote  stood: 
Yeae  —  Messrs.  Boldenweck,  Braden, 
Carter,  Eckliart,  Jones,  Kelly,  Malletle, 
Smyth  audWenter — nine.    Nays — none. 

Upon  this  result  the  President  declarad 
the  motion  carried. 


OF    RBHTAL    UNDEK     AGREE- 
MENT WITH  CelCAClO  AND  ALTON  RAIL- 
ROAD   COMPANY    POU    BY-1"ASS    ALONG 
CHICAGO  RITBR. 
Mr.   Carter   presented,   and   seconded 

by    Mr,    Kelly,  mored  the  adoption  of 

ths  following 

ORDEH: 

"Oi-cter«i,ThattliePreBident  and  Clerb 
of  the  District  be  and  they  are  hereby 
authorized  and  directed  to  pay  on  the 
voucher  of  the  Attorney  to  the  Chicago 
&  Alton  Railroad  Company  the  sum  of 
fifty- eight  and  thirty- four  one-hun- 
dredths  dollars,  said  amouut  being  ths 
annual  payment  of  rent  due  for  the 
period  June  1,  A.D.  1399,  to  May  31,  IBOO, 
pursuant  to  an  agreement  heretofore 
made  with  the  Sanitary  District  of  Chi- 
cago, under  date  of  June  11,  1898,  (page 
i&93ot  the  Proceedings);  said  payment 
to  be  chained  to  the  Land  Account  of 
the  District." 

On-  roll-call  on  the  motion  for  the 
adoption   of  the  order  the  vote  stood: 

Teaa — Messrs.  Boldenweck,  Braden, 
Carter,  Eckhart,  Jones,  Kelly,  Mallette, 
Smyth  and  Wenter— nine.    Nays— none. 


CLOSING  OF  OFFICES  ON  INDEPBNDBNCE 
IiAY. 

Mr.  Braden,  seconded  by  Mr.  Mallette, 
moved  that  the  offices  of  the  District  be 
closed  on  Tuesday,  July  4,  18D9,  Che  sane 
being  Independence  Day,  a  legal  holi- 
day. 

The  motion  prev£.iled  unanimously  and 
it  was  so  ordered. 

ADJOURNMENT. 
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PROCEEDINQS 

—OF  THB— 

Board  of  Trustees 

—OF   THK— 

Sanitary  District  of  Chicago. 


JULY  5.  1899. 


OFFICIAL   RECORD 

I'uUtsh4il it  auiiorUt ef  lh4  Board  <if  Tnultt* 
(JU  amUart  DMrlct  of  OMaaao. 


The  four  handred  uid  forty-fifth  rag' 
aUr  meelitig  of  the  Boud  of  Trustees  of 
the  Sa&it&iy  District  of  Cbioaffo  wu 
held  in  the  rooms  of  the  Board,  Beourity 
BaUdinr,  Wadneadar,  July  5,  18M,  at  3 
o'clock  P.  M. 

On  roll  call  Ueesrs,  Boldenweok,  Bra- 


den,  Carter,  Eckhart,  Jones,  Kelly, 
Blsllette,  Smyth  and  Weater— nine 
members,  wera  preaent. 


The  minatee  of  the  r^^lar  meetings 
held  June  31  and  Juae  38, 1890,  were  ap- 

§  roved  M  printed,  on    motion  of  Hr. 
myth,  Bcconded  by  Mr,  Broden, 


•  VOUCH  BR3, 
'  The  Clerk  presonted  the  (ollowing  voucbert : 


E.  J.  Coen  (GxpeDss) 

HajeiBro*.  (Section  !9.  Jaly  1, 1899) t  4,008  60 

Heldmaler  &  Neu  iBecHon  17,  July  1,  189B) 18,496  18 

Gah«E&BrrnB(Boction  18,  July  1,  1898) 25,815  13 
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HaliorsOD,  RlcbBrds  &  Co.  (S«ctloD  U.  Juiy  I.  I8U9) «  1.020  i-2 

Gab&n&BTrDe  (Section  Q.  July  1,189») 3,6«  43 

Qahaa  &  Byrne  (BecHon  H,  July  1,  1899  a,B33  63 

Hayes  Bros,  ot  al.  (SectloD  N,  Ju!v  I.ISW) 1,783  38 

Hayos  Bros,  et  al.  (Beotion  N,  park  flllioe) 536  -JO 

LydoD  &  DrewB  Company  (Cbicago  R) re r  dredging) 8,118  00 

Lydon  ft  Drews  Company  (Chicago  River  By-pasa ) 13,685  65 

Lydonft  Drews  Company  (Removing  Taylor  Street  Bridge) 10,*50  OO 

The  BcherzerRolllDgLirt  Bridge  Company  i Eight- track  Brldga 7,911  OS 

Christie  &  Lowe  (Bear  Trap  Dam.  sundries) 3S0  61 

Geo.  M.  Hu9g  I  Section  O-P.  H.  Bridge) 801  00 

Tbe  Marsh  ft  Bingham  Company  (Section  O,  Pumping  Plant) II  53 

*a5,761  68 

Total »e5,815  13 

*To  be  paid  by  warrants  wttb  Interest  oonpons  attaobad,  drawn  acalnst  Uie  Tax  Levy  tor  ISO. 


Ur.  Carter,  eeocHided  by  Hr.  Wmil«r, 
moTed  that  th«  vonohers  as  read  and 
ahown  above  be  approved  nod  ordered 
p«id. 

Oq  rolI'Call  the  vote  stood:  Yeas — 
Heeers.  Boldenweok.  Braden,  Carter, 
Eokhart,  Jones,  Kelly,  Uallette,  Bmytb 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

WEEKLY  RKPORT  ON  EMPLOYES. 

The  Clerk  preaeated  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
namber  of  pereoas  in  the  employ  of  the 
District  for  the  week  endlDK  July  1, 
189S,  which  was  read,  and,  b/  unani- 
mous consent,  was  ordered  prmted  and 
placed  on  file. 

The  following  is 

THE  REPORT : 

"CHictoo,  Jnly  S,  189S. 
7b  the  Honorable,  the  Board  of  lYustets 
of  the  Sanitary  DisCHcl  of  Chicago: 
Gentlshkn— I  beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  July 
1,  1899,  as  the  same  have  been  re- 
ported to  me : 

En^eering  department 81 

Mamtenance  account. 11 

Clerical  department fi 

Iaw  department 8 

Treasury  department 1 

Police  department 28 

Qeneral 9 

Total  employes 118 

ReepectfuUy  submitted, 

JosSTB  F.  Haab, 

CUrk." 


PATMBNT  BY  A.,  T.  A  B.  F.  RY.  GO.  FOR 
ONK-RALF  COST  OP  BDPERSTRUCTTJRB 
OF  A..  T.  A  8.  F.  BRIDQE  ACROSS  DB8- 
FLAINEB  RIVEB  OIT  BBCTION  B. 


of  the  A., 
(18,769.35,  the  same  being  in  payment 
of  bill  rendered  by  the  District  to  said 
company  on  account  of  one-half  oost  of 
constructing  the  superstructure  of  the 
A.,  T.  &  S.  F.  Bridge  across  Dee- 
plaines  River  on  Seotloa  8,  in  aooordanoe 
with  the  terms  of  the  agreement  of  Uay 
26,  1896,  with  the  companies  of  the 
Santa  Fe  system. 

Ur.  Carter,  seconded  by  Hr,  Jones, 
moved  that  the  report  and  accompany- 
ing voucher  check  be  received  and  Om 
amount  of  said  voucher  check  turned 
over  to  the  Treasurer  for  the  credit  of 
the  District, 

On  roll  call  the  vote  stood:  Yeas— 
Meesie.  Boldenweok,  Braden,  Carter. 
Eckhart,  Jones,  Kelly,  Uallette,  Bmyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT. 

"Chioaoo,  July  6,  1888. 

'Ii>  the  Hoa(xr(aie,  Oie  Board  of  TruglM 
of  ths  Sanitarti  District  of  Chxtav: 
QBNTI.E HEN— Under  the  terms  of  the 

contract  between  this  District  and  the 

Atchison,  Topeka  &  Santa  Fe  Bailws; 

Company  (California  Company)  o 
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of  the  SpUlwBT  (No.  S),  both  aoroee  tbs 
DeaplsiD«a  Rirsr,  was  tb  be  done  bj-  thb 
Diemot  (see  Sections  4  and  5  of  Article 
1,  FrooeedingB  page  SS61).  This  nofk  ia 
^oompleted. 

The  BaUwaj*  Compaaj  furnished  and 
built-  Bridge  Na  B  and  built  tbe 
nutsonry  of  Bridge  S4A.  The  auper- 
stmcture  of  this  bridge  wu  built  by  the 
Penn  Bridge  Compuiy,  under  contract 
with  this  District. 

The  Santa  Fe  Company  billed  against 
tblB  District  for  t28,»eft.M,  one-half  of 
the  ouUaf  made  hj  that  Companf,  and 
payment  of  that  amount  baa  been  made 
on  our  Toucher  No.  B79  (1896  tax  levy). 

I  transmit  herewith  TOucber  check  of 
the  Atchiaon,  Topeka  &  Sante  Fe  Rail- 
way for  tl8,T<l9.3e.  in  payment  of  bill 
rendered  by  us  for  the  oalance  due  this 
District  on  account  of  eaid  bridge  con- 
struction after  paying  the  Penn  Bridge 
Company  and  tne  bill  rendered  by  tbe 
Santa  Fe  Company. 

Respectfully  submitted, 

(Signed)  Isham  Rani>olph. 

Chiff  Sngiiuer." 

(Accompanied  by  voucher  check,) 

PATMKNT  FOR  CEBTAIN  PROPBRTT  IN 
ACCORDANCE  WITH  COURT  DECRiEB  IN 
THR  CASE  OF  DISTRICT  TS,  THB  AMBR- 
ICAH  STONB  00.  ET  AL. 

Mr.  Carter,  Chairman,  presented,  and 
tbe  Clerk  read,  a  report  from  the  Joint 
Committee  on  Finance  and  Engineering 
setting  forth  that  a  verdict  has  been 
•  rendered  and  decree  entered  by  tbe 
court  In  the  condemnation  prooeedings 
entitled  "Tbe  Sanitary  District  of  Cbi- 
oago  vs.  The  American  Stone  Company  et 
al,  and  recommending  tiiat  tbe  Clerk  of 
tbe  District  be  directed  to  pay,  on  the 
Tonober  of  tbe  Attorney,  the  sum  of 
tl.iOOtOthe  County  Treasurer  of  Will 
County  or  to  the  person  or  persons 
interested,  in  full  payment  for  the 
premises  described  and  in  full  satisfac- 
tion of  tbe  verdict  of  the  jury  in  said 
case,  all  as  set  forth  in  the  report. 

Hr,  Carter,  seconded  by  Ur.  Bmyth, 
moved  that  the  report  be  adapted  and 
tbe  reoonimendatlons  contained  therein 
concurred  in. 

On  roll-call  tlie  vote  stood:  Yeas- 
Messrs.  Boldeowock,  Braden,  Carter, 
Eokbart,  Jones,  Kelly,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  reenlt  the  President  declared  , 
tbe  motion  carried. 


The  following  is 

THR  EKPORT: 

"Cbioaoo,  J  nne  27, 1899. 
To  the  HonoTf^le  Oie  Board  of  TVustees 
of  the  Sanilarv  District  of  ChUxmo  ; 

Oentleheh— Tbe  Joint  Committee  on 
Finance  and  Engineering  herewith  re- 
spectfully reporte  tiiat  a  verdict  has 
been  rendered  by  the  jury  which  was 
empanelled  to  aeoeitain  and  award  the 
joet  compensation  to  persons  whose 
property  was  included  In  the  oondemna- 
tionproceediugs  begun  by  the  District 
in  Will  County  in  the  case  entitled  "The 
Sanitary  IMstrict  of  Chicago  vs.  Tbe 
American  Stone  Company,  et  al,"  and 
the  'decree  entered  in  accordance  with 
said  verdict.  The  said  verdict  of  tbe 
jury  and  decree  entered  thereupon  for 
the  taking  of  the  property  hereinabove 
referred  to  being  as  follows: 

To  tbe  parties  intareeted,  or  to  the 
County  Treasurer  of  Will  County,  tbe 
Bum  of  fourteen  hundred  dollars 
(11,400.00)  for  the  taking  of  the  premises 
hereinafter  mentioned. 

Your  Joint  Committee,  therefore,  rec- 
ommends that  tbe  Clerk  of  the  District 
be  and  he  is  herebv  authorised  and 
directed  to  pay,  on  toe  voucher  of  the 
Attorney,  the  sum  of  fourteen  hundred 
dollars  ^1,400.00)  to  the  County  Treas- 
urer of  Will  County,  or  to  the  pereoo  or 
pereons  interested,  in  full  payment  and 
in  full  satisfaction  of  tbe  verdict  of  the 
juty  in  the  case  of  the  Sanitary  District 
of  Chicago  vs.  The  American  Stone  Com- 
pany, et  al.  and  the  judgment  of  said 
court  thereon  for  the  taking  of  tbe  fol- 
lowing described  premises,  to-wit; 

That  part  of  Lot  twenty-flve  (36), 
Block  three  (3),  Addition  to  South  Park 
lying  east  of  a  line  drawn  from  the 
south-east  comer  of  Lot  twenty-Bve  (30) 
to  the  north-west  comer  of  Lot  twenty- 
six  f3«),  Block  three  (8),  Addition  to 
SoutbPark; 

Also  that  part  of  Lot  twenty-six  (36), 

Block  three  (8),  Addition  to  South  Park, 

';  of  a  line  drawn   from    tbe 

__._;  corner  of  Lot  twenty-flve  (26) 

the  north-west  comer  of  said   Lot 

twenty-elx  (36),  Block  three  (8). 

Also  Lot  twenty-seven  (371,  Block 
three  (8),  Addition  to  South  Park; 

Also  Lot  twenty-eight  (38),  Block 
three  (3),  Addition  to  South  Park; 


lying  e 


Addition  to  South  Park; 


four  (4),  Addition  to  South  Park,  Ijing 
east  of  a  line  drawn  from  the  aouth-east 
corner  of  Lot  four  (4),  Block  four  (4},  to 
the  northwest  comer  of  Lot  three  (8), 
Block  four  (4),  Addition  to  South  Park; 

AIho  that  part  of  Lot  three  (8), 
Block  four  (4),  Addition  to  South  Fsrk, 
IfiDK  oftBt  of  a  line  drawn  from  the 
south-east  oomer  of  Lot  four  (4),  Block 
four  (4),  to  the  north-weet  comer  of  aaid 
Lot  three  [S),  Block  four  (4); 

(«o(S), 
tion  to  South  Park; 


And  also  that  part  of  Lot  twenty-six 
(36),  Block  four  (4),  lying  north  of  a  line 
two  hundred  (900)  feet  distant  from  and 
parallel  to  the  south  line  of  aald  Iiot 
twenty-six  <«!); 

Reeerving  therefrom  any  right  to  an 
island  in  the  Deeplalate  Rl*er  opposite 
eaid  lots; 


Bituate   in   tiie   City 


All  of  the  above  described  premises 
City 
County  or  Will  and  Stato  of  Illinois. 

(Signed) 


Z.   R.   ClR-TER, 

Chairm 


Thomas  A.  gHTin, 

B.  A.  EcKHiBT, 
J.  P.  Mallettk. 
Thouab  Ebllt, 
Albs.  J.  Jones, 
Frank  Wkntbu, 

Wm.    BoLOB.Sn'ECK, 

Joint  Conimitfeeon  Finance  and  Kitgineering. 

REPORT   IS   RBPBREKCS  TO  AORBBHENT 
WITH  W.  a.  ROBLKER  AND  WIFE. 

Mr.  Garter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Joint 
Committee  on  Fioaoce  and  Engineer- 
ing, traneuiitting  form  of  agreement  be- 
tween Wm,  Q.  Roelker  and  Eleanor  J. 
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J',  his  wife,  and  the  Sanitary  Dis- 
trict of  Chicago,  In  accordance  with  pre- 
vious oral  agreement  between  the  said 
parties,  by  the  terms  of  which  aaid  Roel- 
ker and  nis  wife  are  to  furnish  a  war- 
ran^  deed  and  guarantee  abstract  of 
title  to  certain  property,  and  the  District 
Is  to  oonstract  a  oertafn  dock,  all  as  set 
forth  in  the  report  and  agreement,  the 
report  reoommending  that  the  President 
and  Clerk  of  the  District  be  authorized 
to  execute  eaid.  agreement  and  that  a 
copy  of  same  shal]  be  delivered  when 
the  same  shall  have  been  executed  by 
said  Roelker  and  wife. 

JAx.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Teas— 
Messrs.  Boldenweck,  Braden,  Carter, 
Eokhart,  Jones,  Eclly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 


The  following  is 

TUB  REPORT: 

"CracAOO,  June  20,  1899. 

To  th*  EtmorabU  the  Board  of  Tnnlet!  of  Ihe 

Sanitary  DUtrtct  of  Chieago! 

QKHTLBltBlf— Your  Joint  Committee 
on  Finance  and  Engineering  beg  leave 
to  report  that  the  District  has  ac<iutred 
of  William  O.  Roelker  and  Eleanor  J. 
Roelker,  his  wife,  oorlain  property  along 
the  Chicago  River,  which  is  described  in 
the  form  of  agreement  hereto  attached: 
that,  during  the  negotiations  for  the 
acquisition  of  said  propert^Ti  It  was 
orally  agreed  that  said  William  O . 
Roelker  and  Eleanor  J.  Roelker,  bis 
wife,  should  furnish  a  warranty  deed  to 
said  nn^rty  and  a  guarantee  abstract 
of  tlue  In  the  sum  of  six  thousand  dol- 
lars 1(6,000);  and  that  the  Sanitary  Dis- 
trict, after  the  excavation  of  the  prop- 
erty acquired  from  said  Roelker  and 
wife,  should  construct  a  dock  on  the  re- 
maining portions  of  the  Iota  fronting  on 
the  Chicago  River.  This  understanding 
between  we  parties  was  never  reduced 
to  writteu  agreement  and  your  Joint 
Committee  herewith  submits  a  form  of 
a  written  agreement  embodying  the 
terms  of  the  prior  oral  agreement  and 
recommends  the  execution  of  the  same 
by  the  President  and  Clerk  on  t>ehall  of 
the  District  and  the  delivery  of  a  copy 
when  the  same  shall  have  been  execute 
on  the   part   of  the  said   William  O. 
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Boelker  and   Eleanor  J.    Boelker,    his 
wife. 

Respectfully  submitted, 

(Signed)  Z.  B.  Cartbr, 

Chairman. 

Thomas  A.  Smyth, 

« 

b.  a.  eokhart, 
Thomas  Kbllt, 
Frank  Wemtbb, 

Jos.  C.  BaADBN, 

J.  P.  Mallbttb, 
Alex.  J.  Jones, 

WiLUAM  BOLDBNWBCK, 
Joint  Committee  on  Finance  and  Engineering. 
(Accompanied  by  form  of  agreement) 

REPORT  ON  AMBNDMENT  TO  RULE  87  OF 
RULES  AND  REGULATIONS. 

Under  the  head  of  new  business,  Mr. 
Braden,  on  behalf  of  the  Committee  on 
Rules,  presented,  and  the  Clerk  read,  a 
report  recommending  that  Rule  87  of  the 
Rules  and  Regulations  of  the  Board  be 
amended  so  that  the  salary  of  the  Chief 
Engineer  shall  be  fixed  by  the  Board  or 
the  Committee  on  Engineering  at  a  sum 
not  to  exceed  97,0(X)  per  annum. 

Under  the  rules  the  report  was  ordered 
printed  and  iaid  over,  by  unanimous 
consent. 

The  following  is 

THE  REPORT: 

Chicago,  July  5, 1899. 

To  t7u  Honorahle  the  Board  of  Trustees  of 
Sanitary  District  of  Chicago: 

Gentlemen  —  Your  Committee  on 
Rules  respectfully  recommends  that 
Rule  87  of  the  Rules  and  Regulations  of 


the  Board  of  Trustees  be  so  amended  as 
to  read  as  follows: 

CHIEF  ENGINEER. 

87.  The  Chief  Engineer  shall  have 
charge  of  all  engineering  work  under 
direction  of  the  Board  or  the  Committee 
on  Engineering,  and  shaU  devote  his 
time  to  the  Sanitary  District.  Under 
his  direction  all  survesring  and  civil  en- 
gineering necessary,  or  ordered  b^  the 
Board  or  by  the  Committee  on  Engmeer- 
ing,  shall  be  done,  and  he  shall  perform 
such  other  duties  as  may  be  imposed 
upon  him  from  time  to  time  by  ordi- 
nances, orders  or  resolutions  of  the 
Board  or  the  Committee  on  Engineering 
and  shall  attend  the  meetings  of  the 
Board  when  required.  His  salary  to  be 
fixed  by  the  Board  or  the  Committee  on 
Engineering  shaU  not  exceed  the  sum  of 
seven  thousand  ($7,000)  dollars  per 
annum,  and  his  bond  shall  be  in  the  sum 
of  twenty  thousand  ($20,000)  dollars. 

Respectfully  submitted, 

(Bigrned)  Wm.  Boldenwbck, 

Chmrman. 
Jos.  C.  Braden, 

ALBX.   J.   JONBS, 

Thomas  Kelly, 
J.  P.  Mallbttb, 
Committee  on  Rules. 

ADJOURNMENT. 

On  motion  of  Mr.  Carter,  seconded  bv 
Mr.  Wenter,  the  Board  then  adjourned. 


Clerk. 


J 


PROCBBDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


JULY  12.  1899. 


OFFICIAL   RECORD 

AtUuiUd  Sy  auOlorltti  ef  Ou  Bnant  iff  TrutUtt  of 
Ih*  SmUan  Diitrid  of  CKlcow. 


REGULAR  MEBTINQ. 

The  four  huadred  aad  forty-aixtfa  reg- 
ular meeting  o(  the  Board  at  Trusteee  of 
the  Banitar7  District  of  Chicago  waa 
held  In  the  rooms  of  the  Board.  Security 
BuUding,  Wedneedav,  Julv  12,  1S99,  at 
3  o'clock  P.  H. 


Oo  roU-call  Meaars.  Boldeoweck,  Bra- 
den.  Carter.  Ek;khart.  Jones,  Kellj, 
Hallelte,  Smfth  and  Wenter — nine  mem- 
bara,  were  present. 


MINCTES. 

The  minutes  of  the  regular  meeting 
held  July  5,  1899.  were  approved  as 
printed  on  motion  of  Mr.  EeUy,  sec- 
onded by  Hr.  Mallette. 


VOUCHERS. 

Dllowlnir  TOucbers: 


Tbe  Clerk  presented  tbe 


P.  P.  Pellibone  &  Co.  (EUtionery ) %  7  00 

E.  &H.  T.  Amhony  &Co,  (pholu  auppllca) IT  49 

Keuflel  &  Caser  Compsn;  idrHftloE  iupj>lles) 39  10 

Eutcene  Dietzeen  Company  (blue  printing} IG  DC 

Frederick  Post  Conipttny  (blue  printing) 13  36 

Tbe  Wiiuke»b»  Water  CompBur  (water)  7  BO 

Tbe  Chicago  Towel  Supply  Compary  doweling  to  June  30,  1SH9) 32  85 
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Samuel  L.  Hanks  (Ice  »  June  SO,  1899) ....*  3i  5() 

J.  H.  Alewnder  (rent,  Lock  port,  Juae,  1899) 17  OU 

The  A.,  T.  &e.  F.  Ry.  Co.  (track  iDspeotion) 9  07 

R.  SeeliK  (tepairlae  transit,  etc.) 19  75 

Lockwood  &  Btrlcklaad  Comimay  (wiadow  tash.  etc.) 3  AO 

Edward  HInes  Lumber  Company  (Inuiber) H  95 

The  Marsh  &  Bioebani  Company  (lumber) 46  21 

G.  M.  Wianer  (expense) 36  03 

'  H.  B.  Alexandflt  (ei^ose) 49  14 

•W.  T.  KeatiDg  (expense) 82  07 

The  Canal  CommiBaLonBCB  (Inspectors,  June,  1899) 150  00 

"FitlBbuiyh  Testing  Laboratory,  Ltd.  (Inspecting  bridge  material) 130  3S 

■Robert  W.  Hunt  &  Co.  (inapeetlnc  bridge  material) 990  53 

The  Chicago  Towel  Supply  Company  (toweling;  to  June  SO,  1899) t  7  50 

Samuel  L.  Hanks  (ice  to  June  30, 1899) It  25 

S        18  75 

Geo.  E.  Haseltine  (livery) t  9  00 

Chicago  Journal  (adtenlslnjt) a  40 

The  Chica^  Chronicle  Company  (advertising) 13  UU 

•TheA.,T.  &a.  F.  Ry.  Co.  (special  train) 125  00 

•JohnF.  Hlgffins  (printing  ProceedinBS  to  June,  1899) 390  07 

•Security  Deposit  Company  (rent  offices.  June,  1899) 458  38 

»      «t33  SO 

D.  C.  McCarthy  (laundry,  etc.) C  4  2S 

Mrs.  A.  Hartwle  (Uundry,  June,  1899) , 5  00 

Sprague,  Warner  &  Co.  (sundries) 16  15 

Marshall  Field  &  Co.  (sundries) 15  99 

HeggleBros.  (boiler  repairel II  30 

Wni,  O'Connell  (sundry  supplies) 15  89 

W,  H.  Salisbury  &  Co.  (steam  hose) 38  55 

H.  B.  Alexander  (expense) 29  31 

■Dearborii  Drug  and  Chemical  Works  (boiler  compound) 77  55 

•Weaver  Coal  Company  (coal) 83§  87 

^Weaver  Coal  Company  (coal) 387  87 

«      =i39  !M 

Maaan  &  Hoge  Company  (Sec tiop  6,  repairs) t  1,430  18 

Penn  Bridge  Company  (Section  8,  R.  D.  Bridge) 711  00 

Christie*  Lowe  (Section  15,  Bear  Trap  Dam  sundries) 1,171  12 

Hayes  Bros.  (Section  18,  grading  Lockport  road) 85  83 

Heldmaler  &  Neu  (Section  12,  Romeo  Highway  Bridge) 893  74 

Heldraaier  &  Neu  (Section  18,  emergency  works,  Jollet) 13  73 

GahanS  Byrne  (Section  18,  sundry  work) 476  54 

The  Canal  Commissioners  i  Section  18,  Lock  5) 450  00 

Chicago,  Rock  Island  &FaciflcKy.  Co.  (Section  18.  temporary  bridice).  2.017  58 

Chicago  Junction  Rj.  Co.  (Section  O— P.  H.  temporary  bridge) 4S  08 

C.  T.  T.  R.  R.  Co.  (Section  E-R.  D.  temporary  bridge) 95  96 

C,  T.  T.  R.  K.  Co.  (Section  0—P,  H,  temporary  bridge) 8T  86 

C.  T.  T.  R   R.  Co,  (Chicago  Blver  Bridge  power  plaut) 6,453  00 

F.  Pelereon  (removal  Westeru  Avenue  pontoon  bridge)   840  00 

»18,7;B  ,V> 

Grand  total »17,a28  25 

*  To  be  paid  by  warrants,  with  Interest  coupons  attached,  drawn  anlnst  the  Tax  Lerr 
lor  1899. 
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Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  youchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roli-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck  Braden  (eoceept  as 
to  voucfier  infavcyr  of  Christie  <§  Lowe  for 
$1,171,  IS  on  wMch  he  voted  nay).  Carter, 
Eckhart,  Jones,  Kelly,  Mailette,  Smyth 
and  Wenter— nine  (except  as  above 
stated).  Nays— none  (excevt  as  above 
stated). 

Upon  this  result  the  President  declared 
the  motion  carried. 

WBBKLT  REPORT  ON  EMPLOTBS. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  8, 
1899,  which  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

"Chicaoo,  July  12,  1899. 

To  t?ie  BbnorabU,  the  Board  of  Trustees  of  Vie 
Sanitary  District  of  Chicago : 

m 

QsNTLBifEN — I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
July  8, 1899,  as  the  same  have  been  re- 
ported to  me: 

Engineering  department 82 

Maintenance 15 

Clerical  department 6 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 9 

Total  employes 148 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk.'' 

MONTHLY  REPORT   FROM  CLERICAL 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
month  of  June,  1899,  which  was  read 
and  by  unanimous  consent  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  REPORT  : 

"Chicago,  July  1, 1899. 

To  the  Honorable^  the  Board  of  Trustees 
of  tfie  Sanitary  District  of  Chicago: 

Gbntlbmbn — ^I  herewith   submit   the 


report  of  the  Clerical   Department  for 
the  month  of  June,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  .$778,5 15. 16,  of  which 
amount  the  sum  of  $377,791.98  was  paid 
in  regular  warrants,  $888,507.97  in  1899 
tax  levy  warrants,  and  the  sum  of  $12,- 
215.21  by  the  Treasurer  of  the  District 
for  which  no  warrant  was  required.  Of 
the  amount  paid  by  the  Treasurer  the 
sum  of  $1,887.80  was  for  1896  tax  war- 
rant redeemed,  $10,472.49  for  1898  tax 
warrants  redeemed,  and  $405.42  for  in- 
terest on  warrants  redeemed. 

The  total  amount  expended  on  account 
of,  and  charged  to,  the  Clerical  Depart- 
ment during  the  month  of  June  was 
$2,117.75,  of  which  amount  the  sum  of 
$2,086.67  was  for  salaries  and  $81.08  for 
general  office  expenses. 

There  are  no  outstanding  liabilities 
against  the  Clerical  Department  and  the 
expenditure  for  the  present  month  will 
be  about  $1,200.00. 

The  total  amount  expended  for  account 
of,  and  charged  to,  the  General  Account 
during  the  month  of  June  was  $9,830.20, 
divid^  as  follows: 

Rent  for  June,  1899 $   458  83 

Printing 1,186  09 

Streams  examination 1,832  25 

Insurance * 360  00 

Salaries 5,499  17 

Ad\rertising 188  85 

General  expenses 356  01 

Total $9,830  20 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$8,000. 

Of  the  total  amount  of  1896  tax  levy 
warrants  issued  there  is  now  outstanding 
the  sum  of  $11,872.05;  of  the  1897  tax 
levy  warrants  issued  there  is  now  out- 
standing the  sum  of  $15,000;  of  the  1898 
tax  levy  warrants  issued  there  is  now 
outstanding  the  sum  of  $888,528.07,  and 
of  the  1899  tax  levy  warrants  there  is 
now  outstanding  the  sum  of  $985,255. 

In  the  report  of  the  Treasury  Depart- 
ment for  the  month  of  May  tax  warrant 
No.  476,  drawn  Against  the  1897  levy  for 
$119,  redeemed  during  that  month,  was 
given  as  an  1896  tax  warrant,  causing  an 
error  in  the  amount  of  1896  and  1897  tax 
warrants  outstanding  as  shown  in  our 
report  for  the  month  of  May.  In  the 
foregoing  figures  this  error  has  been  cor- 
rected. 


of  June,  1809. 

Account. 

Kegular 
Warrante. 

1899 
Tax  Levy 
Warrants. 

Paid  by 
Treasurer. 

Total  for 
Month. 

EnglneerlDg  Department 

»     sisea 

«  aO.B96  98 
198,442  11 
2,086  67 
5.583  00 
3,618  34 
888  88 
9,456  98 
4.741  08 

t   31,113  90 

81  08 
99  80 

874  87 

83  BO 

160,000  00 

836,000  00 

181  81 

8,906  68 

131,795  10 
80,000  00 

25.000  OO 

Total 

$377,791  98 

(388,507  VJ 

Respectfullj  eubmitted, 

JOSBPH  F,  Haas,  Clerk." 


MONTHlr   REPORT  PROM  TRBASCRT  DBPARTUBNT. 

The  Cleric  presented  a  report  from  the  Treasury  Department  (or  the  month  of 
June,  189S,  which  was  read,  and,  by  unanimous  consent,  was  ordered  printed 
and  placed  on  Hie. 

The  followiug  !b  the  rbport  : 

Balance  on  hand  at  date  of  laat  report 5   ai'l.SM  47 

FroiD  J.  V.  Uuu,  Clork,  Land  AcoouDt t        19  UD 

From  CoDDt;  Treaiurur,  Sanitary  DlitricI  Tax  Aocoaot 3>XI,(I0II  00 


«     30I],3»IS 


General  A 
MalDtenai 

Police  Department 

Tu  WarraDt  Paid.  Lei 
T&i  Warrants  Paid,  U 
Inureat  Paid  on  Tax  V. 
IntereBt  Paid  on  Tax  V 


1(1.471  W  I 
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SckeduU. 

Chicago  National  Bank $  479.687  72 

National  Bank  of  Illinois 86.988  78 

Total S  506,686  80 


Chioaoo,  June  10,  1899. 


(Siifned) 


F.  M.  BLOtJNT,  TYeasurer. 
By  S.  P.  BLOUNT,  Aui.  Treasurer, 


AMENDMENT  TO  RULE  37  OP  RULES  AND 

REGULATIONS. 

• 

Under  the  head  of  unfinished  busineee 
the  report  of  the  Committee  on  Rules, 
amending  Rule  87  of  the  Rules  and  Reg- 
ulations of  the  Board,  as  set  forth  in  the 
report,  which  was  ordered  printed  and 
laid  over  at  the  meeting  held  July  6, 
1899  (page  5915  of  the  Proceedings)  was 
again  read,  as  provided  in  the  roles,  for 
final  action  in  reference  to  the  same. 

Mr.  Jones,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
Rule  87  amended  as  provided  in  the  re- 
port. 

On  roll-call  the  vote  stood:  Teas — 
Messrs.  Boldenweok,  Braden,  Garter, 
Bckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  followmg  is 

RULE  87,  AS  AMENDED: 
"CHIEF  ENGINEER. 

87.  The  Chief  Engineer  shall  have 
charge  of  all  engineering  woric,  under 
direction  of  the  Board  or  the  Ck>mmittee 
on  Engineering,  and  shall  devote  his 
time  to  the  l£nitary  District.  Under 
hia  direction  all  surveying  and  civil 
en^cineering  necessary,  or  ordered  by 
the  Board  or  bv  the  Committee  on  Engi- 
neering, shall  be  done,  and  he  shall  per- 
form such  other  duties  as  may  be  im- 
posed upon  him  from  time  to  time  by 
ordinances,  orders  or  resolutions  of  the 
Board  or  the  Committee  on  EIngineering, 
and  shall  attend  the  meetings  of  the 
Board  when  required.  His  sauurjr,  to  be 
fixed  by  the  Board  or  the  Committee  on 
engineering,  shall  not  exceed  the  sum 
of  eeven  thousand  ($7,000)  dollars  per 
annnm,  and  his  bond  shall  be  in  the  sum 
of  twenty  thousand  ($20,000)  dollars." 

PUBCHASB  OF  LAND  FROM  JAMES  G.  EI/- 

WOOD. 

Mr.  Carter,  Chairman,  presented,  and 
the  Cleric  read,  a  report  from  the  Joint 
Oommittee  on  Finance  and  Engineering 


setting  forth  that  an  agreement  has  been 
reached  for  the  purchase  of  certain 
lands  as  described  in  the  report  and 
recommending  that  the  Clerk  of  the 
District  be  authorized  and  directed  to 
pay,  on  the  voucher  of  the  Attorney, 
to  James  Q.  Elwood,  in  full  payment 
for  the  premises  described,  the  sum  of 
$340.00,  on  the  delivery  of  a  good  and 
sufficient  deed,  satisfactory  to  the  Attor- 
ney of  the  District. 

Mr.  Carter,  seconded  by  Mr.  Smyth, 
moved  that  the  report  be  adopted,  and 
the  reconmiendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweok,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter— nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

"GmoAQO,  July  11, 1899. 

2b  the  Honorable,  the  Board  of   Irustees 
of  the  Sanitary  Vistrict  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  begs  leave  to 
report  that  an  agreement  has  been 
reached  for  the  purchase  of  lands,  here- 
inafter described,  for  the  corporate  pur- 
poses of  the  District,  with  James  G. 
Elwood. 

Tour  Committee,  therefore,  recom- 
mends that  the  Clerk  of  the  District  be 
and  he  is  hereby  authorized  and  directed 
to  pay,  on  the  voucher  of  the  Attorney, 
the  sum  of  three  hundred  and  forty 
dollars  ($340.00)  to  said  James  G.  Elwood 
on  the  delivery  of  a  good  and  sufficient 
deed,  satisfactory  to  the  Attorney  of  the 
District,  for  the  following  described 
premises,  viz. : 

All  that  part  of  the  southwest  quarter 
(}4)  of  Section  thirty-four  (84),  Town- 
ship thirty. six  (86)  North,  Range  ten  (10), 
East  of  the  Third  (8d)  Principal  Meridian, 
described  as  follows: 

Beginning  at  a  point  in  the  south  line 
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of  said  southwest  (quarter  (3^),  eleven 
hundred  and  forty-nine  and  seventy -two 
hundredths  (1,149.72)  feet  east  of  the 
southwest  corner  of  said  southwest 
quarter  (ji^),  said  point  being  the  inter- 
section of  said  south  line  of  said  south- 
west quarter  (^)  with  the  west  bank  of 
the  Desplaines  River;  thence  northerly 
along  said  river  bank  five  hundred  and 
seventy-four  and  two-tenths  (574.8)  feet 
to  its  intersection  with  the  former  south 
line  of  the  rifsht  of  way  of  the  Joliec, 
Aurora  and  Northern  Railway;  thence 
east  on  a  normal  line  to  the  center 
thread  of  the  Desplaines  River;  thence 
southerly  along  said  center  thread  to  the 
south  line  of  said  southwest  quarter  (J^; 
thence  west  along  said  south  line  of  said 
southwest  quarter  (^)  to  the  point  of 
beginning,  excepting  iherefrom  the  right 
of  way  of  the  Joliet,  Aurora  and  North- 
em  Railway;  containing  one  and  seventy 
hundredths  (1.70)  acres,  more  or  less; 
said  land  being  situated  in  the  County  of 
Will  and  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  Z.  R.  Cartbr, 

Chairman, 

Jos.  C.  Bkadbn, 

Thomas  A.  Smyth, 

B.   A.   ECKHABT, 

Alex.  J.  Jones, 
FiiAXK  Welter, 
Wm.  Boldbnwbck, 
Joint  Committee  on   Finance  and  Engineer- 


mg 
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KEI'ORT  IN  REFERENCE  TO  PINAL  PAY- 
MENT ON  CONTRACT  FOR  SUPERSTRUC- 
TURE OF  REGULATING  WORKS  AT  LOCK- 
PORT. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering,  with  reference 
to,  and  accompanied  by,  the  final  certifi- 
cate of  the  Chief  Engineer  as  to  the  com- 
pletion of  the  work  on  the  contract  with 
Messrs.  Christie  &  Lowe  for  the  con- 
struction of  the  superstructure  of  the 
Regulating  Works  at  Lockport,  the 
report  recommending  that  the  Presi- 
dent and  Clerk  of  the  District  be 
authorized  and  directed  to  make  pay- 
ment to  said  Christie  &  Lowe  in  the  sum 
of  $9,390,  when  said  contractors  shall 
have  filed  with  the  District  a  receipt  and 
release  in  full  of  all  claims  or  demands 
of  whatsoever  kind  or  nature  arising 
under  said  contract. 


moved  that  the  report  be  adopted  and 
the  recommendations  contained,  therein 
concurred  in. 


On  roll-call  the  vote  stood: 
Messrs.  Boldenweck,  Carter,  Ekskhart, 
Kelly,  Mallette  and  Wenter — six.  Nays 
— Mr.  Braden — one.  Excused  and  not 
voting — Mr.  Jones— one. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

Before  voting  on  the  report,  Mr.  Bra- 
den made  the  following  explanation, 
which,  at  his  request,  and  by  unanimous 
consent,  was  ordered  to  be  recorded  in 
the  Proceedings: 

*'One  thousand  nine  hundred  sixty- 
nine  dollars  and  forty  cents  is  allowed 
in  the  item  of  extra  allowances  for  which 
I  can  see  no  reason  of  payment  as  the 
contract  under  which  Christie  &  Lowe 
done  their  work  expressly  agrees  that  in 
case  of  the  changes  of  the  device,  the 
contractor  shall  make  such  changes  at 
their  expense,  and  before  signing  the  con- 
tract Mr.  Lowe  came  before  the  Com- 
mittee on  Engineering  and  stated  that  in 
case  of  a  change  being  made  in  the 
device,  they  would  do  so  at  their  cost.'* 

Before  voting  on  the  report,  Mr.  Mal- 
lette also  made  the  following  statement, 
which  at  his  request,  and  by  unanimous 
consent,  was  ordered  to  be  recorded  in 
the  Proceedings: 

"I  want  to  say  this:  at  the  time  that 
contract  was  entered  into  the  supposition 
was  there  ought  to  be  some  trifling 
change  in  the  plans  of  the  Bear  Trap 
Dam  and  since  that  time  there  have 
been  radical  changes,  almost  doubling 
the  cost.  I  got  that  information  from  the 
Chief  Engineer  and  I  think  they  are 
entitled  to  the  amount.*' 

The  following  is 

THE  REPORT: 

"CmcAOO.  July  10. 1899. 

To  tJie  HonorabU,  t?ie  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago : 

Gentlbhbn— The  Committee  on  Engi- 
neering reports  that  the  Chief  Engineer 
of  the  District  has  made  out  a  final  cer- 
tificate in  favor  of  Messrs.  Christie  A 
Lowe,  contractors  for  the  Bear  Trap 
Dam  superstructure,  in  the  sum  of  nine 
thousand  three  hundred  and  ninety  dol- 
lars  ($9,890.00);  and  that  the  Committee 
has  examined  said  final  certificate  and 
fully  considered  the  subject  matter 
thereof,  and  recommends  as  follows: 


Mr.  Mallette,  seconded  by  Mr.  Kelly,         That  the  President  and  Clerk  of  the 
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Dietrict  be  authorized  and  directed  to 
make  payment  to  said  Hemrv.  Chrietle 
&  Lone  In  the  aunt  of  nine  thoumnd 
three  hundred  and  niaety  dollars 
(|e.S90.00),  the  sum  found  to  be  due  in 
the  aforesaid  certificate,  in  the  usual 
form  in  which  pajmente  are  made,  wbea 
Mid  contractors  shall  have  filed  with  the 
District  a  receipt  and  release  in  full  of 
all  claims  or  demands  of  whataoerer 
kind  or  nature  arising  under  said  ccn- 

Bespeotfullj  submitted, 

(Slened)  J.  p.  Mallettb, 

Thomas  Ksllt, 

B.  A.  ECKaiKT, 

Fbank  We:4tbr, 

Wit.  BOLDBNWECK, 

Commltttt  OH  Engineering," 


The  following  is 


"CmcAOO,  July  5, 18B9, 

To  tb»  SonoraMi,  the  Board  oj    Tnutea  of 
ttu  Sanitary  Oitirictof  Chicago; 

Oehtlbhbh  —  I  hereby  certify  that 
Christie  &  Lowe  have  completed  all  of 
the  nork  covered  by  their  contract. 
dat»d  January  18,  ISftS,  for  the  furnish- 
ing, delivering  and  erecting  in  place  the 
following'partsof  the  Reguhtting  Works: 

Sluice  gate  masonry. 

Sluice  gate  metal  and  wood  work. 

Bear  Trap  Dam  metal  and  wood  work. 

This  work  is  done  to  the  full  satisfac- 
tion of  the  Chief  Engineer,  and  in  ao- 
cordance  with  the  terms  of  the  said  con- 
tract with  this  District.  This  certificate 
is  given  subject  to  any  unaccrued  or 
unmatured  obligations  imposed  by  the 


The  statement  of  this  contract  is  as 
follows: 

ExoaTBtton.  1,!88  co.  yds.  at  B9o t  730  4S 

Concreta,88«.Saa.  ydB.  KtSB.Cia 4,184  00 

Lniup  nun  toralulce  nates 190,000  00 

Lamp  Bam  tor  Bear  Trap Cie.000  00 

Extra  allowanosB,  ociHUIODed  hj  de- 
lays In  work  and  InaresHd  cost  of 

panllfll  motioa  derloe G.SSB  46 

Total  coBt  of  ooDtTBOt SlS8.1W8e 


Total  amoant  paid,  [nolndlng  STgC4B 
adranoed  on  extra  estlmatM,  ao- 

oouutpaLiitlDg,  eU IT&SOS  S3 

Amount  due  and  unpaid ■      e.SOO  00 

Respectfully  submitted, 
(Signed.)  IHHAH  Randolph, 

Chief  Xnglruer." 

COHUUinCATtONS  IN  KBPBRKNCE  TO  HE- 
LEASE  OF  BOND  ON  CONTBACT  FOB 
SttPEESTHCCTUHE  OP  SHDZIE  AVENUE 
BRIDOB  ACROSS  MAIN  CHAWNEL  ON 
SECTION  N,  ON  CONTKUCnP  FOR  8UPBB- 
STBDCTDEE  OF  A.,  T.  A  8.  F.  BRIDGE 
AT  TWENTT-81ITH  STREET,  AT  WEST 
END  OP  SECTION  N.AND  ON  CONTRACT 
FOR  SUPBRSTRUCTURB  OF  A..  T.  A  S.  T. 
BRIDGE  ACROSS  MAIN  CHANNEL  ON 
SECnoH  8. 

The  Clerk  presented  three  communica- 
tions from  the  Oily  Trust  Safe  Depoeit 
and  Surety  Company  of  Philadelphia  in 
reference  to  release  of  the  bond  of  The 
King  Bridge  Company  on  their  contract 
for  the  superstructure  of  the  Kedzie 
Avenue  bridge  across  Main  Channel  on 
Section  N;  and  bonds  of  the  Carnegie 
Steel  Company  (Limited)  on  their  con- 
tracts for  the  superstructure  of  A.,  T,  & 
S.  F.  bridge  at  Twenty-sixth  Street  at 
west  end  of  Section  N,  and  A.,  T.  &  8. 
F.  bridge  across  Main  Channel  on  Sec- 
tion 8,  which  by  unanimous  consent  were 
referred  to  the  Committee  on  Finance. 


At  S  P.  M.  Mr.  Wenter,  seconded  by 
Mr.  Jones,  moved  that  the  Board  take  a 
receee  for  thirty  minutes. 

RBI-ORT  IN  REFERENCE  TO  ASBIONUXNT 
BY  THE  SCHERZER  ROLLINO  LIFT 
BRIDGE  COMPANt  TO  HARTHUB  BROS. 
COMPANY  OF  THE  CONTRACT  FOR 
KRECTINO  SUBSTRDCTDRB  OF  EIOHT- 
TRACK  RAILROAD  BRIDQE  ACROSS  MAIN 
CHANNEL  ON  SECTION  O,  NEAR  CAMP- 
BELL AVENUE. 

On  reconvening  Mr.  Smytb,  Chair- 
man, presented,  and  the  Clerk  read,  a  re- 
port from  that  Committee  in  reference 
lo,  and  accompanied  by,  the  report  of  the 
Attorney  to  the  Committee  transmitting 
assignment  by  The  Scherzer  Rolling  Lift 
Bridge  Company  to  UcArthur  Broa, 
Company  of  the  subelructure  work  on 
Uie  contract  for  erecting  the  eight-track 
railroad  bridge  across  Main  Channel  on 
Sectaon  O,  near  Campbell  Avenue;  con- 
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seat  of  the  surety  oonip«iiT  and  the  Dis- 
trict to  said  assignment;  wafver  by  The 
Scherzer  Rolling  Lift  Bridge  Company 
of  claimB  for  damages  growing  out  of 
said  contract  with  respect  to  the  sub- 


recommeDdiiig  that  the  Preeident  and 
Clerk  of  tbe  DiBtrict  execute  the  pro- 
posed  draft  of  the  oonsent  of  the  Sanl- 
tarr  District  of  Chicago  to  the  said 
aangument  of  The  Soberier  Rolling  Lift 
Bridge  Company,  the  same  to  be  de- 
livered by  tbe  President  upon  all  papers 
relating  Uier«to  being  properly  executed 
by  the  parties  to  tbe  same. 

Mr.  Smyth,  seconded  by  Ur.  Eckhart, 
moved  that  the  report  be  adopted  and 
tbe  recommendations  contained  therein 
coocurred  In. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Bold  en  week,  Braden,  Carter, 
Eokhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Naya — none. 


The  following  is 

THB  BBPOBT  0?  THB  COHIOTTEB: 

"CmoAQO,  July  IS,  IttilB. 
To  Ihs  Honorable,  the  Board  oT  TnuUet 

of  the  SanUan/  ZHrtrtct  of  Chicago  ; 

Qbntlkmrn— Your  Committee  on  En- 
gineering respectfully  reports  that  it  has 
considered  the  proposed  drafts  herewith 
accompanying  the  Attorney's  opinion, 
and,  after  careful  consideration,  we 
recommend  that  your  Honorable  Body 
direct  the  President  and  Clerk  of  the 
District  to  execute  the  proposed  draft  of 
the  consent  o(  tbe  Sanitary  District  of 
Chicago  to  tbe  aasigumwit  by  The 
Scherser  Boiling  Lift  Bridi^e  Company 
(oHoArthur  Bros.  Company;  the  same 
to  be  delivered  by  tbe  President  upon  all 
papers  relating  thereto  being  properly 
executed  by  the  parties. 

Bespeotfullr  submitted, 
(mgned)  Thduas  A.  Suttb, 

C/utirman. 

1.  P.  MlLLBTTB, 
B.  A.  ECKBART, 
ALBX.  J.  JONBS, 
Z.  R,   ClBTBB. 

Thomas  Eillt. 
Job.  C.  Bbadbn, 
Prank  Wbntib, 
wu.  boldbnitbck, 
CommttUe  on  Snffincerinct." 


The  following  is 

THE  REPORT  OF  THB  ATTORNEY. 

"OmoAOo,  July  12, 1889. 
To  the  HonortAle  the  Committte  on  En- 
gineering: 

aCNTLBHSN— I    respeOtfuUy    transmit 

herewith. 

First — Assignment  by  The  Scherzer 
Boiling  Lift  Bridge  Company  to  Mc- 
Arthur  Brothers  Company  of  tlie  sub- 
structure work  in  the  contract  betweec 
tbe  District  and  The  Scherzer  ItoUing 
Lift  Bridge  Company. 

Second— Consent  of  tbe  Surety  Com- 
pany to  the  assignment  by  Tbe  Scherzer 
Rolling  Lift  Bridge  Company. 

Third— Consent  of  the  District  to  the 
assignment  by  The  Scberier  Rolling  Lift 
Bridge  Company  to  the  McArthur  Broth- 
ers Company. 

Fourth— Waiver  by  The  Scherzer  Roll- 
ing Lift  Bridge  Company  of  all  claims 
tor  damages  which  it  has  growing  out 
of  tbe  said  contract  with  respect  to  the 
substructure. 

Fifth — Aooeptanoe  and  agreement  by 
Uc Arthur  Brothers  Company. 

I  have  piv 

i  considen 
in  due  form  of  law. 

Very  respectfully, 
(Signed)  CHAKLK8  C.  Oilbebt, 

Attomeu." 

The  followhig  Is 

THE  AS8IQNMENT  BT  THB  SCHERZBR 
EOLUNQ  LIFT  BBIDGB  COMPAtQ'  TO 
M- ARTEC K    BROTHERS    COMPANY. 

"Knoto  AllMen  by  Thete  Presents.  That 
The  Scherzer  Rolling  Lift  Bridge  Com- 
pany, a  corporation  of  IlUnoia,  for  and 
in  consideration  of  the  sum  of  one  dol- 
lar to  it  in  hand  paid,  and  of  other  good 
and  valuable  considerations,  does  hereby 
sell,  as^:n,  traDsfer  and  convey  to  Mc- 
Arthur Brothers  Company,  a  corporation 
of  Ulinols,  all  its  right,  title  and  int«rsst 
in  and  to  that  part  of  a  certain  contract 
made  and  entered  into  by  the  said  The 
Scherzer  Rolling  Lift  Bridge  Company 
and  the  Sanitary  District  of  Chicago, 
bearing  date  the  Sth  day  of  August,  A.  D. 
1898,  for  the  doing  of  the  excavation  and 
tbe  erection  of  the  subetructure  of  a  rail- 
road bridge  crossing  the  Main  Drainage 
Channel,  on  its  line  near  Campbell  Ave' 
noe,  in  Uie  City  of  Chicago,  on  Contract 
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Section  «0,"  together  with  the  buUding 
of  all  collateral  works,  which,  by  the 
terms  of  the  said  contract,  are  included  in 
the  Bubetruoture,  and  all  extra  work 
which  has  been  or  may  be  ordered  there- 
under, and  all  moneys  that  may  be 
earned  thereunder;  and  does  also  here- 
by sell,  assign,  transfer  and  convey  to 
the  said  McA^rthur  Brothers  Company 
all  its  right,  title  and  interest  in  and  to 
any  moneys  now  earned,  or  that  may 
hereafter  be  earned  and  payable  for  the 
doing  of  the  said  substructure  work  as 
it  progresses,  and  for  any  expediting 
thereof,  and  for  any  extra  work  con- 
nected therewith,  and  for  final  payment 
thereon  when  completed,  including  re- 
tained percentage  on  said  substructure 
work.  And  the  said  The  Scherzer  Boil- 
ing lift  Bridge  Company  hereby  con- 
sents to  the  separation  and  segregation 
ol  the  substructure  work  and  all  work 
collateral  thereto,  and  the  payment 
therefor,  from  the  doing  and  the  Pay- 
ment for  the  superstructure  work  of  the 
said  railroad  bridge,  and  makes  the  said 
McArthur  Brothers  Company  its  attor- 
ney in  fact  for  the  performance  thereof 
and  to  receive  payment  therefor. 

In  WUness  Whereof,  The  said  The 
Scherzer  BoUing  Lift  Bridge  Company 
has  hereunto  caused  its  name  to  be  set, 
and  its  corporate  seal  to  be  affixed  by  its 
officers  duly  authorized  so  to  do,  this 
7th  day  of  July,  A.  D.  1899. 

The  Scherzer  Rolling  Hft  Bridge  Co., 


(Signed) 

Attest: 
[sbal] 


By  Albbrt  H.  Sghbrzbr, 

Preeident. 

A.  G.  ZiMMBBMAFN, 

Secretary. "^^ 


The  following  is 

THE  CONSENT  OP  THE  SURETY  COMPANY 
TO  THE  ASSIGNMENT: 

"Wbxbmab.  The  Scherzer  Boiling  Lift 
Bridge  Company  has  entered  into  a  cer- 
tain contract  for  the  building  of  a  cer- 
tain railroad  bridge  for  the  Sanitary  Dis« 
trict  of  Chicago,  dated  August  9th,  1898; 
and 

Whereas.  The  undersigned.  The  City 
Trust,  Safe  Deposit  and  Surety  Company 
of  Philadelphia,  company  has  executed 
its  bond  to  secure  the  faithful  perform- 
ance of  the  said  contract  according  to 
its  terms  and  conditions  bv  the  said  The 
Scherzer  Boiling  Lift  Bridge  Company; 
and 

Whbbbas,  The  said  The  Scherzer 
Boiling  Lift  Bridge  Company  has  as- 


signed to  the  McArthur  Brothers  Com- 
pany the  doing  of  the  substructure  work 
under  the  said  contract  and  the  work 
incidental  thereto,  by  and  with  the  con- 
sent of  the  said  Sanitary  District  of  Chi- 
cago. 

Now,  therefore.  In  consideration  of  the 
premises  and  of  the  sum  of  one  dollar  to 
it  in  hand  paid  by  the  said  Sanitary 
District  of  Chicago  the  said  The  City 
Trust,  Safe  Deposit  and  Surety  Company 
of  Philadelphia,  company  hereby  con- 
sents to  the  said  assignment  by  tne  said 
The  Scherzer  Boiling  Lift  Bridge  Covfi- 
pany,  and  consents  that  the  bond  of  m- 
demnity  heretofore  executed  by  it  on 
behalf  of  the  said  The  Scherzer  Boiling 
Lift  Bridge  Company  may  continue  to 
insure  the  performance  of  that  portion 
of  the  said  contract  assigned  by  tne  said 
The  Scherzer  Boiling  Lift  Bridge  Com- 
pany to  the  said  McArthur  Brothers 
Company,  and  that  the  undersigned 
shall  be  and  are  hereby  bound  to  secure 
the  full  and  faithful  performance  of  that 
portion  of  the  said  contract  so  assigned 
to  the  said  McArthur  Brothers  Company, 
and  all  the  provisions  of  the  said  bond 
are  hereby  extended  to  the  said  assigned 
contract. 

In  WUnesB  Whereof,  The  said.  The  City 
Trust,  Safe  Deposit  and  Surety  Company 
of  Philadelphia,  company  haiB  hereunto 
set  its  name  and  caused  its  seal  to  be  at- 
tached by  its  officers  duly  authorized  so 
to  do. 

(Signed) 

The  City   Trust,  Safe   Deposit   and    Surety 
Company  of  Philadelphia. 

By  J.  R.  Walsh, 
fSBALj  HeeiderU  Vice- President. 

Attest:  William  P.  Campbbll. 

Besidetit  Assistant  Secretary. 

July  12, 1899." 


The  following  is 

the    CONSENT    OP    THE    SANITARY    DIS- 
TRICT TO  THE  ASSIGNMENT: 

•'Know  All  Men  by  These  PremUs,  That 
the  Sanitary  District  of  Chicago  hereby 
consents  and  approves  of  the  assignment 
by  The  Scherzer  Boiling  Lift  Bridge 
dompany,  a  corporation,  to  the  Mc- 
Arthur Brothers  Company,  a  corpora- 
tion, of  that  part  of  its  contract  with  the 
Sanitary  District  of  Chicago,  dated  the 
9th  day  of  August,  A.  D.  1898,  for  the 
doing  of  the  excavation  and  the  erection 
of  the  substructure  of  the  railroad  bridge 
crossing  the  Main  Drainage  Channel  on 
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ita  line  Dear  Campbell  Avenue,  ia  the 
City  of  Chicago,  on  contract  Section 
"O,"  together  with  the  building  ot  all 
collateral  works,  which  by  the  terms  of 
the  said  contract  are  included  in  thesub- 
etnicture  work  thereof,  and  for  the  bx~ 
pediting  thereof,  and  any  other  extra 
work  which  has  been  or  may  hereafter 
be  ordered  by  the  Chief  Engineer  of  the 
aaid  Sanitary  District  of  Chicago,  there- 
under appertaining  to  said  substructure 
work;  and  further  agrees  to  the  separa- 
tion and  segregation  of  the  substructure 
work,  and  the  payment  therefor,  under 
the  said  contract,  from  the  superstruot— 
ure  work  thereunder;  and  that  the  said 
substructure  work  shall  be  paid  for 
separately  as  the  work  prosresaea,  and 
upon  its  completion  the  said  Sanitary 
District  of  Chicago  witl  estimate  the 
same  in  fnll  and  make  final  payment 
thereon,  including  the  retained  percent^ 
age,  to  the  said  McArthur  Brothers  Com- 
pany; but  the  consent  and  approval  of 
this  assignment  is  conditioned  upon  the 
written  aaeent  to  said  assignment  by  the 
surety  on  the  bond  heretofore  given  by 
the  said  The  Scherzer  Rolling  Lilt  Bridge 
Company  to  secure  said  contract,  and  is 
not  to  b«  taken  aa  a  release  ot  any  pres- 
ent liability  under  said  contract  or  bond- 
In  Witntss  Whereof,  The  said  Sanitary 
District  of  Chicago  baa  caused  lie  name 
to  be  signed  by  its  President  and  attested 
by  its  Ulerk  and  its  corporate  seal  to  be 
hereto  affixed  this  I3th  day  of  July,  A. 
D.  1899. 

Sanitary  DMrirt  of  Chicago. 

(Signed)     By  William  Boldbnweoe, 
Pmifltnl. 
Attest: 

Joseph  F.  Haas, 

Clerk. 

Approved;  TeKAL.] 

Charles  C.  Oilbebt, 


THB  waiver  BT  THE  SCHERZER  ROLLINO 
LIFT  BRIDGE  COMPANY  OF  CLAIMS  FOB 
DAMAGES: 

"Whereas,  The  undersigned,  The 
Scherzer  Rolling  Lift  Bridge  Company, 
has  a  certain  contract  with  the  Sanitary 
District  of  Chicago  for  the  building  of  a 
certain  railroad  bridge  at  Campbell  Ave- 
nue, in  the  said  City  of  Chicago,  bearing 
date  of  the  9th  of  August,  189S;  and 

Whebbab.  Also,  undersigned  has  also 


certain  claims  for  damages  against  the 
said  Sanitary  District  of  Chicago,  arising 
under  the  said  contract  by  reason  of  hav- 
ing been  delayed  and  otherwise  damaged 
in  the  doing  of  the  substructure  work 
under  the  said  contract;  and 

Whereas,  The  undersigned  has  as- 
signed the  doiuK  of  the  substructure 
work  and  tlie  work  incidental  thereto  to 
McArthur  Brothers  Company;  and 

WHEREAS.TbesaidSanitBTj  District  of 
Chicago  has  consented  to  the  aaid  assign- 
ment, and  the  said  UcArthur  Brothers 
Company  propose  to  forthwith  proceed 
with  the  saia  eubatmcture  work  ana  to 
expedite  the  doing  of  the  same. 

Nmo,  therefore.  The  undersigned,  The 
Scherzer  Holllng  Lift  Bridge  Company, 
hereby  in  consideration  of  the  premises 
and  of  the  sum  of  one  dollar  by  it  re- 
ceived from  the  said  Sanitary  District  of 
Chicago  hereby  waives,  relinquishes  and 
discharges  the  said  Sanitary  District  of 
Chicago  of  and  from  al  I  claims  for  dsm- 
ages  which  it  now  has  against  the  said 
Sanitary  District  of  Chicago  in  reference 
to  the  said  substructure  work  embraced 
in  the  said  contract.  But  this  waiver 
and  release  shall  not  be  treated  or  con- 
sidered as  a  waiver  or  release  of  any 
claim  for  damages  which  it,  the  said 
The  Scherzer  Rolling  Lift  Bridge  Com- 
pany, bas  against  the  said  Sanitary  Dis- 
trict of  Chicago  in  reference  to  the  super- 
structure and  superstructure  work  under 
the  said  contract  for  t)uilding  the  said 
railroad  bridge,  which  said  claims  are 
expreesly  reserved  to  tlie  undersigned. 

in  WiiTUtt  Whereof,  Tlie  said  The 
Scherzer  Rolling  Lift  Bridge  Company 
has  hereunto  caused  its  name  to  be  set 
and  its  seal  to  be  affixed  this  13th  day  of 
July,  A.  D.  1899. 
(Signed) 

The  Seherier  Railing  LiU   ISfdye  romp.tny. 

)8EAL.J       By  Albert  H.ScHERZRB, 

/■"resident." 


The  following  is 


"Kttow  All  Men  by  Tkest  PrtstnU, 
That  the  undersigned,  McArthur  Broth- 
era  Company,  in  consideration  of  ihe 
assignment  to  it  by  The  Scherzer  Rolling 
Lift  Bridge  Company  of  all  the  right, 
title,  claims  and  Interexi  of  the  said  The 
Scherzer  Rolling  Lift  Bridge  Company 
in  and  to  the  substructure  portion  (H 
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their  contract  for  the  excavation  and 
erection  of  the  BubBtructure  for  the  rail- 
road bridge  crossing  the  Main  Drainage 
Channel  on  its  line  near  CampbellA venue, 
in  the  City  of  Chicago,  on  contract  Sec- 
tion  **0,"  together  with  the  building  of 
all  collateral  works,  which,  by  the  terms 
of  the  said  contract,  are  included  in  the 
substructure  part  of  the  said  work  and 
for  the  expediting  thereof,  and  any  extra 
work  ordered  thereunder,  and  in  and  to 
any  moneys  due  or  that  may  become  due 
thereunder,  and  of  the  consent  and  ap- 
proval of  the  said  Sanitary  District  of 
Chicago  thereto;  and  that  the  said  Sani- 
tary District  agrees  also,  with  the  under- 
signed, that  upon  the  completion  of  the 
said  substructure  work  it  wiU  estimate 
the  same  in  full  and  make  final  payment 
thereon,  including  all  retained  per- 
centage on  said  substructure  work;  do 
hereby  on  our  part  covenant  and  agree 
with  the  said  Sanitary  District  of  Chi- 
cago to  carry  out  and  perform  all  the 
terms  and  conditions  as  set  forth  in  the 
said  contract  relating  to  the  substruc- 
ture work  and  all  collateral  work  apper- 
taining thereto,  together  with  any 
changes  or  extra  work  which  may  bie 
ordered  in  connection  therewith  by  the 
Chief  Engineer  of  the  said  District  at 
the  prices  stated  in  said  contract;  and 
we  hereby  covenant  and  agree  faithfully 
to  carry  out  said  agreement  so  far  as 
same  relates  to  the  execution  of  said  sub- 
structure work  for  said  bridge,  in  con- 
sideration of  the  payments  to  be  made 
to  us  as  the  work  progresses  at  the  prices 
therein  stated  and  of  the  payment  to  us 
of  all  sums  earned  thereunder,  includ- 
ing the  retained  percentage,  within 
thirty  days  after  the  substructure  work 
shall  be  completed. 

In  Witness  Whereof,  The  said  Mc- 
Arthur  Brothers  Ck)mpany  has  hereunto 
caused  its  name  to  be  set  and  its  cor* 
porate  seal  to  be  hereto  affixed  by  its 
officers  duly  authorized  sn  to  do,  this 
12th  day  of  July,  A.  D.  1899. 


(Signed ) 

[SBALJ 


Mc Arthur  Bros.  <^o. 
By  A.  Mc  Arthur, 

Pr  evident. '*'* 


REPORT  IN  REFERENCE  TO  RE-ADJUST- 
MENT OP  PRICES  ON  CONTRACT  FOR 
SUBSTRUCrrURE  OF  EIGHT-TRACK  RAIL- 
ROAD BRIDGE  ACROSS  MAIN  CHANNEL 
ON  SECTION  O  AND  ON  CONTRACT  FOR 
SUPERSTRUCTURE  FOR  BY-PASS  ALONG 
cmCAQO  RIVER. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  (Com- 
mittee on  Bngineering  with  reference  to, 


and  accompanied  by,  the  orders  of  the 
Chief  Engineer,  re-adjusting  the  prices 
on  the  contract  for  the  substructure  of 
the  eight- track  railroad  bridge  across 
Main  Channel  on  Section  O,  near  Camp- 
bell Avenue,  heretofore  made  with  the 
Scherzer  Rolling  Lift  Bridge  Company, 
and  by  it  assigned  to  Messrs.  McAxthur 
Brothers  Company,  and  also  on  the  con- 
tract with  Messrs.  Griffiths  &  McDer- 
mott  for  the  superstructure  for  by-pase 
along  the  Chicago  River,  the  report 
recommending  that  the  Board  formally 
approve  the  findings  of  the  Chief  Engl* 
neer  transmitted  herewith. 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Teas- 
Messrs.  Boldenweck,  Braden,  Carter^ 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT. 

^'CHICAGO,  July  12,  1899. 

lo  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Cliicaqo: 

Gentlemen — Your  Committee  on  En- 
gineering beg  leave  to  state  that  they 
have  had  under  consideration  the  orders 
of  the  Chief  Engineer,  herewith  trans- 
mitted, readjusting  the  prices  on  the 
substructure  of  the  Campbell  Avenue 
Bridge,  and  the  superstructure  of  the 
By-pass  between  Adams  and  Van  Buren 
Streets,  rendered  necessary  by  the  de- 
mand of  the  Sanitary  District  that  work 
at  both  of  these  points  be  completed 
ready  for  the  turning  of  water  into  the 
Main  Drainage  Channel  by  December 
1, 1899. 

Tour  Committee  and  the  Sub-commit- 
tees thereof  have  held  almost  daily  ses- 
sions with  these  contractors  or  their  rep- 
resentatives for  the  past  two  weeks,  in 
the  endeavor  to  secure  the  lowest  prices 
possible  for  the  execution  of  this  work 
on  the  date  demanded  by  the  Sanitary 
District.  While  your  Committee  feel 
that  the  prices  demanded  by  these  con- 
tractors, and  finally  acceded  to  by  the 
Chief  Engineer,  are  exorbitant  and  un- 
just to  the  Sanitary  District,  we  have 
finally  concluded  that  they  were  the  best 
terms  that  could  be  secured  under  the 
circumstances,  and  involve  th&  neces- 
sary sacrifice  to  be  made  on  the  part  of 
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the    District   it  the  Channel    is  to   be 
opened  dnring  the  present  ;ear. 

Tbe  reaideDta  and  tax  payarB  of  the 
Sanitary  Distriot  are  clamoriog  for  the 
adTaatagcB  of  this  great  public  im- 
provement at  the  earliest  po«8tble  dat«, 
and  in  the  hope  that  tbe  neceesity  of  this 
action  may  t>e  appreoiatad  by  them,  and 
tbe  Banil^7  beneSta  of  the  Drainage 
Channel  realized  bythe  close  of  the  pass- 
iog  year,  your  Committee  unanimdUBly 
recommend  that  your  Honorable  Body 
formally  approve  the  findings  of  Uie 
Chief  Engineer  transmitted  herewith. 

Reepeotfully  submitted. 
(Signed)  Thouas  A.  Sutth, 

Chairman. 
J.  P.  Hallbtte. 

ALBI.     J,     JONIS, 

Z.  R.  Cartsr, 
Fbask  West  KB, 

B.    A.    ECKDART, 

J.  C.  Bradbm, 

Thomas  Eellt, 

flFM.   BOLnBNWBCK, 

CommitiM  uri  EngiTteeiiitg." 


The  following  are 


"Cbioaoo,  July  11, 1809, 
JUeisra.  Qriffiths  A  McDermoU.  Contrac- 
tors for  iSuperatrwture  of  By- Pats. 
Gehtleicbi' — Whereas  certain  ques- 
tions have  been  raised  hy  you  as  to  the 
justioe  of  a  requirement  on  the  part  of 
(he  Sanitary  District  that  you  proceed 
with  jour  contract  foi-  supplying  and 
«rectlng  the  superstructure  of  tbe  By- 
pass on  the  weet  aide  of  the  Chicago 
River  through  and  across  the  lands  of 
the  Pennsylvania  and  Chicago  and  Alton 
R.  R.  Companies,  in  the  City  of  Chi- 
cago, alleging  in  your  own  behalf  that 
jour  said  contract  of  June  80th,  1898, 
provided  for  the  completion  of  all  of  the 
-work  called  for  therein  on  or  before  Feb- 
ruary 1st,  1899,  and  asserting  that  you 
were  not  allowed  to  enter  upon  the  prem- 
ises upon  which  the  work  was  to  be  done 
wlihin  tbe  life  of  your  said  contract,  by 
reason  of  the  failure  of  the  said  Distriot 
to  furnish  you  the  aubetructure  upon 
which  to  erect  the  superstructure  oailed 
for  by  your  contract,  and  further  alleg- 
ing that  no  part  of  the  said  substructure 
was  ready  to  receive  the  superstructure 
untQ  on  or  about  June  20th  last  past.  By 
reason  of  said  failure  on  the  part  of  the 
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Sanitary  District  you  allege  that  you 
were  unable  to  do  the  work  witliin  the 
period  for  which  you  had  made  provis- 
ion and  that  since  that  period  the  pricea 
of  materials  and  labor  have  advanced  to 
such  an  extent  that  you  would  have  to 
proeeoute  the  contract  without  profit 
and  even  at  actual  loss.  These  questious 
having  arisen  and  having  been  fully  dis- 
cussed by  the  parties  to  the  contract  and 
by  them,  under  Clause  "B"  thereof,  re- 
ferred to  the  Chief  Engineer  for  deoi»- 
ion,  I,  as  mid  Engineer,  make  the  fol- 
lowing rulings  and  awards; 

Increased  cost  of  cement $  3,000  00 

Increased  cost  of  sand 1,008  50 

Increasedcostot cruBhedstone  1,600  00 

Increased  cost  of  labor 7,SO0  00 

Increased  coet  of  erecting  steel 

work 8,000  00 

Increased  cost  of    carpenter 

work 1,000  00 

Increased  cost  of  lumber. 800  00 

Holmee  &  Pyati'tf  bill  on  cast 

iron 700  00 

Extension  of  surety  bond 100  uO 

|S8,80a  50 
Increased  ooet  of  iron  work  to 
American  Bridge  Works 15,000  00 

|8J,Wn  80 

Which  prices  shall  be  paid  you  on  ftli 
work  remainiilg  to  be  done  in  full  com- 
pensation for  all  losses,  damages,  or 
claims  which  have  accrued  to  you  in  the 
past  and  which  may  arise  in  the  future 
prosecution  of  this  work  under  your  said 
contract,  due  to  tbe  causes  herelnbefwe 
recited.  Payments  of  these  increased 
amounts  to  be  made  pro  rata  on  the 
monthly  progress  of  tbe  work.  Pro- 
vided, however,  that  you  ahail  imme- 
diately proceed  to  deliver  the  materials 
and  begm  the  ereotion  of  the  said  anpar- 
struoture  and  equip  the  work  with  each 
machinery  and  employ  such  a  force  of 
men  as  will  insure  the  completion  of  alt 
of  the  superstructure  covered  by  your 
said  contract  on  or  before  the  fifteenth 
day  of  November,  1899,  subject,  how- 
ever, to  the  condition  that  you  shall 
not  be  held  liable  for  delays  to  you 
arising  out  of  failure  to  furnish  you 
the  substructure  as  fast  as  needed 
to  enable  you  to  proaecut«  your 
work  oontinnousiy.  If,  however,  you 
fail  to  make  such  progress  as,  in  the 
judgment  of  the  Gtilef  Engineer,  irlll 
insure  the  completion  of  said  work  on  or 
tMfore  Noveml>er  10th  then  he,  the  said 
Chief  Engineer,  shall   in  writing   notifr 

Jou  that,  in   his  judgment,  you  Should 
■crease  the  force  of  men  and  the  equip- 


Joij  w,]  —51 

nent  of  machiTiery.  one  or  both,  and  in 
Buch  written  notiflcation  shall  specify 
what  he  requires  of  you  and  if,  at  the 
expiration  of  ten  days,  yon  shall  have 
failed  to  comply  with  bis  requirementa. 
as  stated  to  yon  in  miCing,  then  he  shaJl 
at  onoe,  without  further  notice  to  you, 
hare  power  to  enter  upon  said  work  and 

Eloce  tbenton  such  tools  and  appliances 
1  addition  to  the  equipment  which  you 
shall  have  upon  the  work  at  the  time 
and  employ  such  men  and  procure  euch 
materials  as,  in  his  judement,  shall  be 
oecvnary  to  complete  the  work  within 
the  time  specified  herein  and  charge  the 
same  to  your  account.  Save  as  herein 
set  forth  four  contract  of  June  30th, 
18»8,  shall  be  and  remain  in  full  force 
and  effect.  To  avail  yourBelvee  of  this 
adjustment  you  must  file  with  the  Clerk 
of  this  District  an  acceptance,  under 
Mai,  by  your  suretiee  of  all  of  the  terms 
and  couditions  hereinbefore  recited,  to 
the  end  that  your  bond  for  the  faithful 
performance  of  the  work  may  be  and  re- 
main in  full  and  binding  force  and 
effect  If  you  accept  the  terms  of  this 
adjustment  please  ai^n  the  two  copies 
hereof  traoemitted  herewith. 

Yours  truly, 
(Signed)  IsuAM  Raadolfb, 

Chitf  Eitgiruer. 


"Chicago,  July  12, 1899. 
lo  Ike    MeArlhur  Brothers    Company, 
UovtraeUn's    and     Atsijtneea    of     the 
Sclurter  Rolling  Lift  Bridge  Company: 
QsNTLaMBN— Whereas,  the    said    The 
Scherzer  Rolling  Lift  Bridge  Company, 
contractors,    did    on     the    9th    day    of 
August,  18S8,  contract  with  the  Sanitary 
District  ol  ChicSKo  fur  all  of  the  ma- 
terials, worbmanehip  and  erection  of  an 
eight-track   bridge  structure  over  and 
acioea  iia  Main  Channel  on  the  line  of 
Campbell  Avenue,  in  the  City  of  Chi- 
cago; and, 

Whbbkab,  With  the  knowledge  and 
consent  of  the  said  Sanitary  District  of 
Chicago  the  said  The  Scberzer  Rolling 
Lift  Bridge  Company  has  assigned, 
transferred  and  conveyed,  by  a  proper 
instrument  in  writing,  that  part  of  said 
oontraot  covering  the  supplying  of  all 
materials  and  labor  and  performing  all 
of  the  substructure  work,  excavating  for 
foundations,   enlargement    of    channel 
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and  all  work  collateral  thereto,  being  the 
substructure  work  under  said  contract, 
and  authoriiing  the  Sanitary  District  to 
pay  to  you  and  you  to  receive  all  moneys 
due  or  to  become  due  on  acconnt  of  the 
said  substructure  work  segregated  by  the 
said  assignment  from  the  entire  work 
covered  by  the  aforesaid  contract  of 
Augnat  9,  1898;  and, 

Whkreab,  Tne  Sanitary  District  of 
Chicago  urgently  needs  the  completion 
of  the  said  substructure  and  all  of  the 
work  collateral  thereto  on  or  before  De- 
cember ],  1899;  and, 

Whbrbab,  It  will  be  necessary  for  the 
said  contractors,  aaeigneee  of  said  oon- 
tradt,  to  make  extraordinary  exertions 
to  complete  the  work  within  the  period 
remaining  between  the  date  hereof  and 
December  let;  and, 

Whkbbab,  The  methods  which  must 
be  resorted  to  for  executing  the  work  and 
prosecuting  the  same,  both  night  and 
day,  entail  a  great  increase  of  cost  to  the 
contraotors,  making  a  large  increase  in 
the  equipment  of  machinery  and  appti- 
ancee,  employing  labor  at  times  and  un- 
der conditions  which  increase  the  cost 
and  the  storage  of  large  quantities  of 
material  at  points  from  which  it  must  be 
rehandled  at  great  expense  to  place  it  in 
the  work;  and, 

Whbreas,  All  of  these  questions  have 
been  discussed  before  the  Engineering 
Committeeof  the  Board  of  Trustees;  and, 

Whbrbas,  It  has  been  conditionally 
agreed  that  the  sum  to  be  paid  to  Ho- 
Arlbur  Brothers  Company  for  carrying 
on  the  work  underthe  conditions  named, 
and  completing  the  same  on  or  before 
December  1,  1899,  shall  be  the  sum  of 
one  hundred  an<l  twenty  thousand  dol- 
lars (1130,000.00),  and  also  conditioned 
upou  the  agreement,  on  the  part  of  the 
said  Sanitary  Distriot,  that  it  will  also 
furnish  and  deliver  to  you  upon  the  said 
work  all  the  necessary  Portland  cement 
for  making  mortar  and  concrete,  as  yon 
may  require  it,  at  a  cost  to  you  not  in 
excess  or  two  dollars  (|2.00)  per  barrel. 
All  cement  s"  furnished  you  to  be 
charged  against  you  as  used  on  your  cur- 
rent monthly  estimates  as  the  same  are 
issued,  and  in  the  event  that  the  said 
Sanitary  District  shall  hereafter  elect  to 
allow  you  to  furnish  said  cement,  then 
jou  will  be  paid  ten  thousand  dollars 
(910,000.00)  in  addition  to  said  sum  of 
one  hundred  and  twenty  thousand  dol- 
lars ($130,000.00),  in  the  same  manner, 
in  lieu  of  said  cement. 

Note,  therefore,  I,  as  Chief  Engineer 
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ot  tbe  SanitArr  District  of  Chicago,  bere- 
bf  direct  you  to  proceed  to  perform  and 
carry  out  all  ot  the  provisions  of  the 
aforeatiid  contract  of  August  9,  1898,  to 
you  aEsigned  by  the  said,  The  Scherzer 
Rolling  Life  Bridge,  Coinpan;,  and  to 
complete  the  sanie  on  or  before  Decem- 
ber 1,  1800,  audi  fix  the  compensation 
for  tlie  extra  exertion  and  expense'  to 
you  involved,  and  for  the  release  of  all 
claims  for  damages  on  the  said  sub- 
structure work  under  the  said  contract 
by  the  said,  The  Scheizer  Rolling 
Lift  Bridge  Company,  at  the  sum  of 
one  hundred  and  twenty  thousand  dol- 
lars ($120,000.00),  which  sum  shall  be 
paid  to  you  in  excess  of  the  prices  pro- 
vided in  your  said  contract  in  monthly 
sums,  on  the  lOth  and  2Gth  days  of  each 
and  every  mouth,  pro-rated  on  the 
volume  and  value  of  the  work  performed 
to  the  full  value  of  tbe  completed  sub- 
structure work,  and  will  alao,  in  case  the 
said  Sanitary  District  shall  so  elect  on  or 
before  five  dnya  from  the  date  hereof, 
furnish  and  deliver  to  you  upon  the  said 
work  all  the  necessary  Portland  oement 
for  making  mortar  and  concrete  ss  you 
may  require,  at  a  cost  to  you  not  in 
excess  ot  two  dollars  ($3.00)  per  barrel, 
to  be  charged  against  you  as  it  ia  used 
on  your  current  monthly  estimates;  and 
in  the  event  the  said  Sanitary  District 
shall  not  elect.'  within  five  days  here- 
after, to  furnish  jou  the  said  cement,  in 
the  manner  herein  provided,  then  you 
shall  be  paid  ten  thousand  dollars 
($10,000.00),  in  addition  to  said  sum  of 
one  hundred  and  twenty  thousand  dol- 
lars |$130,000.0l)),  in  lieu  of  aU  of  the 
said  cement  at  tbe  said  price.  Which 
said  moneys  shall  be  received  by  you  in 
the  manner  stated,  in  full  compensation 
for  all  loeaes,  damages  or  claims  which 
have  accrued  to  you  in  the  past  and 
which  may  arise  in  the  future  prosecu- 
tion of  this  work  under  your  said  con- 
tract upon  the  said  substructure  work 
due  to  causes  hereinbefore  stated.  Pro- 
vided, however,  that  you  shall  immedi- 
ately proceed  to  deliver  the  matoriols 
and  equip  the  work  with  such  machinery, 
and  employ  such  a  force  of  men  as  will 
insure  tlio  completion  of  all  the  said 
substructure  work  covered  by  your  said 
contract  on  or  before  the  said  let  day  of 
December,  1899. 

If,  however,  you  fail  to  make  such 
progress  as.  in  tbe  judgment  of  the  Chief 
Engineer,  will  insure  the  completion  of 
said  work  on  or  hefoTe  said  December 
1st,  189U.  then  lie.  the  said  Chief  Engi- 
neer, shall,  in  writing,  notify  you  that, 
in  his  judizment,  you  should  increase  the 
force  of  men  snd  the  equipment  of  ma- 


;0—  riSff> 

chioery,  one  or  both,  and  in  such  written 
notification  ahail  specify  what  he  re- 
quires of  you  to  so  expedite  the  work; 
and  if,  at  tbe  exoiration  of  ten  days,  you 
shall  have  fatled  to  comply  with  his  re- 
quirements, a«  stated  to  you  in  writing, 
then  be  shall  at  once,  without  further 
notice  to  you,  have  power  to  enter  upon 
said  work  and  place  thereon  such  tools 
and  appliances,  in  addition  to  the  equip- 
ment which  you  shall  have  u|)au  the 
work  at  that  time,  and  employ  such  men 
and  procure  such  materials  as,  in  his 
judgment, shall  be  necessary  to  complete 
the  work  within  the  time  specified  herein 
and  charge  tbe  same  to  your  account. 
Save  as  herein  set  Forth  and  m  tbe  con- 
sent of  tbe  District  to  the  said  assign- 
ment ot  the  Kid  substructure  work  the 
contract  of  AuKUfll9,  1898,  ehall  be  and 
remain  in  full  force  and  eSect  in  so  for 
as  the  same  pertains  to  the  But)structure 
work.  This  order  is  given,  subject  to 
the  approval  and  conllrmation  by  the 
Board  ot  Trmtees  of  the  Sanitary  Dis- 
trict of  Chloago. 

To  avail  yourselves  of  this  adjustment, 
you,  tbe  said  McArther  Brothers  Com- 
^y,  must  file  with  tbe  Clerk  of  this 
District  tbe  consent,  under  seal  by  the 


the  said  contract  of  August  9,  1898,  to 
the  said  aseignnient.  to  the  end  that  their 
said  t>ond  for  the  faithful  pertormanoe 
of  the  work  mity  be  and  remain  in  full 
and  binding  force  and  effect. 

If  you  accept  the  terms  of  this  adjust- 
ment, please  sign  the  two  copies  hereof 
transmitted  herewith. 

Yours  truly. 
(Signed)  Isham  Randolph, 

Chief  Engiiiar. 
We  accept    the   foregoing    oriler   and 
will  be  bound  by  its  terms,  if  we  shall  be 
paid  for  the  work  in  the  time  and  man- 
ner therein  piovided. 
(Signed)  2fcArtkur  Bralhers  Co. 

By  A.  McAsTHOa, 
President, 
Attigneo  oj  the  Baid  Tlie  Scherier  Bolt- 
ing Lift  Bridiic  Company." 


^^?C., 


■:* 
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—OF  THB^ 


Board  of  Trustees 


— OF  THB — 


Sanitary  District  of  Chicago. 


JULY  19.  1899. 


OFFICIAL  RECORD. 

^viiMzhfA  by  avXtwriiy  of  Vhe  Board  o  TnuteeB 
of  the  Sanitary  District  of  Ciiieaoo. 


BEQULAR  MEETING. 

The  four  hundred  and  forty-seventh 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Boiurd,  Security 
Building,  Wednesday,  July  19,  1899, 
at  2  o'clock  P.  M. 


On  roll-call  Messrs.  Boldenweck, 
Braden,  Carter,  Eckhart,  Jones,  Mal- 
lette  and  Smyth— seven  members,  were 
present. 

President  Boldenweck  then  called  the 
Board  to  order.  • 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  July  12,  1899,  were  approved  as 
printed,  on  motion  of  Mr.  Mallette, 
seconded  by  Mr.  Jones. 


•VOUCHERS. 
The  Clerk  presented  the  following:  Touchers  : 

FAY  B0LL8. 

*General  Account  (streams  examination,  June,  1890) f 

♦General  Account  (general  roll,  July  15, 1899) 


87  08 
228  00 


$     815  08 


GENBRAL    ACCOUNT. 


C.  Hoover  (streams  examination ) $  8  00 

Wm.  J.  Bohm  (streams  examination) 31  50 

*Edwin  O.  Jordan  (streams  examination) 368  55 

♦Arthur  W.  Palmer  (streams  examination) 396  59 
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Emll  Appel  (ctreams  exftmloatlnli) t 

John'  E.  Thome  (streamB  examination) 

Geo,  Brooks  'streams  eiamlnatlon ) 

•Henrj  Atklna  (streams  examlDstioD) 

B.  F.  RobinsoD  (elrearas  eiamloatlun ) 

John  C.  Bpink  (strMms  eiami nation ) 

American  Express  Company  (streams  examination) 

D.  H.  Jansen  {streams  eiamlnatlon) 

Frank  Jones  (streamB  examination) 

Peoria  Water  Works  Company  {streams  examination) 

James  McCuoe  (itreama  examination) 

W.  H.  Fraser,  H.  D.  (streams  examination) 

Dennis  Foley  (streams  examination) 

Jamas  Hack  (streams  examination) 

R.  P.  Elliott  (streams  examination) 

Harry  Hudson  (stream  examination) 

P,  W.  O'Brien  (streams  examination) 

Arthur  R.  Reynolds  (streams  examination) 

Boyd  &  Co.  (streams  examination) 

Woijer  Bros.  Metal  Works  (atteamt  examination) 

C  H.  Rice  (streams  examination) 

Bauaeh  &  Lomb  Optical  Company  (streams  examination) 

•E.  H.  Sargent  &  Co.  (etreama  examination) 

American  Express  Company  (streams  examination! 

•United  States  EipresB  Company  (streams  examination) 

•Capt,  F.  R.  McGrcKor  (sundry  expenses) 

'Joseph  F.  Haas,  ClerK  (sundry  expenses)  


The  Bcberzer  Rolling  Lift  Bridge  Company  (Section  O.  July  15,  1899)..$; 

.Geo.  M.  Huss  (temporary  Pan  Handle  Bridge,  Bection  O) 

Schultz  Bros,  (temporary  Pan  Handle  Bridge,  Section  O) 

Chicago   Star  Construction   and   Dredirlng  Company  (temporary  Pan 

Handle  Bridge,  Secti  on  O) 

A.  T,  Wilcox  (teasporary  Pan  Handle  Bridge,  Section  O) 

Lammcrt  &  Mann  (pumping  plant.  Section  O)  

Weir  &  Craig  Manufacturing  Company  (pumping  plant,  SecUonO).., 

Hayes  Bros,  (pumping  plant.  Section  O) 

Hayes  Bros,  (pumping  plant,  Section  O) 

Geo.  H,  Husa  (pumping  plant,  Section  O] 

Hayes  Bros,  et  al.  (Section  N,  July  15, 1899) ■ 

Gahan  &  Byrne  (Section  [},  July  15, 1899) ) 

Halvorson,  Richards  &  Co.  (Section  E,  Jnly  15, 1899) 1 

C.  T.  T.  R.  R.  Co.  (Taylor  Strest  Bridge) : 

Postal  Telegraph   Cable  Company,  {A.,  T.  &  8.  F.  Ry.  Co. 'a  Bridge, 

Main  Channel,  Section  G) 

Isham  Randolph  (Lyons- Summit  Bridge,  Haln  Channel,  Section  O) 

Heldmaier  &  Neu  (C.  T.  T.  R.  R.  Co.'s  Bridge,  Desplaines  River,  Sec- 


IIM)  3" 
189  In 
5l»  S7 


tlonl 


C.  L.  Strobel  (Romeo  Highway  Bridge,  Section  13).. 

Chrlsile  &  Lowe  (BectlM  E:,  July  15, 1899) 

Heldmaier  &  Neu  (Section  17,  July  19,  1899) 


r.,H90  00 

300  00 

7,500  00 


>C  oonpons  attaohed,  drawn  against  the  Tax  Lev;  far  I8W. 


if-': 
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Mr.  Carter,  seconded  by  Mr.  Smyth, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  »nd  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Bold  en  week,  Brad  en,  Carter, 
Eckhart.  (except  as  to  voncfier  in  favor  of 
Joseph.  F.  HaxjLSt  Clerk,  tor  $6 18. 66 j  on 
which  he  voted  nav),  Jones,  Mallette  and 
Smyth — seven  {except  as  above  %taied). 
Nays — none  {except  as  above  stated). 

Upon  this  result  the  President  declared 
the  motion  carried. 

REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.  598  Engineering  Department 
(quarterly  supplies) $405  00 

Mr.  Braden  seconded  by  Mr.  Eckhart, 
moved  that  Requisition  No.  598,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Mallette  and  Smyth  — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  15, 
1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT : 

* 'Chicago,  July  19,  1899. 

To  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I  beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  July 
15,  1899,  as  the  same  have  been  re- 
ported to  me : 

Engineering  department 82 

Maintenance  account 15 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 9 

Total  employes 148 

Respectfully  submitted. 
Signed)  Joseph  F.  Haas, 

Clerk.''' 


REPORT  IN  REFERENCE  TO  EXECUTION  OF 
AGREEMENT  WITH  A.,  T.  &  S.  F.  RY*  00. 
FOR  CONSTRUCTION  OF  CERTAIN  TEM- 
PORARY EMBANKMENT,  TRACKS  AND 
CROSSINGS. 

The  Clerk  presented  and  read  a  report 
transmitting  the  agreement  with  the  A., 
T.  &  S.  F.  Ry.  Co.  for  construction  of 
certain  temporary  embankment,  tracks 
and  crossings,  the  report  setting  forth 
that  said  agreement  has  been  duly  exe- 
cuted by  said  company  and  also  by  the 
President  and  Clerk,  as  authorized  by 
the  Board  at  the  meeting  held  May  81, 
1899  (page  5888  of  the  Proceedings),  and 
a  duplicate  copy  of  same  delivered  to 
said  company,  and  ^  therefore  recom- 
mending that  said  agreement  be  printed 
and  placed  on  file. 

On  motion  of  Mr.  Jones,  seconded  by 
Mr.  Carter,  the  report  was  ordered  re- 
ceived, printed  and  placed  on  file  by 
unanimous  consent. 

The  following  is 

the  report. 
•'Chicago.  July  19,  1899. 

2*0  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Qbntlbmbn— I  herewith  transmit  the 
agreement  dated  April  29,  A.  D.  1899, 
between  the  Atchison,  Topeka  and  Santa 
Fe  Railway  Company  and  the  Sanitary 
District  of  (!?hicago,  in  reference  to  the 
construction  of  certain  temporary  em- 
bankment, tracks  and  crossings,  the 
same  having  been  duly  executed  by  the 
said  railway  company  and  also  by  your 
President  and  Clerk,  as  authorized  by 
the  Board  of  Trustees  at  the  meeting 
held  May  31, 1899  (page  5838  of  the  Pro- 
ceedings), and  a  duplicate  copy  of  same, 
duly  executed,  delivered  to  said  com- 
pany: and  I  therefore  recommend  that 
said  agreement  be  printed  and  placed  on 
file. 


(Signed) 


Respectfully  submitted, 

Joseph  F.  Haas, 

Clerk. 


The  following  is 

THE  AGREEMENT: 

''Agreement,  Made  this  twenty- ninth 
day  of  April,  A.  D.  1899,  by  and  between 
The  Atchison,  Topeka  and  Santa  Fe 
Railway  Company,  a  corporation  organ- 
ized and  existing  under  the  laws  of  the 
State  of  Kansas  (hereinafter  for  con- 
venience designated  the  ''Atchison  Com- 


Cr"),  party  of  thtfirtt  part,  and  The 
iUay  Dieirictof  Cbicogo  (hereinafter 
for  convenifflice  dMignaud  "The  DiB- 
trict"),  party  of  (Ae  KeonA  part. 


print  hereunto  annexed  marlced  "Ex- 
hibit A"  and  made  a  part  hereof;  and, 

Whebeas,  Said  line  of  railroad  of  the 
AtchisnD  Cotupany  is  croeaed  on  Camp- 
bell Avenue  eouth  of  Thirty- second 
Street  aa  shown  on  said  "Exhibit  A"  by 
the  tracka  of  the  Chicago,  St.  Louis  and 
Pittsburg  Railway  Com  pan  y  (herein- 
after, for  convenience,  desiRDated  the 
"Pan  Handle  Company");  and 

Whkrbab,  The  Diatrict  ia  conatruct- 
ing  ita  certain  Drainage  Canal  in  the 
vicinity  of  and  parallel,  or  nearly 
parallel,  and  north  of  the  said  line  of 
road  of  the  Atchison  Company;  and  in 
connection  with  said  Drainage  Canal  ie 
constructing  certain  bridges  and  ap- 
proachee  thereto  and  across  said  Drain- 
age Canal;  and, 

Whebbas,  Safety  and  convenience  in 
proeeculing  ita  work  make  it  desirable 
that  eaid  District  may  temporarily  divert 
the  traffic  of  the  Fan  Handle  Company 
from  ita  present  tracks  to  temporary 
tracks,  partiall;  shown  and  indicated  on 
said  Exhibit  A  by  dotted  lines,  bo  tiiat 
said  temporary  tracks  will  croee  said  line 
of  road  of  the  Atchison  Company  at  a 
point  nest  of  the  westerly  line  of  said 
Campbell  Avenue;  and 

Whbbbab,  In  order  to  construct  said 
temporary  tracka,  it  will  be  necessary 
for  said  District  to  construct  an  embank- 
ment on  that  portion  of  the  right  of  way 
of  the  Atchison  Company,  designated  on 
said  Exhibit  A  by  red  coloring,  and  lay 
crossings  and  tracks  on  such  embank- 
ment; and 

Whereas,  The  District  has  reijuested 
the  Atchison  Company  to  permit  it  to 
constmctsuch  embankment  and  lay  such 
temporary  tracks  and  crossings  on  its 
property,  aa  aforesaid,  and  to  tempor- 
arily divert  aaid  traffic  of  the  Pan  Han- 
dle Company  over  the  same  as  aforesaid, 
and  the  Atchison  Company  is  willing 
to  consent  thereto  upon  the  conditions 
hereinafter  set  forth; 


an  embankment,  and  :  two  tracks  and 
croseinga  therefor,  on  that  portion  of  its 
right  of  way  shown  by  red  coloring  on 
said  Exhibit  A;  the  alignment  of  said 
tracks  te  be  ae  follows:  Beginning  at  a 
point  on  the  center  line  between  tracks 
of  the  Chicago,  St.  Louia  and  Pittttburgb 
Railway,  two  hundred  and  thirty  (2^ 
feet  southerly  from  ita  intersection  with 
the  center  line  of  the  south  main  track 
of  the  Atcbiaon.  Topeka  and  Santa  Fe 
Railroad  in  Chicago;  tbonce  northerly 
and  to  the  left  onacurvi^  or  radius  of 
four  hundred  and  seventy-eight  (478) 
feet  to  a  point  ten  (10)  feet  southerly 
from  the  center  line  of  south  main  track 
of  said  Atchison,  Topeka  and  Santa  Fe 
Railroad  in  Chicago;  thence  northerly 
at  right  angles  to  said  Atchison,  Topeka 
and  Santa  Fe  Railroad  in  ChicHgo  to  the 
north  line  of  said  company's  right  of 
way?  proctded,  that  the  entire  cost  and 
expense  of  making  such  change  and 
construction  shall  be  borne  by  the 
District. 

ARTICLB  n. 

In  consideration  of  the  permission  and 


1,  That  it  will  with  aa  little  delay 
and  as  slight  inconvenience  as  possible 
to  the  Atehison  Cocnpiin;.  construct 
such  embankment  and  lay  such  tiacka 
and  croeeinga  at  Its  own  expense,  and 
without  any  oosteor  expenses  whatsoever 
to  the  Atchison  Comiiany,  and  that  it 
shall  and  vrill  at  ita  own  expense  and 
without  any  costs  or  expenses  whatso- 
ever to  the  Atehison  Company  make  any 
changes  In  the  interlocking  plant  at  Ash 
Street  (commonly  callfd  Ash  Street  In- 
terlocking Plant),  tiiat  may  become 
necessary  by  reason  of  the  construction 
of  such  embankment,  tracks  and  cross- 
ings. 

2.  That  on  or  before  the  expiration  of 
one  year  from  the  date  of  these  presents, 
it  will,  at  its  own  coal  and  expense,  and 
without  any  costs  or  expenses  whatsoever 
to  the  Atchison  CoiDpany,  remove  eaid 
tracks  and  said  orossings  and  restore 
said  Pan  Handle  tralBn  to  itx  present 
tracks  as  it  is  now  oarried  on  on  Camp- 
bell Avenue,  and  will  remove  said  tem- 
porary embankment  troin  tlie  right  of 
way  of  the  Atchison  Coiupsny,  and  will 
leave  said  tracks  and  right  of  way  of  tbs 
Atchison  (Company  in  the  same  condi- 
tion in  which  they  are  at  the  date  of 
theae  presents,  and  will  make  all  neces- 
sary changes  in  the  interlocking  plant  at 
Ash  Street  to  restore  it  to  its  present 
condition. 


r^ 


July  19,J 


—6935— 


[1899 


ARTICLE  UL 


For  the  consid^ations  aforesaid   the 
District  further  covenants  and  agrees  to 
and  with  the  Atchison  Company  that 
it  will  indemnify  and  save  harmless  said 
Atchison  Company  of  and  from  all  costs, 
charges,  expenses,  damages,  injuries  and 
losses  of  every  name  and  nature  which 
may  accrue  to  it  or  for  which  it  may  be- 
come liable  by  reason  of  the  exercise  of 
the  permission  or  rights  or  any  of  the 
rights    hereby  given  by  the  Atchison 
Company  to  the  District;  and  in  case  at 
the  expiration  of  said  year  said  District 
shall  not  remove  said  tracks  and  cross- 
ings and  restore  said  Pan  Handle  traffic 
to  its  present  tracks  and   remove  said 
embankment  and  do  all  necessary  things 
to  restore  the  Atchison  Company  to  its 
original  estate  and  condition  in  every 
particular,  then,  and  in  that  case,  the 
Atchison   Company   may   do    all   acts 
necessary  to  so  restore  itself,  and  in  such 
case  the  District  will,  on  demand,  repay 
the  Atchison  Company  all  its  costs  and 
expenses  of  whatsoever  nature,  caused 
by  reason   of  any  such   action  it  may 
take. 

ARTICLE  IV. 

1.  It  is  mutually  covenanted  and 
agreed  by  and  between  the  parties  hereto 
that  any  failure  on  the  part  of  the  Dis- 
trict to  comply  with  any  of  the  covenants 
or  conditions  herein  contained  shall 
forthwith  work  a  full  and  complete  for- 
feiture of  the  permission  and  license 
hereby  given,  together  with  all  the  rights 
and  privileges  thereof,  and  the  same 
shall  forthwith  cease;  and  no  act  or  fail- 
ure to  act  on  the  part  of  the  Atchison 
Gonoipany  shall  be  construed  as  a  waiver 
of  any  forfeiture  provided  for  herein. 

3.  That  this  license  is  without  any 
consideration  whatever  moving  to  or  for 
the  benefit  of  the  Atchison  Company, 
but  is  for  the  sole  benefit  of  the  District, 
and  the  same  is  accepted  by  the  District 
upon  and  subject  to  all  the  covenants 
and  conditions  herein  contained. 

ARTICLE  V. 

This  agreement  and  each  of  the  cove- 
nants and  conditions  thereof  shall  inure 
to  the  benefit  respectively  of  the  succes- 
sors and  assigns  of  the  Atchison  Com- 
pany,  and  shall  be  binding  upon  the 
snccessors  and  assigns  respectively  of 
the  District. 

In  Witness  Whereof  ^  The  parties  hereto 


have  executed  this  instrument  the  day 
and  year  first  above  written. 

The  Atchisotiy  Topeka  and  Santa  Ft  Eailway 
Company,' 

By  E.  P.  Ripley, 

^       President. 

Sanitary  District  of  Chicago, 

By  William  Boldbnwbck, 

President. 
Attest: 

Joseph  F.  Haas,  [seal] 

Clerk  of  the  Sanitary  District  of  Chicago.^"* 


REPORT  IN  REFERENCE  TO  CLAIMS  FOR 
EXTRA  COMPENSATION  BY  CONTRAC- 
TORS ON  SECTION  O. 

The  Clerk  presented  a  report  from  the 
the  Chief  Engineer  in  reference  to  cer- 
tain claims  for  extra  compensation  by 
Messrs.  McMahon  &  Montgomery  Com- 
pany et  al.,  contractors  for  Section  O, 
which  on  motion  of  Mr.  Jones,  seconded 
by  Mr.  Smyth,  was  ordered  received, 
printed  and  placed  on  file,  by  unanimous 
consent. 

The  following  is 

THE  REPORT: 

''Chicago,  July  14, 1899. 

To  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen — Taking  up  the  claim  for 
"extra  compensation*'  under  their  con- 
tract for  Section  **0,"  made  by  Mc- 
Mahon and  Montgomery  Company  et 
al.,  as  set  forth  in  their  communication 
addressed  to  me  under  date  of  February 
6, 1899, 1  have  to  report  as  follows: 

On  March  18, 1899, 1  addressed  the  fol- 
fowing  letter  to  Geo.  Burry,  Attorney 
for  McMahon  and  Montgomery  Com- 
pany et  al. 

"Your  reply  on  behalf  of  your  clients, 
Messrs.  McMahon  and  Montgomery  Com- 
pany et  al.  to  my  letter  of  the  8rd  inst., 
has  had  my  consideration;  also  I  have 
read  your  letter  to  Mr.  Chas.  C.  Gilbert, 
Attorney  of  our  Board.  I  am  prepared 
to  adjudicate  all  claims  made  under  con- 
tracts which  I  have  to  administer  and  to 
do  equal  justice  to  all  parties  to  these 
contracts.  I  therefore  call  upon  you  to 
present  such  facts  and  arguments  as  you 
have  to  offer  in  support  of  these  claims 
for  my  consideration  on  Thursday  March 
16th.    If  you  appear  for  your  clients  the 
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YouTB  truly, 

IsHui  Randolph, 

Chief  Bttginrer." 

No  recognition  wu  ever  accorded  this 
communication;  therefore,  ae  these  con- 
tractoTB  decline  to  show  cauae  why  their 
claims  should  be  paid,  I  most  paaa  upon 
them  in  the  light  of  facta  to  me  per- 
BOoaJly  known,  and  I  now  submit  my 
findings  and  award. 

The  coDtr&ct  for  this  seotion  is  dated 
Hay  16,  18fl4;  the  time  fixed  in  the  con- 
tract for  completing  the  work  was  Hay 
31,  1806.  At  that  date  only  46  per  cent, 
approximately,  had  been  completed; 
hence,  on  the  motion  of  either  i»irty  to 
the  contract,  assigning  sufficient  cause 
therefor,  it  could  have  been  abrogated, 
and  the  reepousibility  cOuld  have  been 
fixed  for  the  default.  Neither  the  Sani- 
tary  District  nor  the  contractors  saw 
fit  to  make  any  such  issue,  and  by 
mutual  acts  the  contract  has  been 
perpetuated,  the  second  party  per- 
forming work  and  accepting  orders 
from  the  proper  officer  of  the  first  party, 
and  the  first  party  paying  for  such  work 
and  taking  receipts  from  the  second 
party  in  the  manner  prescribed  by  the 
contract.    Thus  has  the  contract  been 


One  of  the  proTisions  of  this  contract, 
viz.  Clause  "O,"  Bection  7a,  third  para- 
graph reads:  "And,  further,  it  is 
understood  and  agreed  that  no  work 
shall  be  done  upon  any  portion  of 
the  line  covered  by  this  contract  which, 
in  the  judgment  of  the  Chief  En- 
gineer, should  be  kept  free  and 
unincumbered,  pending  the  adjustment 
of  any  question  or  questions  uffecling 
the  relations  of  this  District  with  the 
municipality  of  Chicago,  the  Board  of 
Park  Commissioners,  or  any  railway 
company  or  corporation,  growing  out  of 
the  readjustment  of  streets,  highways, 
boulevards,  or  railway  tracks,  until  such 
time  as  the  said  Chief  Engineer  eball,  in 
writing,  order  the  contractor  to  proceed 
upon  the  portions  exempted  as  above," 
clearly  indicating  to  the  second  party 
that  the  tirst  party  had  reason  to  antici- 
pate delays  growing  out  of  the  compli- 
cations suggested  therein. 

This  clause  bears  upon  the  first  of  the 
seven  claims  preferred  by  the  second 
party  in  their  letter  of  February  6th, 
hereinbefore  cited. 


This  claim  reads  as  follows: 

"Damages  sustained  in  consequence  of 
detentions,  delays  and  bindrancet).  re- 
sulting from  the  actions  of  the  Sanitary 
Distriot  of  Chicago,  in  performance  of 
our  contract  with  this  District  aa  to  Sec- 
tion "O"— taS5,0tlO." 

This  is  not  according  to  the  contract. 
DevertbelesB  the  Chief  Engineer  recog- 
nizee a  principle  of  equity  underlying 
this  claim,  but  the  amount  of  ii.  unitiis- 
tained  by  proof  of  any  kind,  appears  to 
him  entirely  beyond  the  bound  of  reason 
or  justification. 

Claim  No.  3,  reads  as  follows; 
"CompenBatiou     for 


lines,  made  necessary  by  the  i 

the    Board,    or     otherwise,    estimated 

125.000." 

This  claim  the  Chief  Engineer  disal- 
lows, for  the  reason  that  he  includes  in 
his  final  estimate  on  this  section  all  ex- 
cavated material  to  which  these  contrao- 
tora  are  entitled  under  the  moat  liberal 
construction  of  their  contract. 

Claim  No.  3  reads  ns  follows:  "Inter- 
est at  the  legal  rate  on  the  l^"-^'  per  cent 
reserved  by  the  District  under  the  con- 
tract, from  the  time  when  it  would  have 
been  payable  under  the  terms  of  the 
contract,  but  for  the  acta  of  the  District, 
until  the  time  when  it  shall  be  paid  (say 
February,  1899)  estimated  at  $7.000. '■ 

Through  the  mattml  acts  of  the  jiartiee 
to  the  contract  extending  its  life,  as 
hereinbefore  recited,  the  Chief  Engineer 
is  unable  to  say  when  thie  reserve  should 
have  fallen  due,  but  it  is  through  the 
failure  of  the  second  part;  to  accept  the 
order  of  the  Chief  Engineer  that  this 
percentage  was  not  paid  about  one  year 
ago.  In  support  of  this  statement  see 
letter  of  January  80,  ia98: 

"Messrs.  McMahon  &  Montgomery 
Company  etaJ.— Qentlemen:  Following 
up  the  conversation  had  with  the  mem- 
bers  of  your  firm  and  associates  of  the 
Illinois  Dredging  Company.  I  brought  the 
subject  then  under  discuBsion  before  our 
Trustees,  in  session  aa  the  EagineerJug 
Committee,  and  have  their  sanction  to 
the  plan  outlined  by  me,  namely,  that 
you  dismantle  the  dredges,  now  in  the 
channel  of  Section  "O"  west  of  the  rail- 
roads, sufficiently  to  get  them  through 
the  opening  now  existing,  and  that  ^ou 
bring  them  out  to  free  water  along  with 
all  tugs,  barges,  scows  or  other  ma- 
chinery in  said  channel  west  of  the  rail- 
roads, this  District  to  pay  you  the  coe 
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of  the  proposed  dismantling  and  re- 
moval. This  done,  we  will  measure  up 
the  section  and  pay  you  in  full  for  all 
work  done  thereon,  including  the  re- 
served percentage  now  held  hy  us.  Tou 
may  then,  at  your  option,  complete  the 
excavation  of  the  point  of  land  where 
the  Sanitary  District  Channel  connects 
with  the  West  Fork  of  the  South  Branch 
of  the  Chicago  River  up6n  the  same 
terms  as  set  forth  in  your  contract  for 
Section  **0.'*  You  must,  however,  ad- 
vise us  promptly  of  your  election  in  re- 
gard to  said  excavation. 

As  I  was  left  at  the  close  of  the  con- 
ference on  Tuesday  with  the  understand- 
ing that  the  adjustment  herein  proposed 
would  be  -acceptable  to  all  of  the  gentle- 
men then  present,  I  make  the  foregoing 
an  order  and  ask  your  acceptance  of  the 
same  on  duplicate  hereof  enclosed." 

Claim  No.  4  reads  as  follows:  "In- 
creased compensation  for  excavation  on 
the  Main  Channel  of  Section  *^0,"  west 
of  the  narrow  cut  at  Western  Avenue, 
estimated  $5,000." 

This  claim  is  without  specifications  or 
evidence  of  its  validity,  and,  in  the  judg- 
ment of  the  Chief  Engineer,  should  not 
be  allowed.  He  further  states  that  the 
second  party  in  1805  made  claim  for 
extra  compensation  on  account  of  mak- 
ing a  pilot  cut  across  the  Southwest 
Boulevard  and  Western  Avenue,  and 
that  the  Chief  Engineer  recognized  the 
equity  of  the  claim  and  allowed  in  full 
settlement  thereof  42  cents  per  cubic 
yard  in  excess  of  the  contract  price  for 
all  material  involved  in  this  excavation, 
amounting  to  9,487  cubic  yards,  which, 
at  the  price  agreed  upon,  made  the  sum 
of  18,664.54,  covered  by  estimate  voucher 
dated  March  20,  1896,  and  paid. 

Claim  No.  5  reads  as  follows:  "Com- 
pensation for  excavation  at  Campbell 
Avenue,  ordered  by  the  Chief  Engineer, 
July  11, 1898,  estimated  $11,000." 

The  facts  in  this  case  are  that,  as 
stated,  the  Chief  Engineer  did  on  July 
11,  1898,  acting  under  the  authority 
vested  in  him  by  Section  15  of  Clause 
"D"  of  the  contract  hereinbefore  cited, 
order  these  contractors  to  build  certain 
co£fer  dams  and  to  make  certain  ex- 
cavation within  the  lines  of  the  rights  of 
way  of  the  three  railway  com- 
panies crossing  the  Main  Channel 
of  this  District  on  the  line  of 
Campbell  Avenue,  fixing  $2,000  as 
the  lump  sum  price  to  be  paid  for 
the  coffer  dams  and  45  cents  per  cubic 
yard  to  be  paid  for  the  earth  excavation. 
The  time  fixed  for  the  completion  of  this 


work  was  October  10,  1898.  The  coffer 
dams  were  completed  and  paid  for. 
Through  the  inability  of  the  first  party 
to  secure  the  abandonment  of  the  rail- 
road tracks  which  encumbered  this  right 
of  way,  the  second  party  was  unable  to 
complete  the  work  within  the  time  fixed 
for  so  doing,  and  when  freezing  weather 
set  in,  claim  was  made  for  an  advance 
in  price,  the  equity  of  which  was  recog- 
nized by  the  Chief  Engineer,  and  he 
suggested  advancing  the  price  to  60  cents 
which,  in  his  judgment,  fully  covered 
the  extra  cost  of  doing  the  work  in  win- 
ter weather.  This  price  was  not  accepted 
by  the  second  party, who  made  claim  for 
90  cents  per  cubic  yard  for  the  work. 
The  Chief  Engineer  advanced  his  offer 
to  70  cents  which  the  second  party  re- 
fused. This  left  the  Chief  Engineer  free 
to  offer  the  work  to  others.  He  then 
offered  it  to  the  Scherzer  Rolling  Lift 
Bridge  Company,  which  company  held 
the  contract  for  the  bridge  to  be  erected 
at  this  point.  This  company  accepted 
the  offer,  and  the  Chief  Engineer 
awarded  the  work  to  them  at  70  cents 
per  cubic  yard.  In  view  of  these  facts 
it  is  apparent  that  the  second  party  re- 
fused the  work  at  a  larger  margin  of 
profit  than  was  afforded  by  the  original 
award  to  them— they  having  first  refused 
to  proceed  under  the  original  award — 
and  hence  they  cannot  in  equity  claim  a 
profit  on  work  which  they  refused  to 
perform;  therefore  this  claim  is  disal- 
lowed. 

Claim  No.  6  reads  as  follows:  ''Com- 
pensation for  dismantling  and  remant- 
ling  machines  under  orders  from  the 
Chief  Engineer,  $1,278.87." 

This  claim  is  right  and  just  and  is  al- 
lowed by  the  Engineer,  and  has  been 
paid. 

Claim  No.  7  reads  as  follows,  **The 
reserved  12>^  per  cent,  about  $42,000." 

This  claim  is  superfluous  as  it  is  cared 
for  in  the  final  voucher  for  this  section, 
the  correct  amount  being  $50,059.65,  as 
per  said  final  voucher. 

SUMMATION  OP  CLAIMS  AND  RULINGS. 

No.  1.  An  underlying  prin- 
ciple of  equity  is  recog- 
nized, but  the  amount 
claimed  is  unreasonable. .    $225,000  00 

No.  2.    Disallowed 25,000  00 

No.  8.     Disallowed 7,000  00 

No.  4.    Disallowed 5,000  00 

No.  5.    Disallowed 11,000  00 

$278,000  00 


No.6.    Allowed t    1.378  87 

No,  7.    Covered     by     final 
estimate 60,059  65 


BeBpecttallj, 
(Signed)  ISHUl  Rakdolph, 

Chief  Enoineer." 

BKPORT  IN  BEFERBNCB  TO  DISMISSAL  OP 
StJITS  AHAINST  PAUL  HBDIE3KB,  COL- 
LECTOR. 

Mr.  Carter,  Chairman,  prwented,  and 
tbe  Clerk  read,  a  report  fKoro  the  Com- 
mittee on  Finance  in  reference  to 
the  Hult  or  suits  heretofore  iaetituted  bj 
the  DiBtrict  HKiioHt  Paul  Redieake,  for- 
mer Collector  of  the  Town  of  North 
Chicago,  for  the  amount  of  certain  taiee 
due  from  said  lown,  the  report  setting 
forth  that  thi-  amount  due  has  been  set- 
tled, except  the  aum  of  flSO.OO,  recenCl; 
Landed  to  tht>  DiBtrict.  and  recommend- 
in:.;  ill  i'   the  AUcjmey  of  the   Dietrictbe 

BUL 'd  and  directed  to  enter  into  a 

ati{  I,  :  <n  liisiiiiHaing  the  suite  hereto 
f[iM  III  'ituted  a);ain£tsaid  Collector  and 
i^iki'  -Lii  h  other  proceedinge  as  deemed 
Jii.-L  iiimI  proper  by  said  Attorney. 

Mr.  Carter,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in- 

Ou  roll-call   tUe   TOto   stood:    Yeae — 

Me««r8.    Boldenweck.     Braden,    Garter, 

Eckhart.  Jones,   Malletle  and   Smyth — 

seven.    Naya — none. 

Upon  thiK  result  the  President  declared 

The  following  ia 

TUB  REPORT; 

"CHICAGO,  July  10,  18S0. 
To  (lie  Himtral'lc  Uie  Board  of  Trutteet 
of  the  Sanll/ir]/  District  of  ChUnMO: 
Gkntlemkn— The  Committee  on  Fi- 
oance  reports  that  the  Committee  has 
bad  under  consideration  the  subject 
matter  of  the  suit  instituted  by  the  Dis- 
trict against  oni^  Paul  Redieeke,  former 
Colii'ctoT  for  the  Town  of  North  Chicago, 
for  the  purpose  of  obtaining  for  the 


of  t 


from  said  Towu  of  North  Chicago;  that 
settlements  have  been  made  heretofore 
in  said  cases  in  full  satiefaction  of  the 
amounts  due  to  the  District,  except  in 
the  sum  of  one  hundred  and  eighty  dol- 
lars ||1S0.1>0),  and  that  said  sum  has 
recently  bei'u  handed  to  the  District  in 
(lie  lorm  of  the  check    hereivitn  pre- 


aented.  Inasmuch  as  this  tends  to  close 
and  liquidate  all  the  indebtedness  of 
the  eaid  Town  of  North  Chicai;<>  as  far 
as  the  District  is  concerned,  the  Commit- 
tee recommends  as  follows: 

That  the  Attorney  of  the  District  be 
and  is  hereby  authorized  and  directed  to 
enter  into  a  stipulation  on  behalf  of  the 
District  dismissing  the  suits  heretofore 
instituted  by  it  against  the  said  Collector 
of  the  Town  of  North  Chicago,  and  to 
take  such  further  proceedings  toward 
that    end   as    he    may   deem  juat   and 

Respectfully  submitted, 
(Signed.!  K.  B.  Carter, 

B.  A.  BcEHAnr. 
PniSK  Wektbr, 

AlUX.    J-  JOKBS, 

(Two  enclosures.') 

RETORT  IN  nSFRREKCE  TO  RELEASE  OF 
BOND  OS  CONTliACT  FOE  SECTION  IS. 

Mr.  Carter.  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  with  reference  tfl, 
and  accompanied  by,  a  communication 
from  Mesura,  Wright,  Meysenburg,  Sin- 
clair &  Carry,  contractors  on  Section  15. 
requestaug  the  release  of  the  surety  on 
the  bond  for  |5,000,  given  by  them  on 
account  of  contract  on  said  section,  the 
report  recommending  that  the  surely  on 
said  bond  he  releasKd  from  further  lia- 
bility ,the  ciintractors  however  to  remain 
liable  thereon. 

Mr,  Carter,  seconded  by  Mr.  Jones, 
moved  (hat  the  report  be  adopted  and 
the  recommendations   contained  therein 


On  rt)ll-call  the  vote  stood;  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart.   Jones,  Malletle   and   Smyth — 


The  following  is 

TUE  REPOHT; 

"Chicaoo,  July  17,  1899. 

To  tht  SfHornble  the  Board  of  Tmnta,  af  (V 

Sanitanj  JJLilrkI  of  Chicago: 

Gkntlkmbn— Your   Committee  on  Fi- 
nance  herewith   report  that   it   has  re- 
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contractors  on  Section  15,  requesting  the 
release  of  the  surety  on  the  bond  of  five 
thousand  (|6,000)  dollars  given  by  them 
on  account  of  the  contract  on  said  sec- 
tion, approved  June  15,  1898,  (page  4890 
of  the  Jnroceedings). 

The  Committee  advises  that  it  has 
made  a  careful  examination  as  to  the 
status  of  said  contractors  with  reference 
to  said  section  and  find  that  said  section 
was  finally  inspected  by  the  Chief  Engi- 
neer on  December  28, 1896,  and  a  final 
voucher  drawn  January  21,  1897,  and 
that  a  final  certificate  was  awarded  to 
said  contractors  February  8,  1897,  (page 
8815  of  the  Proceedings),  and  that  said 
contractors  were  fully  paid  upon  said 
certificate,  and  as  your  Committee  is  in- 
formed that  there  are  no  claims  now 
pending  or  unsettled  as  to  said  work  and 
as  all  mechanics'  liens  and  personal 
injury  suits  have  been  barred  by  the 
statute  of  limitations,  the  Committee 
advises  that  the  surety  on  said  bond  now 
on  file,  in  the  sum  of  five  thousand 
($5,000)  dollars,  be  released  from  further 
liability  thereon  (the  contractors,  how- 
ever, to  remain  liable  thereon). 

Respectfully  submitted, 

(Signed)  Z.  R.  Cabteb, 

Chairman. 

B.  A.  ECKHART, 

Alex.  J.  Jonbs, 

Committee  on  Finance.^"* 
(One  enclosure). 

REPORT  IN  REFERENCE  TO  ADVANCE 
PAYMENT  ON  ACCOUNT  OF  STREAMS 
EXAMINATION. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com* 
mittee  on  Engineering  in  reference  to 
a  certain  communication  from  Dr.  A.  R. 
Reynolds  requesting  an  advance  of  $800 
per  month  to  defray  sundry  expenses  of 
the  District  in  the  matter  of  streams  ex- 
amination, the  report  recommending 
that  the  President  and  Clerk  be  auth- 
orized to  pay  said  amount  per  month  to 
A.  R.  Reynolds,  Commissioner  of  Health 
of  the  City  of  Chicago,  the  same  to  be 
used  in  behalf  of  the  work  in  hand  con- 
cerning the  District,  until  the  further 
order  of  the  Board. 

Mr.  Smyth,  seconded  by  Mr.  Mallette. 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messra.    Boldenweck,    Braden,    Carter, 


Eckhart,  Jones,  Mallette  and  Hmyth — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

Chicago,  July  19, 1899. 

To  the  Honorable  the  Board  of  Trustees  of 
Sanitary  District  of  CItieago: 

Qentlbmbn— The  Committee  on  En- 
gineering having  received  communica- 
tions hereto  attached  from  Dr.  Arthnr 
R.  Reynolds,  Commissioner  of  Health 
of  the  City  of  Chicago,  requesting  an 
advance  of  three  hundred  dollars  per 
month  to  defray  expense  of  Sanitary 
District,  the  Committee,  therefore,  rec- 
ommends that  the  President  and  Clerk  of 
the  District  be  authorized  to  pay  on  be- 
half of  the  District  to  Arthur  R.  Rey- 
nolds, Commissioner  of  Heillth  of  the 
City  of  Chicago,  the  sum  of  three  hun- 
dred dollars  per  month,  and  that  they  be 
directed  to  use  the  same  in  behalf  of  the 
work  in  hand  concerning  the  District, 
and  until  f urthcfr  order  of  the  Board  in 
the  premises. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth, 

Cliairman. 

Jl  P.  Mallette, 
Alex.  J.  Jones, 
Z.  R.  Carter, 
B.  A«  Eckhart, 
J.  C.  Braden, 
Wm.  Boldenweck. 
Committee  on  Engineering,*^ 
(Two  enclosures.) 

REPORT  IN  reference  TO  COMPLETION 
OF  CONTRACTS  FOR  SUPERSTRUCTURES 
OF  WCLLOW  SPRINGS,  LEMONT,  AND 
SUMMIT  AND  LYONS  HIGHWAY  BRIDGES 
CROSSING  MAIN  CHANNEL. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to 
and  accompanied  by  the  final  certificates 
of  the  Chief  Engineer  as  to  the  com- 
pletion of  the  contracts  with  C.  L.  Stro- 
bel  for  the  superstructure  of  the  Willow 
Springs  Highway  Bridge  crossing  the 
Main  Channel  on  Section  1;  the  super- 
structure of  the  Lemont  Highway  Bridge 
crossing  the  Main  Channel  on  Section  8; 
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and  the  Buperatructure  of  the  Summit- 
Ljons  Highma;  Bridge  croeslng  the 
M&in  Channel  on  Section  F;  the  report 
recommending  th&t  the  Preeident  and 
Clerk  be  authorised  and  directed  to 
make  final  payment  to  said  Strobel  in 
the  aggregate  sum  of  1^,604.17,  the 
total  aum  found  to  be  due  Bald  contrac- 
tora  upon  the  certiflcsteH  mentioned, 
upon  the  execution  of  a  receipt  and  re- 
lease in  full  of  all  claims  arising  out  of 
said  contracte. 

Mr.  Smjth,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendations  containea  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Bold  en  week,  Braden,  Carter, 
Eckhart.  Jones,  Mallette  and  Smyth  — 
seven.     Najs — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"CtucAQO.  July  17,  1899. 

To   t/u  Honorable,  the  Board  of  TYutitei  of 
tlie  Sanitary  DMritl  of  Chicago: 

Qentliuibn— The  Committee  on  Engi- 
neering deairex  to  report  that  the  Chief 
Engineer  has  awarded  final  certificates 
to  C  L.  Strobel  for  work  done  under  his 
contracts,  dated  August  S4tb,  1898,  for 
the  supers  true  tare  of  the  Willow  Springs 
Highway  Bridge  on  Section  1,  and  for 
the  superstructure  of  the  Lemont  High- 
way Bridge  on  Section  8,  in  the  sum  of 
two  hundred  and  fifty  dollars  ($260.00) 
each;  and  also  to  said  C.  L.  Strobel  for 
work  done  under  his  contract  of  August 
24th,  1898,  for  the  superstructure  of  the 
Summit  and  Lyon  Road  Bridge  on  Sec- 
tion "F,"in  the  sum  of  five  thousand  one 
hundred  four  and  seventeen  one-hun- 
dredths  dollarsftS,  104.17);  thatthe  Com- 
mittee has  examined  each  of  said  cer- 
tificatee  and  considered  the  subject 
matter  of  the  completion  of  the  work 
done  under  each  of  said  contracts 
respectively  and  recommends  as  follows: 
That  the  President  and  Clerk  of  the  Die- 
trict  be  authorized  and  directed  Xn  make 
final  paj  ment  to  said  V.  L,  Strobel  in  the 
aggregate  sum  of  five  thousand  six  hun- 
dred four  and  seventeen  one- hundred  the 
dollars  ($S,604.17),  the  total  sum  found 
to  be  due  said  contractor  upon  the  cer- 
tificates above  mentioned,  upon  the 
execution  of  a  receipt  in  favor  of  the 
District  made  by  said  contractor  in  full 
and  releasing  the  District  from  any  and 
all  claims  and  demands  of  every  kind 


e  whatsoever  under  said 


Respectfully  submitted, 

(Sltned)  Thomas  &.  Kmtth, 


Z.    R.  CAIlTEIt. 

J.  C.  Bhahes, 
Albi.  J.  Jon  as, 

Wm.    Boi.DEIiWBQK, 

OommiUee  on  Enfiineerii^." 

[Three  encloeures.) 

The  following  are 

THB  FINAL  CBRTIFICATBS  OF  THE  CHIKF 

ENGINKKR : 

"Chioaoo,  July  15,  1899, 

To  the  Honorahle  the  Board  of  Tnuues 

»f  the  Sanitary  DUtrict  nf  Chiaogo: 

Obntlehen — I  hereby  ucrtify  that  C- 
L.  Strobel  has  completed  alt  of  the  work 
covered  by  hie  contract  ilHtcd  August 
24,  1BB8,  for  the  superstrniTture  of  the 
Willow  Springs  Highway  [Snjj-e  acroes 
the  Main  Channel  on  Contnii-t  Section  1, 
to  the  full  satisfaction  of  ibe  Chief  En- 
gineer, and  in  accordance  with  the 
terms  of  eaid  contract  with  the  Sanitary 
District.  This  certificate  is  given  sub- 
ject to  any  unaccrued  or  unmatured  ob- 
ligations imposed  by  the  coiitrnct. 

Tl)e  following  is  a  statement  covering 

Gontraot  price  for  superstruct- 
ure complete f  14,990  00 

Amount  paid  on  previous  esti- 
mates     14,740  00 


Amount  due  and  unpaid.  .$     260  00 


Respectfully  submitted, 
(Signed)  Ibhak  Randolpb, 

Chief  Enaineer." 


"Chioaoo,  July  15,  1899. 
To  the  Honorable,  the  Doa'-'l  "f  Trastcta 
of  the  Sanitary  Dlelrlat  of  Cliicti-jn: 
GbntleubN'I  hereby  pprtify  that  C. 
L,  Strobel  has  completed  all  of  the  work 
covered  by  his  contract  ilnted  August 
34,  1898,  for  the  auperstructure  of  the 
iJemont   Highway    Bridge    across    the 
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Main  Channel  on  contract  Section  8,  to 
the  full  satisfaction  of  the  Chief  Engi- 
neer, and  in  accordance  with  the  terms 
of  the  said  contract  with  the  Sanitary 
District.  This  certificate  is  given  sub- 
ject to  anjr  unaccrued  or  unmatured 
obligations  imposed  by  the  contract. 

The  following  is  a  statement  covering 
same: 

Contract  price  for  superstruc- 
ture complete $14,990  00 

Amount  paid  on  previous  esti- 
mates    14,740  00 


Amount  due  and  unpaid  .$      250  00 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer," 


"Chicago,  July  15, 1899. 

7b  die  Hwwrdble  the  Boa/rd  of  Trueteee 
of  the  SanUary  District  of  Chioaao: 

Gentlehen^I  hereby  certify  that  C. 
L.  Strobel  has  completed  all  of  the  work 
covered  by  his  contract  dated  August 
24,  1898,  for  the  superstructure  of  the 
Lyons-Summit  Road  Bridge  over  the 
Main  Channel  on  contract  Section  *'F," 
to  the  full  satisfaction  of  the  Chief  Eln- 
gineer  and  in  accordance  with  the  terms 
of  the  said  contract  with  the  Sanitary 
District.  This  certificate  is  given  sub- 
ject to  any  unaccrued  or  unmatured 
obligations  imposed  by  the  contract. 

The  following  is  a  statement  covering 
same: 

Contnict  price  for  superstruct- 
ure complete $12,620  00 

To  1,005  lbs.  extra  steel  at  9^o.         56  17 

Total $12,676  17 

Amount  paid  on  previous  esti- 
mates      7,572  00 

Amount  due  and  unpaid  ..$  5,104  17 

Respectfully  subxpitted, 
(Signed)  Isham  Raitdolph, 

Chief  Engineer." 

purchase  op  PORTLAND  CEMENT. 

Mr.  Smyth  presented,  and  seconded  by 


Mr.  Carter,  moved  the  adoption  of  the 
following 

ORDER: 

**  Ordered,  That  the  President  of  the 
District  be  directed  to  purchase,  upon 
the  beet  terms  which  he  can  secure,  from 
ten  to  thirteen  thousand  barrels  of  Port- 
land cement,  of  such  brand  and  quality 
as  will  conform  to  the  specifications  of 
the  Sanitary  District  for  use  in  the  con- 
struction of  the  substructure  of  the 
Campbell  Avenue  Bridge." 

On  roll-call  on  the  motion  for  the 
adoption  of  the  order  the  vote  stood: 
Teas— Messrs.  Boldenweck,  Braden,  Car- 
ter, Eckhart,  Jones,  Mallette,  and  Smyth 
— seven.    Nays — none. 

Upon  this  result,  the  President  de- 
clared the  motion  carried. 

INSPECTION  OP  MAIN  CHANNEL  BY  DEMO- 
CRATIC NATIONAL  COMMITTEE. 

Mr.  Jones  stated  that  a  meeting  of  the 
Democratic  National  Committee  was  to 
be  held  in  the  city  on  Thursday,  July 
20th,  and  suggested  that  as  this  Commit- 
tee was  composed  of  gentlemen  of  in- 
fluence from  all  over  the  United  States, 
it  might  be  wise  and  proper  to  ask  the 
Committee  to  become  the  guests  of  the 
Sanitary  District  on  a  visit  of  inspection 
down  the  Drainage  Canal.  He  moved 
that  an  invitation  be  extended  to  the 
Committee  to  visit  the  Dramage  Chan- 
nel, and  that  a  Committee  on  Entertain- 
ment be  appointed  to  be  composed  of 
three  members  with  authority  to  secure 
a  train  and  incur  such  other  reasonable 
expenditures  as  might  be  necessary  for 
the  proper  entertainment  of  the  visitors. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Smyth,  which  motion  was  ac- 
cepted by  Mr.  Jones,  the  entire  matter 
was  referred  to  the  Committee  on  Engi- 
neering with  full  power  to  act,  by  a 
unanimous  vote. 

ADJOURNMENT. 

On  motion  of  Mr.  Mallette,  seconded 
by  Mr.  Smyth,  the  Board  then  ad- 
journed. 
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OFFICIAL   RECORD 

Published  by  authority  of  the  Board  cf  lYustees  of 
the  Sanitary  Dietricl  of  OhieoffO. 


REGULAR  MEETING. 

The  four  hundred  and  forty-eighth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  July  26,  1899,  at 
3  o'clock  P.  M. 


On  roll-call  Messrs.  Boldenweck,  Car- 
ter, Eckhart,  Jones,  Kelly  and  Mallette 
six  members,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  July  19,  1899,  were  approved  as 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Mallette. 


♦VOUCHERS. 
The  Clerk  presented  the  following  vouchers  : 

LAW   DEPARTMENT. 

The  Chicago  Towel  Supply  Company  (toweling) ip  4  50 

The  Waukesha  Water  Company  (water) 7  50 

Samuel  L.  Hanks  (Ice) 10  00 

A.  Hannibal  (repalrinsr  chairs) 4  00 

Edward  D.  Conley  (printing) 7  20 

The  Gunthorp- Warren  Printing  Company  (printing)    2150 

Henry  Gebhardt  ( fittings) 39  39 

♦George  Hingston  (court  proceedings) 100  1)5 


?       VX)  04 


•1 


Clias,  C.  GiilHjrt  (Will  CouDly- taxes) 

S.  P.  Blount  (expeosa) 

Martin  H.  Koiidlg  (prlatlng) IS  75 

Chicago  ElBfitdc  Company  (repalrinft  buzMr) t  I  30 

M.  J.  Kanuy  (ksjs) a  00 

Uoore  &  Janeii,  AgeatB  (InEurance) II  67 

Henry  B,  Ackerburg  leundriea) 10  00 

H.  Masters  (siitiilrles) 15  00 

Hanllago  f  Igar  Cooipany  (sundries) 43  7S 

Geo.  B.  Carpunter  &  Co.  (boat  (urolshlDus) la  00 

Thomas  B.  Banner  (boat  repairs) 10  •1/6 

a.  Lewis  &  Co,  (oils) Ill  110 

Wnlsb  &  Wjeth  (pipe  covering) ^ Xi  m 

Worh  Bros,  it  Co.  i  (uroUhlngB) «  IKI 

Levi  Bros,  (meats) ^  M 

Orr  &  Lockett  Hardware  Company  (hardware) II   (4 

L.  WindmiUer&Oo.  I  supplies) H  5J 

•H.  L.  BegenshurB  &  Co.  (suplies  110  4  t 

■U.  C.  Deemin&Co,  (supplies) ^  Jll 

•Grommcaft  Ulrich  (supplies) 2'y  "U 

ThotiittB  F.  Ryun  (coal  I *  (i  (Hi 

Economy  Light  ant)  Power  Compiiny  (electric  Ii(;bt  Bttlnss) 10  b7 

E.  J,  Coen  (expense) ■Hi  50 

Interest  ooiipona  atlHuhed,  drawn  iiculnBt  the  Tas  Levy  for  IS 


1890  (page  S94!  of  the  Proceedings),  and 
a  duplicate  ccfiy  of  esnie  delivered  lo 
said  company,  and  thereto  re  recooi- 
mending  tbal  ttaid  agreenieut  be  printed 
and  placed  on  tile. 

Bj  unanimous  conaeiit  llie  report  was 
ordered  received,  printed  and  placed  on 


Mr.  Cartfr,  seconded  by  Mr.  KeDj, 
moved  that  the  vouclieiB  as  read  and 
Htiotvn  above  be  approved  and   ordered 

On  roil--:all  the  vote  etood:  Yeas — 
Mesare,  Boidenwech,  Garter,  Jones, 
Kelly  and  MalleCte — five.  Nays — none. 
Biiiused  and  not  voting— Mr,  Eckhart— 


RBPORT  IN  UKFERENCETO  EXECUTION  OF 
AGREEMENT  WITH  THOMAS  MOULDING 
COMrA>'T  FOR  PURCHASE  OF  CEMENT. 

The  Preuident  preeented,  and  ttie  C^rk 
read,  a  report  tranamitting  anaKreemenl 
with  Thomas  Moulding  Company  (or  the 

|jiii't-La5e  '.4  lan  to  thirteen  thousand  bar- 
relrf  uf  I'orll.iod  cement,  the  report  set- 
Liii);  ronb  1 1 1  ^t  said  agreement  has  been 
duly  eK>>i'ii[i>d  by  the  Proaident  and 
(Nerk  in  u<'i.><rdance  with  tlie  action  of 
th«  iSoaril  111  the  meeting  held  July  19, 


The  following  it 


THE  RETOItT: 
"CU1C4HO,  July  26,  18B9. 
Tu  Uie  Jlonarahlf,   iht   ll-Mi-J  if   Trmltet  ■>! 
the  Sanilarg  DMriel  of  Vhicwjo : 

Oentlemeh— I  herewith  transmit  an 
agreement  dated  July  21,  I8B9,  between 
the  Banitary  District  of  Chicago  aad 
Thomas  Uoulding  Company  for  the  pur- 
chase of  ten  lo  thirteen  thousand  bar- 
rels of  Portls-ud  cement  by  tlie  said  Dis- 
trict from  saiJ  ounipnny,  the  said  agree- 
ment having  been  duly  executed  by  your 
President  and  Clerk  in  accordance  with 
the  action  of  the   Board  at  the   meeting 
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held  July  19.  1899,  (page  5941  of  the  Pro- 
ceedings), and  a  duplicate  copy  of  same 
delivered  to  said  company;  and  I  there- 
fore recommend  that  said  agreement  be 
printed  and  placed  on  file. 

Respectfully  submitted, 

Wm.  Boldbnweck, 


The  following  is 

THE   AGREEMENT   AND  SPECIFICATIONS: 

"This  agreement,  made  and  entered 
into  this  24th  day  of  July,  A.  D.  1899, 
by  and  between  the  Sanitary  District  of 
Chicago,  party  of  the  first  part,  and 
Thomas  Moulding  Company,  party  of 
the  second  part. 

WITNESSETH,  That  the  said  party  of 
second  part  has  covenanted,  contracted 
and  agreed,  and  by  these  presents  does 
covenant,  contract  and  agree  with  the 
party  of  the  first  part  for  and  in  con- 
sideration of  the  payments  to  be  made 
as  provided  herein,  to  the  said  party  of 
the  second  part,  to  furnish  and  deliver  to 
the  said  party  of  the  first  part  from  ten 
thousand  to  thirteen  thousand  baiTels  of 
Portland  cement  of  the  brand  known  to 
the  trade  as  **  Wolverine."  subject  to  the 
following  terms,  conditions  and  specifi- 
cations, which  are  made  a  part  of  this 
contract.  -  The  said  cement,  in  sacks,  to 
be  delivered  in  carload  lots,  after  inspec- 
tion and  acceptance  by  the  representa- 
tive of  the  first  party,  to  any  railroad  in 
the  City  of  Chicago  which  the  first  party 
may  designate.  The  delivery  to  begin 
on  or  about  the  10th  of  August,  1899, 
and  to  be  continued  at  the  rate  of  three 
hundred  (300)  barrels  per  day,  subject  to 
such  variation  in  amount  of  daily  de- 
livery as  may  be  agreed  upon  hereafter, 
by  the  first  and  second  party.  The  sec- 
ond party  is  to  advise  the  first  party 
promptly  upon  arrival  of  consignments  in 
carload  lots  in  Chicago,  of  the  yard  and 
track  on  which  the  cars  can  be  found  by 
agents  of  the  first  party,  and  first  party 
shall  immediately  procure  such  number 
of  saniples  as  shall  be  directed  by  its 
Chief  Engineer  and  cause  the  same  to  be 
tested  in  the  same  manner  that  all  other 
cements  used  in  the  work  of  the  Sanitary 
District  are  tested,  and  upon  ascertain- 
ing the  results  of  such  tests  the  Chief 
Engineer,  or  his  representative,  shall 
notify  the  second  party  of  acceptance  or 
rejection  as  determined  by  the  tests. 
The  usual  tests  are  shown  in  the  specifi- 
cations for  cement  testing  attached  hereto 
and  made  a  part  thereof.  In  addition  to 
the   tests  therein   indicated    the   Chief 


Engineer  may,  at  his  discretion,  cause 
chemical  analysis  to  be  made  of  the 
cement. 

Failure  to  SupplifShould  the  party 
of  the  second  part  fail  to  supply  the 
cement  which  will  meet  the  require- 
ments of  the  first  party,  as  hereinbefore 
set  forth,  or  fail  to  furnish  the  same  in 
quantities  to  meet  the  requirements  of 
the  work  based  upon  a  daily  con- 
sumption of  three  hundred  barrels,  then 
the  first  party  shall  be  and  is  hereby 
authorizea  to  purchase,  wherever  it  can 
be  secured,  such  cement  as  will  pass  the 
required  tests,  in  such  volume  as  may 
be  needed  to  supply  the  default  of  the 
second  party,  and  at  such  prices  as  it, 
the  first  party,  may  be  obliged  to  pay, 
and  all  amounts  so  paid  in  excess  of  the 
price  herein  designated  to  be  paid  by  the 
first  party  to  the  second  party  shall  be 
deducted  from  any  moneys  due  or  to  be- 
come due  from  the  first  party  to  the 
second  party,  and  said  excess  shall  be 
by  the  second  party  credited  to  the  first 
party  on  its  accounts.  In  the  considera- 
tion of  the  performance  by  the  second 
party  of  the  foregoing  provisions  of  this 
contract  the  first  party  will  pay  to  the 
second  party  two  dollars  and  eight  cents 
($2.08)  per  barrel  for  each  barrel  of 
cement  accepted  and  received  by  it  and 
will  pay  ten  (10)  cents  per  sack  for  each 
sack  in  which  said  cement  is  received, 
but  for  all  empty  sacks  returned  in  good 
condition  by  the  first  party  to  the  second 
party,  the  first  party  shall  receive  a 
credit  of  ten  (10)  cents  per  sack. 

Time  and  Manner  of  Payments  —  For 
all  accepted  cement  payment  shall  be 
made  to  the  second  party  upon  the 
voucher  of  the  Chief  Engineer,  on  or 
about  the  10th  and  26th  day  of  each 
month  for '  cement  received  since  the 
date  of  the  previous  voucher,  to  the 
amount  of  eighty- five  (85)  per  cent  of 
the  value  thereof  as  fixed  by  this  con- 
tract. 

Final  Payment  —  The  second  party 
further  agrees  that  it  shall  not  be  en- 
titled to  demand  or  receive  final  pay- 
ment until  it  shall  have  delivered  all 
of  the  cement  needed  for  the  work,  not 
however  in  excess  of  thirteen  thousand 
(18,000)  barrels  nor  until  all  money  paid 
out  by  the  first  party,  in  procuring  ce- 
ment under  the  clause  ''Failure  to  Sup- 
ply" of  this  contract*  shall  have  been 
refunded  directly  by  the  second  party  or 
taken  out  of  the  reserve  of  fifteen  (15) 
per  cent  held  by  the  first  party  to  insure 
performance  of  the  contract. 

The  terms  and  provisions  herein  con- 
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tained  with  reference  to  sbipment  and 
maDUfocture  are  subject  to  etiikera  of 
laborers  over  which  the  said  party  of  the 
second  part  ehall  bave  no  control. 

In  witness  whereof,  on  the  day  and 
year  Brat  above  written  the  Sanitary 
District  of  Chicago  has  caused  tbia  agree- 
ment to  be  signed  by  ita  Preaident  and 
attested  by  its  Clerk  and  its  corporate 
seal  to  be  hereto  attached,  and  the  party 
of  the  second  pari  has  faeieunto  set  their 
hands  and  aealB. 

(Signed)    Tht  Sanitary  District  of  Chicago, 
B;  William  Boldenwsck, 
PrcKidfitt. 
Attest : 

JoasFB  P.  Hi4a,  [sbal] 

Clerk. 
Chicago.  July  34,  I89S. 

Thomai  Moulding  Company, 
[SBiL]  TflOMAB  C.  MOULDINQ, 

Presidint." 

"SPKCIFICATIONS  FOR  PORTLAND  CF.UBNT. 


All  lumpy,  dirty  or  damaged  cement 
shall  be  rejected;  also  damaged  or  abort 
weight  packages . 

Tensile  Strength — Neat,  400  pounds  per 
square  inch;  1  cement,  3  sand,  2Sfi 
pounds  per  equaie  inch;  1  cement,  3 
aand,  175  pounds  per  equare  inch;  34 
hours  in  air  6  days  in  water.  A  per 
cent  of  water  neceeaary  for  plasticity  in 
neat  Portland  cement  briquettes.  In 
sand  mixtures,  1  cement,  3  sand,  11  per 
cent  of   water.     One  cement,  3  aand,  10 

Er  cent  water  will  apply  to  any  Port- 
id  cement,  the  profKirtions  ahould  be  a 
ratio  by  weight  as  cement  to  sand. 

Hot  TesJ— Pats  with  per  cent  of  water 
enough  for  plasticity  made  on  glass 
(about  5x4  incbea)  with  clean,  smooth 
surface  and  allowed  to  set  baid  for  24 
hours,  being  covered  meanwhile  with  a 
damp  cloth,  should  be  placed  on  a  tray 
in  the  boiler  while  wat«r  is  cold, and  the 
Are  started.  Steaming  process  should 
be  continued  for  four  (4)  hours  and  the 
pats  lowered  into  boiling  water  for  three 
(8)  hours.  If  at  the  conclusion  of  the 
test  the  pats  renlhin  hard  and  sound,  it 
is  pretty  conclusive  evidence  that  there 
Is  no  chemical  defect.  After  breaking 
seven  (Tjday  neat  briquettes  they  should 
be  subjected  to  boiiing  test,  same  dura- 
tion as  pats,  and  it  they  remain  bard  and 
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sound  at  ooncluaioc ,  it  shows  that  there 
is  no  physical  defect. 

Setting  Ttine— No  initial  aet  should 
take  place  in  leas  than  forty-five  minutes 
or  one  hour. 

Fineneaa,  Nos.  of  seizes.. .60  80  100  200 
Per  cent  required  to  pass.DO  95    93    75" 

WBBKLT  EaPOET  ON  EJIPLOTES. 

The  Clerk  preaented  a  report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  2i, 
1899,  which  was  reail  and  by  unanimous 
conaeut  was  ordered  printed  and  place<l 
on  file. 

The  following  is 

THE  BEPOKTi 

"Chicago,  July  26,  1999. 
3b  the  Honorable,  the  Board  of  Tnuiteti 
of  the  Sanitary  Listricl  of  Chiaigo: 
Gentlemen— I  bei^  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Julj 
33,  1699,  as  the  same  have  been  re- 
potted to  me : 

Enf^ineering  department 84 

Mamtenance  account 15 

Clerical  department 5 

Law  department S 

Treasury  department l 

Police  department 39 

General 8 

Total  employes 150 

Respectfully  submitted. 
Signed)  JusRPH  F.  Haas, 

Clerk." 


The  Clerk  preeenled  and  read  a.  report 
setting  forth  that  he  baa  deposited  witti 
the  Treasurer  sundry  sums  of  money 
heretofore  received  on  account  of  Psol 
Redieske,  Cullector,  aggregating  the  sum 
of  |3,SS5.48,  and  requesting  authority  to 
make  the  necessary  entry  on  the  hook* 
of  the  District  to  close  the  account. 

Mr.  Jones,  aecouded  by  Mr.  Eckhart, 
moved  that  the  report  be  received  and 
the  authority  requested  therein  granted. 

On  roll-call  the  vote  stood;  Yeas- 
Messrs.  Boldenweck,  Carter,  Eckhart 
Jones,  Kelly  and  Mallette — six.     Nsjs- 


then 
The  folio  wing  is 

THE  REPORT. 

-Chioago,  July  28,  1899. 
Ta  the  Homrnblt,  (he  Board  of  Truttta  of  tht 

Sanitary  DUiricI  of  Chicago: 

Qbhtlehkn  —  FuTBuant  to  the  direc- 
tions contaiaed  in  the  report  oF  the  Com- 
mittee OD  Finance  in  re.  Paul  Eedieske 
matter,  adopted  b;  jour  Honorahle  Body 
at  its  meeting  held  July  19,  1899  (page 
G938  of  the  proceediuRs),  I  have  deposited 
nlth  the  Treasurer  of  the  District  checks 
for  12,210.23,  1^.26  and  flSO.OO  respect- 
ively, accompADyiD^  the  same,  aggre- 
gating  the  sum  of  (2,895.48,  which 
aTnounC  I  have  credited  to  the  account 
of  said  Paul  Redieske,  Collector.  After 
crediting  this  amount  there  is  still  stand- 
ing to  the  debit  of  said  account  the  sum 
of  $3,490.49  which,  in  my  judgment, 
should  be  charged  back  to  Tax  Account, 
and  I  respectfully  request  your  authority 
to  make  tlie  necessary  entry  on  tbe  books 
of  Che  District. 


Respectfully  aubmitted, 
(Signed)  Joseph  P,  Baas, 


The  Clerk  presented  a  report  from  the 
Attorney  transmitting  the  semiannual 
property  return  from  the  Law  Depart- 
ment for  the  half  year  ending  July  1, 
1890,  which  was  reaa  and  by  unanimous 
consent  was  ordered  printed  and,  with 
accompanying  property  return,  placed 
onfUe. 

The  followlDg  is 

THE  EEPOHT: 

"Chicago,  July  Slet,  1899. 
To  the  SmorabU,  the  Board  of  Tmntiea  of  the 
Sanitary  Ditlrict  of  Chicago: 
Qkntlkubh — I  have  the  honor  to  trans- 
mit the  semi  annual  report  of  personal 
property  under  the  control  of  this  depart- 
ment in  Chicago  and  Joiiet  for  the  six 
months  ending  July  1,  1899. 

Respectfully  submitted, 
Charles  (3.  Gilbert, 

AUoriiey." 
(Accompanied  by  schedule). 
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MONTHLT    REPORT   FROM    LAW   DBPART- 
MENT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of 
June,  1699,  which  was  read  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file.  , 

The  following  Is 

THE  REPORT. 

"Chicaoo,  July25th,  1399. 
To  the  Hunorablr,  the  Board  of  Trtatees  of  the 
Sanitary  Diitrict  of  Chicago: 

Qrntleken— I  herewith  sulHoit  the  re- 
port of  the  Law  Department  for  the 
month  of  June,  1869: 

The  following  are  the  expenses  and 
disbursements : 

SALARIES. 

Attorneja *  1,36685 

OiBee  force.... 400  00 

1   l,T6fl  65 

GENERAL  EXPENSES. 

Court  eosts «      108  00 

RigUt  of  way 125  00 

Expense  accouolr. 831  (6 

Local  serTlCBB 776  88 

Boobs,  printing  aail  sta- 
tionery           2!4  76 

1  1,556  88 

LAND  ACCOUNT. 
Rlgbtof  wayaciiuired  by 
coademnution  in  Will 

Cuunty 8  3,410  UO 

By  purchase 150  00 

Runt  of  By-pass,  Chicago 

River 5S  S4 

»  2,618  34 

Total (  6,941  35 

Much  of  the  time  of  the  department 
was  occupied   in   the   preparation    of  a 

KLition  to  be  presented  to  the  Board  of 
view  of  Will  County  for  the  proper 
valuation  of  our  lands  and  buildinge. 

Ab  agreement  twtween  the  Sanitary 
District  of  Chicago  and  David  Oliver  has 
been  prepared  providing  that  said  Oliver 
shall  deliver  to  the  Sanitary  District  B 
quit  claim  deed  of  all  his  interest  in  cer- 
tain lands  in  the  School  District  Addition 
to  Joliet,  the  District  to  furnish  certain 
power  as  a  consideration  for  said  transfer. 

The  folloning  cases  have  been  begun 
daring  the  month: 
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Sanitary  Dislrfct  of  GhicsKo  t.  John  L. 
Norton,  in  the  Circuit  Court  of  Will 
County.  ThJH  is  a  petition  for  the  con- 
demnation of  what  IB  known  as  "The 
Paper  Mill"  property  situated  near  Lock- 
port. 


The  case  of  Sanitary  District  of  Chi- 
CKEO  V.  Alaneon  Sweet  et  al.,  was  tiiea 
in  the  Circuit  Court  of  Will  County,  and 
averdict  rendered  for  two  thousand  four 
hundred  and  ten  dollars  (13,410.00),  and 
judgment  has  been  entered  on  the  ver- 
dict. 

The  case  of  the  Sanitary  District  of 
Chicago  T.  The  American  Stone  Com- 
pany was  tried  in  the  Circuit  Court  ot 
Will  Couitty,  and  a  verdict  rendered  for 
fourteen  hundred  dollars  (91,400.00),  and 
judgment  entered  upon  the  verdict. 


In  addition  to  the  property  condemned 
in  the  above  suits,  the  Sanitary  District 
obtained  titie  to  certain  lots  in  the  School 
Section  Addition  to  Joliet  from  the 
American  Steel  and  Wire  Company  by 
virtue  ot  an  sgreemetd  entered  into 
with  said  company  May  24th,  1899. 
Also  a  tract  of  land  in  Section  34,  Town-- 
ship  88,  Range  10  East  ot  the  Third 
Principal  Meridian,  near  Lockport,  from 
the  Eluin,  Joliet  and  Eastern  Railway 
Company. 

In  the  case  of  Charles  Ooerner  vs.  The 
Sanitary  District  of  Chicago,  in  the  Cir- 
cuit Court  of  Coob  County,  Gensral 
Number  t6S,&4T,  arguments  in  reference 
to  the  pleadings  and  preparation  for 
trial  have  engaged  the  attention  of  this 
depaTtment. 

In  the  case  of  the  Sanitary  District  ot 
Chicago,  appellant,  vs.  Bridget  UcGuirl, 
appellee,  General  Numl>er  S4fl9,  in  the 
Appellate  Court  for  the  First  District  ot 
Illinois,  additional  abstracts  and  briefs 
have  been  Bled  on  behalf  of  McOuir!, 
and  reply  briefs  on  behalf  of  the  Sani 
tary  District. 

In  addition  to  the  above,  the  prepara- 
tion ot  the  agreement  with  the  Citv  of 
Chicago  in  reference  to  maintaining  a 
pumping  station  at  7Stb  Street,  the  pre- 
paration of  the  Committee  reports,  and 
the  routine  business  of  the  office  have 
occupied  the  time  ot  the  department. 

Respeclfully  submitted, 
(Signed.)         Charles  C.  Gilbert, 


REPORT  IN  RBFERENCe  TO  RELEASK  OF 
BOND  ON  CONTRACT  POR  SUFKRSTRUC- 
TURB  OF  A.,  T.  &  8.  F-  BHIDOE  ACROSS 
MAIN  CHANNEL  ON  SECTION  8  AND  OK 
CONTRACT  FOR  SUPERSTRUCTURE  OF 
A-,  T.  &.  8.  F.  BRIDGE  AT  TWENTY- 
SIXTH  STHKBT  AT  WEST  END  OF  SEC- 
TION N. 

Mr.  Carter  pre8ent«d,  and  the  Clerk 
rpad,  a  report  from  the  Committee  on 
Finance  with  reference  to  a  reduction  of 
the  bond  of  the  Carnegie  Steel  Company. 
Limited,  on  the  contract  for  the  super- 
structure of  ihe  A.,  T.  &  S.  F.  Rj.  Bridge 
on  Section  8,  and  also  on  the  contrart 
for  the  Huperatructure  of  the  A.,  T.  &  8. 
F.  Ry.  Bridge  at  west  end  of  Section  N, 
the  report  being  Bccompsnied  by  a  com- 
munication from  the  Carnegie  Steel 
Company  In  reference  to  the  matter,  and 
also  by  communicatioDq  from  the  Citr 
Trust  Safe  Deposit  and  Surety  Company, 
heretofore  presented  anil  referred  to  that 
Committee  at  the  meeting  held  Jul;  13, 
18B9  (page  6933  of  the  proceedings),  ths 
report  recommending  ibut  Ibe  sureties 
on  the  original  bonds  of  (30,000  each  be 
released  (the  contr&ctcrs,  however,  to 
remain  liable  thereon),  upon  the  execu- 
tion and  Qling  of  two  bonds  in  the  sum 
ot  13.000  each  in  lieu  thereof,  with  surety 
company  acceptable  to  the  Committee  on 
Finance  and  approved  by  the  Board, 

Mr.  Carter,  seconded  by  Mr,  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  thereio 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs,  Boldenweck,  Carter,  Eckhart, 
Kelly  and  Mai  let  te— five.  Nays— none. 
Excused  and  not  voting— Jlr.  Jones — ana. 


The  following  ie 

THE  REPORT. 

"Chicaso,  July  17,  18M. 
7o  the  Honorable,  Ihe  Board  of  Trtistees 
of  the  Sanitary  District  of  CMcaQo: 
Gbntlemkn— Your  Committee  on  R- 
nance  herewith  reports  that  it  has  re- 
ceived a  communication  from  the  Carne- 
gie Steel  Company,  Limited,  contractors 
for  the  superstructure  cif  the  Atchison, 
Topeka  and  Santa  Fe  Railway  Bridge  en 
Section  8  at  Lemout,  and  also  the  Nuper- 
atructure  of  the  Atchisun,  Topeka  and 
Santa  Fe  Railway  Bridge  at  the  wpst 
end  of  Section  "  N,"  requesting  a  redac- 
tion of  the  bonda  origin&lly  given  byiaid 
corporation  on  said  bridges. 
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The  Committee  advises  that  it  has 
made  a  careful  examination  as  to  the 
status  of  said  contractor  with  reference 
to  the  work  done  upon  each  portion  of 
said  work  above  mentioned,  and  that  the 
work  upon  the  Atchison,  Topeka  and 
Santa  Fe  Railway  Bridge  at  Lemont  was 
finally  completed  in  the  month  of  May, 
1899.  That  the  final  certificate  of  the 
Chief  Engineer  upon  said  bridge  was 
awarded  to  said  contractors  on  the  10th 
day  of  June,  A.  D.  1899,  (page  5875  of 
the  Proceedings),  and  said  contractors 
were  fully  paid  upon  said  certificate. 

The  work  upon  the  Atchison,  Topeka 
and  Santa  Fe  Railway  Bridge  at  Section 
**N"  was  completed  in  the  month  of  May, 
1899.  That  the  final  certificate  of  the 
Chief  Engineer  upon  said  section  was 
awarded  to  said  contractors  on  the  26th 
day  of  June,  1899,  (page  5903  of  the  Pro- 
ceedings), and  that  said  contractors  have 
not  as  yet  accepted  payment  on  said 
certificate. 

The  bonds  remaining  on  file  upon  said 
bridges  have  never  been  reduced,  al- 
though the  Committee  is  informed  that 
no  suits  of  any  kind  or  nature  are  pend- 
ing or  unsettled  as  to  said  work. 

The  Committee,  therefore,  recom- 
mends that  the  sureties  on  the  original 
bonds  in  the  sum  of  $20,000.00  each  on 
said  bridges  be  released  (the  contractors, 
however,  to  remain  liable  thereon),  upon 
execution  and  filing  of  two  bonds  in  the 
sum  of  two  thousand  dollars  each  by  said 
contractors  in  lieu  thereof,  conditioned 
in  the  form  of  the  original  bonds,  with 
the  surety  company  to  be  acceptable  to 
the  Committee  on  Finance  and  approved 
by  this  Board. 

Respectfully  submitted, 

(Signed)  Z.  R.  Carter, 

Chairman. 

b.  a.  eckhart, 
Thomas  Kelly, 

Committee  on  Finance.'*'^ 
(Three  enclosures). 


RESOLUTION  PpR  INVITATION  TO  PRESI- 
DENT OF  REPUBLIC  OF  MEXICO. 

President  Boldenweck  presented,  and 
the  Clerk  read,  the  following 

RESOLUTION : 

"Whereas,  The  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  have 
learned  with  much  pleasure    that  His 


Excellency,  General  Porfirio  Diaz,  Pres* 
ident  of  the  Republic  of  Mexico,  has 
indicated  that  he  would  be  pleased  to 
consider  a  formal  invitation  for  himself 
and  his  Cabinet,  and  such  friends  as  be 
might  wish  to  accompany  him,  to  visit 
the  City  of  Chicago  during  the  month  of 
October  next,  to  attend  the  ceremonies 
of  the  laying  of  the  corner  stone  of  the 
United  States  Government  Building,  at 
which  time  will  occur  the  celebration  of 
Chicago  Day,  the  anniversary  of  the 
great  Chicago  fire,  and  the  observance 
of  the  Autumnal  Festival,  and  to  meet 
President  William  McKinley  and  his 
Cabinet,  who  will  be  present  on  said 
occasion;  and. 

Whereas,  It  is  highly  gratifying  that 
there  exists  between  the  people  of  the 
United  States  and  the  sister  Republic  of 
Mexico  the  most  cordial  and  friendly  re- 
lations, and  It  would  be  most  agreeable 
for  the  citizens  of  the  Sanitary  District 
of  Chicago  to  embrace  an  opportunity  of 
manifesting  to  the  President  of  Mexico 
the  feeling  of  friendship  in  this  country 
for  the  people  he  so  honorably  repre- 
sents; and, 

Whereas,  Great  pleasure  would  be 
afforded  our  people  to  be  able  to  accord 
a  greeting  to  President  Porfirio  Diaz,  the 
great  soldier  and  statesman,  whose  ad- 
ministration as  Chief  Magistrate  of  our 
sister  Republic  has  been  so  conspicuous 
for  the  public  peace  it  has  established, 
and  safety  of  person  and  public  prop- 
erty it  has  maintained,  and  the  friendly 
interest  it  has  ever  manifested  for  the 
welfare  of  those  Americans  who  have 
become  residents  of  Mexico  or  who  have 
identified  themselves  with  material  in- 
terests there;  therefore  be  it 

Resohedy  By  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago,  that  on 
behalf  of  the  people  of  this  District  we 
hereby  most  heartily  join  in  extending  a 
welcome  to  His  Excellency,  Porfirio 
Diaz,  President  of  the  Republic  of 
Mexico,  his  Cabinet  and  such  friends  as 
he  may  wish  to  accompany  him,  to  visit 
the  City  of  Chicago  in  response  to  the 
formal  invitation  to  be  sent  him  by  the 

g roper  authorities,  and  most  earnestly 
ope  that  he  will  find  it  convenient  and 
agreeable  to  accept  the  same. 

Resolved,  That  a  copy  of  this  resolu- 
tion be  furnished  the  proper  authorities 
for  transmission  with  the  formal  invita- 
tion to  President  Diaz." 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Kelly,  the  resolution  was  adopted 
by  a  unanimous  vote. 


■1 
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ADJODRNMENT, 

n  of  Mr.  Mallelte,  secooded  by  Mr.  Jtmea,  the  Board  then  adjourned. 
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PROCEEDINGS 

—OF   THK— 

Board  of  Trustees 

—OF   THE— 

Sanitary  District  of  Chicago. 


aOGOST  2,  1899. 


OFFICIAL    RECORD. 

Publlihtd  bv  authoritu  tit  the  Bvard  o  Tnutett 
of  the  Sanitarv  DlafrlcC  0/  Chicago. 

REGULAR  MEETING. 

Tbe  Tour  hundred  and  fort f -ninth 
regular  meeting  of  tbe  Board  of  Trusted 
of  the  SaoJtar;  District  of  ChicaKC>  ^^^ 
held  in  the  rooms  of  tlie  Board,  Security 
Building,  Wednesday,  August  2,  1899, 
at  2  o'clock  P.  M. 


>n  toll-oall  Hesare.  Boldeaweok, 
BradeD,  Eckfaart.  Joaes,  Kelly  and  Ual- 
letle — six  members,  were  present. 


Tbe  minutes  of  tbe  regular  meeting 
held  JFuly  36,  1B99,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly, 
seconded  by  Hr.  Jones. 


VOUCHERS. 


Tbe  Clerk  presented  tbe  toUot 


Enelneerlng  Depart mant  (Chief  Eiieineer'i  roll,  Jul;,  ISW) t  1.225  00 

EaelaeerlngDepanuienL  (DIvlslau  of  Conitnictloa  roll,  Jul;,  1S99).. ..     6,011  81 
Englneerioi;  Depsrtoient  (Dlvlslan  of  Draufcbtlng  and  DesicniDK  to]], 

Julj,  1«9H: 1,833  33 

Bn^lDeerlDg  Depirlmeat  (DlTlsion  ot  Records  roll.  July,  1899) 645  OO 


Augu«  3.i  _59ft2—  ri9W 

Clorlcia  Department  (CKrk's  roll,  July,  1B99) t    1,043  38 

Law  Department  (Attoroey'i  rail,  July,  1699) «  1.468  34 

Law  Department  (JollaE  roll,  July,  1899) 45S  34 

Treasuiy  Department  (Tcsaaurer'i  roll,  July,  1899) 1«6  66 

General  Account  (General  roll,  July,  1899) *      326  (HI 

General  Account  (TruaCeea'  roll,  July,  1899) 2.333  33 

—         a,658  33 

Geneml  Acconnt  (Special  roll,  July,  1899) «      lS-2  50 

General  Acconnt  (Special  discbarpe  roll,  July,  1899) 3  OH 

Maintenance  Account  (Pumping  Plant  roll,  July,  1899> TUO  00 

Police  Department  (Marshal's  roll,  July,  1899) 3,3S3  32 

Toul ,  *lB,7aT  96 

Wm.  Trlokaus  (expense)  *      34  43 

"laham  Randolph  (travellns  and  expense) 259  UO 

•DonalJFraser  (inspecting  bridges) 385  9i 


The  Waukesha  Water  Company  (water)  ., 

Callagban  &  Co.  (law  hooka) t  4T3 

C.  Z.Noel  (eipart  witne«»  tee) .' S  OO 

Elizabeth  H.  Ryan  (typewriting) 8  50 

JohnB.  White  (aerrlces) 33  00 

■'John  W.  Kadelhefler  (expense)   79  81 

'Isaac  N.  Richards  (expert  witness) 1S5  UO 

•J.  U.  Plain  {expert  witness) a«  Oil 

•John  Jameson  (eipert  witness) 300  00 

•Charles  C.  GllberL  (expansei 380  19 

•Charles  C.  Gilbert  (expense) 38B  60 

•John  8.  Runnelle  (serrlceB  General  Counsel,  July,  1S99) 416  U6 

—         1,H48  51 


J.  G.  Bodenscbstz  (sundries) S       14  00 

Geo.  Losey  I  sundries) 14  00 

Wagner  Bros,  (livery) 29  50 

■Ishara  Randolph  (traveling) 7S  00 

■JohnF.  HlgglDB  (printing  Froceedlnga  July,  1899) 255  79 

•Chicago  Telephone  Company  (renUl  and  toll  serrlcs  six  montbsi 1.004  20 


Lydon  &  Draws  Company  (dredging  Chicago  RlTer) S  8.395  S* 

Lydon  &  Draws  Conipaiy  (Bypass,  Chlca^  Rlrer) 2-J.094  63 

Chicago  Bridge  and  Iron  Company  (By-paas,  Van  Buren  Street.) 4,050  00 

Chicago  Crushed  Stj>ne  Company  (Bummlt-Lyons  Bridge) 3,600  72 

Cbrlslie  &  Lowe  (Bear  Trait  Dam  sundrlesl 406  (19 

HegglcBroa.  (Section  O,  Pumping  Plant) 339  67 

McArthur  Bros.  Company  and   Winston   &  Co.   iSectlsn  O— P.   H. 

Bridge) 54  Sa 

Allen's  Cornice  and  Corrugatlne  Works  (sundries) ^7  50 

P.  Peterson  i  Section  O— P,  H.  Bridge) IS  4S 

Warden  Buck  {Section  6,  cement) 16  35 

*37.9«4  85 

Grand  total 160,476  57 

•To  be  paid  by  warrant*,  with  interest  coupons  attached,  drawn  against  the  Tax  Leiy 
for  1S99. 
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Mr.  Mallette,  seconded  by  Mr.  Jones, 
moved  that  the  Touchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Eckhart 
{except  as  t4  voucher  for  general  account, 
special  roll  f  132,50,  on  tohieh  he  was  ex- 
cused), Jones,  Kelly  and  Mallette — six 
{except  as  above  stated).    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

WSSELT  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District,  for  the  week  ending  July 
29, 1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT : 

''GmCAGO,  August  3, 1899. 

To  the  HonordbUy  the  Board  of  Tnutees  of  the 
Sanitary  District  of  GMcago : 

Gentlbmsn — I  beg  leave  to  report 
herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
July  29,  1899,  as  the  same  have  been  re- 
ported to  me: 

Engineering  department 88 

Maintenance 9 

Clerical  department 6 

Law  department 8 

Treasury  department • 1 

Police  department 28 

(General ^. 9 

Total  employes. 148 

HaspectfuUy  submitted, 
(Signed)  Joseph  F.  Haas, 

CterJk." 

MONTHLY   REPORT    FROM    ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  June,  1899,  which,  by  unanimous  con- 
sent, was  ordered  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT : 

•^Chicago,  July  29, 1899. 

To  the  HoTioTCLbie,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gbntlbmbn-— I  herewith  transmit  the 


report  of  the  Engineering:  Department 
for  the  month  of  June,  1899,  giving  the 
detailed  operations  of  the  Heveral  divis- 
ions constituting  the  same. 

The  value  of  the  construction  work 
done  was  $218,440.15,  divided  as  follows: 
Main  Channel,  $118,084.00;  bridges,  $96,- 
892.42;  general,  $18.78.  The  engineering 
expenses  were  $11,229.27.  divided  as  fol- 
lows: Salaries,  $8,978.80;  supplies,, etc., 
$2,255.47.  Capitalization  vouchers  were 
issued  as  follows:  Belt  Railway  of  Chi- 
cago, $98,046.50;  The  A.,  T.  &  8.  F.  Ry. 
Co.,  $28,748.$0;  total,  $121,795.10. 

DIVISION  OP  CONSTRUCTION. 

The  weather  during  the  month  was 
favorable  to  good  progress  except  for  six 
days,  during  whicn  there  were  thunder- 
storms of  short  duration.  The  tempera- 
ture varied  between  60  degrees  to  90  de- 
grees Fahrenheit. 

Chicago  River  Improvement  —  During 
the  month  the  work  was  prosecuted  day 
and  night,  with  a  partial  force  on  Sun- 
days. At  the  Jackson  Street  section,  the 
main  cut,  north  of  Jackson  Street,  was 
taken  out  to  grade.  The  cut  south  of 
Jackson  Street  was  worked  northerly 
connecting  with  the  main  cut  and  south- 
erly to  within  about  40  feet  of  the 
Metropolitan  Elevated  Railroad.  Three 
hoists  were  used  on  this  work,  but  an 
average  of  only  two  were  in  actual  serv- 
ice. The  cubic  yards  excavated  were 
5,989,  measured  in  place.  A  new  cut 
was  opened  between  the  Metropolitan 
Railroad  and  Van  Buren  Street.  One 
thousand  one  hundred  and  eleven  cubic 
yards  were  taken  out  with  wheelbarrows 
and  dumped  into  a  scow  and  towed  away. 
A  small  amount  was  excavated  beneath 
the  Alton  building  and  dumped  from 
wheelbarrows  into  the  river  or  coffer- 
dam. Thirteen  per  cent  of  the  excava- 
tion was  done  during  the  month  and 
fifty -eight  per  cent  completed  to  July  1, 
1899. 

As  the  excavation  under  the  south  of 
Jackson  Street  bridge  progressed,  the 
timber  and  flooring  of  the  temporary 
roadway  were  laid  on  the  piles,  already 
in  place,  and  the  roadway  practically 
completed  to  the  southerly  end  of  the 
cut.  Sheeting  of  the  sides  was  carried 
downward  as  the  clav  was  removed* 
Fifteen  per  cent  of  the  roadway  was 
completed  during  the  month  and  sixty- 
five  per  cent  completed  to  July  1,  1899. 

The  driving  of  piles  for  the  coffer-dam 
was  begun  at  the  Jackson  Street  bridge 
on  the  5th  and  at  the  Van  Buren  Street 
bridge  on  the  7th.    Driving  of  sheeting 
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began  on  the  9th  at  Jackson  Street  and 
on  the  I2th  at  Van  Buren  Street,  and  was 
continued  throughout  the  mouth.  On 
the  17tb  and  18ih  the  Van  Buren  Street 
bridge  naH  open  and  shored  up  with  tim- 
bere  to  admit  of  driving  (or  this  part  of 
the  coHerdam,  Tie  roda  were  put  in 
place  and  the  cofter-dam  filled  as  far  as 
the  south  line  of  Jackson  Street.  No 
filling  was  done  at  Van  Buren  Street. 
The  timber  bracing  within  the  cut  was 
continued  southerlj  from  the  north  line 
of  Jackson  Street  as  excavation  ad- 
vanced. About  70,000 feel  B.  M.  wasput 
in.  Twent;  five  per  cent  of  the  co^r- 
dam  was  completed  during  the  month 
and  64  per  cent  to  July  1,  1609. 

The  Bedford  atone  for  coping  at  Adams 
Street  was  delivered  earlf  in  the  montli. 
The  setting  of  same  on  the  east  wall  was 
begun  on  the  6th  and  finished  on  the 
14th.  The  setting  on  the  west  wall  was 
begun  on  the  14tli  and  completed  on  the 
38a.  Back-fillingthenest  wall  at  Adams 
Street  was  continued  during  the  month 
at  intervals.  The  eetimate  of  wall  work 
done  during  tlie  month  is  1  per  cent,  and 
the  amount  completed  to  Jul;  1,  18B9,  Is 
26  per  cent. 

The  pavement  was  taken  up  and  piled 
near  the  site  of  the  work  as  tne  excava- 
tion was  pushed  southerly.  The  plat- 
forme  at  the  north  end  of  the  Pennejl- 
vania  Company's  freight  house  were  re- 
moved, and  on  the  27th  the  contractors 
began  taking  down  the  northeast  corner 
of  the  freight  house  itself.  The  team 
scale  of  the  Pennsylvania  Company  was 
removed  from  the  line  of  the  Channel 
and  installed  at  the  southeast  corner  of 
the  west  abutment  of  the  Jackson  Street 
Bridge.    This  was  voucbeied  as  extra 

n  employed 


The  work  of  removing  the  Taylor 
Street  Bridge,  center  pier,  protection 
piles  and  the  dredging  of  the  river  at 
that  point  was  completed  and  the  bridge 
removed  as  a  whole  to  the  Twenty- 
second  Street  Water  Works  slip. 


Lydon  &  Drews  Co.  (By -pass).  116,685  55 
Lydon  &  Drews  Co.  (dredging)     8,118  00 
LydoQ  &  Drews  Co.  (moving 
Taylor  Street  Bridge) 10,460  00 


C.  T.  T.  R.  R,  Co.  (snndriea  hc- 
countC.T.T.R.R.Co.Brdg)»10,397  37 

C.  T.  T,  E.  R.  Co.  (sundries  ac- 
count C.  T.  T.  E.  R.  Co.  Brdg)     B.453  00 

Total *51,0»8  82 

Section  "0"—SQine  material  was  hauled 
from  the  spoil  bank  of  the  col[at«ral 
channel  to  the  adjacent  brick  yard.  The 
coDStruction  of  two  additional  trestles, 
east  of  the  former  ones  and  (or  the  use 
of  the  Chicago  Junction  Railway  Com- 
pany at  the  Pan  Handle  crossing,  was 
begun  on  the  19th  and  pushed  vigorous- 
ly throughout  the  month.  The  various 
railroad  companies  did  more  or  lees  work 
on  their  crossings  on  this  section.  The 
work  of  removing  the  Weatern  Avenue 
Pontoon  Bridge  was  continued  during 
the  entire  month  and  was  nearly  oom- 
plet«d.  The  installation  of  the  pumping 
plant  at  the  west  end  of  this  section  was 
continued  throughout  the  month  and 
almost  completed. 

The  contractors  for  tlie  substructure 
ot  the  eiKht-track  bridge  at  CamptieJI 
Avenue  continued  excavation  with  a 
large  scraper  force  all  the  month,  re- 
moving 9,816  cubic  yards  of  glacial  drift 
from  the  Main  Channel  and  O.six)  cubic 
yards  from  the  bridge  pit  outside  of  the 
Main  Channel  prism.  One  thousand  and 
fifty  lineal  feet  of  old  piles  were  also 
removed.  The  removal,  by  Geo.  M. 
Huss,  of  the  eighty  (eet  girders  at  the 
site  of  this  bridge  was  completed  on 
the  14th. 

The  following  vouchers  were  issued  for 
Section  "O": 

The  UaAh  &  Bingham  Co. 
(account  temporary  bridges)S      lOQ  14 

C.  T,  T.  R.  E.  Co.  (account 
temporary  bridges) 2<jl  &5 

C.  T,  T.  R.  H,  Co.  (account 
temporary  bridges) 8T  86 

C.  J.  Ry.  Co.  (acoouut  tem- 
porary bridges). 48  03 

P.,  C,  C.  &  St.  L.  Ry.  Co.  (ac- 
count temporary  bridges) ...  4 1  80 

I.  C.  R.  R.  Co.  (account  tem- 
porary bridges) 4  61 

A.  T.  Wilcox  (account  tem- 
porary bridges) 1S4  58 

Oeo.  M.  Euss  (account  tem- 
porary bridges) 301  00 

Chicago  Bridge  &  Iron  Works 
(pumping  plant) £0  16 

Hayes  Bros,  (pumping  plant).  93  IT 

The  Marsh  &  Bingham  Co. 
(pumping  plant) 129  7S 

The  Marsh  &,  Bingham  Co. 
(pumping  plant} 11  5' 
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The    Scberzer    Rolling     Lift 

Bridge      Co.       (eight -track 

bridge,  etc.) t  2,450  00 

The    Scherzer    Rolling     Lift 

Bridge      Co.       (eight  track 

bridge,  etc.) 7,911  05 

Geo.    M.    Hu88     (eight-track 

bridge,  etc.) 770  45 

Chicago   Crushed   Stone   Co. 

(8.  W.  Blvd.  Bridge) 480  00 

Chicago   Crushed   Stone   Ca 

(8.  W.  Blvd.  Bridge) 479  20 

Chicago   Crushed   Stone    Co. 

(S.  W.  Blvd.  Bridge) 487  84 

Havis  Bros,  et  al.  (8.  W.  Blvd. 

Bridge) .^ 586  20 

Total $14,425  84 

Section  **3r" — A  scraper  force  was  at 
work  near  the  east  end  of  this  section 
excavating  from  the  Main  Channel  and 
depositing  the  material  on  the  south 
bank.  The  amount  moved  by  this  force 
was  1,248  cubic  yards.  On  the  20th  this 
force  was  used  for  the  remainder  of  the 
month  in  widening  the  Santa  Fe  road- 
bed with  material  taken  from  the  south 
BpoU  bank.  The  shovel  and  train  plant 
worked  to  the  2d  and  from  the  20th  to 
the  end  of  the  month.  Three  thousand 
and  si^y-four  cubic  yards  were  ex- 
cavated by  this  plant,  which  was  hauled 
to  the  Southwest  Boulevard.  The  shovel 
and  incline  plant  worked  all  the  month 
in  day  shift  and  removed  16.851  cubic 
yards  of  material.  Part  of  this  amount 
was  vouchered  on  the  previous  estimate 
of  the  contractors  for  this  section.  The 
excavation  of  the  Kedzie  Avenue  tem- 
porary roadway  was  continued  with 
scraper  teams  during  the  early  part  of 
the  month,  then  wagons  loaded  by  hand 
were  substituted. 

The  embankment  behind  the  south 
abutment  of  the  Q,,M.  &  N.  R.  R.  Co.'s 
bridge  across  the  Main  Channel  was  com- 
plete on  the  8d.  From  the  12th  to  the 
end  of  the  month  a  large  force  was  em- 
ployed by  the  I.  C.  R.  R.  Co.  laying  track 
on  and  between  its  two  bridges  and  bal- 
lasting same,  so  that  the  new  tracks 
were  nearly  ready  for  trains  on  the  80th. 

The  work  of  removing  the  false  work 
used  in  the  erection  of  the  superstruc- 
ture of  the  A.,  T.  &  8.  F.  Ry.  Co.'s  bridge 
across  the  Main  Channel  on  this  section 
was  completed  on  the  12tb.  Track  lay- 
ing and  ballasting  of  the  track  across 
this  bridge  and  its  approaches  was  be- 
gun on  the  24th  and  continued  to  the 
end  of  the  month.  On  the  afternoon  of 
the  27th  the  first  train  ran  across  this 
bridge.    The  removal  of  the  temporary 


trestle  used  during  the  construction  of 
this  bridge  was  begun  on  the  28th. 

The  following  vouchers  were  issued 
for  Section  »*N": 

Hayes  Bros,  etal  (excavation)  4^  956  56 
Hayes  Bros,  et  al  (excavation).  1,788  28 
Mc  Arthur  Bros.  Co.  and  Win- 
ston &  Co.  (C.  M.  &  N.  R.  R. 

Co's.  bridge) 823  92 

Haves  Bros.  (C,  M.  &  N.  R.  R. 

Go's,  bridge) 189  74 

Garden  City  Sand  Co.  (C,  M. 

&  N.  R.  R.  Co*8  bridge) 88  08 

Isham  Randolph  (Kedzie  Ave. 

bridge) 28  50 

A.,  T.  &  S.  F.  Ry.  Co.  (A.,  T. 

&  S.  F.  Ry .  Go's,  bridge) ...  80  47 

A.,  T.  &  8.  F.  Ry.  Co.  (Cap. 

voucher  A.,  T.  &  8.  F.  Ry. 

Co's.  bridge) 28,748  60 

Total $82,088  15 

Sections  ^'M"'  and  '*L"— A.  start  was 
made  on  the  installation  of  the  20  inch 
pump  at  the  east  end  of  Section  '*M." 

Section  ''A""— The  excavation  of  the 
old  embankment  of  the  Belt  Railway 
across  the  east  end  of  this  section  was 
begun  on  the  27th  by  Christie  &  Lowe, 
with  a  force  of  six  scraper  teams. 
Track  laying  was  continued  over  the 
Chicago  Belt  Railway's  temporary  trestle 
to  the  10th  when  the  rails  were  con- 
nected with  the  main  line  and  trains 
ran  over  the  trestle. 

The  following  vouchers  were  issued 
for  Section  "K": 

Hayes  Bros.   (Belt   Ry.  Go's. 

temporary  bridge) f      117  10 

Crerar,  Adams  &  Co.  (Belt  Ry. 

Co's.  temporary  bridge) 67  26 

The    Marsh  &  Bingham    Co. 

(Belt    Ry.    Co's.   temporary 

bridge) 528  00 

The  Belt  Railway  of  Chicago, 

Cap.  voucher  (Belt  Ry.  Co's. 

permanent  bridge) 98,046  50 

Total $98,758  86 

Section  *'/f  " — A  team 'force  continued 
work  throughout  the  month  on  the  old 
Santa  Fe  right  of  way  on  the  west  end 
of  this  section  and  the  east  end  of  Sec- 
tion '*G."  The  total  amount  excavated 
was  12,680  cubic  yards  of  glacial  drift. 

The  following  vouchers  were  issued 
for  Section  "H:" 

Oahan  &  Byrne  (excavation).  .$  1,080  08 
Gahau  &  Byrne  (excavation). .     2,682  62 

$  8,662  70 
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Section  "G"— The  shovel  snd  incline 
plant  started  work  on  tbe  18th  and  con- 
tinued nieht  and  day  sbitta  to  the  end  of 
the  month.  EiKht  tbousand  eight  hun- 
dred and  sixty  fonr  cubic  yards  of 
glacial  drift  were  Touchered  during  the 
month. 

The  A.,T.  &  S.  F.  Rf ,  Co.  finished 
surfaciog  Us  new  track  on  the  30th. 
The  PoBia]  Telegraph  Cable  Company 
Bnisbed  changing  wires  on  the  13tb. 

The  following  vouchers  were  issued 
for  Section  "G:" 

Q&ban&Brme(excsvstion)..|  2,S4e  43 
A..  T.  &  8.  F.  By.  Co.  (A.,  T. 

&  S.  P.  By.  Co.  Bridge). , . .       3,861  76 

Total...... I  4,898  18 

Section  "F" — TrafScwas  turned  over 
tbe  LyoDH-Suiumit  Boad  Permanent 
Bridge  over  tbe  Uain  Channel  on  tbie 
Section  on  the  IStb.  Laying  floor  and 
the  painting  of  the  iron  work  of  this 
bridge  continued  throughout  tbe  month. 
Some  Htone  cutting  for  the  adjustment 
of  tbe  rolleiB  on  the  abutments  of  this 
bridge  was  done.  Macadamizing  the 
Lyons-Summit  road  was  begun  on  the 
StJth. 

Tbe  following  vouchers  were  issued 

for  Section  "F:" 

A.,  T.  &  8.  F.  By.  Co.  (A.,  T. 
&  3.  F.  Bridge.  Deaplaines 
Biver). »l»,aiO  78 

Ealvorson,  Biobarde  &  Co. 
(Lyons  Summit  Bridge,  M. 
C) flSB  88 

Isham  Randolph  (Lyons- 
Summit  Bridge,  M.  C.) 80  00 

Total $lB,8Be  68 

Section  "E"  —  The  Peteler  car  plant 
worked  all  the  month  excavating  at  the 
east  end  of  this  Section.  All  of  the 
glacial  drift  and  the  greater  part  of  the 
rock  were  deposited  on  the  spoil  area,  a 
small  part  of  the  rock  being  used  in  the 
revetment  of  slopes.  The  revetting 
of  slopes  continued  throughout  tbe 
month.  The  quantities  vouchered  for 
the  monih  were;  7,425  cubic  yards  of 
rocki  —194  cubic  yards  of  glacial  drift 
(due  to  over-estimate  in  the  prevjoup 
vouchers).  Tbe  Lyons-Summit  Road 
temporary  bridse  was  removed  between 
the  18th  and  17tb,  giving  the  contractors 
access  to  tbeunBnisbed  portion  of  thia 

Work  on  the  C.  T.  T.  E.  E.  Co.'s  per- 
manent bridge  across  the  Desplaines 
River  on  this  section  was  resumed  on  tbe 


5th  and  continued  to  the  end  of  tbe 
month.  Tbe  excavation  for  the  south 
abutment  waa  finishe^d  on  the  19th  and 
conoiete  foundation  started  on  the  ^Oth. 
Excavation  for  Pier  No.  1  was  begun  on 
tbe  20tb,  but  work  on  aame  was  discon- 
tinued. The  raising  of  the  three  spans 
of  tbe  superetructure  of  this  bridge. 
which  tell  into  tbe  river  during  April  of 
this  year,  was  begun  ou  the  IGui  and 
continued  throughout  tbe  month. 

Tbe  following  vouchers  were  issued 
for  Section  "E": 

Halvorson,  Richards  &  Co.  (ex- 
cavation)   ■■•••*   3,481  58 

HalvoTson,  Riohards&  Co.  (ex- 
cavation)        1,020  43 

C.  T.  T.  R.  R.  Co.  (C.  T.  T.  B. 

R.  Co. 'a  temporary  bridge). .         100  74 

C.  T.  T.  R.  R.  Co.  (C.  T.  T.  R. 
R.  Co-'atemporarybridge)..  05  98 

Total t   4,698  68 

Section  fi— The  woik  of  repairing  the 
wall  at  Stations  1049  and  lOGO  waa  con- 
tinued up  to  and  including  the  26tb,  at 
which  time  tbe  wall  iiad  been  con- 
structed, the  coffer-dam  removed  and 
tbe  derrick  dismanteled  and  moved  to 
the  A.,  T,  &  S.  F.  Ry.  Co.'s  crossing  on 
Section  9.  About  EUO  cubic  yards  of 
masonry  was  laid  between  May  S6th  and 
June  ISib.  One  derrick  was  used  and  an 
average  of  eighteen  men  emi^loyed  the 
larger  portion  of  the  time.  Thia  work 
was  done  by  force  account. 

The  following  vouchers  were  issued  on 

this  account: 

Werden  Buck  (cement) 8      148  88 

Mason  &  Hoge  Co.  (construc- 
tion)        1,438  18 

Total %  1,580  06 

Section  S— A  small  force  was  engaged 
the  fore  part  of  tbe  month  in  painting 
the  superstructure  of  tbe  A..  T.  &  8-  F. 
Ry.  C^o.'s  Bridge  acroea  the  Main  Chnn~ 
nel,  flniahingiheaameon  about  the  lOtb. 

The  superstructure  of  the  Lemont 
Road  Bridge  over  tbe  Main  Channel  ia 
practically  completed. 

The  following  vouchers  were  issued 
for  Section  8: 
A..T.  &  S.  F.  Ry.Co.  (A.,  T. 

&  S.   F.   Ry.   Co.'s   Bridge, 

M.  C.) t       131  53 

Carnegie   Steel   Co,.  Limited 

(A..   T.   &  8,    F.   By.   Co.'s 

Bridge,  M.C) 11,763  40 


August  2J 


—5967— 


ri899 


A..  T.  &  S.  F.  Ry.  Co.  (A.,  T. 
&  S.  F.  Ry.  Co.'s  Bridge, 
Desplaines  River) f  9,759  26 

Total $21,649  19 

Section  12 — A  small  force  was  engaged 
up  to  the  17th  in  laying  masonry  for  the 
roadway  wall  for  the  Romeo  Road 
Bridge  over  the  Main  Channel.  The 
derrick  used  in  handling  stone  at  the 
dock  was  dismantled  and  shipped  to 
Section  17  on  the  24th.  A  small  amount 
of  painting  and  bridge  flooring  remains 
to  be  done  on  the  superstructure. 

The  following  vouchers  were  issued  on 
account  of  this  work: 

Heldmaier  &  Neu $  2,021  21 

Heldmaier  &  Neu 392  74 

A.,T.  &S.  F.  Ry.  Co 85  84 

Total $2,449  79 

Section  14^ At  the  pumping  station, 
one  pump  was  operated  continuously  dur- 
ing the  month,  and  both  engines  and 
pumps  were  run  when  .the  elevation  of 
water  made  it  practicable  to  do  so. 
Water  in  the  Main  Channel  at  the  end  of 
the  month  was  at  grade. 

Section  15 — Work  on  the  regular  con- 
tract of  the  superstructure  of  the  Bear 
Trap  Dam  was  completed  on  May  81st. 
From  June  1st  to  the  16th,  a  part  of 
Christie  &  Lowe's  force  was  engaged  in 
completing  the  concrete  faces  of 
abutments,  placing  sheathing  plates 
on  down  stream  leaf  dam  and 
making  man-holes  to  the  dam 
chamber.  One  or  two  men  worked 
at  the  adjustment  of  the  operating 
mechanism  of  the  foundation,  etc.,  of 
the  dam.  Work  was  completed  on  this 
part  of  the  structure  on  the  19th. 

The  following  vouchers  were  issued 
on  this  account: 

Christie  &  Lowe $      690  00 

Christie  &  Lowe 215  99 

Christie  &  Lowe 850  61 

Christie  &  Lowe 9,890  00 

Christie  &  Lowe 1,171  12 

Total $11,817  72 

Section  16 — With  the  exception  of 
about  six  days,  work  was  carried  on 
daily  during  the  entire  month  on  this 
Section.  An  average  force  of  forty 
laborers  and  teams,  operating  wagons 
and  cars,  were  used,  and  two  drills  were 
in  operation.  The  material  excavated 
was  placed  in  embankment  and  on  the 
approaches  to  the  Lockport  and  Wire 
lliils  Road  Bridges.     Eleven  thousand 


seven  hundred  and  fifty  cubic  yards  of 
material  were  vouchered  on  this 
account. 

The  work  of  assembling  the  iron  work 
for  the  Wire  Mills  Road  Bridge  was 
besrun  the  fore  part  of  the  month  and  by 
the  20th  the  spans  were  in  position. 
Painting  was  begun  in  the  latter  part  of 
the  month. 

The  following  vouchers  were  issued 

on  account  of  this  Section:    \ 

Hayes  Bros,  (excavation) $  4,009  69 

Hayes  Bros.  (Lockport  tem- 
porary road) 85  82 

P.  T.  Dunn  &  Co.  (Lockport 
temporary  road) 14  00 

Total $  4,109  51 

Section  17 — No  work  of  excilvation 
was  done  on  this  Section  from  the  Isc  to 
the  15th  on  account  of  the  flocxling  of 
the  new  river  channel  from  high 
water  in  the  Desplaines  River.  During 
the  remainder  of  the  month,  the 
steam  shovel,  dredge  and  pumps 
were  run  in  double  shifts  —  two 
locomotives,  two  incline  hoists,  ten  drills, 
teams,  wagons  and  cars  were  used  on 
this  work.  Ten  thousand  four  hundred 
cubic  yards  of  rock  were  removed  and 
17,700  cubic  yards  of  earth.  Four  thou- 
sand two  hundred  cubic  yards  of  this 
amount  were  placed  in  the  crib  between 
Ruby  Street  and  Dam  No.  1.  A  voucher 
for  $18,495.18  was  issued  to  the  contrac- 
tors for  this  section. 

Section  18 — Work  was  continued  on 
conduit  and  dam  with  an  average  force 
of  fifty-six  men.  The  amount  of  work 
done  at  this  point  is  as  follows:  Seventy- 
five  lineal  feet  of  dam^  76  lineal  feet  of 
conduit;  2,200 cubic  yards  of  excavation; 
850  lineal  feet  of  coffer-dam;  240  cubic 
yards  of  concrete.  Excavation  on  Main 
Channel  was  prosecuted  with  an  average 
force  of  eighty-six  men,  and  performed 
the  following  work:  Seven  thousand 
three  hundred  cubic  yards  of  excavation; 
1,800  cubic  yards  of  levee  embankment; 
450  lineal  feet  of  levee.  The  material 
excavated  from  the  conduit  and  canal 
pits  was  placed  in  the  Illinois  and  Michi- 
gan Canal  rip-rap  and  amounted  to  2,800 
cubic  yards.  One  scow,  two  boilers  and 
one  small  pump  were  added  to  the  plant 
in  June. 

The  work  of  foundation  excavation  for 
the  substructure  of  the  C,  R.  I.  &  P.  R. 
R.  Co.'s  bridge  on  this  section  was  begun 
on  the  15th  and  carried  on  throughout 
the  month.  Three  hundred  cubic  yards 
were  excavated  on  this  account. 
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The  following  voncherawere  isened  on 

&ccouQt  of  this  Bootton: 

Qahsn  &  Byrne  (excavstiou, 
etc.) «S5,81S  18 

Q&han  &  Brme  (excavation, 
etc) 476  04 

C,  R.  I.  &  P.  E.  B.  Co.  (tem- 
porary bridee) 8,017  68 

Heldmaier  &  Neu  (account  crib 
wort). 18  78 

TotaL »38,883  W 

DIVISION  OF  DRAFTINO  AND  DfiSIONINa. 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Willow  SprJngB  and  the  atlas  of  the 
right  of  way.  Work  was  continued  on 
the  maps  to  be  used  in  constructing  the 
relief  nf^  of  the  Main  Channel. 

The  following  drawings,  etc.  were 
made:  A  map  of  the  lower  Illlnoie  River 
from  Henry  to  Baardstown  and  another 
from  Beardstown  to  St.  Louis;  plans  for 
storage  building;  copy  of  plan  of  West- 
em  avenue  and  8Ut  street,  made  by  the 
'  Weel  Park  Board;  plan  of  Ooerner  land 
near  Gary;  plan  showing  right  of  way 
between  Weetem  avenue  and  Kobey 
street;  details  for  gate  at  mouth  of  By- 
V»e»  tunnel  at  Joliet;  and  a  map  ahowing 
Chicago  River  improvements. 

The  greater  part  of  the  time  of  the 
Bridge  Department  was   taken    up  in 


making  the  design  and  plana  for  the 
tow-gwth  bridg;e  at  Joliet,  Some  time 
was  given  to  the  temporary  work  at  the 


The  work  of  the  office  force,  exrluaive 
of  the  Bridge  and  Drafting  Departs 
ments,  was  aa  follows: 

Detail  work  on  plans  for  the  By-pass 
and  work  along  the  Chicago  River  was 
continued.  The  t«sting  of  sand  and 
cement  for  use  in  construction  work  was 
continued,  as  was  also  the  work  of  pre- 
paring record  photographs  and  the 
maintenance  of  water  gauges.  Some 
time  was  given  to  hydraulic  data  per- 
taining to  the  Illinois,  Desplaines  and 
Chicago  Bivers  and  to  Lake  Michigan. 
Inspection  of  the  Thirty-ninth  Street 
conduit  was  continued,  as  was  also  the 
entire   Sanitary    District    construction 

DIVISION  OF  RECORDS. 


I  estimate  the  expenses  of  thio  Depart- 
ment for  the  month  of  July  will  be 
tlSO.OOO.OO. 

Respectfully  submitted, 

(Signed)  Ishah  Bandolpii, 

Chief  Engineer." 
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Tabulated  Statement  of  Expenditures,  lvalues  and  Qtian 

titles,  Engineering  Department. 
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Disposal  Wks.  at  Lockp't 
Repairing  I.  AM.  Canal. 
Van  Bonn  Ht.  Appruaob 

ii«: 

Taylor  St.  Br.  over  ciil- 

ie.BM« 

49,<«3  71 
14B.91B  80 
64.»SOB 

i«).iaa» 

JiAlt  47 
43,118  98 
79,«»M 

S.  W.  BlTdl^r.,  OTW  ii. 

495  :j 

18,710  87 

Pan  Handle  Br,  ovorM. 

C.£*N,R-ROo,^.Br.. 

'"" 

Kedile  A».  Br.,  over  M. 

saso 

30  4; 

A,,T.  A  a.  F.  R.  R.  Co.'s 

Bell  Fr.  Br.ontK.C. 

8,351  70 
IBJilO  73 

111,M>  « 

W.B78  7T 
33J78BS 

S.71J10 
0,718  88 
1(M,SKIM 
38.888  Sa 

eo,mM 

A.   T:AT"R;H.'co'i 

lB,aiO  7S 

L.vona-Suiiinilt  ItoB.I  Dr.. 

885  sa 

685  8J 

C.  T.  T.  R.  R.  Co. 'a  Dr.. 

C.  T.  T.  R  R.  Co^sBr., 

Willow   SpBj.    Highwar 
Br.,  OTfT  M.  C  8eo.  1 

A.,T.  4  8.F.R.  R,Co,'N 
Br..  0>er  H.  C.  Bee.  B. 

A..T,  *S.  F.  H.  R.Co,'l 

Lemont    Highway   Br., 

1 

30.889  98 

80.899  9; 

Lpmnnl     HIictiWHf    Br. 

p^' 
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CONSTRUCTION  CONTRACTS.  JULY  1,  1899. 


1 

Amount 
Paid  to  Date. 

REMAIMIMO  TO  BE  ] 

BARNKD. 

REMAINING    TO  BE  PAID  ON 

VOUCHERS. 

Total. 

Main 
Channel. 

Bridges. 

Total 

Retained 
Percentages. 

Unpaid 
Vouobers. 

Total. 

$  308,202  84 

8  248  826  04 

422,798  58; 
201,877  13 
158,015  06' 
217.287  06 
291,561  9^ 
289,846  00 
297,109  15 
387,537  88 
375,082  0ft 
686,106  82 
594,919  83 
484.259  40 
498,587  76 
917,825  81 

1,849,690  00 
940,975  86 
841,291  851 

1,058,688  60 
755,860  921 
742,337  25 
797,495  98 

1.000,637  28 
819,424  30 

1,009,136  70 

841,571  92 

860,566  08 

819,888  19; 

931.457  10 

552,0aS  45 

88,785  10 

172,750  77* 

77,778  30 

286,335  14 

18,052  851 

1 

$189,141  51 
31,076  78 
45,726  97 

$    139,141  51 
»1,U76  78i 
45,726  97 

$    19,128  25 

1,177  57 

11,051  di 

$  36,248  65 
4,194  46 
1.788  29 

$  64,876  80 

428,170  61 

5,872,08 

214,711  78 

12,884  60 

158,015  06 

217,287  06 

819  32 
7,888  26 

•••••.      ••••• 

819  32 

7,888  25 

291,561  92 

289,846  00 

299,741  77 

19,169  87 
8,519  28 
1,918  34 
4,358  83 

.   19,169  87 
8,519  28 
1,918  34 
4.358  3S 

• 

2,632  62 
2,646  42 
7,846  75 
8,645  67 

2,632  62 

890,168  80 

2,646  42 

417,032  18 

84,108  38 
96,609  43 

41,950  18 

791,860  92 

105,256  10 

504,919  83 

481,259  40 

498,587  76 

917,825  81 

1,366.585  66 

6,179  83 

715  88 

6,896  6& 

940,975  86 

841,291  35 

1,058,688  66 

755,860  92 

748,778  48 

1,486  18 

1,436  18 

797,495  98 

1,000,952  28 

9,942  66 

9,942  66 

316  00 

316  00 

819,424  80 

1,009,186  70 

841,571  92 

860,566  06 

819,888  19 

981,457  10 

552,a38  46 

t 

48,546  55 

18,622  50 

86,300  6() 

269,500  60 

6,678  98 

18,622  50 

86,800  60 

269,500  60 

6,578  98 

5,716  94 
25,184  81 
14,100  06 

6,729  26 

4,095  51 
13,495  18 
27,658  00 
10,911  78 

9,811  45 

211,380  71 

38.629  94 

119,526  86 

41,753  06 

258.976  13 

17,640  99 

18,062  85 

• 

$19,495  87 

71,040  20 

297,384  96 

6,252  54 

860,910  24 

19,496  87 
71,040  20 

297,384  96 
6,252  M 

350,910  24 

12,666  66 

12,666  66 
85,680  71 

145,151  38 
59,508  09 

160.125  21 
14,515  4^ 
43,118  58 

42,088  71 

6,458  00 

586  20 

4,166  00 

6,453  00 

149,915  80 

4,228  22 
595  00 

4,764  42 

64,268  09 

1 

4,760  OO 

160,125  29 

14.515  47 

48,118  58 

250  00 

250  00 

79,492  53 

79,492  5^ 

1 

107,292  50 

107,292  50 

111,462  46 

111,462  40 
19,210  78 
12,880  82 
38,878  68 
50,673  38 

1 

1 

19,210  78 

: 

12,978  77 

147  95 

147  95- 

88,878  68 

; 

5,204  55 

6,204  55 

50,678  88 

1 

8,748  10 

3,694  35 
22,718  58 
71,109  85 
86,838  3^ 
20,977  89 
22.329  89 

14,428  65 

160  00 

3,794  90 

—4,962  on 

141  35 

14,428  65 

48  75 

48  75 

22,718  52 

160  00 
3,794  90 

1 

104,255  34 

21-.<477  00 

11,768  40 

83.145  49 

86,688  82 

1 

— 1.962  03               A.*>0  00 

•  350  00 

20,977  39 

141  35 

22,329  89 

1 
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I 

■ 

..oc„..>n.in..n...»». 

inotjrf  iiiuian  *ft 

1 

DmiaiUTiiiK. 

dSi.V 

'""-■  ss: 

Total. 

Main 

River 

..„  J 

Wdtarn  Slotie  Co.'s  Br., 

t  iii.t8sn...^ 

Bomeo     Ul^wmr      Br. 
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CONSTRUCTION  CONTRACTS.  JULY 

1,  18»9'-Ck>rUinved. 

' 

Amoiint 
Paid  to  Date. 

BKXAININO  TO  BB  BARNBD. 

BBMAIMIKG  TO  BB  PAID  OK  VOUCBBBfl. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouohers. 

Total. 

S        15.968  68 

f       15,968  63 
19,898  74 
10,222  08 
10,068  28 
41,964  62 

21,216  22 

$    8,922  11 
4,254  92 
4,703  02 

$       8,922  11 
4,254  92 
4,708  02 

$     1,420  74 

$        892  74 

$  l,8i2  48 

10je82  08 

10,068  28 
41.984  62 

•  ••••«•      •«d'a 

88,265  75 
45,627  25 

88,265  75 
45.627  25 

• 

7B0  00 

98  76 

656  25 
18  73 

760  00 

82,154  62 

82,140  89 

82,578  00 

82,578  00 

18  78 

|. ••.•>....  •••• 

S  91,418,808  24 

$21,020,002  44 

9649,568  99 

11,060,744  78 

$1,710,806  77||      $248,515  35 

II 

$145,290  45 

$893,806  80 

'■'1 
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8TATBMENT   SHOWISG    CONDITION    OF  t: 


"To^srisM""""*" 

™t*l  i»«  ™ 

J/oin  Cluinitfl. 

5  >■; 

JTain  Chaanii. 

Glacial 
Drift. 
Cu.Yda 

Cu.Vds 

PIlM* 

Cij.  Yds. 

Rock. 
Cu.  YdB. 

"HT  j 

0,870 

eiS,800 

738.180 
,10-i.llSO 
:i49.031 
.1MI.3M 
,KT,90H 

SOilTO 

Is 

O.IIG 
llfl.800 
58,5U 

■5SS 

87,080 

-iii 

7,436 

4t<3;7.» 

as 

aio.BiN 

I.149,»!,l 

i.ooa.Tso 

i:i«.BB8 

9tw.ni 

Me.709 

i.oiU.nH 

1,022,796 
ftl7,0Sft 
108.  IS4 
205  500 
43.800 
9,S38 

3o:«i:7 

3.m 

7.SS4 

■ass 

»W 

3Si 

MjIrK""™"""™' 

9.S73.S 
6,800 

2,868 

7.41S 

4.800 

C.  M.  *  N.  B.  B.  Oo.'g  BridKB  oTei- 

A..  T.  *  S.  P.  R.  R.  Co,'.  Bride^  OTor 

U.V68 

1.748.1 

!084 
98.31$ 
aOM 

C.  T.  T.  r'.  R.  Co. 'b  Bridie  OTer  ifal'a 

C.  T.  T.  R.^.  Ci/a  Br.  OTer  Des'plalutB 

A.,  T.  A  S.  F.  R.  K.  Co.'!  BridK^  OTer 

202 

Lemont  Hichway  Bridge  over  Main 

J 

Borneo  Highway'  Brid'i^  oyer  Main 

.«.r 

J 

LockportHJahwayBridtreoyer  Ualn 

m 

J 
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DATE. 

BSTIMATSD  BBXAININO  TO  BE 
DONE. 

PERCENTAGE    COM- 
PLETED. 

Siver  Diver sUm. 

Piles. 

Liueal 

Feet 

BSasonry 

and 
Conor*t 
Cu.  Yds 

Main  Channel. 

m 

. 

•  •  •  • 

Ma- 
sonry 
and 
Concr*t 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.  Yd8. 

Olacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
&R.W. 

Mas'y& 
Concr't 
Cu.Yds 

Piles. 

53,900 

2,850 

47,100 
179,865 
207,710 

22,818 

6,079 

94.56 
90.16 
81.38 

100 
99.62 
97.33 

100 
93.96 
97.82 

100 
99.41 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 
98.70 

100 

100 

100 

100 

100 

100 

100 
67.34 
56.05 
48.67 
94.39 

00 

00 

00 
100 

29.56 
100 
100 
100 
100 

00 
100 
100 
100 
100 

61.73 
100 

98.97 
100 
100 

30.70 

70.26 

V 

•  •    •  •  • 

■  •  ■  • 
«  •  • 

4,159 
31,553 

66,108 
30,426 

179,447 
9fi  718 

'  •  * 

100 

•  •  •  ■ 

12,496 

. 

170,788 
212,480 
859,353 
174,655 
119,234 

100 
100 
100 
100 
100 

"ioo 

100 
100 
100 
100 
100 
100 
100 
100 

""m 

•••••• 

•  •  •    • « 

•••••••••••• 

# 

lOO 
100 
100 
100 
100 
100 
100 
100 

•  •  •  « 

106,803 
124256 

11^647 
97,917 

17,857 

48,108 
99,390 
16,878 
58,276 
15,677 
7,475 

•  •  •  •                •  • 

15,782 

40,768 

12,099 

" 

100 
100 
100 
100 

619 

56,866 

123,060 

98,530 

567 

147,670 
83.250 

2,800 

1,500 

12,000 

100 
00 

•  •  «  • 
«  •  •  • 

•  •  •  a 

■  •  •  • 

•  •  •  • 

•  •  •  • 

•  ■  •  • 

•  •  •  • 

•  •  •  • 

•  •  •  • 

•  •  •  • 
t  •  •  • 

•  •  •  • 

■  •  •  • 

•  •  •  • 

•  •  t  • 

•  •  •  « 
»  •  •  • 

•  ■  •  • 

•  •  •  a 

•  •  •  a 

• 

2,888 
11,865.70 

♦6,800 

69 

97.67 
100 

00 

00 

00 
100 

00 
100 
100 
100 
100 

00 
100 
100 
100 
100 

00 
100 
100 
100 
100 

90.85 

784 
1,041 
8,040 

00 

10,840 
44,840 

00 

00 

10,813 

4,421.94 

100 

16,200 

29,600 

14.860 

00 

5,948 

4,236.77 

595.69 

2,886.84 

2,489.36 

100 

4,544 

100 

8,100 

7,070 

3,795 

00 

5,748 

2,929.03 
793.8 
2,037.2 
2,162.79 

100 

1,601 
1,166.5 

100 

••           •••••■ 

•  ••■•••• 

100 

,,       »*••«•> 

372 

1,000 

652 

100 

• 

400 

598.6 
817.07 
433.36 
1,157.70 
449.45 

100 

«•        ••••••« 

29,785 

«•         >•»•••• 

•  •  •       «  • 

'  100         
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DATB. 

■BTIMATXD  RSMAIinKe  TO  BK 

Don. 

PIBCJBMTAOB  OOM- 
PLBTBD. 

Biver  Div&nion. 

Piles. 
Lineal 
F«et. 

Masonry 

and 
Concr't. 
Cu.  Yds. 

Main  ChannsI, 

Main 

Channel 

Szoava*n 

Si 

:        Ret.  Wall 

Ma- 
sonry 

and 
Conor'l 

Gla(*4al 

Drift. 

Cu,  Yds. 

8oll€t 

Rook. 

Cu.  Yds. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rook. 

Cn.Yds 

Plies 
&R.W. 

Ma»*y& 
Conor'! 
Cu.Ydp 

Piles. 

666.57 
1,041.84 

. 

100 

100 

100 

00 

00 

00 

2,850 
8,000 

52 

104 

2,000 

•••■•••• 

696 
1.242 
1,326 

00 
00 
9.87 

•  •  •  « 

•  •  •  • 

•  •  ■  « 

98.8 

1^1,839 

258,650 

84,(»0JS 

44,191.21 

886,489 

897,881 

116,168 
•6,800 

87,084 

97.24     100 

65.28 

41.97 

REPORT  IN  RBPEItBNCE  TO 
BOND  ON  CONTRACT  FOR 
TDSB  FOR  KEDZIB  ATBNUB  BRIDQB 
ACROSS  MAIN  CHANNEL  ON  SBCTIOM 
"  N." 

Oq  behalf  of  the  Committee  on 
Financo  Mr.  Eckhart  presented,  &nd  the 
Clerk  read,  a  report  from  that  commit- 
tee with  reference  to  the  reduction  of 
the  bond  of  the  King  Bridge  Company 
on  the  contract  for  the  BU(>eretrucCure 
for  the  Eediie  Avenue  Bridge  across  the 
Main  Channel  on  Section  "N."  the  re- 
port being  accompanied  by  a  communi- 
cation from  The  City  Trust,  Safe  Depoeit 
and  Surety  Company  of  Philadelphia  in 
reference  to  the  matter,  the  eaid  com- 
munication having  been  presented,  and 
referred  t«  that  committee  at  the  meet- 
ing held  July  la,  1899,  (page  5038  of  the 
Proceedings);  the  committee  renort  rec- 
ommending that  the  surety  on  the  orig- 
loal  bend  of  |10,000.00  be  released,  (the 
oontmctore,  however  to  remain  liable 
thereon)  upon  the  execution  and  filing 
ol  a  bond  in  the  sum  of  f^.OOO  in  lieu 
thereof,  with  a  surety  comoany  accept 
able  to  the  Committee  on  Finance  and 
approved  by  the  Board. 

Ur.  Eckbart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Teas- 
Messrs.  Boldenwpck,  Braden,  Elokhart, 
Kelly  and  Mallette — five.  Nays — none. 
Excused  and  not  voting — Mr.  Jonee — one. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  ia 

THB  REPORT. 

"Chicaoo,  July  28,  1899. 
To  the  Honorable,  the  Board  of  Trustees 

of  the  SanUary  District  of  Chicago: 

Qentlemkn— Your  Committee  on  Fi- 
nance herewith  reports  that  it  haa  re- 
ceived B.  communication  from  the  City 
Trust,  Safe  Deposit  and  Surety  Com- 
pany of  Philadelphia,  the  surety  on  the 
bond  of  the  King  Bridge  Company  tor 
the  superstructure  of  the  Kedzie  Avenue 
Bridge,  crossing  the  Main  Channel  on 
Section  "N,"  requesting  the  execution  of 
the  release  of  said   surety  hereunto  at- 

Tbe  Committee  advises  that  it  has 
made  a  careful  examination  with  refer- 
ence to  the  work  done  upon  said  super- 
structure above   mentioned,  and    finds 


Section  "N,"  wa«  flnallv  completed 
in  the  month  of  May,  ItiOO:  that  the  final 
certificate  of  the  Chief  Kngineer  upon  ■ 
said  bridge  was  awarded  eaid  contractor 
on  the  18th  dov  of  Uajr,  IHSO  (poue  58i:i 
of  the  Proceedings),  and  (bat  said  con- 
tractor was  fully  paid  upon  said  certifl- 

Bond  remaining  on  file  upon  the  super- 
structure of  said  bridge  has  never  been 
reduced,  although  the  Committee  is  in- 
formed that  no  suite  of  any  kind  or 
nature  are  pending  or  unsettled  as  to 
said  work.  The  &immittee,  therefore, 
recommends  that  the  surety  on  the  orig- 
inal bond,  in  the  sum  of  ten  thousand 
dollars,  be  relewed  {the  contractor,  how< 
ever,  to  remain  liable  thereon),  upon  the 
execution  and  filini;  of  a  bond  in  the 
sum  of  two  thousand  dollars  by  said  con- 
traotor  in  lieu  thereof,  conditioned  in  the 
form  of  the  original  bond,  with  a  snrety 
company  to  be  acceptable  lo  the  Com- 
mittee on  Finance  and  approved  by  this 
Board. 

Respectfully  submitted, 
(Signed)  Z.  B.  Carter, 

Chairman. 

b.  a.  eckhakt, 
Thohab  Kelly, 

Commitlet  on  Fiwmce." 

(One  enclosure.) 

REPORT  WITH  REFERENCE  TO  COHPLK- 
TICK  OF  CONTRACT  FOR  THE  SITPBH- 
STHUCTURE  FOR  TUB  LOCBPOKT  IIIaB- 
WAT  BRIDOS  CROsaiNO  TEE  RIVBB 
DIVERSION  CIIANNEL  ON  SECTION  "IB." 

On  behalf  of  the  Committee  on  Engi- 
neering. Mr.  Mallette  presented,  and 
the  Clerk  read,  a  report  from  that  Com- 
mittee with  reference  to,  and  acoon- 
panied  by,  the  final  certificate  of  the 
Chief  Engineer  as  to  the  completion  of 
the  contract  with  the  Wisconsin  Bridge 
and  Iron  Company  for  thesuperstiucture 
for  the  Locbport  Highway  Bridge  cros»- 
ing  the  River  Diversion  Channel  on  Sec- 
tion 16;  the  report  recommending  that 
the  action  of  the  Chief  Engineer  in  re- 
mitting the  time  penalty  on  account  of 
delay  in  completing  the  work  on  said 
contract  be  confirmed,  and  further 
recommending  that  the  president  and 
Clerk  be  authorized  and  directed  to 
make  final  payment  te  said  Wisconsin 
Bridge  and  Iron  Company  in  the  sum  of 
14,381.60.  the  sum  found  to  be  due  said 
contractor,  upon  the  execution  in  favor 
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of  the  DiBtrict  of  a  receipt  and  final 
release  in  full  of  all  claims  and  demands 
of  whatsoever  kind  or  nattire  arising 
from  said  contract  and,  also,  upon  the 
execution  of  a  waiver  and  release  for  all 
extra  compensation  on  the  superstruc- 
ture of  the  C.  T.  T.  E.  R.  Co.'s  Bridge 
across  the  Main  Channel,  and  all  claims 
on  account  of  delay  on  the  one  hundred 
and  five  foot  double  track  span  for  the 
C.  T.  T.  R.  R.  Ck>.'s  Bridge  across  the 
Desplaines  River,  near  the  west  end  of 
Section  *»E." 

Mr.  Mallette,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Eckhart, 
Jones,  Kelly  and  Mallette— six.  Nays — 
none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 


THE  REPORT: 


tti'* 


Chicago,  August  2, 1899. 

To  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  on  En- 
gineering herewith  presents  the  final 
certificate  of  the  Chief  Engineer  of  the 
District  in  favor  of  the  Wisconsin  Bridge 
and  Iron  Company,  for  work  done  under 
its  contract  with  the  Sanitary  District, 
dated  October  29,  A.  D.  1898,  for  the 
construction  of  the  superstructure  for 
the  Lockport  Highway  Bridge  crossing 
the  River  Diversion  Channel  on  Section 
sixteen  (16),  and  would  respectfully 
represent  that  it  has  considered  the  sub- 
ject matter  of  said  certificate  and  the 
accompanying  offer  of  waivers  of  said 
company  to  claims  on  other  contracts 
between  it  and  the  District,  and  that,  in 
view  of  the  same,  it  recommends  that 
the  action  of  the  Chief  Engineer  in  re- 
mitting the  time  penalty  on  account  of 
delay  in  completing  the  work  on  said 
contract  of  October  29,  1898,  be  con- 
firmed; and  further  recommends  that 
the  President  and  Clerk  of  the  District 
be  authorized  and  directed  to  make  final 

Jayment  to  said  Wisconsin  Bridge  and 
ron  Company  in  the  sum  of  four  thou- 
sand three  hundred  eighty  one  and  sixty- 
one  hundredths  dollars  ($4,381.60),  the 
amount  found  to  be  due  in  the  certificate 
aforesaid,  when  said  company  shall  have 
executed  in  favor  of  the  Sanitary  District 
a  receipt  and  final  release  in  full  for  all 
claims  and  demands  of  whatsoever  kind 


or  nature  arising  out  of  or  under  said 
contract,  and  shall  have  executed  a 
waiver  and  release  for  all  extra  compen- 
sation on  the  superstructure  of  the  Chi- 
cago Terminal  Transfer  Railroad  Com- 
pany's Bridge  across  the  Main  Channel, 
and  all  claims  by  reason  of  delay  on  the 
one  hundred  and  five  foot  double*  track 
span  for  the  Chicago  Terminal  Transfer 
Railroad  Company's  Bridge  across  the 
Desplaines  River,  near  the  west  end  of 
Section  **E." 

Respectfully  submitted, 

(Signed)  J.  P.  Ma.llette, 

TuoMAS  Kelly, 

B.  A.  ECKH1.RT, 

Alex.  J.  Jones, 
Wm.  Boldenweck, 
Committee  on  Engineering.^'' 


The  following  is 

THE   FINAL   CERTIFICATE  OF  THE   CHIEF 

ENGINEER: 

"Chicaqo.  July  29.  1899. 

To  the  Honorable,  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gentlemen— I  hereby  certify  that  the 
Wisconsin  Bridge  and  Iron  Company 
has  completed  the  erection  of  the  bridge 
crossing  the  new  channel  of  the  Des- 
plaines River  on  the  line  of  the  Lockport 
road,  in  accordance  with  the  terms  of 
its  contract  with  the  Sanitary  District 
of  Chicago  dated  October  29th,  1898,  to 
the  satisfaction  of  the  Chief  Engineer, 
except  as  to  the  time  of  completion,  on 
which  it  was  delinquent.  In  view  of  the 
fact  that  this  company  holds  another 
contract  with  this  District  for  the  erec- 
tion of  a  double- track  railroad  bridge 
across  the  Desplaines  River  on  the  line 
of  the  Chicago  Terminal  Transfer  Rail- 
road which  it  has  been  unable  to  erect 
by  reason  of  the  failure  of  this  District 
to  furnish  the  substructure,  which  delay 
has  extended  over  a  period  of  nine 
months,  creating  a  claim  on  the  part  of 
the  bridge  company  against  this  Dis- 
trict, as  an  adjustment  of  this  claim  of 
the  bridge  company  for  delay,  a  waiver 
of  which  is  attached  hereto,  and  also  the 
abandonment  of  the  pending  claim  for 
extras  on  account  of  the  Chicago 
Terminal  Bridge  erected  by  it  across  the 
Main  Channel,  I  have  agreed  to  remit 
the  forfeiture  which  would  have  been 
due  on  this  bridge  and  also  on  the  Wire 
Mills  Road  Bridge,  and  I  ask  you  to  con- 
firm my  action. 


'^r-fk 


I  ■     ■  ■,  'T 


August  s,j  5: 

Tfaia  certificate  is  given  subject  to  any 
unaccrued  or  unmatured  obligationB  im- 
posed by  the  contract. 

The  volume  and  value  of  tlie  work 
doDe  is  as  (ollows: 
Contract  price  for  superstruc- 
ture   |10,B54  00 

IjWB  amount  paid  on  previous 
estimates 6,673  40 


Amount  due  and  unpaid,  .f  4,361  60 
Beepectfully  eubmitted, 
(Signed)  Iehah  Rakdolfu, 

ChUf  Enaineer." 


REPORT  IN  REPBRENCE  TO  LEASE  OF 
ROOllS  'IN  THE  SECURITY  BUILDING 
FOR  THE   CEMENT    TESTING    DBPAHT- 

HENT, 

On  belialf  of  the  Committee  on  Engi- 
ing,  Mr.  Haliette  presented,  and  the 
Cleric  read,  a  report  transmitliDg  a  form 
of  proposed  lease  of  Rooms  509  and 
510  in  the  Security  Building  for  the 
use  of  the  Cement  Testing  Department; 
the  report  recommending  that  the  Presi- 
dent and  Clerk  be  authorized  to  sign  a 
lease  for  the  period  from  August  1,  1899, 
to  December  31, 1899,  at  a  monthly  rental 
of  |40.«0. 

Mr.  Mallette,  seconded  by  Hr.  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood;  Yeas — 
Uessrs.  Boldenweck,  Bra<]en,  Eckhart, 
Jones,  Kelly  and  Malletl«— six.    Nays— 


The  following  is 

THE  REPORT: 


"Chicaqo,  August  3,  1809. 


Obntlehen  —  Your  Committee  on 
Engineering  has  deemed  it  advisable  to 
lease  quarters  in  the  Security  Building 
for  the  accommodation  of  the  Cement 
Testing  Department,  and  respectfully 
recommend  that  the  President  and  Clerk 
be  authorized  to  sign  a  lease  with  the 
Security  Deposit  Company  tor  Rooms 
609-tO  of  the  Security  Building  for  the 


period  August  1,  1899,  to  December  Hi, 
1699,  at  a  monthly  rental  of  (10.00. 

Respectfully  submitted, 
(Signed)  B.  A.  EcKBMtT, 

J,  F.  Mu.r.BTTB, 

TUOMAB  KeLLT. 

Wm.  Boloknweck, 
C.mmitlee  on  JSiigiaeeriHg." 

(Accompanied  by  form  of  lease). 

REPORT  IN  REFERENCE  TO  AGRBEHENT 
WITH  CniCAGO  JUNCTION  RAILWAY 
COMPANY  FOR  TRAN8PEE  OP  CERTAIN 

TRACKS, 

On  behalf  of  the  Committee  on  Engi' 
neering,  Mr,  Mallette  presented,  and  the 
Clerk  read,  a  report  from  that  Commit- 
tee with  reference  to,  and  accompanied 
by,  a  form  of  proposed  contract,  in  dn- 
plicate,  between  the  Chicago  Junction 
Railway  Compaoy  and  the  Sanitary  Dis- 
trict of  Chicago,  regarding  the  transfer 
of  the  tracks  of  the  Chicago  Terminal 
Transfer  Railroad  Company  to  the  ri^t 
of  way  of  the  Chicago  Junction  Railway 
Company:  the  report  recommendiag 
that  the  President  and  Clerk  of  theBte- 
trict  be  directed  to  execute  said  contnct 
on  behalf  of  the  Dietrict. 

Mr.  Mallette,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted,  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  Bl«od:  Yeas- 
Messrs.  Boldenweck,  Braden,  Eckhart 
Jones,  Kelly  and  Mallette — six.  Nays— 
none. 


The  followmg  is 

TEE  REPORT: 

"Cbioaqo,  August  2,  1899. 
To  the  UonoToble,  the  Board  of  Tnuttf 

of  the  Sanitarji  DUlHct  of  Chtcofio; 

Qestlehrn— Your  Committee  on  Sr  - 
gineering  has  very  carefully  consider  1 
the  proposed  draft  of  contract  betwe-  i 
the  Chicago  Junction  Railway  Compai ' 
and  the  Sanitary  District  of  Ghicag  . 
regarding  the  transfer  of  the  tracks  < ' 
the  Chicago  Terminal  Transfer  Railrot 
Company  to  the  right  of  way  of  tl 
Chicago  Junction  Railway  Gompas; 
and,  having  received  the  opinion  of  t! 


Kmipectfuliy  BUbmitted, 
(SiEntrt.)  J.  P,  Mallbttr, 

B.  A.  EcEnART, 
J.  C.  Bhidbn, 
Alex.  J.  Jonrb, 

Ww.    BOLnBNWESCK, 
CummUlee  oh  Engiitetrlng. 


COMMUNICATION  FROH  SPBCIAL  COMMIS- 
SIONERS CUICAGO  DRAINAGE  CHANNEL 
AND  OKDBR  IN  REFEREMCG  TBEHBTO. 

Under  tlie  head  of  New  Bosiness,  the 
Clerli  presentedand  read  a  communica- 
tion from  tlie  Special  Commies  loners 
Chicago  Druintise  Cliannel  with  refer- 
ence to,  and  accompanied  by,  a  scjiedule 
of  the  pajmente  now  due  employes  and 
tor  otber  dimbuvsements  for  the  month  of 
July,  1899,  amounting  to  |2,606.90,  the 
communication  asking  that  the  Board 
pay  the  amounts  due  upon  the  attached 
Bchedule  iu  ordetthat  the  CommlBSioners 
mar  be  enabled  to  continue  Iheir  duties. 

Bj 
placed  on 

In  the  same  connection  Mr.  Eckhart 
presented,  and  (he  Clerk  read,  an  order 
that  the  Clerk  bt^  directed  to  draw  a  war- 
rant OD  the  Treasurer  of  the  District  in 
the  sum  of  $9.flO«,M  in  favor  of  the 
Clerk,  Baid  amount  to  be  treated  oa  a 
special  emergency  fund  to  be  used  In 
payment  of  pay-roll  and  bills  incurred 
for  the  month  of  July,  1899,  by  the  Com- 
misaionere  appointed  by  the  Qovernor  of 
the  State  of  IHicoia,  under  Section  27  ot 
the  Sanitary  Dittricl  Act,  and  that  the 
Clerk  shall  pay  to  said  Commissioners 
the  amount  shown  t«  be  due  accordinz 
to  the  schedule  ^foresaid,  duly  certified 
by  said  Commissioners!  the  order  being 
accompanied  by  a  duplicate  copy  of  said 
pay-roll, 

Mr.  Eckhart,  e«oonded  by  Mr.  Jones, 
aoved  that  the  order  be  adopted. 

On  roll-call  tbe  vote  stood:  Yeas— 
lessrs.  Boldeiiweck,  Braden,  Eckhart, 
jones,    Kelly  and  Mallette — six.    Nays 


The  following  is 

THE  COMMUNICATION: 
"CiiICAOO,  III.,  August  2,  1899. 
To   tilt  ITwiurable.  the  Bonrd  of   Trtiidees  of 
IA<  Sanitary  Diairict  of  Vhicago: 

Qentleubn — We  are  proceeding  in 
the  discharge  ot  the  duties  imposed  upon 
ua  by  Section  27  of  the  Sanitary  Act.  In 
performing  those  duties,  we  have  em- 
ployed, in  addition  to  our  engineer,  such 
assistance  as  we  require  to  expeditiously 
perform  our   duties  aa   required   by  the 

We  attach  to  this  letter  a  schedule  of 
the  payment  now  due  employes,  and  for 
other  disbursements  for  the  month  of 
July,  amounting  to  $3,606.90.  This 
amount  should  be  paid  at  once,  or  we 
may  be  unable  to  continue  our  duties. 
Although  the  act  provides  that  this  ex- 
pense incurred  by  us  shall  be  paid  by  the 
State  Treasury,  which  will  be  reimbursed 
by  you,  yet  the  last  Legislature  did  not 
make  the  necessary  appropriation  for 
such  payments  to  be  made  by  the  State 
Treasury,  We,  therefore,  in  accordance 
with  the  spirit  ot  the  act,  which  requires 
that  you  shall  bear  this  expense,  call 
upon  you  to  forthwith  pay  the  amounts 
due  by  the  atlached  schedule  to  us. 
Please  send  us  the  money  or  check  for 
the  amount,  and  we  will  make  the  pay- 
ments.  You  will  see  that  in  doing  this, 
all  parties  are  keeping  within  tbe  spirit 
of  the  law,  and  that  it  is  the  only  way 
to  fxnj  out  the  spirit  of  the  law, 
through  the  plain  oversight  of  the  Leg- 
islature in  making  the  necessary  legis- 
lation. 

Very  respectful  ly, 
(Signed)  AL.  F.  Schooh. 

Secretai-ij. 
Isaac  Taylob, 

President.'" 


"Pay  roll  anil  bills  Ineurreii  by  tho  Spet'lal 


)r  the  01 


nth  ol  July,  1 


W.  B.  Ewing.lo  August  1,1K99....( 

J.  P.  FrizHll,  to  Augusll.  1S99. 

1.  WatBOn,  to  AuBUSt  I,  ISBO 

E.  Zarbcll.  to  August  1,1800 

A.  L.  Kuebn,  to  August  ],3S1>9.... 

J.  D.  Hall,  to  Aufcusl  1,  18'JO 

E.  L.  Mayall.to  AuRust  1, 1899... . . 

r.  V.  Foley,  to  August  1,  1H99 

S.  Trenury,  (o  August  1.  1899 

Hermann  Heinze,  to  August  I,  1890. 
Rent  far  rooms  to  August  10,  1399. . 


AUJUBt  S,  — 5J 

Miss  E.  H.  B«lby,  to  Auzust  I,  ISOU  t  37  50 

Tjpawriier  reot T  00 

Towd  rent  for  Julj 1  50 

Sam.  Hunts,  Ice,  June  andjolj R  ttO 

Thayer  &  JacUaon  Co.,  aUHonerj..  9  B3 

Uoud^t^ar  itubber  Company,  boots. .  SI  60 

KeutTel  &  Esser,  supplies 34  90 

CblL'ngt)  Towel  Compsny,  Juno  ac- 
count   1  50 

laiiao  Tuylor,  express 3  00 

R.  Sella;,  radg 4  00 

Postal    TJegraph    Company,   tole- 

grama 8  18 

P,  Cortaz  WllBOii&Co.,8UDplles.,.  7  43 

KiJnards  &  Hancock,  sunpl'^s 95 

U.  Fitigcmld,  expenses 10  66 

H.  A.  Putwin,  expenses 1  66 

8app&:  Nittlngcr,  paper 6  50 

R.  Dletzciu  &  Co.,  supplies 02  23 

U.  D.  Rld«r&  Co.,  supplies 1  15 

G.  1).  Carpenter  &  Co.,  supplies....  22  65 

A.  H.  Kevoll  &  Co.,  Mse 3  75 

Gulla  Psrcha  Rubber  Companr,  sup- 
plies   33  M 

Ontra  eipcnsoi. 50  00 

Al.  F.  Sckoch,  Com  in  IsG  loner,  per 

dloin  and  expenses  for  July,  ISU9..  SOS  Tl 
luuLO    Tiijlor,    Com  miss  loner,    per 

diem  and  expenses  tor  July,  ISBS..  317  60 
John  Lionibert,  Commissioner,  per 

diem  for  July,  1890 360  00 

C.  W.  Brown,  Attorney 300  00 

Harry  A.  Potwln,  to  AuBuat  I,  1899  66  73 

Total »3,606  90 

O  K — Kjrtial  CommltrUmfrs  Chicago  Drain- 
age Caw.l. 

Per  Al. F.  Scnocn. 


The  follDwlng  ie 


THE  o 


DBR: 


fi»i     1 


"Ordered.  That  the  Clerk  be,  and  he 
JB  hereby,  directed  to  drnw  a,  warrant  on 
the  Treasurer  ot  the  District  in  tbe  sum 
ol  twenty- six  bunilred  and  aix  dollars 
and  ninety  centH  (*3,606.B0)  in  favor  of 
himsell,  said  amount  to  be  treated  as  ■ 
apeoial  emergency  fiind  to  be  used  io 
payment  of  pay  roll  and  bills  Incurred, 
for  the  month  of  Julf ,  A.D,  1899,  by  the 
commissioners  appointed  by  the  Gov- 
ernor of  the  State  of  IJlinois,  under  and 
by  virtue  of  Section  37  of  an  act  entitled 
"An  act  to  create  Sanitary  Districts  and 
to  remove  obstructions  in  tbe  DespUines 
and  Illinois  Rivera,  and  the  dams  al 
Henry  and  Copperas  Creek,"  approved 
Hay  3d,  1889,  in  force  July  1,  1S89. 

Ordered,  furlher.  That  the  Clerk  shall 
pay  to  said  commisdonere  the  amount 
shown  to  be  due  according  to  a  scbednle 
of  pay  roll  and  bills  incurred  as  afore- 
said, duly  oerUfted  by  said  commis- 
sionere." 

(Accompanied  by  duplicate  pay  colL) 


ADJOURNMKMT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Hr.  Sraden,  the  Board  then  ad- 
journed. 


PROCEEDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


aOGUST  5.  1899. 


OFFICIAL   RECORD. 

PuNtftied  b\i  aaUiOTity  of  tkc  Board  O  TruMlU 
Of  MM  SanltarvDWrtetoS  Oiteago. 

SPECIAL  MBBTING. 


cago  was  held  in  the  rooms  of  the  Board, 
8eciiTiC7  Building,  Sftturdaj,  August  S, 
1899,  at  12  o'clock  H.,  pursuant  to  call 

On  roll-call  Heegrs.  Boltlenweck, 
Braden,  Jones,  Sell;  and  Uallette,  five 
members,  were  present. 

President  Boldenweck  then  called  the 
Boud  to  order. 

CALL  FOR  UEETINO. 

The  Clerk  then  read  the  call  for  the 
meeting,  which  ie  as  follows: 


"Chioaoo,  August  4, 1 


cordanoe  with  Rule  IV  of  the  Rules  and 
Regulations,  I  hereby  call  a  special  meet- 
ing of  the  Board  of  Trustees  of  the  Sani- 
tarf  District  of  ChicaKn.  to  be  held  in 
the  rooms  of  the  Board,  Security  Build- 
ing, on  Saturday,  August  6,  1899,  at  13 
o'clock  noon,  for  the  purpose  of  con- 
sidering and  passing  upon  the  joint 
certificate  of  engineers  on  the  oapltallEa- 
tion  of  the  bridge  structure  for  the 
Atchison,  Topeka  &  Santa  Fe  Railway 
Company  crossing  the  Uain  Channel  at 
Lemont  on  Contract  Section  8,  and  for 
such  other  business  as  may  properly 
come  before  the  meeting. 

Respeotfullf  submitted. 
Signed)  Joseph  F.  Haas, 

Clerk." 

PAYMBNT  OF    INDEMNITY    TO    CHICAGO, 

SANTA  FE  A  CALIFORNIA  RAILWAY  CO. 

FOR   MAINTAIKANCE   AND   REPAIR   OF 

BBIDOE. 

The  Clerk  presented  and  read  a  rep<>rt 
from  the  Chief  Engineer  transmitting 
joint  certi&cate  of  the  Chief  Engineer 
of  the  Chicago,  Banta  Fe   &   California 


AuguBi  5,J  5< 

Railwa;  Company  and  the  Chief  Engi- 
neer of  Ibe  Sanitary  Dietrict  under  the 
provisions  of  the  agreement  nlth  the 
companlee  compriHing  the  Santa  Fe 
System,  dated  May  35, 1896,  and  also  the 
Bupplemental  agreement  of  October  19, 
1698,  as  to  the  amount  of  indemnity  to 
be  paid  for  ordinary  maintenapce  and 
repair  of  the  A.,  T.  &  S.  F.  Bridge 
acroHS  Main  Channel  on  Section  8  at 
Lemont,  as  provided  in  Seotlone  17  and 
18  of  Article  1  of  Raid  first  mentioned 
agreement,  the  amount  due  lieing  fixed 
at  |17,G01.00. 

Mr.  Kelly,  seconded  by  Mr.  Braden, 
moved  that  the  report  Im  reeeired  and 
that  the  President  and  Clerk  be  author- 
ized and  directed  to  pay  to  the  Chicago, 
Santa  Fo  &  California  Rj.  Co.  the  sum 
of  $47,591.00  in  full  for  said  indemnity, 
when  said  company  shall  have  executed 
a  proper  receipt  therefor. 

On  roll-call  the  vot«  stood  i  Yeas — 
Messrs.  Boldenweck,  Braden,  Jones, 
Kelly  and  Mallette— five.     Naya— none. 


The  following  is 


THB  HEPOKT: 


"Chioaoo,  Augusts,  1860. 


Uentlehrn— I  transmit  herewith  the 
joint  certificate  of  the  Chief  Engineer 
of  the  Chicago,  Santa  Fe  &  California 
Railway  Company  and  the  Chief  Engi- 
neer oC  this  District,  covering  thecapi- 
taliziition  of  the  railway  bridge  crossing 
the  Main  Channel  of  this  Diatrict  at 
Lemont  on  Section  8,  and  with  it  a 
voucher  for  (17,591,00,  the  amount  of 
said  capitalization. 

This  leaves  as  the  only  unsettled  capi- 
talization questions  lie t ween  this  District 
and  the  Santa  Fe  Company,  those  relat- 
ing to  Bridge  No,  5  and  Bridge  Ma. 
on  which  this  District  is  to  pay  capital- 
ization on  one-half  the  cost  of  super- 


Bespectfully  submitted, 
(Signed.)  ISHAH  Bamdoij-h, 

CItief  JSitgineer.' 
The  toUoTlng  la  the 


Atchison,  Topek a  and  Sinta  Fe  Railway 
Company  in  Chicago,  the  Chicago,  Santa 
Fe  and  California  Railway  Company  and 
the  Atchison,  Topeka  and  Sunta  Fe  Rail- 
way Company;  and  also  in  compliance 
with  the  supplemental  agreement 
entered  into  on  the  ISth  day  of  October, 
1668,  by  and  between  the  parties  herein- 
before  named,    we,    tlie   undersigned. 


recited  railroad  corporations,  hereby 
certify  that  we  have  verilied  the 
weights,  quantities  and  values  of  the 
materials  falling  nnder  the  provisions  of 
Sections  17  and  16  of  Article  1  of  the 
aforesaid  contract  of  Kay  25,  18SS,  and 
have  maQe  the  computations  based 
thereon  for  the  purpose  of  determining 
the  sum  to  he  paid  the  railway  company 
by  the  Sanitary  District  for  the  ordinary 
maintenance  and  repairs  of  the  bridge 
structure  designated  in  ISection  1  of 
Article  1  of  said  contract  (crossing  the 
Main  Channel  of  the  Sanitary  District  at 
Lemont  on  Contract  Section  8)  and  for 
the  general  depreciation  and  weajiDg 
out  thereof,  and  for  afsuming  aU 
liability  of  accident  to  the  same,  figured 
on  the  tiasis  of  the  use  of  said  bridge  as 
a  fixed  structure;  and  ve  find  the  sum 
to  be  so  paid  to  amount  to  forty-seven 
thousand  five  hundred  and  ninety-one 
(147,501.00)  dollars,  as  shown  in  detail  in 
the  statement  hereto  attached.  Ae 
shown  in  said  detailed  statement,  the 
capitalization  for  painting  H58.S45 
pounds  of  counter  weight  iron  was.  as  a 
matter  of  equity,  reduced  to  15-1000  of 
one  cent  per  pound  conditioned  upon  the 
agreement  of  the  Sanitary  District  to 
protect  said  counter  wei^-hts  with  a  suit- 
able covering  of  asphalti 

IsUAM   R&NDIILI-II. 

Chief  EagiH^r  Sanitary  Dinlrirt  uf  I'hieago. 


August  4th,  A  D.  1699. 


Chicngci,  BsDta  Fe  &  California  RailirAy  Cnmpaay,  Lemont  draw  bcldge  on  SecUon  8. 
Double  track  span,  UDOqual  arms;  north  arm,  VSi  feet,  II  Inches:  Boutb  arm,''25«  feet,  7  inchel; 
total,  398  foct,  6  Inches.    Lungth,  center  to  center  of  end  plas,  393  feet,  h%  i  nches. 


A* eight  of  metal  lo  Buperstructure^ 

Btruclural  eteal i 2,126,371 

Cast  steel ; I33,0a5 

Cut  Iron 67,350 


488  bolW,  ?i-lD,  dltm.  bj  14>f-lQ.  lonK-l,aB4  lbs.  (4c  per  bolt) «       19  52 

488  cast  wsBhera —   488  lbs.  (!J<cpe(lb.) 7  88 

488  cut  cUpE —1,464  Ibi.  (IJ^c  per  lb.) 31  98 


WeiKht  DMd  for  computlDe  cost  of  pulntinit 8,171  066 

2,312,410  Ibft.  «t  .OSc •     698  73 

858,645  lbs.  at  .OlSc 188  BO 


49,818  ft.  B.  H.  al  tI8.6( 


Total $78,479  40 

Cost  at  inspectlag  1,167.83  tons  HI  $1.10 1,373  61 

Cost  of  Inspecting  430.al  lone  at  70c ' 300  53 


Deduct  cost  of  floor  systaai... 


04%  on  <76,6oe.62  for  annual  depreciation  In  supsretructure,  11,149.10. 

S;d<^«U  of  Items  loTolvad  In  setllonient — 

(a)  Annoal  coat  of  painliuK t  833  53 

(b)  Aannal  cost  oF  renewing  timber  iJecIt 249  07 

(e)  AnDual  cost  of  inspection  and  minor  repairs 158  88 


ADJOURNMBHT.    • 

On  motion  ot  Hr.  Molletto,  seconded  by  Hr.  Kelly,  the  Board  then  adjourned. 


^^1 


PROCBEDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


SDGUST  9,  1899. 


OFFICIAL   RECORD 

Ay  auUorUv  of  Vu  Board  qf  TYutlttt  of 
Vu  Banitanr  Ditttiet  of  OMewjo. 


REQULAE  MEETING. 

The  four  hundred  and  fiftieth  regular 
meeting  of  the  Board  of  Truateee  of 
the  Sanitary  Uietricc  of  Chicago  wa« 
held  iu  the  rooms  of  the  Board,  Security 
Building,  WedneedaT,  August  U,  1899,  at 
2  o'clock  P.  H. 


On  roll  call  Mesara.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Eeliy, 
Mallette,  and  Wenter— eight  members, 
were  present. 


The  minutes  of  the  regular  meeting 
held  August  2,  1899.  were  approved  an 
printed  by  unanimous  consent. 


■VOUCHERS. 

The  Clark  preaeDtod  tha  [oUowiui;  Toucbera  : 


The  WUU«ms  TyiMswrlter  snJ  Supply  Company  (repairs) t 

Orr  &  Lockelt  Hardware  Compiay  (hardware) 

Ttie  JohnsiiD  Padding  Conipanj  (scratch  pads) 

Peter  Heer  (supdriea) 

R.  Seellg  (flag  poles,  etc. ) 

BdmuDd  Eandler  (repBlrlnj  transit) 


Aagait  9.! 


-6980- 


PeareonBroB.  (bluepriDta) t      10  83 

Euiceae  DIeugea  CompiLoy  (blue  prlate) 4T  10 

Burke  &  James  (photo  snpplles)' SO  83 

J.  H.  Alexander  (rent,  Lockporl,  July,  1S99) 17  OO 

Hi^DS  kak  (KaDEe  reading,  Juoe.  lS9y)    10  DO 

Hang  Igah  (gaupe  reailinE,  July,  1899) 10  00 

Th8  Waukesha  Water  Company  (wawr) id  13 

C.  B.  Auatlo  (Ice  and  water,  January  1  toAuguit  1,  1899) IT  r>0 

Henry  Stuckart  i  hardware  4  «S 

Isham  Randolph  (labor,  building  SbcIIod  Oofflee) l!>  00 

Sibley  Warehouse  BDcl  Storage  Company  (storage  to  July  4, 1899  30  00 

Isham  Randolph  (postage  stamps; SB  00 

Crew  Levick  Cempany  (oils) 28  Ofl 

The  Baker  Safe  and  Desk  Company  (desk,  etc.) IS  50 

The  A,,T,  &S,  F.  Ry.  Co.  (Inspecting  bridges) 39  tlS 

Arthur  Dixon  Transfer  Company  (moiing  cement  department) 10  00 

J.  8.  Hull  (eipensej 10  07 

•Soper  Lumber  Company  (stakes) I  DO  50 

•The  Canal  Commlflslonern  [inspectors) 343  Oii 

•TheC.  &  W.  I.  R.  R.  Co.  (examining  bridge  plans,  etc.) 310  OO 

■H.  B.  Alexander  (LraTelIng  and  expense) H3  77 

•W.  T.  Keating  (traTsllng  and  expense) 84  10 


B.  R.  NadelhotTer  (typewriting).. 


Geo.  B.  Carpenter  &  Co.  (paints,  etc.) t 

Philip  Provincial  (labor,  etc.) 

*S.  Baffgot  Company  (aleam  flttlngand  repairs' 

"Pullman's  Palace  Car  Company  (car  service) 


Itn.  A.'Hartwig  (laundrr,  July,  1899)  .. 


Chicago  Engineer  Supply  Company  (waste) $ 

ThoB.  F.  Ryan  (nails,  lumber,  etc.  i 

Barrett  i  ardware  Company  (hardware) 

*H.  B,  Alexander  (expense) 

•Illinois  Oil  Slation  (oil) 

•Heinle  Bros,  (repairing  boilers 

•Weaver  Coal  Company  (coal) 

•Weaver  Coal  Company  (coal) 


31  m 
at  at 

70  T4 


Lydon  &  Drews  Company  (building  dock) , t    iiSH  Ki 

Mason,  Hoge,  King  &  Co.  (Section  6,  railroad  embankment) I  .;ff.-3  33 

HaytsUros.  (Section  16,  August  1,  1S99) 6.5W  7r, 

Hddmaler&Neu  i  Section  E— C.  T.  T.  R.  R.  Co. 's  Bridge) U34  50 

Heldiiialer  Ik  Nou  (Section  13,  Romeo  Highway  Bridge) •■)&  53 

Hcldmiiler  &  Neu  (Section  17,  August  1,  I89U) 30,911  as 

Oahanft  Byrne  (Section  la,  August  1,  1899) 25.U-ii  80 

Oahan  &  Byrne  (Section  U.  August  I,  t89U) 1,»ST  12 


August  9.  J 


81- 


aBhan&  Bjrne  (SucHon  H,  August  1,  1899) »  1.881  M 

ChrlgflaiLowe  (Sectien  K,  Auffoat  1,  1890) 1,S33  30 

HaWarsiin,  iUpb«Tiii&  Co.  (SoclloD  B,  Summtt-Ljaus  Bridge) IAS  68 

McArthurBroB.  CempBn;  (Section  O,  etgbt- 1 r&ck  bridge) 4,tH7  75 

HtTes  Bros.  (Section  M.  pumplDK  plant) B94  35 

Euea  Brae.  (Bectlon  O,  pumping  plant)  S«3  M 

HiifesBros.  et  a1.  [Section  O— Pan  H»n die  tempo rarj  bridge) 21  45 

Hajei  Bros,  et  al.  (Section  O,  August  1. 1890) 3,921  20 

HajesBros.  el  al.    Section  N,  August  1,  1899) '. 8,080  31 

Contlneutal  Bolt  and  Iron  Works  (Section  O— F.  H.  tempornrj  bridge)  369  76 

The  Union  Switch  and  Signal  Co.  (Section  O— F.  H.  temporary  bridge)  1,655  41 

Geo.  M.  Hum  (Section  O,  pumping  plant) 241  6H 

Oev.  M.  Huaa  (Section  O— Pan  Handle  temporary  bridge) 980  T5 

Geo.  U.  Hull  (SectloaM— Santa  Fe  temporary  bridge) 8U  34 

McArtbur  Bros.  Companr  (Section  O— Bight-track  bridge  on  account)  '  S.OOO  UO 

Grand  total 1 


*To  be  paid  br  warraata.  with  Interest  ooaponB  attached,  drawn  acalust  tbe  Tax  Lefy  tor  IMf. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  thai  the  Toucbera  as  read  and 
ehowQ  above  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood:  Teas — 
Meeam.  Boldenweck,  Braden  (except  as 
to  voucher  in  favor  of  Geo.  M,  Husa  for 
$980  75  on  vkiek  he  voted  nay).  Carter. 
BRhhart,  Jones  {except  as  to  toucher)  in 
favor  of  the  A..  T.  df  S.  F.  Sy.  Co.  for 
f39  es,  The  Canal  Commi»»iotierg  for 
$24265,  the  C.  dr  H'  /.  R.  R.  Co.  for 
9310  00  and  Geo.  M.  Husk  for  f980  75,  on 
irhich  ha  voted  nay).  KmIIj,  Mallette 
{except  ae  to  voucher  iit  favor  of  Geo.  M. 
Hua»for  $980  75,  on  which  he  toted  nay), 
Wenter — eight  [except  as  above  stated). 
Nays — None  (except  as  above  stated). 

Upon  thisresult  tbe  President  declared 
the  motioD  carried. 

RBQUlSmON, 

The    Clerk   pretteDted   the   following 


Mr.  Mallette,  seconded  by  Mr.  Braden 
moved  that  Bequlaltion  No.  1098,  as  read 
and  ahown  above,  be  allowed. 

Od  roll  call  the  vote  stood:  Yea« — 
MeearB.  Boldenweoh,  Braden,  Carter. 
Eckhart,  Jones,  Eelly,  Mallette  and 
Wentet — eight.    Nays— none. 


WBKKLY  REPORT  ON  SHPLOYBS. 

The  Clerk  preeented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persona  in  the  employ  ol  the 
Diatrict  for  the  week  ending  August  I), 
1890,  which  wsa  read,  and,  by  unani- 
mous content,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

TBB  RBPOBT  ; 

"Chiolqo,  August  9,  18IKI. 

7b  the  Honorahlt,  the  Board  of  TruBteea 
of  the  SanUary  Ditfriet  of  Chicago: 

Orntlbubh— I  beg  leave  to  report  here- 
with the  number  ot  employes  la  each 
department  for  the  week  ending  August 
5,  1899,  as  tbe  same  have  been  reported 

Engineering  department 91 

Maintenance  account. 9 

Clerical  department S 

Law  department .' 8 

Treasury  department 1 

Police  department 38 

Qeneral 9 

Total  emplojea ISl 

Reapectfull;  submitted, 

(Signed)  Josbph  F.  Hlas, 

CUrk." 
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UOMTnLT   REPORT  PROM  TBBASURT  DBPARTMEST. 

The  Clerk  preaented  a  report  from  the  TreoBDr;  Department  for  the  month  ol 
July,  1899,  which  waa  read,  and,  hj  unanimous  oonwnt,  was  ordered  printed 
and  placed  on  lile. 

The  followinK  is  THE  REPORT : 

Ralauoe  on  band  M  dale  ot  laat  report f    60S,W  BO 

PromCoantrTnanirer,  SHaitarrDlitriat  Tax  AoooqdC t  SOO,OI»  00 

Frain  J.  F.  Hua.  Clerk,  CaiutmoUDa  AooonDt 18.709  £B 

From  J.  F.  Huu,  CterE,  Cooitruotlon  Aooount BT  43 

FromJ.  P.  Hau,  Clark,  PttDl  Redleekl iJBSia 

From  J.  F,  Hui,  Clerk,  Luid  Acoonbt '  IIS  M 

From  Cbloaco  National  Bank,  Interest  AoooDDt ITO  IS 

Total  oa«h  r*oel»ed  for  month i    Sie,504  80 

t     8»,131  30 

DittummatU.  

Cleiloal  Deportment f  T  BO 

RnKlneerlnK  Deputment Ml  S3 

Law  Depanment 13  00 

General  Anooant tB3  W 

Bond  Acoonnt.  bonds  paid 160,000  OO 

Interest  and  Premium  Aooount,  iDlereet  paid  on  bonde. SlJtSS  00 

Police  Department. 13  38 

Ualntenanoe  Aoooant <3  01 

Tax  WorranM  paid 3n,<at  W 

Interest  paid  on  Tax  Warranti S.W1  74 

Total  oash  disbursed t     60,71171 

Balance  tbla  data,  In  banks  as  per  schedule  endorsed  hereon 100.411)  04 

»     B«,iai  30 

Ch[oa«to  KatlonalBank t     130.480  n 

NaUonal  Bank  of  Illinois 30.088  78 

Total t     1»,4MH 

Cuicj>eo,Ai]giutT,ieSO.  (Slfcaed)  F.  H.  BLOUNT,  3 

Bjt  8.  P.  BLOUNT.  Aul.  7 


ADJOURNHBNT. 

Un  motion  of  Ur.  Bfallett«,  seconded  bj  Ur.  Kell^,  the  Board  then  adjourned. 
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PROCEEDINGS 

Board  OF  Trustees 

Sanitary  District  of  Chicago. 


AUGUST  16.  1899. 


OFFICIAL   RECORD 

a*  BanUan  DUlria  of  CUeago. 


RBQUIiAR  HGETINO. 

The  four  hnndred  and  &ttj-6nt 
t^nlar  meeting  of  the  Board  of  Trustees 
ol  tbe  SBiiitM?  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  August  IS,  1899, 
stSo^bckP.  H. 


On  roll-call  Heesrs.  Boidenweck, 
Carter,  Ecbhart.  Jones,  Eelly,  MallMte, 
9mytb  and  Wenler— eight  members, 
were  present. 

President  Boldenweok  then  called  tbe 
Board  to  order. 


The  minutes  of  the  special  meeting, 
held  August  0,  1899,  and  of  the  regular 
meeting  held  August  i.  1S99,  were  ap- 
proved as  printed,  ou  motion  of  Hr. 
Kelly,  seconded  byHr.  Mallette. 


V0DCHER8. 

Tbe  Clerk  presented  tbe  Folloirlne  TBuchars- 


W.  M.  HoKhSB  (trarellng) t  31  90 

G.  M.  Wlmer  (expcnee) 56  (7 

*lBhaia  Randolph  (travellDg  and  expense) 175  25 

\.  P.  LltUe  (carbon  paper) . . 


8.  L.  Hank,  (call  belU) <  T  50 

D.  Barrett  &  Co.   (llverj) ]<)  SO 

Ttae  lotcr  Ocean  (ftdvertiBlag  for  proposal*) 19  Ofi 

Chicago  Journal  lodvertlslDK  tor  proposalB) 2U  SH 

Tbe  Chlogo  Chmnlcle  Compan?  (advertlslaic  (or  propoMit) 37  DO 

The  Chicago  Tlme»-Herald  .  adyertlalne  lor  propoaai«) ST  00 

T!i«  Chicago  Democrat  (adTertiilng  for  proposala) 37  OO  I 

Victor  F.  LawsoD  (adTertialnic  (or  propoBsls) 38  TS  > 

Tbe  Tribuoe  Conpanr  (adverllslng  for  proposals) 40  BD  • 

The  American  Contractor  Publigbing  Company  (adTertlsioK  for  pro-  i 

posalB) 18  60 

The  EcoDomlBl  Fablltblnc  Compau;  (advertising  tor  propoealE) 19  80 

The  ConttruetlOD  Newa  Compaoy  (adTerllaing  for  proposala) 30  8G 

The  EDglneering  Record  (adTertlilDS  for  propOEals) 39  DO 

The  BnglneerlDg  New*  Publiitiing  Ceiapaoy  (kdTertlslug  forproposaii)  28  80 
Chicago  Arbeiter-Zeltung  Piibllshlns  Company  (adtertUIng  for  pro- 
posal!      IS  BO 

Tbe  Abendpost  Cempaay  (odrertUInc  tor  proposals) IB  50 

Illinois  Staata-ZeltUDg  Companj— The  Eqnitable  Traat  Cooipaa;,  re- 
ceiver (adTorttaiog  tor  proposala) 19  B8  , 

Prele  Prease  tadTertlainj  for  proposals) 30  6B 

SvensliaEariren  (adTertlsing  tor  proposals) ^7  00 

The  Chicago  Bonth  Bide  Dally  ttun  (adTertUlag  for  proposals) 13  GO         ~  i 

Calnmet  Publishing  Company  (adrertlslng  (or  propoaall) iB  50 

Tbe  Chicago  CItiien  Companj  (adtertialng  for  proposals) 13  50 

The  Chicago  Eagle  (advertlBlng  for  propoasls) 30  00 

Mayer  Sc  Miller  (advertUiag  (or  proposals) 30  00  I 

Standard  OplQlun  Publlablng  Company  {adTcrtlslnglor  proposals  | 30  So 

West  Chicago  Press  Aaaoclalton  (adTertlsing  (or  proposals) ST  00 


E.  J.  Coen  (expense). .. 


Cbicag*  Bridge  and  Iron  Company  (Taylor  Street  bridge) t  S,TS1  HO 

Beldmaier  &  Neu  (Section  12,  Borneo  bridge ; Hi  7* 

Heldmaler  &  Nen  (Section  17,  aundrlos) 3B1  (M 

Heldmaier  ft  Neu  (Section  17,  pumping) 3,189  98 

Qahan  &  B.Trne  (Section  18.  repairing  crib) 1,0V9  fill 

Gahanft  Byrne  (Section  18,  August  15.  1899) U,S90  25 

Halvarson,  Richards  &  Co.  (Sections,  Angust  16,1809) 3,093  05 

ChrlsUe&Lowe  (Section  K.  August  16,  1999) 1,080  00 

Qritatbaft  McDermott  (By-paas,  taking  up  roadway) 263  31 

Oe».  M.  Huai  IBy-pasa,  unlaadlng  girders) S75  00 

Cambria  Steel  Company  (Belt  Railway  temporary  bridge) TVS  M 

The  A..  T.  &  S.  F.  Ry.  Co.  (Sectlou  Q,  Santa  Fe  bridge) ],9S0  50 

C.T.  T.  R.  R.  Ce.  (Section  E.,   temporary  bridge) 121  00 

C.  T.  T.  R.  B.Co.  (Section  O-P.  H.  bridge) BSO  IS 

C.  T.  T.  R,  R.  Co.  (Taylor  Streal  bridge) 8,8*3  16 

Tbe  Canal  Commlsslanera  (Sectloti  IS,  repairing  Lock  Ho.  5) '.  107  00 

P.  T.  Dunn  &  Co.  (lighting  Lock  port  road) 11  00 

Ueo.  B.  Carpenter  &  Co.  (Section  IS,  repairing  crib) 9^  S! 

H.  Channon  Company  (Sectien  19,  repairing  crib] 2!b  30 

Jones  &  Laughllns,  Ltd.  (Sectien  O— P.  H.  temporary  bridge) ]8  10 

Chicago  Bridge  and  Iron  Compan;  (Section  0~P.  H.  temporary  bridge)  Si  43 

T.  P  Inglesby  (Section  U—F.  H.  tern porat?  bridge) tfi  30 


August  16,J                                         —5986—  fi^ 

Cfalcftf^o  Junction  Railwi^  Company  (Section  O— P.  H.  temporary 

bridge) I      249  30 

Schults  Brothers  (Section  0—P.  H.  temporary  bridge) 426  S6 

Edward  Hinea  Lumber  Company  (Section  O— P.  H.  temporary  bridge)  2,148  86 

McDonnell  Odometer  Company  (Section  O,  fittings,  pumping  plant) ...  29  68 

Henlon  &  Hnbbell  (Section  O,  fitting,  pumping  plant) 42  45 

Lammert  &  Mann  (Section  O,  belting,  pumping  plant) .* 58  92 

Weir  &  Craig  Manufacturing  Company  (Section  O,  fittings,  pumping 

plant) 119  68 

Advance  Packing  and  Supply  Company  (Section  O,  belting,  pumping 

plant) 159  88 

The  Marsh  &  Bingham  Company  i Section  O,  lumber,  pumping  plant).  87  75 

The  Marsh  &  Bingham  Company  (Section  M. -lumber,  pumping  plant) .  107  72 

John  Spry  Lumber  Company  (Section  M.  lumber,  pumping  plant) 283  88 

James  Smith  (Section  O,  brick  and  laying,  pumping  plant) 275  00 

Heggie  Brothers  (Sections  O  and  M,  boilers,  pumping  plant) 461  85 

Isham  Randolph  (Section  O,  sundries,  pumping  plant) 131  90 

Isbam  Randolph  (Section  O,  labor,  pumping  plant) 642  09 

Ajax  Forge  Company  (S.  P.  R.  R.  crossings) 2,264  80 

$47,558  97 

GrandtoUl $48,445  04 

^  To  IM  paid  by  warrants,  with  interest  coupons  attached,  drawn  against  the  Tax  Leyy 
for  1899. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers  as  read  and 
shown  above  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Teas— 
Meesra.  Boldenweok*  Garter,  Eckhart 
(except  as  to  voucher  in  favor  of  Oahan  dt 
Byrne  for  f  1,099.65,  on  which  he  voted 
nay),  Jones  {es^epi  as  to  voucher  in  favor 
of  the  Chicago  Eagle  for  $20  00,  an  which 
he  voted  nay),  Kelly,  Mallette,  Smyth  and 
Wenter--eight  (except  as  above  stated. 
Nays — none  (except  as  above  stated). 

Upon  this  result  the  President  declared 
the  motion  carried. 

WBBKLY  RBPOBT  ON  BMPLOYBS. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  August 
12, 1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THB  REPORT: 

*'Chioaqo,  August  16,  1899. 

To  the  Sbnorable^  the  Board  of  Tnuteee  of  the 
Sanitary  Pietriet  of  Chicago : 

Gbntlbmsn — I   beg    leave    to  report 


herewith  the  number  of  employes  in 
each  department  for  the  week  ending 
August  IS,  1899,  as  the  same  have  been 
reported'  to  me: 

Engineering  department. 96 

Maintenance 9 

Clerical  department 6 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 9 

Total  employes. 156 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

Clerk.'' 

MONTHLY   REPORT   FROM   CLERICAL 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
July,  1899,  which  was  read,  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT  : 

'^Chicago,  August  1, 1899. 

To  tf^e  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  CMoa^ao : 

Qbntlbmen— I  herewith  submit   the 
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report  of  the  Clerical   Department  for 
the  month  of  July,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  $456»863.66,  of  which 
amount  the  sum  of  (1,436.81  was  paid  in 
regular  warrants;  $l((6,a88.91  in  1899 
tax  levy  warrants,  and  the  sum  of  1388,- 
043.94  by  the  Treasurer  of  the  District, 
for  which  no  warrant  was  required.  Of 
the  amount  paid  by  the  Treasurer  the 
sum  of  $279,682.20  was  for  1898  tax  war- 
rants redeemed,  and  $8,961.74  for  inter- 
est on  warrants  redeemed. 

The  total  amount  expended  on  account 
of  and  charged  to  the  Clerical  Depart- 
ment during  the  month  of  July  was  $15 
for  general  ofiAce  expenses; 

There  are  no  outstanding  liabilities 
against  the  Clerical  Department,  and  the 
expenditure  for  the  present  month  will 
be  about  $1,200. 

The  total  amount  expended  for  account 
of,  and  charged  to,  the  General  Account 


during  the  month  of  July  was  $4,256.09, 
divided  as  follows: 

Bent  for  July,  1899 $   458  88 

Printing 820  07 

Streams  examination 1,488  43 

Salaries 816  08 

Advertising 21  40 

General  expenses 1,667  79 

Total.. $4,256  09 

The  expenditures  for  the  present  month 
for  the  General  Account  will  be  about 
$8,000. 

Of  the  total  amount  of  1896  Tax  Levy 
Warrants  issued,  there  is  now  outstand- 
ing the  sum  of  $11,872.06;  of  the  1897 
Tax  Levy  Warrants  issued,  there  is  now 
outstanding  the  sum  of  $16,000;  of  the 
1898  Tax  Levy  Warrants  issued,  there  is 
now  outstanding  the  sum  of  608,840.87; 
and  of  the  1899  Tax  Levy  Warrants 
there  is  now  outstanding  the  sum  of 
$1,161,588.91. 


The  following  is  a  tabulated  statement  of   total  expenditures  for  the  month 
of  July,  1899. 


Account. 


Engineering  Department 

Construction 

Clerical  Department 

Law  Department 

Land 

Treasury  Department 

General 

Police  Department 

Maintenance 

A.  R.  Reynolds,  director 

1898  Tax  Warrants  Redeemed.. 
Interest  on  Tax  Warrants  Re- 
deemed  


Total 


Regular 
Warrants. 


862  50 


16  00 

94  09 
46  99 
20  26 

697  18 
105  76 

95  06 


$    1,486  81 


1899 
Tax  Levy 
Warrants. 


$    1,352  88 
168,433  87 


100  96 
1,740  00 


8.658  91 

63  61 

744  20 

800  00 


$166,288  91 


Paid  by 
Treasurer. 


•  . 


$279,682  20 
8,961  74 


$288,648  94 


Total  for 
Month. 


$     1,715  88 

158,488  87 

16  00 

195  04 

1,785  99 

20  25 

4,256  00 

159  26 

889  84 

800  OO 

279,682  20 

8,961  74 


$466,868  66 


(Signed) 


Respectfully  submitted, 

Joseph  F.  Haas,  ClerkJ^ 


MONTHLY   REPORT   FROM   LAW   DEPART- 
MENT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of 
July,  1899,  which  was  read  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file. 


The  followiDg  is 

THE  REPORT. 

"Chicago,  August  7, 1899. 

To  the  Honorahhy  the  Board  of  Trustet  of  th» 
Sanitary  District  of  Chicago: 
Gkntlbmem—  I   have   the    honor   to 
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transmit  the  report  of  the  Law  Depart- 
ment for  the  month  of  July,  1899. 

The  following  are  the  expenses  and 
disbursements: 

GBNBRAL  BXPENSES. 

Court  costs $      100  95 

Expense  Bccoont 65  89 

PrintiDg'  and  stationery .         28  70 


$    195  04 


LAND  ACCOUNT. 

Rigrht    of   way  by  con- 
demnation  $  1,400  00 

Purchase 340  00 

Taxes,  Will  County 45  99 

$  1,785  99 

Total $  1,981  08 


All  the  land  acquired  during  the  month 
18  situated  in  Will  County.  A  consider- 
able portion  of  the  time  of  the  depart- 
ment during  the  month  was  occupied  in 
amending  and  simplifying  the  descrip- 
tions of  the  right  of  way  of  the  District 
in  the  townships  of  DuPage,  Lockport 
and  Joliet,  in  Will  County,  and  also  in 
preparing,  presenting  and  arguing  peti- 
tion for  a  reduction  of  the  District  taxes 
in  said  County.  All  the  matters  at  issue 
between  the  Elgin,  Joliet  and  Eastern 
Railroad  haye  been  satisfactorily  agreed 
upon  and  closed  up. 

In  the  case  of  the  Sanitary  District  of 
Chicago  et  al,  appellants,  vs.  Qeorge  P. 
Lee,  appellee,  a  judgment  was  rendered 
for  the  cost  against  Fred  M.  Blount,  in 
the  Appellate  Court  after  the  case  had 
been  dismissed  in  the  Circuit  Court.  A 
satisfaction  piece  was  prepared  by  this 
Department,  executed  by  the  judg- 
ment creditor  and  filed  with  the  Clerk. 

Numerous  documents  in  reference  to 
the  assignment  of  the  Scheraer  Rolling 
Lift  Bridge  Company's  contract  for  a 
portion  or  the  work  on  the  Campbell 
Avenue  Bridge  on  Section  '^O**  have 
been  prepared  or  approved  by  this  De- 
partment. 

An  opinion  has  been  prepared  by  this 
Department  respecting  the  legal  status 
of  the  Sanitary  District  with  reference 
to  the  proposed  subway  at  Thirty- fifth 
Street  and  Western  Avenue. 

In  addition  to  the  above,  the  prepara- 
tion of  the  semi-annual  property  return 
and  of  releases  to  be  executed  by  certain 
contractors,  together  with  the  routine 


work,  have  occupied  the  time  of  the  De- 
partment. 

Respectfully  submitted, 

(Signed.)  Ghablbs  C.  Gilbbrt, 

Attorney.** 

REPORT  IN  RBPBRBNCB  TO  RELBASB  OF 
BOND  ON  CONTRACT  FOR  SUPBR8TRUC- 
TURB  OF  SUMMIT  AND  LYONS  HIGHWAY 
BRIDGE  ACROSS  DBSPLAINES  RIVER 
AND  ON  OONTRAQT  FOR  BtTILDING  CUL- 
VERTS  AND  GRADING  ROMSO  HIGHWAY. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  with  reference  to, 
and  accompanied  by,  a  communication 
from  John  C.  Darst,  agent  of  the  Mas- 
sillon  Bridge.  Company,  in  regard  to 
release  of  bond  of  said  company  on  con- 
tract for  superstructure  of  the  Summit 
and  Lyons  Highway  Bridge  across  Des^ 
plaines  River,  the  said  communication 
having  been  presented  and  refersed  to 
that  committee  at  the  meeting  held  Jan- 
uary 11,  1899  (page  5432  of  the  Proceed- 
ings); and  also  in  reference  to,  and 
accompanied  by,  a  report  from  the  Chief 
Engineer  to  the  Committee,  transmitting 
communication  from  Daniel  Sullivan  in 
regard  to  release  of  bond  on  contract  for 
building  culverts  and  grading  Romeo 
Highway;  the  committee  report  recom- 
mending that  the  sureties  on  the  bond 
of  $1,200  of  the  Massillon  Bridge  Com- 
pany and  on  the  bond  of  $500  of  Daniel 
Sullivan  be  released  from  further 
liability,  the  contractors,  however,  to 
remain  liable  thereon. 

Mr.  Wenter,  seconded  by  Mr.  Eckhart 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

Chicago,  August  16, 1899. 

To  the  Mofiorable,  the  Board  of  Triuteee  of  tJie 
Sanitary  District  of  Chicago: 

QentlbmbNt— The  Massillon  Bridge 
Company,  of  Massillon,  Ohio,  has  re- 
quested the  cancellation  of  the  bond 
given  by  said  company,  in  the  sum  of 
twelve  hundred  dollars  ($f,200.00)  for 
the  faithful  performance  of  its  contract 
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for  the  Bupentmoturo  of  the  Summit  and 
Lyons  Highway  Bridge. 

A  request  has  also  been  made  by 
Daniel  Sullivan,  contractor  for  the 
Romeo  Highway,  including  the  trestles, 
the  bond  accompanying  which  amounted 
to  five  hundred  dollars  ($600.00), 
with  the  American  Surety  Company  of 
New  York  as  surety. 

The  Chief  Engineer  of  the  District  has 
informed  your  Committee  on  Finance 
that  the  work  provided  for  in  both  con- 
tracts as  above  mentioned  respectively 
has  been  fully  completed  and  in  a  satis- 
factory manner. 

The  Committee  therefore  recommends 
that  the  sureties  on  the  bond  of  the  Mas 
sillon  Bridge  Company,  in  the  sum  of 
twelve  hundred  dollars  (11,200.00).  and 
the  surety  on  the  bond  of  Daniel  Sulli- 
van, in  the  sum  of  five  hundred  dollars 
($500.00),  be  released  from  further 
liability  thereon,  the  contractors,  how- 
ever, *  to  remain  and  continue  liable 
thereon. 

Bespectfullf  submitted. 

Z.  R.  Cartbr, 

Chairman^ 

b.  a.  eokhart, 

Frank  Wbnter, 

Thomas  Kbllt, 

Committee  on  Finafice.^^ 

(Four  enclosures.) 


REPORT  IN  REFERENCE  TO  REMITTANCE 
AND  WAIVER  OP  TIME  PENALTY  ON 
CONTRACT  FOR  SUPERSTRUCTURE  OF 
WIRE  MILLS  ROAD  BRIDGE. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to, 
and  accompanied  by,  a  communication 
from  the  Chief  Engineer  to  the  Commit 
tee  in  regard  to  the  remittance  and 
waiver  of  the  time  penalty  on  the  con 
tract  with  the  Wisconsin  Bridge  and 
Iron  Company  for  the  superstructure  of 
the  Wire  Mills  Road  Bridge,  the  report 
recommending  that  the  penalty  on  ac- 
count of  delay  in  completing  said  con- 
tract be  remitted  and  waived. 

Mr.  Smyth,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted  and 
the  recommendations  coutainea  therein 
concurred  in. 

On  roll-cidl  the  vote  stood:  Teas — 
Messrs.    Boldenweck,  Carter,  Eckhart, 


Jones,  Kelly,  Mallette  Smyth  and  Wen- 
ter— eight.    Nays— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chioaoo,  August  15, 1899. 

To  the  Bonorable^  the  Board  of  Trueteee  of  the 
Sanitary  District  of  Chicago: 

Qbntlbmbn  —  Your  Committee  on 
Engineering  begs  leave  to  report  that  on 
August  2,  A-  D.  1899,  (see  page  5971  of 
the  Proceedings),  your  committee  made 
a  report  recommending  the  payment  of 
four  thousand  three  hundred  eighty-one 
and  sixty  one-hundreths  dollars  ($i,881.- 
60)  to  the  Wisconsin  Bridge  and  Iron 
Company  upon  said  company's  com- 
plying with  certain  conditions  men- 
tioned in  said  report,  and  also  recom- 
mending that  the  time  penalty  on  ac- 
count of  delay  in  completing  the  super- 
structure of  the  Lockport  Highway 
Bridge,  crossing  the  River  Diversion 
Channel  on  Section  '46",  be  remitted  in 
accordance  with  the  recommendation  of 
the  Chief  Engineer  of  the  District. 

Your  Committee  further  reports  that 
it  was  the  intention  to  embody  in  said 
report  a  recommendation  that  the  time 
penalty  on  account  of  delay  in  complet- 
ing the  contract,  dated  October  29th,  A. 
D.  1898.  for  the  construction  of  the 
superstructure  of  the  Wire  Mills  Road 
Bridge  be  also  remitted,  but  on  account 
of  some  oversight,  this  was  omitted  from 
said  report  of  August  2nd,  1899. 

Your  Committee  therefore  recom- 
mends that  the  time  penalty  on  account 
of  delay  in  completing  said  contract  of 
October  29th,  1898,  for  the  construction 
of  the  superstructure  of  said  Wire  Mills 
Road  Bridge  be,  and  the  same  is,  hereby 
remitted  and  waived. 

Respectfully  submitted, 
(Signed)     .  Thomas  A.  Smyth, 

Chairman. 

J.  P.  Mallbttb, 

Z.  R.  CA.RTEB, 
Thomas  Kbllt, 
b.  a.  eckhakt, 
Frank  Wbntbb, 
Wm.  Boldbxweck, 
Commiltet  on  Enoineering 
(One  enclosure.) 
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KBPORT  IN  REFERENCE  TO  PATHENT  OF 
SUNDRY  CLAIMS  UNDER  AQREBHBHT 
WITH  CANAL  COSfMISSIONERS. 

Ur,  Smyth,  Cbairman,  preeented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mltlee  oa  EDKiaeering  with  reference  u>, 
and  accompanied  hy,  a  commuDicatlon 
from  the  Attorney  of  the  Districl  to  the 
Committee  la  regard  to  the  payment  of 
certain  claims  under  the  agieement  with 
the  Canal  ComaitaiaDers  for  alleged 
damages  to  certain  boats  and  badges 
naTlgatlng  the  Illinois  and  Michigan 
Canal,  the  report  being  accompanteaby 
sandry  bills  and  commnnications  in  ref- 
erence to  the  same  and  recommending 
that  vouchers  be  drawn  for  the  claims 
let  forth  and  paid  in  the  usual  manner 
to  the  parties  interested,  on  the  ezecn- 
tion  of  receipts  In  full  by  said  parties. 

Ur,  Smyth,  seconded  by  Ur.  Mallette, 
moved  that  the  report  bn  adopted  and 
the  recommendations  contained  thereio 
concurred  in. 

On  roll-call  the  vote  etood;  Yeas— 
Ueesn,  Boldenweok,  Carter,  Eckhart, 
Jonee,  Eellj,  Mallette,  Smyth  and 
Wenter — eight.     Nays — none. 

Upon  this  result,  the  President  de- 
clared the  motion  carried. 

The  following  ie 

THE  REPORT. 

"Chioago,  August  16,  18M. 

To  Mi«  Jfo'uirable,  the  Buard  of  Trastat  of  Iht 

Sanitary  JXilrict  of  Chicaao: 

GKNTLKMBH~The  Conunittee  on  Engi- 
neering reports  that  the  sundry  biUs, 
statements  and  affidavits  wfaichhave been 
handed  to  the  Committee  touching  claims 
B|i;aliist  the  Sanitary  District  under  ita 
agreement  with  the  Canal  OommiBsion- 
eiB  of  the  Illinois  and  Michigan  Canal, 
and  were  forwarded  by  the  Superin- 
tendent of  the  Ulinois  and  UichigHn 
Canal  for  the  consideration  of  your  ^n- 
orable  Body,  are  as  follows; 

J.  M.  Poster (lOe  55 

Martin  J.  Hogan 148  50 

W.  H.  Wallace 808  06 

J.  U.  Foster 40  00 

W.  H.  Wallace 16  00 

"RtaX  these  several  amounts  represent 
claims  for  demurrage  and  loss  of  prop- 
erty belonging  to  boats  and  barges  work- 
ing along  tbe  Ulinois  and  Michigan 
Canal. 

In  view  of  the  terms  of  the  decree  en- 
tered in  theoaae  of  the  Canal  Commis- 
•noneia  at   the  Illinois  and    Michigan 


Canal  TS,  The  Sanitary  District  of  Chi- 
cago, and  the  agreement  with  said  Canal 
CommlBsionera  by  the  IHBtrlcl;,  the  Com- 
mittee is  of  the  opinion  thai  t)m  claims 
as  herewith  preeented  shoold  be  paid. 

Your  Committee,  therefore,  recom- 
mends that  several  vouchers  be  drawD 
for  the  claims  as  set  forth  ubovp  respect- 
ively, and  that  they  be  paid  in  the  usual 
form  In  which  paymentaare  made  to  the 
parties  interested,  upon  the  execution  of 
receipts  in  full  by  said  p 
ively  being  given  to  the  C 

Respectfully  submitted, 
(Signed)  Tbomas  A.  Smyth, 

J.  P.  Mallette, 
b.  a.  bckdiht. 
Thouab  Eellv, 
Wh.  Boldemveck, 
CopiniiKM  OB  Engiiifcriitd ," 

(Thirteen  encloeuree.) 

REPORT  IN  REFBRBNCB  TO  COMPLETION 
OF  CONTRACT  FOR  FOnSDATlOSS  OF 
BEAR  TRAP  DAH  AND  COLLATERAL 
WORK. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  the  final  certiHoate 
of  the  Chief  Engineer  aa  to  the  coinple- 
tion  of  the  contract  with  tlie  Oritntha 
&  McDermott  Construe  tion  ' 
for  the  foundations  of  tbe  l< 
Dam  and  Collateral  Work,  tli 
recommending  that  tbe  Pre:-ii 
Clerk  beaothorized  anddiierii' 
final  payment  to  said  contrail' 
sumof  |18,9S3.U.  thesum  Um\\>\  to  uo 
due  in  said  certificate,  upon  ilx'  execu- 
tion of  a  receipt  in  full  in  favurof  Ihe 
District  by  said  contractor..  reli-aainK 
the  District  from  any  and  all  <  Inims  and 
demands  arising  upon  saiii  'titiirnct, 
except  the  claim  for  extras  iiinl  addi- 
tional compensation  filed  b>  nuiJ  con- 

Mr.  Smyth,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

'  On  roll-call  the  vote  stood:  YeaB— 
Mrasrs.  Boldenweck,  Cartor,  Jooes, 
Kelly,  Mallette,  Smyth  and  Wenter— 
seven.    Nay»,-Ur.  Eckhart- 1  >iu\ 

Upon  this  result  the  Preaidtiit  declared 
tbe  motion  carried. 
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The  following  is 

THE  REPORT: 

"Chicago,  August  10, 1899. 

To  the  Ifoiiorablt,  the  Board  of  TruiUet  of  ihe 
SaHUary  DUIrict  of  Chicago- 

Gkntlemen  —  Your  Committee  on 
EogineeriDg  presenta  herewith  the  final 
oetllficate  of  the  Chief  Eogineer  of  the 
Distriot  in  regard  to  the  completion  of 
the  work  on  the  Bear  lYap  Dam  founda- 
tions on  Section  IS,  in  faror  of  the  Qrif- 
fiths  ft  HcDermott  Oonetruotion  Com- 
pany, contta(;lora  on  Bsid  work,  under 
theiroontroct  dated  June  1st.,  A.D.  1897, 
in  the  eum  of  thirteen  thouukod  nine 
hundred  and  fifty-two  and  fourteen  ooe- 
bundredtfas  dollars  (|13,  952.14);  that  the 
Committee  has  fully  considered  the  sub- 
ject matter  of  the  completion  of  the 
work  done  under  said  contract  and 
reoommends  as  follows; 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  said  contractors 
in  the  sum  found  due  in  the  aforesaid 
final  certificate  hereto  attached,  to-wit: 
the  sum  of  thirteen  tbousaad  nine  hun- 
dred fifty  two  and  fourteen  one-hun- 
dredtbs  dollars  (918,963.14),  upon  the 
execution  of  a  receipt  in  full  in  favor  of 
the  District  mode  by  said  contractors, 
releasing  the  District  from  any  and  all 
claims  and  demands  of  whatsoever  bind 
or  nature  upon  said  contract,  except  the 
claim  for  extras  and  additional  com- 
pensation filed  by  said  contractore  with 
the  Chief  Engineer  of  the  District,  a 
copy  of  which  is  hereto  attached,  refer- 
red to  in  the  certificate  aforesaid  and 
claiming  the  sum  of  fifty  thousand  and 
eighty-three  and  thirty-seven  o&e-huQ' 
dredths  dollars  ($50,088.37). 

Beepectfully  submitted, 

(Signed)  Tbouas  A.  Smyth, 

Chairman. 

J.    P.    MiLLETTE, 

Ai.Bx.  J.  Jones, 

THOMikS  Ebllt, 
Frank  Whntbb, 
wu.  boldenweck, 
Committee  on  Engineering." 
(Two  enclosures.) 
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The  following  is 

TBB  FINAL  CERTIFICATE  OP  THE  CHIEF 
ENGINEER : 
"Cbioaqo,  August  15,  1809. 
To  at  ffonorablt,  Ihe  Board  of  Tnutea  of  VU 
Sanitary  Diitrict  of  Chicago: 

Qkntlkmen— I  hereby  certify  that  the 
Qriffitbs  &  McDermott  Construction 
Company  has  completed  all  of  the  WMk 
covered  by  its  contract  dated  June  1, 
1897,  for  work  done  on  B«ar  Trap  Daro 
foundations,  etc,,  on  contract  Seotion  IG. 
The  work  is  done  to  the  full  satiafaotion 
of  the  Chief  Engineer  and  in  accordance 
with  the  terms  of  the  said  cootraot  with 
this  District.  These  contractors  have 
filed  claims  for  extras  on  this  work 
aggregating  $50,083.87,  upon  which  the 
Chief  Engineer  haa  not  rendered  a  d»- 
oision,  no  facte  or  arguments  having  aa 
yet  been  presented  to  him  to  austain  the 
contentions  of  the  contractors. 

This  certificate  is  given  subieot  to  any 
unaccrued  or  unmatured  Obligations  im- 
poeed  by  the  contract. 

The  statement  of  this  contract  is  as 
follows; 

BicaTatlOD,  SiBTS  anbia  nrie  at  10.00.. .  117.710  00 
Concrete  "A  uid  C,"  2,878. B  oublo  yards 

at  Ueo lO.SOlM 

CoBorute  "B."  S.ESl.S  oublo   jiade  at 

t4.ea 11,648  S8 

Coaarete  "D,"  G,aoe.1  cubic   rsniB  at 

W.00 15,818  30 

Lump  Bum  prioe  for  all  melAl  and' tim- 
ber work  In  plaoe.  Inclndlag  all  work 

Involved  therein M^O  00 

Total  amonDtsarned totfitt  U 

Total  amaanC  paid W.OU  TC 

Amonn  t  due  sod  anitald tlS.OBtt  14 

Respectfully  submitted, 
(Signed)  IsBAU  Baruolfb, 

Chief  Engineer." 

ADJOURNMENT. 

On  motion  of  Mr.  Wenter,  seconded 
by  Mr.  Jones,  the  Board  then  ad- 
journed. 
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Sanitary-  District  of  Chicago. 


AUGUST  17.  1899. 


OFFICIAL   RECORD. 

PublisTud  by  authority  of  the  Board  o  Trustees 
of  the  Sanitary  District  of  Cliicaoo, 


SPECIAL  MEETING. 

A  special  meeting  of  the  Board  of 
Trusteee  of  the  Sanitary  District  of  Chi- 
cago was  held  in  the  rooms  of  the  Board, 
Security  Building,  Thursday,  August  17, 
1899,  at  2  o'clock  P.  M.,  pursuant  to  call. 

On  roll-call  Messrs.  Boldenweck,  Eck- 
hart,  Jones,  Mallette  and  Smyth — five 
members,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

CALL  FOR  MEETING. 

The  Clerk  then  read  the  call  for  the 
meeting  which  is  as  follows: 

^'OmcAGO,  August  17, 1899. 

To  the  HonordbU^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Qbmtlbmen — At  the  request  of  Presi- 
I  dent  Boldenweck,  I  hereby  call  a  special 


meeting  of  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  to  be  held 
in  the  rooms  of  the  Board,  Security 
Building,  on  Thursday,  August  17, 1899, 
at  2  o'clock  P.  M.,for  the  purpose  of 
taking  suitable  action  in  memory  of  the 
late  Honorable  Richard  Prendergast. 

Respectfully  submitted, 

(Signed)  Thos.  S.  Bell, 

Acting'  Clerk  y 

APPOINTMENT   OF  COMMITTEE  ON  RESO- 
LUTIONS. 

Mr.  Eckhart,  seconded  by  Mr.  Jones, 
moved  that  a  committee  of  three  be 
appointed  hj  the  Chair  to  prepare  suit- 
able resolutions  in  memory  of  the  late 
Honorable  Richard  Prendergast,  to  be 
spread  upon  the  records  of  this  Board. 

The  motion  prevailed  unanimously  and 
the  Chair  thereupon  appointed  Messrs. 
Eckhart,  Jones  and  Smyth  as  said  com- 
mittee. ^ 

■ 

Mr.  Smyth,  seconded  by  Mr.  Mallette, 


moved  that  the  Board  then  take  a.  recess 
of  Sre  DiinuteH. 

The  motioD  prevailed  unanimouHly  and 
it  was  BO  ordered. 


I      On  reconvening  Mr.  Ek;khart,  Chair- 

'  man  of  the  6peoisl  Committee  on  Reso- 

lutiona,  presented,  and  the  Clerk  read,  a 

I   report  and   resolution  commendatory  of 

the  late  Honorable  Richard  Prendergnst, 

the  report  recommending   that  an  en- 

.   groaaed  copy  of  the   resolution   be  (urn- 

ished  the  family  of   Hie  deceased,  that 

the  offices  of  the  District  be  closed  on  the 

day  of  the  funeral   and   that  the  Board 

and  its  offtoere  attend  the  same  in  a  body. 

Mr.  Bckhart.  seconded   by   Ur,  Jones, 

moved  the  adaption  of  the  report  and 

accompanying  reeolution. 

The  motion  prevailed  unanimously  by 
a  rising  vote. 
Tbe  following  is 

TUB  REPORT: 
"CHI0A.OO,  August  IT,  1809. 
To  t!.t  HoHurailf,  On  Board  o/  Tnigl^rt  of  the 
Samlary  DMrirt  of  Chicago  : 

Obntlbhen  —  Your  committee,  ap' 
pointed  to  recommend  suitable  action  by 
the  Board  in  view  of  the  death  of  the 
Honorable  Richard  Frendergaat.  present 
herewith  resolutions  for  the  adoption  of 
the  Board. 

We  recommend  that  the  same  be 
spread  on  the  records  of  the  Board,  and 
that  a  copy  be  engrossed  and  furnished 
the  family  of  the  deceased. 

We  further  recommend  that  the  offices 
of  the  District  be  closed  on  the  day  of 
the  funeral,  that  the  Board  and  its 
ofBcers  attend  same  in  a  body,  and  that 
the  President  be  authorized  to  make  all 
suitable  arrangements  in  the  premises. 

Very   respectfully  submitted, 
(Signed)  B,  A.  Eckhaht, 

Chairman. 
Alkx.  J.  JoNKs, 
Thos.  a.  Smyth, 
Commillef  on  llesohflloim" 


THE    RESOLUTION: 

'■WhkbbaS,  It  has  pleased  an  all- wise 
Providence  to  remove  from  our  midst, 
while  yet  in  the  prime  of  life,  Richard 
FrenderKSst,  former  Trustee  and  Presi- 
dent of  the  Board  of  Trustees  of  the  Sani- 
tary District  of  Chicago  from  December 
3,  1890,  to  December  8,  1891.  Mr.  Pren- 
dergast  was  called  home  at  the  age  of 
44  years,  and  was  remarkable  for  having 
accomplished  a  vast  amount  despite 
enormous  obstacles.  At  an  early  age  he 
nianlfeHled  marked  ability  as  a  student 
of  the  law,  and  bears  the  die 
having  t>een  elevated  to  the  office  of 
County  Judge  of  Cook  County  at  the  age 
of  27  years,  only  four  vears  after  hie  ad- 
miasion  to  the  bar.  For  eight  years  he 
presided  over  that  court  with  distinction, 
dignity  and  ability;  and, 

Whkrbas,  Mr.  Prendergost  served  a« 
a,  Truatee  of  the  Sanitary  District  of 
Chicago,  from  December  12tb,  1889,  tu 
December  2nd,  1895,  and  was  at  all  times 
recognized  as  an  able,  energetic 
efllcient  officer  in  the  discharge  of  his 
public  duties;  and, 

WHKRBiS.  It  is  St  and  proper  that  the 

Biiard  of  Trustees  ahould  give  public 
expreasion  to  the  esteem  in  which  Mr. 
Prendergost  was  held  by  those  with 
whom  he  associated  in  pablic  affairs; 
therefore,  be  it 

Rcsoh-ed,  That  in  the  death  of  Richard 
Prendergast  the  Sanitary  Diatrict  of 
Uhicago  has  lost  one  of  its  earliest  and 
most  efficient  advocates  and  friends;  his 
fjimily  a  loving  and  affectionate  father; 
and  the  citizena  of  Chicago  one  of  their 
most  prominent  and  brilliant  cf 


AWODRBIIBNT. 

On  motion  of  Mr.  Eck hart,  seconded 
by  Mr.  Malletle,  the  Board  then  ad- 
journed. 

TU03.  S.  BELL, 
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PROCBKDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


SUGUST  23,  1899. 


OFFICIAL   RECORD 

AiUuAmI  ^  ouUorUf  oT  CU  Saaranf  Truttimof 

On  BanUaiy  DUtrid  of  CMeago. 


BBOULAR  MEETING. 

Tb«  four  hundred  and  Bfty-secoad 
regular  meeting  of  the  Board  of  Tnu* 
teea  of  the  Sanitary  District  of  Chicago 
was  held  In  the  rooms  of  the  Board, 
Security  Bnilding,  Wedneedaj,  Angnst 
38. 1899,  at  2  o'clock  P.  M. 

On  roll-call  Meears,  Boldenweck,  Bra- 


den,  Carter.  Eckhart,  Jones,  Kelly, 
Smith  and  Wenter  —  elgbt  membere, 
were  present. 


Th«  minutes  of  the  regular  meeting 
held  August  16,  and  of  the  Bpecial 
meeting  field  Augual  IT,  16S0,  were  ap- 
proved as  printed  on  motioo  of  Mr. 
Kelly,  seconded  by  Mr,  Jones, 


VODCHER8. 

The  Clerk  presenieti  tbe  foUowini  T»uclierB: 

Donald  Fmter  (ImpectlDg  brli3gee) t 

RAlpb  Modjetkl  («er»fceB) 

Chle^o  Journal  (advertlaiae  ''>''  propoeals) C       10  BTi 
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The  American  Contractor  Publishing  Company  (advertising  for  pro- 
posals)   f 

The  Construction  News  Company  (advertising  for  proposals) 

The  Engineering  Record  (advertising  for  proposals) 

The  Engineering  News  Publishing  Company  (advertising  for  proposals ) 

E.  H.  Sargent  &  Co.  (glass  bottles) 

Max  Wehrmann  (wooden  cases) 

Whltall,  Tatum  &  Co.  (laboratory  sundries) 

American  Express  Company  (expressage) 

♦United  States  Express  Company  (expressage  \ 

♦Edwin  O.  Jordan  ( services  and  expense,  July,  1899) 

♦Arthur  W.  Palmer  (services  and  expense,  July,  1899) 

♦construction  account. 

Lydon  &  Drews  Company  (By-pass,  Chicago  River) $ 

McArthur  Bros.  Company  (eight-track  railroad  bridge 

Gahan  &  Byrne  (Section  16,  gates  in  Dam  No.  1) 

Gahan  &  Byrne  (Section  G.  August  16, 18910 r 

Gahan  &  Byrne  (Section  H,  August  16,  1899) ' 

Christie  &  Lowe  (Section  K,  August  IQ,  1899) .*. 

Hayes  Bros,  et  al.  ( Section  N,  August  16,  1899 » 

Hayes  Bros,  et  al.  (Section  O,  August  16,  1899) 

Hayes  Bros.  (Section  16,  grading  Lockport  Road) 

Heldraaier  &  Neu  ( Section  E— C.  T.  T.  R.  R.  Bridge) 

Mason,  Hoge,  King  &  Co.  (Section  12,  clearing  tunnel) 

Geo.  M.  Huss  (Section  O— Pan  Handle  Bridge) 

Vilas  Bros.  (Section  15,  paint  Regulating  Works) 

Aliens  Cornice  and  CorrugAting  Works  (Section  N,  Santa  Fe  Bridge) 


[1899 


^ 


10  35 

10  65 

15  m 

15  90 

5  40 

14  75 

40  20 

42  45 

95  02 

371  60 

403  75 


$  1,688  98 

3,363  72 

92  74 

1,2«X)  00 

2,668  00 

1,950  00 

2,9a5  65 

1,478  SO 

140  11 

1,115  (53 

37  83 

466  82 

84  77 

10  30 

$  1,036  32 


Grand  total. 


$  17,263  35 
«  18,592  33 


*  To  be  paid  by  warrants,  with  interest  coupons  attached,  drawn  against  the  Tax  Levy  for  I89P. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood :  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and  Wen- 
ter— eight.    Nays— none. 

Upon    this   result   the  President  de 
clared  the  motion  carried. 

WEEKLY  REPOET  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  August  19, 
1899,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT : 

"Chicago,  August  28,  1899. 

To  the  Honorable^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 
Gentlembn—I  beg  leave  to  report  here- 


I 


with  the  number  of  employes  in  each 
department  for  the  week  ending  August 
19,  1899,  as  the  same  have  been  reported 
to  me: 

Engineering  department 96 

Maintenance  account 9 

Clerical  department 5 

Law  department 8 

Treasury  department 1 

Police  department 28 

Q«neral 9 


Total  employes 166 

Respectfully  submitted, 

(Signed)  Joseph  F.  HiULS, 

Clerk." 

MONTHLY    REPORT    FROM    ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  July,  1899,  which,  by  unanimous  con- 
sent, was  ordered  printed  and  placed  on 
file. 


r^ 
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THE  REPORT : 


'^Chicago,  August  18,  1899. 

To  the  Honorable^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — I  herewith  transmit  the 
report  of  the  EogineerinR  Department 
for  the  month  of  July,  1899,  giving  the 
detailed  operations  of  the  Heveral  divi- 
sions constituting  the  same. 

The  value  of  the  construction  work 
done  was  1 157,5 10.67,  divided  as  follows: 
Main  Channel,  |129,009.98;  bridges, 
$28,516.41;  general,  |14.72.  The  engi- 
neering expenses  were  $11, 475. 51 ,  divided 
as  follows:  Salaries,  $9,714.14;  supplies, 
etc.,  $1,761.87. 

DIVISION  OP  CONSTRUCTION. 

The  weather  during  the  first  part  of 
the  month  was  unfavorable  for  work, 
owing  to  excessive  rainfall.  Rain  was 
recorded  on  eight  days  during  the 
month.  The  temperature  varied  between 
64  degrees  and  92  degrees  Fahrenheit. 

Chicago  River  Improvement — The  con- 
tractors for  the  substructure  of  the  By- 
pass made  better  progress  during  this 
month  than  any  time  previous,  taking 
out  6,000  cubic  yards  of  excavation,  thus 
having  completed  about  69  per  cent  of 
this  class  of  work;  1,050  lineal  feet  of 
piles  were  driven  in  the  temporary  road- 
way and  7,250  lineal  feet  in  the  coffer 
dams.  For  the  temporary  roadway, 
coffer  dams  and  grillage,  888,000  feet 
B.  M.  of  timber  were  used.  Seven  hun- 
dred and  seventeen  cubic  yards  of  con- 
crete were  built.  Seventy- two  per  cent 
of  the  temporary  roadway  was  completed 
by  August  1st;  81  per  cent  of  the  total 
coffer  dam  and  84  per  cent  of  concrete 
work.  The  northeast  comer  of  the 
Pennsylvania  Company's  freight  house 
was  removed  during  the  month.  Con- 
siderable delay  to  the  work  of  excavation 
was  occasioned  by  old  docks  and  piles 
found  upon  the  line  of  work.  The  most 
serious  obstacle  to  the  work  of  ex- 
cavation, however,  is  the  Metro- 
politan Elevated  Railroad  Water  Tun- 
nel, which  crosses  the  line  of  work. 
Arrangements  are  being  made  to  feed 
the  tunnel  temporarily  by  means  of  a  24- 
inch  iron  pipe.  The  freight  buildings  of 
the  Pennsylvania  Company  at  Adams 
Street,  which  were  disturbed  by  the  By- 
pass work,  have  been  repaired  and  put  in 
as  good  condition  as  they  were  before 
the  work  was  begun.  The  Lydon  & 
Ihrews  Company  employed  an  average 
of  126  men. 


The  contractors  for  the  superstructure 
began  work  on  the  17th  and  at  the  end 
of  the  month  nine  large  girders  were  in 
place.  These  contractors  also  did  some 
work  between  the  17th  and  29th  cutting 
out  piles  and  timber  in  the  temporary 
roadway  which  interfered  with  their 
work. 

The  contractors  for  the  dredging  of 
the  Chicago  River  removed  49,900 
cubic  yards  of  excavation,  consisting 
mostly  of  sludge.  The  dredging  is  now 
practically  completed  from  Robey  Street 
to  Twelfth  Street. 

The  contractors  for  the  Taylor  Street 
Highway  Bridge  have  finished  taking 
down  the  masonry  abutments,  have 
driven  sheet  piling  for  the  west  abut- 
ment and  have  excavated  to  City  Datum. 

The  contractors  for  the  C.  T.  T.  R. 
R.  Co.'s  Bridge  near  Taylor  Street  are 
still  at  work  on  the  temporary  structure 
and  have  promised  to  move  the  bridge 
on  August  13th. 

The  following  vouchers  have  been  is- 
sued for  work  on  the  Chicago  River; 

Lydoa  &  Drews  Company  (regular, 
By-pass ) $32,094  63 

Lydoa  &  Drews  Company  (dock  at 
Canal  Street) 253  65 

Lydon  &  Drews  Company  (dredg- 
ing)       8,295  87 

Chicago  Bridge  and  Iron  Company 

(Van  Bureu  Street  approach  span)   4,050  00 

C.  T.  T.  R.  R.  Co.  (C.  T.  T.  R.  R. 
Co.  Bridge) 3,820  S7 

ToUl $38,515  02 


Section  **0"— Excavation  of  the  C.  M. 
&  N.  R.  R.  Co.*s  old  right  of  way  was 
started  with  a  wheel-scraper  force  on 
the  6th  and  continued  with  some  inter- 
ruptions to  the  end  of  the  month;  7i803 
cubic  yards  were  removed  up  to  the  25th, 
including  the  amount  taken  out  previous 
to  July.  The  installiog  of  the  pumping 
plant  on  this  section  was  completed  on 
the  5th,  when  pumping  was  begun  and 
continued  to  the  14th,  at  which  time  the 
pump  had  to  be  lowered.  Pumping  was 
resumed  on  the  25thy  and  continued  to 
the  end  of  the  month.  The  removal  of 
the  Western  Avenue  Pontoon  Bridge 
was  completed  on  July  1st.  Pile  driving 
for  the  new  Chicago  Junction  Railway 
Company's  trestles  was  completed  on  the 
10th,  the  framing  on  the  17th,  and  steel 
was  all  laid  on  them  on  the  20th.  Four 
of  the  crossings  over  the  Illinois  Central 
and  Santa  Fe  tracks  were  put  in  on  Sun- 
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day,  July  28rd.  The  Chicaffo  Junction 
Railway 'Company  ran  northbound  trains 
over  the  trestle  on  the  24th.  The  cross- 
ingB  were  all  in  by  the  81st. 

Excavation  for  the  substructure  of  the 
eight-track  bridge  was  continued  with 
a  large  scraper  force  throughout  the  en- 
tire month,  and  from  the  19th,  a  night 
force  worked  in  addition  to  the  day 
force.  A  Peteler  car  plant  began  opera- 
tions on  the  34th,  the  cars  being  loaded 
by  hand  and  hoisted  to  the  north  spoil 
bank  by  steam.  The  quantities  removed 
during  the  month  on  this  account  are  as 
follows:  Main  Channel  prism,  6,440  cu- 
bic yards;  bridge  pit,  outside  of  prism, 
4,900  cubic  yards;  piles  removed,  8,890 
lineal  feet. 

'    The  following  vouchers  were  issued  for 
work  on  Section  "O:" 

Hayes  Bros,  et  al  (excavation) $  2,921  20 

The  Schtrzer  Rolling  Lift  Bridge 
Company    (account    tight-tratk 

bridge) 3,062  50 

McArtburBros.  Company  (account 

eight-track  bridge) 4,047  75 

P.    Peterson    (removing    Pontoon 

Bridge) 340  00 

Hayes  Bros,  (pumping  plant) 510  37 

Geo.  M.  Huss  ( pumping  plant) 136  72 

Geo.  M.  Huss  (pumping  plant) 241  68 

Weir    and    Craig   Manufacturing 

Company  (pumping  plant) 103  37 

Lammert  &  Mann  (pumping  plant)        125  00 

Heggie  Bros,  (pumping  plant) 1529  67 

Chicago  Star  Construction  and 
Dredging  Company  (Pan  Handle 

temporary  bridges ) 170  38 

Geo.  M.  Huss  (Pan  Handle  tem- 
porary bridges) 573  05 

Geo.  M.  Huss  (Pan  Handle  tem- 
porary bridges) 980  75 

A.  T.  Wilcox  (Pan  Handle  tempor- 
ary bridges) 90  02 

Continental  Bolt  and  Iron  Works 

(Pan  Handle  temporary  bridges)        269  76 
P.  Peterson  (Pan  Handle  tempor- 
ary bridges) 18  49 

Schultz  Bros.  (Pan  Handle  tempor- 
ary bridges) 600  00 

McArthur  Bros.  Company  and 
Winston  &  Co.  (Pan  Handle 
temporary  bridges) 54  88 

Total 114,475  54 

Section  "-AT" — The  shovel  and  train 
plant  worked  fifteen  day  shifts  during 
the  month,  much  time  being  lost  on  ac- 
count of  the  pit  being  flooded  by  rain. 
The  excavated  material  was  spoiled  on 


the  right  of  way  on  the  north  bank  of 
the  Channel.  The  shovel  and  incline 
plant  worked  nineteen  day  shifts.  The 
output  of  the  two  plants  was  19,429 
cubic  yards.  Excavation  of  the  old 
Kedzie  Avenue  right  of  way  was  carried 
on  by  force  account  with  a  small  wagon 
force  throughout  the  month.  The  total 
amount  removed  by  this  method  to  July 
81st  was  8,411  cubic  yards.  The  erection 
of  a  steel  incline  conveyor  on  the  north 
bank  of  the  east  end  of  this  section  was 
begun  on  the  22nd  and  continued 
throughout  the  month.  The  work  of  re- 
moving the  A.,  T.  &  S.  F.  R'y  Clo.'s  tem- 
porary trestle  was  completed  on  the  14th. 
Most  of  the  timber  taken  down  from 
this  structure  was  used  in  the  C.  J.  By. 
Co.'s  new  trestle  on  Section  **0,''  the 
remainder  having  been  used  at  the  Sec- 
tion "M'*  pumping  plant. 

The  first  train  went  over  the  C,  M,  & 
N.  K.  R.  Co.'s  new  bridges  and  diversion 
at  about  noon  on  the  ^.  A  large  gang 
of  men  was  employed  all  month  by  the 
I.  C.  R.  R.  Co.  ballasting  tracks  and  tak- 
ing up  rails,  ties,  etc.,  from  part  of  the 
old  right  of  way.  A  galvanized  iron 
cover  was  placed  over  the  center  pier  of 
the  Main  Channel  bridge.  This  work 
was  done  by  the  Allen's  Cornice  and  Cor- 
rugating Works,  who  at  the  same  time 
placed  covers  over  the  center  piers  of  the 
A.,  T.  &  S.  F.  Ry.  Co.'s  bridges  on  Sec- 
tions •*«"  and  »*G,"  and  the  C.  T.  T.  R. 
R.  Co.'s  bridge  over  the  Main  Channel  on 
Section  •*£." 

A  small  force  of  men  was  employed 
by  the  A.,  T.  &  S.  F.  R'y  Co.  ballast- 
ing its  new  Twenty-sixth  Street  line 
tracks,  and  fixing  up  its  interlocking^ 
system. 

The  following  vouchers  were  issued 
for  work  on  Section  **N": 

Hayes  Bros.,  et  al.  (excavation) $4,470  24 

Hayes  Bros.,  et  al.  (excavation) 3,0S0  81 

Ueo.  M.  Huss  (account    Santa  Fe 

temporary  bridge) 80  24 

AUen-s   Cornice    and    Corrugating 

Works  (account  sundry  bridges, 

Sections  '*N,"  '^G"  and  '*E" 37  50 

$7,668  29 

Section  "iV"— The  work  of  instoUing 
the  pumping  plant  near  the  east  end  of 
this  section  was  continued  throughout 
the  month  and  nearly  completed.  A 
discharge  ditch  was  cut  through  the 
spoil  bank  of  the  District  and  along  the 
Twenty  sixth  Street  line  right  of  way 
towards  Chicago  River.  A  voucher  for 
1169.15  was  issued  to  Hayes  Bros,  for 
labor  in  connection  with  this  plant. 


Ansuat  33,J  _g: 

Sections  "L"  and  "K"— EicaTBtioo  of 
the  Relt  Railway  CooipaDy'B  embank- 
ment neAT  tha  diTiding  lin»  of  these  seo- 
tiona  waa  oontinued  b;  scraper  force  all 
month,  the  number  of  Bcrapera  ivorklnK 
day  ihiftq  beiog  gradually  increased 
from  six  to  sixteen.  In  addition  to  the 
daj  force  a  night  force  with  abont  six 
scrapers  waa  worked  from  the  lltfa  to  the 
end  of  the  month.  The  total  amount  ex- 
cavated from  the  beginning  of  tbia  par- 
ticular contract  to  July  SCkth  was  9,388 
cubic  yards,  of  which  8,588  cnbio  yarde 
were  vouohered  to  July  Slat. 

The  following  vouchers  were  Issued 
on  this  account: 

Cbriitie  &  Lowe t      800  00 

Chrt«Ue  &  Lowe 1,88a  20 

Total t  2.63S  20 


Seetioni  "H"  and  "G" — A  scraperforce 
with  about  nine  (B)  sorapers  continued 
work  near  the  dividing  line  of  these 
sections  for  the  entire  month,  weather 
permitting.  The  steam  Bbovel  and  in- 
cline plant  worked  in  day  and  night 
shirta  all  month.  The  combined  output 
of  both  these  plants  waa  6.S16  cubic 
yards  from  Section  "H"  and  16,390  cubic 
yards  from  Section  "U". 

The  following  vouchers  were  issued 
for  work  on  Sections  "H"  and  "Q": 

Oaban&Bjme  {Section  H) t  1,881  W 

GahaDftBrnia  (Section  Q) 3.H18  2.S 

OabiDft  Bynie  (SecttoD  0> 1.881  Vi 

Postal  Telenr&ph  Cable  CuDipaa/ 

(moving  wires) BOO  00 

Total t  7.1B7  01 

Section  "J""— The  work  of  macadam- 
izing the  new  Ljons-Summit  Road  waa 
completed  on  the  22nd.  The  ateel  incline 
on  this  section  baa  been  taken  apart  and 
is  being  re-erected  on  Section  "N".  The 
steam  shovel  is  being  removed  from  this 
section  and  is  said  to  be  going  to  8eC' 
tioD  "N"  also. 

The  following  vouchers  were  issued 
for  work  done  on  Section  "F": 
C.L.  Strobel  (LyonG-Summlt  Raid 

Bridge,  Main  Channel) t  5,104  17 

Cblcago  Crushed  Stone  Coinpanj 

(Lyons  -  SumrnU    Road   BridRe, 

Main  Channel) a,600  ?3 

bbam  Randolph    (Lyons-Suninnit 

Road  Bridge,  Main  Cbannel) IS  DO 

Total t  7,719  SO 


SMtion  "£^— Both  the  Febelar  carand 
derrick  plants  used  in  removing  rock  on 
this  section  worked  seventeen  days  dur- 
ing the  month.  The  construction  of  re- 
vetment wall  was  continued  throuKhout 
the  month  and  2,766  cubic  yards  of  this 
class  of  work  were  vouchered. 

Work  on  the  subatructure  of  the  C. 
T.  T.  R.  B.  Co. 'a  permanent  bridge  over 
the  Desplainea  River  was  reeumed  on  the 
6th  and  continued  with  some  interrup- 
tiona  to  the  and  of  the  month.  The  set- 
ting of  stone  for  the  south  abutment  was 
begun  on  the  3l8t  and  coping  waa  set  on 
the  Slst.  The  quantities  vouchered  on 
this  account  are  as  follows:  Excavation, 
200  cubic  yards;  sheet  piling  and  brac- 
ing. 5,000  feet,  B.  M.;  Pon£md  cement 
concrete,  142  cubic  yards;  masonry,  60 
cubic  yards. 


Halvoraon,  Riobards  &  C«.  (exca- 
vation)  «  1,088  72 

HaWuraon.Rlctaarda&Ca.faccoant 
Lyons-Summit  Road  Bridge.  Des- 
plalnes  River) 168  88 

Heldmaler  &  Neu  (C,  T.  T.  R.  R. 
Co.'s  Brld^.  Desplalnes  Rivet)..       748  35 

Heldmaler  &  Neu  {C.  T.  T.  R.  R. 
Co.'s  Bridge,  Desplaines  Rivet}..       084  60 

Total 12,040  40 

Section  J— A  final  voucher,  amounting 
to  $250,  waa  issued  on  the  18th  to  C.  L. 
Strobel,  on  account  of  the  superstt uoture 
of  the  Willow  Springs  Road  Permanent 
Bridge. 

Section  e— On  the  18th  a  voucher  for 
916.25  was  issued  to  Werden  Buck  for 
cement  delivered  in  connection  with  the 
repairing  of  walls  on  this  section. 

Section  8— Work  was  resumed  on  solid 
rock  excavation  on  the  Uain  Channel  at 
the  Santa  Fe  Railroad  crossing  on  June 
28tb  and  continued  up  to  and  including 
the  8th  of  July,  at  which  time  work  was 
ordered  stopped  owing  to  the  liability  of 
damage  from  btaating  andthecloee  ^x- 
imity  of  tha  work  to  the  Santa  Fe  Rail- 
road CToaaing.  One  steam  drill  and  one  ' 
derrick  was  used  in  the  work  and  adaily  . 
average  of  fifteen  laborers  waa  engaged. 
A  small  force  was  engaged  a  portion 
of  the  month  in  cutting  down  the  south 
approach  of  the  embankment  leading  to 
the  Santa  Fe  Bridge  over  the  Mahi 
Channel.  A  force  waa  engaged  from 
the  lOth  to  the  end  of  the  month  In  con- 
structing a    temporary    highway    road 
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south  of  the  Main  Channel,  croHBing  the 
Santa  Fe  west  of  the  old  road,  thence 
joining  Stephens  Street.  This  was  done 
m  order  tliat  travel  would  not  be  inter- 
fered with  during  the  buiEdlne  of  the 
euhway  at  Stephens  !Jtreet.  One-yard 
dump  cars  handled  b;  teams  and  an 
average  of  twenty  laborers  were  engaged 
in  this  work.  Widening  of  the  embank- 
ment for  the  Santa  Fe  Company's 
change  of  line  between  Stephens  Street 
and  the  depot  was  also  done  during  the 
latter  half  of  the  month.  The  following 
quantities  were  vouchered  on  account 
of  this  wort;  Main  Channel,  solid  rock. 
500  cubic  yards;  subway  excavation,  380 
cubic  yards;  railway  embankment,  1,000 
cubic  yards;  grading  Stephens  Street 
temporary  roadway,  ],934  cubic  yards; 
surfacing  same,  fifty  cubic  yards. 

The  following  vouchers  were    issued 

for  work  done  on  Section  B: 

Hbsod.  Hoge,  K\ag  &  Co.  (excava- 
tion, Blc.) «  1,352  23 

PeoD  Bridge  Compnuy  (floal.  A., 
T.  &  S.  F.  Ry.  Co, 'a  Bridge.  Des- 
plBitiea  River) Til  00 

C.  L.  Strobe!  Iflnal,   Leniont  Read 

Bridge,  M.  C.l 350  00 

Total S  2.81S  33 


Section  12— Work  on  the  Romeo  Boad 
Bridge  consisted  in  cutting. down  the 
roadway  at  the  west  end  of  the  bridee 
and  placing  the  material  excavated  in 
the  walled  roadway  at  the  east  end.  The 
bridge  was  swung  on  the  13th  and  was 
used  by  the  contractors  tor  hauling  ma- 
terial to  place.  The  following  quantities 
were  vouchered  on  account  of  this 
bridge;  Excavation,  1,170  cubic  yards; 
masonry,  20.9  cubic  yards. 

The  following  vouchers  were  issued  to 


C.L.  Slrotwl   (floiil  for 


Section  14 — AC  the  pumping  station 
both  pumps  were  in  operation  during  the 
greater  portion  of  the  month  and  were 
closed  down  only  for  necessary  repairs. 
Boiler  makers  and  brick  layers  worked 
in  the  No.  S  boiler  on  the  10th.  and  from 
the  14th  to  the  18th,  inclusive,  and  on 
the  No.  1  and  No.  3  boilers  on  the  25th, 
during  which  time  but  one  pump  was  in 
operation.     At  the  end  of  the  month,  the 


Section  35~A  voucher  for  $480.99  was 
issued  to  Christie  &  Lowe  on  the  13  th, 
for  extra  work  on  Bear  Trap  Daiu  foun- 
dation. 

Section  16 — Work  on  this  section  was 
carried  on  with  a.  slightly  increased  force 
over  that  reported  last  montli.  and  aver- 
aged about  SO  laborers  and  18  wagon  and 
scraper  t«am8  during  the  greater  part  of 
the  month.  Two  steam  diillH  were  in 
use,  and  the  material  excavated  by 
gangs  of  rockmen  was  loaded  into  one- 
yard  dump  cars  and  hauled  to  t!ie  em- 
bankment by  team.  Aside  from  the 
work  of  excavation,  material  waa  placed 
on  approaches  to  the  Ejockport  Road 
Bridge.  The  quantities  vouchered  were 
as  follows:  Fourteen  thousand  six  hun- 
dred cubic  yards  of  excavation;  700  cu- 
bic yards  of  broken  stone  cd  Lockport 
Road. 


A  portion  of  the  floor  for  the  Wire 
Mills  Road  Bridge  remains  to  be  laid, 
the  reason  given  for  not  having  it  com- 

tileted  is  the  difficulty  in  procuring 
umber. 


Hayes  Bros,  (eicavatlon) *ri,59+  "5 

Wiseoiisln  Bridge  and  Iron  CornpiH.v 
(llnal.  DD  Lockport  Road  BrldjL-; .  -[.;IS1  t^l 


Total. . . 


. .  JU,97« 


Section  J7— With  the  exception  of  a 
few  days  delay  by  rain,  the  %-eather  whs 
favorable  and  allowed  the  work  to  tf 
carried  on  without  further  interruption. 
The  plant  used  in  excavating  tlie  new 
river  channel  consisted  of  one  steam 
shovel  and  derrick,  two  locomotives, 
seven  drills  and  two  steam  punips.  all 
of  which  were  run  in  double  shifts.  In 
addition  to  this  were  two  steam  and  one 
car  team  hoists  and  four  steiim  drills. 
On  the  18th  work  was  ca.-ried  on  in 
double  efairts  at  the  south  end  of  tht 
section  and  continued  to  the  end  of  the 
month.  The  dredge  and  mud  pnitipo 
were  run  day  and  night,  though  shut- 
downs were  frequent,  owing  to  breaking 
of  machinery.  On  the  10th  a  derricE 
for  handling  skips  loaded  with  mud  from 
the  dredge  and  hauled  thereto  by  scows, 
was  installed,  and  was  in  operation  day 
and  night  the  balance  of  the  mouth.  Ir> 
Uie  tail  race,  excavation  was  handled  bi 
a  large  derrick  and  removed  by  a  luoo 


ve,  and  atter  the  IGth  forces  were 
run  in  double  ahifts.  A  ch&nneler  and 
two  Hleani  (irills  were  run  tbiougbout 
tbe  month  at  this  point,  tbe  channeler 
running  both  Hay  nnd  nisht.  Tbe  work 
done  was  as  follows:  Solid  rock  excava- 
tion, 39.000  cubic  yaniB;  earth  excava- 
CioD,  31,000  cubic  yards;  tail  race  ex- 
cavation, 5,800  cubic  Yards;  completion 
of  cribbing.  5S.000  feet  B.  M.;  sinking 
and  iilling  cribbing.  4,200  cubic  yards; 
raining  tow-path  retsiDing  wall.  400 
cubic  yards;  raising  tow-path,  400  cubic 
yards.  Vouchers  to  the  amonnt  of 
3S4,441.S5  were  issued  (O  tbe  contractors 
tor  this  work. 

Section.  IS— Work  was  conttnuad  on 
conduit  and  dam  from  the  let  to  the  0th 
and  from  the  28th  to  the  end  of  tbe 
month,  with  an  average  forceof  84  men. 
The  amount  of  work  done  at  this  point 
is  as  follows:  Twentyflve  per  cent  of 
dam;  20  per  cent  o(  conduit;  excavation, 
900  cubic  yards;  extra  concrete,  310 
cubic  yards;  coSer  dam,  170  lineal  feet. 
Excavation  in  Main  Channel  was  prose- 
cuted with  an  average  force  of  109  men 
andperformed  the  following  work:  Eight 
tboiuaiiJ  one  btutdmd  cubic  yards  ex- 
cavation; 8,000  cubic  yards  levee  em- 
bankment; 600  lineal  feet  levee  construc- 
tion and  removal;  dam  removed,  15  per 
cent;  overhaul,  198,000  cubicyards.  The 
material  excavated  from  the  conduit  and 
dam  pits  was  placed  in  the  I.  &  M.  Canal 
rip-rap  and   amonnted  to    1,300  cubic 

The  excavation  for  the  C,  R.  I.  &  P. 
B.  R.  Co.'s  Bridge  was  continued  to  the 
Itfthand  1,000  cubic  yards  were  handled. 
One  derrick,  with  bolter  and  hoist  en- 
gine, was  added  to  the  plant  during  the 
month,  and  an  average  of  173  men  per 
working  day  were  employed. 


Oahan  &  Brrne  (miEcellnaeous)., 

Tbe  Cans)  Coininl^Ioaers  (accoun 

Lock  Mo.  S) 


DIVISION  OF  DRAFTING  AND  DBSIQNINQ. 

The  regular  platcing  was  continued  on 
tbe  contour  maps  between  Lockport  and 
Willow  Springs,  the  SO  feet  scale  maps 
of  the  Chicago  River,  and  the  atlas  of 
tbe  right  of  way.  Some  work  was  done 
on  the  maps  to  be  used  in  tbe  construc- 
tion of  the  relief  map  on  the  Main 
Channel. 

The  following  drawings,  etc.,  were 
made:  Topographical  mafH  of  the  Dee- 
plainee  River  and  vicinity,  from  Joliet  to 
Chanaban;  two  seta  of  the  300  feet  Chi- 
cago River  maps,  showing  length  and 
width  of  biidgea,  piers,  etc.;  map  show- 
ing proposed  location  of  water-power 
plant  near  Lockport  and  profile  of  same; 
and  a  plan  of  a  cement  warehouse  to  be 
constructed  at  Robey  Street  and  the 
Santa  Fe  elevator  tracks  for  use  on 
work  at  eight-traok  bridge. 

In  the  Bridge  Department  office  tbe 
first  part  of  the  month  was  taken  up  in 
finishing  tbe  plans  for  the  tow  path 
bridge,  the  remainder  being  spent  on 
plana  for  tbe  temporary  work  at  the 
Pan  Handle  bridge. 

The  work  of  this  branch  of  tbe  office 
force,  exclusive  of  the  Bridge  and  Draft- 
ing Department,  was  a  continuation  uf 
the  work  reported  for  June. 

The  Cement  Laboratory  was  removed 
from  the  Rialto  Buildmg  to  Room  509- 
510  Security  Building  on  the  first  of  the 
month. 

DIVISION  OF  RECORDS. 


I  estimate  the  expenaee  of  this  Depart- 
ment for  tbe  month  of  August  will  be 

1200,000.00. 

Respectfully  submitted, 
(Signed)  Ishah  Randolph. 

Chief  E-^Uieer." 
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8TATEMKHT   SHOWING   CONPITIOS 

1>0.;>.T 

ilB»DDUR».«JCLr,18S9. 

..»„«T=.«.=UTO„.:. 

DmiaitiTioN. 

Hfltn 

Cbannel. 

Brldees- 

Ss: 

Total. 

Haiti 
ChannBl. 

HlTOT 

DlTeralon. 

Brldiw.     C«« 

Chl™«o  River  Imp'ment 

184,985  81 

3l7,ffl7  06 

39«,i)a)is 

389.848  00 

81i;404  1C 
747,797  38 
593.039  39 
14£S43  59 
4^:986  4! 
801,584  08 

Sis 

889,149  4! 
794.888  » 

7B7|717  N 

111 

>s.m^ 

••S5::  : 

3,sa}U 

8,620  85 

i'^M  »!... 

1.8816. 

4:705  40 

3,880  54 

SiSJ 

338  43 

III 

89.883  90 

III 

■■"15,450  «|     M 

lJf44S5 

1.214  35 

i;«r«l     1 

::.■:■:::::■■  v 

-39  45 

-86  4S| 

1,013  3!..     .^ 

SIB  09 

813  6o| 

1,138  ffi,.. 

117  Bl 

-Ij^^:: 

5,0S4  0C 

3r!3S8  30 
483  89 

8.U8  ii . 

DlBpoial  Wka.  at  Loukp'i 
Taylor  St.  Br.  oTer  clil- 

4,010  00 

1,060  00 

4.D50<M      .  ' 
13.886  «e...  - 
iltMU     

«9,91S9a| 

erjtaoB 

160.UH7 

14,51)17 

4841818 

79,601 «      ■■■ 

C.  T.  T.  R.  a  Co.-B  Br: 

8,830  87 

8,830  87 

p£HSiF.B-,.;oV.vii: 

3,940  00 
988 

3,940  00 

9Se 

"itfl^'iS'i"- 

'S"'?"'!."-""'"' 

987 

931 

Belt  Ry.  Br.  orerM.C, 

iX:fi:r:'i:'i:oi.-i 

BOS  38 

609  3t 

Ii3,mi« - 

i9inon 

iMTia 

4tias  ■:■' 

80,683  T    .—- 

6.66B7    - 

»9«S    1 

I0S.4B5T    

«,6*»f     

31*Tl     

W>'  

193  95 

7,719  SS 

9  37 

1,933  60 

360  00 

-13,05835 

198  95 
7.719  3C 
BS? 
1,93*81 
350  00 
1.330  4( 
~13,06B!M 
350  00 

Ljotu-miramlt^Roa^  Bp.. 

C.T-T,  R.R.Cc.^sBr., 

C.  T.  T.  R.  h.  Co.'s  Br.. 

A..T.4  S.F.R.  R. Co.'s 

A..  T.  «  8.  P.  R.  H.  Co,'« 
Br.,  over  D.  R.,  Seo.  B. 

August  28,] 
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C0NSTRUC3TION  CONTRACTS,  AUGUST  1,  1899. 


Amount 
Paid  to  Date. 

1 

RBXAIHXHO  TO  BB  KARNXD. 

BXKAININO   TO  BB  PAID  OK  YOUCHBBS. 

TotaL 

Main 
Channel. 

Bridges. 

TotaL 

Retained 
Peroentages. 

Unpaid 
Vouchers. 

Total. 

S  888.188  49 

$  884  074  59 
482,704  45 
208,180  651 
158,184  21 
217.287  06 
202.861  02 
889,846  00 
299,741  77 
898,502  08 
875,082  09 
688,810  92 
594,919  88 
484,259  4^ 
498,587  76 
917,825  8i; 

1,349,690  00 
940,975  8^ 
841,291  35j 

1,068,688  66 
755,880  92 
748,780  731 
797.495  98 

1.000,687  28 
819,4!SM  30j 

1,009,136  70 
841,571  92! 
860,566  081 
819,888  19 
931.457  lOi 
552,088  46| 
48,880  6ll 
198,745  9a 
106,876  80 
247,246  87 

$172,458  36 
81,205  32 
87,617  83 

$    172,468  86 
81,205  32 
87,617  83 

$    83,469  75 

8,921  27 

11,609  91 

$  80,644  15 
6,191  63 
3,160  56 

$  54,113  90 
9.118  90 

441,817  85 

222,901  11 

14,770  46 

158,184  21 

817,287  06 

819  32 
4,267  60 

••■••.     ••••■ 

810  82 
4,267  6U 

296,182  57 
289,846  00 

987  46 

1,888  80 

2,820  66 

801,578  41 

17,388  23 
8,813  88 
1,918  34 
8,114  06 

17,888  88 

8,818  sa 

1,918  34 
8,114  08 

1,881  64 
1,887  12 
7,846  75 
7,589  20 

1.881  64 

894.889  20 

1.387  18 

417,032  18 

84,108  86 
96,764  96 

41.950  18 

792,606  17 

104,294  26 

594,919  83 

484,259  40 

• 

496,587  76 

917,825  81 

1,856,585  66 

6,179  88 

715  88 

6.895  66 

940.975  86 

841,291  35 

1,068.688  66 

*" 

756.860  98 

••••••••••••••i 

748,746  98 
797,496  98 

16  85 

16  26 

1.001.267  28 

9,627  66 

9,687  66 

854  87 

875  63 

680  00 

819.424  30 

1,000.186  70 

841.571  92 

860,566  08 
819.386  19 

• 

981,457  10 

568,033  46 

64,840  56 

18,928  50 

55,510  60 

242,267  40 

6,118  09 

18,928  50 

56,610  6q 

242,267  4q 

6,118  09 

6,427  69 
21,488  56 
17,447  96 

6,789  26 

4,988  85 

86,941  85 

28,435  80 

466  89 

11,409  94 

842.170  71 

48,484  81 

146,759  56 

40.888  26 

854,443  02 

7,196  15 

18,058  85 

4,000  00 

18,666  66 

18.062  85 

1 

$15,446  87 

71,040  80 

298,564  09 

6,268  54 

477,970  24 

15,445  87 
71,040  20 

898,564  09 
6,858  54 

477,970  84 

4,060  00 

4,050  00 

12,666  66 
45.904  58 

145,687  58 
68,678  09 

160.125  29 
14,515  47 
48,118  58 
79,492  58 

45,904  58 

149,915  80 
67,806  09 

■*•••% 

4,228  22 

968  50 

4,888  28 

8,672  50 
988 

8,685  00 

160,184  67 

9  38 

14.515  47 

48.118  58 

850  00 

850  OQ 

79JK)1  90 

1 
1 

9  37 

9  87 

•  •  .■•••■••••■•■ 

167,898  50 

•• .  •  .| 

167,898  6Q| 

1 

118,071  84 
19.210  78 

112,062  46 
19,210  73 

1 

.     938 

9  88 

18.171  72 

12,880  89 
88,497  89 
60,678  38i 
4,442  70 
22,968  53 
71,109  6B 
88,275  07 
21,827  89 
88,329  89 

1 

172  07 

168  83 

8,600  78 

9  87 

934  50 

840  90 

41,008  57 
50,688  75 
5,666  70 
88,968  58 
106,485  74 
98,096  07 
81,997  89 
884S9  89 

I****** 

1 

8,600  78 

1 

9  87 

18,506  05 

18,506  05 

2M  ftO 

1,888  00 

% 

1 1 

1 

21.580  89 
.<wn  on 

18,845  00 

34.875  89 

8,096  88 

8.096  82 

350  00 

•  •••••••••«•••   '••••■•••■■■«•• 

1 

1 
1 

Angurt  a8,J 
VALUES- 

-60M— 

11899 
STATEUSNT  8H0WIMQ   CDNDtTlOH  0 

A>OD>T  UBni)  DUBiaS  JITLT.  USD. 

.-or^^«^  «>■,.,. 

D»eiOKiTio». 

Haln 
Cbannel. 

BridffM. 

S3: 

Total. 

C^Hl^ 

Klysr 
DlTerHan. 

BrldRsa.     GfBBi 

Wo»t^^m  eione  C-i.l  Br., 

1    15,083  68' 

Wjaa  bi 

1S.303  ffi 

10.058  38 - 

41.Wt  m 

b™™^  eiKt«-«' ^  Br. 

1  7,1M  SI 

B.<S1«0 

B,061« 

Lookport    HlKlm-W  Br. 

^"c^'to^"."'-"" 

K..  J.  i  E.  It.  li  Co,'. 

I 

"a.'.'i";,"-'.''-."-; 

1 

1 

S,SOOO[ 

5.«>0»^j.. 

-tun 

tlM.00aS6 

WS,6I8«j-$14T* 

Bwjiioer  HB,«»o.JST« 

$1.000,1M  88  li,3<B,l«BOB;»7l«< 

-.» 


August  23,J  _6006— 

CONSTRUCTION  CONTRACTS,  AUGUST  1,  1899-C5w?rtnw«d. 


ri899 


Amount 
Paid  to  Date. 

BEKAIKINO  TO  BI  BAJtmBD. 

1 

BUCAXKINS  TO  BB  PAIB  ON  YOUCUBBS. 

Total. 

-      ■ 

Main 
Channel. 

Bridges. 

Total. 

!   Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

$       15,968  63 

$       15,988  68 
25,782  48 
10,222  06 
10,066  28 
41,964  62 

» 

28,888  65 

$     1,670  54 

87  50 

1 

$        98658 
4.99410 

$  2,566  07 

15,808  68 

5,061  60 

10.068  28 

$    4,708  02 

$       4.708  02 

41,964  02 

( 

88,265  75 
45,627  26 
80,078  00 

36,265  75 
45,627  25 
80,078  00 

3,250  00 

666  25 
32,189  90 

406» 

2,187  50 

'*  2,608  75 

32,189  90 

$81,571,818  91 

$21,164,609  14 

• 

$588,999  21 

$l,in,091  73 

$1,760,090  94       $258,075  86 

$148,688  91 

$406,709  77 

AugBSt  33,  J 

CtUANTlTlES- 

-6006 

_-                                                                   [ISBV. 

STATEMENT   SHOWING   CONDITION    OF  CON 

«oc«T__m.Ny<m.,N8 

™....,««TC 

DBSIOKATION 

ilain  Chamil. 

hi 

Main  Chan«a 

Km-k. 
Cu.Ydfl 

Lin.  Ft. 

S£. 

0=.. 

Cn.  Td-"- 

II 

8.I100 

717 

TSH,180 

>7ilc86 
JM,W8 

■iS 

44.M0 

S3310 

1S.B8S 
ISA.SOO 

eslaoo 

s.a8s 

,s 

ft7,M8 

564,8(8 

378.008 

MO.sss 

390,B39 

I.i46.raa.] 

l,'J03,7lt9 

■as 

998.709 
1. 333,065 
l,!B*.7Be 

11 

3SJM 

aim 

ao,Ki.: 
6.in.' 

44,gli.^ 

BOO 

J,867 
4.0M 

S.TSS 
34  SOD 
4.<IB0 

400 

aio 

m 

C.  T.  T.  R.  R.  Co.'s  Bridso  oi»T  Chi- 

1 

: 

B.S78.5 
11,000 
I7.8W 

2,809 

T,4« 

pADhandle  BildseoTOT  Main  ChaDocl 

tmi 

c"r&TR  •R*'do"'i-^Vd^iVer 

^l''btntrTo''/':''f.^.*""    """' 

A..T.*8.F.R.R,  Co.'»  Bridee    over 

BellRaUway  Co.'s  Bridge  oyer  Main 

367 

95,S5S 
B.OM 
2,870 

800 

oe.si5 

1!,00« 
1,170 

LyonH-SiimmllRnad  Brldire  over  Dea 

C.^TTtR°Co^=;BHdi^-ov4rMalE 

C.  T.  T.  B.'r.  ^.-aBr.  OTOrDwpUlnes 

» 

m 

*Mii„*ia"s.n'' '""'"•"" 

360 

1.S80 

1.S30 
320 

1.170 

S4.9 

Chsnael.  Sec.  1« 

STRUCnON  C^NTKAf.'TS  AUatlST  1.  IBM. 

-6007- 

[18B9. 

;|         -^.-^r^l,  n.«.,N.N«  TO  «         l|                  PEUC.NT.OJ    CO- 

Blt>r  I»t,7»ion. 

Piles. 
Faet 

Masonry 

il<itf  Vhannel. 

'11 

ri 

=1 

1 

Coocrt 

H 

Kock. 
Cu.Td? 

Concr't. 
Cu.  YdB. 

oPii. 

cr^i 

iR^W 

Piles. 

a.Bar 

188,281 

14,618 

4,m 

1" 

IS 
IS 
IS 
IS 

1" 

100 

is 

40.48 

iS 

!!;S 

n«T 

100 

'SS 

100 

Is 

100 

"too 

100 
100 

100 
100 

IS 

48.HW 
B9,SW 

as 

'l:S 

1S,S83 

100 
100 

tl9 

90,7«0 
B3.5S0 

,s» 

las.Bjo 
a).30o 

S.800 
1.500 
12,000 

"o6 

100 
00 
100 
100 
100 

109 
100 

100 

i6.806 

00 

10.&l(l 

1.041  1    OO 

10^3 

1.431  ,M 

47.8-J 
IdO 



IS,000 

14.860 

II.Ma 

6M.89 

1 

^.H4 

109 

8.100  1 

S,T« 

SM 

&e8.w 

817.07 

1,181. BO 
449  « 

10-1 

, 

100 

.7. 

1.000 

.„ 

lOO 
OT.BT 

400 

89,785 

» 

[  aTBCOnON  COXTttACTB   AUtirST   1,  nat-Coittlnu 


u 

"""""  sssr'"^ '° "  ,: 

'"^SSi^.*""" 

Bwr  /»ttr«on. 

Feet. 

Ctonor'L 
CiuTde. 

Jfajx  Ckannil. 

-J." 

Ij 

1 
1 

Mb. 

Conor't 

dKi. 

«., 

Oloolal 

«■. 

."si's.. 

Mft»'7& 

Cu.Tds 

^11 

Plies. 

1,M1.M 

loo 

ICO 

™ 

SO 
00 

1 

S,8M 

Be 

104 
I.MO 

i;a« 
i.aai 

00 
I4.« 

iiis 



asB-DSB 

B'i.SW.6 

4G.e77.ll 

87B,0!S 

*19,S78 

« 

B6,m 

97.^ 

■sr 

i».8S 

tf.O» 

The  Clerk  presented  and  read  a  com- 
munication from  the  Board  of  Highvay 
Comfflisaioners  of  theTownof  Lemont  in 
reference  to  matters  connected  with  the 
Stephen  Street  Highway  and  Bridge 
across  the  Main  Channel,  which,  by 
unanimous  conaent,  waa  referred  to  the 
Committee  on  Engineering. 

ORDER    IN    HBFKBENCE    TO    PKOPOSAL8 

FOR    DBVELOPilENT    AND    LEASE    OP 

WATER  POWER. 

Mr.  Wenter  preeented,  nnd  the  Clerk 
read,  an  order  that  the  Committee  on 
Engineering  be  instructed,  in  conaider- 
ing  water  power  bida  thia  day  presented, 
to  recommend  no  proposal  which 
ahall  not  be  modiSed  ao  aa  to  contain 
three  clauses  for  the  protection  of  the 
Sanitar;  Diatrici: 

Firat.— A  clause  providing  that  no 
hydraulic  work  sliall  be  constructed 
which  shall  interfere  with  the  utilization 
of  the  canal  as  a  navigable  waterway 
between  the  lakes  and  the  Miaaissippi. 

Second. — A.  clause  providing  that  the 
Sanitary  District  or  Federal  Government 
may  make  any  change  in  location  or 
chacaoter  of  the  hydraulic  work  found 
necessary  for  navigation  purpoaee,  on 
payment  of  coat  of  aucb  alteration  or 
removal  and  a  reasonable  oonipenaation 
for  loss  of  power  during  such  time,  and 
that  no  vested  rights  shall  accrue  as 
against  the  plans  of  the  Federal  Qovern- 
ment  or  the  Sanitary  District  as  to  a 
navigable  channel,  an  express  waiver  of 
any  future  claims  of  rights  to  be  made; 

Third. — A  clause  providing  that  At  the 
expiration  of  ten  years,  or  any  period  of 
ten  years,  in  the  life  of  the  water  power 
lease,  the  Sanitary  Diatrict  or  the  City 
of  Chicago,  under  authority  of  the  Sani- 
tary District,  on  one  year's  notice,  may 
terminate  said  lease  to  the  extent  of  de- 
manding and  appropriating  so  much  of 
said  water  power  ss  may  be  necessary 
for  municipal  lighting  of  said  City  of 
Chicago  on  the  payment  of  reasonable 
and  appraised  compensation  for  money 
invested  and  improvements  made. 

Mr.  Wenter,  seconded  by  Mr.  Smyth, 
moved  that  the  order  be  adopted. 

Mr.  Carter,  seconded  by  Mr.  Kelly, 
moved  aa  an  amendment  that  the  order 
be  referred  to  the  Committee  on  Engi- 
neering. 

On  roll-cal!  on  the  motion  of  Mr.  Car- 
ter to  refer  the  order  to  the  Committee 


10—  \tm 

on  Engineering  the  vote  f-tood:  Yoos— 
Mesera,  Carterand  Kelly— two.  Nays- 
Messrs.  Boldenweok,  Biadcn.  Jones, 
Smyth  and  Wenter— five.  Excused  and 
not  voting — Mr.  Eckhart— one. 

Upon  this  result  the  President  declared 
the  motion  to  refer  lost. 

On  the  suggestion  of  Ilr.  Jones,  the 
Board  then  decided  to  vole  on  tlie  adop- 
tion of  each  clause  of  the  order  sepa- 
rately, by  unanimous  consent. 

On  roll-call  on  the  motion  fortheadop- 
tion  of  the  flrat  clause  of  (lie  order  the 
vot«  stood:  Yeas— Messrs,  Boldenweck, 
Braden,  Carter,  Eckhart.  Jones,  Kelly, 
Smyth    and    Wenter  —  eight,      Nays- 


On  roll-call  on  the  motion  for  the 
adoption  of  the  second  clause  the  vote 
etood;  Teaa—  Messrs.  Boldenweck.  Bra- 
den. Carter,  Eckhart,  Jones,  Kelly, 
Smyth    and     Wenter— eight .       Nays- 


Mr.  Jones,  seconded  by  Mr.  Smyth, 
then  moved  to  lay  the  third  clause  on 
the  table. 

On  roll-call  on  the  motion  to  lay  the 
third  clause  on  the  table  the  vole  stood: 
Yeas— Messrs.  Jones  and  Smyth— two. 
Nays — Mesars.  Boldenweck,  Braden,  Car- 
ter, Eckhartand  Wenter — five.  Excused 
and  not  voting— Mr.  Kelly— one. 

Upon  this  result  the  President  declared 
the  motion  to  lay  on  the  taljle  lont. 

The  Board  then  proceeded  to  vote  on 
the  motion  for  the  adoption  of  the  third 
clause,  and  on  roll-call  tht)  vote  aCood: 
Yeas— Mesara.  Carter,  Eckhart,  Smyth 
and  Wenter— four.  Nays— Measrs.  Bol- 
denweck, Braden  and  Jones — three. 
Excused  and  not  voting — Mr.  Kelly ^one. 

_  ,.on  thiaresu 
then 
adopted. 

Mr.  Eckhart,  seconded  by  Mr,  Jones 
then  moved  that  all  bids  for  the  develop 
ment  and  lease  of  water  power  received 
this  day  be  rejected. 

On  roll-call  the  vote  stood:  Yeas — 
Meesrs.  Eckhart  and  Jones— two.  Nay 
— Messrs.  Boldenweck,  Bradon,  Carter 
Kelly,  Smyth  and  Wenter— six. 

Upon  this  result  the  President  declare* 
the  motion  for  the  rejection  of  bids  lost 


THE    ORDEU. 

"Ordered,  By  the  Board  of  Trtieteee 
of  (he  Sanitary  Dlatrict  of  Chicago, 
that  the  Committee  on  Engineering  be 
ii]Btruct«d,  in  the  con^ideratioD  of  the 
several  water  power  bids  this  day  pre- 
sented, to  recommeod  no  propoeai  which 
ahatl  not  be  so  modified  aa  to  contain  the 
following  clauaes  for  the  protection  of 
the  Sanitary  Dlatrict  and  future  interest 
of  the  Federal  Oovemment: 

First  —  A  clause  providing  that  no 
hydraulic  works  Hhall  be  constructed 
which  shall  in  any  way  interfere  with 
(be  plana  of  the  utilization  of  the  Drain- 
age Canal  as  a  portion  of  the  sreat 
naTigable  waterway  connecting  the  Takes 
with  the  MiasisBlppi  River  and  the  Gulf 
of  Mexico. 

Second — A  clause  providing  that  the 
Sanitary  District,  or  the  Federal  Govern- 
ment in  pursuance  of  Federal  legialation 
may  at  will  ba  free  to  make  any  allera- 
tione  in  location  or  character  of  the 
hydraulic  works  thus  created,  which 
may  be  found  necessary  for  navigation 
purposes,  on  (be  payment  of  the  actual 
expenses  of  such  alterations  or  removal, 
and  A  reasonable  compensation  for  loee 
of  power  during  such  time;  and  that  no 
vested  righle  shall  accrue  as  against  the 
plane  of  the  Federal  Government  or  the 
Sanitary  District  aa  to  a  navigable  chan- 
nel, and  tha(  there  shall  be  an  express 
waiver  of  any  future  oUim  of  vested 
righ(s  in  this  regard. 

Third — A  clause  providing  that  at  the 
expiration  of  ten  (10)  years,  or  at  the  ez- 
piratioa  of  any  period  of  ten  {10}  years 
in  the  life  of  the  water-power  lease,  the 
Sanitary  District,  or  the  City  of  Chicago 
under  authority  of  the  Sanitary  District, 
on  oii«  (1)  years  notice,  may  terminate 
the  life  of  said  lease  to  the  extent  of  de- 
manding and  appropriating  so  much  of 
aaid  irater  power  as  may  be  necessary 
for  municipal  lighting  of  said  City  of 
Chicago  on  the  payment  of  reasonable 
and  appraised  compensation  for  money 
invaatea  and  the  improvements  made, 


PRESENTATION   OF    BIDS   FOE    DEVKLOP- 
HENT  AND  LEASE  OP   WATER  fOW^ER. 

The  President  then  annouiceit  that  in 
conformity  with  the  advertiBement  in- 
viting "proposals  for  develepnient  and 
lease  of  water  power,"  dulv  published, 
giving  eixty  days'  notice,  the  Board 
would  now  proceed  to  open  bids  received 
in  reaponse  to  said  advertisemi'tit 


At  the  conclusion  of  the  rrailing  of 
the  bids  Mr.  Kelly, seconded  by  Mr.  Car- 
ter, moved  that  the  bids  just  rer'>jved  be 
referred  to  the  Committee  on  Kiigineer- 


Tbe  following  is  l*ie 


3. 

=  1 

Name  and  Addnsa  ot  Bidder. 

ill 

III 

. 

Eooiiomy   Llglit  &  Power  Co., 

S 

Clarence  Buckingham,  Chioairo, 

ADJOURNMENT. 


^^?<.. 


PROCEKDINGS 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


SUGUST  30.  1899. 


OFFICIAL   RECORD. 

PiiKiahed  bv  authujitji  nf  the  Board  o  Truatea 
of  the  Sanitarv  Dlstricl  o!  CliUaQO. 

REGULAR  MEETING. 

The  four  hundred  and  fifty-third 
regular  meeting  of  the  Board  of  TruBt«eB 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooma  of  tlie  Board,  Security 
Building,  Wednesday,  August  tlO,  1869, 
at  a  o'clock  P.  M. 


>B  roll-call  Messrs.  Boldenweck, 
BradcD,  Carter,  Eckhart,  Jones,  Kelly, 
Mallette,  Smyth  and  Wenter  —  uine 
membere,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

HINUTBS. 
The  minutea  of    the  regul&r  meeting, 
held  AnguBt  38,  1899,  were  approved  as 
printed,  on  motion   of    Mr.  Kelly,  sec- 
onded by  Mr,  Jones. 


The  Cltrk  pre  Ben  ted  t 


VOUCHERS. 
a  Tullowlng  Touchers: 


EnglneerlaKDepartmontfChief  Engineer's  roll.  August,  1899) t  l,!WO  00 

EnglneeiinE  DiipiLrtment  (DlTislon  of  ConEtructlon  roll.  August,  1899).     7,'lBa  25 
Engineering  Department   (Division  ot  Drafting  and  Deslgolng   roll, 

AugUBt,  1899) 2,500  ya 

EDglDMrlngDegmnment  (Diilsion  at  Records  roll,  August,  1899) 097  50 


Ctedcal  Department  (Clerk's  roll,  Auituat,  I899| ! 

Law  Department  (Atlornej's  roll,  August,  1S99) : ,f  l.iViS  34 

Law  Department  {Jollet  roll,  Aufpist,  1899) 4h'i  3+ 

Treasury  Uapartment  (Treaauroc's  roll,  AuEuat,  1S99) 

General  Account  (General  roll,  August,  1899) .f     S^  W 

Generul  Account  (Special  roll,  flrat  halt  August,  1890) 137  5U 

Oeaeral  Account  (Special  roll,  aecond  half-August.  1899) 19J  91 

General  Account  (Streams  Eia  mi  nation  roll,  August,  1899) 1*5  00 

General  Account  (Trustees' roll,  August.  1S90) 2,333  $1 


John  S.  KunnellB  (services.  General  Counsel.  Aiieuat,  II 


The  Inter  Ocean  (advertlelog  call  for  warrants) 

The  Chicago  Chronicle  Cumpanj  ladTertlalnir  call 
The  Chicago  TImes-Uerald  (advertising  cull  for 
The  Tribune  Company  (aovertl&iug  call  for  warrants) 

John  M.  Smjth  Company  (oilcloth) 

Orommes  &  Ullrich  (sundries) 

Youprhtogheny  and  Lehigh  Coal  Company  (coal) 

Hills  McCanna  Company  (pumps) 

F.  R.  McGregor  (expense) 

ThoB.  8.  Bell  (expense I 

Chas.  Werner's  Livery  Stable  <  livery) 

•John  C.  Schubert  &  Co.  (floral  design) 

•Joseph  F.  Haas,  Clerk  (expense) 


Wisconsin  Bridge  and  Iron  Conioany   (Section   E— C.  T.   T.   R.   R. 

Bridge) »  1.097  TO 

Heldmaler  &  Neu  [Section  13— Romeo  Highway  Bridge) 46  r.8 

Chicago  Crushed  Stone  Company  (Summit-Lyons  Road  Bridge) ■'»  20 

Crerar,  Adams  &  Co.  (Pan  Handle  Bridge) 53  -W 

Peter  Petersen  (Section  O— Eight-track  Bridge) inr  To 

James  Smith  (Section  M,  bricking  in  pump  boilers) 3~5  00 

Heggle  Bros,  (Becllon  M,  fittings  for  pumos) 44S  a) 

TheA..T.  &S.  P.  Ry.  Co.  (Section  N.  railroad  deviation) 388  58 

The  A.,T.  &S.  F.  Ry.  Co.  (Section  G,  railroad  deviation) 1«>3  88 

Chicago  Junction  Railway  Company  (Section  O— Pan  Handle  Bridge) .  ISTi  IS 

C.  T,  T.  R.  R.  Co.  I  Section  E.  temporary  bridge) M  ■'» 

C.  T.  T.  R.  R.  Co,  (Taylor  Street  Bridge) IBS  53 

C,  T.  T,  R.  R.  Co.  (Soctinn  0-Pan  Handle  Bridge) 313  00 

The  Belt  Railway  Company  of  Chicago  (Section  K,  temporary  bridge) ,  3,460  sa 

— ■ #  6.639  27 

Grand  toUl t  -23.6fi0  57 

'    *To  be  paid  br  warrants  nlch  Interest  ooupona  attached,  drawn  against  the  Tax  Levy  [or  IBM, 


Mr.  Carter,  seconded  by  Mr,  Went«r, 
moTed  tliat  the  vouchers  a&  read  aad 
ehon-n   above  be  approved  nod  ordered 

On  roll-call  the  vote  stood:  Yeas — 
Messre.  Boldenwecb,  Braden.  Carter, 
Eckhiu-C.  Joiies,  KeJly,  Maliette,  Smjth 
and  Wenter — nine,     Says — none. 

Upon  this  result  the  President  declared 
the  motion  carried, 

WEEKLY  BEFOIIT  ON  EMPLOYES. 

The  Clerk  preaented  a  report,  in  ac- 
cordance with  the  Rules,  showing  the 
number  of  persone  in  the  employ  of  the 
Dieitii^t  for  the  week  endbiic  August 
26,  IS&tf,  which  waa  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT : 

"CmoAao,  August  80.  IBM. 

To  tht  Sonorabie,  lli/  llfard  u/  TVihIm  of  the 
Banitari/  DitSrict  of  Chicago: 

Of.ntlkmbn— I  beg  leave  to  report 
herewith  the  niiinlier  of  employes  in 
each  deptrtment  for  the  week  ending 
August  ^i6,  ltj9[l,  as  the  same  have  been 
reported  to  me: 

Engineering  department 98 

Maintenance 9 

Clerical  department 6 

Law  d@partui<-nt 8 

Treaimry  department 1 

Police  fiepartment 38 

General 6 

Total  employee ISG 

Respectfully  Bubmitl«d, 
(Signed}  Johbph  F.  Haas, 


TO  AGREBHBNT 

WITB  CITY  OF  CHICAGO  POH  CON- 
STBUCnoS  OF  ERIDQE  AT  CANAL 
STKKET. 

Mr.  Smytb,  (^hairnian,  presented,  and 
the  Clerk  read,  a  report  from  the  Com.- 

nittee     on     Enji^neering,     traDsmitting 

orm  of  agreement  in  duplicate  between 
the  City  of  Chicago  and  the  Sanitary 
District  of  Chicago  tor  the  construction 

>f  a  bridge  over  the  Chicago  Blver  at 
Canal  Street,  the  report  recommending, 
that  the  President  and  Clerk  of  the  Dis- 
trict be  authorized  and  directed  to  exe- 
cute said  agreement,  and  that  when  said 

;ji;reemeDt  is  properly  executed  by  the 


Mr.  Smyth,  seconded  by  Mr.  Maliette, 
moved  that  the  report  bn  &dopt«d  and 
the  recommendations  contained  ther^n 
concurred  in. 

On  roll-call  the  vote  stood:  Yeaa — 
Messrs.  Boldenweck,  Braden,  Carter, 
Ecbhan,  Jones,  Kelly,  Maliette,  Smyth 
and  Wenter — nine.    Nays — none. 


The  following  is 

THB  REPORT; 

"Chioaoo,  August  SB,  1899. 

To  tbt  Hanorablt.  iht  Board  of  Truttea  of  tht 

Sanitary  DUtriet  of  Chicago; 

Obktlehen — The  Committee  on  En- 
gineering reports  that  it  has  had  under 
consideration,  form  of  agreement  be- 
tween the  City  of  Chicago  and  the  Sani- 
tary District  of  Chicago,  providing  for 
the  construction  of  a  bridge  over  the 
Chicago  River  at  Canal  Street.  The 
terms  of  said  asreemeDt  are  substan- 
tially as  follows: 

The  Sanitary  District  agrees  to  con- 
struct a  new  bridge  of  the  Bascule  type 
at  an  estimated  cost  of  seventy  thoustuid 
dollars  ($70,000.00)  across  the  South 
Branch  of  the  Chicago  Bivec,  (it  Canal 
Street. 

The  City  of  Chicago  agrees  to  pay 
thirty-flve  thousand  dollare  (|8S.O0O.O0), 
to  be  applied  by  the  District  upon  the 
cost  of  said  bridge. 

The  District  also  agrees  to  convey  cer- 
tain property,  described  iu  eajd  agree- 
ment, to  the  city  as  part  consideration 
of  the  contract. 

But  the  District  reserves  the  right  of 
easement  over  and  upon  the  property 
conveyed  for  any  work  of  construction 
which  it  may  undertake,  or  for  any  oF 
its  corporate  purposes  not  incompatible 
with  the  operation  of  the  bridge  when 
completed. 

The  District  also  agrees  that,  in  case 
the  cost  of  constructing  said  bridge, 
including  the  cost  of  the  loads  conveyed 
by  said  agreement,  falls  within  the  sum 
of  seventy  thousand  dollars  ($70,000.00), 
to  refund  one-half  (J>^)  of  the  di&erence 
t>etween  the  actual  cost  price  thereof 
and  the  sum  aforesaid  to  the  City  of 
Chicago. 

This  agreement  further  providee  that 
the  bridge  shall  be  either  of  the  Scberser 
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BAUinK  Lift  Bridge  deeign  or  the  deeign 
invented  bj  M.  G.  Bchiake,  of  Milwau- 
kee, WiBOonein,  or  any  other  Bascule 
etyle  of  bridge  satisfaotorr  to  the  Engi- 
Deer  of  the  City  and  the  Chief  Engineer 
of  the  District. 

The  Committee  recommends  that  the 
Preeident  and  Clerk  of  the  District  be 
authorized  and  directed  to  execute  said 
agreement  on  behalf  of  the  District; 
and  that,  when  the  said  asreriment  is 
properly  executed  br  the  Citj  of  Chi- 
cago, a  copy  thereof  be  placed  on  file 
with  the  Cleik  of  the  District. 

BeepectfuU;  submitted, 
(Signed)  Thomas  A.  Smyth, 

Chairman. 
J.  P.  Mallbtte, 
Jos.  C.  Bn*DK!i, 
b.  a.  eckhart, 
Prank  Wbstbr, 
Thomas  Kellt, 
Alex.  J.  Jones, 
Wm.  Boldeswkck, 
Vommiltee  on  .Engineering 
(Accompanied  by  form   of  agreement, 
specif! cations  and  plans  in  duplicate.) 


CL08INO  OF  OFFICES  ON  LABOB  DAT. 

Mr.  Braden  presented  and,  seconded 
by  Mr.  Eckbart,  moved  the  adoption  of 
the  following 

ORDER: 

"Ordered,  That  the  offices  of  the  Sani- 
tary District  of  Chicago  b«,  and  they 
are,  hereby  ordered  closed  on  Monday, 
September  4,  IB99,  the  same  being  Labor 
Day,  a  legal  holiday." 


ASJOITRNHSNT. 

On  motion  of  Mr,  Eckhart,  seconded 
by  Mr.  Smyth,  the  Board  then  ad- 
journed. 
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PROCEEDINGS 

—OF   THE— 

Board  of  Trustees 

Sanitary  District  of  Chicago. 


SEPTEMBER  6,  1899. 


OFFICIAL   RECORD 
0\e  BanUary  DitMct  of  Chicaoo. 


REGULAR  MEETING. 

The  four  hnndred  and  Sft^-fourth 
regular  meeting  of  the  Boftrd  ot  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  the  rooms  o(  the  Board, 
Security  Building.  Wednesday,  Septein- 
bet  6,  18S9,  at  3  o'clock  P.  H. 

On  roll  call  Hessra.  Boldenweck,  Bra- 


den,  Carter,  Eckhart,  Kelly,  Mallette, 
Smith  and  Wenter  —  eight  members, 
were  present,  Mr.  Jones  arriving  sub- 
sequently. 


The  minutes  of  the  regular  meeting 
held  August  80,  ISM,  were  approTed  as 
printed  on  motion  of  Mr.  Eelly, 
seconded  by  Mr.  Mallette. 


•VOUOHERB. 

The  Clerk  sreseoted  tbe  followlDi;  vauchers: 


HiyeaBros.  (Section  Ifl,  SapWmber  1, 1809) »  7,661  Ofi 

HeldiDftier  &  Neu  (Ssction  17.  Ssplember  1,  IB99) 86,293  15 

Heldm«ier  &  Neil  (Section  12.  Romeo  Bridee) SSS  00 

HeldniBier  &  Neu  (Section  E—C,T.  T.  R.R,  Bridge) 1,474  29 

GabsD  &Byrne  (Section  18,  Bepteraber  1,  1889).... 20,348  73 
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Backley  ft  Petersaa  (Section  S.  LgdiudI  Hl^bwa;  Bridge) $     525  00 

HalTertoD,  Ricbards  ft  C«.  (Section  E,  teeptsmbnr  1,  IHUO) 1,470  07 

0»han  &  Bjrne  (SectioD  G.  September  1,  ISM) 3,«9  20 

OahBn&Byrna  (ScctiOQ  H,  September  1, 1899) 192  71 

Christie  &  Lowe  <8ectl*D  K,  Septernberl,  1899) 2,105  60 

UftjesBros.  et  al.  iSoctlon  N,  September  1, 1899) 8.313  58 

Hayes  BroB.  et  al.  (Section  O,  September  1,  1899) 1,374  40 

McArthur  Bros.  Company  (Section  O,  eigburaclt  bridge' 8.833  35 

McArthur  Bros.  Company  (Section  O,  eleht-tcack  bridge) 14,880  00 

McArthur  Bros.  Company  (Section  O— R.  W.  BoulcTird  Bridge) 46  t8 

Lydon  &Dreirs  Company  (Chicairo  RiTerd redding) 4,555  35 

LydoD  &  Drews  Company  (By-paes,  Chicago  River) 29,430  SI 

GriffitbB&McDermott  (Bt-pasB,  Cbicaeo  River) 1,307  50 

Francis  Beldlor  &  Co.  (Section  O,  Pan  Handle  Bridge) 510  63 

Feter  Petersen  (Section  O.  eiglit-lracl(  brldfte) 314  S8 

Ge«.  M.  Hqse  (Section  O,  pumping  plant) 12  70 

«I37,064  UO 

John  P.  Hlgglna  (printing  Froceedlnga,  etc..  Angust,  1899) $       S8569 

Total (137,449  59 

•Tobspddbywwnuite,  with  interoBtcaaponaattacbod.  drawn  acalnat  the  TaiLeTjr  for  IBM. 


Mf .  Carter,  seconded  by  Mr.  Weater, 
moved  that  the  voucfaerB,  na  read  and 
shown  above,  be  approved  aad  ordered 
paid. 

On  roll  call  the  vote  etood:  Yeaa — 
Messrs.  Boldeawecfe,  Braden,  Carter. 
Eckbart,  Jones,  Kelly,  Uallette,  Smyth 
and  Wenter — nine.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQUISmONB. 


No.  930,  Law  Department  (sta- 
tionery)  I  35  25 

No.  963,  Police  Department  (two 

car-loads  coal) 850  00 

Mr.  Mallette,  seconded  b;  Mr.  Braden, 

moved  that  Requisition  No.  830,  as  read 

and  shown  above,  be  allowed. 
On  loU-call  the  vote  stood;    Yeas — 

Mt>Bara.     Boldenweck,  Braden,    Carter, 

Eckbart,  Jones,  KeUy,   Mallette,  9myth 

and  Wenler — nin&    Nays — none. 
Upon  this  result  the  President  declared 

the  motion  carried. 

Mr.  Mallette,  seconded  by  Mr.  Smyth, 

then  moved  that  Requisitinn  No.  963,  as 

read  and  shown  above,  be  allowed. 


Eckbart,  Jones,  Kelly,  Hallette  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

PURCHASE  OF  UIUEOQRAPH. 

Mr.  Jonea,  seconded  by  Mr.  Eckbart, 
moved  that  the  Clerical  Department  ba 
authorized  to  purchase  a  mimeograph. 

On  roll-call  the  vote  stood;  Yeas — 
MeBsrs.  Ekildenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kellj',  Mallette,  Smyth 
and  Weuter- 


Kelly, 

M.     Nj 


WEEELY  RRPORT  ON  EMPLOYES. 

The  Clerk  presented  a  report,  in  ac- 
cordance with  the  Eutes,  showing  the 
number  ot  persons  in  the  employ  ot the 
District  for  the  week  endinfc  September 
2,  1890,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THB  BBPORT : 

"ChicaOo,  Septembers,  189B. 

To  the  HoHorablt,  the  Board  of  Tnuteet  o/Om 
Sanitary  BMrici  of  CAieago: 

Ge:ntlembn~I  bep;  leave  to  report  here- 
with the  number  of  emplofes  in  each 
department  for  the  week  ending  Sep- 
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tember  8,  1690,  as  the  same  have  bean 
reported  to  me : 

Enj^eering  department 100 

MamtenancA  account. 9 

Clerical  department 5 

Iaw  department 8 

Treasury  department 1 

Police  department 28 

Qeneral 6 

Total  employee 167 

Respectfully  submitted, 

(Signed)  Joseph  F.  Haas, 

Cltrk." 


REPORT   IN    REFERENCE  TO    BXECCTIOH 
OF  A6REBHENT  WITH  CHICAQO  JDNC- 
TIOH  RAILWAY  COMPANY  FOR  TRANS- 
FER OF  CERTAIN  TRACKS. 
The   Clerk   preaeoted  and   read  a  re- 
port transmitting   the  agreement    with 
tbe  Chicago  Junction  Railway  Company 
for  the  transfer  of  certain   tracks,  the 
report  eettinK  forth  that  said  agreement 
has  been  duly  executed  by  the  said  rail- 
way company  and  also  by  the  President 
and  Clerk,  as  authorized  by  the  Board  at 
the  meeting   held  August  2,  189H,  (page 
S9T2  of  the  FroceedinKs),  and  a  dupli- 
cate   copy    of    same    delivered    to  said 
company,  and,  therefore,  recommending 
that   said   agreement   be   printed    ana 
placed  on  file. 

By  ananimoue  consent  the  report  was 
ordered  received,  and  with  accompany- 
ing agreement  printed  and  placed  on  file. 

The  following  Is 

THE  REPORT. 

"Ohicaoo,  Sept.  6,  1899. 


GsMTLBUEH— I  herewith  transmit  the 
agreement  dated  Augusts,  1699,  between 
the  Chicago  Junction  Railway  Company 
and  the  Sanitary  District  of  Chicago  in 
reference  to  the  transfer  of  the  tracEs  of 
the  Chicago  Terminal  Transfer  Railroad 
Company  to  the  right  of  way  of  the 
Chicago  Junction  Railway  Company,  the 
same  having  been  duly  executed  by  the 
railway  company  and  also  by  your 
President  and  Clerk,  as  authorized  by 
the  Board  of  Trustees  at  the  meeting  held 
Augusts,  1899(page6973of  theProcoed- 
inge),  and  aduplicatecopyof  same,  duly 
executed,  delivered  to   said   company; 
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and  I  therefore  recommend  that  said 
agreement  be  printed  and  placed  on  file. 

Respectfully  submitted. 
Signed)  Joseph  F.  Haas, 

Cltrk." 

The  following  is 

THE  AQBEEMBNT; 

Thi»  Agreement,  Made  and  entered 
Into  this  2nd  day  of  August,  A.  D.  1809, 
by  and  between  the  Chicago  Junction 
Railway  Company,  party  of  the  first 
part,  and  the  Sanitary  District  of  Chi- 
cago, partr  of  the  second  part,  wit- 
nesseth:    That 

Whereas,  The  railway  tracks  of  the 
Chicago  Terminal  Transfer  Railroad 
Company  are  located  near  the  intersec- 
tion of  Ash  Street  and  Thirty-second 
Street,  Chicago,  IltinoiH,  as  shown  by  the 
yellow  tines  on  the  plan  hereto  attached, 
marked  "Exhibit  A";  and 

Whereas,  The  party  of  the  second 
part  desires  to  have  the  said  tracks  of 
the  Chicago  Terminal  Transfer  Railroad 
Company  moved  easterly  upon  the  right 
of  way  of  the  party  of  the  first  part,  as 
shown  by  the  westerly  red  line  on  said 
plan,   for   the  purpose   of  allowing  the 

Earty  of  the  second  part  to  construct  a 
ridge  across  the  Drainage  Canal  near 
said  place] 

!fow,  therefor;  In  consideration  of  the 
premises  and  the  sum  of  one  dollar 
(fl.OO)  in  hand  paid  by  each  of  the 
parties  hereto  to  the  other  party,  the 
said  parties  hereto  mutually  covenant 
and  agree  as  follows,  to-wit:  Baid  party 
of  the  first  part  covenants  and  agrees 
with  Bald  party  of  the  second  part 
to  enter  into  a  contract  with  said  Chi' 
cago  Terminal  Transfer  Railroad  Com- 
■MXij  to  permit  said  Chicago  Terminal 
Transfer  Railroad  Co.  to  move  its  tracks, 
as  aforesaid,  upon  certain  terms  and 
conditions  to  be  set  forth  in  the  said 
contract;  and  said  party  of  the  secoud 
part  covenants  and  agrees  that  it 
will  pay  to  said  first  party  as  rental 
for  the  use  of  the  said  rl^ht  of  way 
of  said  first  party  by  said  Chicago 
Terminal  Transfer  Railroad  Company, 
the  sum  of  sixty  doUara  ($60.00)  per 
month  for  a  period  commencing  the 
24th  day  of  July,  A,  D.  1899,  and  ending 
when  the  said  Cbicaxo  Terminal  Trans- 
fer Railroad  Company  shall  have  re- 
moved its  railroad  tracks  from  the  right 
of  way  of  said  first  party. 
This  agreement  shall  be  binding  upon 
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the  aucceesois  and  aaalgaB  of  each  of  the 
{)artieB  bereU. 

Fn  Wiinfsa  Whereof,  The  parties  here- 
to have  CHUsed  theee  preeeDts  to  be  ex- 
ecuted by  their  duly  authorized  officers 
the  day  and  ;ear  first  above  written. 

(Signed) 

Chicago  Junction  Railway  Co., 
Br  J.  A.  Spoor, 

Preaidenl. 


Siiu'.lary  Dislrict  of  Chicago, 
Bj  Wh.  Boldenwsck, 

Pretident. 


APPROVAL  OF  REDnCBD  BONDS  ON   CON- 

T.  &  S.  i\  DRIDQBS  ACROSS  HAIN  CHAN- 
NEL ON  alCTION  8  AND  AT  TWENTY- 
SIXTEI  MTKEET  AT  WK8T  BND  OF  SEC- 
TION N. 

Mr.  Carter,  Cbairnian,  presented,  and 
the  Cterk  read,  a  report  from  the  Com- 
mittee oil  Finance  in  regard  to  the  ac- 
cppruiic6  of  two  bonds  in  the  sum  of 
$3,0U0  cadi,  furnished  by  the  Carnegie 
Uteel  CuDjp&nj,  Limited,  on  the  COQ- 
trsct  fur  ih9  superstructure  of  the  A., 
T.  Sc  S.  F.  Bridge  across  Main  Ghao- 
nel  on  Seetioo  8  and  also  on  the 
coDtract  foi  the  superstructure  of  the 
A,,  T.  &  H.  F.  Bridge  at  Twenty-sixth 
Street  at  west  end  of  Section  N,  in  lieu 
of  the  ori^■i^al  bonds  on  said  contracts 
given  by  eaiil  contractors  and  in  accord- 
anoe  wiih  the  action  of  the  Board  at  the 
mi?eiing  h^ld  July  36,  19911  (page  5B48  of 
the  Fri)ct''-diDg8},  the  report  recommend- 
ing thut  -'iaid  tionds  of  f2,000  each,  as 
herewitli  tiulimitted,  be  approved  by  the 
Board  of  Trustees. 


Mr,    Car 


,  seconded  by  Mr.  Kelly, 
luii  me  report  be  adopted  and 
niuiendations  contained   therein 


On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Koldenweck,  Braden,  Carter, 
Eukhart,    KsUy,    Hallette,  Smyth   and 

"Weiiler— Ri^ht,     Nays — none.     Excused 
and  not  Totiag — Mr.  Jones — one. 

_pon 
the! 


Th«  following  is 

TAB  REPORT: 

Chioaoo,  3ept«mber  S,  1399. 

To  t?u  SoHorabU,  Ihe  Board  of  Ttialen  of  tht 

Baytitary  Diitriet  of  Chicago: 

Gbntlbhkn— The  Committee  on  Fi- 
nance desires  herewith  to  report  that 
two  bonds  in  the  penal  sum  of  two 
thousand  dollars  each  have  l>e«'D  executed 
by  the  l^arnegie  Steel  Company,  limited, 
of  Pittsburgh,  Pa. ,  with  The  Uity  Trust, 
Safe  Deposit  and  Surety  Company  of 
Philadelphia  as  surety  thereon. 

The  Board  of  Trustees  at  tbe  meeting 
held  July  36,  169t>,  (page  3948  of  the 
Proceedings),  authorized  that  Ihe  bonds 
originally  filed  by  said  company  with  ita 
contracts  for  the  work  upon  the  super- 
structures of  the  A. ,  T.  &  8.  F.  Ry.  Co.  's 
Bridges  crossing  the  Main  Channel  at  the 
west  end  of  Section  "N"  and  Section 
"  8,"  respectively,  be  reduced  and  that 
the  bonds  in  the  sum  above  mentioned 
be  accepted  in  lieu  thereof.  The  Com- 
mitteeflnds  that  said  bondsare  in  proper 
form  and  that  tbs  surety  thereon  is 
sufficient. 

Your  Committee,  therefore,  reconi' 
mends  that  said  bonds,  as  herewith  sub- 
mitted, be  approved  by  the  Board  of 
Trustees. 

Respectfully  submitted. 
(Slcne.!)  Z.  R.  C*rtbii, 

b.  a.  eckbart, 
Frank  Wbstbu. 
Tbohas  Ebli.y. 


COMMUNICATION  IN  BBPGRENCE  TO  BID 
FOR  DBVBLOPMBNT  AND  LEASE  OF 
WATBR  POWER  AND  RETURN  OF 
CHBCKS. 


The  Clerk  presented 
from  the  Economy  Light  and  Power 
Company  in  reference  to  the  chwk  de- 
posited August  33,  1899,  with  their  bid 
for  development  and  lease  of  nntei 
power,  and  asking  that  said  check  W 
returned  to  them  by  Thursday  if  po»- 
Bible. 

Mr.  Braden,  seconded  by  Mr.  Wenler 
moved  that  the  communication  k>e  re 
ferred  to  the  Committee  on  Eiigineerin] 
with  power  to  act,  as  to  the  return  of  al 
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checks  deposited  August  28d  with  bids 
for  deyelopment  and  lease  of  water 
power. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  .Carter, 
Eckhart,  Jones,  Kelly,  Mallette.  Smj  th 
and  Wenter—nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

COMMUNICATION  FROM  SPECIAL  COMMIS- 
SIONERS CHICAGO  DRAINAGE  CHANNEL 
AND  ORDER  IN  REFERENCE  THERETO. 

Mr.  Carter  presented  a  communication 
from  the  Special  Commissioners  Chicago 
Drainage  Channel  with  reference  to,  and 
accompanied  by,  a  schedule  of  the  pay- 
ments now  due  employes  and  for  other 
disbursements  for  the  month  of  August, 
1899,  amounting  to  $2,855.55,  the  com- 
munication asking  that  the  Board  send 
a  check  for  payment  of  same  at  once. 

In  the  same  connection  Mr.  Carter 
presented,  and  the  Clerk  read,  an  order 
that  the  Clerk  be  directed  to  draw  a  war 
rant  on  the  Treasurer  of  the  District  in 
the  sum  of  $2,855.55  in  favor  of  the 
Clerk,  said  amount  to  be  treated  as  a 
special  emergency  fund,  to  be  used  in 
the  payment  of  pay  roll  and  bills  in- 
curred for  the  month  of  August,  1899, 
by  the  Commissioners  appointed  by  the 
Governor  of  tne  State  of  Illinois  under 
Section  27  of  the  Sanitary  District  Act, 
and  that  the  Clerk  shall  pay  said  Com- 
missioners the  amount  shown  to  be  due 
according  to  the  schedule  aforesaid,  duly 
certified  by  said  Commissioners,  the 
order  being  accompanied  by  a  duplicate 
copy  of  said  pay  roll  or  schedule  and 
also  certificate  in  reference  to  the  same. 

Mr.  Carter,  seconded  by  Mr.  Jones, 
moved  that  the  communication  be 
printed  and  placed  on  file  and  the  order 
in  reference  thereto  adopted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Ekskhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter— nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  COMMUNICATION: 

"Chicago,  111.,. Sept.  1,  1899. 

To  tJie  Honorable^  Uie  Board  of  Truaiees  of  tTie 
Sanitary  District  of  Chicago: 

GENTLKMEN—Herewith  find  statement 
of   account  of  expenses  and  salaries  in- 


curred by  the  Special  Commissioners  for 
the  month  of  August,  1899,  amounting 
to  $2,855.55,  for  which  please  send  us 
check  for  same  at  once,  and  greatly 
oblige, 

Yours  very  respectfully, 
(Signed)  Al.  F.  Schoch, 

Secretary,^^ 
The  following  is 

THE  SCHEDULE : 

''Items  of  expense,  pay-rolls  of  Englneer- 
iofi:  Department  and  salaries  of  the  Special 
Commission  for  the  month  of  Augfust,  1899: 

Enffineering  Department. 

J.  P.  Frizell,  Asst.  Enj^ineer,  August 
salary $250  00 

H.  A.  Potwin,  Asst.  Enjrineer,  balance 
July  salary 16  61 

H.  A.  Potwin,  Asst.  Engineer,  August 
salary 166  66 

W.  B.  Ewing,  Asst.  Engineer,  August 
salary 200  00 

I.  Watson,  Draughtsman,  August  sal- 
ary   100  00 

J.    Cammer,    Draughtsman,    August 
salary 100  00 

A.  L.  Keuhn,  Rodman,  salary  to  Au- 
gust 19th 44  08 

J.  D.  Hall,  Rodman,  salary  to  August 
10th 40  80 

E.  L.  Mayall,  Rodman,  salary  to  Au- 
gust 19th 40  80 

T.   F.   Foley,  Rodman,  salary  to  Au- 
gust 19th 40  80 

Sam  Trenary,  Rodman,  salary  to  Au- 
gust 19th 40  80 

J.  L.  Hall,  Rodman,  car  fare,  July.. .      5  30 

E.  Zarbeil, Transit  man,  car  fare,  July     13  65 

A.  L.  Kuehn,  Rodman,  car  fare,  July      5  13 

T.  F.  Foley,  Rodman,  car  fare,  JuVy . .      6  SO 

Sam  Trenary,  Rodman,  car  fare,  July      5  03 

E.  L.  Mayall,  Rodman,  car  fare,  July      5  91 

W,   B.   Ewing,  Asst.    Engineer,   car 
fare,  July 19  71 

A.  L.  Kuehn,  Rodman,  car  fare,  Au- 
gust        1  88 

Sam  Trenary,  Rodman,  car  fare,  Au- 
gust       2  15 

E.  L.  Mayall,  Rodman,  car  fare,  Au- 
gust       2  20 

T.  F.  Foley,  Rodman,  car  fare,  Au- 
gust        4  90 

J.  D.  Hall,  Rodman,  car  fare,  August      2  20 

A .  L.  McDonald,  Asst.  Engineer,  sal- 
ary to  August  24,  1899 10  03 


Bepl«mber  6,J  g 

F.  E.  Craodall,  AsBt.  EagiDeer,  salary 

lo  August  M,  1899 $20  36 

E.  Zarbell,  Tranill  man,  August  ul- 

iry 100  00 

Linda  Weber,  labor  In  library 3  00 

Central  Ualon   TelipUone  Co.,  tele- 
phone mesBsges 3  15 

Woatera  Uolon  Telegraph  Co.,  tele- 

(rrams 1  45 

J.  P.  Frlzell,  trip  to  St  Paul 33  30 

H.   A.  Potnin,  AlsL   Knclncer,   car 

fare  for  August S  06 

Eueffel  &  Bsier  Co.,  lupplles 60 

Qeo.  B.  Carpenter  &  Co.,  sopplles. ...      0  88 

ChlcsgoTelepbODeCo.,  mesaaKes. 10  H5 

Murray  &  Co.,  awDiuga  for  office 9  DO 

J.  W.  A  Word,  Special  Engineer,  canal 

report 156  75 

Postal  Telegraph  Co.,  talefframs 51 

B.  Uletzgen&Co.,  aupplles 13  05 

Rand,  McSallj  &  Co.,  mapa 3  75 

E.  F.  Leonard,  services 50  00 

Offin  SHp,.tie>.. 
HIsB  Selby,  Stenographer  and  Clerk. 

Aujusl  salary 100  00 

Typewriter  rent  to  Beptembor  33, 1890      7  00 
Security  Deposit  Co.,  office  rent  to 

September  10,  189a 75  00 

Chicago  Towel  Co.,  AuguBt  rent 1  50 

Security  Deposit  Co.,  light   rent  to 

September  10 8  00 

P.  Heer,  supplies 3  GO 

Bam  Hanks,  Ice,  August  account 3  BO 

Commitiionm'  Salarlf. 
AlF.Bchocb,  per  diem  and  expanses, 

Aufust 303  00 

Isaac  Taylor,  per  diem  and  expenses, 

August 317  08 

Total Ki,355  55 


The  akOTt  account  bu  been  duly 
■zed  and  approved  by  the  Baard. 
(Signed)  la^ac  Taylor, 

PrttideKt. 

(Signed)  Al.  F,  Scbocb, 

Heeretary," 

The  following  is 

THE    ORDRK; 

"Ordtred,  Tiut  the  Clerk  be  uid  he  ia 
hereby  direct«d  to  draw  a  warrant  on 
the  Treasurer  of  the  Dietriot  in  the  Bum 
of  two  thouaand  three  hundred  and 
flfty-flve  dollars  and  fifty-five  centa 
<93.36t>.6S)  in  favor  of  bimaelf,  aaid 
amount  to  be  treated  as  a  special  emer- 
gency fund  tio  be  uaed  In  payment  of 
pay- roll  and  bills  iucurreil  for  the 
month  of  August,  A.  D.  1899,  by  the 
GommlHsionerH  appointed  '<y  the  Gov- 
ernor of  the  State  of  IIIidoih,  under  and 
by  virtue  of  Section  27  of  an  act  entitled 
'An  act  to  create  Sanitary  Districta  and 
to  remove  obstructions  in  the  Deeplaines 
and  Illinois  Rivera,  and  the  dams  at 
Henry  8>nd  Copperas  Creek,"  approved 
May  29,  1889,  In  force  July  1,  1B8». 

Ordered.  fuHher,  That  the  Clerk  shall 
pay  to  said  Commissioners  the  amount 
shown  to  be  due  according  to  a  schedule 
of  pay-roll  and  bills  incurred  as  afore- 
aaid,  duly  certified  by  said  Commis- 
sioners." 

ADJOURNMBNT. 


4^K.- 


PROCEEDINGS 

—OF   THE— 

Board  of  Trustees 

—OF    THE— 

Sanitary  District  of  Chicago. 


SEPTEMBER  13,  1899. 


OFFICIAL   RSCORD. 

Pttbliihed  by  aathiirllii  af  Ihe  Hoard  o  TrtttttM 
of  tht  SanUani  DIslHet  0/  Chltaao. 

REGULAR  MEETIN8. 

The  four  hundred  and  flfty-flfth 
regular  meeting  of  the  Board  of  TruBteea 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Buildins,  Wednesday,  September  18, 
1890,  at  2  o'clock  P.  M. 


On  roll-call  Meeers.  Boldpnweclc, 
Brad  en, Carter,  Eckhart.  Jones,  Muiletbe, 
Smyth  and  Wenter — eight  membera, 
were  present. 

President  Boidenweclc  then  called  the 
Board  to  order. 

MrarrraB, 

On  motion  of  Mr.  Carter,  seconded  by 
Mr,  Uallette,  consideration  of  the  min- 
utes of  the  regular  meeting  held  Sep- 
tembw6,  1699,  was  postponed. 


VOUCHERS. 

SDted  Ibe  lolloirlng  Toucbtrs: 


llfred  L.  RoUbius  Compatjy  uIhm  tubing) t  3  80 

darsbHll  Field  &  &i.  (aigiial  rliiBS) 4  5S 

(Veitern  Baak  Hole  e.oJ  Eagraviag  Coiiipaiir  (cnvelopeB) 5  St) 

ThB  QmUhdrp-Wnrctn  Frintiiiir  l.'ompany  (prlnUng) aS  50 

Goes  Lithographing  Compan;  (leller  heads) 37  00 

".  F.  Fettiboae&Co.  (slationerj: 3fi  04 


BepWmber  18,]  8024 

Tbayer  &  JackeuD  Stationery  Cunipmjy  (Btatioaer;) 

DunnieoD  Manuf>cturiDg  Coinpaoy  (staippint;  t«gs) 

Westeru  Camcm  HaDuFHCturing-  Companj  (pboio  KuppUeK) 

Burke  &  James  IpbolO  supplies) 

Wy^aat  &  Ayres  |rent,  Corwith,  June,  July  anil  AuKunt,  1890  

J,  H.  Alexander  (rent,  Lotk|K)rt,  Aujrust,  18ffll) 

Hans  iBak  (zsuee  reading) 

Tbe  Waukesha  Water  Company  (water) 

Henry  Flit(rB(hBnlware) 

R,  Beellff  (gaujte  boardB,  etc.  I 

The  Frederick  Post  Company  (draftfoB  auppllesj 

EuRene  Dietzgea  Uouipaay  (drafclnj[  supplies) 

Pearson  Bros,  (blue  prlote) 

J.  8.  Hull  (enpeaae) 

*EeuSel  &  Esser  Cooipany  (drafting  supplies) 

'I^Datz  Novak  &  Co,  (coal  1 

•Robert  W.  Hunt  &  Co.  (bridge  material  iuspeDllon) 

•Sopar  Lumber  Company  (pine  stakes) 

*The  Canal  CommisslonerB  (tospectlng  Dam  No.  I.August,  ia9S).. 

•H.  B.  Aleiander  (expense) 

*W.  T.  Keating  (expense) 

■G.  M.  Wlsner  (expense) 


;1T60 

!T«J 

IDOD 

Ifl  8S 

4:180 

au  as 

■a  40 

11  81 

Adams  Express  CouipBDy  (expresEagu) 4 

Dunbam  Towing  and  Wrecking  Company  (coal) 

Douglas  Park  Llyery  (livery) 

George  E.  Haaeltlne  (livery) 

Wagner  Bros,  (livery) 

Philip  Frovencal  (carpenter  work) 

Rohert  E,  Hills  (flttlngs) 

F.  R,  McGregor  (expense) 

*J.  R.  McKay  Irooflng) 

Thus.  F.  Parry  (engresslng) 

•Security  Deposit  Company  (rent,  Bepteiiiber,  IM99) 

'Arthur  R.  Reynolds  (csllectlng  sainplee  of  water) 

•Edwin  E.  Howell  (account  modeli) I 


\    Ura.  A.  Hartwig  (laundry) * 

t  Standard  Oil  Company  (oil) 


VW.  H. 
•Kip.  ( 


^.  H.  Salisbury  &  Co.  (rubber  boots) 

1.  O'Connell  (sundries) 

H.  \A.  Kettering  (sundrlss) 

He^le  Bros,  (boiler  repairs) 

Barrett  ijardware  Company  (bardware) 

H.  B.  Aleiander  (expense) 

"Illinois  Oil  Station  (oil) 

•Dearl>om  Dfugand  Chemical  Works  (boiler  eompoun 

'Weavor  Coal  Company  (coal) 

'Weave'-  Coal  Company   (coal) 


Ljiion  ft  Drews  Company  iBr-pa6BChlcttB0Rl\er) t  l.O: 

Lj-don  &  Draws  Company  iBy.pas*  Chicago  Rlrer) 3,8H 

Grlfflthi  &  McDerraiitt  (By-paas  Chicago  River) 61 

C'bkai^  Brid^  anil  Iron  Company  (Taylor  St raat  Brid^) 

Hayea  Urua.  (iSoctlnn  0.  pumping  plant) 

HojiG  Bros,  et  al.  (Section  S — Kedile  Areaue  roadway} 

HaWoraoti,  RlchurdB  &  Co.  (Summit  Road) 

SUhid.  Hoge,  K\ne  &  Co.  (Becllon  S,  repairing  nalle  I 

The  J.  G.  Wagner  Company  (Jefferson  Street  temporary  bridge) 

The  CommlsfllonerB  of  Hlgawars,  Township  of  Lockport,  Will  County. 

Ill  (LoekpoM  Road) 780  01 

Doloae  &  Shepard  Company  (By-pftsB) ' B6  01 

Ueo.M.  Hubs 'Section  O-Pan  Handle  Bridge) 78  0 

Peter  PetersoB  (Section  O— cement  warehouse) S60  5 

Griffiths  &  McDarmotl  (By-pass  superetrueture' 36,215  3 

McArthurBroB.  Company  [Section  0—ElBht-tr»ck  bridge) 8,801  S 

Oahnn  &  Byrne  (Section  \i) 8,840  0 


tt  coupons  attached,  drawn  ai 


It  tbe  Tax  Levy  Tor  ISM. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moTed  that  the  vouchers  as  read  and 
ahown  above  be  approved  nnd  ordered 
paid. 

On  roU-oall  the  vote  stood;  Yeas — 
Heesrs.  Boldenwecb,  BradeD,  Carter, 
Ecbhart  (except  as  to  unuehera  in  /otw  of 
Danhint  Toieing  and  tVreckinq  Vomparty 
for  fJl.OO.  Philip  Piorencat  for  f 6  85, 
Jiobert  E  Hills  fur  $7.07  and  P.  E.  Me- 
Oregmr  for  $8  80,  on  all  of  which  he 
toted  nay).  Jones,  Mallette  'except  ob  to 
rancher  in  faror  of  Edicin  E  Howell  for 
$1,500.00  on  which  he  voted  naijU  Smyth 
and  Wenter  —  eixhl  [except  as  abone 
Klafed).  NajB — none  (except  as  at 
gtaled). 

Upon  this  result  the  President  declared 
the  motioD  carried. 

RBQUISITION. 

The    Clerk   presented    the    following 

requisition: 

No.  M4,  Police  Department  (sun- 
dry eupplies) |1S  00 

Mr.  Mallette,  seconded  by  Mr.  Braden, 

moved  that  Requisition  No.  964,  as  read 

and  shown  above  be  allowed. 
On   roll-call  the  vote  stood:    Yeas— 

Hesare.    Boldenweck,    Braden,    Carter, 

Bckhart,  Jones,  Mallette,    Smyth   and 

Wenter — eight.    Nays — none. 


WSBRLT  REPORT  ON  EHPLOYBS. 

The  Clerk  presented  a  report.  In  ac- 
cordance with  the  Rules,  ehowiuf;  the 
number  of  peraons  in  the  employ  of  the 
District  tor  the  week  ending  September 
9,  IB99,  which  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  OD  file. 

The  following  is 

THE  REPORT : 

"Chicaqo,  Sept.  18, 1899. 

To  thi  Baaorable,  the  Board  uf  Trvtea  of  the 
Sanilary  Oiatritt  of  Chicago: 

Obntleukk— I  beg  leave  to  report 
herewith  the  number  nf  employes  in 
each  department  for  the  week  ending 
September  9, 1899,  aa  the  same  have  been 
reported  to  me: 

Engineering  department 100 

Hamtenance - * 

Clerical  department S 

Law  department 8 

Treasury  department 1 

Police  department 28 

General •    6 

Total  employes 107 

Reepecttully  submitted, 
(Signed)  JOBEPH  F.  HiAS, 

Cfcrfc" 


September  18,  J 


—6026— 


[1899 


MONTHLY   REPORT  FROM   CLERICAL 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
August,  1899,  which  was  read,  and,  by 
unanimous  consent,  was  orderied  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT  : 

"Chicago,  Sept.  1, 1899. 

7b  tTie  Sbnorablet  the  Board  of  Truateet  of  the 
Sanitary  District  of  Chicago: 

Gentlemen— I  herewith  submit  the 
report  of  the  Clerical  Department  for 
the  month  of  August,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  $557,947.88,  of  which 
amount  the  sum  of  $1,607.82  was  paid  in 
regular  warrants,  $314,401.05  in  1899  tax 
lev  J  warrants,  and  the  sum  of  $841,988.46 
by  the  Treasurer  of  the  District,  for 
which  no  warrant  was  required.  Of  the 
amount  paid  by  the  Treasurer  the  sum 
of  $235,748.69  was  for  1898  tax  warrants 
redeemed,  and  $6,189.77  for  interest  on 
warrants  redeemed. 

The  total  amount  expended  on  account 
of,  and  charged  to,  the  Clerical  Depart- 
ment during  the  month  of  August  was 
$2,125.57,  of  which  amount  the  sum  of 


$2,086.66  was  for  salaries  and  $88.91  for 
general  office  expenses. 

There  are  no  outstanding  liabilities 
against  the  Clerical  Department  and  the 
expenditure  for  the  present  month  will 
be  about  $1,200.00. 

The  total  amount  expended  for  account 
of,  and  charged  to,  the  (General  Account 
during  the  month  of  August  was  $10,« 
925.22,  divided  as  follows: 

Rent  for  August,  1899 $  498  88 

Printing 255  79 

Streams  examination 1,243  17 

Salaries 5,684  57 

Advertising 614  00 

General  expenses 1,635  16 

Telephone  service -. .  1,094  20 

Total $10,925  22 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$3,000. 

Of  the  total  amount  of  1896  tax  levy 
warrants  issued  there  is  now  outstand- 
ing the  sum  of  $11,872.05;  of  the  1897 
tax  levy  warrants  issued  there  is  now 
outstanding  the  sum  of  $15,000;  of  the 
lb98  tax  levy  warrants  issued  there  is 
now  outstanding  the  sum  of  $378,0^2.18, 
and  of  the  1»99  tax  levy  warrants  there 
is  now  outstanding  the  sum  of  $1,465,- 
939.96. 


The  following  is  a  tabulated  statement  of   total  expenditures  for  the  month 
of  August,  1899. 


Account. 


Engineering  Department 

Construction 

Clerical  Department 

Law  Department 

Treasury  Department 

General 

Police  Department 

Maintenance 

Capitalization  and  Maintenance 

Joseph  F.  Haas,  Clerk 

1U98  Tax  Warrants  Redeemed. . 
Interest  on  Tax  Warrants  Re- 
deemed  


Regular 
Warrants. 


$       497  17 


88  9L 
86  23 


951  10 

4  00 

80  89 


Total 


$    1,607  82 


1899 
Tax  Levy 
Warrants. 


$  23,217  13 

215,141  22 

2,086  66 

6,067  29 

833  83 

9,974  12 

4.836  68 

2.546  72 

47,591  00 

2,606  90 


$314,401  05 


Paid  by 
Treasurer. 


$285,748  69 
6,189  77 


$241,988  46 


Total  for 
Month. 


$   23,714  80 

215.141  22 

2,125  57 

6,158  54 

883  88 

10.925  22 

4,840  68 

2,577  V 

47,5m1  01 

2,606  9( 

285,748  65 

6,189  7 


$557,947  3S 


(Signed) 


Respectfully  submitted, 

Joseph  F.  Haas,  Clerks 


MONTHLT  BBPORT  FROM  TBBASURY  DKPARTMENT. 

The  Clerk  preaented  a  report  from  the  TroBBury  DepartmeDt  for  the  month  o( 
August,  1809,  which  was  read,  and,  bj  unanimoiu  consent,  was  ordered  printed 
and  placed  on  lile. 

The  following  is  thk  RKPORT  : 

Jtietlpa. 

BalikncoouliiiudatclXeotlait  report t    1ES,4ig  M 

From  County  TrBinii»r,8anltBiTlH»trict  Tin  Aocoant (     300.000  00 

From  J.  F.  Hbhs,  CleiH,  Cooatmolion  Aoooant 78  00 

From  ChicBso  h'Rllonil  Bank,  Intereit  Acooant SU  M 


Total  coBb  reisiTed  for  montfa  . . 


Clarital  Dei«rtuieii 


DUiurtemmlt. 


Law  Dcpanmetit— Luid  Aoaonnt 

ScAtduU. 

» 

CblcMo  Natloiml  Baalt 

....a 

C'uicAuo,  September  0,  ISM. 


MONTHLY    REPORT  FROM   LAW    DEPART- 
HSNT. 

Tlie  Clerk  presented  a  report  from  the 
Law  Departmenl  for  the  month  of 
August,  18U9,  which  was  read  and,  by 
unanimoua  consent,  was  ordered  printed 
and  placed  on  iHe, 

Tbe  lollawlng  ia 

THE  RKPOBT. 

"Chicaoo,  September  18, 189S. 

To  Ihe  ITmorahlf,  l/,t  Board  of  Tniilta  of  t!u 
.S-tniUiry  TfUilri.'t  of  Chicago: 

Obntlehrh—  I  have  the  honor  to 
transmit  the  report  of  the  L^w  Depart- 
ment for  the  month  of  August,  1699. 

The  following  are  the  expenses  and 
disbursements: 

OENERAL 
Right  of  way  (Balwies>..$ 
Legul  servlres 


Total  expense  tor  AuEuit %  fi,L53  M 

A  great  deal  of  tbe  time  of  the  de- 
partment, during  the  past  month,  was 
taken  up  in  the  matter  of  tbe  District's 
Will  County  Bsaessments  before  the 
Board  of  R<BTiew  of  said  County  at 
Joliet.  The  repreeentatiYf s  of  the  Dis- 
trict have  succeeded  in  securing  a  reduc- 
tion of  twenty  per  cent,  on  tlie  assess- 
ment of  the  DuPage  township  lands 
owned  by  tbe  Sanitary  District,  altfaougb 
we  are  unable  at  this  time  to  state  what 
decision  was  reached  with   reference  to 


the  Lockport  and  Joliat  township  aaeeee- 
menta.  the  Board  not  yet  having  foimu- 
lated  their  decision. 

John  V.  Farwell  Co.  ve.  The  Sanitary 
District  of  Chicago  and  the  Lydon  & 
Drews  Co..  General  Numtwr  300,956,  in 
the  Superior  Conrt  of  Cook  County. 
This  ie  a  suit  in  case  for  ten  thousand 
dollars  (1 10,000). 

In  addition  to  the  above,  the  prepara- 
tion of  certain  ordinances,  together  with 
the  routine  work,  have  occupied  the  time 
of  the  department. 

Respectfully  submitted, 

(Signed.)         Charles  C.  Gilbert, 

Attorntt/." 

REPORT  IN  REFERENCE  TO  COMPLETION 
OF  CONTRACTS  FOR  SDPER9TRUCTDRE9 
OF  WIRE  MILLS  ROAD  BRIDGE  CROSS- 
ING RIVER  DIVERSION  CHANNEL  ON 
SECTION  IS  AND  ROMEO  HIQHWAT 
BRIDGE  CROSSING   MAIN  CHANNEL. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Ulerk  read,  a  report  from  the 
Committee  on  Engineering  in  refer- 
ence to,  and  accompanied  by  final 
certiBcatee  of  the  L-hief  Engineer 
and  AcliDg  Chief  Engineer  as  to 
the  completion  of  the  contracts  with 
the  Wisconsin  Bridge  and  Iron  Com- 
pany (or  the  superstructure  for  the 
Wire  Mills  Road  Bridge  crossing  the 
River  Diversion  Channel  on  Section  16, 
and  with  C.  L.  Strobel  for  the  super- 
structure for  the  Romeo  Highway  Bridge 
crossing  the  Main  Channel;  ihe  report 
recommending  that  the  President  and 
Clerk  of  the  District  be  directed  to  pay 
to  said  Wisconsin  Bridge  and  Iron  Com- 
pany the  sum  of  (3,649.SS  and  to  eaid  C. 
L,  Strobel  the  sum  of  $649  27,  in  full 
payment  for  work  done  on  said  contracte 
respectively,  upon  the  filing  with  the 
District  of  a  receipt  in  full  of  all  claims 
and  demands  arising  under  said  con- 
tracts respectively;  and  also  recommend- 
ing that  Ihe  adjustment  of  the  Chief 
Engineer  in  reference  to  the  contracts  of 
the  Wisconsin  Bridge  and  Iron  Company 
and  the  District  be  confirmed, 

Ur.  Smyth,  seconded  hy  Hr.  Jones, 
moved  that  the  report  bn  adopted  and 
the  recommendations  contained  therein 
concurred  in. 


The  following  is 

THE  REPORT: 


"Chicago.  Sept.  11,  laiw. 


Oentleueh— The  Committee  on  Engi- 
neering presents  herewith  final,  ceriifl- 
cate  ot  the  Chief  Engineer  of  the  District 
in  favor  of  the  Wisconsin  Bridge  and  Iron 
Company,  for  the  completiion  of  its  con- 
tract for  the  construction  of  t)ie  bridge 
crossing  the  new  channel  of  the  Des- 
plaines  River,  on  the  line  of  the  Wire 
Mills  Road,  in  Lockport,  Illioojs,  under 
the  terms  of  its  contract  dated  October 
88,  A.  D.  1898. 

The  Committee  also  presents  the  Snal 
certificate  of  Acting  Chief  Engineer 
Thomas  T.  Johnston,  in  favor  of  C.  L. 
Strobel,  Esq.,  for  the  coml)lelion  of  the 
erection  of  the  superstructure  of  the 
bridge  crossing  the  Uain  Channel  at 
Romeo,  on  Section  13,  under  ihe  terma 
of  his  contract  dated  August  £4,  A.  D. 


The  Chief  Engineer  of  the  District  in- 
forms the  Committee  that  he  hss  agreed 
to  remit  the  forfeiture  which  would  nave 
been  due  on  account  of  delay  in  com- 
pleting the  coritract  for  the  bridge  above 
mentioned,  in  consideration  of  eaid  Wig- 
consin  Bridge  and  Iron  Compan  j'a  agree- 
ment to  waive  its  claim  for  extras  un 
account  of  the  contract  for  the  construc- 
tion of  the  Chicago  Terminal  bridge, 
erected  hy  it  across  the  Mah)  Channel. 

The  Committee  advisee  your  Honor- 
able Body  that  it  has  duly  oonsidered 
each  of  the  final  certificates  aforesaid, 
and  the  subject  matter  of  the  OMiipletion 
of  the  contracts,  respectively,  and  the 
adjustment  made  by  the  Chief  En{;ineer 
with  reference  to  the  contract  of  the 
Wisconsin  Bridge  and  Iron  Company. 
and  recommends  as  follows: 

That  the  President  and  Clerk  of  the 
District  be  and  they  are  hereby  author- 
ized and  directed  to  pay,  in  the  uauul 
manner,  to  the  Wisconsin  Bridge  and 
Iron  Company  the  sum  of  three  thou- 
sand six  hundred  and  forty-nine  dollnrs 
and  twenty-five  cents  (|8,S49.9G)  in  full 


S*pteiDb«r  13,]  g 

payment  for  work  done  npoD  contract 
by  it,  U  above  mentioned;  and  to  0.  L. 
Strobel,  Esq.,  the  Rum  of  sis  hundred 
and  forty  nine  (to1l»ra  and  twentf-aeven 
centa  (f64B.2T)  for  work  done  by  him  on 
the  contract  aa  abore  mentioned  in  full 
payment  thereror.  wlienevereachof  said 
contractora  sliall  have  died  with  the  Dis- 
trict a  receipt  in  full  aad  release  of  aU 
claima  and  demands  <>(  any  kind  what- 
soever ariaing  und«r  eaid  contracts 
respectively;  and  the  Committee  also 
recommends  that  the  adjustment  ot  the 
Chief  Eotcioeer  in  reference  to  the  con- 
tract of  the  Wiaconeia  Bridge  and  Iron 
Company  and  the  District  be  and  the 
same  ia  hereby  con  Brined. 

Reepectfully  submitted, 

ISifCdad)  TlTdMAS  A.  Smtth. 


J,.,.  C.  BlUUBS. 

J.  F.  Mallstte, 

B.  A,  ECKHAKT. 

Z.  R.  Carter. 
Fk»sk   Wbnteh, 
Wm.  Bold  B.N  wkck 

Ar.EX.  J.  loSBti. 
Commitlfe  on  Eugiiifeiii 


The  following  are 

TIIK   fSnTlFICATES  OF  THE  CHIEF  ENGI- 

NBElt : 

"Chicaoo,  Sept.  1,  1890. 
To  Uie  Monorable.  Uie  Board  of  Tnuttet 
of  the  Sanitary  DlstHct  of  Chicago: 
Oentlehkn— I  hereby  certify  that  the 
Wisconsin  Bridge  and  Iron  Company 
has  completed  Che  erection  of  the  bridge 
crossing  the  new  Channel  of  the  Des- 

Slaines  River  on  the  line  of  the  Wire 
lills  Road, in  accordance  with  the  terms 
of  its  contract  with  tlie  Sanitary  District 
of  Chicago,  dated  October  29th,  189B,  to 
the  aatiafactioQ  of  tlie  Chief  Engineer, 
except  as  to  the  time  of  completion,  on 
which  it  was  delinquent  In  view  of  the 
fact  that  this  company  holds  another 
contract  with  this  District  for  the  erec- 
tion of  a  double-track  railroad  bridge 
across  the  Deaplainea  River  on  the  line 
of  tlie  Chicago  Terminal  Transfer  Rail- 
road, which  it  has  hnen  unable  to  erect 
by  reaaon  of  the  fnilareof  this  District 
to  furnish  the  aubHtruotare,  which  delay 
hoH  extended  over  a  period  ot  nine 
monts,  creattog  a  claim  on  the  part  of 


the  bridge  company  OKainst  this  Dio- 
trict,  as  an  adjustment  ot  this  claim  of 
the  bridge  company  for  delay,  a  waiver 
has  been  filed  with  the  Clerk  of  this 
District,  and  also  the  abandonment  of 
the  pending  claim  for  extras  on  account 
of  the  Chicago  Terminal  Bridge  erected 
by  it  acrosa  the  Uain  Channel.  I  have 
agreed  to  remit  the  forfeiture  which 
would  have  been  due  on  thia  bridge,  aa 
was  done  on  the  Lockport  Road  Bridge, 
and  I  ask  yon  to  confirm  my  action. 

This  certificate  la  given  subject  to  any 
unacomed  or  unmatured  obligations  im- 
posed by  the  contract. 


Contract  ]>rloe  for  .luijerHtructure 
complete *  S.ttil  00 

Extra  wark  placing  tinilwr  sills  od 
piers  and  nbutnteat  of  old  span  ' 
tcj  suppert  the  floor  EitrlDK^rs. . ,.  Tl  2.5 


Respectfully  submitted, 
(Signed)  IsHAU  Randolph, 

Chief  Engineer." 


Gentlkhkn— I  hereby  certify  that  C. 
Ih  Strobel  has  completed  the  erection  of 
the  superstructure  of  the  bridge  croesing 
the  Main  Channel  at  Romeo  on  Contract 
Section  13,  in  accordance  with  the  terms 
of  his  contract  with  the  Sanitary  Dia- 
trict  of  Chicago,  dated  August  U,  ISOd, 
to  the  full  satisfaction  of  the  Chief  En- 


This  certificate  is  givdn  subject  to  any 
unaccrued  or  unmatured  obligations  im- 
posed by  the  contract. 

The  statement  of  work  done  is  as  fol- 

Coatract  price  for  superstructure 

csmplate »14,900  OU 

Extra  steel,  11,454  lbs.  at  .1,'..;c 400  S9 

Extra  cast  Iron,  I.OOS  lbs.  at  3c 5~  l« 

Extra  lumber.  5,K29  It.  B.  H.  at 
tiS  per  M 1(58  10 


8«pUmber  18,]  gl 

Additional  drilling 30  00 

Work  removing  temporirr  sttDct- 

uro,  18hou™al45c 8  10 

ToUlooBt 116,639  27 

Amount  paid  on  preTlone  Touchers.  M.lrDO  00 

Amount  due  and  nupi^d t     AIQ  37 

BeapectfuUf  Bubmitted, 

(Bigoed.)  TB08.  T.  JOHNSTOH, 

AcSng  Chitf  Bnginter," 


ADJODBMXBNT. 

On  motion  of  Vs.  Malletto,  eeoonded 
by  Ur.  Cuter,  the  Board  thou  ftd- 
journed. 


PROCBBDINGS 


Board  of  Trustees 


Sanitary  District  of  Chicago. 


SEPTEMBER  20,  1899. 


OFFICIAL   RECORD. 

Pttbliihed  by  autfioHrv  of  l!>e  Board  i>  TniMte$ 
of  the  SatMary  DMrict  of  Vhieaga. 

REGULAR  HBETIKQ. 

The  four  hundred  and  flrty-sizth  nff- 
nUr  meeting  of  the  Board  o(  Truateea  of 
the  Sanitar;  District  of  Chicago  was 
h«ld  inlhe  roomaof  th4  Board,  Becuritj 
Building,  WednfHdnv,  September  30, 
1809,  at  2  o'clock  P.  M. 


The  minutes  of  tbt>  regular  meeting, 
held  September  6,  1890,  were  approved 
as  printed,  on  motion  of  Mr,  Jocea, 
seconded  by  Mr.  Bradeo. 

Consideralioa  of  the  minutes  of  the 
rpgulnr  meeting,  held  September  18, 
1899,  was  laid  over  by  v 


•  VOUCH  EB8. 


Tbe  Clerk  preteoted  it 


Tbo  WsukBsh aw  Water  Compnny  (water) f  3  3S 

Edwards  ft  Hancock  (slallonerj) 5  U6 

West  PnbliBhIng  Company  (law  books) 7  00 

T.  H.  Flood  ft  Co.  (law  books) 7  M 

CaLaghan  ft  Co.  Maw  books) 10  7.5 


■    8opteml«rao.|  „6032— 

Edward  Tli»mp50n  Company    (liw  bookiil ¥  12(10 

BlroHiheri.',  Allon&Cr    (stationery  i   lU  ai 

Robl.  Walsh  (witness  fee) lumi 

GeoriTB  Sperry  (wltnens  feel 1(1  0(1 

Johns.  Whiia  (Witness  fee) 10  00 

ThoiHHB  J.  Ki-Ws  (Witness  fee} 10  00 

Htorj  H.  Stra^sner  ( witneBS  fee) 10  (B 

•Frank  VanJur  Bogart— Clerk  (feej 113  .111 

Dr.  E.  D.  Kflbcurne  (expense) >  3  RO 

Bnuachit  Liiml]  Opllcsl  Co,  (sterilizer) fi  25 

Arthur  R.  ReiTolds  (expense i a  25 

E.  H.  SarBent  &  C«.  (sundrloB) 14  TO 

ClilcaSE)  Car  Kei]  Hanutacturlni;  Coaipaa;  (taps; IS  00 

A wertunn  Express  Company  (axpresa^e) 4(1  12 

AilnmK  Express  Company  {exprusH^EB} 37  10 

Richards  &C;o,  Limited  (putri  dishes  -Jl  Oo 

"United  Mlates  Express  Company  (express  i 1S4  IS 

•Edwin  a.  Jordan  ■  streams  eiaii.i  nation  ) 370  TS 

•Arthur  W.  Pnlmer  islrcanis  examination | 377  aa 

H.J,  &iran  unpense) f 

•K.  J.  Coeii  (evpense) 


Heldinnier&Ntu  (Section  E-C.  T.  T.  R.  R.) *      ar,4  2a 

HBldxnaler&  Neu  (Section  17.  Sept.  IS,  laiB H,un  3,S 

Hnlinn  a:  Byrne   Section  18,  Sept.  IS,  I.-^aS) 13.21rt  SS 

McArthnr  Bros,  Co.  (Sec.  O— EiKhl  track  bridco) 0,000  00 

McArthurBros.  Co.  (Sec.  O—Klicht  track  bridge)..'. t<.aS7  SI 

Hayes  Bros,  et  «l.  (Sec.  O,  Sept.  10,  IMMi 1,53-5  HO 

Hayes  Bros,  el  si.  [Sec.  S,  Sept.  16,  iSOU) .1,!^^  i<l 

Gahanfl:  Byrne  iSec.  H,  Sept.  Ill,  laiFM) S.5BS  03 

UrlBllh&  McDcrinott  (Bypass,  ChicttK"  River) ^SS  8(- 

GrllDthft  McIJtrmott   Bypass,  ChlcaRO  River) ^,^l.'j  00 

Lydon  &  Drew*  Company  (Bypass.  Chicago  River) 5.31)8  7.1 

Bocltley  &  Pote^on  (Lemont  subway) ,  ..  I.OoO  00 

Thomas  Mouldtif;  Company  (eiKht  track  bridge  | 3,11'j  00 

CilyBf  Chicago  (Van  Buren  Struct  bridge) ..  aa  37 

C.  T.  T.  R.  R.  Co.  (Pan  Handle  Bridge) 777  93 

WenverCoal  Uumpuny  (Pumping  plant,  Illinois  and  Michigan  Canal).  162  US 

Advance  Paekicg  and  Buiipiy  Company  (flttings) XiS  H 

Illinois  Central  Railroad  Company,  lessee  (changing  tracks) IViSl  66 

The  Union  Switch  and  Signal  Company  (Pan  Handle  crossing) , .  3,154  7S 

The  Bolt  RBllwiy  Company  of  Chicago  (temporary  bridge p 1*1  03 

The  Atchison,  Topeka&  Santa  Fe  Railway  Companr(eight  track  brldgcl  IKO  81 

Christie  &  Lowe  (Sec,  K.  Sept.  15,  IS'.IS) 3,01,'^  33 


Grand  tolul,... 


a.galn9t  the  T»i  Lev; 


Mr.  Carter,  Hecnndpd  by  Mr.  WenUr, 
moTcd  IhHt  Ihe  vouchers  aa  read  and 
ehovn  above  be  approved  ttnd  ordeTed 

On  roll  call  the  vote  stood:  Yeas— 
Me^sre.  B..ldenwpolc.  Brad^ri,  Carter, 
Eckliart,  Jdnea,  Mallette  and  Wenter— 

Upon  tluB  result  the  Prenident  de- 
clared the  moLion  carried. 

llEQUIsmON. 

The    Clerk   presented    the   following 
requieilioD: 
No.    109B.     Clerical   Department 

(Btationerj) ...$  13  M 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  Rpquisition  Nii.  10S9,  aa  read 
[tad  shown  abuve.  be  alluwed. 

On  roll  call  (he  vote  stood:  Yeas — 
Messrs.  BoJJenweck.  Braiter,  Carter, 
Eckhart,  Mallette  and  Wenter— six. 
Nuys— none. 


WKEKLT 


>X  EHPIOTES. 


The  Clerk  |>reAente(l  a  reiort  in  ac- 
cordance with  the  linleN,  showing  the 
numherof  ppreons  in  the  emiiloy  of  the 
DisiricC  for  the  week  ending  September 
10,  IS09.  which  was  resd,  and  by  unan- 
imous consent  was  ordered  )mnted  and 
placed  on  file. 

The  following  is 

THB  REPORT: 
"ClilCAOO,  Sept.  SO,  1899. 
To  Uie  Moitar<ible,  lUr  Siuird  of  Triulcet  of  Ou 
Sanllars  IHtifict  of  Chica-ip- 

Gentlkmen- I  bpjr  leave  to  report 
herewith  the  number  of  employes  in  each 
depsrlment  for  the  week  ending  Sept- 
18,  18B9,  as  the  same  Have  been  reported 

Engineering  department 100 

Maintenance 0 

Clerical  department 5 

Law  department . 8 

Treasury  department I 

Police  department 28 

General 6 

Total  employes 157 

Bespecifully  submitted, 
(Signed)  Joseph  F.  Baas, 

Clerk." 


:3  —  [IS99 

RESOLUTION     IN    REFEFENCE    TO     BEEP 
WATEKWAT  COXVEMTION. 

Under  the  head  of  new  business  Hr. 
'Wtrnter  presented,  and  the  Clerk  read, 
the  following 

RESOLUTION: 

*'WiiEREAU.  It  has  come  to  the  notice 
of  every  Trustee,  and  to  the  public  in 
general  through  the  Chicago  newspapers, 
that  a  convention  will  be  held  In  Peoria, 
III.,  on  the  lOih  of  Outobsr,  18  fl.  to  agi- 
tate the  question  of  a  continuous  water- 
way from  Chicago  to  the  Miestssippi 
River;  and 

Whkrf.,^8.  The  agitation  of  said  ques- 
tion is  one  that  is  so  closely  allied  with 
our  Canal  soon  to  be  opened;  therefore, 
belt 

Resolred,  That  this  Board  pans  such 
resolutions  to  be  in  harmony  with  the 
work  so  far  performed  and  executed  by 
this  Board;  furthermore,  be  it 

Eeeohed,  That  these  resolutions  be  re- 
ferred to  the  Joint  Committee  on  Federal 
Relatione  and  Engineering,  to  make  such 
report  defining  our  policy  as  to  the  deep 
waterway  for  which  this  call  is  being 
made,  and  also  defining  the  position  of 
this  Board  on  any  future  action  towards 
the  consu tarnation  of  a  deep  waterway 
from  the  point  of  the  end  of  our  Chan- 
nel at  Lockport  to  the  mouth  of  the  Mia- 
siBsfppi  Biver,and  from  thereto  the  Gulf 
of  Mexico." 

By  unanimous  consent,  the  resolution 
was  referred  to  the  Joint  Committee  oo 
Federal  Relations  and  Engineering. 

PRESENTATION  OF  BIDS  FOTl  SUPER- 
STRUCTURE FOR  TOW-PATU  BRIDOB 
CROSSING  RIVER  DIVERSION  CHANNEL 
ON  SECTION  17. 

The  President  then  announced  that,  in 
conformity  with  the  advertisement  in- 
viting proposals  for ''the  superstructure 
for  the  tow'pu'h  bridge  crossing  River 
Diversion  Channel  on  Section  17."  duly 
published,  giving  sixty  days' notice,  as 
required  by  the  Sanitary  District  Act, 
the  Board  would  now  proceed  to  open 
bidd   received   in  response  to  said  adver- 


The  Clerk  then  proceeded  to  open  the 
bids  as  shown  hereafter. 

At  the  conclusion  of  the  reading  of 
the  bids,  Mr.  Mallette,  seconded  by  Mr. 
Eckhart,  moved  that  the  bids  just  re- 
ceived be  compiled,  summarized  and 
tabulated  by  the  Chief  Engineer  and  re- 
ferred to  the  Committee  on  Engineering. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 


8epl«mbec  20,) 

The  fot lowing  ia 


ReceUed 

Hama  and  Addn-^  of  Bidder. 

DeiHiilleil  nich 

'1;!!SS 

1 

MukIIIod  BrldtceCumpaTir,  UbssIUdd.'o 

5- 

LOoOOO 

' 

In  Ordtr  of  Uagnittide—Lowat  Bid  Fint'-Oiieneil  September  20,  jssa. 


S  1 

n 

i 

Same  aad  Addresa  of  Bidder 

anpemtracture 

"Si- 

fetni 

Lumber, 

per  J.'JW  ft, 

B.  M. 

The  Jollet  Brldun  and  IroD  Co.,  Jnllet.Ill 

WiHcngLii  BriciRe  and  Iron  Co.,  Ul]waDkee,Wla. 

'Hi 

W.M8  00 

IB 

cu. 

s 

pi 

P 

8 

130  00 

Chicaeo  Bridge  and  Iron  Co  ,  Chloiiira,  III 

45  00 

— 

ADJOURNHKNT. 

n  of  Mr.  Wenter,  seconded  by  Mr.  Jones,  the  Board  (hen  nd  joumprl. 


^^JC.- 


September  26J 


—6036— 


ri899 


—OF    THK— 


Board  of  Trustees 


—OP    THE— 


Sanitary  District  of  Chicago. 


SEPTEMBER  26.  1899. 


OFFICIAL   RECORD 

JPubUifud  by  authority  of  the  Board  qf  lYtutees  of 
the  Sanitary  Dietrict  of  Chicago, 


8PECIA.L  MEETING. 

A  special  meeting  of  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago was  held  in  the  rooms  of  the  Board, 
Security  Building,  Tuesday,  September 
36,  1899,  at  11  o'clock  A.  M.,  pursuant  to 
caU. 

On  roll-call  Messrs.  Boldenweck,  Car- 
ter, Jones,  Kelly,  Mallette.  Smyth  and 
Wenter — seven  members,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 


CALL  FOR  MEETING. 

The  Clerk  then  read  the  call  for  the 
meeting,  which  is  as  follows: 


'•Chicaoo.  Sept.  32,  1899. 
To  the  Honorable ^  tlie  Board  of  Trustees  of  tTie 
Saiiitary  District  of  Chicago' 

Gentlemen — At  the  rec^uest  of  Presi- 
dent Boldenweck,  and  in  accordance 
with  Rule  4  of  the  Rules  and  Regula- 
tions, I  hereby  call  a  special  meeting  of 
the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago*  to  be  held  in  the 
rooms  of  the  Board,  Security  Building, 
on  Tuesday,  September  26,  1899,  at  11 
o'clock  A.  M.,  for  the  purpose  of  consid- 
ering and  passing  upon  the  payment  of 
vouchers  and  for  such  other  business  as 
may  properly  come  before  the  meeting. 

Respectfully  submitted, 

Signed)  Joseph  F.  Haas, 

Clerk.'' 

MINUTES. 

The  minutes  of  the  regular  meetings 
held  September  18th  and  20th,  1899,  were 
approved  as  printed,  on  motion  of  Mr. 
Kelly,  se<5onded  by  Mr.  Jones. 


\ 


VOUCHERS. 
Tbe  Clark  presented  tbe  following  Tmictasrs: 

EiiKliieeriDiic  Dcpirtnient  (Chief  Engineer's  roll.  Sepwmber,  ISM) t  l,2o0  UO 

&D([lneering  Department  (Division  of  CoDstructlon  roll,    Seplember, 

1899) ; jjao  iW 

Eaglaeerlng  Deparlnienl   (Dlv)Blon  of   Drafting  and  DeslgDlDg    roll, 

Baptember,    IBflS) a,5!15  ■» 

fWT  50 
r>3  IXl 

Clerical  DepBrtmsnt  (Clark's  roll,  Saptember.  1899) 

Lsw  DepHrtment  (Attorney's  roll.  Bap lem bar,  1890) S  l,4es  3* 

Law  Department  (Joliet  roll,  September,  1899} ^.■.'^  34 

Treasury  Daparlment  (Traaanrer's  roll,  September,  1  son j 

Qeaeral  A cconnt  (General  roll,  September,  1899) $     126  00 

Qeneral  Account  {Steamor  Juliel,  finil  balf  September,  1899) 102  00 

General  Account  (Steamer  Juliet,  eecond  half  September,  1399) 97  bO 

General  Accouat  (Streams  EiamtDatlon  roll,  September,  1899) 136  00 

General  Account  (Trustees'  roll,  September,  1699) 2.3S3  33 


lievl  Brothers  (sundries) t 

Schleslnfrer  &  Mayer  (sundries) 

Asbland  Ice  Company  (Ice) 

Youghiogbeny  &  Lehigh  Coal  CotiTpany  (coal) 

Thomas  B.  Banner  .flttings) 

H,  Lewis  &  Co.    (painls) 

Chicago  Engineer  Supply  Company  (boiler  repairs) 

Roht-  E.  Hills  (flMings) 

•D.  C.  Decgan  &  C».  (sundries) 

•Koch  &  LeeCorajMiDj  (sundries) 

*H.  L.  Regensberg  &   Co   (sundries) 

•Arthur  R.  Reynolds  istreams  examination) 
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Geo.  M,  Hubs  (By-Pasa) «      700  67 

Lydon  &  Drews  Company   (dredging  Chicago  River)  1,039  2S 

t  3,38511 

Grand  total ta4,9M 

*To  be  paid  by  warrants  with  Interest  coupons  attached,  drawn  acaiost  the  Tax  Levy  lor  lee 


Mr.  Carter,  seconded  bj  Mr.  Wenter,  ffugg  /«„  $706.67,   on  u)hich  he  trot  n 

moved   that  the  voui;hers,  as  read  and  cuned)  Kelly,  Maliette.  Uuiyth  and  Wm 

abown  above,  be  approved  and  ordered  ter— geven  (except  as  oftow  »taiti>.    Nay 

paid.  —none. 

On  roll  call  the  vote  stood:  Yeas — 
Ueeers.  Boldenwecb,  Carter.  Jones  (ex- 
cept as  lo  voucher  in  favor  of  George  M. 


HBPORT  IN  REFBRENCB  TO  EXECUTION  OF 
AOUBEMBNT  WITH  CITY  OP  CHICAGO 
FOR  CONSTRUCTION  OF  BRIDQE  AT 
CANAL  STREET. 

The  Clerk  presented  and  read  a  report 
tranemittiDK  the  agreement  and  gen- 
eral apecincatioiiB  between  the  City 
of  Chicago  and  the  Sanitary  Dis- 
trict of  Chicago  for  the  construction  of  a 
bridge  over  the  Chicago  River  at  Canal 
Street,  the  report  setting  forth  that  said 
agreement  has  been  duly  executed  by 
the  Mayor  and  Clerk  of  said  City,  and 
also  by  the  President  and  Clerk,  ae 
authorized  by  the  Board  at  the  meeting 
held  August  80,  1899  (page  (SOIG  of  the 


The  following  is 

THE  AGBEEUBNT; 

."CHic*ao,  September  37,  18B9. 

To  tht  Sbnorable,  Ihe  Board  of  Trattat  ofVit 
Sanitary  IHitriet  of  Chicago- 

Gentlemen— I  herewith  tTansmlt  the 
agreement,  dated  September  21,  1B9S,  be- 
tween the  City  of  Chicago  and  the  Sani- 
tary District  of  Chicago  for  the  construc- 
tion of  a  bridge  over  the  Chicago  River 
at  Canal  Street,  the  same  having  been 
duly  executed  by  the  Mayor  and  Clerk 
of  the  city  and  aUo  by  your  President 
and  Clerk,  as  authorized  by  the  Board  of 
Tru8t«ee  at  the  meeting  held  August  80, 
1899  (page  601S  of  the  proceedings),  and 
a  duplicate  copy  of  same,  duly  executed, 
deliTered  to  the  City  Clerk;  and  I  there- 
fore recommend  that  said  agreement  be 
printed  and  placed  on  file. 

Respectfully  submitted, 

JofiKPB  F.  Eaab, 

Cltrk." 


WmraKBKTH.  That  upou  the  terms, 
mnditioua  and  covenants  herein  ez- 
M-emed,  the  said  Sauitarj  District  of 
Chicago  hereby  agreee  with  the  said 
City  of  Chicago  that  the  said  Sanitary 
District  will  construct  a  new   bridge  of 


_  the  Sooth  Branch  o 

Chicago  River  at  Canal  Street,  in  said 
city,  Tvhich  is  estimated  to  coet  Seventy 
Thousand  Dollars  ($70,000). 

,It  is  hfireby  covenanted  and  agreed  by 
the  said  City  of  Chicago  that  it  will  pay 
to  the  said  Sanitary  District  the  sum  of 
Thirty-Ave  Thousand  Dollars  ($30,000),  to 
be  applied  by  said  Sanitary  District  upon 
the  cost  of  said  bridge;  said  paynifnt  of 
said  ThirtyBve  Thousand  Dollars  (S  33.- 
000)  shall  be  made  as  follows:  Sixty  per 
centof  said  Thirty-flve  Thousand  Dollars 
($85,000)  shall  be  paid  by  said  City  of 
(.'hicago  to  the  said  Sanitary  District 
when  the  muterial  for  the  superstruolure 
of  said  bridge  shall  have  been  delivered 
at  the  site  of  said  bridge,  upon  the  Cum- 
misnioner  of  Public  Worbe  of  said  City 
of  Chicago  receiving  notice  tbereof,  in 
writing,  from  the  Chief  Engineer  of  said 
Sanitarv  District.  The  remainder  of  Kaid 
Thirty  five  Thousand  Dollars,  (|3B,000( 
namely,  Forty  (40)  per  cent  thereof,  shall 
be  paid  to  the  said  Sanitary  District  upon 
the  completion  and  acceptance  of  said 
bridge  by  the  Commissioner  of  Public 
Works  for  said  City  of  Chicago. 

The  said  Sanitary  District  of  Chicago 
also  hereby  agrees  to  convey,  by  a  quit 
claim  deed,  to  the  City  of  Chicago,  the 
following  described  real  estate,  to- wit: 

AU  that  part  of  Lot  three  (8).  Block 
thirty  three  (Sit),  of  Canal  Trusteee'  Sub- 
division of  the  west  half  (14)  of  Section 
twenty-one  (21),  Township  thirty  nine 
north.  Range  fouTteen  (14),  east  of  tbe  ' 
Third  (Srd)  Principal  Meridian,  and  aa 
much  of  the  southeast  quarter  (}^)  as  ties 
west  of  the  South  Branch  of  the  iJhicago 
River,  lying  northerly  of  the  following 
described  line,  to  wit:  Beginning  at  tbe 
dividing  line  between  Lot  three  (S)  and 
Lot  two  (3),  at  its  intersection  with  the 
south  dock  line  of  the  South  Branch  of 
the  Chicago  River;  thence  southwesterly 
to  a  point  in  the  dividing  line  between 
Lot  three  (8)  and  Lot  four  (4),  distant 
one  hundred  and  eighty  (180)  feet  from 
the  north  line  of  Grove  Street;  and 

All  that  part  of  Lot  four  (4),  block 
thirtythree  {83j,  of  Canal  Trustees'  Sub- 
division of  the  west  half  (X)  o'  Section 
twenty-one  (31),  Township  thirty  nine 
(3!l)  north,  Range  fourteen  (14),  east  of 
the  Third  (3d)  Principal  Meridian,  and 
ao  much  of  the  souiheast  quarter  l^\  as 
lies  west  of  the  Sjuth  Branch  of  the  Chi- 
cago River,  lying  northerly  of  the  fol- 
lowing described  line  and  east  of  the 
east  line  of  Canal  Street,  to-wit:  Begin- 
ning at  a  point  in  the  dividing  line  be- 
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tween  Lot  three  (8)  and  said  Lot  four  <4), 
H  dUtance  of  one  hundred  and  eighty 
(180)  feet  from  the  north  line  of  Orove 
street;  thence  Bonthweaterly  to  a  point 
In  the  east  line  of  Canal  Street  one  hun- 
dred and  three  {(OS)  feet  diatant  from  an 
angle  eighty-three  and  flve-tentbe  (68  0) 
feet  distant  from  the  northeast  corner  of 
Qrore  Street  and  Canal  Street,  contain- 
ing twenty-eeven  hundred  and  seventy- 
five  (2,77S)  square  feet,  more  or  leee. 

And,  also,  all  that  part  of  Lot  four 
(4),  Block  thirty-three  (88),  of  Canal 
Trustees'  Subdivlaion  of  the  west  half 
()^)  i>f  Section  twenty-one  (21),  township 
thirty-nine  189)  north.  Range  fourteen 
(14),  east  of  the  Third  (3d)  PrlncipBl  Mer- 
idian, and  so  much  of  the  southeast 
Siiarter  (^)  as  lies  west  of  the  South 
ranch  oi  Lhe  Chicago  River,  lying  east 
of  Todd  Street  and  west  of  Canal 
Street  and  south  of  dock  line  of  the 
South  Branch  of  the  Chicago  River,  con- 
taining one  hundred  and  seventy  six  and 
five-tenths  (176.0)  square  feet,  more  or 
leae,  in  the  County  of  Cook  and  State  of 
Illinois. 

But  the  said  Sanitary  District  shall  re- 
serve sn  easement  over  and  upon  said 
lands  for  any  work  of  construction  or 
Otiier  character  which  the  said  Sanitary 
District  may  wish  to  undertake  for  any 
of  its  corporate  purposes,  which,  how- 
ever, shall  not  be  incompatible  with  the 
X ration  of  said  bridge  when  oom- 
«d. 

The  said  Sanitary  District  of  Chicago 
further  agrees  tiiat  in  the  event  the  total 
'  ooet  of  said  bridge,  including  the  cost  of 
the  above  described  real  estate,  shall  ^g- 
Kregate  a  sum  less  than  seventy  thousand 
dollars  ($70,000),  then  and  in  that  case 
an  amount  in  money  equivalent  to  filty 
(00)  per  cent  of  the  difference  between 
said  aggregate  amount  and  seventy 
thousand  dollars  ($70,000)  shall  be  re- 
funded to  the  City  of  Chicago,  or  de- 
ducted from  the  final  payment  of  forty 
(40)  per  cent  alK>ve  required  by  said  City 
of  Chicago. 

And  it  Is  further  agreed  that  the  Sani~ 
tary  District  may  select  any  one  of  the 
following  style  of  bridges:  The  Scher- 
zer  Rolling  IJft  Bridge,  or  the  bridge 
designed  by  M.  Q,  Schinke  of  Milwan- 
kee,  Wisconsin,  either  one  of  which  is 
hereby  declared  to  be  acceptable  to  the 
said  Commissioner  of  Public  Works;  or 
any  other  style  of  Bascule  Bridge  which 
it  can  be  demonstrated  to  the  saiisfac- 
tionof  the  Engineer  of  the  City  of  Chi- 
cago and  the  Chief  Engineer  of  the  San- 
itary District  can  l>e  successfully  erected 
and  economically  operated. 
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It  is  further  i^^r^ed  that  when  said 
bridge  is  constrncted  ready  for  operation 
and  aooepted  by  the  Cflmmiseinner  of 
Public  Works  of  said  Oily  of  Chicago, 
that  the  said  City  of  Chicago  shall  there- 
after maintain  said  bridge  free  of  all 
coat,  charge  and  expense  to  the  said  San- 
itary District  of  Chicago. 

The  epeoiflcatioQS  and  plan  hereto  at- 
tached are  hereby  made  a  part  of  this 
contract; 

In  Testikoiit  WBKBEOr  the  parties 
have,  respectively,  on  the  day  and  year 
first  above  written,  oauW  these  pres- 
ents to  be  sealed  with  their  corporate 
seals  and  executed  by  their  respective 
officers,  as  hereunder  written. 
(Signed)  Cabtbr  H.  Harrisoh, 

Mayor  of  the  Cili/  of  Chicago, 
(Signed)  Wk.  Lorfflkr, 

Attest:  Clli/Clerl: 

(Signed)         WlLLIAK  BOLDICNWKCK , 
Preaidtnt  of  the  Board  of  Truslf.en   of  the 

Sanitary  Diitrict  of  Chicoin. 
(Signed)  Jusrfr  F.  Ba&s, 

Attest:  Clerkof  Said  Board." 


"GENERAL    SFKClTlCATIONa, 

For  a   highway  bridge  to   be   erected 
over  the  Suutb   Branch  of   the  Chicago 
River  at  Canal  Street  in  the  City  of  Chi- 
cago. 
Plans—All  plans  submitted  Rh»il  have 
uniform  size  of  twenty  six  (2«)  inches        j 


All  tracin^B  of  such  design  aa  may  bs 
accepted  shall,  ou  acceptance,  becoow 
the  property  of  the  Sanitary  District  of 
Chicago. 

It  shall  be  agreed  that  before  anj 
work  of  any  kind  is  undertaken  th« 
tjrpe  of  bascule  bridge,  as  well  aa  th* 
loads  and  unit  stresses  for  which  th« 
bridge  shall  be  oalcnlaled,  shall  bn  sub- 
miti^  to  the  Commieaiouer  of  Public 
Works  or  bis  authorized  agents  for  a] 

The  Sanitary  District  of  Chicago  shal 
before  contract  is  let,  submit  to  tt  i 
Commissioner  of  Public  Work^  a  set 
general  detail  plans  with  speciflcatioi  < 
for  approval.  These  plans  shall  be  i  ' 
complete  chat  everything  pertaining  t  > 
the  strength  of  the  bridge  and  its  ope  - 
Bting  capacity  in  detail  can  be  definite  ' 
and     accurately    ascertained,   and    r  I 


deaiKna  muHt  have  a  detail  eBtlmate  of 
quantilieB  of  niaii?nal  to  be  used  in  the 
dtruriure.  Complete  detail  apecifica- 
tiona  shall  accoiupunj  the  design. 

Before  anj  work  is  done  at  the  site  of 
the  bridge  the  Sanitary  District  shall 
nibniit  the  shop  cr  working  plans  for 
sppmvat  to  the  (JuramiBsioDer  of  Public 
Worka.  Two  sets  of  general  detail 
plnnn,  ae  well  an  ithop  plana,  aball  be 
Hied  wiih  the  Department  of  Public 
Worka. 

No  chsngee  in  approved  plana  or  other. 
wise  phall  be  nllowed  before  such 
changen  have  received  Ihe  approval  of 
Ihe  ( :<  mniiaaloner  of  Public  Worha  or 
hie  Biitliorizi-d  agmts.  Such  approval 
Bbnll  alwRjB  be  in  writJDg. 

The  plan  att^chiid  hereto  and  dated 
August  II,  18U9,  lieuomeea  part  of  tbeee 
eppci  Deal  ions. 

Inspectors  ^  It  \n  particularly  under- 
atouii  thHt  all  inapfctora appointed  by  the 
Banitarv  District  upon  this  work  shall  be 
acceptnble  to  tbe  CummiBsioner  of  Public 
Works. 

Uiiil  SIrnins — Where  pilea  are  used  in 
the  foimdatioiis  the  Inad  on  each  pile 
from  dead  and  Wve  load  combined  shall 

Cooper's  General  Speciflcariona  for 
Steel  Hitthway  BridRes,  "1696,"  shall  be 
part  of  ihi-BP  speci  flea  lions.  The  live 
load  used  shill  be  that  given  by  Cooper 
aa  C1h3b  "A  1". 

General  Dnia—Tlte  floor  on  the  mov- 
able part  of  the  structure  shall  consist  of 
two  C'lurses  of  planking.  The  first 
course  shall  be  four  by  six  yellow  pine, 
laid  diagonally  six  inches  apart,  and  the 
top  or  weariii);  Burfacs  Bhatl  be  oak, 
three  and  one  half  inches  thick. 

The  Sxed  portions  shall  be  4  inch  sur- 
faced jellow  pine,  paved  with  7J^-iuch 
yellow  pine  blocks. 

The  bridge  shall  liave  a  single  roadway 
twenty-two  (33)  (pft  in  the  clear  between 
wheel  gunrdn,  and  two  sidewalkH  seven 
(7}  feet  in  the  plenr,  and  shall  have  an 
overhead   clearance  of  sixteen  (16)  feet. 

The  eli-vation  of  Ihe  roadway  is  +18.5, 
Chicago  datum,  Tbere  must  be  under 
the  bridge  a  i-lear  height  of  sixteen  and 
one^half  (165^)  feel  »bove  Cbicaiio  datum 
for  a  space  ut  at  li^ut  forty  (10)  feet,  at 
right  angles  to  the  center  line  of  the 
Channel. 

It  shall  be  undemtood  and  agreed  that 
the  center  openinK  of  the  river  channel 

shall  be  located  as  near  as  practicable  to 


The  cut-off  for  the  foundation  piles  in 
the  piers  next  to  the  channel  shall  be 
twenty  two  (23)  feet  below  Chicago 
datum." 


The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  August,  lS9e,  which,  by  unanimous 
'as  ordered  printed  and  placed 


The  following  is 

THE  REPORT: 

"CHiCAOO,  Sept.  23, 189». 

To  tlu  ffenordblt,  the  Soard  of  TrvaUtt  of  the 
Sanitary  District  of  Chicaao: 

Gbntleukn— -I  herewith  transmit  the 
report  of  the  Engineering  Department 
for  the  month  of  August.  1899,  giving  the 
detailed  operations  of  the  Heveral  divi- 
sions constituting  the  same. 

The  value  of  the  construction  work 
done  was  $2H&,9tl3.80.  divided  as  follows: 
Main  Channel,  |1B7.770.40;  Bridges, 
|77,0S5.74i  general.  $1, 167.66.  The  en- 
gineering expenses  were  |i3.723.94.  di- 
vided aa  follows:  Salaries,  $11,683.81; 
supplies,  etc.,  $S.040.18.  A  capitaliza- 
tion voucher  for  tlT,591.00  was  issued  to 
the  Chicago,  Santa  Fe  &  California  Rail- 
way Company,  account  of  the  Santa  Fe 
Bridge  acroes  the  Main  Channel,  Sec- 
tion 8. 

DinaiON  OF  CONSTROCnON. 

The  weather  during  the  month  was 
very  favorable  for  work.  Rain  waa  re- 
corded on  but  four  days  and  the  temper- 
ature varied  between  66  degrees  and  00 
degrees  Fahrenheit. 

Chicago  River  Improvement — The  con- 
tractors for  the  suljstructure  of  the  By- 
Pass  made  a  rate  of  progress  which,  if 
continued,  will  finish  its  contract  by 
November  1st.  The  average  number  of 
men  employed  per  day  was  143.8  for  the 
thirty  days  and  160  men,  excluding  Sun- 
days.  The  quantities  vouchered  wereaa 
follows:    8,1K)0  cubic   yarda  of  excava- 


I.  U.  of  ti 


The  contractors  for  the  superstructure 
ottbeB)-paBB  prosecutsd  their  work  so 
vigorously  that  at  the  end  of  the  month 
the  metal  work  at  Adams  Street  waa 
practically    completed,    including    the 


SepUmbar  2fl,] 


painting,  On  the  33rd  concrete  work  ou 
the  archr«  between  the  girdere  was 
started  and  200  cubic  yards  were  put  In 
place. 

The  Lvdiin  &  Drews  Co.'s  Dredge  Ko. 
a  removed  37.400  cubic  yards  o(  clay  and 
sludge  from  the  river  in  the  vicinity  of 
Taylor  Street,  working  21  aliifts  ot  8 
hours  each. 

George  M.  Huss  continued  t^i  unload 
girders  from  the  Jackson  Street  By-Pass 
at  Thirty-flrat  Street  and  Stewart  Ave- 
nue, where  they  are  stored  temporarily 
until  the  work  has  advanced  far  enough 
to  be  able  to  put  then)  In  place. 

The  coffer  dam  at  the  west  main  abut- 
ment of  the  proposed  Taylor  Street 
Bridge  was  completed,  all  necessary  ex- 
cavation hax  been  made  and  all  vertical 
piles  were  put  in  place.  On  the  east  main 
abutment  the  sheeting  for  the  coffer  dam 
Is  in  and  aonie  excavation  made;  900  cu- 
bic yards  of  excavation  were  vouchered 
on  this  account. 

At  the  G.  T.  T.  R.  R.  Co.'s  Bridge, 
near  Taylor  Street,  the  present  bridge 
has  been  moved  over  to  its  temporary 
position,  the  east  abutment  la  titabed  out, 
and  crosB  sectioned  and  ready  for  exca- 
vation and  the  putting   in  of   the  coffer 

Section  "0" — The  excavation  of  the  old 
C.  M.  &  N,  R'y  Co.'s  bank  across  the 
Main  Channel  at  the  west  end  of  the  Sec- 
tion was  continued  with  a  scraper  force 
all  month  and  6.883  cubic  yarda  of  Qla- 
cial  Drift  were  vuuchered  for  same. 

Excavation  at  the  site  of  the  eight- 
track  bridge  at  Campbell  Avenue  was 
continued  night  and  day  throughout  the 
month  with  scraper  and  peteler  car 
gangs.  The  totHl  output  was  SS.STS,  of 
which  18,174  cubic  yards  were  removed 
from  the  full  width  channel  and  7,800 
cubic  yards  from  the  bridge  pit  outside 
of  the  Main  Channel  prism.  The  build- 
ing of  a  new  dam  acroes  the  completed 
channel  east  of  the  present  coffer-dam 
with  material  taken  from  the  bridge  pit 
was  commenced  with  a  wheelbarrow 
gang  on  the  ISth  and  continued  with  a 
scraper  gang  after  the  SStli;  10,100  lin- 
eal feet  of  piles  were  removed  from  the 
bridge  pit  and  about  8,800  lineal  feet  re- 
main to  be  drawD. 

A  warehouse  was  erected  on  the  east 
bank  of  the  slip  on  line  of  Robey  Street 
for  the  storage  of  cement  to  be  used  in 
the  construction  of  the  eight-track 
bridge.  The  building  was  read?  for  use 
on  the  SSth,  but  no  cement  bad  been 
stored  iu  it  up  to  the  end  of  the  month. 
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The  pumping  plant  on  this  Section 
continued  operations  until  the  6th,  at 
which  time  ail  the  water  that  could  be 
taken  out  by  the  pump  had  been  re- 
moved. The  orew  was  transferred  to  the 
Section  "  M "  pump  and  a  watchman 
stationed  at  the  abandoned  plant. 

Section  "X" — The  shovel  and  train 
plant  on  this  section  worked  133^  shifts 
to  the  ISlh,  on  which  duy  tht-  steam 
shovel  broke  down  and  was  removed 
from  the  pit  on  the  3Sth.  This  plant  re- 
moved 13,711  cubic  yards  of  Glacial 
Drift  since  the  last  report.  The  installa- 
tion of  the  steel  incline  mentioned  in  the 
last  report  was  continued  knd  completed 
at  the  end  of  the  month  and  a  new  steam 
shovel  was  placed  in  the  pit  on  the  SSth. 
The  plant  had  nut  started  work  at  the  end 
of  the  month,  owing  tof  Leak  in  one  of 
the  boilers.  A  pump  to  supply  boilers  of 
this  plant  with  water  was  installed  at  the 
collateral  channel.  Excavation  under 
the  old  Eedzie  Avenue  roadway  was 
continued  with  a  wagon  fcrce  during  the 
entire  mouth.  The  quantity  removed 
was  not  measured,  but  i«  estiniated  at 
5,000  cubic  yards.  The  shovel  and  in- 
cline plant  west  of  Kedzie  Avenue  con- 
tinued work  in  day  shifts  throughout  the 
month  and  removed  18,IS7  cubic  yards 
of  Qlacial  Drift. 

The  work  ot  ballasting  the  new  0 .  U- 
dC  N.  R.  R.  Co.'s  tracks  was  continued  to 
the  12th.     From  the   38th  to  the   ^Ut  a  | 

large  force  of  men  was  employed  unload- 
ing sand  from  care  along  the  new  imcks  i 
between  Kedzie  Avenue  ami  the   Sant& 
Fe  Twenty-sixth  Street  Line. 

The  A.,  T.  &  3.  F.  R'y  Co.  had  a  atnaU  \ 

force  of  men  at  work  several   dii.vs    bal-  i 

lasting  and   tamping    its  new  Twenty-  i 

sixth  Street  Line  tracks.  ' 

Section  "itf"— The  pumping  plant  on 
this  section  started  operations  on  the  Sth 
and  continued,  with  slight  interruptiona, 
nights  and  days  throughout  the  month. 
On  the  Slat  the  water  in  Seet.iuna  "0"  and 
"M"   was  reduced    to    0.3    feet    above 

Sections  "L"  and  "K" — Excavation  o' 
the  Main  Channel  under  the  old  roadbec 
of  the  Belt  Railway  was  continued  wiU 
scraper  forces  night  and  da?  during  tb- 
entire  month.  At  the  end  of  the  moai 
the  south  slope  of  the  Channel  vva 
read?  for  the  contractor  for  the  (inbelriM 
ture  of  the  Belt  Railwc?  Permanec 
Bridge  to  begin  excavation  for  thesMitl 
abutment.  Quite  a  number  of  old  pile 
were  found  embedded  in  the  bank  tm 
were  removed  by  force  account.      I0,1B 


The  Bflt  RailwHj  Company  had  a 
tiunitwr  of  men  at  work  five  days  on  the 
KmporBTy  ireaile  aod  tracks. 

Sictions  -K,"  "J"  and  "ff"— The  wa- 
ter in  these  three  sections  stood  19.5 
above  grade  and  was  Iwered  by  means 
nr  cotLinr  thmuKh  the  old  Sania  Fe 
Bight  of  Way  st  Chp  inh-rsection  of  S'-c- 
tions  "  G  "  and  "  H."  allowing  it  to  flnw 
down  tbechiinDel  to  the  Lock  port  pumpe. 
At  ihe  end  of  the  montb  lbs  water  stood 
ll.ttT  above  grade  aod  the  cnt  in  the  em- 
bankment ie  being  lowered  as  rapidly  as 
possible. 

Sections  "H"  and  "ff  " —  A  scraper 
foice  continued  work  throughout  the 
month  near  the  dividing  line  of  these 
(wo  sections.  Part  of  the  time  was  em- 
ployed in  cuttitig  through  the  embank- 
ment taentioned  in  the  above  parsKraph. 
Tbe  shovel  and  incline  plnnt  continued 
work  in  night  and  day  shiflB  all  month. 
Toeing  a  number  of  shifts  on  account  of 
the  water  running  tbruuKh  the  cut.  The 
quantities  vouchered  were  as  follows: 
Section" a,"  I8,3u0 cubic  yards  of  Gla 
cial  Drifl;  Section  "  H,"  10,899  cubic 
yards  of  Glacial  Drift. 

Section  "E"— Peteler  car  plants  con- 
tinued the  removal  of  roek  from  the  1st 
to  tbe  nth  and  from  the  17th  to  the  S3d, 
at  which  time  the  regular  excavation  of 
this  section  was  completed.  The  work 
of  removing  the  dam  shuated  at  tbe  di- 
viding line  of  Sections  ■'E"Rnd  "  D" 
was  Degun  on  tne  39th.  A  smill  force 
was  employed  at  the  end  of  the  month 
clearing  up  the  section  and  removing 
the  plant.  The  quantities  voui;hered 
were  asfollows;  Glacial  Drift.  8H  cubic 
yards;  solid  rock,  6,578  cubic  yards; 
slope  revetment,  893  i^ubic  yatdn.  The 
Ti'vetment  wall  was  CDinpleted  on  the 
SOih,  tbe  necessary  stone  having  been 
hauled  from  ihe  spoil  bank  tbe  last  five 
days  of  the  month. 

The  remainder  of  the  piers  of  the  old 
Rammit  Road  Bridgeover  theDeaplaines 
River  WB8  removed  by  the  regular  con- 
tractors (or  this  section. 

Work  on  the  substructure  of  the  0. 
T.  T.  R.  B.  Go's  Permanent  Bridgeover 
the    DMiplaiiies    River     was    continued 

throughout  the  month.  The  back  fliling 
behind  the  south  abutment  was  com- 
pleted on  the  lath  and  Pier  No.  8  was 
completed  on  the  35th,  Stone  cutting 
was   continued   throughout    the    entire 
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montb.  The  quantities  vonchered  for 
this  work  were  as  follows:  Excavation, 
1,462  cubic  yards;  sheet  piling  and  brac- 
ing, 6.8Itf  feet  B.  H. ;  Portland  cement 
concrete,  60  cubic  yards;  masonry,  174 
cubic  ynrds;  old  masonry  removed,  58 
cubic  yards.  Some  steel  arrived  for  the 
new  span  and  at  the  end  of   the   month 


Section  8 — The  work  of  excavation  In 
the  Main  Channel  was  resumed  on  the 
20th  of  July  and  continued  throughout 
the  month  of  AitgusL  One  steam  der- 
rick and  a  channeler  and  drills  were  used 
in  the  work  and  an  average  of  23  labor- 
ers employed.  The  material  was  loaded 
on  dump  cars  and  hauled  by  teams  to 
the  embankment 

Work  on  the  Santa  F«  Railway  em- 
bankment was  carried  on  during  the 
month  withasmall  force  of  laborers,  who 
loaded  the  material  from  the  spoil  bank 
into  one-yard  care,  which  was  hauled  by 
car  teams  to  place.  About  4,000  yards 
were  removed,  a  portion  of  tbe  material 
placed  having  been  taken  from  the  Main 
'  hannel.  Small  forces  were  also  en- 
gHged  in  excavation  at  the  Santa  Fe 
Bridge  and  at  the  approach  to  the  Le- 
m<'nt  Highway  Bridge  Ttie  following 
quantities  were  vouchered  for  the  above 
work:  Main  Channel,  solid  rock,  1,000 
cubic  yards;  embankment,  4,000  cubic 
yards;  Stephens  Street  Subway  excava- 
tion, lOS  cubic  yards;  excavation,  rail- 
road bridge,  33  cubic  yards;  excavation, 
highway  bridge,  30S  cubic  yards. 

Excavation  for  the  south  abutment  of 
the  Stephens  Street  hubway  was  begun 
on  the  ITib  and  continued  the  balance  of 
the  month  An  average  of  13  laborers 
were  engaged  and  400  cubic  yards  Of  ma- 
terial removed  and  vouchered. 

Section  13 — Work  on  the  Romeo  Road 
Bridge  consisted  of  placing  material 
from  the  west  end  of  bridge  in  the  walled 
roadway  on  tne  east  end  and  was  done 
with  a  force  of  five  or  six  laborers  and 
dump  carls.  A  voucher  for  BOO  cubic 
yards  whs  rendered. 

Section  Jj— Both  pumps  of  the  pump- 
ing plant  ut  this  Htation  were  in  opera- 
tion from  the  Ist  to  the  Gth,  from  the 
13th  to  the  17th  and  from  the  2Brd  to  the 
35ih — a  total  of  14  days.  One  pump 
only  was  in  operation  on  the  6th  and  7t.h, 
from  Ihe  18th  to  tbe  23nd  and  from  the 
37th  to  the  3l8t— a  total  of  12  days. 
From  the  8th  to  the  13th  both  pumps 
were  shut  down  while  the  rotary  pump 


was  undergoing  repairg.  Tfae  elevation 
ol  water  on  the  8Ut  waa  —28.47,  being 
1.82  above  grade. 

Seetitm  16 — Work  continued  on  this 
aeotiou  during  the  entire  month  and  the 
forcea  used  did  not  vary  materially  from 
those  reported  last  month.  About  66 
men  were  engage<f  daily  in  excavation. 
A  force  of  16  laborers  and  B  teams  was 
engaged  for  5  daye  in  grading  the  ap- 
proach to  the  Lockport  Road  Bridge  and 
an  average  of  SO  laborers  and  4  teams 
from  the  7th  to  the  2Sth  in  grading  the 
approach  to  the  Wire  Mills  Road  Bridge. 
Thequantilies  vouchered  for  this  work 
were  as  follona:  Excavation,  17,600  cu- 
bic yards;  Lockport  Road,  broken  etone. 
618  cubic  yards ;  Wire  Mills  Hoad, 
broken  stone,  1,000  cubic  yards. 

Section  17— "Die  plant  in  the  new  river 
channel  consisted  of  1  steam  shovel,  I 
large  derrick,  3  locomotives  and  7  drills, 
all  of  which  were  in  double  shifts.  One 
car  team  hoist  ran  dally  and  1  steam 
hoist  at  the  south  end  of  the  section  ran 
both  day  and  nighf.  On  the  ITth  one  ot 
the  steam  hoists  was  moved  to  the  tail 
race  and  installed  on  the  east  bank  ot  the 
middle  basin  for  use  in  riprapping  the 
embankment.  In  the  tail  race  3  chan- 
nelere,  I  large  derrick,  1  locomotive  and 
drills  were  used  and  work  was  carried 
on  both  day  and  night  The  dredge  in 
the  upper  basin  ran  double  shifts  up  to 
the  aOth.  The  quantities  voncbered 
were  as  follows:  Solid  rock,  88,400  cu 
bic  yards;'  earth.  34,400  cubic  yards; 
raising  Tow  Path  masonry,  800  cubic 
yards;  completion  of  cribbing,  106,000 
feet  B.  M.;  sinking  and  filling  cribbing, 
1,000  cubic  yards- 

Seclion  JS— Work  of  excavating  at  the 
dam  and  conduit  was  continued  through- 
out the  month  and  05  ptr  cent  of  the 
foundation  was  made  ready.  Concrete 
was  placed  from  the  1st  to  the  Srd  and 
from  the  19th  to  the  fnd  of  the  month. 
About  95 per  cent  of  this  work  was  com- 
pleted.    Average   number  of  men   em- 

60.  A  new  derrick  and  boiet  engine 
was  set  up  on  the  east  end  of  the  tail 
race  and  a  large  amount  of  debris  re- 
moved from  the  site  of  excavation.  Ex- 
cavation for  foundations  for  retaining 
wait  was  commenced  on  the  8th  and  con- 
tinued to  the  24th;  a  force  placing  con- 
crete was  worked  between  same  dates 
and  shut  down  on  accountof  water  until 
a  pump  could  be  set  up.    Average  num- 


ber of  men  employed  on  excavation.  10; 
on  concrete.  45.  The  usual  car  plant 
was  kept  at  work  on  the  Maih  Channel 
south  of  Jpflerson  Street  and  90  per  cent, 
of  the  Channel  below  Jefferson  Street 
was  completed.  A  force  was  also  main- 
tained wasting  on  the  east  side  of  the 
Main  Channel  north  of  Cass  Street.  Av- 
erage number  of  men  employed  on  car 
plant,  118;  on  wasting,  in.  The  mate- 
rial taken  from  the  Uain  Channel 
was  placed  in  the  teree  south  of  Mc- 
Donough  Street  Bridge.  The  mnterial 
taken  from  the  dam  and  conduit  was 
placed  in  the  I.  &  M.  Canal  riprap) 
work.  Excavation  to  grade  under  the 
Jefferson  Street  temporary  bridge  was 
completed  on  the  4th  and  the  ereciion  of 
the  timlier  work  was  begun  ui  (he  11th. 
About  86  per  cent  ot  the  structure  was 
comoleted.  Average  numlier  of  men 
employed,  19.  Besides  the  new  derrick 
and  hoist  engine  mentioned.  S  Ihree-yard 
CRFB  were  added  to  the  plant  during  the 
month.  During  the  early  part  of  th« 
month  a  great  scarcity  of  latior  existed, 
but  the  force  on  the  section  wha  consid- 
erably increased  during  the  last  two 
weeks.  The  average  number  of  men 
employed  on  the  entire  section  was  318 
and  the  average  number  ot  teams  mas 
14,  About  48  per  cent  ot  the  entire  work 
is  completed. 

DIVISION  OP  DRAFTING  AND  DESIGSINO. 

The  regular  platting  waa  cortinued  on 
the  contour  mape  between  Lock;iort  and 
Willow  Springs,  the  60  teet  scale  mape 
of  the  Chicago  River  and  thg  atlas  ot 
the  right  of  way.  Some  work  was  ik>ti« 
on  the  mape  to  be  used  in  constructiug 
the  relief  map  ot  the  Main  Channel. 

The  following  drawings,  etc.,  were 
made:  One  set  300-feet  scale  mape  of 
the  Chicago  River  for  the  Special  Canal 
(Commission :  tracings  of  Desplaliies 
River  from  Lake  Joliet  to  Illinoia  River. 

Id  the  Bridge  Department  office  the 
greater  part  of  the  month  was  taken  up 
with  the  work  of  the  temporary  struc- 
tures at  the  Pan  Handle  crossing;  some 
time  was  given  to  the  temporvirv  siruc- 
ture  at  the  Belt  crossing  and  to  the  tem- 
porary work  at  Jefferson  Street.  Joliet. 

The  work  of  this  branch  of  the  iifilce 
force,  exclusive  ot  the  Bridge  and  Draft- 
ing Department,  was  a  continuution  of 
its  former  work,  with  the  exc«piion  thai 
some  time  was  given  to  plans  for  the  re 
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DIVISION  OP  RECORDS. 


1  estimate  the  expenses  of  thU  Depart- 


Reepecttullf  submitted, 
(Signed)  ISHAH  Randolph, 

Chief  Zngiiuer." 
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!. 

r"' '"•"''"'"■ 

;^,n.»».^tmig 

ni^lOKiTIOS. 

L-h«1u"el 

BriilKM. 

G«n- 

ToUl, 

UalD 
Channel. 

Rlvsr 

Bridget     °*4 

LvmoitC    afuhniif   Br, 

I3.«B8«   ...J 

IB,US<(  ..^ 
IS.inO!   r-S 

Wtntem  Sioiie  Oo.'b  Br.. 

Romeu    ni^wty      Br. 

%  I.JMBB 

B.0»  7« 

Lockiinn    Hlchwsr  Br. 

^BrlbS  L^;^.^'h'. 

CM*  St.  Bt,  (iTur  ».  □., 

'•»;fJ:.»r:.°'".1: 

'  "^H 

".!-.!■?  H.jr" 

a.MOW|JJ 

:iST.TTI140 

"■'""" 

ii.in  on 

I.IOTM 

ti»,a3.wre3 

SI,0<W.1M  3H 

I7T.0M  7* 

ii.33D.mo»u  wB 

iptembHraa,]  _6049  — 
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,...„™  TO  ..  ......        [  ....,.,..  „  »  PiO.  o.  ..m..™. 

T.... 

Paldtoua,.. 

oC. 

Total. 

!   Reuined         Unpaid 
;Peroen(««BB.|  Vouoba™. 

TOW. 

S        S2.WB811 

"■""" 

!M,BU  3» 
I0.U5SK 

I 

S      soo«o 
1,000  00 

1.000  00 

1,000  00 

!    1      1.6«3i      J      1,17-1  iT 

2^,9  B, 

!              ;             ■     "   "" 

SB.S6S75 
y),0T8  00 

3S.3eSTA 
^.ftfflB 

I, 

Ml,  » 

■  ■-■ 

3»,ain« 

»S1,8»B,969T1 

ll,lU.<n  IB 

ti.fioo.osi  iBi    tfre,s73  43|    (lei.uisBa 

»«T,SS7  S5 
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*"°IS!Jr«.''l8M°""'' 

-"—"l 

Jfaln  Channel. 

hi 

Main  CAanniL                   ' 

Cd.TdB 

Cu.Yds 

*1», 

QludU 
Drift. 
Cu.Ydi. 

a. 

Co  Ydi. 

CiLYdi. 

ai.sao 

as» 

2,740 

'§1 

,lr>H,*l 
.•i:.,t;:i 

.f:a.<i\T 
,hir,.iW 
.trn.S'.ii' 
>.-i,.-.lr. 

lyifiiTic 

^.m 

JS1.7SI 
40,170 

S;?S 

44.0S1 
83>10 

,S:!!! 

T1.8J6 

11,889 

ajeo 

S7,44S 

sialwiB 

ST,O80 

8M 

B,W8 

lUfiBB 

i3.ai» 

U4,SES 
4WI.TM1 

SS3 

sr&eov 

,,si, 

iloos.Tw' 

1,1*1.890 
989.711 

i,cu!«efi 

1.0W,7«I 
«7,0S9 

m,4S4 

10,111 

1,000 

8.175 

ii,«eT 

■■"wo' 

800 

88.4 

C.T?nVRCo:'i  Bridge'oTerChV 

" 

too 

9.873.6 
11,000 
1T,8«» 

2,888 

r.4ts 

T,800 

C,  M.  *  N.  R.  R   Co. -a  Bridge   OTBr 

' 

*«L*.?jn-?r8S,"-;i.r'!":*..°.™ 

BeltR«llwa|^,-»  Bridge  OTer  Main 

A.,  T.  *  8.  F.  Ry.  Co,'B  Bridge  oxe 

Bi,3U 

S,CTO 
4,T48.1 

C.?t't" r'.  a°C^-i"BrWie  oVirM^n 

C..T-  T,  H.^.  a;.'a  Bi-.OTSr  Desplklnes 

■1,«S 

284 

"MalnSES^sST'^""  ""' 

88,814 

g,ooa 

Ag°4TF.''R^.2«VMdi;-o;;r 

400 

1.780 

s,i3a 

"?=."'?"'!'""'"  "•'  "•'" 

BOO 

|l  Beptemb«r  36,1 

STBUcnON  CONTRACra  SKPTEMDEB  1,  18W. 


■UT.. 

DONK. 

PLnXD. 

fflwrffltwAw. 

=' 

J(u,„  {;/„„„.>!. 

1 

1 
i 

Ha- 

Conor't 

h: 

(^Tda 

'jinl'"' 

I'S. 

'■■'''^■'' 

PUu. 

TO.T0O 

6.717 

138,TM 

iiisi' 

12,181 

8,018 

i.eia 

P 

eo,8£ 

,%■" 

1- 

00 

00 

00 

z 

i" 

100 

100 

n.M 
00 

00 
100 

7.,.T 
100 
100 

■: 

100 

78.00 

iS! 

M 

6 

100 

100 

lis 

100 
100 
100 
100 
100 

100 

100 

"ioo 

IOO 
100 

100 

nm 

ie.sn 

Is 

i4«a 

100 

Sffi 

ei;») 

■m 

MOB 
11.4M.1 

ao,43c 

100 

100 

100 

00 
IDO 
00 

100 

100 

00 
100 

100 

100 

B0.9T 

100 

m 

100 

W,40P 

3.800 
1S.000 

784 
1.M1 

1034* 
44,840 

00 

1 

10^8 

l,4».M 

4.S«I 

M.BOO 

14.8«0 

s.m 

4.2Se.T7 
BBB.W 
!,88B.84 

.  * 

4M* 

a,ioo 

7,0TO 

a.7w 

B,T« 

«,M».08 

ras.s 

<.0B7.S 

M 

Ii9S.8 

sii.crr 

483.% 

ton 

1.M1 
1,IM.B 

100 
100 

1.000 

™ 

400 

39,re5 

100 
100 
100 

Uepl  ember  36,  j 


STATEMENT    SUOWlSti    COStHTIOI 


Win   Uilli   Road  Brldxe  oTer  Main 

CtaKnnel,  Sua.  IB 

B.,  J.  *  B.  R,  R.  Co.'i  Bridge,  belween 

AaH    llt«Dl)  IT  

t  Bridge  DTer  Uftlo  Chui- 


*  I, MS— River  DlTenloD. 
t-ft'O-RBUlninit  Willi. 
15,li»-RalBlnlneW«II, 


Ssptambor  36,J  _6(l63— 

M'HL'CTIOH   OONTFACTS    SEPTEMBEb'i,  J'Va-rm/lpueU. 
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M 

.„,„„„.. 

AHODKT  EARKKU  Dtllllia  iBOD»T, 
ISM, 

AHDITNT  KAtaSD  TO  Batk^ 

Mt>ll> 

nrlilKHs. 

Oi-r- 

Tolnl, 

Uuin 
Ch.«uel. 

DiveJiaon. 

Briflip.,. 

HI 

CUluHKO  Blrer  ImD'raeiit 

|M,SI»  47 
T.lOttM 

«    3S4.T4AH 

air.SOT  oo 

1N>7,1H1  U 

«ai.s«oo 

SM.734  IX 

aii.4i>4  w 

T5.!.1>B8*- 

BW,os»ai 

44B,USW 

,Sa! 

'srr.Msoi 

74fl!a>7  a 
»8T.Bir.a 

1Hl!«7  II 
MLDlli  S 

SBfkSM  11 
1B4.fflBSl 

(10.IH7  M 

•■l-ESSl-^ 

f:;:::;:::::::::::::::::: 

■     .....T-l 

1... -MI-IS 

1 

F     

"r„..."L.V,       ■    .li    ... 

;:,::.,  ■■;,;,^/w 

TS.IW;  T 
40.1  U  1) 

4 

is;,            1 

-r.» 

■■■■»;» 

Wiug  UiJ|        lU.Hug  bU 

4a.flM  4« 
si,tH  Si 

■  "uii'fci 

117  Bl 

8,B«1I 

11!  2 

.^« 

11,548  « 

B,OM00 

.,»J 

'■'"C^t:^^^'^^!: 

4.m)oo 

H.T4a« 

94.44TH 
lM,lSt  W 
i4.S1t  <T 
41.1  IB  U 

mmn 

Taylor  St.  Br.  OTW  Oil. 

""1 

».fMH5B 

0.  T.  T,  B.  a  Co-'B  Br. 

0«reh(<MW0Rl«r.... 
a.  W.  BlTcTgr..  OTer  X. 

Piia  Huidle  Br.,  over  U. 

'•^,?lS:.'iSi:°::: 

Ke<]r.l6  Av.  Br.,  over  M. 

A.,  T.  A  S,  F.  Rt.  Co.'b 

999  88 

31I8N 

A.^T.*8.F.  Ky.  Co/. 
A..  T.  A  S.  F.  Ry.  Co.'s 

s.ittaes 

a.m/» 

1I«,»B71 

i9.t]o  n 

»,Tano 
lor.OCTM 

SI,WT3» 

Lyons -Summit  Road  Br„ 

I.Tons-HiUDmll  Road  Br., 

»» 

sost 

C.  T,  T.  H.  R.  Ck>.'«  Br.. 

ovBrD-R..8Bc-E 

A..T.  *8.  F.  Ry.  Co,-- 
Br.  mid  Stephen  -flreet 
Subway  over   H.  C, 

4.0Gr«] 

!,«-« 

Laoais 

1,(I(»H 

A..  T  *  8.  F.  Hy.  Co.". 

r*^^ 
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• 

Amount 
Paid  to  Date. 

BBMAINIMO  TO  BE  XARHBD. 

BEMAIKXNO   TO  BB  PAID  ON  TOUCHSRS. 

1 

Total. 

Main 
Channel. 

Bridges. 

TotaL 

Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

S     884,745  06  < 

1     817,045  03 
454.418  75 
814,196  85i 
160.070  52 
817,287  06 
800,474  85 
289.846  00 
804,241  41 
396,149  20 
875,088  00 
601  ,.551  83 

504,919  esi 

484.2.59  40J 
498,587  76^ 
917.825  81 

S  187,280,86 

8.665  b7 

80,511  29 

$    187,280  86 

8.665  67 

80,511  89 

$    88,496  19 

6,797  96 

18,498  88 

$  89,801  84 
4,838  06 
8.818  68 

$  67,700  08 

465,049  65 

10,630  90 

280,007  66 
160,070  52 

16,810  80 

217.287  06 

2,287  45 
6,672  05 

2,887  46 
6,678  05 

305,498  75 
289346  00 

•••••         ••••• 

8,913  80 

8,105  60 

5,018  90 

804,784  18 

14,177  52 
64  68 

14,177  52 
64  68 

499  71 
8,489  80 
7,846  75 
8,999  86 

402  71 

886,688  40 

.  • . 

2,489  20 

417.082  18 

84,108  38 
97,406  88 

41,960  13 

797,957  52 

29  68 

89  58 

106,406  19 

504.919  83 

484,259  40 

498,587  76 

917.825  81 

1,356.510  66 

1,849,616  00 
940,975  86 
841,291  35 

1,058.6.38  66 
755,860  9 
748,746  98 
797.495  «8 

1,000,960  74 
819,424  80 

1,009,186  70 
841,571  9-^ 
860,566  06{ 
819,888  19 
931,457  10 
552.083  46^ 
47,966  97 

6,179  88 

716  83 

6,885  66 

940,975  86 

•••■••••   •••••• 

641,291  85 

1,058,688  66 

755,860  98 

748,746  9S 

797,495  98 

1,001,936  11 

8.997  66 

8,997  66 

483  18 

551  25 

984  87 

819.424  80 

1.009.186  70 

.       ...a...... 

841,571  92 

] 

... 

860,566  06 

, 

819,888  19 

1 '•• 

1                •••••••• 

931,457  10 

55-^088  46 

61,219  66 

:         fl'ioa'RO 

6,108  50 

14,033  85 

824,780  00 

7,280  82 
26,668  16 
83.146  39 

5,971  87 
86,622  a^ 
85,498  72 

13,262  69 

286.399  18 

283,106  67        14.0SS  85 

63,290  51 

193,646  35 

145,001  241 

261,760  67 

18,052  85 

4,050  00 

16,888  46 

65,746  2T 

145,687  58 
72,4!3  84 

160.134  67 
14,515  47 
48,118  58 
79,900  78 

,    224,7b0  00 
1,, 

48,645  11 

861,760  67 

18,052  85 

4,060  00 

15,446  87 
66,786  72 

283,722  40 
6,000  00 

451,680  24 

15,445  87 
66,786  72 

288,722  40 
6,000  00 

451,680  24 

16,020  14 

581  68 

681  68 

56,746  27 

! 

149,962  42 

44228  22 
1,645  00 

46  62 
20,389  00 

4,274  84 

94,447  84 

22,081  00 

160,134  67 

14,515  47 

. ».*........ 



43,118  58 

••••»•• 

79,900  78 

167,292  50 

167,292  50 

114,805  78 

114,305  72 
19,210  73 
12,999  65 
41,148  77 
60,682  75 
7,690  53 
22.968  5S 

72.186  4S 
28,275  07 
21,227  8S 

19,210  78 

18,171  72 

•••■■•••■ 

172  07 

172  07 

41,148  77 

1 

50,683  75 

0,728  80 

6,448  45 

8,448  4fi 

il                658  49 

1,474  23 

2,132  77 

22,968  52 



1 

'1 

107,087  93 

1 
( 

21,000  00 

21.000  OC 

1 
1 

21.7S1   17 

13,170  81 

34,901  49 

23,275  07 

............ 

21,287  89 

1 

u^, 
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..o.KT  ..K«.o^DD«iN8  .u^fsr,    jj                                  .^^^^^^  ^^^^^  ^  ^^_^       ] 

DESIOSiTlON. 

Main 
Channel 

Brldeea. 

r.: 

Total.  |1     p,^;°^, 

nivJ^ror. 

BrIdBM. 

Oenenl.  • 

Lemaiit    HIeIiwil)'    Br , 

li 

13.083  (B 
Bfl,71ll  14 

is.^  ee 

10.185  OS 
41,034  8£ 

::;::::! 

|l 

Borneo     nighwar      Br, 

1  Lswee 

S,0«75 

B,W8  7!t 

Lootiiort    Hlahwny  Br. 

Wire  Mills  Rd.  Br.,  orer 

:::::::::  ■""':■■::: 



^.'fe.'T..'::"..";.^-: 

Jefferson  SC  Br.  over  H. 

C.  R.I.  *P.a.R,Bpfdge 

5.250  00 

wCmt's 

11,107  ee 

1.167  AC 

ll,33B.aSOK:i 

Totals 

«e7.m« 

tn.m  74 

I1.IB7  se 

«Mtl.Sgae>'lb  19.423.907  83    Sl,00a.1Bfl38 

5ri,oi7 1 

Saptamlier  2fl,]  _6049  — 

COSSTnyCTKlN  UONTRACTM.  SEPTEMBER  1,  iSOS—OonUnvtil. 


R»M 

»n<-TOW«K™.         1 

„.-««™,. 

™b,p.„o« 

.ODCH.™. 

Total. 

'"""-   cffi. 

Itiiiifr«a. 

1 
Total. 

Retained 

TlnpitM 
VuuchBM. 

,„.. 

:; 

1' 

1-  ess  63 

^1 

SB-ai  N 

„.„« 

1      soooo 

IMOOU 
1.000  00 

1,000  ool 

S     1.000  o«' 

1      I.MS54 
ISl  W 

S    1.174  er 

l,aiMB8 
4.880  U 

13810  81 

loiara 

10  usees' 

413WK 

^ 

■1 

45.0*7  25 
,10.078  00 

1 

1 

406% 

■-  -^ 

S  «i,s«i.Be«  7t 

Ssi.STsi,or»  Ml  9463,s(ii  ai 

I1.1M.10T  18 

»1,MI0,0S1  49 

txejasa 

SI81.U13  OS 

J45T.387S5 

■Duabim  Towing  and  WreckiDC  Cotepany   (fue),  Bltlnga,  n 
■John  F.  Hiff^ns  (priutlug  proccedtDgs.  SepCembar,  ISUB) . . 

Isham  RiiDdulph  (czponee) ' 

Gihan&Bjmc  (Sl-cILoo  H,  September  30, 1899)... .■ t  3,5S:i  w 

ChrtBllo  &  Lowe  (Seclltn  K^  Beplember  30,  1899) TiCJ  47' 

Tlie  Toledo  Bridge  Compaoj  |8ectlon  K,  Belt  Railway  Bridge) 1.082  W 

Hayes  Bros,  et  al.  (Section  N,  September  80,  189M).,...i 3,tM(  60 

Hayes  Bros,  et  al.  (Section  O,  September  30,  1899) 535  00 

McArtburBroB.  Corupaay  (Section  O,  elKtat-tntCb  bdd|;e) 26.301  3T 

McArthur  Bros.  Company  (Section  O,  elelit-tmck  bridge) !7,0W  is 

Thomas  Moulding  Company  (Sention  O,  eiRbt-tcacli  brlilg*) 3,004  To 

Lydon  &  Drews  Company  (By-Pass.  CUlciiEO  RiTer) 7,8S4  -JB 

Ly ion  &  Drews  Company  (By-pass,  Clilcajto  River) , 4,24S  li:i 

Haivorson,  Richards  &  Cu.  (Section  E,  remoylnK  daml..! IKl  iO 

Haivorson,  Richards  &  Co.  ( Seel  Ion  E,  Sumnilt-Lyons  roxi) 44  41 

Heidmaler  &  Neu  (Section  17,  building  dam,  etc.) SfO  "JO 

Hayes  Bros.  (Section  M,  poniplng  plant) 1^4  W 

Grlfflthsft  McDaciiiolt  (Bt-Pass  roadway) C7ii  84 

Isham  Randolph  (painting  Refrulatlng  WorliB) 413  00 

Pennsyiyanla  Company  (switching  and  doniurrago) TIA  W 

Peter  Petersen   (cement  warahouBel 110  1)0 

Peter  Petersen  (storing  old  steel,  etc.) 160  r.-J 

Peter  O'Laughlan  (llllinE  tor  By-Pass) 15  75 


«  paid  by 


vith  1 


Itched,  d 


n  against  the  Tai  Levy 


Mr.  Garter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  ae  read  and 
ahona  above,  be  approved  and  ordered 
paid. 

On  roll  call  the  vot«  stood.'  Yeas— 
Heaara.  Boldenweck.  Carter,  Eckhart 
(except  as  lo  roucher  in  faior  of  Dunham 
Toicing  if-  Wrecking  Compamjfoi-  $631.98, 
on  tekich  he  rated  nay],  Jonea  (except  as 
lo  rouchera  in  faror  of  the  Canal  Comtnia- 
sionemfor  f55S.OO,  John  F.  Uiggiiw  for 
$303.4!)  and  Thomas  Moiildinif  CoiiiiHinti 
for  f3.004J5.  on  all  of  which  le  voled 
nay),  Kelly.  Mallett«.  Smyth  and  Wenler 
— eight  (except  as  abate  staled).  Naya— 
none  [except  as  abore  slated). 


Before  voting  Mr.  Mallette  made  the 
following  explanation,  which  he  desired 
to  have  recorded  in  the  proceed  in t:;a;  "I 
vote  aye  on  all  the  vouchers,  but  I  want 
to  explain   my   vote   on   the  voucher  in 


tavor  of  Dunham  Towing  and  Wrecking 
Company.  I  have  heretofore  refuaed  to 
vote  for  anything  in  connection  with  the 
l>oat,  but,  as  long  aa  we  ha,ve  purchased 
the  boat  and  incurred  the  f  xiiense,  I  be- 
lieve it  is  our  duty  to  pay  the  bill." 

REQUISITIONS. 
The    Clerk    presented    the    follow  log 

No.  594,  Engineering  Department 
(quarterly  suppliea) 93S1  17 

No.  831,  Law  DepartmeDt  (ata- 

tionerj) 18  00 

Mr.  Kelly,  seconded  by  Mr.  Smyth, 

moved  that  Requisitions  Noe.  594  and 

83i,  as  read  and  ahown  above,  be  al- 

On  roll-call  the  vote  stood:  Yeas — 
Measra.  Boldenweck,  Garter,  Elckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter—eight.    Naya — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


APPROVAL  OP  BOND   ON   CONTRACT  FOR 
SUPBRSTRUCTURE    .   FOR      TOW-PATH 
BREDOE  CROaSINS  THE  RIVBR  DIVER- 
SION   CBASNEL    ON    SEUTION    17. 
Ur.  Carter,  Chsirman.  preEented,   and 

o  the 


the  superatructure  for  the  Tow-path 
Bridge  coming  tha  RiTer  DJ  version 
ChaiiDel  on  Section  17,  the  report  beinfc 
accomp&Died  bj  the  said  contract  and 
bond  in  duplicate,  and  recom  me  oiling 
that  said  bond  be  approved. 

Ur.  Gart«r,  seconded  bj  Mr.  Ecbhart, 
moved  that  the  report  be  adopted  and 
Ihe  recommepdationa  contained  therein 
concurred  in. 

On  roII~call  the  vote  stood:  Yeas — 
MesaiB.  Boldonweck,  Carter,  Eckharc, 
Jones,  Kellj,  Mallette,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  result  the  Preaident  declared 
the  motion  carried. 

The  following  is 

THE  REPORT. 

"Chicago,  Sept.  3«,  1899. 

To  thi  Honorable,  Ihe  Board  of  Trusties  of  the 
Sanitary  IKstrirt  of  Chicago  : 

OBNTLEMBN—Your  Committee  on  Fi- 
nance, to  whom  was  referred,  at  the 
meeting  of  the  Board  of  Trustees  held  on 
the  26th  day  of  September.  A.  D,  1899 
(page  8054  of  the  Proceedings),  the  ap- 
proval oF  the  bond  of  The  Joltet  Bridge 
and  Iron  Company,  desireu  to  report  as 
follows : 

The  Committeehaaezamined  said  bond 
and  finds  that  the  same  is  executed  in 
proper  form,  and  that  the  surety  there- 
on. The  City  Trust,  Safe  Deposit  and 
Surety  Company  of  Philadelpiiia,  issufB- 
cient.  The  penalty  in  said  bond  is  four 
tbousand  ({4,000)  dollars. 

The  Committee,  therefore,  recom- 
menda  that  said  bond  be  approred  by  the 
Board,  of  Trustees. 


B.  A.  EcKniRT, 
Fhank  Wentek, 
Thomas  Keu.t, 

Vommillfe  on  Fiitiiii 


REPORT  IN  RKPERENCE  TO  BIDS  ON 
ASPHALT  FILLING  FOR  A„  T.  &  8.  F. 
BRIDGE   AT   LBUONT. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference 
to,  and  accompanied  by,  the  bids 
submitted  for  the  asphalt  filling  be- 
tween the  counter- weights  of  the 
A.,  T.  &  S.  F.  Bridge  at  Lemont;  the 
report  setting  forth  titat  the  Chief  En> 
gineer  has  been  directed  by  the  Com- 
mittee to  have  the  asphalt  filling  done 
in  the  best  possible  manner  and  asking 
that  its  action  be  ratified. 

Mr,  Smyth,  seconded  by  Mr.  Kelly, 
moved  that  the  rejiort  be  adopted,  and 
the  recommendation  contained  therein 
concurred  in. 

Mr.  Jones  presented  a  minority  report 
in  regard  to  tne  same  matter  and  moved 
that  it  b6  substituted  for  the  majority 

On  roll-call  on  the  motion  of  Mr. 
Jones  the  vote  stood:  Yeas  —  Mr 
Jon  ea— one.  Nays — Messrs.  Bolden- 
week.  Carter,  Eckhart,  Kelly,  Mallelte, 
Smytii  and  Wenter — seven. 


Mr.  Jones,  seconded  by  Mr.  Carter, 
then  moved  to  amend  the  majority  re- 
port by  adding  the  words,  "in  com- 
pliance with  law,"  so  that  it  shall  read, 
"done  in  the  best  possible  manner  in 
compliance  with  law." 

Mr.  Smyth  accepted  the  amendment. 

On  roll-call, on  the  motion  of  Mr.Jonea 
to  amend,  the  vote  stood :  Yeas — Ueasrs. 
Carter.  Jonesand  Mallette — three.  Naya 
— Messrs.  Bold  en  week,  Kelly,  Ecbhart, 
Smyth  and  Wentpr— five. 

Upon  this  result  the  President  de- 
clared the  motion  to  amend  lost. 

On  roll-call  on  the  original  motion  of 
Mr.  Smyth  for  the  adoption  of  the  ma- 
jority report,  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Kelly,  Mallette.  Smyth  and  Wenter— 
eeven.    Nays — Mr,  Jones — one. 

Upon  this  result  the  President  declared 
the  motion  carried  anil  the  majority  re- 
port adopted. 

The  following  is 

THE  MAJORITY  REPORT: 

"Chicaoo,  October  4, 1899. 

To  Iht  llonorab/f,  Iht  Board  of  Traitrti  of  tht 
Samlary  Dislricl  of  Chicago  : 

Obhtlbhbn— Your  Committee  on  En- 
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gineering  desires  to  report  tbat  it  has 
carefully  considered  the  bids  submitted 
for  the  asphalt  filling  between  the  coun- 
terweights of  the  Atchison,  Ifopeka  & 
Santa  Fe  Railroad  bridge  at  Lemont;  and 
that  your  Committee  has  directed  the 
Chief  Engineer  of  the  District  to  have 
the  asphalt  filling  done  in  the  best  possi- 
ble manner. 

Your  Committee,  therefore,  respect- 
fully asks  that  its  action  in  this  regard 
be  ratified  by  youir  Honorable  Body. 

Respectfully  submitted, 

(Signed)  Thouas  A.  Smyth, 

CJiairman. 
J.  P.  Mallette, 
b.  a.  eckhaht, 
Thomas  Kelly, 
Fkank  Wbnteu, 
Wm.  Boldenweck, 
Committee  07i  Engiiieerina.^* 
(Three  enclosures.) 


The  following  is 

THE  MINORITY  REPORT: 

To  the  IfoHorable^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Qbntlbmen — The  action  proposed,  in 
authorizing  the  Chief  Engineer  to  have 
this  work  done  under  the  bids  submitted, 
is  a  defiance  of  law,  and  the  under- 
signed protests  against  this  flagrant  dis- 
regard of  the  statute.  The  Jaw  of  the 
Sanitary  District  provides  as  follows: 
"All  contracts  for  work  to  be  done  by 
such  municipality,  the  expense  of  which 
win  exceed  f  500,  shall  be  let  to  the  lowest 
responsible  bidder  therefor,  upon  not 
less  than  sixty  days  public  notice  of  the 
terms  and  conditions  upon  which  the 
contract  is  to  be  let  having  been  given  by 
publication  in  a  newspaper  of  general 
circulation  published  in  said  district." 

All  the  propositions  submitted  by  the 
majority  report  exceed  $500.00;  and  no 
advertisement  of  sixty  days',  or  any 
other  period,  having  been  made  for  this 
work,  no  contract  let  hereunder  will  be 
valid  and  any  taxpayer  may  at  any 
time  enjoin  the  payment  of  any  money 
earned  thereunder. 

(Sig^ned) 


Alex.  J.  Jones. 


REPORT   ON  RESOLUTION  IN  REFERENCE 
TO  DEEP  WATER-WAY  CONVENTION. 

Mr.  Wenter,  Chairman,  presented  and 
the  Clerk  read,  a  report  from  the  Joint 


Committee  on  Federal  Relations  and 
Eugineering  on  the  resolution  in  refer- 
ence to  the  Deep  Waterway  Convention, 
presented  and  referred  to  that  Commit- 
•  tee  at  the  meeting  held  September  20, 
1899,  (page  €083  of  the  Proceedings.) 

Mr.  Wenter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
that  the  President  be  directed  to  have 
transmitted  to  the  Deep  Waterway 
Convention,  to  be  held  at  Peoria,  on  Oc- 
tober 10th  and  11th,  1899,  one  thousand 
copies  of  the  report. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— eight.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT : 

"Chioaqo,  October  4,  1899. 

To  the  Honorable^  tlie  Board  of  Triutecs  of  the 
Sanitary  District  of  Chicago : 

Gentlemen — ^Your  Joint  Committee  on 
Federal  Relations  and  Engineering,  to 
whom  was  referred  the  resolution  on 
page  60o8  of  the  Proceedings,  in  refer- 
ence to  the  Deep  Watei^way  Convention 
to  be  held  at  the  City  of  Peoria,  October 
10th  and  llih,  1899,  transmits  herewith 
to  your  Honorable  Board  the  following 
report: 

To  the  President  and  Members  of  the  Deep 
Waterway  Convention^  Peoria^  III: 

Gentlemen — While  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicag^o 
has  not  officially  been  invited  to  be  rep- 
resented at  the  Peep  Waterway  Conven- 
tion, to  be  held  on  October  lOth  and 
11th,  1899.  In  your  city,  each  in- 
dividual Trustee  has  received  an  invita- 
tion to  participate  in  your  deliberations. 
This  being  the  case,  we,  as  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago, take  cognizance  of  said  Conven- 
tion, as  we  believe  that,  if  the  Deep 
Waterway  from  the  Lakes  to  the  Mis- 
siHHippi  River  becomes  a  matter  of  fact, 
the  Sanitary  District  of  Chicago  will 
have  contributed  towards  the  consuma- 
tion  of  said  project  the  lion's  share 
thereof.  As  an  official  body,  represent- 
ing the  Sanitary  District  of  Chicago,  we 
take  especial  pride  to  be  in  a  position,  at 
this  time,  to  place  before  you  facts  and 
figures  that  clearly  demonstrate  that 
Chicago  is  in  a  position  to  furnish  with- 
in a  very  short  time  the  main  link  of  the 
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Deep  Waterway,  extending  oyer  twenty- 
eight  miles  through  the  most  difficult 
territory  through  which  this  waterway 
is  to  be  completed  as  a  whole. 

The  Canal  proper  is  160  feet  wide  in 
the  solid  rock,  extending  over  fourteen 
and  ninety- five  one- hundredths  miles. 
Through  the  earth  and  hard  pan  its  length 
is  thirteen  and  one- tenth  miles,  varying 
m  width  all  the  way  from  198  to  290  feet 
at  the  water  edge;  having  a  universal 
depth  throughout  its  entire  length  of  the 
approximate  twenty- eight  miles  of  not 
less  than  twenty-two  feet  of  water.  The 
Canal  of  twenty- eight  miles  is  exclusive 
of  the  Chicago  River  proper. 

The  Canal  is  spanned  by  the  finest  and 
the  most  modern  movable  type  of 
bridges  that  ingenuity  could  devise, 
having  thereby  given  lull  consideration 
to  the  navigable  feature  of  the  Canal. 

Neither  the  State  of  Illinois  nor  the 
the  United  States  have  contributed  one 
cent  towards  the  building  of  this  gigantic 
piece  of  work;  the  entire  expense  being 
in  the  neighborhood  of  $88,000,000.00, 
being  borne  by  the  tax  payers  of  the 
Sanitary  District  of  Chicago,  while  the 
great  canals  of  the  world  that  were  fin- 
ished in  recent  years,  such  as  the  Man- 
chester and  the  Baltic  Ship  Canal,  were 
undertaken  and  either  wholly  or  partly 
paid  for  by  the  respective  countries  in 
which  they  were  built,  England  and 
Germany. 

As  to  the  size  of  the  Chicago  Canal,  it 
can  be  stated  that  it  ranks  in  size  with 
the  largest  canals  of  the  world,  and  it 
has  a  greater  cross- section  than  either 
the  Suez,  the  Manchester  or  the  Baltic 
Ship  Canal. 

We,  as  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago,  are  very  deeply  con- 
cerned in  the  furtherance  of  the  project 
to  extend  a  Deep  Waterway  from  Lock- 
port,  as  far  as  we  have  built  the  same, 
to  the  Mississippi  River;  and  it  certainly 
is  a  great  satisfaction  on  the  part  of  the 
citizens  of  Chicago  to  know  that  the 
contribution  made  by  the  Sanitary  Dis- 
trict of  Chicago  towards  a  Deep  Water- 
way is  going  to  be  the  most  gigantic  and 
grandest  piece  of  construction  of  the  en- 
tire length  of  the  Deep  Waterway;  and, 
through  the  construction  of  this  mighty 
Canal  by  the  Sanitary  District  of  Chicago, 
it  will  make  it  possible  now  to  receive  as- 
sistance from  the  National  Government, 
owing  to  the  fact  that,  by  a  clear  demon- 
stration, for  the  amount  of  money  ex- 
pended the  accomplishment  is  such 
that  the  missing  links  or,  in  other  words, 
the  expense  from  Lock  port  to  the  Mis- 


sissippi River  can  easily  be  ascertained 
and  the  expenditure  will  be  but  a  baga 
telle  for  the  National  Government  when 
one  city  itself  furnishes  the  most  diffi-^ 
cult  portion  of  the  Deep  Waterway  Canal 
in  construction  as  well  as  the  greater  ex- 
pense. 

We  trust  your  deliberations  will  be 
such  as  to  bring  about  harmonious 
action  in  furthering  the  project  in  view, 
for  united  action  is  essential  on  the  part 
of  the  people  of  the  Illinois  Valley  and 
the  City  of  Chicago  in  order  to  be  able 
to  enlist  the  aid  and  support  of  the  peo- 
ple, and  their  representatives,  of  the 
neighboring  states,  when  the  project  of 
a  Deep  Waterway  from  the  Lakes  to  the 
Mississippi  River  will  be  formally  pre- 
sented to  Congress.  As  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago, we  would  recommend  to  your  Con- 
vention favorable  action,  nailiely:  To 
call  a  convention  in  Chicago  sometime 
in  the  early  part  of  next  year,  1900,  in- 
viting not  only  representatives  from  this 
State,  but  including  members  of  Con- 
gress, •  United  States  Senators  and  such 
other  representatives  from  the  adjoining 
states,  such  as  Iowa,  Wisconsin,  Indi- 
ana, Missouri,  Michigan,  Kansas,  Ne- 
braska, Minnesota,  Mississippi,  Louisi- 
ana, Tennessee,  etc.,  and  to  make  said 
convention  representative  of  the  great 
West  and  South.  While  said  convention 
meets  here,  the  Canal  can  be  inspected 
and  nothing  but  good  can  be  derived 
therefrom. 


(Signed) 


Respectfully  submitted, 

Frank  Wbntkb, 


Chairman. 


B.    A.tECKHART, 

Z.  R.  Carter, 
J.  P.  Mallettk, 

Jos.    C.    BUADEN, 

Wm.  Boldenweck, 

TuoMAS  A.  Smyth, 

Thomas  Kelly, 

Alex.  J.  Joxes, 

Joi?i1   Committee  on  Federal    RchUions    and 
Fnylneering.^^ 


CLOSING   OP   OFFICES  DURING  THE  FALL 

FESTIVAL. 

Mr.  Jones,  seconded  by  Mr.  Mallette, 
moved  that  the  President  be  authorized, 
under  the  direction  of  the  Committee  on 
Engineering,  to  close  the  offices  of  the 
District  on  such  days  of  next  week  as  may 
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b»  deemed  advisable  in  deference  to  the 
Fall  Feetival  and  the  Deep  Waterway 
Convention,  and  to  postpone  the  refctilar 
weekly  meeting  of  the  Board  from 
Wedneedaj  until  such  later  da?  to  the 
week  as  may  be  deemed  proper. 

inimoualy 


ADJOURNMENT, 


jZ,^  ^^^Kc. 


October  12,) 


—6063- 


[1S99 


—OP    THJB— 
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Sanitary  District  of  Chicago. 


OCTOBER  12.  1899. 


OFFICIAL   RECORD 

JHibUshed  by  authority  of  Vu  Bocard  qf  Tru»teeB  of 
the  Sanitanf  District  of  Ohieago, 


♦REGULAR  MEETING. 

The  four  hundred  and  fifty-eighth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Thursday,  October  12,  189d,  at 
2  o'clock  P.  M.,  as  postponed  in  accord- 

•NoTB— On  Wednesday,  October  11.  1889,  no 
meeting  was  held,  postponement  having  been 
made  in  accordance  with  the  action  of  the  Board 
at  the  meeting  held  October  4, 1889. 


ance  with  the  action  of  the  Board  at  the 
meeting  held  October  4, 1899  (page  6061 
of  the  Proceedings). 

On  roll-call  Messrs.  Boldenweck, 
Braden,  Carter,  Eckhart,  Jones,  Kelly, 
Mallette,  Smyth  and  Wenter — nine 
members,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

m 

The  minutes  of  the  regular  meeting 
held  October  4,  1899,  were  approved,  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Mallette. 


VOUCHERS. 
The  CUrk  presented  the  following  Touchers: 

ENOINEKRING  DEVARTMEXT. 

K.  Seelljr  (flag  p«les) *         2  70 

Fesrson  Brothers  (blue  prints) 4  41 

Robert  W.  Hunt  &  Co.  (sieves) 5  55 
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John  F.  Hlffgins  (printing:) *. $ 

P.  F.  Pettibone  &  Co.  (printing » . .   

Western  Camera  Manufacturing  Company  (photo  supplies) 

Henry  Gebhardt  (repairs) 

Hans  Isak  (guage  reading^  Sept.  1,  18^ j 

Fairbanks,  Morse  &  Co.  (repairing  cement  molds) 

The  Chicago  Towel  Supply  Company  (toweling) 

Samuel  Hanks    ice) 

J.  H.  Alexander  (rent.  Lockport,  Sept.,  1899) 

Isbam  Randolph  « postage  stamps ) 

Eugene  Dietzgen  &  Co.  (blue  prints) 

Burke  &  James  (photo  supplies) 

W.  M.  Hughes  (expense) 

J.  8.  Hull  (expense) ' 

*Donald  Fraser  (inspecting  bridges) 

*G.  M.  Wlsner  (expense ) 

*W.  T.  Keating  (expense) ^ 

*H.  B.  Alexander  (expense) 

t^    632  30 

C!LEUICAL   DEPARTMENT. 

A.  P.  Little  (paper) - *         4  85 

Thayer  &  Jackson  Stationery  Company  (stationery) 6  11 

The  Typewriter  Inspection  Company  (repairs)., 12  00 

The  Chicago  Towel  Supply  Company  (toweling) 7  50 

Samuel  L.  Hanks  (ice) 15  00 

$        45  46 


9     <  To 

6  00 

6  00 

4  76 

10  00 

21  00 

je  45 

89  50 

17  00 

40  00 

35  04 

39  .35 

28  38 

87  30 

57  72 

77  75 

80  17 

69  57 

LAW    DErAKTMENT, 

The  Chicago  Towel  Supply  Company  (toweling  \ $  4  50 

Samuel  L.  Hanks  (ice) 7  50 

E.  B.  Myers  &  Co.  (law  books) 4  00 

Edward  Thompson  &  Co.  <  law  books) 6  00 

James  D.  Cockcroft  (law  books) 12  Ot) 

Elizabeth  H.  Ryan   (typewriting) 17  40 

Goes  Lithographing  Company  'letter  heads) 20  00 

Edward  Wilmann  (extra  service) 27  65 

The  Jollet  Times  (advertising) a5  00 

*John  S.  Runnells,  (services  general  counsel,  Sept.  1699) 416  67 

*The  Will  County  Abstract  Company  (services) 132  00 

•John  W.  Nadelhoflfer  (expense) 164  01 

♦Charles  C.  Gilbert  (expense) 573  21 

♦Hopkins,  Thatcher  &  Dolph  (services 674  00 


GENERAL   ACCOUNT. 

Henry  Gebhardt $ 

Van  Natta's  laundry 

Cameron ,  Amberg  &  Co 

Wagner  Bros 

Maloney  &  McFadden 

Charles  Werner's  livery 

♦Fred  Harvey 

♦Security  Deposit  Company 

♦Geo.  W.  Adelman 


»    3  75 

15  42 

9  00 

20  00 

20  40 

40  00 

50  00 

498  88 

128  00 

$  2,098  94 


$      784     9 
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POLICE  DEPARTMENT. 

The  Ryan  &  Hart  Corapany $  ft  25 

Mrs.  A.  Hartwig: 4  00 

Mrs.  Bridgret  Lambert 12  00 

D.  C.  McCarthy 7  00 

♦E.  J.  Coen 63  15 


MAINTENANCE  ACCOUNT. 


Hegfrie  Bros 

Chicafco  Eng^ineer  Supply  Company. . . 

*Illln«l8  Oil  Station 

^Dearborn  Drug  and  Cbeiuical  Works. 

♦Weaver  Coal  Company 

*H.  B.  Alexander 


* 

« 

4  10 

10^ 

60  50 

82  20 

158  55 

81  97 

♦construction  account. 

Sackley  &  Peterson  (Sec .  8,  subway) $  1,849  75 

Mason,  Boge,  King  &  Co.  (Sec.  8,  railroad  embankment) 2,625  00 

Mason,  Hoge,  King  &  Co.  (Sec.  8,  subwiiy) 176  80 

Hayes  Bros.  (Sec.  16,  Oct.  1, 1899) 5,596  42 

Heldmaier  &  Neu  (Sec.  17,  Oct.  1, 1899) 17,587  50 

Gahan&  Byrne  (Sec.  18,  Oct.  1, 1899) 20,015  58 

The  J.  O.  Wagner  Company  (Jefferson  Street  Bridge) 1,581  25 

The  J.  G.  Wagner  Company  (Jefferson  Street  Bridge) 811  48 

The  J.  G.  Wagner  Company  (Jefferson  Street  Bridge) 931  55 

Chicago  Bridge  and  Iron  Company  (Taylor  Street  Bridge ) 3,696  91 

The  Pennsylvania  Steel  Company  (C.  T.  T.  R.  R.  Bridge) 3,948  00 

GriflJtbs  &  McDermott  (By-pass  roadway) 928  74 

Illinois  Central  Railroad  Company,  lessee  (track  deviation) 4,225  90 

The  A.,  T.  &  S.  P.  Ry.  Co.  (tracic  deviation) 8,419  68 

The  A.,  T.  &  S.  F.  Ry.  Co.  (track  deviation) 154  79 

Chlcatro  Junction  Railway  Company  (trestle,  etc.) 1,440  81 

C.  T.  T.  R.  R.  Co.  (crossings) 215  00 

O.  T.  T.  R.  R.  Co.  (Chicago  River  Bridge) 4,748  41 

C,  R.  I.  &.  P.  Ry.  Co.  (Jollet  Bridge) 287  68 

Geo.  M.  Huss  ( By-pass) 380  47 

Isham  Randolph  (Regulating  Works  1 408  00 

Isham  Randolph  (Regulating  Works) 224  35 

Joseph  F.  Haas,  Clerk  (filling  pockets) 2,558  72 

Thomas  Moulding  Company  (cement ) 884  00 

Shepard  Stone  Company  (stone) 226  26 

Barrett  Hardware  Company  (hardware) 134  90 

Lammert  &  Mann  (Sec.  N,  pumping  plant) 19  80 

Weir  &  Craig  Manufacturing  Company  (Sec.  N,  pumping  plant) 81  68 

Bowers  &  Reid  (Sec.  12,  pockete) 60  41 

Humphrey  &  Sons  (Sec.  12,  pockets) 156  78 

Heggie  Bros.  (Sec.  O,  pumps 210  24 

Htbbard,  Spencer,  Bartlett  &  Co.  (Sec.  O,  Pan  Handle  Bridge) 16  50 

H,  H.  Hopkins  (Sec.  O,  Pan  Handle  Bridge) 88  15 

Crew,  Levick  Company  (oils) 85  98 

Advance  Packing  and  Supply  Company  (sundries) 21  70 


'92  40 


$      401  60 


$  79,038  44 


Grand  total $  88,074  04 


*To  be  paid  by  warrants,  with  Interest  coupons  attached,  drawn  against  the  Tax  Levy  for  189P, 
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Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQxnsinoN. 

The  Clerk  presented  the  following 
requisition: 

No.  1100,  General  Account  (paint 
materials) $  11 .88 

Mr.  Wentpr,  seconded  by  Mr.  Jones, 
moved  that  Requisition  No.  1100,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart.  Jones,  Kelly,  Mallette  Smyth 
and  Wenter— nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REPORT  IN  REPERBNCE  TO  EXECUTION  OP 
AGREEMENT  WITH  THE  JOLIET  BRIDGE 
AND  IRON  COMPANY  FOR  SUPERSTRUC- 
TURE FOR  TOW-PATH  BRIDGE  CROSSING 
RIVER  DIVERSION  CHANNEL  ON  SEC- 
TION 17. 

The  Clerk  presented  and  read  a  report 
transmitting  the  agreement  with  the 
Joliet  Bridge  and  Iron  Company  for 
the  construction  of  the  superstructure 
for  the  tow-path  bridge  crossing  the 
River  Diversion  Channel  on  Section  17, 
the  report  setting  forth  that  said  agree 
menthas  been  duly  executed  by  the  said 
company,  and  also  by  the  President  and 
Clerk,  as  authorized  by  the  Board  at  the 
meeting  held  September  26,  1899  (page 
6054  of  the  Proceedings),  and  a  dupli- 
cate copy  of  same  delivered  to  said  com- 
pany, and  therefore  recommending  that 
said  agreement  be  printed  and  placed 
on  file. 

By  unanimous  consent  the  report  was 
ordered  received  and  with  accompany- 
ing agreement  printed,and  placed  on  file. 

The  following  is 

THE  REPORT: 

* 'CHICAGO.  Oct.  12,  1899. 

To  t?ie  HonorahUy  the  Board  of  Trustee  of  the 
Sanitary  District  of  Chicago: 

Qbntlemen — I  herewith  transmit  the 
agreement,  dated    September    27,   1899, 


with  the  Joliet  Bridge  and  Iron  Com- 
pany, for  the  construction  of  '*the  super- 
structure for  the  Tow-path  bridge  cross- 
ing River  Diversion  Channel  on  Section 
17,"  the  same  having  been  duly  executed 
by  said  company,  and  also  by  your  Presi- 
dent and  Clerk,  as  authorized  by  th& 
Board  of  Trustees  at  the  meeting  held 
September  26, 1899  (page  6054  of  the  Pro- 
ceedings), and  a  duplicate  copy  of  same 
delivered  to  said  company,and  I  therefore 
recommend  that  the  said  agreement  be 
printed  and  placed  on  file. 

Respectfully  submitted, 

(Signed)  Joseph  F.  Haas, 


[1899 


The  following  is 

THE  AGREEMENT: 
.  SANITARY  DISTRICT    OP  CHICAGO. 

Contract  and  specifications  for  superstructu re- 
fer the  Tow  Path  Bridge  crossing:  River 
Diversion  Channel  on  Contract  Section  17. 

TniB  Agreement,  Made  and  entered  into 
this  27th  day  of  September.  A.  D.  1899,  by 
and  between  the  Sanitary  District  of  Chicago, 
of  the  first  part,  and  The  Joliet  Bridge  & 
Iron  Company,  a  corporation  organized  and 

w 

existing  under  the  laws  of  the  State  of  Illi- 
nois, of  the  City  of  Joliet  in  the  State  of 
Illinois,  of  the  second  part. 

A— 

WITNESSETH :    That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  coTenantr 
contract  and  agree  with  the  said  party  of  the 
first  part,  for  the  consideration  of  the  pay- 
ments to  be  made  as  provided   for  herein,  to> 
the  said  party  of  the  second  part  by  the  said 
party  of  the  first  part,  and  under  a  penalty 
expressed  in  a  bond  bearing  even  date  here* 
with,  at  his  own  proper  cost  and  expense  to 
do  all  the  work,  and  to  furnish  all  material, 
tools,  labor  and  all  api^liances  and  appurte- 
nances called  for  by   this  agreement,  in  the 
manner  and  under  the  conditions  hereinafter 
stipulated,  that  are  necessary  to  the  complet 
doint?  of  the  work  known  and  dlstinguisfae 
by  the  specifications  herein  contained,  an 
the  plans  accompanying  them,  as  tlie  To 
Path  Bridg^e  across  the  River  Diversion  Chai 
nel  on  Contract  Section  17. 

B— 

It  is  further  covenanted,  contracted  an 
agreed  that  the  work  shall  be  executed  und< 


\be.  illiectioD  and  su[ierviBton  ot  the  Cbicr 
Engineer  or  other  deglEDited  re)>reBeDlittlve 
of  the  Sanitary  District  of  Chicago,  and  bis 
properly  autborii;cd  agents,  and  by  vhnse 
njeuu  rem  eats  anil  calculations  the  iiuantitles 
and  aiiiounte  of  the  EeTeral  Itinds  of  work 
portormeii  under  this  contract  shall'ho  deter- 
mined, and  on  whosu  inspection  a]l  work  ehaU 
ba  nceepted  or  coDdcinned.  The  said  ChisC 
Encrlneer  or  other  dcEl^DBted  representative 
aball  have  full  iwwer  to  rejector  coodemn  all 
materialE  turnlBhed  orworh  performed  under 
Ihis  contract  which  lio  not  fully  cooforni  to 
[ta  spirit  and  tn  the  terms  and  condttlonB 
herein  expreiiBed  :  and  the  Chief  Engineer  or 
•thcr  design  a  ted  repreeentatire  of  the  Sani- 
tary District  in  charge  of  Bald  work  sball  de, 
cide  every  nueElion  which  may  arise  betveea 
the  parties  hereto  relatlTe  (o  the  execution 
thereof,  and  his  decision  shall  l>a  final  and 
binding  uwin  hotli  partlea. 


Wherever  the  wiirda  "Sanitary  Ulslrlct" 
are  used  In  this  eonlract  they  shall  be  under- 
sluod  to  mean  the  Ssnitary  District  ot  Chi- 
cago, as  fopresenled  hy  the  Board  of  Trustees 
or   ihBlv   auly     authorlred    and   accredited 

Whenever  the  word  "Engineer"  Is  used 
herein  it  shall  be  understood  to  mean  either 
the  Chief  Engineer  ut  the  Sanitary  DiEtrict 
of  Chicago  or  the  duly  accredited  expert 
representative  of  ihe  Sanitary  District. 

Wherever  the  word  '"Contraclor"  Is  used 
herein  It  shall  bo  understood  to  mean  the 
person  or  persons,  or  copartnership  or  cor- 
poration entering  Into  the  contract  as  party 
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-  He  it  Onlauicii  by  (lie  Jlmiril  vf  TriHtei-s 
of  Ihe  H'laUaiff  IHslriri  of  rhieago: 
HecTiox  I.  That  In  the  prepnratioa  of 
all  future  npeclHcations  for  contracts  for  the 
construction  of  the  }[ain  Channel  and  auiill- 
ary  warkn,  the  Engineering:  Dcpartiiie'nl  shall 
provide  that  Buch  contracts  shall  be  executed 
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eight  (8)  hours  a  legal  fli<y-s  work  in  all  cob' 
tracts  under  Che  Sanitary  I)  i^tricl  of  Chlcaifo. 
and  that,  in  the  employment  of  labor,  con- 
tractors shall  be  required,  and  GpeclBcally 
agree,  to  give  preference  tn  ualoa  labor. 

Bectios  U.  That  all  coDtracts  bereaTler 
executed  for  the  works  of  the  Sanitary  Dls- 
trii;t  of  Chicago  fihall  contain  provisions  con- 
stituting eight  (8)  hours  a  legal  day's  work, 
and  forbidding  the  CLiploymeat  of  any  em- 
ploye or  employes  tor  :i  longer  period  than 
eight  (tl)  hours  in  any  twenty-four  (34) 
hours,  and  that  Bald  contract  shall  vest 
specific  authority  In  Ibe  FoUca  Departniont 
ot  Ihe  Banltarj' Dietrl?t  of  Chicago  to  exer^ 
else  supervision  for  thu  onforceo'enl  of  this 
proviBlon.  and  shall  provide  that  thu  Board 
ot  Trustees  ot  the  Sanitary  District  of  Chi- 
cago shall  be  empowered  In  all  tescs  ot  viola- 
tion ot  said  eight   <8)   hour  law,  to  deduct 


I    fro 


said 


sum  as  U<|Uldated  damages  at 
itB  ot  Ave  (toUOi  dollars  per  hour  lor 
imploye  who  shall  be  reiiulred  to  work 
ess  of  eight  (8)  hours  per  day  by  any 
ic tor  on  said  Canal." 

SPECIFICATIONS. 


1.  All  plans  and  drawings  prepared  by  the 
Sanitary  District  of  Chicugo  tor  this  work, 
with  all  notes,  dimensions,  Hgurea  and  car- 
rections  thereon,  shall  be  considered  a  part 
ot  these  specifications,  and  in  the  event  ot 
any  discrepancy  belweeii  plans  and  specifica- 
tions the  ludgnient  of  the  Engineer  f^QuII  be 
decisive  thereon. 


fl.     All   shop  plans   r 
sxpens 


riiiide 


Buhmitted  to  the  Engineer  for  approval  be- 
fore beginning  work,  ami  atlcasl  six  {«)  sets 
Of  prints  of  such  approvt'd  plaus  shall  be  fur- 
nished Ihe  Sanlury  District  free  of  cost.  No 
alterations  ot  approved  plans  will  bo  p'Armlt- 
ted  lo  be  made  by  the  coiiirncior  without  Hie 
written  consent  of  the  Engineer. 

H.  The  approval  of  Bsid  plans  by  the  Engi- 
reaponslblllty  of  errors  theruou. 

4.  Plans  furnished  by  the  Sanitary  Dis- 
trict shall  be  carefully  checkeil  by  Ihe  con- 
tractor before  Deginniug  work.  Hhuuld 
errors  he  discovered,  the  Engineer's  attention 
should  be  called  to  the  same  and  corrections 
made,  alter    which   the    cnnlriirfor    will    he 


October  12,J 


—6068- 


"responsible  for  all  errors  which  may  occur  or 
may  have  occurred. 

5.  All  such  working?  drawings  submitted 
shall  haye  a  uniform  size  of  twenty-six  (26) 
inches  by  forty  (40)  inches  inside  border  lines, 
with  border  marg^in  of  one-half  (}Q  inch. 
When  submitted  for  approval,  a  complete  set 
of  such  drawings  shall  be  presented. 

QUALITY  OP  BIATERIAL. 

WROrOHT  IRON. 

6.  All  iron  used  shall  have  an  ultimate 
tensile  strength  of  not  less  than  48,000  pounds 
per  square  inch,  an  elastic  limit  of  at  least 
26,000  pounds  per  square  inch,  and  an  dona- 
tion of  at  least  twenty  (20)  per  cent  in  eight 
(8)  inches,  and  be  so  ductile  that  when  bent 
cold  through  180  degrees,  and  hammered 
down  fiat  on  itself,  it  shall  show  no  sign  of 
fracture  on  convex  side  of  curve. 

STEEL. 

Character. 

7.  All  steel  shall  be  uniform  in  quality 
and  made  by  the  open  hearth  process. 

8.  Tests  shall  be  made  upon  pieces  cut 
from  the  finishcid  material  and  shall  not  be 
less  than  one-half  (><)  inch  square  in  sec- 
tional area.  Two  pieces,  one  for  tensile  test 
and  one  for  bending  test,  shall  be  furnished 
for  each  blow  or  cast,  and  so  selected  that 
each  heat  or  furnace  full  of  billets,  blooms  or 
slabs  shall  be  represented  by  at  least  one  test 
to  prove  the  condition  of  the  metal  after 
reheating,  rolling,  etc. 

Medium  Steel  Tests. 

9.  When  tested  in  specimens  as  above, 
medium  steel  shall  have  an  ultimate  tensile 
strength  of  from  60,000  to  68,000  pounds  per 
square  Inch,  an  elastic  limit  of  not  less  than 
36,000  pounds  per  square  inch,  shall  elongate 
not  less  than  twenty-five  (25)  per  cent,  in 
eight  (8)  inches,  and  show  a  reduction  of 
area  at  point  of  fracture  of  not  less  than 
forty  (40)  per  cent. 

10.  The  test  piece  must  also  bend  cold  at 
ISO  degrees  around  a  curve  whose  diameter  is 
equal  to  the  thickness  of  the  piece  without 
crack  or  flaw  on  convex  side  of  bend. 

11.  A  hole  punched  for  a  three-quarter 
{%)  inch  rivet,  one  and  one-half  (l}.,.)  inches 
from  the  edge  of  plate,  shall  be  capable  of 
being  enlarged  by  drifting  to  one  and  one- 
eighth  (1^^ ;  inche.s  in  diameter,  without  sign 
of  fracture. 


12.  For  steel  pins  the  elongation  may  be 
five  (5)  per  cent  less,  and  the  reduction  at 
point  of  fracture  ten  (10)  per  cent  less  than 
specified. 

Soft  Steel  Tests, 

18.  When  tested  in  specimens  as  selected 
and  described  above,  soft  steel  shall 
have  an  ultimate  tensile  strength  of 
from  52,000  to  60,000  pounds  per  square 
inch,  an  elastic  limit  of  not  less  than 
82,000  pounds  per  square  inch,  and  shall 
elongate  not  less  than  twenty-five  (25)  per 
cent,  in  eight  (8)  inches,  and  show  a  reduc- 
tion in  area  at  point  of  fracture  of  not  less 
than  fifty  (50)  per  cent.,  except  in  web  plates 
over  thirty-six  (86)  inches  wide,  when  the 
elongation  will  be  reduced  to  twenty  <  20)  per 
cent,  and  the  reduction  of  area  to  forty  (40) 
per  cent  It  must  also  bend  cold  through  180 
degrees  and  close  down  upon  itself  without 
showing  sign  of  fracture  on  convex  side  of 
bend.  A  hole  punched  forthreo-quarter(^) 
inch  rivet,  and  one  and  one-naif  {\}4)  inches 
from  the  edge  of  plate,  shall  be  capable  of 
being  enlarged  by  drifting  to  one  and  one- 
half  (l^)  inches  in  diameter  without  sign  of 
fracture. 

Rivet  Steel. 

14.  Rivet  steel  shall  have  an  ultimate 
strength  of  50,000  to  58,000  pounds  and  an 
elastic  limit  of  not  less  than  fifty-five  (55)  per 
cent,  of  the  ultimate,  an  elongation  of  not  less 
than  twenty -seven  (27)  per  cent.,  and  most 
iMnd  180  degrees  flat  on  itself  without  sign  of 
fracture  on  the  convex  side  of  the  bend. 

15.  Specimens  taken  from  all  grades  of 
steel,  after  being  heated  to  a  light  cherry  red 
(as  seen  in  the  dark),  and  quenched  in  water 
82  degrees  Fahrenheit,  must  conform  to  the 
bending  requirements  above. 

Chemical  Analyitis. 

16.  The  chemical  analysis  for  carl>on  and 
phosphorus  of  each  blow  or  cast  must  be 
furnished  to  the  Engineer  or  his  inspectors, 
before  any  of  the  material  rolled  from  sai 
blow  or  cast  is  shipped  from  the  mill.    Phot 
phorus  must  not  exceed  six  one-hundredth 
(0.06)  per  cent,  for  acid  steel,  or  four  on< 
hundredths  (0.04)  per  cent  for  basic  steel. 

ChippifiQs  and  AlteratimiB. 

17.  All  blooms,  billets  or  slabs  shall  I 
examineil  for  surface  defects,  flaws  or  bio 
holes  before  being  rolled  into  the  finishe 
sections,  and  such  chippiugs  and  alteration 
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made  as  will  secure  perfect  solidity  in  thei 
finished  secHoDS. 

Marking. 

18.  The  original  blow  or  cast  number  must 
be  painted  or  stamped  on  all  blooms,  billets 
or  slabs  In  order  to  Identify  the  material 
throughout  the  various  processes  of  manu~ 
facture;  and  the  original  blow  or  cast  num- 
ber, together  with  the  furnace  laeat  number, 
must  be  stamped  on  each  piece  of  finished 
material  from  said  blow  or  beat. 

Finiafi. 

19.  All  finished,  rolled  material  must  pre- 
sent a  smooth,  clean  surface,  free  from 
buckles,  flaws,  craclcs,  ragged  edges  or  any 
other  defects,  and  must  be  straight  through- 
out and  true  to  section. 

Brittle  Steel. 

'20.  No  steel  which  proves  brittle  shall  be 
used  under  any  circumstances;  if  it  develops 
this  character  at  any  stage  of  its  manufac- 
ture, it  shall  be  at  once  condemned  and  other 
material  used.  The  object  of  the  more  par- 
ticular clauses, hereto  relating,  being  to  guard 
against  the  possibility  of  the  use  of  this  class 
of  metal. 

CAST    IRON. 

31,  Cast  iron  must  be  the  best  quality  of 
soft,  g:ray  iron.  The  castings  must  be  .free 
from  flaws,  ragged  edges,  or  any  other  de- 
fects Impairing  its  efficiency  or  appearance; 
and  bars  of  a  section  one  (1)  inch  square, 
placed  four  (4)  feet  six  (6)  inches  between 
supports,  must  be  strong  enough  to  bear  a 
weight  of  five  hundred  (500)  pounds  placed 
half  way  between  supports. 

Timber. 

22.  The  roadway  planking  and  joists  shall 
be  of  the  best  quality  of  white  oak,  and  must 
be  straight,  sound,  free  from  sap,  large  or 
loose  knots,  wind  shakes  or  other  defects. 
All  other  timber  to  be  first  quality,  long  leaf 
yellow  heart  pine,  entirely  free  from  sap  and 
to  be  cut  from  live  trees,  grown  south  of  the 
south  line  ef  Tennessee;  to  be  straight, 
square  edged,  free  from  shakes,  loose  or  rot- 
ten knots  or  other  material  defects. 

WOUKMANSHIP. 

Character  of  Work. 

23.  All  work  must  be  done  in  a  strictly 
first-class  manner  and  shall  at  all  times  be 
subject  to  thorough  and  careful  inspection. 

24.  Finished  pieces  shall  be  true  to  size, 


section  and  line,  straight  and  out  of  wind  at 
all  points;  and  all  machine,  rivet  and  smith 
work  done  upon  them  shall  be  of  the  best 
character. 

Straightening' 

25.  All  material  must  be  carefully  straight- 
ened before  being  laid  off. 

Marking. 

26.  All  parts  which  are  given  a  descriptive 
letter  or  number  in  the  drawings  shall  have 
that  letter  or  number  stenciled  en  them  be- 
fore shipment.  Eye  bars  shall  have  it 
stamped  on  the  edge  at  the  extreme  end  of 
the  bar. 

Eye  Bars. 

27.  All  heads  of  eye  bars  shall  be  formed 
by  upsetting  on  the  solid  bar,  or  by  a  process 
approved  by  the  Engineer.  Upsets  shall  be 
free  from  folds.  Heads  shall  be  clean,  full 
sized  forgings,  formed  centrally  on  the  bar  in 
true  line  and  out  of  wind,  and  shall  be  free 
from  lateral  fissures,  incipient  cracks  or  flaws 
of  any  kind.  In  upsetting  steel  bars  or  rods 
sharp  angles  must  be  avoided  where  the  up- 
set joins  the  bar. 

Annealing. 

28.  All  steel  tension  members  which  have 
been  heated  shall,  after  work  on  them  is  com- 
pleted, be  thoroughly  annealed  by  heating 
them  uniformly  to  a  cherry-red  heat  and  al- 
lowing them  to  cool  slowly. 

Boring. 

29.  Bars  of  the  same  class  and  belonging 
to  the  same  panel  shall  be  bored  at  the  same 
temperature.  The  pin  holes  and  eye  bars 
shall  be  bored  to  exact  sizes  and  distances, 
and  to  a  true  perpendicular  to  the  line  of 
strain. 

80.  The  pin  hole  shall  be  in  the  middle  of 
the  head  and  in  the  center  line  of  the  bars. 
Bars  which  are  to  be  placed  side  by  side  in 
the  bridge  shall,  if  piled  on  each  other,  allow 
the  pins  to  pass  through  at  both  ends  without 
driving. 

31.  No  error  in  the  length  of  the  bar  or 
diameter  of  pin  hole  exceeding  one  sixty- 
fourth  (1-64)  of  an  inch  will  be  allowed. 

Tic  Rods. 

82.  Rods  used  for  tics  or  counters  shall  be 
fabricated  with  the  same  care  and  precision 
as  is  prescribed  for  eye  bars.  Screw  ends 
shall  be  upset  to  such  diameter  as  to  insure 
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breakinjf  In  the  body  of  the  bar.  All  screw 
ends  shall  have  truncated  V  threads,  United 
States  Standard,  oroportions  and  sizes. 

Sleeve  Nuts  and  devices. 

88.  Sleeve  nuts,  devices  or  other  attach- 
ments used  for  adjustment  must- be  of  suffi- 
cient strength  to  break  the  bar  to  which  thev 
are  attached.  Pin  holes  in  devices  to  be 
bored,  the  size  of  the  hole  not  to  exceed  that 
of  the  pin  more  than  one  thirty-second  (1-S2) 
of  an  ince. 

PifW. 

84.  Pins  must  be  turned  true  to  size  and 
straight.  No  error  of  more  than  one-fiftieth 
(1-50)  of  an  inch  in  diameter  will  be  allowed 
in  chord  pins.  They  shall  be  provided  with 
pilot  nuts  for  erection. 

85.  Fins  connecting  laterals  with  other 
members  shall  be  turned  down  to  a  diameter 
of  not.  more  than  one  thirty-second  (1-82)  of 
an  inch  smaller  than  the  pin  hole. 

SplieM. 

86.  Abutting  joints  shall  be  milled  off  to 
exact  lengths,  and  square  to  the  line  of  the 
chord,  or  to  exact  bevel,  when  required. 

87.  Pin  holes  shall  be  b«red  true  to  the 
line  of  stress  and  correct  as  to  position. 

38.  No  error  exceeding  one  thirty-second 
(1-82)  of  an  inch  in  length  of  part,  or  in 
position  of  pin  hole,  will  be  allowed. 

Matehina. 

:)9.  After  the  splice  plates  are  riveted  on 
in  the  shops,  each  line  of  chords  shall  be 
assembled,  the  joints  matched,  their  abutting 
surfaces  brouglit  to  a  tight  fit  by  use  of 
clamps,  and  all  the  rivet  holes  in  the  ends  of 
chords  and  splices  sball  be  reamed  to  an 
exact  match  and  fit.  Match  marks  shall  then 
l>e  made  In  each  piece. 

RivctiuO' 

40.  All  rivets  with  crooked  heads,  or  heads 
not  formed  centrally  on  the  shank,  or  rivets 
which  are  loose,  either  in  the  hole  or  under 
the  shoulder,  shall  be  cut  and  replaced  with 
good  rivets. 

41.  The  diameter  of  the  hole  sball  not  ex- 
ceed the  diameter  of  the  rivet  more  than  one- 
sixteenth  (1-16)  of  an  inch. 

42.  All  joint  rivet  holes  shall  be  so  accu- 
rately spaced  that  rivets  of  the  proper  size 
can  be  passed  through   all  the  holes  in  the 


joint  after  the  parts  are  placed  In  position 
without  the  use  of  drift  pins. 

48.  All  splice  pins  in  which  the  holes  are 
mismatched,  either  in  the  plates  themselves 
or  with  the  adjoining  chord  or  flange,  shall 
be  matched  and  the  holes  reamed  to  fit  before 
leaving  the  shop. 

44.  No  inaccurate  or  otherwise  defective 
work  will  be  accepted  under  any  circum- 
stances In  connection  joints  or  riveted  work. 

45.  The  riveted  field  connections  of  floor 
beams,  posts  and  struts  must  be  accurately 
matched  before  leaving  the  shops,  and  all 
unmatched  holes  reamed  to  fit. 

46.  Whenever  practicable,  rivets  must  be 
machine  driven. 

Camhre. 

47.  The  bridges  sball  be  given  a  cambre 
not  less  than  the  deflection  under  extreme 
loads. 

INSPECTION  AND  TESTS. 

Specimens. 

48.  The  contractor  shall  furnish  complete 
facilities  for  inspection  of  material  and 
workmanship.  Small  specimens  for  testing 
of  material  and  also  the  necessary  labor  shall 
be  furnished  by  contractor,  without  charge, 
when  called  for  by  the  Engineer  or  Inspec- 
tor. Inspectors  will  be  retained  by  the  Sani- 
tary District  with  full  power  to  reject  all 
work  or  material  which  does  not  In  every 
way  conform  to  the  letter  and  spirit  of  the 
specifications. 

Mm  Testhio. 

49.  All  material  shall  be  inspected  at  the 
mills  where  It  is  rolled. 

50.  Test  specimens  shall  fairly  repre- 
sent material  to  be  tested,  and  shall  not  in 
any  way  be  worked  on  to  alter  quality  before 
testing.  They  shall  be  cut  whenever  practi- 
cable so  as  to  retain  two  opposite  sides  as 
they  come  from  the  the  rolls.  Reds  not  ex- 
ceeding one  (1)  .square  Inch  shall  be  tested  ir 
full  size  specimens. 

51.  Regular  bending  specimens  shall  b< 
taken,  one  for  every  tensile  test.  They  sbal 
have  the  rough  edges  planed  off,  and  sball  b< 
duplicates  of,  and  cut  from,  the  same  origi 
nals  as  tensile  tests  for  the  same  material. 

52.  Tests  shall  be  sufficient  in  number  U 
fairly   represent,    in    the   judgment   of  th 
Engineer,  the  material  to  be  inspected;  tbei 
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shall,  boweveFf  be  no  more  tban  two  (2) 
tests,  i.  e.y  two  (2;  tensile  and  two  (2)  bend- 
ing; specimens,  for  every  twenty  pieces  in  tbe 
order. 

63.  Tbe  passing^  of  any  material  at  the 
mills  shall  not  prevent  its  subsequent  rejec- 
tion for  cause.  If  found  defective  after  de- 
livery, such  material  shall  be  replaced  at  the 
expense  of  the  contractor. 

PAINTING  AND  SHIPPING. 

Painting. 

54.  All  iron  work,  before  leavini;;  the 
-shops,  shall  receive  one  g:ood  coat  of  No.  31 
National  Paint  Works,  Wllliamsport,  Pa. 
paint,  or  paint  of  equal  excellence,  well 
worked  into  all  joints  and  open  spaces. 

55.  In  riveted  work  both  surfaces  coming 
in  contact  shall  be  painted  before  being: 
riveted  tog^ether.  Bottoms  of  bed  plates, 
bearing:  plates  and  any  parts  which  are  not 
accessible  for  painting  after  erection  shall 
have  two  (2)  coats  of  paint  ef  the  same  brand 

56.  After  the  structure  is  erected  the  iron 
work  shall  be  thoroughly  and  evenly  painted 
with  two  additional  coats  of  No.  81  ''Speclar^ 
National  Paint  Works,  WiUiarasport,  Pa. 
paint,  or  paint  of  equal  excellence. 

57.  All  recesses  which  will  retain  water, 
•or  through  which  water  can  enter,  must  be 
filled  with  thick  paint  or  some  water-proof 
cement  before  receiving  the  final  painting. 

58.  All  finished  surfaces  shall  be  coated 
with  white  lead  and  tallow  before  being 
shipped  from  the  shop. 

59.  No  painting  shall  be  done  in  wet  or 
freezing  weather. 

Shipping. 

60.  All  parts  shall  be  carefully  loaded,  so 
as  to  avoid  injury  in  transportation,  and  shall 
be  at  Contractor's  risk  until  erected  and 
ready  for  traffic. 

61.  All  screw  ends  shall  be  wrapped  with 
twine  before  shipment. 

62.  All  pins  and  small  parts  must  be  se- 
curely boxed,  and  the  boxes  plainly  marked. 
The  weights  of  large  pieces  must  be  marked 
on  them.  The  invoices  shall  state  the  con- 
tents of  each  box,  and  the  weight  and  de- 
scription of  each  piece  that  is  not  boxed,  and 
two  copies  of  each  invoice  shall  be  furnished 
the  Banitary  District  of  Chicago. 


ERECTION. 


63.  The  Contractor  shall  furnish  all  stag- 
ing and  false  work,  shall  erect  and  adjust  all 
the  metal  work,  shall  furnish  and  put  in  place 
all  floor  timbers,  timber  guards,  also  place 
the  masonry  bolts  and  secure  them  in  place. 

64.  The  Contractor  shall  so  conduct  all 
his  operations  as  not  to  impede  the  traffic  on 
the  road,  or  interfere  with  the  work  of  other 
contractors,  or  close  any  thoroughfare  by 
land  or  water,  except  by  written  consent  of 
the  Engineer. 

65.  The  Contractor  shall  assume  all  risk 
of  accidents  to  men  or  material  prior  to  the 
acceptance  of  the  finished  stn^cture.  The 
Contractor  must  also  remove  all  false  work, 
piling  and  other  obstructions,  or  unsightly 
material  produced  by  his  operations. 

FINAL  ACCEPTANCE. 

66.  Any  material  or  workmanship  which 
does  not  satisfy  the  requirements  of  these 
specifications  may  be  rejected  by'the  Engi- 
neer at  any  time  before  the  final  acceptance 
of  the  work,  and  the  Contractor  shall  make 
good  all  deficiencies  at  his  own  cost.  The 
fact  that  the  authorized  inspectors  have  ac- 
cepted said  material  or  workmanship  shall 
not  make  the  Sanitary  District  liable  for 
extra  cost  above  that  specified  in  the  contract, 
for  replacing  same  with  material  or  work- 
manship accepted  by  the  Engineer  on  final 
acceptance. 

GBNEBAI.   CONDITIONS. 

Workmen. 

67.  The  Contractor  shall  employ  competent 
foremen  and  laborers,  and  shall  discharge,  at 
the  request  of  the  Engineer,  any  incompetent 
or  unfaithful  men  in  his  employ.  None  but 
men  expert  in  their  respective  branches  of 
work  will  be  employed  where  special  skill  is 
re<iulred,  and  in  tbe  employment  of  men 
preference  shall  be  given  to  union  laborers. 

6S.  It  is  especially  understood  and  agreed 
that  eight  (8)  hours  shall  constitute  a  day's 
work,  and  no  workman  shall  be  employed  or 
required  to  work  more  than  eight  (8i  hours 
out  of  any  twenty-four  (24)  hours,  and  no 
work  in  excess  of  that  time  shall  be  allowed. 

69.  In  the  event  of  any  violation  of  the 
above  eight  hour  provision,  it  is  agreed 
hereby  that  the  said  District  shall  and  that  it 
is  duly  authorized  to  retain  from  any  money 
due  or  to  become  due  at  any  time  from  it  to 
the  second  party,  as  liquidated  damages,  the 
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sum  of  live  (5)  dollars  per  hour  f«r  each 
hour  that  any  employe  uhall  be  required  to 
work  in  excess  of  ei^ht  (8 )  hours  per  day, 
pursuant  to  the  terms  and  conditions  of  the 
ordinance  adopted  June  28,  1897,  attached 
hereto. 

Pataiig, 

70.  It  is  further  agreed  that  second  party 
shall  Indemnify,  Iceep  and  save  harmless  said 
first  party  from  all  liabilities,  judgements, 
costs,  damages  and  expenses  which  may  in 
any  wise  ceme  against  said  first  party,  or 
which  may  result  on  account  of  any  infringe- 
ment of  any  patent  by  means  of  the  use  of 
any  materials,  machinery,  device  or  apparatus 
used  in  the  performance  of  this  contract,  or 
of  designs  furnished  by  second  party  and  ac- 
cepted by  the  Sanitary  District.  And  in  the 
event  of  any  claim  or  suit  or  action  at  law  or 
equity  of  any  kind  whatsoever  being  made  or 
brought  against  said  first  party,  then  first 
party  shall^have  the  right  to  retain  a  sufiScient 
amount  of  money  in  the  same  manner  and 
upon  the  same  conditions  as  hereinafter  in 
the  next  following  clause  of  this  contract 
provided. 

Damaaeti. 

71.  If  any  damage  shall  be  done  by  the 
contractor,  or  by  any  person  or  persons  in  his 
employ,  to  the  owner  or  occupants  of  lands 
or  to  any  property  adjoining  or  in  the  vicinity 
of  the  work  herein  contracted  to  be  done,  or 
to  a  neighboring  contractor,  fur  which  the 
contractor  herein  is  legally  liable,  the  Engi- 
neer shall  have  the  right  to  estimate  the 
amount  of  said  damage,  and  to  cause  the  San- 
itary District  to  pay  the  same  to  the  said 
owner  or  occupant,  and  the  amount  so  paid 
for  such  damage  shall  be  deducted  from  the 
money  due  said  contractor  unaer  said  con- 
timct. 

72.  Said  contractor  covenants  and  agrees 
to  pay  all  damages  for  any  personal  in- 
jury sustained  by  any  person  growing 
out  of  any  act  or  doinir  of  himself  or 
employes,  that  is  in  the  natare  of  a  legal 
liability,  and  he  hereby  agrees  to  indemnify 
and  to  save  the  Sanitary  District  harmless 
against  all  suits  or  actions  of  every  name  and 
description  brought  against  the  said  Sanitary 
District  for  or  on  account  of  any  injuries  or 
damages  received  or  sustained  by  any  person 
or  persons  by  or  from  said  Contractor,  his 
servants,  agents  or  employes,  In  the  execu- 
tion of  said  work:  or  by  or  in  conse(iuence 
•f  any  failure  or  neglig^ence   in  guarding  or 


protecting  the  same;  or  by  or  on  account  of 
any  act  or  omission  of  said  Contractor,  his 
agents  or  employes;  and  the  said  Contractor 
further  agrees  that  so  much  of  the  money 
due  to  him,  under  and  by  virtue  of  this  con- 
tract, as  shall  be  considered  necessary  by  the 
Board  of  Trustees  of  the  Sanitary  District 
may  be  retained  by  the  said  Sanitary  District 
until  such  suit  or  claims  for  damages  as  afore- 
said shall  have  been  settled,  and  evidence  to 
that  effect  furnished  to  the  satisfaction  of 
the  said  Board  of  Trustees. 

73.  It  is  further  agreed  that  in  all  cases  of 
question  or  dispute  arising  or  growing  out 
of  this  contract  in  any  way,  regarding  the 
cost  or  value  of  extras,  variations,  allow- 
ances, deductions  or  the  amount  of  damages 
in  any  manner  growing  out  of  the  violation 
of  this  contract,  the  decision  of  the  Engineer 
shall  be  final  and  binding  on  both  parties 
hereto. 

RettpofisibUity  of  Contractor, 

74.  The  Contractor  shall  at  no  time  be 
allowed  to  obstruct,  impede  or  endanger  the 
traffic  on  the  temporary  roadways  that  the 
Sanitary  District  has  already  constructed,  or 
may  construct,  at  or  around  the  site  of  the 
bridges. 

Time. 

75.  The  Contractor  agrees  to  begin  work 
within  fifteen  (15)  days  after  receiving  the 
plans  for  said  bridge.  All  work  required  to 
be  done  under  this  contract  shall  be  com- 
pleted and  ready  for  inspection  on  or  t>efore 
the  first  day  of  March,  1900. 

Price. 

76.  In  consideration  of  the  said  work  be- 
ing carried  on  and  completed  in  time  and 
manner  as  specified,  the  said  party  of  the 
first  part  agrees  to  pay  to  the  said  party  of 
the  second  part,  and  the  said  party  of  the 
second  part  agrees  to  receive  and  accept  as 
full  compensation  therefor,  including  the 
furnishing  by  him  of  all  necessary  material, 
tools,  labor,  machinery  and  appliances,  i 
follows: 

For  superstructure  complete  as  specificc' 
twenty  thousand,  nine  hundred  and  seventj 
five  dollars  (^20,975.001. 

Also  to  furnish  extra  material  in  places  f 
a  cost  as  follows : 

Extra  iron  or  medium  or  soft  steel  five  (i 
cents  per  pound. 
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Extra  lumber,  thirty  dolIarB  (ISO.OO)  per 
1,000  feet,  B.  M. 

These  prices  also  to  apply  to  any  reduction 
of  material  that  may  be  made  by  reason  of 
changinfiT  plans.  ' 

RoyaJliet. 

77.  The  price  proposed  must  include  all 
royalties  for  patents  or  patented  materials 
and  appliances  used  in  the  construction  of 
the  work  described  In  the  specifications  and 
agreements,  and,  before  final  payment  is 
made,  the  Contractor  shall  furnish  a  satis- 
factory guarantee  against  all  said  claims. 

Time  and  Manner  oj  Payment, 

78.  It  fs  agreed  by  the  party  of  the  first 
part  that  when  the  entire  iron  work  shall 
have  been  delivered  at  the  site  of  erection, 
payment  shall  be  made  to  the  party  of  the 
second  part  to  the  amount  of  sixty  (60)  per 
cent,  of  the  aggiegate  cost  of  the  work  cov- 
ered by  the  contract,  upon  written  certificate 
from  the  Engineer  that  such  approximate 
amount  of  work  has  been  done.  The  remain- 
InflT  forty  (40)  per  cent,  to  be  paid  within 
thirty  (80)  days  of  the  completion  of  the  work 
and  its  acceptance  by  the  first  party. 

Certificate. 

79.  On  all  work  ]»rovided  for  in  this  con- 
tract being  completed  In  accordance  with  the 
contract  and  to  the  full  satisfaction  of  the 
Engineer,  and  on  Its  being  Inspected  by  bim 
and  a  certificate  made  by  him  setting  forth 
the  amount  of  said  wori<,  and  that  the  said 
work  has  been  completed,  the  said  party  of 
the  first  part  agrees  to  pay  to  the  said  party 
of  the  second  part  the  amount  shown  to  be 
due  to  the  said  party  of  the  second  part  by 
the  certificates  of  the  said  Encrlneer. 

Failure  to  Oymplete. 

80.  The  entire  metal  work  for  the  struc- 
ture herein  provided  for  shall  be  delivered  at 
the  site  of  the  erection  on  or  before  January 
15th,  1900,  and  all  the  work  provided  to  be 
done  under  this  contract  shall  be  completed 
and  ready  for  inspection  on  or  before  the  1st 
day  of  March,  1900. 

81.  Should  there  be  a  failure  by  second 
party  to  deliver  said  iron  work  of  the  charac- 
ter and  strength  herein  provided  for  by  said 
lath  day  of  January,  1900,  or  if,  after  de- 
livery of  same  as  herein  provided,  said  Con- 
tractor shall  fail  financially,  either  before  or 
after  having  been  paid  the  sixty  (60)  per  cent 
of  the  contract  price,as  hereinbefore  provided, 


and  be  unable  to  carry  out  said  contract  and 
complete  said  work,  then,  In  that  case,  the 
said  party  of  the  first  part  shkill  have  the 
power  to  complete  said  work  by  contract  or 
otherwise,  at  Its  discretion,  and  charge  up  the 
cost  of  so  completing  the  said  work  to  said 
Contractor.  Should  the  amount  remaining 
unpaid  of  the  contract  price  not  suffice  there- 
for, then  said  Contractor  and  his  bondsmen 
shall  be  held  liable  for  the  deficiency. 

Payment  of  Laborers,  • 

82.  Said  Contractor  shall  pay  the  laborers 
employed  by  him  promptly  at  regular  Inter- 
vals, and  at  least  twice  each  month,  and  shall 
not  pay  said  laborers  In  scrip  checks  or  other 
evidences  of  Indebtedness,  nor  in  any  man- 
ner other  than  in  lawful  currency  of  the 
United  States.  And  if  at  any  time  during 
the  progress  of  said  work  said  Contractor 
shall  fail  or  neglect  to  pay  for  labor  per- 
formed, and  in  manner  aforesai^l,  or  for  ma- 
terial furnished  upon  said  work,  then  the 
party  of  the  first  part  shall  have  the  power  to 
pay  for  such  labor  or  material  out  of  any 
money  or  moneys  that  may  be  due  to  said 
Contractor,  and  said  amount  so  paid  shall  be 
retained  out  of  any  money  due  or  to  become 
due  to  said  Contractor.  In  any  such  case 
the  ]jarty  of  the  first  part  Is  hereby  author- 
ized and  empowered  by  said  party  of  the 
second  part  to  ascertain  the  amount  or 
amounts  due  or  owing  from  said  Contractor 
to  any  laborer  or  laborers,  or  to  any  person 
for  material  furnished,  In  such  manner  and 
upon  such  proof  as  It  may  deem  euflScient, 
and  without  giving  any  notice  of  such  pro- 
ceedings to  said  Contractor,  and  the  amount 
or  amounts  so  found  by  the  said  party  of  the 
first  part  to  be  due  and  owing  to  said  laborer 
or  laborers,  or  to  said  materialmen,  shall  be 
final  and  conclusive  as  against  said  Contrac- 
tor, and  may  thereafter  be  paid  over  by  the 
said  first  party  to  such  laborer,  laborers  or 
materialmen. 

Contractor'*!  Bond, 

8,3.  The  Contractor  shall  furnish  a  bond  in 
the  sum  of  four  thousand  ($4,000)  dollars  tor 
the  superstructure  of  the  aforesaid  bridge 
across  the  River  Diversion  Channel,  with 
good  and  sufllclent  sureties,  the  same  to  be 
satisfactory  to  the  Board  of  Trustees  of  the 
Sanitary  District,  conditioned  upon  the  faith- 
ful performance  of  all  the  terms  and  condi- 
tions of  this  contract:  and  should  the  sure* 
ties  on  said  bond  at  any  time  fail  financially, 
or  be,  in  the  opinion  of  the  said  Board  of 
Trustees,  insuflBcient  security  for  the  penalty 
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of  said  bond,  then,  in  that  case,  they  may^ 
on  g-iving  ten  (10)  days  notice  thereof  in 
writinfT.  require  said  Contractor  to  furnish  a 
new  and  additional  bond  in  the  place  of  the 
bond  so  having  become  InsuflScient  or  worth- 
lass. 

Final  PaiffMnt. 

84.  The  said  party  of  the  second  part 
further  agrees  that  he  shall  not  be  entitled  to 
demand  or  receive  final  payment  for  any  por- 
tion of  the  aforesaid  work  or  materials  ex- 
cept in  the  manntr  set  forth  in  this  agree- 
ment, nor  until  each  and  all  of  the  stipulations 
hereinbefore  mentioned  are  complied  with, 
and  the  said  Engineer  shall  have  given  his 
certificate  to  that  effect ;  whereupon  the  said 
party  of  the  first  part  will,  at  the  expiration 
of  thirty  (80)  days  after  such  completion  and 
delivery  of  such  certificate,  pay,  and  it 
hereby  binds  itself  to  pay,  the  said  party  of 
the  second  part,  in  cash,  the  whole  amount  of 
mocey  accruing  to  said  second  party  under 
this  contract,  excepting  such  sum  or  sums  of 
money  as  may  be  lawfully  retained  under  any 
of  the  provisions  of  this  contract  bereint)efore 
set  forth;  providing,  that  nothing  herein 
•contained  shall  be  construed  to  affect  the 
right  hereby  reserved  of  the  said  party  of  the 
first  part  to  reject  the  whole  or  any  portion 
of  the  aforesaid  work  should  the  said  certi- 
ficate be  found  to  be  inconsistent  with  the 
terms  of  this  agreement,  or  otherwise  im- 
properly given. 

85.  The  Contractor  hereby  agrees  to  for- 
feit as  liquidated  damages  for  any  noncom- 
pliance with,  or  nonfulfillment  of,  the  pro- 
visisns  of  this  contract,  the  sum  of  fifty 
($50.00)  dollars  per  diem  for  each  day  be- 
yond the  time  specified,  to-wit,  March  1st, 
1900,  within  which  the  work  herein  provided 
is  to  be  completed,  time  being  an  essential 
part  of  this  coDtrc#t. 

86.  Said  The  Joliet  Bridge  and  Iron  Com- 
pany also  hereby  agrees  that  it  will  keep  and 
save  harmless  said  Sanitary  District  of  Chi- 
<:ago  from  any  and  all  loss,  damage  or  lia- 
bility arising  to  any  person,  persons  or  cor- 
poration whomsoever  bj'  reason  of  the  failure 
of  ."said  contractor  to  complete  the  work  above 
mentioned  within  the  time  specified  herein, 
to-wit,  by  March  1st,  1900;  and  that  said 
contractor  will  perform  the  work  above  men- 
tioned in  such  manner  at}  not  to  interfere 
w^ith  navigation,  according  to  the  terms  of  a 
contract  entered  into  l»y  the  Sanitary  District 
of  Chicago  with  the  Canal  Commissioners  of 


the  Illinois  and  Michigan  Canal,  dated  March 
11th,  1908,  which  said  conditions,  in^o  far  as 
they  apply  to  navigation  and  work  to  be  done 
by  said  "District,''  shall  be  made  a  part  of 
this  contract. 

In  WitfiesH  Wfiereofy  On  the  day  and  year 
first  above  written,  the  said  Sanitary  District 
of  Chicago  has  caused  this  agreement  to  be 
signed  by  its  President  and  attested  by  its 
Clerk,  and  it.8  corporate  seal  to  be  hereto 
affixed,  and  the  said  party  of  the  second  part 
has  hereunto  set  its  hand  and  seal. 

Thf  SaiUiary  District  of  Chicago^ 
By  William  Boldeswbck, 

Prenidetit. 

Attest : 

Joseph  F.  Haas, 
[seal  J  Clerk. 

The  Joliet  Bridge  and  Iron  Co., 

ROBBKT  C.  MORKISON. 

Presidettt. 
John  Heatheuwick, 
[sbalJ  tS>r*y,»' 

REPORT  IN  RKPERENCE  TO  INSPECTION 
OP  C.  T.  T.  BRIDGE  NEAR  TAYLOR 
STREET. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Ck>m- 
mittee  on  Engineering  in  reference  to, 
and  accompanied  by,  a  communication 
from  the  Bridge  Engineer  in  regard  to 
the  question  of  mill  and  shop  inspection 
for  the  Calumet  Terminal  Transfer 
Bridge  near  Taylor  Street;  the  report 
recommending  that  the  Chief  Engineer 
be  authorized  to  employ  R.  W.  Hunt  & 
Co.  to  do  the  work  necessary,  at  the 
price  of  seventy  cents  per  ton,  and 
make,  report  of  the  progress  of  said 
work  from  time  to  time,  with  state- 
ment of  amount  of  material  used  and 
money  due  said  contractors. 

Mr.  Smyth,  seconded  by.  Mr.  Carter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call   the  vote  stood:    Yeaa — 
Messrs.    Boldenweck,    Braden,   Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  8myt] 
and  Wenter — nine.     Nays — ^none. 

Upon    this   result   the   President  de 
!  clared  the  motion  carried. 

The  following  is 

THE  REPORT: 

j  **Chioago,  'October  10,  1899. 

;    To  tTie  Honorable^  Vie  Board  of  Trustees  of  ti 

I       Sanitary  District  of  Chicago  * 

)      Qentleven— Your  Committee  on  En 


gineeriHK  reports  that  ti  communication 
frum  Win.  HughsH,  Bridge  Engineer, 
has  been  received  touching  the  queatton 
ol  mill  and  flhop  inspection  for  the  C.  T, 
T,  Ry.  Co.'h  bridge,  near  TayJor  Street. 
The  Committee  is  Hdvised  that  thie  mat- 
ter should  be  aettlert  as  early  as  possible, 
as  some  of  the  materials  for  anchorage 
have  already  been  rolled.  Messrs.  R.  W. 
Hunt  &  Co.  have  made  a  proposition  to 
do  llie  work  for  sevenly  cents  per  ton, 
and  Engineer  Hughes  advises  that  this 
ia  a  very  low  fluure,  inaamuch  as  it 
covers  all  metal  work  in  the  bridge,  in- 
cluding machinery  and  electrical  equip- 

TbeCommitlee,  lherefore,recommend8 
that  the  Chief  Engineer  be,  and  he 
is  herebv,  authorized  and  directed  to 
pmploy  said  R.  W.  Hunt  &  Co.  to  do 
the  work  necessary,  as  mentioned  above, 
at  the  price  above  quoced,  and  that  said 
Engineer  make  report  of  the  progresB  of 
Baid  work  from  time  to  time  to  your 
Committee,  together  with  a  statement  of 
amount  of  material  used,  and  amount  of 
money  due  said  contractors. 

Respectfully  submitted, 
(Signed)  Tbomas  A.  Bkttb, 

Chairman. 

Ai.Bx.  J.  Jones. 

Z.    R.   CiBTBB. 
TUOMAS  KBLLY, 

Frank   Wbxtkb. 
Joe<.  C.  Bkidbn, 

Wm,   BOLDB.-fWBOK, 
I'uiii'iiillr'i'.oii  Engineering. '' 

(One  enclosure  ) 
REPOKT  IN  REFKKKNCE  TO  REMOVAL  OF 
MILL  STONE  AT  JOUET. 

Mr.  Smyth,  Chairman,  presented,  and 
th^  Clerk  read,  a  report  in  reference  to, 
and  accompanied  by,  a  communication 
from  the  President  of  the  Public  Library 
Board  of  the  City  of  Joliet,  aekiug  per- 
mission to  remove  from  the  bed  of  the 
Desplaines  River,  near  Joliet,  the  first 
mill  stone  ever  used  in  Joliet,  for  the 
purpoee  of  preservation  aa  a  hiatorical 
relic ;  the  report  recommending  that  per- 
mission be  given  and  authority  granted 
for  the  removal  of  said  stone,  providing 
it  be  done  without  ex{>enBe,  loss  or  dam- 
age to  Ihe  property  or  interests  of  the 
District. 

Mr.  Smyth,  seconded  by  Mr,  Braden, 
moved  that  the  report  be  adopted  and 
the  recommendation 8  coutained  therein 
be  concurred  in. 
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On  roll-call  tha  vote  stood:  Yeas- 
Messrs.  BoldenwAck,  Braden,  Carter, 
Eckhart,  Jones,  K<^liy.  Matlette,  Smyth 
and  Wenter — nine.     Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT i 

'•Chicago,  October  10,  18BB. 

To  ilu  SonorabU,  tlie  Board  of  TrusUts  of  the 

Sanitars  DUtrict  of  (Jhicago  : 

Qbntleuen — A  communication  has 
been  received  by  your  Committee  on 
Engineering  from  Egbert  Phelps,  Esq., 
President  of  the  Public  Lihrary  Board 
of  the  City  of  Joliet,  requesting  permis- 
sion to  remove  from  the  bed  of  the  Des- 
plaines River,  near  JeRerson  Strent,  in 
said  city,  the  flrstmill  stone  ever  used  in 
Joliet.  It  appears  irom  said  communis 
cation  that  said  Mtone  is  desired  as  an 
historic  retio,  for  use  of  the  Public 
Library  Board;  mid  the  Committee 
therefore  recommends  that  permission 
and  authority  be  and  they  are  hereby 
granted  to  said  Egbert  Phelps  to  remove 
aaid   stone  from  the   river  as  aforesaid, 

Crovided  that  it  be  done  without  expense, 
IBB  or  damage  to  tlie  property  or  inter- 
ests of  the  Sanitary  District  of  Chicago. 

Respectfully  submitted, 
(Sinned)  TniiMis  A.  Smyth, 

Jl)».  C  BlUIISN, 
Z.  R.   ClUTBS, 

Thomas  Kklli, 

B.    A.   ECKUiBT. 

FHiNK  Wkntbk, 
Ai.Ex,  J.  Jokes. 


(One  enclosure.) 

ORDER  IN  BBFERESCE  TO  ADDITIONAL 
FATMBNT  ON  AUCOUXT  OF  KESEHVB 
PBRCENTAOE  ON  CONTItACT  FOR  SEC- 
TION II. 

Mr.  Carter  presented,  and  the  Clerk 
read  the  order  directing  that  the  Clerk 
shall  pay  from  the  reserve  percentage 
on  the  oontraot  for  .Section  17,  the  sum 
of  $10,000.00,  to  he  charged  to  the  ac- 
count of  Messrs.  Heldemaier  &Neu,  con< 
for  said  section. 
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On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckbart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THB  ORDER : 

*'Whbrbas,  It  has  been'  shown  to  the 
members  of  the  Engineering  Committee 
that  it  will  forward  the  interests  of  the 
work  on  Section  17  to  make  an  advance 
of  $10,000.00  to  the  contractors  for  that 
section,  Messrs.  Heldmaier  &  Neu,  which 
said  advance  is  to  be  used  in  carrying 
on  said  work;  therefore,  be  it 

Ordered,  That  the  Clerk  shall  pay  from 


the  reserve  percentage  in  the  hands  of 
the  District,  upon  the  voucher  .of  the 
Chief  Engineer,  the  sum  of  ten  thousand 
dollars,  which  sum  shall  be  duly  charged 
to  the  account  of  the  said  Heldmaier  & 
Neu,  contractors  for  Section  17.*' 


ABJOURNMBNT. 

On  motion  of  Mr.  Mallette,  seconded 
by  Mr.  Eckhart,  the  Board  then  ad- 
journed. 


,^^^7^ 


Ckrk. 
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PROCKKDINGS 


—OF 


Board  of  Trustees 


—OF  THE— 


Sanitary  District  of  Chicago. 


OCTOBER  18,  1899. 


OFFICIAL   RECORD. 

Published  by  authority  of  the  Board  o  TYueteee 
of  the  Sanitary  Dietriet  of  Cliicago, 


REGULAR  MEETING. 

The  four  hundred  and  fifty>ninth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  th*)  Board,  Security 
Building,  Wednesday,  October  18,  1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Garter,  Eokhart,  Jones,  Kelly,  Mai- 
iette,  Smyth  and  Wenter — ^nine  members 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MUTTTTES. 

The  minutes  of  the  regular  meeting, 
held  October  Id,  1899,  were  approved 
IS  printed,  on  motion  of  Mr.  Kelly, 
seconded  by  Mr.  Jones. 


REPORT    IN     RBFBRBNCB    TO     DESTRUC- 
TION OF  BRIDGE  AT  SAG  CROSSING. 

The  President  presented,  and  the  Clerk 
read,  a  report  in  reference  to  the  de- 
struction  by  fire  of  the  bridge  at  Sag, 
crossing  the  I.  and  M.  Canal,  and  set- 
ting forth  that  the  President  had  ar- 
ranged for  the  removal  of  the  wreck  and 
the  payment  to  the  Sanitay  District  of 
one  nundred  dollars  for  the  iron  in  the 
structure,  and  asking  approval  of  his  ac- 
tion. 

Mr.  Kelly,  seconded  by  Mr.  Mallette, 
moved  that  the  report  be  received  and 
the  action  of  the  President  concurred  in. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT : 

^'Chicago,  October  18, 1899. 

To  t?u  Bonorable,  t?ie  Board  of  Trustees  of  the 
Sanitary  Dietriet  of  Chicago : 

Gentlemen— On  the  evening  of  Goto- 
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ber  12th  the  bridge  at  Sag,  croesiDg  the 
Illinois  and  Michigan  Canal,  the  prop- 
erty of  the  Sanitary  District  of  Chicago, 
was  destroyed  by  fire  and  the  wreck 
blocked  navigation  of  the  Canal.  I  did 
not  hear  of  this  until  Saturday,  October 
14,  being  at  the  time  at  Lemont.  I  en- 
deavored to  have  the  Canal  Commission- 
era  remove  the  wreck,  but  they  did  not 
want  to  undertake  the  work.    I  therefore 


arranged  with  a  party  at  Lemont  to  re- 
move the  wreck  inside  of  forty- eight 
hours  and  pay  to  the  Sanitary  District 
one  hundred  dollars  for  the  iron  in  the 
structure.  I  respectfully  ask  your  ap- 
proval of  my  action. 

Respectfully  submitted, 

(Signed)       Willia^m  Boldekweck, 

Pretident. 


♦  VOUCHERS. 
The  Clerk  presented  the  following  vouchers  : 

ENOINEEKINO  DEPABTMBNT. 

Isham  Randolph  (traveling  and  expense) 

CONSTBUCTION    ACCOUNT. 

Lyden  &  Drews  Company  (By-pass) $  6,814  06 

Gahan  &  Byrne  (Section  H,  October  16,  1899) 8,158  10 

Christie  &  Lowe  (Section  K,  October  16, 1899) 1,127  53 

Hayes  Bros.  (Section  M,  pumps) 69  54 

Hayes  Bros.  (Section  M,  Santa  Fe  bridge) '  75  67 

Hayes  Bros,  et  al.  (Section  N,  October  16,  1899) 9,630  58 

Hayes  Bros,  et  al.  ( Section  O,  October  16,  1899- 1,464  40 

McArthur  Bros.  Company  (Section  O,  eight-traclc  bridge) 11,061  25 

McArthur  Bros.  Company  (Section  O,  eight-track  bridge  * 7,254  55 

Thomas  Moulding  Company  (Section  O,  eight-track  bridge) 1,678  75 

Geo.  M.  Huss  (Section  O,  pumping  plant) 411  51 

Geo.  M.  Huss  (Section  O— P.  H.  bridge) 90  91 

Lydon  &  Drews  Company  (Chicago  River  dredging) 4,937  63 

Lydon  &  Drews  Company  (Chicago  River  dredging) 4,752  00 

Total 


86  83 


$5^^,516  48 
$52,603  81 


*  To  be  paid  by  warranto,  with  interest  coupons  attached,  drawn  against  the  Ta^  Levy 
for  1899. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll* call  the  vote  stood:    Teas- 


Messrs.  Boldenweck,  Braden,Carter,Eck- 
hart,  Jones,  Kelly,  Mallette,  Smyth  and 
Wenier— nine.    Nays — none. 

Upon   this   result   the  President  de- 
clared the  motion  carried. 


MONTHLY  REPORT  FROM  TREASURY  DEPARTMENT. 

The  derk  presented  a  report  from  the  Treasury  Department  for  the  month  of 
September,  1899,  which  was  read,  and,  by  unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is  the  report  : 

Receipts. 

Balance  on  hand  at  date  of  last  report $    218369  8( 

From  County  Treasurer,  Sanitary  District  Tax  Account $     800,000  00 

From  J.  F.  Haas,  Clerk,  Construction  Aooount 50  00 

From  Chlcacro  National  Bank,  Interest  Account 180  98 

Total  cash  reoelred  for  month $    dOO,S39  9S 

$      519.608  61 
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Disbursements. 

Clerical  Department $  18  66 

Engfneerlogr  Department 152  12 

Law  Department 60  56 

General  Account 403  90 

Maintenance  Account * 78  06 

Tax  Warrants  paid,  levy  1898 861.940  38 

Interest  paid  on  Tax  Warrants,  levy  1898 9,(fr8  51 

Total  cash  disbursed $ 

Balance  this  date,  in  banks  as  per  schedule  endorsed  hereon 


871,732  18 
140,871  66 


S      512,608  84 


SdhedtUe. 

Chlcajiro  National  Bank $  114,982  88 

National  Bank  of  Illinois 25.938  78 

Total %  140,871  66 


Chicago,  October  10th,  1899. 


(Signed)  F.  M.  BLOUNT,  Treasurer. 

By  8.  P.  BLOUNT,  Asst.  Treasurer, 


MONTHLY  REPORT   FROM   CLERICAL    DE- 
PARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  tne  month  of 
September,  1899,  which  was  read  and 
by  unanimous  consent  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

"Chicaqo,  October  1, 1899. 

To  the  HonorahUy  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gbntlbmsn— I  hprewith  submit  the 
report  of  the  Clerical  Department  for  the 
month  of  September,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  $695,869,84,  of  which 
amount  the  sum  of  $1,105.21  was  paid  in 
Regular  Warrants;  $828,745.74  in  1899 
Tax  LeTy  Warrants,  and  the  sum  of 
$871,018.89  by  the  Treasurer  of  the  Dis- 
trict, for  which  no  warrant  was  required. 
Of  the  amount  paid  by  the  Treasurer  the 
sum  of  1861,940.88  was  for  1898  Tax 
Warrants  redeemed,  and  $9,078.61  for 
interest  on  warrants  redeemed. 

The  total  amount  expended  on  account 
of,  and  charged  to,  the  Clerical  Depart- 


ment, during  (he  month  of  September 
was  $1,048.88  for  salaries. 

There  are  no  outstanding  liabilities 
against  the  Clerical  Department  and  the 
expenditure  for  the  present  month  will 
be  about  $1,200.00. 

The  total  amount  expended  for  account? 
of,  and  charged  to,  the  General  Account 
during  the  month  of  September  was 
$7,642.99,  divided  as  follows: 

Rent  for  September,  1899 $   498  88 

Printing 885  59 

Streams  Examination 1,698  80 

Salaries 2,957  88 

Exposition  Model 1,500  00 

General  Expenses 602  44 

Total $7,642  99 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$6,000.00. 

or  the  total  amount  of  1896  Tax  Levy 
Warrants  issued  there  is  now  outstand- 
ing the  sum  of  $11,872.05;  of  the  1897 
Tax  Levy  Warrants  issued  there  is  now 
outstanding  the  sum  of  $15,000.00;  of  the 
1898  Tax  Levy  Warrants  issued  there  is 
now  outstanding  the  sum  of  $11,151.80; 
and  of  the  1899  Tax  Levy  Warrants 
there  is  now  outstanding  the  sum  of 
$1,789,686.70. 
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The  following  is  a  tabulated  statement  of   total  expenditures  for  the  month 
of  September,  1899: 


Account. 


Engineering  Department 

Construction 

Clerical  Department 

Law  Department 

Treasury  Department 

General 

Police  Department . 

Maintenance 

Joseph  F.  Haas,  Clerk 

1898  Tax  Warrants  Itedeemed. . 
Interest  on  Tax  Warrants  Re- 
deemed  ; 


Total 


Regular 
Warrants. 


449  55 


105  88 


410  88 

21  47 

117  98 


I    1,105  21 


189d 
Tax  Levy 
Warrants. 


I  13,8(i6  76 
28»,529  80 
1,048  83 
2,088  98 
166  66 
7,232  16 
2,699  81 
1,576  79 
Qfin  42 


1328.745  74 


Paid  by 
Treilsurer. 


1361,940  88 
9,078  51 


1871,018  69 


Total  for 
Month. 


I    18.816  81 

289,529  80 

1,043  38 

2.144  86 

166  06 

7.642  99 

2,721  28 

1,694  77 

6,091  45 

861,940  88 

9,078  51 


$695,869  84 


(Signed) 


Respectfully  submitted, 

Joseph  F.  Haas,  ClerkJ'* 


RBPORT  IN  RBFBRBNCB  TO  ORDINANCB 
OP  CITY  OP  JOLIBT  AND  PASSAGB  OP 
DISTRICT    ORDINANCB. 

Mr.  Smyth,  Chairman,  presented,  and 
the  (^lerk  read,  a  report  from  the  Com- 
mittee on  Engineering  in  reference  to, 
and  accompanied  by,  an  ordinance  ac- 
cepting an  ordinance  passed  by  the  City 
of  Joliet  in  settlement  of  disputed  ques> 
tions  as  to  the  construction  of  bridges  at 
Jefferson  and  Cass  Streets  in  said  city, 
and  other  works  in  and  throughout  the 
said  City  of  Joliet,  the  report  being  also 
accompanied  by  a  copy  of  said  ordinance 
of  the  City  of  Joliet,  and  recommending 
the  adoption  of  the  acceptance  by  the 
Board. 

Mr.  Smyth  moved  the  adoption  of  the 
report  and  the  passage  of  the  District 
ordinance. 

Mr.  Wenter,  seconded  by  Mr.  Eckhart, 
moved  that  the  vote  be  divided  as  to  the 
question  of  the  adoption  of  the  report 
and  the  passage  of  the  said  District  ordi- 
nance. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

Mr.  Eckhart,  seconded  by  Mr.  Wenter, 
then  moved  that  the  said  District  ordi- 
nance be  adopted. 

Mr.  Smyth  moved  as  a  substitute  that 
the  report  be  adopted. 

Mr.  Jones  moved  as  an  amendment 


that  the  recommendations  of  the  Com- 
mittee be  concurred  in. 

On  roll-call  on  the  motion  of  Mr.  Jones 
the  vote  stood :  Yeas — Messrs.  Bolden- 
week,  Eckhart,  Jones  and  Wenter— four. 
Nays  —  Messrs.  Braden,  Carter,  Kelly, 
Mallette  and  Smyth— five. 

Upon  this  result  the  President  declared 
the  motion  lost. 

On  roll  call  on  the  motion  of  Mr. 
Smyth  for  the  adoption  of  the  report  the 
vote  stood:  Yeas — Messrs.  Boldenweok, 
Braden,  Carter,  Jones,  Kelly,  Mallette 
and  Smyth— seven.  Nays — Messrs.  Eck- 
hart  and  Wenter— two. 

Upon  this  result  the  President  de- 
clared the  motion  carried  and  the  report 
adopted. 

On  roll  call  on  the  motion  of  Mr.  Eck- 
hart for  the  adoption  of  the  said  District 
ordinance  the  vote  stood:  Yeas — Messrs. 
Boldenweck,  Braden,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette,  Smyth  and  Wen- 
ter— nine.    Nays — none. 

Upon  this  result  the  President  d 
clared  the  motion  carried  and  the  Di 
trict  ordinance  adopted. 

The  following  is 

THB  BBPORT : 

"Chicago,  October  6, 1899. 

To  the  Honorable,  Vu  Board  of  Trust^et 
tJie  Sanitary  JHttrict  of  Chicago: 

Gbntlbmbn — Your  Committee  on  £ 


October  13,J  gi 

giDeeriDg,  having  had  under  conBider&- 
tiou  the  ordinaace  paaeed  bj  the  City  of 
Joliet  in  settlement  of  disputed  queBtions 
in  relatioD  to  the  conatruction  of  the 
bridges  at  J«>f(er80ii  and  Cass  streets,  in 
said  city,  and  other  works  in  and 
throughout  the  said  Citj  of  Joliet,  l>eg 
leave  to  report  that  they  have  examined 
said  ordinance  and  Ihey  Rnd  that  said 
ordinance  bj  its  terms  and  proviiiionR 
concedes  all  of  the  demands  of  the  8ani- 
tarv  District  of  Chicago  made  by  it  iq 
relation  to  being  )iermitted  by  said  city 
to  prosecute  its  work  through  the  City 
of  Joliet.  without  interference  by  the 
City  of  Joliet,  by  injunction  op  other 
obstructive  methods;  that  the  ordinance 
provides  that  the  said  Cit;  of  Joliet  sbati 
not  in  any  manner,  by  proceedings  in 
court  or  otherwise,  obstruct  the  Sanitary 
District  of  Chicago  in  the  construction  of 

We  consider  the  paasage  of  the  ordi- 
nance by  the  City  C\)UDcil  of  the  City  of 
Joliet  a  hspny  and  proper  oettlement  of 
existing  differences  between  the  Sanitary 
District  of  Chicago  and  the  said  City  of 
Joliet  and  a  vindication  of  the  wisdom 
of  the  Engineering  Committee  in  insist- 
ing upon  such  rromiaes  as  will  secure 
the  completion  of  the  channel  without 
further  interference  by  the  City  of 
Joliet;  and  we  therefore  recommend  the 
adoption  of  the  fnUowIng  acceptance  by 
your  Honorable  Board. 


{Miened, 
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The  following 

TflK   ORDINANCE 
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Section  I.  That  an  ordinance  of  the 
City  of  Johet,  paased  by  the  City  Coun- 
cil of  the  City  of  Joliet,  October  17th, 
A.  D.  1S90.  and  approved  by  the  Mayor 
of  aaid  city  on  the  snme  date,  entitled 
'An  ordinance  amending  an  ordinance 
numbered  I7&3,  entitled'  'An  ordinance 
eranting  to  the  Sanilarf  District  of 
Chicago  the  right  to  construct  a  channel 


11  _.  fisga 

across  the  butt  ends  of  certain  streets 
and  alleys,  and  to  remove  and  replace 
bridges,'  passed  July  8tb,  A.  D.  1SB8, 
approved  July  »th,  A.  D,,  1888,  and  re- 
pealing certain  sections  of  said  above 
entitled  ordinance,"  l>e  and  the  same  is 
hereby  scoepted  by  the  Sanitary  District 
of  Chicago. 

Sbction  3.  That  the  President  of  the 
Board  of  Trustees  of  the  Hanitary  DiS' 
Irict  and  the  Clerk  of  said  Board,  under 
the  corporate  seal  of  said  District,  be 
and  are  hereby  instructed  to  flie  with 
the  City  Clerk  of  tJie  City  of  Joliet  tlie 
acceptance  of  the  Snnitarv  District  of 
Chicago  of  said  ordinance." 


The  following  is 

THE  OBDINANC'H  OF  THE  i:iTV  OV  JOLIKT. 

"An  ordinance  atn^nding  an  ordinance 
Numbered  1752,  en|[tli?d  "An  ordinance 
granting  to  the  Sanitary  District  of  Chi- 
cago the  right  to  construct  a  channel 
across  the  butt  ends  of  certain  streets 
and  alleys  and  to  remove  and  replace 
bridges,"  paHsed  July  %,  A.  D.  1899,  and 
approved  July  8,  ISuS,  and  repealing  cer- 
tain sections  of  said  above  entitled  or- 
dinance. 
He  it  ordaliifd  hy  Ihf  f.i.,  i'„„„r:l  uf  tht  I'iln 

of  Joliet; 

Section  1.  The  rig  lit  is  hereby 
granted  to  the  said  Sanitary  District  of 
Chicago,  and  it  shall  be  its  duty  to  re- 
move, without  expense  to  said  city,  the 
present  bridge  across  ihe  DesplaineS' 
River  at  Je^erson  Street,  and  in  lieu 
thereof,  to  construct,  ai  its  own  expense, 
a  new  steel  tiridge  which  shall  be  forty- 
two  (43)  feet  between  [he  centers  of  trus- 
ses, with  sidewalks  on  l>oth  sides,  con- 
forming in  width  to  the  street  sidewalks 
on  said  Jefferson  Street  at  the  east  line 
of  said  D^splainee  Street,  making  said 
bridge,  inclusive  of  Maid  bridge  side- 
walks, sixty-six  (60)  feet  wide. 

The  outside  of  eiich  of  the  sidewalbs 
of  said  bridge  shall  be  protected  by  a 
substantial,  ornamental,  metal  hand- 
rail, which  shall  be  rigidly  attached  to 
the  superstructure. 

The  substructure  of  aaid  bridge,  con- 
sisting of  abutments,  sustaining  piers, 
and  other  work  ol  this  character,  shall 
be  constructed  of  the  liest  Portland 
cement  concrete,  for  this  class  of  work, 
well  laid  and  built  up  and  of  sufficient 
strength  and  endurance  to  serve  all  the 
purposes  and  design  inWnded  thereby. 
all  to  be  done  in  a  first  class,  good  and 
workmanlike  u 
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The  general  plan  for  said  bridge  is  at* 
tached  to  said  above  entitled  ordinance 
No.  1753,  marked  ^'Exhibit  A,'*  and 
made  a  part  thereof,  and  is  also  hereby 
made  a  part  of  this  ordinance. 

The  super- structure  of  said  bridge 
shall  be  built  pursuant  to  Class  A.  1, 
Cooper's  specifications  of  1896,  h  copy  of 
which  is  attached  to  said  above  entitled 
original  ordinance.  No.  1752,  marked 
^'Exhibit  B,"  and  made  a  part  thereof, 
and  is  also  hereby  made  a  part  of  this 
ordinance.  Said  bridge  shall  be  a  good 
substantial  structure  in  every  respect. 

Section  2.  Said  Sanitary  District  of 
Chicago  is  hereby  granted  the  right  to 
remove  the  present  bridge  across  the 
said  Desplaines  River  and  the  Illinois 
and  Michigan  Canal  at  Cass  street.  The 
ownership  of  said  bridge  when  removed 
shall  be  retained  by  the  said  City  of 
Joliet. 

The  Sanitary  District  of  Chicago  shall 
construct  a  new  steel  bridge  across  said 
river  and  canal  at  saio  C^ass  street,  which 
shall  be  thirty -four  (84)  feet  wide  be- 
tween the  centers  of  trusses,  with  side- 
walks on  each  side  thereof,  of  a  width 
of  eight  (8)  feet  each,  making  said 
bridge,  ^inclusive  of  sidewalks,  fifty 
(50)  feet  in  width.  The  outside  of  each 
of  the  sidewalks  of  said  bridge  shall  be 
protected  by  a  suitable,  substantial,  or- 
namental metal  hand-rail,  which  shall 
be  rigidly  attached  to  the  super- structure. 

The  sul)- structure  of  said  bridge,  con- 
HJsting  of  abutments,  sustaining  piers 
Hiid  other  work  of  this  character,  shall 
\>ti  constructed  of  the  best  Portland  ce- 
ment concrete  for  this  class  of  work, 
well  laid  and  built  up,  and  of  sufficient 
strength  and  endurance  to  serve  all  the 
purposes  and  design  intended  thereby, 
hII  to  be  done  in  a  first-class,  good  and 
workmanlike  manner. 

The  general  plan  for  said  bridge  is  at- 
I  ached  to  said  above  entitled  original 
ordinance  No.  1752,  marked  ''Exhibit 
C*'  and  made  a  part  thereof,  and  is  also 
made  a  part  of  this  ordinance. 

The  superstructure  of  said  bridge  shall 
be  built  pursuant  to  Class  A.  1,  Cooper's 
spf  (.ifications  of  1896,  a  copy  of  which  is 
attached  to  said  above  entitled  original 
ordinance  Nc.  1752,  marked  "Exhibit 
B"  and  made  a  part  thereof,  and  is  also 
hereby  made  a  part  of  this  ordinance. 
Said  bridge  shall  be  a  good,  substantial 
structure  in  every  respect. 

The  entire  cost  and  expense  of  said 
(4ISS  street  bridge  shall   be   borne  and 


paid  by  the  said    Sanitary    District  of 
Chicago. 

Section  8.  Both  of  said  bridges  to  be 
constructed  as  provided  for  in  Section 
one  (1)  and  two  (2)  of  this  ordinance, 
shall  be  paved  with  oak  blocks  according 
to  specifications  to  be  submitted  to  and 
approved  by  the  City  Council  of  the  City 
of  Joliet,  and  the  floor  and  approaches  of 
each  of  said  bridges  shall  not  be  raised  to 
an  elevation  higher  than  the  floor  and  ap 
preaches  of  each  of  the  present  bridges. 
After  said  bridges  are  completed  by  the 
said  Sanitary  District  of  Chicago,  and 
accepted  by  the  said  City  of  Joliet,  they 
each  ^hall  be  forever  owned  and  main- 
tained by  the  said  City  of  Joliet.  Each 
of  said  bridges  shall  be  fully  completed 
by  the  flrst  day  of  April,  A.  D    1900. 

Section  4.  The  substructure,  the  piers 
and  abutments,  and  other  work  per* 
taining  thereto,  of  each  of  said  two 
bridges,  shall  be  under  and  subject  to 
inspection  by  the  City  Engineer  of  the 
City  of  Joliet,  as  the  work  shall  progress, 
for  determination  as  to  whether  or  not 
such  work  is  being  done  according  to  the 
plans  and  specifications  therefor,  and  ac- 
cording to  the  terms  of  this  ordinance. 
And  should  said  City  Engineer  find  that 
such  work'  is  not  being  done  according  to 
said  plans  and  specifications,  and  the 
terras  of  this  ordinance,  he  shall 
immediately  report  in  writing  such 
fact  to  the  Chief  Engineer  of  the  said 
Sanitary  District  of  Chicago,  and  should 
said  two  Engineers  be  unable  to  agree 
upon  the  conduct  of  such  work  in  re- 
spect to  such  report,  within  one  (1)  day 
after  the  service  of  such  notice  on  the 
Chief  Engineer  of  the  said  Sanitary 
District  of  Chicago,  then  the  Hon.  'John 
Lambert,  of  the  City  of  Joliet,  Illinois, 
shall  forthwith  appoint  a  third  party, 
expert  in  the  questions  at  issue,  to  act 
with  them,  and  the  three  shall  arbitrate 
and  determine  the  questions  in  dispute 
as  speedily  as  possible,  and  a  decision  of 
a  majority  of  said  persons  shall  be  final. 
The  cost  of  satd  arbitration  shall  be  paid 
by  such  party  or  parties,  and  in  such 
proportions  as  the  Board  of  Arbitration 
shall  adjudge;  provided,  however,  if 
such  work  shall  proceed  after  the  service 
of  said  written  notice  as  aforesaid  on 
the  Chief  Engineer  of  the  said  Sanitary 
District  of  (Chicago,  it  shall  be  at  the 
risk  and  peril  of  the  said  Sanitary  Dis- 
trict of  Chicago. 

The  putting  and  place  and  erection  of 
the  super  structure  of  said  two  bridges 
shall  l>e  under  and  subject  to  inspection, 
as  such  work  progresses,  of  R.  W.  Hunt 
&    Co.     The    said    Sanitary  District   of 
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Chicago  shall  hear  and  pay  all  the  costs 
and  expenses  of  the  inspection  of  the 
Buper-strncture  of  said  two  bridges. 

SBcnoN  6.  The  said  Sanitary  District 
of  Chicago  shall  so  repair  the  super- 
etmcture  of  the  present  brids^  across 
the  Desplaines  River  and  the  Illinois 
and  Michigan  Canal  at  Jackson  Street 
by  re>enforcing  the  chord  members 
thereof  whenever  necessary  by  splice, 
by  bolts  and  by  frame  bents  beneatn  the 
*  span;  the  sills  for  the  bents  to  be 
placed  at  or  below  grade  of  Main  Chan- 
nel, and  to  be  anchored  so  securely  as  to 
withstand  the  current;  and  on  such  super- 
structure of  said  Jackson  Street  Bridge 
to  furnish  such  material  and  do  such 
other  work  as  will  render  such  Jackson 
street  bridge  safe  and  secure  for  public 
travel »  and  so  maintain  the  same  during 
the  time  of  construction  of  the  said  Oass 
and  Jefferson  Streets  Bridges. 

Fh>m  such  piers,  abutments  and  other 
sub-structure  shall  be  removed  all 
broken  or  unsound  stone  appearing  on 
the  face,  and  the  voids  so  maoe  shall  be 
filled  with  Portland  cement  concrete 
mixed  in  the  following  proportions,  to- 
wit:  One  part  cement,  three  parts  sand 
and  five  parts  broken  stone.  Such  con- 
crete to  be  rammed  into  the  voids  so  as 
to  insure  that  they  shall  be  completely 
filled.  The  outer  surface  of  the  concrete 
so  placed  shall  be  faced  with  three  (8) 
inches  of  Portland  cement  mortar  made 
of  one  part  cement  and  two  parts  sand. 

The  piers,  abutments  and  other  sub- 
structure of  said  Jackson  Street  Bridge 
shall  be  re-pointed  with  the  best  quality 
of  Portland  cement  mortar  mixed  in 
parts  one  of  cement  and  one  of  sand. 
All  unsound  mortar  shall  be  first  raked 
out  of  joints  to  a  depth  of  one  and  one- 
Jbalf  inches,  and  all  joints  shall  be  thor- 
oughly cleaned  and  wetted  before  re- 
pointisg. 

All  of  such  work  shall  be  done  in  a 
good  and  first  class  manner  and  with  all 
convenient  speed.  Such  work  of  repair- 
ing said  Jackson  Street  Bridge  shall  be 
under  and  subject  to  inspection  by  the 
City  Engineer  of  the  City  of  Joliet,  as 
sucn  work  and  repair  shall  progress,  and 
in  case  said  City  Engineer  snail  find  that 
said  work  is  not  l^ing  done  in  accord- 
ance with  the  terms  of  this  ordinance, 
he  shall  report  the  same  immediately  in 
writing  to  the  Chief  Engineer  of  the 
Sanitary  District  of  Chicago,  and  should 
said  two  engineers  be  unable  to  agree 
upon  a  method  of  doing  said  work  in 
reepect  to  such  report,  the  matters  in  dis- 
pute shall  be  decided  by  arbitration  as 


hereinbefore  provided.    All  such  repairs 
made,    materials   furnished   and   labor 

Ssrformed   upon   said   Jackson    Street 
ridge  shall  be  borne  and  paid  by  the 
said  Sanitary  District  of  Chicago. 

Sbotion  6.  For  the  use  and  benefit  of 
the  public  and  for  public  travel,  while 
the  bridge  across  the  Desplaines  River, 
at  Jefferson  Street,  is  in  process  of  coif- 
struction,  as  provided  for  in  Section  one 
(I)  of  this  ordinance,  the  said  Sanitary 
District  of  Chicago  shall  maintain  the 
temporary  bridge  by  it  constructed  at 
Jefferson  Street  in  a  manner  adequate 
•and  secure  for  public  travel,  and  shall 
continue  such  maintenance  until  such 
time  as  the  new  bridge  at  Jefferson  Street 
is  ready  and  open  for  public  travel. 

Upon  the  completion  by  the  said  Sani- 
tary District  of  Chicago,  and  the  accept- 
ance of  the  new  steel  bridge  at  Jefferson 
Street  by  the  City  of  Joliet,  the  said 
Sanitarv  District  of  Chicago  shall  have 
the  right,  and  it  shall  be  its  duty  to  re- 
place the  tracks  of  the  Joliet  Railroad 
Company  upon  and  across  such  new 
bridge  at  said  Jefferson  Street  in  the 
center  of  said  new  bridge. 

All  the  costs  and  expense  in  the  con- 
struction and  maintenance  of  such  tem- 
porary bridge,  and  replacing  of  such 
railroad  tracks,  and  the  taking  down 
and  removing  of  such  temporarjr  bridge 
shall  be  borne  and  paid  by  the  said  Sani- 
tary District  of  Chicago. 

Section?.  When  the  repairs  upon 
the  superstructure  of  the  said  Jackson 
Street  Bridge  shall  have  been  made  to 
such  an  extent  that  the  same  is  ready 
and  secure  for  public  use  and  public 
travel,  as  ak)ove  set  forth,  all  as  a  condi- 
tion precedent,  then  the  said  Sanitary 
District  of  Chicago  shall  have  the  right 
at  once  to  close  the  said  Cass  Street 
Bridge  to  public  use  and  public  travel, 
and  take  down  the  said  Cass  Street 
Bridge,  doing  no  unnecessary  damage  to 
the  timbers,  bolts  and  iron  work  of  such 
superstructure,  and  may  proceed  to  con- 
struct the  new  bridge  herein  provided 
for  at  Cass  Street. 

Sbction  8.  The  said  Sanitary  District 
of  Chicago  shall  indemnify,  save  and 
keep  harmless  the  said  City  of  Joliet 
from  any  and  all  damages,  to  persons  or 
property,  for  which  the  said  city  would 
be  legally  liable  by  the  doing  of  all  or 
any  of  said  work  by  the  said  Sanitary 
District  of  Chicago,  especially  including 
the  construction,  maintenance  and  use 
by  the  public  of  the  temporary  bridge 
erected  at  Jefferson  Street  by  the  said 
Sanitary  District  of  Chicago;  and  in  the 
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event  of  the  inetitution  of  a  suit  or  suits 
against  the  City  of  Joiiet  by  any  person 
or  persons  for  the  recovery  of  any 
damage,  loss  or  injury  caused  to  any 
person  or  property  by  reason  of  the 
doing  of  said  work,  or  the  manner  in 
which  said  work  may  be  done  by  the 
said  Sanitary  District  of  Chicago,  or  by 
reason  of  the  maintenance  and  use  of 
said  temporary  bridge  at  Jefferson 
Street  b^  the  public  for  public  travel,  or 
otherwise,  said  Sanitary  District  of  Chi- 
cago shall,  upon  receipt  of  written 
notice  of  the  institution  or  pendency  of 
such  suit  or  suits,  served  upon  the  said 
Sanitary  District  of  Chicago  in  the  same 
manner  as  provided  by  Sie  statutes  of 
this  State  for  the  service  of  a  chancery 
summons  upon  a  private  corporation,  in- 
tervene in  such  suit  or  suits  and  at  its 
own  cost  and  charge  defend  each  suit  or 
action  and  pay  and  discharge  any  judg- 
ment or  judgments  that  may  be  recov- 
ered against  such  City  of  Joiiet  in  any 
such  proceeding,  inclusive  of  all  costs 
adjudged  against  said  City  of  Joiiet. 

Section  9.  Sections  three  (3),  four 
(4),  five  (5),  eight  (8),  and  nine  (9)  of  said 
Ordinance  No.  1752,  entitled  *'An  ordi- 
nance granting  to  the  Sanitary  District 
of  Chicago  the  right  to  construct  a  chan- 
nel across  the  butt  ends  of  certain  streets 
and  allevB  and  to  remove  and  replace 
bridges,'^  passed  July  8th,  A.  D.  1898, 
approved  July  9th,  A.  D.  1898,  are  each 
hereby  expressly  repealed.  AH  the  re- 
maining sections  of  said  above  entitled 
original  Ordinance  No.  1758  are  to  be 
and  remain  in  full  force  and  effect. 

Seotion  10.  In  consideration  of  the 
premises,  the  said  City  of  Joiiet  in  the 
protection  and  i)reservation  of  its 
claimed  rights  arising  under  or  out  of 
the  work  of  the  Sanitary  District  of  Chi 
cago  in  the  construction  of  its  Channel 
as  now  projected  through  the  said  City 
of  Joiiet,  shall  take  no  action  or  pro- 
ceeding, either  at  law  or  in  equity,  the 
direct  and  immediate  effect  or  result  of 
which  will  be  to  hinder  or  delay  the 
said  Sanitary  District  of  Chicago  in  the 
completion  of  its  Channel,  and  the  turn- 
ing therein  of  the  waters  of  Lake  Michi- 
gan at  such  time  and  in  such  manner  as 
it  may  thereto  be  legally  authorized. 
This  section  to  continue  in  force  only 
until  the  said  water  shall  be  turned  into 
said  Channel  as  aforesaid  and  not  there- 
after. 

Sbotion  11.  Should  it  be  contended 
that  the  construction  work  of  the  Sani- 
tary District  of  Chicago,  between 
Jefferson  and  Cass  Streets,  in  the  City  of 
Joiiet,  is  not  adequate  to  protect  the  City 


of  Joiiet  on  the  east  side  of  said  Channel, 
then  such  contention  shall  be  submitted 
to  arbitration  in  the  manner  herein- 
above provided  in  Section  4  of  this  or- 
dinance; and  should  said  arbitrators  de- 
cide that  other  and  additional  work  is 
necessary  between  said  points,  then  it 
shall  be  the  duty  of  said  arbitrators  to 
find  and  state  the  nature,  character  and 
locality  of  said  additional  work  and  also 
to  fix  the  time  for  its  completion,  but 
satd  time  shall  not  be  prior  to  the  turn- 
ing in  of  the  water  by  the  Sanitary 
District  of  Chicago.  It  is  distinctly  un- 
derstood that,  should  an^  additional 
*  work  be  required  by  the  said  arbitrators 
as  herein  provided,  no  condition  or  obli- 
gation shall  be  thereby  imposed  upon  the 
said  Sanitary  District  of  Chicago  which 
shall  tend  to  delay  or  impede  the  open- 
ing of  its  Channel.  In  the  event  of  ar- 
bitration under  this  clause,  the  cost 
thereof  shall  be  paid  as  herein  above 
provided. 

Section  13.  This  ordinance  shall  not 
be  in  force  and  effect  until  first  the  San- 
itary District  of  Chicago,  by  ordinance 
duly  enacted,  shall  first  have  approved 
and  accepted  this  ordinance,  and  shall 
have  filed  in  the  office  of  the  City  Clerk 
of  the  said  City  of  Joiiet  a  copy,  duly 
certified,  of  such,  approving  and  accept- 
ing ordinance  by  it  enacted. 

Section  18.  No  power  or  authority  in 
this  ordinance  contained  shall  be  so  con- 
strued as  to  delay  or  impede  the  open- 
ing of  the  Channel  by  the  Sanitary  Dis- 
trict of  Chicago. 

Passed  this  17th  day  of  October,  A.  D. 
1899." 

REPORT  IN  REFERENCE  TO  REMOVAL  OP 
DAMS  AT  HENRY  AND  COPPERAS  CREEK. 

Mr.  Wenter,  Chairman,  presented, 
and  the  Clerk  read,  a  report  from  the 
Joint  Committee  on  Federal  Relations 
and  Engineering  in  reference  to  the  re- 
moval of  the  State  dams  at  Henry  and 
Copperas  Creek  in  compliance  wiih  the 
requirement  of  the  law;  the  report  rec- 
ommending that  the  President  of  the 
Board  be  authorized  and  directed  to  ap- 
point a  Special  Committee  of  three  to 
remove  these  dams  at  the  close  of  navi> 
gation  for  the  present  year,  and  who, 
for  that  purpose,  shall  be  clothed  with 
full  power  and  authority  conferred  hy 
law  on  the  Sanitary  District. 

Mr.  Wenter,  secondecl  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On   roll-call   the  vote  stood:    Yeas— 
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Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenteis-nine.    Nays— none. 

Upon  this   result   the   President   de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT. 

"CraoAOO,  Oct.  18,  1899. 

To  the  SonorabUt  tJte  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  : 

Oentlbmbn— The  Joint  Committee  on 
Federal  Relations  and  Engineering  begs 
leave  to  report  that,  in  pursuance  of  the 
action  of  your  Honorable  Body  (page 
5877  of  the  Proceedings),  it  has  had  un- 
der consideration  the  removal  of  the 
State  dams  at  Henry  and  Copperas 
Creek  in  compliance  with  the  require- 
ment of  law.  It  seems  necessary  m  or- 
der that  the  Drainage  Channel  may  be 
opened  at  the  early  date  now  contem- 
plated, that  these  dams  should  be  re- 
moved as  promptly  as  possible  after  the 
close  of  navigation  for  the  present  year 
on  the  Illinois  and  Michigan  Canal. 

Your  Committee  therefore  recom- 
mends that  the  President  of  the  Board 
of  Trustees  be  authorized  and  directed 
to  appoint  a  special  committee  of  three 
whose  duty  it  shall  be  to  remove  these 
dams  at  the  close  of  navigation  for  the 
presfent  year,  and  who,  for  that  pur- 
pose, shall  be  clothed  with  the  full  power 
and  authority  conferred  by  law  upon 
the  Sanitary  District  of  Chicago. 

Respectfully  submitted. 
(Siirned)  Frank  Wentbb, 

Chairman, 

B.  A.  ECKHABT, 

Jos.  C.  Bradex, 
Z.  R.  Carter, 
Thomas  A.  Smyth, 

A.   J.    JOXBS, 

Thomas  Kelly, 

Wm.  Boldenweck, 

Joint  Committee  on  Federal    Relations    and 
Engineering,^^ 

COMMUNICATION  IN  REFERENCE  TO  RE- 
LEASE OP  BONDS  ON  CONTRACTS  FOR 
SUPERSTRUCTURE  FOR  SUMMIT  AND 
LYONS,  WILLOW  SPRINGS,  LEMONT  AND 
ROMEO  HIGHWAY  BRIDGES  CROSSING 
THE  MAIN  CHANNEL. 

The  Clerk  presented  a  communication 


from  the  City  Trust  Safe  Deposit  and 
Surety  Company  of  Philadelphia,  asking 
that  their  suretyship  in  the  matter  of  the 
bonds  on  the  contract  for  the  completion 
of  the  superstructures  for  the  Summit 
and  Lyons,  Willow  Springs,  Lemont  and 
Romeo  Highway  bridges  be  released. 

By  unanimous  consent  the  communi- 
cation was  referred  to  the  Committee  on 
Finance. 


RESOLUTION  IN  REFERENCE  TO  INSPEC- 
TION OP  MAIN  CHANNEL  BY  CONGRESS- 
MEN. 

Under  the  head  of  new  business  Mr. 
Wenter  presented,  and  the  Clerk  read, 
the  following: 

The  following  is 

THE  RESOLUTION: 

'^Whereas,  The  Deep  Waterway  Con- 
vention recently  held  in  Peoria,  Illinois, 
passed  resolutions  favoring  congressional 
action  towards  the  consummation  of  a 
deep  waterway  from  the  lakes  to  the 
Mississippi  River  in  conjunction  with 
the  Canal  of  the  Sanitary  District  of 
Chicago;  and. 

Whereas,  The  next  Congress  will 
soon  convene;  therefore  be  it 

Resolved,  That,  prior  to  the  convening 
of  the  next  Congress,  a  day  be  set  apart,* 
at  a  time  to  be  fixed  by  the  Joint  Com- 
mittee on  Federal  Relations  and  Engi- 
neering, to  make  a  tour  of  inspection  of 
the  Canal;  and  that  an  invitation  be  ex- 
tended to  the  seven  Congressmen  of  this 
city,  the  two  United  States  Senators  and* 
the  other  Congressmen  of  the  state  and 
the  executive  committee  that  was  ap- 
pointed by  the  Peoria  Deep  Waterway 
Convention  to  accompany  the  Trustees 
over  the  route  of  the  Canal;  further  be  it 

Resolved,  That  the  Joint  Committee  on 
Federal  Relations  and  Engineering  have 
full  power  to  invite  such  other  Congress- 
men from  the  adjoining  states  as  they 
may  deem  proper  so  to  do;  and  be  it 
further 

Resolved,  That  the  Joint  Committee  on 
Federal  Relations  and  Engineering  shall 
have  full  power  to  take  such  steps  as  it 
may  deem  advisable  and  for  the  best  in- 
terests of  the  Sanitary  District  to  protect 
and  conserve  our  interests  in  Washington 
during  the  next  session  of  Congress." 

Mr.  Wenter,  seconded  by  Mr.  Braden, 
moved  that  the  resolution  be  adopted. 


^^ 
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On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kellj,  Mallette,  Smyth 
and  Wenter — nine.    Najs — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


ADJOURNMSNT. 


On  motion  of  Mr.  Kelly,  seconded  hr 
Mr.  Jones,  the  Board   then  adjoomea. 


y^^T^ 


Clerk. 
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—OP    THE— 


Board  of  Trustees 


— OF    THE — 


Sanitary  District  of  Chicago. 


OCTOBER  25.  1899. 


OFFICIAL   RECORD. 

Published  by  tntthority  of  the  Board  o  TrusteeB 
of  the  SaniUary  Disiriet  of  GUcaoo, 


REGULAR  MEETING. 

The  four  hundred  and  sixtieth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  October  35, 1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweck, 
Carter,  £ckhart«  Jones,  Kelly,  Mallette, 
Smyth  and  Wenter — eight  members* 
were  present,  Mr.  Braden  arriving  sub- 
sequently. 

President  Boldenweck  then  called  the 
Board  to  order. 

HINUTBS. 

The  minutes  of  the  regular  meeting 
held  October  18,  1899,  were  approved 
aa  printed,  on  motion  of  Mr.  Kelly, 
aeoonded  by  Mr.  Jones. 


APPOINTMENT  OF  SPECIAL  COBfMITTBB 
FOR  REMOVAL  OF  DAMS  AT  HENRY  AND 
COPPERAS  CREEK. 

The  President  presented,  and  the  Clerk 
read,  a  report  setting  forth  that  in  ac- 
cordance with  the  action  of  the  Board  at 
the  meeting  held  October  18,  1899  (page 
6084  of  the  Proceedings),  the  President 
had  appointed  Messrs.  Jones,  Carter  and 
Braden  as  the  special  committee  of  three 
for  the  removal  of  the  dams  at  Henry 
and  Copperas  Creek. 

By  unanimous  consent  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

"CmcAQO.  Oct.  25, 1899. 

To  t?ie  Honorable  J  the  Board  of  Trustees  of  the 
Sanitary  District  of  ChicagoT 

GBNTLKKBN^Puisuant  to  the  report 
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of  your  Joint  Committee  on  Federal  Re- 
lations and  Engineering  adopted  by  your 
Honorable  Booy  at  its  meeting  held  Oc- 
tober 18,  1899,  recommending  that  the 
President  appoint  a  committee  of  three 
with  full  power  to  have  the  dams  at 
Henry  and  Copperas  Creek  removed  as 
soon  as  navigation  for  the  present  year 


will  close,  I  hereby  appoint  as  such  com- 
mittee Messrs.  Jones,  Carter  and  Br»- 
den. 

Respectfully  submitted. 

Wm.  Boldbkwbck, 

Pregidenty 


VOUCHERS. 

The  Cl«rk  presented  the  following:  Touchers : 

Ofi^BRAL  ACGOUNT. 

£.  H.  Sargent  &  Co.  (streams  examination) $         225 

American  Express  Company  (streams  examination) 48  72 

Adams  Express  Cempany  ( streams  examination) 87  82 

*United  States  Express  Company  (streams  examination) 168  46 

"^Edwin  O.  Jordan  (streams  examination) 884  22 

*Arthur  W.  Palmer  (streams  examination) 408  86 

$  1,049  82 

police  dbpabtmbnt. 
*B.  J.  Coen  (expense) $       7860 

♦construction  account. 

Mason,  Hoge,  King  &  Co.  (Sec.  8,  cleaning  tunnel). $       74  75 

Sackley  &  Peterson  (Sec .  8,  subway) 510  78 

Heldmaier  &  Neu  (Sec.  12,  Romeo  Bridgei Ill  09 

Heldroaier  &  Neu  (Sec.  17,  dam,  etc.) 186  78 

Heldmaier  &  N«u  (Sec.  17,  October  16, 1899) 14,070  87 

Gahan  &  Byrne  (Sec.  18,  bridge  approach) *: 268  98 

Gahan  &  Byrne  (Sec.  18,  Cass  Street  subway,  etc.) 678  75 

Gahan&Byrne  (Sec.  18,  Oct. 16,  1809)  23,499  88 

The  J.  G.  Wagner  Company  (Sec.  18,  Jefferson  Street  Bridge) 508  12 

GrifBths  &  McDermott  (Bj-pass  roadway,  etc) 1,865  21 

Joseph  F.  Haas,  Clerk  (concreting  clay  i>ockets ) 1,857  84 

The  Union  Switch  and  Signal  Company  (Interlocking  switch  changes)  408  54 

C.  T.  T.  R.  R.  Co.  (Sec.  E,  Bridge) 102  86 

C.  T.  T.  R.  R.  Co.  (Sec.  O,  Pan  Handle  Bridge) 254  99 

C.  T.  T.  R.  R.  Co.  (Chicago  RlTer  Bridge) 10,787  70 

The  P.  C.  C.  &  St.  L.  Ry.  Co.  (Sec.  O,  Pan  Handle  Bridge) 10,258  86 

Illinois  Central  Railroad  Company,  Lessee  (track  changes) 8,149  99 

TheA.,T.  &S.  F.  Ry.  Co.  (tracl<  deviation) 8,007  28 

Francis  Beidler  &  Co.  (Sec.  O,  Pan  Handle  Bridge) 11  68 

Peter  Petersen  (Sec.  N,  C.  M.  &  N.  Bridge) 28  00 

The  Joliet  Bridge  and  Iron  Company  (Wire  Mills  Road  Bridge ) 75  00 

Vilas  Bros,  (paints;  Regulating  Works) 116  85 

Werden  Buck  (concreting  clay  pockets) 288  40 

Fred  Boehme  (concreting  clay  pockets) 808  IS 

Shepard  Stone  Company  (concreting  clay  pockets) 608  04 

The  Canal  Commissioners  (concreting  clay  pockets ) 56  00 

The  Canal  Commissioners  (use  of  dredge ) 1,420  00 

Isham  Randolph  (Jefferson  Street  Bridge) 67  04 

Isham  Randolph  (Sec.  O,  pumps  i 91  00 

Isham  Randolph  (See.  O,  Pan  Handle  Bridge) 104  78 

$74,766  9» 

Grand  total 175,890  81 

•To  be  paid  by  warrants,  with  Interest  coupons  attached,  drawn  against  the  Tax  Levy  for  18M. 
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Mr.  Wenter,  seconded  by  Mr.  Carter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roU-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Carter,  Eckhart. 
Jones,  Kelly,  Mallette,  '  Smyth  and 
Wenter — eight.   Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


HONTHLY  BBPORT    PROM   LAW   DBPART- 

MENT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of  Sep- 
tember.  1899,  which,  by  unanimous  con- 
sent, was  ordered  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT. 

'^CmcAGO,  October  17, 1899. 

To  the  HonorabUy  the  Board  of  Tru$tee8  of  ths 
Sanitary  DUtrict  of  Chicago: 

Gentlemen— I  have  the  honor  to 
transmit  the  report  of  the  Law  Depart- 
ment for  the  month  of  September,  1899. 

The  following  are  the*  expenses  of 
the  Law  Department. 

SALARIES. 

Attorneys $  1,866  68 

Office  force 435  00 

$  1,801  68 

QENBRAL  EXPENSES. 

Goart  costs $  112  bO 

Right  of  way  (salaries)..  125  00 

Expense  account. ... 53  88 

Books  and  stationery 52  00 

$      342  68 


ToUl $  2,144  86 


Daring  the  month  the  Board  of  Re- 
view of  Will  County,  after  a  session  of 
nearly  two  months  duration,  rendered  a 
decision  on  the  protest  of  the  Attorneys 
for  the  Sanitary  District  in  the  matter 
of  the  assessments  on  the  District's  ri^ht 
of  way  in  the  several  townships.  The 
decision  was  favorable  to  the  District  in 
every  township,  though  the  Board  raised 
the  figures  of  the  Assessors  in  several 
instances,  notabljr  so  in  Lockport  Town- 
ship. The  decision  of  the  Board  re- 
sulted in  a  net  reduction  of  nearly 
twelve  per  cent  on  the  assessed  valua- 


tion as  returned  by  the  Assessors,  and  is 
summarized  as  follows: 

Assessors    Bd.o/Rsv. 
TownsMp.     Valuation.    Valuation.     Decrease: 

DuPage $7,798  00    $6,897  00    $     895  00 

Lockport 18,488  00      18,125  00  868  00 

Jollet 88.755  00      27,945  00        5,810  Oq 

Total 160,085  00    $52,967  00    $7,068  00 

The  above  is  the  actual  value  placed 
on  our  right  of  way,  it  being  one-fifth 
of  the  market  value  as  fixed  by  the 
Assessors  and  the  Board  of  Review. 
The  technical  descriptions  have  been 
eliminated  from  the  oooks  of  the  As- 
sessors; the  property  of  the  Sanitary 
District  being  described  as  "The  Right 
of  Way." 

The  following  suits  were  begun  during 
the  month: 

McMahon  &  Montgomery  Company, 
Green's  Dredging  Company,  et  al.,  vs. 
The  Sanitary  District  of  Chicago,  Glen. 
No.  1V8,989  jn  the  Circuit  Court  of  Cook 
County.  This  is  an  assumpsit  suit  for 
|200,000.00~pre6umably  for  extras  on 
the  Chicago  River. 

The  Sanitary  District  of  Chicago  vs. 
John  B.  Mount,  The  City  of  Joliet,  et 
al.,  in  the  Circuit  Court  of  Will  County. 
This  is  a  bill  for  an  injunction,  which 
was  granted,  restraining  the  defendants 
from  interfering  with  the  removal  of  the 
bridges  across  the  Desplaines  River  at 
Cass  and  Jefferson  Streets. 

The  case  Wright,  Meysenburg,  Sinclair 
&  Carry  vs.  The  Sanitary  District  of 
Chicago,  Calendar  No.  196,  before  Judge 
Kavanagh,  was  reached  for  trial  and 
passed  on  stipulation  to  be  taken  up  on 
ten  days*  notica 

In  the  cases  of  The  People  of  the  State 
of  Illinois  vs.  Joseph  Murray  and  Wil- 
liam A.  Vail.  Nos.  28c594  and  23895, 
respectively,  in  the  Circuit  Court  of 
Kane  County,  the  indictments  were 
quashed.  These'  were  criminal  cases 
growing  out  of  the  contempt  proceed- 
ings in  the  condemnation  cases  of  The 
Sanitary  District  of  Chicago  vs.  Lina  E. 
Barstow,  et  al.,  in  the  Circuit  Court  of 
Will  County. 

In  the  case  of  John  Angus  vs.  George  ^ 
A.  Gindele,  No.  165190,  in  the  Circuit 
Court  of  Cook  County,  a  petition 
was  filed  by  the  receiver  of  Angus 
&  Gindele  to  restrain  the  Sanitary 
District  from  removing  certain  rail- 
road iron  on  Section  E,  which 
the  receiver  claimed  as  the  prop- 
erty of  Angus  &  Gindele.    A  rule  was 
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also  entered  requiring  th^  Trustees  of 
the  District  to  show  cause  why  they 
should  Dot  be  fined  for  contempt  of  court 
for  interfering  with  the  poeseesion  of  the 
receiver.  An  answer  was  filed  on  behalf 
of  the  Trustees  to  the  above  rule  and  the 
cause  referred  to  a  Master  in  Chancery 
to  take  evidence  and  report  conclusions. 

An  agreement  with  ^e  City  of  Chi* 
cago  with  reference  to  the  bridge  at 
Canal  Street  was  prepared;  also  several 
drafts  and  amendments  to  ordinances  to 
be  passed  by  the  City  of  Joliet. 

During  the  month  a  great  many  opin- 
ions have  been  prepared  and  submitted 
to  the  Board  of  Trustees  and  the  several 
committees. 

The  present  month  will  be  occupied  in 
the  preparation  of  contracts  and  opin- 
ions, attending  to  the  several  injunction 
suits  in  Will  and  Cook  Counties,  and  the 
general  routine  work  of  the  office. 

Very  respectfully, 

(Signed)  Charles  C.  Gilbebt, 

Attorney.** 

PAYMENT     OP     MATURING    BONDS    AND 

INTEREST. 

Mr.  Carter,  Chairman  of  the  Commit- 
tee on  Finance,  presented,  and  the  Clerk 
read,  an  order  that  the  Clerk  be  in- 
structed to  draw  a  warrant  to  the  order 
of  the  Treasurer  in  the  sum  of  one  hun- 
dred and  thirty  five  thousand  dollars,  to 
be  used  in  the  payment  of  interest  and 
bonds  of  the  first  issue,  maturing  No- 
vember 1,  1899,  as  provided  in  the  order. 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  order  be  adopted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cartef,  Ekskhart, 
Jones,  Kelly,  Mallette  Smyth  and 
Wenter — eight.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  ORDER: 

"Ordered,  That  the  Clerk  be,  and  he  is 
hereby,  instructed  to  draw  a  warrant 
payable  to  the  order  of  the  Treasurer  for 
the  sum  of  one  hundred  and  thirty- five 
thousand  (|  185,000)  dollars  to  pay  the 
installment  of  one  hundred  thousand 
($100,000)  dollars  of  the  first  issue  of 
bonds  of  the  Sanitary  District  of  Chicago 
(being  the  seventh  payment   thereon), 


falling  due  November  1, 1899,  and  to  pay 
the  sum  of  thirty*  five  thousand  ($85,000V 
dollars  semi-annual  interest  on  balance 
of  first  issue  of  bonds  of  the  Sanitary 
District  of  Chicago  outstanding,  being 
one  million  four  hundred  thousand 
(11.400,000)  dollars  at  the  rate  of  five  per 
centum  per  annum,  and  that  the  Treas- 
urer be,  and  he  is  hereby,  authori2&ed  and 
directed  to  pay  said  instsilment  of  bonds 
falling  due  as  aforesaid  and  the  said 
semi-annual  interest  upon  proper  pre- 
sentation and  cancellation  of  the  bonds 
and  coupons,  respectively,  evidencing 
the  same;  such  pa>  ments  to  be  charged 
to  their  proper  respective  accounts.^ 


f» 


PAYMENT  OP  RENTAL  UNDER  AGREEMENT 
WITH  PENNSYLVANIA  COMPANY  FOR 
BY-PASS  ALONG  CHICAGO  RIYER. 

Mr.  Carter  presented  and,  seconded  by 
Mr.  Eckhart,  moved  the  adoption  of  the 
following 

ORDER: 

* 'Ordered,  That  the  President  and 
Clerk  of  the  District  be  and  they  are 
hereby  authorized  and  directed  to  pay, 
upon  the  voucher  of  the  Attorney  of  the 
District,  to  the  Pennsylvania  Company, 
operating  the  Pittsburgh,  Fort  Wayne 
and  (yhicaeo  Railway,  the  sum  of  fifteen 
hundred  ($1,600.00)  dollars,  said  sum 
being  the  semi-annual  payment  of  rent 
due  November  1,  A.  D.  1899,  pursuant 
to  an  agreement  heretofore  made  with 
the  Sanitary  District  of  Chicago  (page 
4573  of  Proceedings),  said  payment  to  be 
charged  to  the  Land  Account  of  the 
District.'* 

On  roll-call,  on  the  motion  for  the 
adoption  of  the  order,  the  vote  stood: 
Teas — Messrs.  Boldenweck.  Carter,  Eck- 
hart, Jones,  Kelly,  Mallette,  Smyth  and 
Wenter — eight.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 


ADJOURNMENT. 

On  motion  of  Mr.  Carter,  seconded 
by  Mr.  Kelly,  the  Board  then  ad- 
journed. 


^^j^ 
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—OF  THB— 


Board  of  Trustees 


—OF  THB— 


Sanitary  District  of  Chicago. 


NOVEMBER  1.  1899. 


OFFICIAL   RECORD 

Published  bv  authority  of  the  Board  qf  Tnutees  o 
(he  Sanitary  District  of  Chicago. 


REGULAR  MEETING. 

The  four  hundred  and  sixty-first 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  th«)  Board,  Security 
Building,  Wednesday,  November  1,  1899, 
at  2  o'clock  P.  M. 


On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly,  Mai- 
lette,  Smyth  and  Wenter — nine  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  October  25,  1899,  were  approved 
as  printed,  on  motion  of  Mr.  Kelly, 
seconded  by  Mr.  Mallette. 


VOUCHERS. 

The  Clerk  presented  the  foUowinfi:  vouchers  : 

*PAY    BOLLS. 

Engineering  Department  (Chief  Engineer's  roll,  October,  1899) $  1,250  00 

Engineering    Department   (Division    of   Construction    roll,    October, 

1899) 7,499  54 

Engitieering  Department   (Division  of  Drafting  and  Designing    roll, 

October,  1899) 2,645  08 


^ 
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Engineering  Department  (Division  of  Records  roll,  October,  1899) i?      697  50 

Engineering  Department  (Discbargemen 's  roll,  October,  1899) 171  00 

$12,263  72 

Clerical  Department  (Clerk's  roll,  October,  1899) 1,068  U 

Law  Department  (Attorney's  roll,  October,  1899) '. $  1,4^  34 

Law  Department  (Joliet  roll,  October,  1899j 458  84 

$  1,926  68 

Treasury  Department  (Treasurer's  roll,  October,  1899) 166  67 

General  Account  (General  roll,  October,  1899) $  425  00 

General  Account  (Special  roll,  October,  1899) 106  00 

General  Account  (Streams  Examination  roll,  October,  1899) 185  00 

General  Account  (Trustees'  roll,  October,  18^>9) 2,333  34 

$  2,999  34 

Maintenance  Account  (Pumping  Plant  roll,  October,  1899) 843  75 

Police  Department  (Marshal's  roll,  October,  1899) 2,637  70 

Total $21,906  20 

*EXGINBBlirNG   DEPARTMENT. 


J.  R.  Davis  &  Son  (boring  test  pits) $      140  00 

The  Canal  Commissioners  (laboratory  inspection) ^2  70 


$      992  70 


CLERICAL  DEPARTMENT. 


A.  P.  Little  (carbon  paper  i $         4  00 

Wra.  Zeueh  &  Co.  (envelopes) 9  00 


GENERAL  ACCOUNT. 

The  Inter  Ocean  (publishing  call  for  warrants) $  1  20 

The  Chicago  Times-Herald  (publishing  call  for  warrants) 1  60 

The  Chicago  Chronicle  Company  (publishing  call  for  warrants) 2  00 

Chicago  Journal  (publishing  call  for  warrants) 2  10 

The  Chicago  Daily  News  Company  (publishing  call  for  warrants) 2  40 

Tribune  Company  (publishing  call  for  warranto) 2  40 

Kehra,  Feitsch  &  Miller  Company  (printing) 18  00 

A.  B.  Dick  &  Co.  (mimeograph) 30  00 

H.  Lewis  &  Co.  (paints,  etc.) 13  88 

Koch  &  Lee  Company  (supplies) 33  77 

Zuttermeister  Ice  Company  (ice) 20  88 

W.  H.  Wallace  (demurrage) 4  00 

*M.  J.  Hogan  (demurrage) 55  00 

*The  A.,  T.  &  S.  F.  Ry.  Co.  (train  service) 200  00 


13  00 


$     387  23 


POLICE  DEPARTMENT. 

W.  L.  Felkner  (expense) I       11  85 

♦construction   ACCOUNT. 

Mason,  Hoge,  King  &  Co.  (Sec.  8,  railroad  embankment) $  1,428  16 

Lydon  &  Drews  Company  (Chicago  River  improvement) 2,759  75 

Lydon  &  Drews  Company  (filling  Lake  Front  Park) 2.656  00 

$  6,843  91 


Grani  total $30,154  89 


*Tobepaid  by  warrant^},  with  jnterest  coupons  attached,  drawn  against  the  Tax  XiO^J 
for  1899. 
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Mr.  Garter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roil- call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden. Carter, Eck- 
hart,  Jones  (except  as  to  voucher  in  favor 
of  The  Canal  Commissioners  for  f 852,70, 
on  which  devoted  nay),  Kelly, Mallette  and 
Wenter — eight  (except  as  above  stated,) 
Nays — none  (except  as  above  stated.) 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.  1101,  General  Account  (8,000 
copies  Revised  History  and  cuts 
for  same) $190  00 

Mr.  Wenter,  seconded  by  Mr.  Jones 
moved  that  Requisition  No.  1101,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette  and 
Wenter — eight.     Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

MONTHLY  RBPORT  ON  BMPLOYBS. 

The  Clerk  presented  a  report  showing 
the  number  of  persons  in  the  employ  of 
the  District  for  the  month  ending  October 
81, 1899,  which  was  read,  apd  by  unan- 
imous consent  was  ordered  printed  aUd 
placed  on  file. 

The  following  is 

THE  RBPORT : 

"Chicago,  November  1, 1899. 

To  the  ITonorabley  tfie  Board  of  Trusteei  of  the 
Sanitary  JHatriet  of  Chicago : 

Gbntlehbn  —  I  beg  leave  to  report 
herewith  the  number  of  employes  in  each 
department  for  the  month  ending  Octo- 
ber 81,  1899,  as  the  same  have  been  re- 
ported to  me: 

Eneineering  department 95 

Mamtenance  Account. . .   .  9 

Clerical  department b 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 5 

Total  employes 151 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

CUrh:' 


RBPORT    IN    REPBRENCB  TO   RETURN  OP 
CERTAIN  MONEYS  TO  TRBASXTRBR. 

The  Clerk  presented  a  report  trans- 
mitting receipts'  from  the  Treasurer  of 
the  District  for  the  return  of  certain 
money s,a8  set  forth  in  the  report,  which, 
by  unanimous  consent,  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  RBPORT : 

"Chicago,  November  1, 1899. 

To  the  Honorable^  the  Board  of  Tnutees  of  tJie 
Sanitary  District  of  Chicago: 

Qentlembn — I  herewith  report  to  your 
Honorable  Body  that  I  have  re- deposited 
with  the  Treasurer  of  the  District,  for 
credit  of  the  proper  account,  the  sum  of 
two  and  fifty  ono-hundredths  dollars  for 
account  of  cash  envelope  No.  19,  in  favor 
of  Wm.  Coogan,  from  pay-roll  voucher 
No.  9019,  the  same  never  having  been 
called  for  by  said  Coogan  and  his  present 
location  being  unknown;  and  have  also 
re-deposited  with  the  Treasurer  the  sum 
of  fifteen  dollars  for  credit  of  its  proper 
account,  the  same  being  balance  remain- 
ing unpaid  on  account  of  envelope  No. 
41,  in  favor  of  R.  Barnhill,  from  pay- 
roll voucher  No.  728,  said  Barnhill  hav- 
ing left  the  service  of  the  District  before 
the  end  of  the  month  and  after  the  pay- 
roll had  been  made  out  and  approved  for 
the  full  month.  I  therefore  herewith 
transmit  receipts  frum  Treasurer  for 
above  amounts. 

Respectfully  submitted, 


(Signed) 


Joseph  F.  Haas, 
Clerk.'' 


(Two  enclosures). 

MONTHLY    REPORT    PROM      BNGINEERINa 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  September,  1899,  which,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  RBPORT. 

"Chicago,  Oct.  28, 1899. 

To  tJie  ITonorabley  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago^ 

Gentlemen — I  herewith  transmit  the 
report  of  the  Engineering  Department 
for  the  month  of  September,  1899,  giving 
the  detailed  operations  of  the  several 
divisions  of  same. 
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The  value  of  the  construction  work 
done  was  $806,980.48,  divided  as  follows: 
Main  Channel,  $191,U62.71;  bridges, 
$115,017.77.  The  engineering  expenses 
were  $14,483.60,  divided  as  follows: 
Salaries,  $12,382.16;  supplies,  etc.,  $2,- 
151.44. 

DIVISION  OP  CONSTRUCTION. 

The  weather  on  the  Corwith  division 
during  the  month  was  not  very  favor- 
able for  good  progress  on  account  of 
frequent  rainfalls.  Rain  was  recorded 
on  seven  days  and  the  temperature 
varied  between  38  and  97  degrees  Fahren- 
heit. The  weather  on  the  Lockport  and 
Joliet  divisions  was  more  favorable  for 
work  and  fairly  good  progress  was  made 
thereon. 

Chicago  River — ^The  contractors  for  the 
substructure  of  the  By- pass  have  com- 
pleted 81.6  per  cent  of  the  work.  If  this 
rate  of  progress  is  continued  this  con- 
tract should  be  completed  by  November 
15th.  The  average  number  of  men  em- 
ployed per  day  was  120.4  for  the  thirty 
days  and  138  men,  excluding  Sundays; 
6,400  cubic  yards  of  excavation  were  re- 
moved; 208,000  feet  B.  M.  of  timber 
were  used;  2,600  lineal  feet  of  pUes  were 
driven  and  100  cubic  yards  of  concrete 
were  put  in  place.  The  temporary  road- 
way was  practically  completed  and  98 
per  cent  of  the  coffer  dams  was  finished. 
About  600  lineal  feet  of  coping  were  set 
on  the  walls,  of  which  66  per  cent  has 
been  completed. 

The  contractors  for  the  superstructure 
of  the  By-pass  had  practically  completed 
the  Adams  Street  section  at  the  end  of 
the  month,  and  had  installed  eleven  of 
the  large  girders  on  the  Jackson  Street 
By-pass;  553  cubic  yards  of  concrete 
were  put  in  place.  The  work  consisted 
principally  of  concreting,  setting  of 
girders  and  painting  the  iron  work. 

The  contractors  for  the  dredging  of 
the  river  removed  9,800  cubic  yards  of 
material  during  the  first  part  of  the 
month.  No  work  was  done  after  the 
15th  on  account  of  the  controversy  with 
the  City  of  Chicago  in  regard  to  the 
dumping  of  material. 

At  the  Taylor  Street  Bridge  all  foun- 
dations are  in  and  the  concrete  at  the 
west  main  abutment  is  built  up  to  where 
the  cut  stone  begins.  The  excavation 
is  completed  and  twenty  foundation 
piles  are  in  the  east  main  abutment. 

At  the  C.  T.  T.  R.  R.  Go.'s  Bridge 
near  Taylor  Street,  the  old  abutment  is 
removed  and  the  excavation  on  the  west 
is  ready  for  the  coffer  dam. 


At  the  6a8t  side  the  old  abutment  is 
blown  up  and  the  contractor  is  ready  to 
begin  excavation. 

Section  "O" — The  excavation  of  the 
old  C,  M.  &  N.  R  R.  Go.'8  bank  was 
continued  all  month  with  a  scraper  force, 
and  5,153  cubic  yards  of  glacial  drift 
were  removed  from  it.  Work  was  con- 
tmued  day  and  night  removing  material 
from  the  full  width  channel  at  the  site 
of  the  Eight-Track  Bridge,  and  12,154 
cubic  yards  of  glacial  drift  were  taken 
out.  Some  repairs  were  made  to  the 
Pan  Handle  temporary  trestles  by  Geo. 
M.  Hubs,  and  the  several  railroad  com- 
panies using  same.  ' 

Portland  cement  in  sacks  was  stored  in 
the  new  warehouse  at  Robey  Street  as  it 
arrived  in  cars,  and  from  that  point  was 
furnished  the  contractors  for  the  Eight- 
Track  Bridge  as  required;  8,166  barrels 
were  received  during  the  month,  and 
1,170  barrels  were  furnished  the  con- 
tractor. Excavation  from  this  bridge 
pit,  outside  of  the  channel  prism, 
was  continued  day  and  night 
throughout  the  month,  and  8,660 
cubic  yards  of  glacial  drift  were 
removed.  The  laying  of  concrete  for 
foundation  of  the  north  abutment  was 
begun  on  the  16th  and  continued  with 
interruptions  to  the  end  of  the  month, 
at  which  time  five  courses  were  com- 
pleted and  147  cubic  yards  were  vouch- 
ered.  Excavation  for  the  south  abut- 
ment had  advanced  to  —8  C.  C.  D.  at  the 
end  of  the  month;  derricks  were  set 
up  over  the  pier  pits  and  excavation 
for  both  piers  was  carried  on  day  and 
night.  One  thousand  four  hundred  and 
eighty  lineal  feet  of  piles  were  removed 
from  the  bridge  pit  during  the  month. 
The  building  of  the  new  dam  mentioned 
in  last  report  was  continued,  first  by 
scraper  force  and  later  on  by  wheelbar- 
row gang  and  one-horse  carts.  On  the 
30th  several  scow  loads  of  material  ex- 
cavated by  dredge  from  the  river  near 
Robey  Street  were  dumped  in  line  of  thi» 
dam. 

The  pumping  plant  on  this  section  waa 
dismantled;  boilers,  etc.,  were  loaded  on 
railroad  cars  and  returned  to  the  parties 
rented  from,  and  pumps  and  other  be- 
longings were  stored  in  and  near  the 
cement  warehouse. 

Section  "  N** — The  new  shovel  which 
was  put  in  the  pit  at  the  eaat  end  of  thia 
section  worked  four  days  loading  trains 
of  cars  hauled  by  steam  locomotives. 
On  the  12th  this  shovel  started  operations 
in  connection  with  newly  erected  incline,, 
and    from  the    l6th  to  the  end  of  the 
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moDth  this  plant  worked  day  and  night 
shifts.  Up  to  the  25th,  2,228  cubic  yards 
of  glacial  drift  had  been  removed  by 
this  method.  Excavation  under  the  old 
Kedzie  Avenue  Bridge  was  continned 
with  a  wagon  force  daring  the  entire 
month.  The  amount  of  glacial  drift  ex- 
cavated between  August  Ist  and  Sep- 
tember 30th  was  6,130  cubic  yards,  and 
the  cost  of  said  work  is  about  88.8  cents 
per  cubic  yard.  The  shovel  and  incline 
plant  west  of  Kedzie  Avenue  continued 
work  during  the  entire  month,  working 
14  night  shifts  in  addition  to  the  day 
shifts.  A  force  of  about  five  scraper 
teams  worked  12  days  in  the  forepart  of 
the  month  removing  the  bank  under  the 
former  Santa  Fe  Temporary  Bridge; 
28,192  cubic  yards  of  glacial  drift  were 
removed  by  the  shovel  and  incline  plant 
and  teams  combined. 

A  large  force  of  men  in  the  employ  of 
the  I.  C  R.  R.  Co.  was  at  work  almost 
the  entire  month  on  the  new  location  of 
the JJ  ,  M.  &  N.  R.  R.  Co.'s  tracks  west 
of  Kedzie  Avenue. 

The  Santa  Fe  Railway  Company  did 
some  i^ork  on  its  new  Twenty- sixth 
Street  line  tracks. 

Section  **3f' * — The  pumping  plant  on 
this  section  continued  work,  with  inter- 
ruptions, to  about  the  11th,  when  the 
water  on  Sections  *'M"  and  **L"  stood 
about  2.6  feet  above  grade.  Owing  to 
the  inability  of  the  20  inch  pump  to 
pump  any  more  water,  a  10  inch  pump 
from  Hayes  Bros,  was  put  in  position 
and  began  operations  on  the  26th,  con- 
tinuing to  the  end  of  the  month. 

Sections  **L"  and  **^"— Excavation  of 
the  Main  Channel  under  the  old  Belt 
roadbed  was  continued  throughout  the 
month  with  a  scraper  force,  night  work 
having  been  discontinued  on  the  3rd. 
The  amount  of  glacial  drift  excavated 
was  6,479  cubic  yards. 

Work  on  the  substructure  of  the  Belt 
Railway  Company  of  Chicago's  Bridge 
was  started  on  the  11th  with  a  few 
scrapers  excavating  for  the  south  abut- 
ment; 500  cubic  yards  were  removed 
and  6,400  lineal  feet  of  piling  were  deliv- 
ered at  the  site  of  the  work.  A  derrick 
with  steam  hoist  was  erected  over  the 
south  abutment  pit. 

Sections  •'^."  *'J"  and "H'^—The  work 
of  cutting  through  the  bank  holding  the 
back  water  on  these  three  sections  proved 
more  difficult  than  was  anticipated,  but 
the  work  is  continuing  as  fast  as  possi- 
ble. At  the  end  of  the  month  water  was 
still  nine  feet  above  grade. 

Sections  "If"  and  "C?"— The   scraper 


force  on  these  sections  continued  work 
the  entire  month,  most  of  the  time  being 
employed  in  cuttmg  the  ditch  to  let  out 
the  water  from  the  upper  sections.  The 
shovel  and  incline  plant  continued  work 
all  month  in  day  and  night  shifts,  except 
when  hindered  by  the  flow  of  water 
through  the  ditch.  Twenty- one  thou- 
sand three  hundred  and  seventeen  cubic 
yards  of  glacial  drift  were  removed  from 
Section  **H,"  Section  **G"  being  prac- 
tically completed. 

Section  **jP"— Halvoreon,  Richards  & 
Co.  erected  a  board  fence  on  both  sides 
of  the  approach  to  the  Lyons-Summit 
Road  Bridge  over  the  Main  Channel. 

Section  ''JBT'— The  removal  of  the  dam 
between  Sections  **E"  and  ''D*'  was 
continued  and  completed  on  the  20th. 
The  removal  of  the  plant  used  on  this 
section  was  continued*  throughout  the 
month  and  nearly  completed. 

Work  on  the  substructure  of  the  C. 
T.  T.  R.  R.  Co.'s  Bridge  over  the  Des- 
plaines  River  was  continued  and  com- 
pleted with  the  exception  of  the  masonry 
of  the  north  abutment.  The  quantities 
vouchered  were  as  follows:  Excavation, 
100  cubic  yards;  masonry,  40  cubic 
yards;  old  masonry  removed,  21  cubic 
yards.  The  work  on  the  superstructure 
of  this  bridge  was  carried  on  all  month. 
The  new  105-feet  span  was  practically 
finished,  leaving  nothing  to  be  done  but 
the  repairing  of  the  old  span. 

Section  8  —  The  excavation  of  solid 
rock  in  the  Main  Channel  was  continued 
throughout  the  month.  During  the  lat- 
ter portion  of  the  month  an  increased 
force  was  used,  consisting  of  an  average 
of  forty-seven  laborers  during  the  day 
and  about  twenty  at  night.  One  cable 
incline  hoist  and  one  derrick  was  used 
in  handling  material,  and  car  teams 
hauled  the  same  to  the  dumping  ground. 
Two  steam  drills  and  one  channeler  were 
also  in  use;  3,000  cubic  yards  of  material 
were  removed. 

The  A.,  T.  &  S.  F.  Ry.  Co.  had  a  gang 
of  about  fifty  men  the  greater  portion 
of  the  month  engaged  in  grading  and 
placing  gravel  on  its  new  change  of  line 
through  Lemont.  A  small  force  was 
also  engaged  in  building  temporary 
trestle  over  the  subway  at  Stephens 
Street.  The  contractors  on  regular  con- 
struction of  embankment  had  a  small 
force  of  men  a  portion  of  the  month 
widening  the  embankment  west  of  the 
Santa  Fe  Bridge  and  east  of  Stephens 
Street. 

Excavation  for  foundations  for  the 
abutments  for  the  Stephens  Street  Sub- 


Noyember  1,J 


—6096- 


[1899 


way  was  finished  and  the  work  of  con- 
creting was  begun.  The  abutments  for 
the  west  track  were  completed  about  the 
20th.  A  force  of  twenty- five  men  and 
five  teams  was  engaged  daily  in  the  ex- 
cavation of  the  subway  from  the  16th  to 
the  25th  inst.  Amount  of  work  done 
was  as  follows:  Excavation,  700  cubic 
yards;  Portland  cement  concrete,  288 
cubic  yards. 

Section  12 — A  force  varying  from  20  to 
50  men  was  engaged  throughout  the 
month  in  the  work  of  excavating  and 
concreting  the  clay  pockets  on  this  sec- 
tion. Four  derricks  were  installed,  ex* 
cavation  completed  on  three  pockets  and 
partly  done,  on  several  othei's.  Three 
pockets  were  finished  up  to  the  80th  and 
involved  the  placing  of  about  486  cubic 
yards  of  concrete. 

Section  14 — With  the  exception  of  the 
16th,  17th  and  20th— when  both  pumps 
were  in  operation — but  one  pump  was 
run  during  the  month.  The  gauge  at 
the  end  of  the  month  ^tood  at  .6  above 
grade,  being  at  an  elevation  of  —20.2  C. 
C.  D. 

Section  16—An  increased  force  over 
that  reported  last  month  was  engaged 
on  this  section,  an  average  of  20  teams 
and  90  laborers  being  engaged  daily. 
The  work  of  excavation  was  carried  on 
most  of  the  time  in  the  vicinity  of  the 
Regulating  Works.  One  channeler  and 
two  drills  were  run  a  portion  of  the  time 
in  double  shifts.  The  excavated  mate* 
rial  was  placed  on  one-yard  cars  and 
hauled  to  destination  by  car  teams,  the 
greater  portion  being  placed  in  embank- 
ment. Work  was  prosecuted  on  twenty- 
four  days  and  14,3CK)  cubic  yards  of  ma- 
terial were  excavated. 

A  gang  of  16  laborers  and  4  teams  was 
engaged  the  greater  portion  of  the  month 
placing  broken  stone  on  the  Wire  Mills 
road. 

Section  11 — Work  on  this  section  was 
carried  on  day  and  night  with  but  little 
interruption,  and  a  large  force  of  men 
was  engaged  thereon.  The  machinery 
used  in  the  new  river  channel  consisted 
of  1  lar^e  derrick,  1  steam  shovel,  1 
steam  hoist,  7  drills  and  2  locomotives. 
A  dredge  employed  in  the  Upper  Basin 
the  first  half  of  the  month  was  supple- 
mented by  a  second  during  the  last  half. 
The  machinery  used  in  the  tail  race  con 
sisted  of  2  derricks,  1  steam  hoist,  8 
channelers,  2  drills  and  1  locomotive. 
The  quantities  vouchered  for  this  section 
are  as  follows:  Excavation  solid  rock, 
22,600  cubic  yards;  excavation  earth, 
10,500  cubic  yards;  excavation  tail  race, 


7,400  cubic  yards;  rip  rapping,  2,000 
cubic  yards;  completion  of  cribbing, 
268,000  feet,  B.  M.;  sinking  and  filling 
crib,  6,800  cubic  yards;  raising  tow-path, 
1,800  cubic  yards. 

Section  18 — The  work  of  excavating 
the  dam  and  conduit  on  this  section  con- 
tinued to  the  16th,  and  100  per  cent  of 
the  foundation  for  the  dam  and  95  per 
cent  of  the  excavation  for  the  conduit 
were  completed.  The  placing  of  con- 
crete for  this  work  was  carried  on  from 
the  Ist  to  the  4th  and  from  the  11th  to 
the  19th,  at  which  latter  time  the  entire 
dam  was  completed,  along  with  98  per 
cent  of  the  conduit.  Only  the  invert  of 
the  conduit  remains  to  be  done.  Average 
number  of  men  employed  on  excavation, 
18;  on  concrete,  50.  Work  on  the  tail 
race  was  continued  throughout  the 
month  with  the  following  plant:  Two 
derricks,  1  hoist  engine  for  cars  and  1 
channeler,  the  last  named  having  been 
added  to  the  plant  on  the  29th.  The 
average  number  of  men  employed  on 
this  work  was  56.  The  work  of  building 
coffer  dams  was  continued  from  the  Ist 
to  the  12th.  A  large  pump  was  installed 
on  the  11th  and  the  water  is  now  taken 
care  of  in  the  river.  Concrete  was 
placed  from  the  18th  to  the  end  of  the 
month,  the  work  of  excavation  going  on 
ahead.  The  concrete  work  in  the' wall  at 
Jefferson  Street  began  on  the  29th.  Aver- 
age number  of  men  employed  on  excava- 
tion 20;  on  concrete  45.  The  car  plant  on 
the  Main  Channel  work  north  and  south 
of  Jefferson  Street,  and  the  channel 
south  of  Jefferson  Street  is  practically 
completed.  A  double  force  is  working 
in  rock  and  earth,  wasting  material  on 
the  east  side  of  the  Main  Channel  north 
of  Cass  Street.  One  new  derrick  was 
added  to  this  plant  and  put  in  operation 
on  the  18th.  Average  number  of  men 
employed  on  car  plant,'  86;  on  wast- 
ing, 122.  The  material  from  the  Main 
Channel  was  placed  in  the  levee  south  of 
McDonough  Street  Bridge.  The  material 
from  the  old  Dam  No.  1,  the  dam  and 
conduit,  and  retaining  wall  excavation 
was  placed  in  the  Illinois  and  Michigan 
Canal  rip  rap  work.  Work  was  con- 
tinued night  and  day  on  the  Jefferson 
Street  Temporary  Bridge  from  the  1st  to 
the  9th  and  from  the  20th  to  the  28d,  at 
which  latter  time  all  the  connections 
with  street  ends  were  made  and  tiie 
structure  opened,  to  all  traffic.  The 
work  of  demolishing  the  old  Jeffer- 
son Street  Bridge  was  begun  on  the  22d 
and  continued  to  the  end  of  the  month. 

Concrete  was  placed  the  greater  part 
of  the  month  in  the  abutment  and  pier 
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of  the  C,  R.  I.  &  P.  R.  R.  Co/s  Bridge 
substructure. 

Owing  to  a  strike  on  this  section,  the 
entire  force  was  reduced  about  two- 
thirds.  It  was  of  short  duration,  how- 
ever, and  soon  increased  to  its  full  num- 
ber. The  average  number  of  men 
employed  on  the  entire  section  during 
the  month  was  818,  and  the  average 
number  of  teams  12.  About  60  per  cent 
of  the  entire  work  is  completed. 

DIYISION  OP  DRAFTING  AND  DBSIQNING. 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Willow  Springs,  the  SO-feet  scale  maps  of 
the  Chicago  River  and  the  atlas  of  the 
right  of  way.  Work  was  done  on  the 
maps  to  be  used  in  constructing  the  re- 
lief map  of  the  Main  Channel.  Some 
work  was  also  done  on  the  construction 
progress  chart. 

The  following  drawings,  etc.,  were 
made:  Plan  of  Stephens  Street  subway 
at  Lemont;  plan  showing  temporary 
tracks  of  the  ^It  Railway  Company  of 
Chicago. 


In  the  Bridge  Department  office  the 
greater  part  of  the'  time  was  spent  on 
the  plans  of  the  temporary  work  at  the 
Jefferson  Street  Bridge.  Some  time  was 
also  spent  on  the  plans  of  the  temporary 
work  at  the  Pan  Handle,  the  Belt  and 
the  Van  Buren  Street  Bridges. 

The  work  of  this  branch  of  the  office 
force,  exclusive  of  the  Bridge  and  Draft- 
ing Departments,  was  a  continuation  of 
its  former  work,  with  the  exception  that 
some  time  was  given  to  the  detail  work 
on  plans  of  the  Joliet  project. 

prVlSION  OP  BBCORDS. 

The  work  of  this  Division  has  been 
carried  on  in  the  usual  manner. 

I  estimate  the  expenses  of  this  Depart- 
ment for  the  month  of  October  will  be 
$800,000. 

Respectfully  submitted, 
(Signed)  Ibham  Randolph, 

Chief  Engineer.^* 
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STATEMENT   SHOWING  OOND1TIOS! 


Designation. 


Cbioa«ro  River  Imp^ment 

O 
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O. 

P  . 
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D. 
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9. 
10. 
11. 
18. 
18. 
14. 
15. 
16. 
17. 
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AXOdNT  EARNED  DURIMO  SEPT., 
1899. 


Main 
Channel. 


$64,184  88 

18,106  01 

9,423  67 

893  92 


8,8S9  48 


6,181  93 


498  10 


Disposal  Wks.  at  Lockp^t 
Repairing  I.  &  M.  Canal. 
Van  Buren  St.  Approach 

Span,  ChlcRfco  River. . . 
Taylor  St.  Br.  over  Chi- 

cacro  River 

C.  T.  T.  R.  R.  Co. '8  Br. 

over  Chioasro  River. . . . 
S.  W.  Blvd.  Br.,  over  M. 

C,  Sec.  O 

Pan  Handle  Br.,  over  M. 

C.J  Sec.  O 

C.,M.  &  N.  R.  R.  Co.'s  Br., 

over  M.  C,  Sec.  N,.... 
CM.  A  N.  R.  R.  Co.'s  Br  , 

over  Kedzie  Av.,  Sec.  N 
Kedzie  Av.  Br.,  over  M. 

C.  Sec.  N 

A..T.  &S.  F.  Ry.  Co.'s 

Br.,  over  M.  C,  Sec.  N. 
Belt  Ry.  Br.  over  M.  C, 

Sec.  K 

A.,  T.  &  S.  F.  Ry.  Co.*s 

Br.,  over  M.  C,  Sec.  G. 
A.,  T.  &  8.  F.  Ry.   Co.*s 

Br.,  over  D.  R.,  Sec.  P. 
Lyons-Summit  Road  Br., 

over  D.  R.,  Sec.  E 

Lyons-Sammit  Road  Br., 

over  M.  C,  Sec.  F 

C.  T.  T.  R.  R.  Co.'s  Br., 

over  M.  C,  Sec.  E 

C.  T.  T.  R.  R.  Co.'s  Br., 

over  D.  R..Sec.  B 

Willow   Spffs.    Highway 

Br.,  over  M.  C,  Sec.  1 
A.,  T.  &  8.  P.  Ry.  Co.'s 

Br.  and  Stephen  street 

Subway  over    M.   C, 

Sec.  8 

A.,  T.  &  S.  P.  Ry.  Co,'8 

Br.,  over  D.  R.,  Sec.  8. 
Lemont     Highway    Br., 

over  M.  C,  Sec.  8 


14»9  85 


8,000  00 


8,516  08 


Bridges. 


$  4.968  61 


136  02 


—50  00 


6,677  00 

86,118  00 

43,619  90 

815  00 


8,849  11 


•■••■      •••• 


7,863  85 
9JMK)41 


69,093  55 
7,668  08 


547  60 
1,849  00 


48  76 
44  41 


416  25 


6.909  93 


Gen- 
eral. 


•  •  •  •  •  I 


Total. 


AXOUNT  EARNED  TO  DlTl. 


Main 
Channel. 


$64,184  88 

18,068  fid 

M23  67| 

898  98 


8,965 


601 


6,181  93 


498  10 


1,869  35 

8,6o6*o6 


8,466  02 


6,577  00, 

86.118  00 

46,469  Ol! 

8t5  00 


7,868  85 
9,860  41 


$  448,869  89 
386,586  85 
285,906  30 
160,964  44 
817.887  06 
301,811  18 
839,846  00 
810,916  06 
398,688  40 
341,404  40 
768.485  87 
592,039  89 
448,848  59 
488,986  48 
801,584  08 
1,810,660  37 
3n,695  00 
840,958  93 
976,848  96 
749,807  88 
689,104  96 
722.544  74 
898,817  26 
794,838  28 
981,454  79 
797,717  50 
841,176  71 
819,388  19 
931,457  10 
561.915  85 
65,896  66 
882,512  18 
287,709  83 
868,565  67 


River 
Diversion. 


69,098  55, 
7,668  08 


547  60 
1,849  00 


48  75 
44  41 


416  25 


6,909  98 


Bridges. 


$  96,688  S 
3,685  02 


7,64818 


18 
84 
73 


76,687  78 
89,091  91 
8,880  54 
40,136 
59,451 

116,741 

143,906  89 
68,190  86 
838  48 
88,804  43 
6,663  64 
56.911  87 
66,193  19 
89,668  90 
88,578  78 
78.729  58 
48,854  48 
81,766  68 


15,673  84 


G6a^ 


;:a 


••••Hi 


1,918  00 


117  61 


19,858  68 
1,018  80 

1,066  87 


1,500  00 


18,406  58 


1i 
IS 


I 
I 


8,:bi 

B  •  ■   k*l 
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I8.0B 


4,050  00 

84,788  84 

65,006  68 

149,908  42 

168,540  80 

167,802  75 

14,515  47 

48,118  58 

80,448  88 

1,849  00 

114.306  78! 

19,810  731 

13,880  47! 


41,19818;.- ••••' 
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50,669  n 
10,189  » 
88,966  58 
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83,876  07 
81,887  8» 
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CONSTRUCTION  CONTRACTS.  OCTOBBR  1,  1899. 


Amount     ' 
PaidtoDateJ 

REXAININO  TO  BS  ] 

BABNED. 

REMAIKINO    TO  BE  PAID  ON 

YOUCHEBS. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouobers. 

Total. 

$     448,869  80 

$      408,025  491 
471,288  11' 
228.868  9*^ 
160,585  54 ' 
«17,287  06| 
806,684  70 ' 
889.846  00 
808,882  15 
898,638  4(1 
875.088  00 
698,021  40 
594.919  8» 
484,259  40 
498,587  76 
917,326  81 

1,849,616  0<^ 
940,975  86 
841.891  85 

1.058.688  66, 
755,860  9^ 
745,016  33 
797.495  981 

1,000,950  74' 
819.424  SO 

1,009,186  70' 
841,571  921 
860,516  08 
819,888  19 
931,457  1(^ 
562.083  46 
63.988  84 
278,412  20 
191,480  84 
261,750  67' 
18.052  85 

4,060  00 

19,571  89 

65^746  27 

145,784  80 

111,764  47 

168.416  88 

14,515  47 

48,118  58 

80,898  59 

$    80.225  96 
87,660  00 
81,087  62 

$     80,225  96 
87.650  01 
21.087  6:i 

$    81,006  90 

7,846  87 

18.872  80 

$  14,747  00 

8,983  69 

2,189  60 

878  90 

$  45,848  90 

488.118  17 

11,880  06 

289,481  82 
160,964  44 

15,662  40 
378  90 

217.287  06 

2,287  45 
2,842  57 

8,287  451 

2.ft42  5;l 

809,459  25 
289,816  00 

•■•••        ••••• 

2,072  08 

752  47 

8,824  55 

810,916  06 

7,995  59 
64  68 

.     ''t'^ 

8.588  90 

8,588  90 

898,638  40 

417,082  18 

84,108  88 
97.406  88 

7,846  75 
8,082  89 

41,960  18 

798,450  62 

29  58 

1 

106,429  28 

594,919  83 

484.259  40 

498.587  76 

917.825  81 

1,856.510  66 

1 

6,179  88 

715  83 

6,895  66 

940,975  86 

841.291  85 

1.066,688  66 

755,860  98 

745,016  88 

***'**'***** 

797,495  98 

1,004.985  11 

10,172  00 

« 

10.172  00 

808  12 

8,176  25 

8,984  87 

819,424  80 

1,009,186  70 

841,571  92 

1 

864.082  10 

11.488  98 
15,000  00 

••••••••■"•• 

11.488  981 
15,000  00 

8,516  08 

8,516  08 

819,888  19 

981,457  10 

65'i,088  46 

66,796  66 

526  50 
144,868  85 
181,160  10 

586  50 
144,868  85 
181,160  10 

7,977  94 
81,182  28 
27.712  68 

4.879  88 

17,917  70 

80.965  89 

815  00 

18,867  82 

822,512  18 

49.099  96 

240,115  86 

48.678  58 

868,565  67 

815  00 

18,058  86 

4,050  00 

15,446  87 
68.928  47 

274.461  99 
6,000  00 

888,097  84 

15,445  87 
58,988  47 

274,461  99 
6,000  00 

888,097  24 

24.798  89 

, 

1,514  59 

8,696  91 
8,696  41 

6,811  50 

66,006  68 

8,696  41 

149,962  48 

4,888  28 
6,780  50 

4,888  22 

168,540  89 

46,045  98 
4,886  42 

51,776  42 

107,808  75 

4,886  42 

14.515  47 

48,118  68 

V 

80,448  88 

154  79 
1,098  88 

154  79 

1,849  00 

166.048  50 

166,043  50 

156  12 

1,249  00 

114,806  78 

114,806  78 
19,810  78 
18,880  47' 
41,148  77 
50,688  75 
9,429  08 
88,968  58 

78,761  46 
88,875  07 
81,887  89 

19,210  73 

18,880  47 

41,198  18 

44  41 

44  41 

60,688  75 

10,180  55 

8,088  80 

8,083  20 

710  68 

710  62 

88,968  58 

118,997  86 

14,090  07 

14,080  07 

22,145  48 

18,090  99 

40,286  41 

88,875  07 

• 

81,887  89 

•••••«•*■••■ 

I 

Novemb«r  1,J 
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values- 

STATEMENT   SHOWING  CONDITION  ( 

AMOUNT  EARNED  DURING  SEPT., 
1699. 

AMOUNT  EARNED  TO  DATI. 

Designation. 

Main 
Channel. 

Bridges. 

Gen- 
eral. 

Total. ;  chSSoi. 

River 
Diversion. 

Bridges. 

Genea 

Lemont    Hiehway    Br., 
over  D.  R.,  Sec  8 

: 

1 

$    32,8»89 
15,968  68 
29,781  14 
16,943  08 
15,597  53 
41,964  68 

Western  Stone  Co.'s  Br., 
over  D.  R..  Sec.  10 

f  ■ 

1, 

«•••?•»« 

Romeo     Highway      Br. 
over  M.  C,  Sec.  12 

Lockport    Highway  Br. 
over  M.  C.  Sec.  16 

$846  40 
472  60 

$     846  40 

472  601 

««•••■«) 

Wire  Mills  Rd.  Br.,  over 

E..  J.&  E.   R.  R,  Co.'s 
Br.,bet.  Sees.  16  and  17. 

... 

•  ■  •  1  •••) 

Towpath  Bridge,  Sec.  17 
Cass  St  Brldsre.  Sec  18 

1 

Jefferson     St.      Bridge, 
Sec.  18 

1 

C.  R  .1.  &  P.  R.R.  Bridge, 
Sec.  18 

8,)W0  00 

3,200  00 

6.450  00 

•  •••••• 

Crib  work  at  Joliet 

$S3,a07 

Totals 

1191,90871 

•116,01777 

1806,96048! 

1 

S  19,615,870  64 

$1,000,166  88 

$1,454,80659 

$«.ofi 

I  . 


NoTember  1,J 
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[1899 


CONSTRUCTION  CONTRACTS,  OCTOBER  1.  18^9— Ckmtinved. 


Amount 
Paid  U)  Date. 

REMAINING  TO  BE 

1 

BARNK1>. 

1 

RBXAININO  TO  BE  PAfD  ON  TOUCHEBS. 

Total. 

Main 
Channel. 

Bridfpes. 

Total. 

Retained 
Percentages. 

Uni>aid 
Vouchers. 

Total. 

$      22.829  89 

$        23,329  89 

15,988  68 
28,085  60 
16,445  06 
14,947  84 

1 

1  ■       "       .-  - 

15,988  63 

^••■■••••••' 

, j 

29,731  14 

$        200  00 
658  60 
527  60 

S            200  00 

ft       l.&lfi  K4 

$  1,645  54 

16,943  06 

653  60 '               194  92 

527  50|               286  25 

1 
, .ii 

$          803  10 
418  44 

498  02 

15,597  58 

1,,,,,, ,,,,,, 

649  69 

41,964  62 

41,984  62 

28,458  25 
88,265  75 

45,627  25 

27,878  00 

28,453  25; 
88,265  75 

45,687  25 

27,878  00 
1 

1 

6,460  00 

3.963  75 
33,307  56 

806  25 

1,680  00 

2,486  25 

83,307  56 

182,143.943  19 

$21,669,155  16 

1 

$314,889  88 

11,067,699  69 

$l',682,589  57 

1      $298,127  49 

$176,096  54 

$474,224  08 

November  1,J 

qUANTITIKS- 
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STATBMBNT   SHOfflNO   CONDITION  OF  OON 


aiPTEKBKB,  IHM,           1'                                    twfii.  do™  re 

D..IGH1T.ON 

JC{<i»  (/AariBd. 

ill! 

Jfoln  Vhaniin. 

•is." 

Cu.YdB 

Rock. 

^■rw. 

cH 

Ca.  Yds. 

<,'&. 

IfcgOO 

a.wo 

«u 

''^-'■^','' 

,.ai 
ii 

50,170 

81,7*8 

«4.0SI 

83,810 
39^824 

,SiS 

MTB 

ai^i7 

37.448 

15,688 
13.312 

4t«.7WI 
780,778 
g8«.4a8 

ilmlBBo 

98B,7II 

ifii 

78,100 
10.111 

3,000 

1B.«B 

MM 

SX,M 

mo 

MS 

Van  Buren  Street  Aop.  8p«D.  Chlowro 



I,1M 

S.8SS 

SOO 

B,l»0 
43» 

C.  T.  T.  R.  R.  Co/.  Bridge  over  Chi- 

'vs'i,*,.r.«;rc5J™«-r 

1.»I5 

11,000 

n.m 

7,«« 

C.  M.  *  N,  R.  R.  Co.'!.  Bridga  over 

A.rWal>  SV  c..'i'ii««i,-i.n; 

"o';Ji!H£.Si'S'r"'""' 

soo 

LyonH-SummltKoad  Br Idiw  over  Dea 

l!.WO 
*,7<S.) 

C.?t't!r'.  R°°Co/.Brldae  over  Main 

.,„ 

« 

Willow  SDrinioi  Hlithway  BrtdRB  over 

11.081 
98,310 
B.00« 

i°.ASS-KST.VSii.". 

TOO 

=» 

e,«o 

"JK.a'ST,""'"'.""-!" 

November  1,J  6105 

STRUCnON  CONTRACTS  OCTOBER  1,  1800. 


[1899. 


DATK. 

B8TIMATBD  BKXAININO  TO  BS 
DONB. 

1                  PBBCBNTAOB 
PLBTBD 

COM- 

1 

Bivar  Divertion, 

Piles.' 
Lineal 
TFeet 

Masonry 

and 
Concr't, ' 
Cu.  Yds. 

Main  Channel.                   i 

• 

"5 

EC 

•  ■  •  • 

Ma- 
sonry 
and 
Concr't 

Glacial 

Drill. 

Cn.  Yds. 

Solid 

Rook. 

Cu.  Yds. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
&R.W. 

Ma8'y& 
Concr't 
Cu.Ydsl 

Piles. 

78,300 

6,870 

122,500 

72,000 

126,068 

8,418 

060 

88.20 
05.04 
84.61 

100 
00.62 
00.58 

100 
07.48 
00.05 

100 
00.00 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 
00.07 

100 
"100 
!  100 

100 

100 

100 

100 
86.82 
78.82 
60.65 

100 

00 

100 

1    40 

100 

72.37 

100 

'  100 

86.01 

05.54 

4,150 
5,652 

•  •  • 

*  *         •  •  • 

27,571 
646 

• 

170,447 

100 
100 

05,718 

04 

6 

170,788 

100 
100 
100 
100 
100 

"ioo 

100 
100 
•    100 
100 
100 
100 
100 
100 

"ioo 

212,486 

•••••••••••• 

389,358 



■■•■■■■■■■ 

1 

174,666 

•■■■■■«■■•■■ 

100 
100 
100 
100 
100 
100 
100 
100 

•  •  ■  ■ 

119,884 

::::;:::::. 

106,808 

17,857 

12J256 



97,017 

•1.3,102 
90,300 
16,878 
58,276 
15,677 
7.475 

1 

11,882 

40,768 

•■#••■•••••• 

12,690 

100 
100 
100 
100 

1 

610 

26,988 
74,060 
66,080 

107.870 
4,077 

tl,000 
$4,660 

3,00C 

•  • A*  > • 

60 
26.10 

•  •  •  • 

•  •  •  • 
■  •  •  ■ 

•  •  •  • 

**6o"" 

8,008 
11,454.1 

100 

100       

• 

2,800 

784 

741 

8,040 

00 

88.81 

00 
100 

8.5 
100 
100 
100 

8,668 

300 

7,177 
44,840 

83.7 

7,800 

00 

10,818 

4,421.04 
1,215 
4,286.77 
505.60 
2,886.84 
2,480.86 

100 

. 

4,200 

29,600 

13,146 

00 

5,048 

100 
100 

•  •  ■  « 

•  •  •  • 

•  •  •  • 

•  ■  •  • 

•  •  •  • 

•  «  •  • 

•  •  •  • 

•  •  •  • 

•  «  •  • 

•  •  •  • 

«  •  •  • 
«  •  «  • 

1  t  •  •  • 

1 

•  •  ■  • 

•  •  •  • 

100 

,100 
100 
06.2 

4,544 

100           100 

7,600 

7,007 

8,706 

00 
100 
100 
100 
100 
78 
100 
100 
100 
100 
100 

00 

6,748 

2,920.08 

708.3 
2,087.2 
2,162.79 

476 

508.6 
1,100.07 

438.36 

100 

100 

5,024 

1,601 
1,166.6 

\  100 
.  100 

100 

100 

2,368 

1.  ..■.«■■■••• 

1,000 

176 

1 

100 

.      77.10 

! 

.'   100 

00 

400 

1 
1 

100 

29,785 

1,184.6 
440.45 

1 

..:  100 

.'-  100 

•     •••••••■• 

■••#••■ 

1 ••••••■••• 

li 

■     ••••••• 

1     •••■■•« 

Noyember  1,J 

QUANTITIES— 
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STATEMENT   SHOWING   CONDITION  OF  CON 


• 

• 

AMOUNT  DONE  DUBINO 
SBPTSXBBB,   1899. 

TOTAL  Don  TO 

DESIGNATION. 

Main  Channel. 

Masonry 

and 
Concr*t. 
Cu.  Yds. 

Main  Channel. 

Glacial 

Drift. 

Cu.Yds 

Solid 

Kock. 

Cu.Yds 

Piles 
&R.W. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yd8. 

BetainiDC 

Wall. 

Cu.  Yds. 

Wire  Mills  Road  Brid^re  over  Malu 
Channel,  See.  16 

008 

VR^  J.  &  B.  R.  R.  Co.*s  Bridf^e,  between 
Sees.  16  and  17 

Towpath  Bridee.  Sec.  17 

*Ca88  Street  Bridire.  Sec.  18 

-Jefferson  Street  Bridge.  Sec.  18 

1 

•C^  R.  I.  &  P.  R.  R.  Co.'s  Brid|?e,  Sec. 
18 

400 
8,186 

1 

1,800 

Totals 

180,915 

58,388. 

6,S68 

27,794,867.6 

1 

18,778.180.1 

876,009.54 

♦  100— River  Diversion. 
t750-Retalnin«rWali. 
t  S.660~Retalninic  Wall. 


November  IJ  6107- 

8TRUCTI0N   CONTRACTS   OCTOBER   1,  1^9-ConHnued. 


1S99] 


DITB.                                                                         j 

B8TXXATSO  RSXAIKINO  TO  BE 
DONB. 

PBBCENTAGB  COX- 
PLBTBD. 

Siver  Diversion. 

Piles. 
Lineal 
Feet. 

Masonry  i 

and 
Concr*t. 
Cu.  Yds. 

Main  Channel, 

c  c  2» 

o 

■  •  •  t 

Ma- 
sonry 

and 
Concr't 

Glacial 
Drift. 
Cn-Yds. 

Uolld 

Rook. 

Cu.  Yds. 

Olaolal 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
&R.W. 

ftla8*y& 
Concr'i 
Cu-Yds, 

Piles. 

- 

666.57 
1,041.84 

1 

I 

1  100 

/ 

100 

100 
00 
00 
00 

80.2 

1 

*  "sis* 

r*** *'  ' 

.     ..         1 

2,850 
8.000 

62 

104 

1,900 

696 

-   nn 

•  •  •  • 

•  •  •  ■ 

••V 
98.6 

1,242  '    00 
920  i|    40.6 

400 

1 

1^,685 

258,669 

107,088.6 

62,186.51 

528,357 

179,867 

93,042 
^   $5,660 

84,849 

■    98.29 

100 

60.28 

58.5 

NoTember  1,J 
VALUES— 
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[1899 
STATEMENT   SHOWING  CONDITION 


1 


J 


AMOUNT  EARNED  DURING 

1899. 

8BFT., 

AMOUNT : 

BABNBD  TO  DATS. 

Dksionatiom. 

Main 
Channel. 

Brfdees. 

Gen- 
eral. 

Total. 

Main 
Channel. 

River 
Diversion. 

Bridires. 

1 
Qenedl 

Chlca«ro  River  ImD'ment 
o     

$64,124  33 

13,106  Gl 

9.428  67 

893  92 

i64.124  88 

«     AAfLfVSk  AQ 

•  ••••••••1 

$  4.962  51 

18,068  62 1         8AB.6R5  85 

$  96,582  82 
8,525  02 

•{ 

N        

9,428  67 

898  92 

1 

285,906  30 
160,964  44 
217.287  06 
301,811  12 
239,846  00 
810,916  06 
898,688  40 
341,404  40 
758,425  87 
692,089  29 
448,842  59 
438,986  42 
801,584  08 
1,210,660  87 
377,695  00 
840,952  93 
975,248  96 
749,207  28 
689,104  96 
r-B.544  74 
892,817  26 
794,838  28 
921,454  79 
797,717  50 
841,176  71 
819,888  19 
981,457  10 
561,915  85 
65,296  66 
822,51^  18 
227,709  83 
262,566  67 

•  •.••*.  ■•! 

M                                

. •*■••••« 

T^        

•••  •«••••! 

TT          

8,829  48 

186  02 

8^965  561 

7,648  18 

T 

.... • ••■« 

TI 

6,181  93 

6,181  98 

...•••••• 

n  • •••• 

a             

\Ji  ..•••••••••••••••••••••■ 

w                   

75,627  78 

29,091  91 

2,880  54 

40,185  18 

69,451  84 

115,741  73 

148,908  29 

68,190  86 

?a»  42 
88,804  48 
6,653  64 
66.911  37 
66.193  19 
89,688  90 

J?    ..*■•••••••••••••••••••• 

K 

498  10 

498  10 

15,678  84 

9601 

TI                                           .... 

CI                            

781  C 

Vy • ••• 

150  « 

D  •••• •• 

A • 

1       

1,012  00 

ibi 

Q 

901 

* •••••••..•• 

4 

8SS 

6 

1,269  85 

1,269  35 

'"  19,858*89 

"*iT58*< 

8 

8,000  00 

8,000  00 

:ir,sao< 

28,.578  721        1,012  80 

*8,5i6'02 

*'~56'66 

"8,466*62! 

1 

78,729  68 
48,854  42 
21,768  52 

8^953  i 

10 

12 

1,066  87 

•    •••■•»*4 

iA 

•   •   «    •          «  «  «  t 

14 

1«       

"6,577*66 

86,118  00 

43,619  90 

815  00 

•  •  •  • 1 

'  6,677  66' 

86,118  00 

46,469  01 

815  00 

117  61 

1,56666 

■"liioi'M 

18 

2,849  11 

•    ••••••• 

Repairing  I.  &  M.  Canal. 

18,058  1 

1 

4,050  00 

24,788  89 

65,006  68 

149,962  4« 

168,540  80 

167,802  75 

14,616  47 

48,118  58 

80,448  88 

1,249  00 

114,305  72 

19,210  78 

18,220  47 

41,108  18 

50,688  75 

10,180  65 

22,968  58 

118,997  86 
28,975  VT 

7,868  25 

■ 

9.260  41 

7,868  25 
9,260  41 

•  •  •  •  *  •  *  ft 

over  Chloago  River 

C*.      Qnn    f\ 

••• ••••• 

\j. ,  3t?U.  i/i... 

69,008  55 
7,668  06 

69,098  55| 
7,668  08 

•*••««•* 

i^  • ,  9cv.  \J 

OVt;r  n.  v>.,    0Ov.  IN,  ...  . 

over  Kedzie  Av.,  Sec.  N 

•••••«•• 

\j.%  loec  IN 

Br.,  over  M.  C,  Sec.  N. 
Qa/v  it 

547  60 
1,249  00 

547  60| 
1,249  00 

1 

OGO.  A....... 

Br.,  over  M.  C  Sec.  G. 

Dr.,  Over  U.  Iv.,  QcC.  sf . 

over  D.  R.,  Sec.  E 

over  M.  C,  Sec.  P 

48  75 
44  41 

•  •  ■  »     •  •  » 

48  75 
44  41 

« 

Over  M.  \j.^  OtrC.  J3« 

416  25 

416  2& 

over  D.  R.,  Sec.  E 

Br.,  over  M.  C,  Sec.  1 
Br.  and  Stephen  street 

•      ••«•■*••••■• 

6.909  93 

• 

6,909  981 

sec.  o 

isr.,  over  li.  k.,  oec.  o. 
over  M.  C,  Sec.  8 

November  1,J 
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[1899 


COKSTRUCriON  CONTRACTS,  OCTOBER  1,  1899. 


• 

1 
1 

Amount 
Paid  to  Date. 

RBMAININO  TO  BS  EARNBD. 

RKMAINING    TO  BE  PAID  ON  VOUCHERS. 

Total. 

Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouobers. 

Total. 

$     448,809  89 

$      403,025  49$    80.225  96 
471,288  ir       X7  WW)  no 

$      80,225  961 
37,650  OCI 
21,087  5;i 

$    81,096  90 

7,846  87 

18,372  80 

$  14,747  00 

3,983  69 

2,169  60 

378  90 

$  46,848  90 

483418  17 

'    11,880  06 

239,481  82 
160,964  44 

223.868  9^ 
160,585  54i 
817,287  06. 
306,684  76 
289,846  OD 

21,087  62 

15,662  40 
378  90 

217,287  06 

2,267  45 
2,842  57 

2,287  45 
2.612  57 

309,459  25 
289,846  00 

••••■        ■•••• 

2,072  08 

752  47 

2,824  65 

310,916  06 

306,832  15i 
308,638  4(1 
875,088  00 
698,021  4(f 

7,995  59 
64  68 

7,995*591 

6468 

8,583  90 

8,583  90 

396,638  40 

417,082  18 

34,108  36 
97,406  83 

7,646  75 
8,082  39 

41,950  13 

798,450  62 

29  56 

89  56 

1 

106,429  28 

594,919  83 

594,919  83i 
484,259  401 
496,587  76 
917.326  81 

484,259  40 

.......1 

1 

498,587  76 

:;;:;:  ::::;;:i 

917,825  81 

, 

1 

1,356.510  66 

1,349,615  OO! 
940,976  86 

6,179  83 

716  88 

6,895  66 

940,975  86 

841,291  85 

841,291  35 

1,066,638  66, 

765,880  9i 

745,016  aa 

797,495  98 
1,000,960  741 

819,424  .HO 
1,009,186  7« 

841,571  952 

860,516  08! 

1,058,688  66 

755,860  92 

745,016  88 

797,495  98 



1,004,935  11 

10,172  00 

« 

10,172  00 

806  12 

3,176  ;» 

3,984  87 

819,434  80 

1,009,186  70 

841,571  92 

864,032  10 

11.4f»  9R 

11,463  98 
15,000  00 

3,516  02 

3,516  08 

819,888  19 

819,386  19       iR.nno  nn 

931,457  10 

931,457  10| 

552,083  46 

53,938  84 

-—,■'■'■'  —" 

55-A083  46 

66,796  66 

R2A  50 

526  50 
144,863  85 
181,160  10 

7,977  94 
81,182  28 
27.712  68 

4.879  68 

17,917  70 

80.965  89 

815  00 

18,867  82 

322,512  18 

278,412  20.      144,863  85 
191,436  64'      181. 1A0  10 

49.099  96 

240,115  86 

48,678  62 

262,566  67 

261,750  67 
18,052  85 

4,060  00 

19,571  89l 

65,746  27 

_  _,_.-  __ 

816  00 

18,052  85 

4,000  00 

15,446  87 
68,928  47 

274.461  99 
6,000  00 

888,097  24 

15,445  87 
58,928  47 

274,461  99 
6,000  00 

383,097  24 

24,783  89 

1,514  69 

3,696  91 
8,696  41 

5,211  50 

65,006  68 

6,696  41 

149,962  42 

145,784  20 

ir.,764  47 

168.416  38 

14,516  47 

43,118  68 

80,893  59 

4,228  22 
6,730  60 

4,828  22 

168,540  89 

46,045  98 
4,886  42 

61.776  42 

167,8QS  76 

4,386  48 

14,516  47 

48,118  68 

V 

80,448  38 

154  79 
1,098  88 

164  79 

1,249  00 

166,043  60 

166,043  60 

166  12 

1,849  00 

114,306  72 

114,306  72 

19,210  78 

1 
13,280  47 

1 

41,148  77 

50,682  75 

9,429  08 

22,968  52 

78,76145 
28,275  07 
21,287  89 

19,210  73 

18,280  47 

41,198  18 

44  41 

44  41 

60,688  75 

10,139  55 

8,088  20 

8,088  20 

710  62 

1 

1 

710  62 

22,968  52 

118,997  86 

14,090  07 

14,090  07 

82,145  48 

1 

1. 

18,090  99 

40,886  41 

28,275  07 

- 

81,887  89 

.......I     .    .    .w.                           

1 
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VALUES- 


— BIOS- 


STATEMENT   SHOWING   CONDITION 


J 


Dbsignation. 


Lemont    Hiehway    Br, 

over  D. «.,  Sec.  8 

Western  Stone  Co.*8  Br., 

overD.  R.,  Sec.  10 

Romeo     Highway      Br. 

over  M.  C,  Sec.  12 

Lookport    Highway  Br. 

overM.  C,  Sec.  Itt 

Wire  Mills  Rd.  Br.,  over 

M.  C,  Sec.  16 

E..  J.&  E.   R.  R.  Co.'s 

Br., bet.  Sees.  16  and  17. 
Towpath  Bridge,  Sec.  17 
Ca88  St.  Bridge,  Sec.  18.. 
Jefferson     St.      Bridge, 

Sec.  18 

C.  R  .1.  A  P.  R.R.  Bridge, 

Sec.  18 

Crib  work  at  JoHet 


AMOUNT  EARNED  DURING  SEPT., 
1899. 


AMOUNT  EARNED  TO  DATL 


Main 
Channel. 


Bridges. 


$846  40 
472  50 


?f",-        Total. 


eral. 


Main 
Channel. 


$     846  40 

472  50 


River 
Diversion. 


Bridges. 


%  98,329  89 
15,968  68 
29,781  14 
16,948  08 
15,597  53 
41,964  62 


Qeoea 


«    «•«••! 


Sf'^OOOO 


8,200  00 


Totals 


|191,96S71 


$116,01777 


6.4S0  00 


$806,96048  $  19,615,870  54 


$1,000,156  88 


$1,454^50 


■«! 

$3S,Bli 
$73,0ff| 
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CONSTRUCTION  CONTRACTS.  OCTOBER  1,  ISHQ—Oontinved. 


Amount 
Paid  to  Date. 

RKMAININO  TO  BK 

1 

KARNED. 

RBMAIMING  TO  BE  PAID  ON  YOUCHERB. 

Total. 

Main 
Channel. 

Bridges. 

1 

Total. 

Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

1      22,329  89 

8       22.329  89 
15,988  68 
28,085  60^ 
16,445  06 
14,947  84 
41,984  62 

« 

15,988  63 

!•••••••••••• 

29,781  14 

$        20000 
658  60 
627  50 

S           20000 
653  60 
527  50 

$      1,645  54 
194  92 

286  25 

1 

1 

$  1,645  54 
498  02 

16,943  08 

t.    ........... 

$         803  10 

413  44 

15,597  53 

1 • 

1 

] 

649  69 

41,964  62 

i 

28,458  25 
38,265  75 

45,627  25 

27,878  00 

28,458  25, 
88,265  75 

45,627  25 

27,878  00 

1 

, 

6,460  00 

8.963  75 
33,307  56 

806  25 

i.ARO  nn 

2,486  25 

83,807  56 

, I 

182,143,948  19 

$21,669,155  16 

1 

{  $514,889  88 

11,067,699  69 

$l',582,589  57 

$298,127  49 

$176,096  54 

$474,224  08 

n 
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STATEMENT   SHOWING   CONDITION  OP  CON 


▲MOUNT  DOMK   DITBING 
SIPTSMBEB,    1899. 

TOTAL  DOHK  TO 

DESIGNATION. 

Jfain  Channel. 

S  85 

AfeUn  Vhanttet. 

Glacial 

Drift. 

Cu.Yds 

Solid 

Rock. 

cm.  Yds 

Piles 
&R.W. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.  Yds. 

KeCHlnras 

Wall. 
Cu.Yds. 

Cbioaffo  River  Imoroveniont 

16,200 
19,807 
30,420 

•••••••• 

2,600 

668 

928,800 

1.701,777 

988,346 

780,578 

'  1,102,980 

1,174,988 

1,159,884 

'  1,066,440 

1,895,858 

1,098,047 

1,907,868 

1,984.890 

1,881,545 

1,579,086 

2,560,648 

1,282,267 

724,905 

425,705 

1,096,746 

952,526 

683,248 

181,721 

60,170 

76,692 

81,748 

o 

N 

M 

L '    . . 

K 

6,479 

I 

H 

81,817 

G 

p 

37,448 

212.669 

87,080 

B 

D 

c 

B 

15,586 

18,812 

564,886 

488,750 

760,778 

862,428 

878,609 

549,355 

890.989 

1,149,752.1 

1,008.769 

1,141,890 

989,711 

998,709 

1,083,665 

1,022,796 

647.089 

189,067 

306.100 

76,100 

10,111 

A 

1 

68.SS6 

2 

88J06 

8 

14,080 

4 

68.19 

5 

S6,0!».l 

6 

30,861.7 

7 ^.... 

6,179.9 

8,000 

8,874.9 

9 

11 '. 

44,021 
44,030 

9,266.94 

18 

•  •  • 

i       88,810 

1      880,165 

85,824 

24,588 

190,100 

86,850 

10,8S8 

8S.56I.S 

15 

44,811.8 

4,767 
10,500 
16,476 

9,688 
29,900 
15.2S0 

17 

1,600 

t750 

895 

1,600 

DisDOsal  Works  at  Lockoort 

Van  Buren  Street  App.  Span,  Chioaffo 
mver 

■ 

Taylor  Street  Bridge  drer  Chicago 
River 

C.  T.  T.  R.  R.  Co.'s  Bridge  over  Chi- 
oairo  River 

1.150 
4,806 

8,663 

800 

2,050 

4,800 

9,878.5 
11,000 
17,849 

2.809 

7,101 

7,445 

600 

BS,258 

Southwest  Boulevard    Bridge    over 
Main  Channel.  Sec.  O 

Panhandle       Railroad      Company's 
Rridire  over* Main  Channel.  Sen  O. 

1.215 

Main  Channel  Sec.  N 

Kedzie  Avenue.  Sec.  N 

Kedzie  Avenue   Bridge    over    Main 
channel.  Sec.  N 

* 

A..  T.  &  8.  P.  Ry.  Co.*8  Bridge   over 
Main  Channel.  Sec.  N 

Belt  Railway  Co.  of  Chicago  Bridge 
over  Main  Channel.  Sec  K 

500 

A.,  T.  &  S.  P.  Ry.  Co.'s  Bridge  over 
Main  Channel.  Sec.  O 

Lyoufl-Summit  Road  Bridge  over  Des- 

pjaines  mvor,  sou.  Hi 

(IhAnnnl    Sfln    P 

2,270 
4,748.1 

flhATiTipl    Sftn    F! 

River   8eo  E 

•100 

40 

1tfn.tn  C  mnnpl    flpo    1 .                      

2.084 

96,815 

2.006 

1,170 

M.  C  &  Stephens  St.  suhway,  Sec.  8. 
Channel.  Sec.  8 

700 

288 

2,480 
802 

Channel.  Sec.  12 

2,180     I • 

16 

1 
t 

•  .i 

526       
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[1899. 


i^An. 


Mter  Diversion. 


Qlaoial 

Drill. 

CiLYdi. 


179.447 

95,718 


170,788 
212,486 

174,665 
119,834 


:06,80S 
12^256 

118,647 
»r,9l7 
57,90-J 
40,763 

ao.ai8 

12,699 
11,789 


619 


Solid 

Rock. 

Ca.  Yds. 


5,924 


2,802 


17,857 


48,102 
99,399 
16,878 
58,276 
16,677 
7,476 


Piles. 

Lineal 

Teet. 


78,300 


8,668 


10,813 


5.948 


Masonry 

and 
Concf't. 
Cu.  Yds. 


ISTIMATBD  BBKAIHIKO  TO  BB 
DONB. 


PBRCBBTACIB    COM- 
PLBTBD. 


Main  Channel. 


Glacial 

Drift. 

Cu.  Yds. 


6,870 


122,500 

72,000 

126,968 


4,159 
5,652 


27,671 
646 


94 


3,908 
11,454.1 


800 


4,544 


5,748 


4,421.94 
1,215 
4,286.77 
595.69 
2,886.84 
2,489.86 


107.870 
4,977 


2,800 


7,200 


1,501 
1,166.5 


400 


2,929.08 

798.3 
2,087.2 
2,162.79 

476 

598.6 
1,100.07 

488.36 
1,184.6 

449.45 


4,200 


Solid 

Rock. 

Ca.Yds 


11,282 


85,988 
74,060 
66,080 


Piles 
AR.W. 


8,418 


tuooo 

$4,650 


7,177 
44,840 


29,600 


•Si' 

S  c  eA 

Mas*y&,  2S$ 
Concr't  »52 
Cu.Yds,      ^H 


959 


8,000 


784 

741 

8,040 


13,145 


7,600 


7,007 


8,795 


88.29 
95.94 
84.61 

100 
99.62 
99.52 

100 
07.48 
99.95 

100 
99.99 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 
99.07 

100 
''100 

100 

100 

100 

100 

100 
86.82 
73.82 
69.65 

100 

00 
100 

40 
100 

72.37 
100 
100 
100 
100 

06.2 
100 


1,000 


100 
100 


29,785 


176 


100 
77.19 
100 
100 
100 


100 
100 


100 
100 
100 
100 
100 


100 
100 
100 
100 
100 
100 
100 
100 
100 


100 


9 


100 
100 
100 
100 
100 
100 
100 
100 


100 
100 
100 
100 


60 
26.19 


•' 


Ma- 
sonry 
and 
Conor't 


86.91 


100 


100 


I  »  •  •  I 


•••••  )•*• 


00 
100 
100 

00 

28.81 

00 
100 

8.5 
100 
100 
100 
100 

00 
100 

100 

100 

100 
73 

100 

100 

100 

100 

100 


Piles. 


96.54 


83.7 

00 
100 

00 
100 


100 

00 

100 

100 

100 

00 

100 
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• 

• 

AMOUNT  DONE  DURING 
SBPTSMBBB,   1899. 

TOTAL  DOXI  T» 

DESIGNATION. 

Main  Channel, 

Masonry 

and 
Concr't. 
Cu.  Yds. 

Mcdn  Channel, 

Glacial 

Drift. 

Cu.Yds 

Solid 

Rock. 

Cu.Yds 

Piles 
&R.W. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds. 

Retaining 

WaU. 

Cii.Ydi 

Wire   Mills  Road  Bridf?e  over  Main 
Channel,  Sec.  16 

1 

608 

tR^  J.  &  E.  R.  R.  Co.*8  Bridge,  between 
Sees.  16  and  17 

TowDath  Bride e.  Sec.  17 

*Ca88  Street  Briasre.  Sea  18 

.jAffAraon  Street  Bridire.  Seo  18 

•C^  R.  I.  &  P.  R.  R.  Co.*8  Bridge,  Seo. 
18 

400 
8,186 

i,aoo 

Totals 

190,915 

68,888. 

6;e68 

«7,7»4,857.6 

l8,Tr8.180.1 

876,009.54 

♦  100— River  Diversion. 
t7B0-RetalningWall. 
X  5,660-Retaining  Wall. 
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1899] 


DATE. 

BSTIXATBD  RXXAXKINO  TO  BB 
DONB. 

1 

PBBCBNTAGB  COM- 
PLBTBD. 

Biffer  Diwrsion. 

Piles. 
Lineal 
Feet. 

Masonry  i 

and 
Concr*t. 
Cu.  Yds. 

Main  Channel, 

es  C  * 

Ma- 
sonry 

and 
Conor' t 

QIadai 

Drift. 

Co.  Yds. 

Solid 

Rook. 

Ca.  Yds. 

Glaoial 

Drift. 

Cu.  Yds. 

Solid 

Rook. 

Cu.Yds 

Piles 
&R.W. 

ConcrMJs5g 
Cu.YdJ'il     ^v 

i 

Piles. 

■ 

666.57 
1,041.84 

1 

1 

1 

^  100 

, 

100 

100 
00 
00 
00 

80.2 

845 

, 

2,860 
8.000 

62 
104 

1,000 

606 
1,242 

026 

00 
00 

J 

1  an  n 

t  •  •  • 

•  ■  •  ■ 

••  V 
06.6 

400 

It800,«9 

256,660 

107,088.6 

6«,185.51 

588,857 

170,867 

08.042 

^   $6,660 

84,840 

■   08.20 

1. 

100 

60.28 

68.6 
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REPORT   IN  REFERENCE    TO   REDUCTION 
OP  BOND  ON  CONTRACT  FOR  SECTION  C. 

Mr.  Carter,  CbairmaD,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  in  reference  to  a  com- 
munication from  the  American  Surety 
Company  of  New  York  as  to  the  cancel- 
lation of  the  bond  of  the  Western 
Dredging  and  Improvement  Company 
on  the  contract  for  Section  C,  the  report 
reviewing  the  circumstances  in  connec- 
tion therewith,  and  recommending  that 
the  original  bond  be  reduced  to  the  sum 
of  ten  thousand  dollars,  the  contractor, 
however,  to  remain  liable  as  on  the  orig- 
inal bond  and  to  furnish  a  surety  on  the 
reduced  bond  sa|;isfactory  to  the  Com- 
mittee on  Finance  and  to  the  Board. 

Mr.  Carter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eekhart,  Jones,  Kelly,  Mallette  and 
Wenter — eight.    Nays— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

•*  Chicaoo,  Oct.  81, 1899. 

To  the  Honorable,  the  Board  of  Truateea 
of  the  Sanitary  District  of  Chicago: 

GENTLEMEN  — The  Committee  on  Fi- 
nance herewith  reports  that  it  has 
received  a  communication  from  the 
American  Surety  Company  of  New  York 
on  behalf  of  the  Western  Dredging  and 
Improvement  Company  with  reference  to 
the  matter  of  cancelling  the  bond  fur- 
nished by  said  company  under  its  con- 
tract with  the  District  for  the  comple- 
tion of  the' work  on  Section  **C."  The 
Committee  is  advised  by  the  Attorney 
that  the  suit  begun  by  Joseph  O.  Wright 
against  the  Western'  Dredging  and  Im- 
provement Company  and  the  District, 
in  which  the  complainant  seeks 
to  foreclose  a  lien  upon  moneys  belong- 
ing to  said  Western  Dredging  and  Im- 
Erovement  Company  alleged  to  be  in  the 
ands  of  the  District  has  not  yet  been 
disposed  of;  but  the  Committee  is  also 
informed  that  the  amount  involved  in 
said  suit  does  not  exceed  the  sum  of  six 
thousand  five  hundred  dollars  ($6,500.00). 
The  Committee  is  advised  that  the  work 
upon  said  section  was  completed  in  1898, 
and  the  final  certificate  awarded  on  De- 
cember 14,  1898. 

In  view  of  all  the  circumstances  and 


conditions  in  connection  with  the  work 
upon  said  section,  the  Committee  is  of 
the  opinion  that  the  bond  upon  said 
work  should  be  reduced,  and  recom- 
mends that  the  same  be  reduced  to  the 
sum  of  ten  thousand  dollars  ($10,000.00); 
the  contractor,  however, to  remain  liable 
as  on  the  original  bond,  and  to  furnish  a 
surety  on  the  reduced  bond  satisfactory 
to  the  Finance  Committee  and  to  the 
Board  of  Trustees. 

Respectfully  submitted, 

(Signed)  Z.  R.  Cartbb, 

Chairman. 

Frank  Wbntbr, 

*  Alex.  J.  Jones, 

Committee  on  Finance.^* 

(One  enclosure.) 

REPORT  IN  REFERENCE  TO  OOMPLETION 
OP  CONTRACT  FOR  SUBSTRUCTURE 
FOR  ROMEO  HIGHWAY  BRIDGE  CROSS- 
ING  MAIN   CHANNEL. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  thcT  Com- 
mittee on  Engineering  in  reference  to, 
and  accompanied  by,  final  certificate  of 
the  Chief  Engineer  as  to  the  completion 
of  the  contract  with  Messrs.  Heldmaler 
&  Neu  for  the  substructure  for  Romeo 
Highway  Bridge  crossing  Main  Chan- 
nel; the  report  recommending  that  the 
President  and  Clerk  of  the  District  be 
directed  to  pay  to  said  Heldmaier  &  Neu 
the  sum  of  $1,888.64  on  the  execution  of 
a  receipt  in  full  of  all  claims  and  de- 
mands of  every  kind  and  nature  arising 
out  of  said  contract. 

Mr.  Smyth,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll- call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette.  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

'♦CHICAGO.  October  80,  1899. 

To  the  SonorahU^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  • 

Gentlemen— The  Committee  on  Engi- 
neering presents  herewith  the  final  cer- 
tificate of  the  Chief  Engineer  of  the  Dis- 
trict in  reference  to  the  contract  with 
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Messrs.  Heldmaier  &  Neu,  dated  August 
24,  18d8,  for  the  oonstruction  of  the 
Borneo  Road  Bridge  on  Section  *']2,"  and 
reports  that  the  committee  has  examined 
said  certificate  and  fully  considered  the 
subject-matter  of  the  completion  of  the 
work  done  under  said  contract,  and 
recommends  as  follows: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  final  payment  to  said  Heldmaier  & 
Neu  in  the  sum  of  eighteen  hundred  and 
eighty- eight  dollars  and  fifty- four  cents 
($1,888.54),  the  sum  found  to  be  due  said 
contractors  in  the  aforesaid  firtal  certifi- 
cate hereto  attached,  upon  the  execution 
of  a  receipt  in  favor  of  the  District, 
made  by  said  contractors  in  full,  and 
releasing  the  District  from  any  and  all 
claims  or  demands  of  every  kind  and 
nature  whatsoever  on  said  contract. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smyth, 

Chairman. 

J.  P.  Mallettb, 

Thomas  Kelly, 

Z.  R.  Caiitbk, 

A.  J.  Jones,   ' 

B.  A.  Eckhart, 
Frank  Wbntbr, 

•  Wm.  Boldbnweck, 

Committee  on  Engineering." 
One  enclosure. 


The  following  is 

THE  FINAL   CERTIFICATE  OF  THE  CHIEF 

ENGINEER: 

"CHiOAao,  October  28,  1899. 

To  the  HonorcLbte^  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  : 

Oentlbusn  —  I  hereby  certify  that 
Heldmaier  &  Neu  have  completed  all  of 
the  work  covered  by  their  contract.dated 
August  24,  1698,  for  the  construction  of 
the  Romeo  Road  Bridge  across  the  Main 
Channel  on  Contract  Section  12,  to  the 
full  satisfaction  of  the  Chief  Engineer. 

This  certificate  is  given  subject  to  any 
unaccrued  or  unmatured  obligations  im- 
posed by  the  contract. 

The  present  statement  of  this  contract 
is  as  follows: 

Excavation,  8,624  cubic  vards 
at  75c '.....$  2,718  00 


Portland    Cement     Concrete, 

857.7  cubic  yards  at  $8.50. . .     8,040  45 
Masonry,  826.9  cubic  yards  at 

$9.25 7,648  88 

Total  cost  of  contract $18,407  28 

Amount     paid     on    previous 
vouchers 11»518  74 


Amount  due  and  unpaid ♦.$  1.888  54 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engiruer," 

PAYMENT  ON  ACCOUNT  OF  RESERVE 
PERCENTAGE  ON  CONTRACT  FOR  SEC- 
TION N. 

Mr.  Carter  presented,  and  the  Clerk 
read,  the  following 

ORDER: 

"Whereas,  It  has  been  represented  to 
the  Board  of  Trustees  by  Messrs.  Hayes 
Brothers,  contractors  on  Section  "N"  of 
the  Main  Channel,  that  it  will  be  neces- 
sary for  them  to  have  a  payment  made 
out  of  the  reserve  percentage  fund  held 
by  the  District  under  their  contract 
on  Section  '*N"  of  the  Main  Channel; 
and, 

Whereas,  It  is  deemed  necessary  by 
the  Board  of  Trustees,  in  order  to  ac- 
complish the  more  rapid  progress  of  the 
work  on  said  section,  that  said  payment 
be  made;  it  is,  therefore, 

Ordered,  That  the  President  and  Clerk 
of  the  District  be  authorized  and  di- 
rected to  pay  said  Messrs.  Hayes  Broth- 
ers, on  the  voucher  of  the  Chief  Engi- 
neer, the  sum  of  four  thousand  dollars 
($4,000.00),  the  same  to  be  charged  to 
the  reserve  percentage  fund  of  said  con- 
tractors remaining  in  the  hands  of  the 
District  under  its  contract  with  said  firm 
on  Section  *N'.*' 

Mr.  Carter,  seconded  by  Mr.  Braden, 
moved  that  the  order  be  adopted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden.  Carter, 
Eckhart.  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

ORDER  IN  REFERENCE  TO  PAYMENT  OP 
EXPENSES  OF  SPECIAL  COMMISSIONERS 
CHICAGO  DRAINAGE  CHANNEL. 

Under  the  head  of  new  business  Mr. 
Carter  presented,  and  the  Clerk  read,  an 
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order  that  the  Clerk  be  directed  to  draw 
a  warrant  on  the  Treasurer  of  the  Dis- 
trict in  the  sum  of  $3,811.01  in  favor  of 
the  Clerk,  said  amount  to  be  treated  as  a 
special  emergency  fund  to  be  used  in 
the  payment  of  pay-roll  and  biUs  in> 
curred  for  the  month  of  October,  1899, 
by  the  Commissioners  appointed  by  the 
Oovernor  of  the  State  of  Illinois  under 
Section  37  of  the  Sanitary  District  Act, 
and  that  the  Clerk  shall  pay  said  Com- 
missioners the  amount  shown  to  be  due 
according  to  the  schedule  accompanying 
said  order,  duly  certified  by  said  Com- 
missioners. 

Mr.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  order  be  adopted. 

On  roll-call  the  vote  stood:  Yeas^ 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  ORDER: 

** Ordered, That  the  Clerk  be,  and  he  is 
hereby,  directed  to  draw  a  warrant  on 
the  Treasurer  of  the  District  in  the  sum 
of  twenty-three  hundred  eleven  and  one 
one  hundredths  ($3,811.01)  dollars,  in 
favor  of  himself,  said  amount  to  be 
treated  as  a  special  emergency  fund,  to 
be  used  in  payment  of  pay  roll  and  bills 
incurred  for  the  month  of  Octot>er,  A.  D. 
1899,  by  the  Commissioners  appointed 
by  the  Governor  of  the  State  of  Illinois: 
under  and  by  virtue  of  Section  27  of  an 
act  entitled,  '*An  act  to  create  Sanitary 
Districts  and  to  remove  obstructions  in 
the  Desplaines  and  Illinois  Rivers,  and 
the  dams  at  Henry  and  Copperas  Creek," 
approved  May  29,  1889,  in  force  July  1, 
18b9. 

Ordered,  Further,  that  the  Clerk  shall 
pay  to  said  Commissioners  the  amount 
shown  to  be  due  according  to  a  schedule 
of  pay-roll  and  bills  incurred  as  afore- 
said, duly  certified  by  said  Commission- 
ers. 


j» 


The  following  is 

THE  SCHEDULE: 

*  'ITEMS  OF  EXPENSE^  PAY  K0LL8  OF  ENGI- 
NEERING DEPARTMENT  AND  SALARIES  OF 
THE  SPECIAL  COMMISSION  FOR  THE  MONTH 
OF  OCTOBER,    1899. 

Engineering  Department. 

J.  P.  Frizell,   Hydraulic  Engineer 
October  salary $      250  00 


H.  A.  Potwin,  Assistant  Enflrineer, 
October  salary .$      166  66 

J.  Cammer,  Draughtsman,  October 
salary 100  00" 

E.  Zarbell,  Assistant  Engineer, 
October  salary ' -100  00 

P.  W.  O'Callaghan,  use  of  boat  in 
Channel 18  50 

Pearson  Bros.,  supplies 5  85 

Oliphant  Printing  Company,  sup- 
plies   3  50 

Thayer  &  Jackson  Company,  sup- 
plies   85 

H.  A.  PotwiR,  Assistant  Engineer, 
expenses  for  September 1  90 

H.  A.  Potwin,  Assistant  Engineer, 
expenses  for  October 2  40 

$      649  16 
Offi,ce  Department. 

Chicago  Towel  Company,  rent  for 
October $         3  00 

Chicago  Telephone  Company,  tele- 
phone bill 2  40 

Wyckoff,  Se&mans  &  Benedict, 
typewriter  rent  to  November  22. 
1899 7  00 

Security  Deposit  Company,  rent 
and  light  to  Noyember  10, 1899. .  76  50 

Miss  Selby,  stenographer  and  clerk, 
October  salary ,        100  00 

Sam  Hanks,  ice,  October  account!  2  50 

%      840  56 

ComtfUssiwiera^  Salaries. 

Isaac  Taylor,  per  diem  and  expenses 
for  October $      354  76 

Al.  F.  Schoch,  per  diem  and  ex- 
penses for  October 325  69 

John  Lambert,  August  per  diem, 
27  days  at  f  10  per  day 270  00 

John  Lambert,  September  per  diem, 
26  days  at  $10  per  day 260  00 

John  Lambert,  October  per  diem, 
26  days  at  f  10  per  day 260  00 

Total $  2,811  01 

The  above  accounts  have  been  duly  author- 
ized and  approved  by  the  Board. 

(Signed)  Isaac  Taylor, 

President. 

Al.  F.  Schoch, 
Secretary.-* 

ADDITIONAL      EMERGENCY     FUND     FOR 
CLERICAL  DEPARTMENT. 

Mr.   Carter  presented,  and  the  Clerk 
read,  an  order  directing  that  the  Clerk  of 
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the  District  draw  a  warrant  on  the  Treas- 
urer in  the  sum  of  $2,500.00  to  be  held  as 
an  emergency  f und»  subject  to  the  check 
of  the  Clerk  only  as  the  needs  of  the 
District  may  require,  and  to  be  charged 
to  the  account  of  Joseph  F.  Haas,  Clerk. 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  order  be  sidopted. 

On  roU-call  the  vote  stood:  Yeas — 
Messrs.  Boldenwpck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

ORDER: 
''Ordered,  That  the  Clerk  of  this  Dis- 


trict be,  and  he  is  hereby,  authorized 
and  directed  to  draw  a  warrant  on  the 
Treasurer,  payable  to  his  own  order,  in 
the  sum  of  twenty-five  hundred  (2,500) 
dollars,  to  be  held  by  said  Clerk  as  an 
emergency  fund,  payable  upon  his  indi- 
vidual  check  only,  from  time  to  time,  as 
may  seem  advisable  and  the  needs  of  the 
District  may  require,  and  to  be  charged 
to  the  account  of  Joseph  F.  Haas,  Clerk.'* 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Braden,  the  Board  then  adjourned. 


^^^ 


Clerk. 
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-OP    THE— 


Board  of  Trustees 


—OF    THE— 


Sanitary  District  of  Chicago. 


NOYEMBER  8.  1899. 


OFFICIAL   RECORD. 

Publiahed  bu  authority  of  the  Board  o  Trustees 
of  the  Sanitary  District  of  Cldoago. 


REGULAR  MEETING. 

The  four  hundred  and  sixty-second 
regular  meetiijig  of  the  Board  of  Trustees 
of  the  Sanitaiy  District  of  Chicago  was 
held  in  the  rooms  of  the  Bourd,  Security 


Building,  Wednesday,  November  8,  1899, 
at  2  o'clock  P.  M. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly,  Mai- 
lette  and  Wenter — eight  members,  were 
present. 

President  Boldenweck  then  called  the 
Board  to  order. 


VOUCHERS. 

The  Cltrk  presented  the  following  Touchers: 

ENOINEERINO   DEPAKTMENT. 

A.  P.  Little  (stationery) *  825 

A-  C.  McClurff  &  Co.  (sUtionery) 6  67 

Wm.  Zeuch  &  Co.  i  stationery) 18  00 

The  Johnson  Padding^  Company  (stationery) 7  50 

J.  A.  Anderson  (photo  supplies ) 10  50 

Hans  Isak  (gauge  reading) 10  00 

W.  H.  Salisbury  &  Co.  (rubber  boots) 18  32 

Pearson  Bros,  (blue-prints) 3  43 
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Eugene  Dletzgren  Company  (blue-prints) $  21  83 

Keuffel  &  Esser  Company  (drafting:  supplies) 47  80 

Henry  Henscben  (sundries) 13  78 

D.  H.  Preston  &  Co.  (coal) 7  00 

Norton  &  Co.  (coal) 13  50 

Hibbard,  Spencer,  Bartlett  &  Co.  (hardware  i 13  60 

Francis  Beldltr  &  Co.  (lumber) 20  80 

Geo.  B.  Carpenter  &  C*.  (paints) 5  25 

Sibley  Warehouse  and  Storage  Company  (storage)          30  00 

J.  S.  Hull  (expense) 17  35 

Wm.  Trinkaus  (expense) 41  42 

*H.  B.  Alexander  (expense) 62  88 

^Soper  Lumber  Company  (pine  stakes )  58  50 

*Peter  Peterson  (division  office) 122  25 

*Manz  Photographing  Company  (prints  for  m«del) 520  50 

♦Robert  W.  Hunt  &  Co.  (inspecting  bridge  material) 719  68 


$    1,788  31 


LAW  DEPARTMENT. 

Wm.  Zeuch  &  Co.  (printing) $  20  50 

Elizabeth  H.  Ryan  (typewriting) 28  60 

Title  Guarantee  and  Trust  Company  (opinion) 80  00 

Edward  R.  Nadelhoffer  (typewriting) 18  00 

♦Thomas  N.  Jamleson,  Clerk  (fees) 68  25 

♦John  W.  Nadelhoffer  (expense) 87  25 

♦Thomas  Taylor,  Jr.,  Master  in  Chancery  (fees) 116  50 

GENERAL  ACCOUNT. 

♦Arthur  W. Palmer  (streams  examination) $  357  00 

♦Edwin  O.  Jordan  (streams  examination) 401  75 

♦Arthur  R.  Reynolds  (streams  examination) 235  07 

Dr.  E.  D.  Kiibourne  (streams  examination) 20  00 

MAINTENANCE  ACCOUNT. 

Illinois  Oil  Station  (oil) $  10  70 

Dearborn  Drug  and  Chemical  Works  (compound) 37  95 

H.  B.  Alexander  (expense) 20  62 

♦Weaver  Coal  Company  (coal) 280  51 

♦Weaver  Coal  Company  (coal) 388  90 


$       309  10 


$     1,013  82 


$       738  8S 


HELDMAIER  &   NEU   ACCOUNT. 

*Donald  Fraser  (inspecting  bridge ) $         87  50 

♦CONSTRUCTION    ACCOUNT. 

Griffiths  &  McDermott  (By-pass,  Chicago  River) $  3,399  11 

Griffiths  &  McDermott  ( By-pass,  Chicago  River) 406  86 

Lydon  &  Drews  Company  (By-pass,  Chicago  River) 13,022  19 

Lydon  &  Drews  Company  i  By-pass,  Chicago  River) 5,926  35- 

Chicago  Bridge  and  Iron  Company  (Taylor  Street  Bridge) 4,058  55 

Pennsylvania  Steel  Company  (C.  T.  T.  R.  R.  Bridge) 3,578  65 

McArthur  Bros.  Company  (Eight-track  Bridge) 18,219  75 

McArthur  Bros.  Company  (Eigh^track  Bridge ) 11,781  81 

Thomas  Moulding  Company  (Eight-track  Bridge) 187  00 

Hayes  Bros,  et  al.  (Section  O,  November  1,  1899 ) 1,704  SO 

Hayes  Bros,  et  al.  (Section  N,  November  1,  1899) 1,861  97 


*  To  be  paid  by  warrants,  witli  interest  coupons  attached,  drawn  against  the  Tax  Levy  for  1899. 
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Gahan  &  Byrne  (Section  H,  November  1,  1899) $  3,584  48 

The  Toledo  Bridge  Company.  (Belt  Railway  Bridge) 610  31 

Mason,  Hoge,  King  &  Co.  (Section  8,  railroad  embankment) ;  5,589  07 

Sackley  &  Peterson  (Section  8,  subway)   4,236  25 

8h«pard  Stone  Company  (concreting  clay  pockets)  847  14 

Hayes  Bros.  (Section  16,  November  1, 1899) 4,715  16 

Heldmaler  &  Neu  (C.  T.  T.  R.  R.,  Section  E,  bridge) 1,618  26 

Heldmaier  &  Neu  (Section  17,  November  1.  1899) 10,615  50 

The  J.  G.  Wagner  Company  (Jefferson  Street  Temporary  Bridge) 78  13 

The  J.  G.  Wagner  Company  (Jefferson  Street  Bridge) 3,887  19 

Geo.  M.  Huss  (By-pass,  Chicago  River) 326  44 

Patrick  Conley  (Wire  Mills  Road) 1,123  23 


C.  Schroeter  (Section  8,  Santa  Fe  Bridge) 

C.  Schroeter  (Section  8,  Santa  Fe  Bridge) 

Isham  Randolph  (Belt  Railway  Bridge) 

Isham  Randolph  (Section  O,  pumps  i 

Isham  Randolph  (Section  O,  Pan  Handle  Bridge) 

Isham  Randolph  (Regulating  Works) 

Isham  Randolph  i  concreting  clay  pockets) 


425  00 

350  00 

50  00 

184  20 

246  80 

:  285  00 

582  23 

Gahan  &  Byrne  (Section  18,  November  1,  1899) 29,705  69 


Grand  total. 


$132,097  11 
$136,094  52 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  »nd  ordered 
paid. 

On  roll>call  the  vote  stood:  YeaeP— 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  and 
Wenter — eight.   Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 


No.  882,  Law  Department  (sup- 
plies)  $14  05 

No.  965,  Police  Department  (sup- 
plies)  47  70 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  Requisitions  Nos.  832  and 
965,  as  read  and  shown  above,  be 
allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Jones,  Kelly,  Mallette  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


MONTHLY  REPORT  PROM  TREASURY  DEPARTMENT. 

The  Clerk  presented  a  report  from  the  Treasury  Department  for  the  month  of 
October,  1899,  which,  by  unanimous  consent,  was  ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT  : 

BeceivtS' 

Balanoe  on  hand  at  date  of  last  report $    140,871  6& 

From  County  Treasurer,  Sanitary  District  Tax  Account $     800,000  00 

From  J.  F.  Haas,  Clerk,  Maintenance  Account 400  00 

From  J.  F.  Haas,  Clerk,  Land  Account 1 12  50 

From  J.  F.  Haas,  Clerk,  Land  Account 100  00 

From  J.  F.  Haas,  Clerk,  Police  Department 100  00 

From  Chicago  National  Bank,  Interest  Account 189  M 

Total  cash  receiyed  for  month $     800,003  Ofr 

$     441,773  71 
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DUbunements. 

Clerical  Department $ 

Bngineerlng  Department 

Law  Department 

Qeneral  Acoonnt 

Maintenance  Acooant 

Police  Department 

Total  cash  disbursed 

JBalance  this  date,  in  banks  as  per  schedule  endorsed  hereon 


45  16 

787  08 

192  88 

464  90 

68  80 

55  72 


$         1,589  28 

440,284  48 

S      441,778  71 


SeJuduU. 

Chioaffo  National  Bank : I  414,296  65 

National  Bank  of  Illinois 25.988  78 

Total S  440,284  48 


Chioaoo,  November  4, 1809. 


(Sifmed)  F.  M.  BLOUNT,  Trtaturtr. 

By  S.  P.  BLOUNT,  AmL  Trtaturer. 


RBPORT  IN  RBFERBNCB  TO  BXBCUTION  OP 
DBED  FOR  CBRTAIN  LANDS  TO  THB 
BCONOMY  LIGHT  AND  POWBR  COMPANY. 

On  behalf  of  the  Committee  on  Engi- 
gineering  Mr.  Mallette  presented,  and 
the  Clerk  read,  a  report  in  reference  to 
the  execution  of  a  deed  for  certain  lands, 
as  described  in  the  report,  to  the  Econ- 
omy Light  and  Power  Company,  in  ac- 
cordance with  the  terms  of  an  agree- 
ment heretofore  entered  into  with  said 
company,  the  report  recommending  that 
the  President  and  Clerk  be  authorized  to 
execute  and  deliver  to  said  Economy 
Light  and  Power  Company  a  deed  in 
the  form  attached  to  the  report,  convey- 
ing the  said  described  property  subject 
to  all  the  rights  secured  to  the  Sanitary 
District  by  the  agreement  above  men- 
tioned. 

&fr.  Mallette,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Elckhart, 
Jones,  Mallette  and  Wenter— six.  Nays 
— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THB  REPORT: 

•'Chicaoo,  November  8.  1899. 

To  the  Honorable,  the  Board  of  Trtutees  of  the 
Sanitary  District  of  Chicago  : 

Gbntlbmen— Your  Committee  on  En- 
gineering begs  leave  to  report  that,  by 


the  terms  of  an  agreement  entered  into 
by  the  Sanitary  District  of  Chicago  and 
the  State  of  Illinois  and  the  Economy 
Light  and  Power  Company,  it  was 
agreed  that  the  State  of  Ulinois  and  said 
^onomy  Light  and  Power  Company 
should  acquire  title  to  certain  property 
on  the  east  bank  of  the  Illinois  and 
Michigan  Canal,  north  of  Jackson  Street, 
in  the  City  of  Joliet,  sufficient  to  con- 
struct thereon  a  tail  race  of  the  capacity 
of  730,000  cubic  feet  of  water  per 
minute;  and, 

Whbrbas,  ^y  an  agreement  and  de- 
cree entered  in  the  Circuit  Court  of  Will 
County,  in  a  case  therein  pending  be- 
tween the  Canal  Commissioners  ana  the 
Sanitary  District  of  Chicago,  it  is  among 
other  things  provided  that  the  State  of 
Illinois  shall  construct  a  wall  north  from 
the  east  side  of  the  proposed  new  dam 
mentioned  in  said  decree  to  the  north 
end  of  what  is  termed  in  said  decree 
'*the  tail  race,*'  the  bite  of  said  tail  race 
being  upon  and  over  the  real  estate  and 
property  above  mentioned;  and, 

Wheebas,  It  is  further  provided  in 
said  decree  that  the  State  of  Illinois 
shall  cause  to  be  put  in  said  wall  head 
gates  or  openings  sufficient  to  pass 
through  said  wall  and  into  said  tail  race 
720,000  cubic  feet  of  water  per  minute; 
and  the  said  State  of  Illinois,  on  its 
part,  agrees  that  it  will  at  all  times  take 
care  of  said  gates  so  that  the  same  will, 
whenever  necessary,  pass  the  full  quant- 
ity of  730,000  cubic  feet  of  water  per 
minute;  and, 

Whereas,  By  said  agreement  above 
mentioned,  the  State  of  Illinois  and  the 
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Economy  Light  and  Power.  Company 
agree  at  all  timee,  when  it  may  be  neces- 
sary, in  the  event  that  the  State  of  Illinois 
or  said  Economy  Light  and  Power  Com- 
pany shall  fail  or  neglect  to  open  said 
head  gates  or  tail-race  to  prevent  overflow 
and  damage  in  periods  of  high  water  in 
the  Deeplaines  River,  or  in  times  of 
floods  and  freshets,  that  said  Sani- 
tary District  of  Chicago  may  go  upon 
said  property  and  open  the  said  head 
gates  and  waste  gates,  so  as  to  permit 
the  same  to  discharge  into  said  tail  race 
the  full  quantity  of  720,000  cubic  feet  of 
water  per  minute,  and  that  neither  said 
State  of  Illinois  nor  said  Economy  Light 
and  Power  Company  will,  by  its  agents, 
officers  or  servants,  interfere  wiSi  the 
officers,  ^ents  or  servants,  of  the  said 
Sanitaiy  District  in  so  opening  said  head 
gates  and  waste  gates,  as  aforesaid;  and, 

Whereas,  The  Said  Sanitary  District 
of  Chicago  acquired  title,  by  condemna- 
tion, to  the  following  described  real 
estate,  to- wit: 

Lot  one  (1),  in  Block  thirty- seven  (87); 
Lots  three  (8),  four  (4)  and  Ave  (5),  in 
Block  thirty-six  (86);  also  a  strip  of  land 
formerly  constituting  a  part  of  a  street, 
now  vacated,  lying  between  Lot  five  (5) 
in  Block  thirty-six  (86),  and  Lot  one  (1), 
Block  thirty-seven  (87),  and  between 
Mill  Street  and  the  upper  basin  of  the 
Illinois  and  Michigan  Canal,  all  in 'North 
Joliet,  in  the  Township  of  Joliet,  County 
of  Will  and  State  of  Illinois,  upon  which 
said  tail-race  is  to  be  constructed;  the 
consideration  for  said  real  estate,  and  the 
amount  awarded  for  the  same,  having 
been  paid  by  the  Economy  Light  and 
Power  Company,  who  are  equitably  en- 
titled to  the  same,  subject  to  all  the 
rights  secured  to  the  Sanitaiy  District 
by  the  agreement  and  decree  above  men- 
tioned. 

Your  Committee,  therefore,  recom- 
mends that  the  President  and  Clerk  of 
the  District  be  authorized  to  execute  and 
deliver  to  said  Economy  Light  and 
Power  Company  the  deed  in  the  form 
hereto  attached  conveying  said  above 
described  property,  subject  to  all  the 
rights  secured  to  the  Sanitary  District 
by  the  agreement  above  mentioned. 

{Signed)  J.  P.  Mallettb, 

T^oMA8  Kellt, 
Z.  R.  Carter, 
Frank  Whnter, 
b.  a.  eckhart, 
A.  J.  Jones, 
Committee  on  Engineering. ^^ 

(Accompanied  by  form  of  deed) 


COMMUNICATION  FROM  U.  S.  ENGINEBB  IN 
RBFBRBNCB  TO  PAYMENT  FOR  LANDS. 

The  Clerk  presented  and  read  a  com- 
munication from  W.  L.  Marshall,  Major, 
Corps  of  Engineers,  setting  forth  that 
the  agreement  for  the  purchase  and  sale 
of  the  Spry  tract,  required  for  widening 
Chicago  River,  has  been  approved,  and 
requesting  that  the  Board  designate  to 
whom  payment  shall  be  made  and  have 
said  party  call  and  sign  necessary  docu- 
ments and  receive  checks. 

By  unanimous  consent,  the  communi- 
cation was  ordered  received,  printed  and 
placed  on  file. 

The  following  is 

THE  COMMUNICATION: 

"Chioaqo.  Nov.  6, 189». 

To  the  Trustees  of  the  Sanitaiy  District  of 
Chicago,  1110  Security  Building: 

Gentlemen — The  agreement  for  pur- 
chase and  sale  of  the  Spry  tract,  re- 
quired for  widening  the  Chicago  River, 
has  been  approved  and  payment  therefor 
($9,707.6(1)  authorized  by  the  Depart- 
ment. 

I  would  be  pleased  to  have  you  indi- 
cate to  whom  payment  shall  be  made 
and  have  him  call  at  this  office  to  sign 
necessary  vouchers  and  receive  check. 

Very  respectfully, 

(Signed)  W.  L.  Marshall, 

Major ^  Corps  Bngineere.*^ 


RECALL  OF  BID   FOR  DEVELOPMENT  AND 
LEASE  OF  WATER  POWER. 

The  Clerk  presented  and  read  a  com- 
munication from  Clarence  Buckingham, 
in  reference  to  a  "proposal  for  develop- 
ment and  lease  of  water  power,  pre- 
sented to  the  Board  at  the  meeting  held 
August  23,  1899  (page  8011  of  the  Pro- 
ceedings) the  communication  recalling 
said  proposal  and  requesting  the  return  of 
check  for  $50,000.  deposit^  with  same. 

Mr.  Wenter,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be  re- 
ceived and  the  request  contained  therein 
granted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart.  Jones,  Mallette  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 
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The  following  is 

THE  COMMUNICATION: 

"November  8,  1899, 

To  the  Committee  on  Engineering,  Sani- 
tary District  of  Chicago  \ 

Gentlemen— After  long  deliberation 
and  repeated  efforts  to  so  organize  a  cor- 
poration as  to  utilize  the  water  power 
you  have  advertised  for  leasee,  I  find  that 
the  restrictions  that  you  have  placed 
around  the  use  of  the  power  make  the 
life  of  any  lease  therefor  so  uncertain  as 
to  utterly  discourage  the  investment  of 
capital  in  the  development  of  this 
power. 

The  advertisement  asking  for  bids  was 
absolute  in  its  character,  and  the  bid  I 
made  thereunder  fully  represented  the 
value  of  all  power,  present  and  prospec- 
tive, that  you  had  for  lease.  The  action 
of  your  Board,  after  the  bids  had  been 
received,  in  limiting  the  life  of  any  lease 
to  ten  years,  presents  an  entirely  differ- 
ent proposition,  since  it  precludes  the 
possibility  of  making  the  long  lease  so 


essential  to  the  immediate  work  of  de- 
velopment necessary,  to  be  done  before 
this  power  can  be  utilized. 

In  view  of  the  short  term  lease  by 
your  board,  the  capitalists  interested 
with  me  deem  it  unsafe  to  make  the 
large  expenditure  necessary  to  develop 
this  power  for  so  short  a  use;  and  I 
therefore  recall  my  bid  and  respectfully 
ask  that  my  check  of  $50,000  deposited 
therewith  be  returned  to  me  at  your 
earliest  convenience. 

Very  truly  yours, 

(Signed)       Clabbnoe  Buceinoham.'' 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Braden,  the  Board  then  ad- 
journed. 


^^ 


ClerJu 
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— OF  THE — 


Board  of  Trustees 


-—OF  THE— 


Sanitary  District  of  Chicago. 


NOVEMBER  15.  1899. 


OFFICIAL   RECORD 

Fubhshed  by  authority  of  the  Board  qf  lYustees  of 
tfu  Sanitary  Diitriet  of  Ohleago. 


REGULAR  MEETING. 

The  four  hundred  and  sixty- third 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  the  rooms  of  the  Board, 
Security  Building,  Wednesday,  Novem- 
ber 15,  1899,  at  3  o'clock  P.  M. 

On  roll-call,  Messrs.  Garter,  Eckhart, 
Jones,  Kelly,  Mallette  and  Smyth — six 
members,  were  present. 

In  the  absence  of  the  President,  the 
Clerk  then  called  the  Board  to  order. 


ELBCnON  OF  TEMPORARY  CHAIRMAN. 

Mr.  Eckhart,  seconded  by  Mr.  Mal- 
lette, moved  that  Mr.  Alex.  J .  Jones  be 
elected  temporary  Chairman. 

The  motion  prevailed  unanimously, 
and  Mr.  Jones  was  declared  duly  elected 
temporary  Chairman,  and  thereupon 
took  the  chair. 


MINUTES. 

The  minutes  of  the  regular  meetings 
held  November  1  and  November  8,  18U9, 
were  approved  as  printed,  on  motion  of 
Mr.  Kelly,  seconded  by  Mr.  Smyth. 


VOUCHERS. 
The  Clerk  presented  the  foUowinfi:  Vouchers : 

*  ENGINEERING  DEPARTMENT. 

Isham  Randolph  (expense) *      74  03 

W.  T.  Keating  (expense) 71  67 

G.  M.  Wlsner  (expense) 84  58 


2S0  23 
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*LAW   DBPABTMENT. 

Chas.  C.Gilbert  (expense) t     623  05 

OENBRAL    ACCOUNT. 

E.  Comlskey  (laundry) »       2  01 

Samuel  L.  Hanks  (electric  bells) , 3  25 

Douglas  Park  Livery  (livery) •. 6  00 

E.  H.  Sargfent  &  Co.  (streams  examination) 6  00 

Chlca^ro  Car  Seal  and  Manvifaeturlnf!:  Company  (streams  examination)  30  00 

Isham  Randolph  (expense) 18  88 

*Seourlty  Deposit  Company  (rent  of  offices,  November,  1899) 498  38 

*Chlcafiro  Telephone  Company  (services) 595  35 

*The  A.,  T.  &  S.  F.  Ry.  Co.  (train  service) 250  00 

$  1,409  73 

♦construction  account. 

Hayes  Bros,  et  al.  (Sec  N,  November  1, 1899) $3,005  24 

Mason,  Ho(i:e,  King  &  Co.  (Sec.  8,  cleaning:  tunnel) 212  29 

Jas.  A.  Sackley  (Sec.  8,  subway) 813  78 

Hayes  Bros.  (Section  16,  Lockport  Road) 887  11 

Heldmaler  &  Neu  (Sec.  17,  towpath  bridge) 187  T9 

Heldmalor  &  Neu  (Sec.  17,  towing  boats,  etc.) 760  04 

Gahan  &  Byrne  (Sec.  18,  Jeflferson  Street  bridge) 915  08 

Gaban  &  Byrne  (Sec.  18,  Dam  No.  1,  repairs) 569  88 

Gahan  &  Byrne  (concreting  clay  pockets) 310  78 

Gahan  &  Byrne  (C,  R.  I.  &  P.  bridge) 19  42 

The  Belt  Railway  Company  of  Chicago  (Sec.  K,  bridge) 496  89 

Geo.  M.  Huss  (Sec.  K,  bridge) ; 201  41 

Geo.  M.  Hubs  (Sec.  O— P.  H.  bridge) 515  41 

Chicago  Junction  Railway  Company  (Bee.  O,  eight-track  bridge) 153  21 

Chicago  Junction  Railway  Company  (Sec.  O— P.  H.  bridge) 131  10 

The  A.,T.  &8.  F.  Ry.  Co.  (Sec.  8,  track  deviation) 69  59 

The  A.,  T.  &  S.  F.  Ry.  Co.  (Sec.  O,  eight-track  bridge) 122  81 

The  A.,  T.  &  S.  F.  Ry.  Go.  (Sec.  N,  track  deviation) 57  56 

HeggleBros.  (Sec.  O,  pumps) 150  00 

Weaver  Coal  Company  (Sec.  O,  pumps) 178  68 

Weaver  Coal  Company  (concreting  clay  pocke^) 61  75 

Joseph  F.  Haas,  Clerk  (concreting  clay  pockete ) 1,949  24 

W  llcex  Bros,  (concreting  clay  pockets) » : .  508  94 

Fred  Boehme  (concreting  clay  pockets) 469  88 

Humphrey  &  Sons  (concreting  clay  pockets) 401  09 

Meacham  &  Wright  (concreting  clay  pockets) 172  20 

Alfred  Wenberg  (concreting  clay  pockets) 162  00 

Halvorson,  Richards  &  Co.  (concreting  clay  pqckets  i 138  86 

Geo.  M.  Campbell  (concreting  clay  pockets) 118  18 

N.  Stantoh  (concreting  clay  pockets) , 85  00 

Illinois  Oil  Station  (concreting  clay  pockets)  25  88 

Hercules  Powder  Company  (concreting  clay  pqcketfi) 19  06 

Barrett  Hardware  Company  (concreting  clay  pockets) 161  95 

Barrett  Hardware  Company  (Sec.  15,  paints  and  supplies) 42  85 

George  Whltty  (Sec.  17,  towing  boats) 851  00 

Thomas  Moulding  Company  (Sec.  18,  Dam  No.  1) 620  00 

Wm.  Adam  Lumber  Company  (Sec.  18,  Jefferson  St.  temporary  bridge)  52  86 

James  B.  Clow  &  S«n  (Sec.  18,  Jefferson  Street  temporary  bridge) . .  .*.  60S  25 

$15;i35  49 

Grand  toUl 117,888  49 


•  To  be  paid  by  warrants,  with  Interest  coupons  attached,  drawn  against  the  Tax  Levy  for  189P. 
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Mr.  Garter,  seconded  by  Mr.  Mallette, 
moved  thai  Ihe  Touohera,  as  read  and  . 
shown  above,  he  approved  and  ordered 
paid. 

On  roll-call,  the  Tote  stood:  Teas — 
Messrs,  Garter,  Eckhart,  Jones,  Kelly, 
Mallette  and  Smyth — six.    Nays — none. 

Upon  this  result  the  Ghairman  de- 
clared the  motion  carried. 

BBQinSITION. 

The  Glerk  presented  the  following 
requisition: 

No.    1103,    Glerical    Department 
(sundry  suppUeeO fll  13 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  Requisition  No.  1103,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Teas— 
Messrs.  Garter,  Eckhart,  Jones,  Kelly, 
Mallette  and  Smyth—six.    Naya — none. 

Upon  this  result,  the  Ghairman  de- 
clared the  motion  carried. 

MONTHLY  RBPORT  FROM  CLBRICAL  DB- 

PARTMENT. 

The  Glerk  presented  a  report  from  the 
Glerical  Department  for  the  month  of 
October,  1899,  which  was  read  and 
by  \inanimous  consent  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

**Ghicago,  November  1, 1899. 

To  the  Biynorctble^  the  Board  of  Tmsteea  of  the 
Sanitary  District  of  Chicago: 
Obntuuisn— I   herewith   submit  the 


report  of  the  Glerical  Department  for  the 
month  of  October,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  $438,895.39,  of  which 
amount  the  sum  of  $185,808.88  was  paid 
in  Regular  Warrants,  and  $393,591.41  in 
1899  Tax  Levy  Warrants. 

The  total  amount  expended  on  account 
of,  and  charged  to,  the  Glerical  Depart- 
ment during  the  month  of  October  was 
$45.46  for  general  office  expenses. 

There  are  no  outstanding  liabilities 
against  the  Glerical  Department,  and 
the  expenditure  for  the  present  month 
will  be  about  $1,300.00. 

The  total  amount  expended  for  accounts 
of,  and  charged  to,  the  Qeneral  Account 
during  the  month  of  October  was 
$3,770.19,  divided  as  follows: 

Rent  for  October,  1899 $   498  38 

Printing 803  49 

Streams  Examination 1,049  83 

Qeneral  Expenses 918  55 

Total $3,770  19 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$6,000.00. 

Of  the  total  amount  of  1896  Tax  Levy 
Warrants  issued,  th«re  is  now  outstand- 
ing the  sum  of  $11,373.05;  of  the  1897 
Tax  Levy  Warrants  issued,  there  is  now 
outstanding  the  sum  of  $15,000;  of  the 
1898  Tax  Levy  Warrants  issued  there  is 
now  outstanding  the  sum  of  $11,151.80; 
and  of  the  1899  Tax  Levy  Warrants 
there  is'  now  outstanding  the  sum  of 
$3,083,377.11. 


The  following  is  a  tabulated  statement  of   total  expenditures  for  the  month 
of  October,  1899: 


Account. 


Engineering  Department. 

Construction 

Clerical  Department 

Law  Department 

Land 

Ckneral , 

Police 

Maintenance 

Interest  and  Premium. . . . 
Bond^ 


Total 


Regular 
Warrants. 


874  88 


45  46 
184  05 


196  86 

39  35 

33  88 

85,000  00 

100,000  00 


$185,808  88 


1899 
Tax  Levy 
Warrants. 


1,011  19 
385,033  13 


1,959 

1,500 

3,578 

186 

887 


89 
00 
88 
65 
33 


$393,591  41 


Total  for 
Month. 


$     1,886  57 

385,033  18 

45  46 

2,098  94 

1,500  00 

3,770  19 

165  90 

411  10 

85,000  00 

100.000  00 


$438,895  39 


(Signed) 


Respectfully  submitted, 

Joseph  F.  Haas,  Clerk.^ 
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REPORT  IN  REFERBNCB  TO  PAYMENT  FOR 
CERTAIN  DISTRICT  LANDS  BY  UNITED 
STATES  GOVERNMENT. 

The  Clerk  presented,  and  read  a  report 
from  himself,  setting  forth  that  he  had 
received  and  turned  over  to  the  Treas- 
urer of  the  District  a  check  for  the  sum 
of  i9,707.50.  drawn  by  the  Assistant 
Treasurer  of  the  United  States,  the  same 
being  in  payment  for  certain  lands  sold 
to  the  United  States  Goyernment  under 
authority  of  the  Board  at  the  meeting 
held  May  8,  1899  (page  6670  of  the  Pro- 
ceedings), being  the  lands  referred  to  in 
the  communication  from  W.  L.  Marshall, 
United  States  Engineer,  printed  on  page 
6117  of  the  Proceedings,  and  designated 
as  the  Spry  tract;  the  report  being  ac- 
companied by  the  receipt  of  the  Treas- 
urer of  the  District  for  said  amount. 

By  unanimous  consent  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

* 'CHICAGO,  November  15, 1899. 

To  tTu  Hwwrable,  the  Board  of  TrHstees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — I  beg  leave  to  report  to 
your  Honorable  Body  that  a  check  dated 
November  9, 1899,  No.  116,529,  and  drawn 
on  the  Assistant  Treasurer  of  the  United 
States,  at  Chicago,  Illinois,  for  the  sum 
of  nine  thousand  seven  hundred  and 
seven  dollars  and  fifty  cents  ($9,707.60), 
has  been  delivered  to  me  in  payment  of 
the  following  described  land,  tu-wit: 

All  that  part  of  Lots  twenty -four  (24) 
and  twenty- five  (25)  in  Green's  South 
Branch  Addition  to  Chicago,  being  the 
north  fractional  part  of  Section  twenty- 
nine  (29),  Township  thirty-nine  (89) 
North,  Range  fourteen  (14),  East  of  the 
Third  Principal  Meridian,  excepting  the 
east  sixteen  and  seventy- two  hundredths 
(16.72)  acres  thereof,  lying  southerly  of  a 
line  described  as  follows: 

Beginning  at  a  point  in  the  east  line 
of  Throop  street,  two  hundred  and  sixty- 
two  (262)  feet  southerly  of  the  northwest 
comer  of  Lot  twenty- four  (24);  thence 
running  northeasterly  intersecting  the 
east  line  continued  of  Lot  twenty- five 
(25)  at  a  point  three  hundred  and  four 
(804)  feet  southeasterly  of  the  noirtheast 
comer  of  said  Lot  twenty-five  (25)  to  its 
intersection  with  the  west  line  of 
Throop's  Canal,  which  is  ninety- seven 
hundred  and  seven  and  one-half  (9,707}^) 
square  feet.  Said  property  being  situated 
in  the  City  of  Chicago,  in  the  County  of 
Cook  and  State  of  Illinois;  which  was 


heretofore  conveyed  by  the  Sanitary  Dis* 
trict  of  Chicago  to  the  government  of 
the  United  States  in  pursuance  of  the 
order  of  your  Honorable  Body  (see  page 
5671  of  the  Proceedings):  and  that  said 
check  has  been  by  me  delivered  to  F.  M. 
Blount,  Treasurer  of  the  District,  whose 
receipt  for  the  same  is  hereto  attached. 

Respectfully  submitted, 


(Signed) 
(One  enclosure). 


Joseph  F.  Haab, 


ADDITIONAL  EMBRaBNCT  FUND  FOR  LAW 
DEPARTMENT. 

Mr.  Carter  presented,  and  the  Clerk 
read,  an  order  directing  that  the  Clerk 
of  the  District  draw  a  warrant  on  the 
Treasurer  in  the  sum  of  $8,000,  payable 
to  the  order  of  the  Attorney,  to  be  held 
as  an  Emergency  Fund  by  said  Attor- 
ney, subject  to  his  check  only,  as  the 
needs  of  the  District  may  require,  the 
said  warrant  to  be  charged  to  the  ac— 
count  of  Chas.  C.  Gilbert.  Attorney. 

Mr.  Carter,  seconded  by  Mr.  Eckhart, 
moved  that  the  order  be  adopted. 


On  roll-call  vote  the  stood: 
Messrs.    Carter,  Eckhart,  Jones,  Kelly, 
Mallette  and  Smyth— six.    Nays — none. 

Upon  this  result  the  Chairman  de- 
clared the  motion  carried. 

The  following  is  the 

ORDER: 

Ordered^  That  the  President  and  Clerk 
of  the  District  be  and  they '  are  hereby- 
authorized  and  directed  to  draw  a  war- 
rant on  the  Treasurer,  payable  to  the 
order  of  the  Attorney,  in  the  sum  of 
three  thousand  dollars  (93,000.00),  and 
deliver  the  same  to  said  Attorney,  to  be 
held  by  him  as  an  emergency  fund,  pay- 
able upon  his  check  onlyi  from  time  to 
time,  as  may  seem  advisable  and  the 
needs  of  the  District  may  require,  the 
same  to  be  charged  to  the  account  of 
Charles  C.  Gilbert,  Attorney;  any  other 
order  in  conflict  herewith  being  hereby 
repealed. 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Mallette,  the  Board  then  ad- 
journed. 


^£j^ 


Clofk^ 
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Board  of  Trustees 


—OF    THE— 


Sanitary.  District  of  Chicago. 


NOVEMBER  22.  1899. 


OFFICIAL  RECORD. 

PublUihed  by  authorUu  of  the  Board  of  Tnu 
U§9  of  the  Sanitary  District  of  Chicago, 


REGULAR  MEETING. 

The  four  hundred  and  sixty-fourth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  th*)  Board,  Security 
Building,  Wednesday,  November  23,1899, 
at  2  o'clock  P.  M. 


On  roll-call  Messrs.  Boidenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly,  Mai- 
lette,Smy th  and  Wenter — nine  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  November  15,  1899,  were  approved 
as  printed,  on  motion  of  Mr.  Smyth, 
seconded  by  Mr.  Kelly. 


VOUCHERS. 
The  Clerk  presented  the  following  vouchers  : 

*ENGINEEHIXO  DEPARTMENT. 

The  Canal  Connnissidners  (inspectors) 

♦general  account. 

John  F.  Higgins  f printing  proceedings,  etc.,  October) $     276  28 

Fred  Harvey  (sundries) 1,000  00 

Joseph  F.  Haas,  Clerk  (expenses) 1,621  10 

9 


$     552  00 


2,897  38 
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POLICE  DEPARTMENT. 

Mrs.  A.  Hartwlg  (laundry) $         4  00 

W.  L.  Felknar  (sundries) 5  40 

*J«hn  Larney  (coal) 66  00 

$ 

♦construction  account. 

Lydon  &  Drews  Company  (By-pass,  Chicago  River) $12,258  12 

Lydon  &  Drews  Company  (By-pass,  Chicago  River) '. 7,972  56 

Lydon  &  Drews  Company  (Chicago  River  improvement) 4,156  25 

Lydon  &  Drews  Company  (Lalce  Front  Parii  filling) 4,000  00 

Griffiths  &  McDermott  (By-pass,  Chicago  River) 6,188  89 

Griffiths  &  McDermott  (By-pass,  Chicag6  River) 2,552  93 

McArthur  Bros.  Company  (Eight-traclc  Bridge) 14,158  12 

McArthur  Bros.  Company  (Eight-track  Bridge) 12,881  82 

Hayes  Bros,  et  al.  (Sec.  O,  November  16,  1899) 1,215  20 

Hayes  Bros,  et  al.  (Sec.  N.  November  16,  1899) 2,565  63 

Christie  &  Lowe  (Sec.  K,  November  16^  1899) 282  00 

Backiey  &  Peterson  (Beq.  8,  Lemont  Subway^ : 2,681  88 

Heldmaier  &  Neu  ( Sec.  17,  Towpath  Bridge ) 425  78 

Heldmaler  &  Neu  (Sec  17,  crib  and  pumping) 1,024  66 

Heldmaier  &  Neu  (Sec.  17,  November  16, 1899) 7,520  63 

Gahan  &  Byrne  (Sec.  18,  November  16, 1899) 20,888  66 

The  Toledo  Bridge  Company  (Belt  Railway  Bridge) 58,000  00 

The  Toledo  Bridge  Company  ( Belt  Railway  Bridge) 295  31 

The  J.  G.  Wagner  Company  (Jefferson  Street  Bridge) 2,476  25 

William  Keough  (repairing  crib  at  Joliet) 500  00 

Shepard  Stone  Company  (connecting  clay  pockets) 418  39 

Isham  Randolph  (Sec.  O,  sluice,  etc.^ 870  53 

Lydon  &  Drews  Company  (account  reserve  percentage,  By-pass) 20,000  00 

Grand  total 


65  40 


1177,217  91 
$180,732  60 


*To  be  paid  by  warrants,  with  Interest  coupons  attached,  drawn  against  the  Tax  Levy  for  1890. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenwpck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Mallette,  Smyth 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.    1108.      Clerical    Department 
(Qle  boxes  and  fittings) $22  00 

Mr.  Smyth,  seconded  by  Mr.  Braden- 
moved  that  Requisition  No.  1108,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and 
Wenter— eight.     Nays — none. 


Upon  this  result  the  President  de- 
clared the  motion  carried. 

REPORT  IN  REFERENCE  TO  DBLIVERT  OF 
DEED  FOR  CERTAIN  LANDS  TO  THE 
ECONOMY  LIGHT  AND  POWER  COMPANY. 

The  Clerk  presented  and  read  a  report 
from  himself  setting  forth  the  delivery 
of  a  deed  for  certain  lands  to  The  Econ- 
omy Light  and  Power  Company,  in 
accordance  with  the  action  of  the  Board 
at  the  meeting  held  November  8,  18M, 
(page  6116  of  Proceedings). 

By  unanimous  consent,  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

"Ghicaoo,  November  dO,  1899. 

To  Vie  HbitorabUi  tJie  Board  of  Tru»Ua  ofVu 
Sanitary  District  of  Chicago: 

Gentlemen— I  have  the  honor  to  re- 
port that  pursuant  to  instructions  con- 
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tained  in  the  report  of  the  Committee  on 
Engineering,  adopted  by  your  Honor- 
able Body  at  its  meeting  held  November 
8, 1899  (page  6116  of  the  Proceedings)  your 
President  and  Clerk  executed  and  deiiy- 
ered  deed  transferring  the  land  described 
in  said  report  to  the  Economy  Light  and 
Power  Company  of  Joliet,  Illinois. 

Respectfully  submitted, 

Joseph  F.  Haas, 

Clerk.'' 
(One  enclosure). 

REPORT    IN    REFBRENOB     TO     CAPACnT 
AND  VELOCITY  OF  CHICAGO  RIVER. 

The  Clerk  presented  a  report  from 
the  Chief  Engineer  transmitting  a 
communication  from  Thomas  T.  John- 
ston, Consulting  Engineer,  in  reference 
to  the  capacity  and  velocity  of  the  Chi- 
cago River;  said  communication  being 
accompanied  by  an  illustrative  chart  in 
reference  to  the  matter. 

By  unanimous  consent  the  report  and 
accompanying  communication  were  or- 
dered printed  and,  with  chart,  placed  on 
file. 

The  following  is 

THB  REPORT: 

"Chioaoo,  November  22, 1899. 

To  the  Hononibie,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  : 

Gentlbmbn — I  submit  herewith  com- 
munication received  from  Mr.  Thomas 
T.  Johnston,  Consulting  Engineer,  and 
his  report  upon  and  discussion  of  the 
capacity  of  the  Chicago  River;  also  the 

Erofile  and  velocity  chart  which  he  has 
ad    prepared  to   accompany  the   said 
report 

Respectfully  submitted, 


(Signed) 


ISHAM  Randolph, 
Chief  Engineer,** 


The  following  is 

THE     COMMUNICATION    PROM    THE    CON- 
SULTING ENGINEER : 

Chicago,  Nov.  18,  1899. 

Mr,  Isham  Randolph,  Chief  Engineer: 

Dear  Sir — The  enclosed  discussion  of 
the  '^Capacity  of  the  Chicago  River*'  has 
been  prepared  in  obedience  to  your  re- 


quest, and  is  respectfully  submitted  for 
your  consideration. 

Yours  very  respectfully, 
(Signed)  Thos.  T.  Johnston, 

Consulting  Engineer.^ 


<i 


CAPACITY  OF  THB  CHICAGO  RIVER. 


The  Chicago  River  and  its  various 
branches  constitute  a  system  of  artificial 
navigable  waters  developed  from  mere 
rivulets  at  the  expense  of  the  cittsens  of 
Chicago.  Step  by  step  this  develope- 
ment  has  been  made  during  the  past 
sixty  years  until  now  these  waters  play 
a  part  of  importance  in  the  commerce  of 
the  world.  The  last  and  most  radical 
step  is  a  consecjuence  of  the  work  of  the 
Sanitary  District  of  Chicago,  whereby 
the  dangerous  influence  of  floods  have 
been  eliminated,  and  the  southerly 
branches  for  a  distance  of  six  miles  from 
Lake  Michigan  have  been  given  a  navi- 
gable depth  of  twenty  feet  and  a  width 
suitably  increased  at  the  places  where 
the  river  was  formerly  too  narrow  for 
navigation  by  large  boats,  and  whereby 
the  river  has  been  made  a  link  in  a 
waterway  between  the  Great  Lakes  and 
the  Mississippi  Valley.  It  would  seem 
strange  if,  in  return  for  these  great  im- 

Erovements,  any  attempt  should  be  made 
y  means  of  legal  quibbles  or  factious 
opposition  to  deprive  the  City  of  any  of 
its  natural  rights  of  drainage  through 
the  risers. 

Previous  to  the  excavation  of  the 
works  of  the  District  the  flood  waters  of 
the  Des  Plaines  River  flowed  through 
the  river  not  only  to  the  detriment  of 
navigation  for  weeks  at  a  time,  but  even 
to  the  extent  of  menacing  the  safety  of 
ships  and  life. 

Not  many  years  ago  a  flood  occured 
which  destroyed  ships  and  bridges  and 
caused  great  damage.  As  late  as  1892  a 
flood  completely  stopped  navigation  for 
a  period  of  some  days  and  caused  ma- 
terial inconvenience  on  a  number  of 
other  days.  The  works  of  the  District 
have  rendered  recurrence  of  such  floods 
impossible,  and  but  for  these  same 
works  it  would  only  be  a  question  of 
time  until  a  disaster  similar  to  that  of 
1849  did  great  damage  to  ships  and 
other  property. 

Furthermore,  while  they  have  in- 
creased the  capacity  of  the  river  for  the 
flow  of  of  water  they  have  also  increased 
its  capacity  for  navigation. 

The   United  States  Government  has 
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within  the  last  three  years  made  its  first 
expenditure  for  the  river  for  improving 
navigation,  and  for  this  purpose  deemed 
a  depth  of  seventeen  (17)  feet  sufficient, 
but  the  District  has  increased  the  depth 
to  twenty  (20)  feet,  thus  enabling  the 
passage  of  the  largest  lake  steamers 
when  the  proper  authorities  have  low- 
ered the  several  tunnels  beneath  the 
river. 

When  the  District  undertook  its  works 
in  the  river  there  was  an  available  navi- 
gable depth  of  about  twelve  (12)  feet  at 
Kobey  Street,  which  increased  gradually 
to  an  available  depth  of  about  seventeen 
(17)  feet  at  Lake  Street.  The  river  was 
not  navigable  for  any  material  distance 
for  the  larger  boats.  Now  there  is  an 
available  navigable  depth  of  at  least 
twenty  (20)  feet,  enabling  the  passage  of 
the  larger  boats  throughout  the  whole 
distance  of  six  miles  from  the  lake. 
This  improvement  is  illustrated  upon  the 
accompanying  drawing  showing  the  old 
and  new  levels  of  the  river  bottom.  The 
illustration  is  not  complete,  however, 
because  the  extreme  depth  under  the  old 
condition  is  shown  which  is  deeper  than 
the  old  available  depth,  whereas  the  new 
depth  shown  is  the  available  depth  now 
existing,  except  at  a  few  localities. 

Another  drawing  herewith  shows  the 
places  where  the  river  has  been  widened, 
thus  permitting  the  passage  of  boats 
where  they  could  not  pass  at  all  before. 

The  condition  of  the  river,  when  the 
flow  contemplated  by  the  District  has 
come  into  existence,  in  relation  to  facili- 
tating drainage  and  navigation  may  be 
considered  under  two  heads  as  follows: 

Ist.  The  physical  conditions  that  will 
have  existence  on  account  of  the  flow. 

2nd.  The  influence  the  flow  will  have 
upon  navigation. 

The  flow  will  be  800,000  cubic  feet  per 
minute,  and  as  a  consequence  there  will 
be  a  slope  of  the  water  service  from  the 
lake  to  Robey  Street  as  well  as  the.  veloc- 
ity of  current.  When  the  floods  of 
1892  occurred  and  the  Desplaines 
River  emptied  into  Lake  Michigan 
through  the  river,  an  event  which  can 
never  occur  again,  as  before  explained, 
the  District  was  fortunate  in  having  an 
organization  skilled  in  measuring  the 
slopes  of  water  surface,  the  velocities  of 
current  and  the  magnitude  of  flow. 
Many  observations  were  made  determin- 
ing all  these  things,  when  the  magni- 
tude of  flow  was  nothing  or  520,000 
cubic  feet  per  minute,  or  any  magnitude 
between  these  limits.    The  records  of  all 


this  work  are  in  the  files  of  the  District. 
It  was  observed  that  when  the  flow  was 
300,000  cubic  feet  per  minute,  the  water 
surface  at  Robey  Street  was  two  and 
one- half  feet  higher  than  at  Lake  Mich- 
igan, and  sloped  quite  uniformly  be- 
tween the  two  points.  The  depth  and 
width  and  velocity  of  current  was  at  the 
same  time  determined  at  all  points 
along  the  river,  so  that  all  the  condi- 
tions existing  in  passing  from  Robey 
Street  to  the  lake  became  known.  The 
river  has  since  been  widened  and  deep- 
ened and  corrected,  so  that  passing 
in  the  reverse  direction  from  the  lake  to 
Robey  Street,  then,  if  the  slope  of  water 
surface  be  two  and  one- half  feet,  the 
depths  and  widths  will  materially  ex- 
ceed those  which  under  similar  circum- 
stances were  found  to  exist  in  the  re- 
verse direction  in  1892.  It  follows, 
therefore,  that  more  than  800^000  cubic 
feet  per  minute  will  now  flow  through 
the  river  if  the  declivity  of  water  sur- 
face be  as  much  as  two  and  one-half 
feet  between  the  points  in  question.  In 
fact,  so  much  more  that  it  is  calculated 
that  if  the  flow  be  800,000  cubic  feet  per 
minute  the  declivity  of  water  surface 
will  be  but  two  feet.  It  follows,  also, 
that  the  velocity  of  current  will  be  less 
than  existed  in  1892,  when  800,000  cubic 
feet  per  minute  was  flowing.  It  may, 
therefore,  be  regarded  as  an  established 
fact  that  the  river  will  have  a  capacity 
for  flow  in  excess  of  800,000  cubic  feet 
per  minute.  The  physical  conditions 
which  will  have  existence  when  this  flow 
happens  will  be  the  declivity  of  water 
surface,  the  depth,  the  width  and  the 
velocity  of  current.  As  far  as  drain- 
age is  concerned,  these  will  all  have 
entirely  satisfactory  dimensions.  A 
drawing  herewith  shows  the  velocity 
the  current  will  have  from  point  to 
point.  A  report  formerly  made  by  the 
Chief  Engineer  explains  in  detail  the 
method  used  in  determining  the  char- 
acter of  the  works  which  have  been  ex- 
cavated in  the  river  to  bring  about  the 
flow  in  question. 

The  influence  the  flow  will  have  upon 
navigation  will  depend  upon  the  result- 
ing depth,  width  and  velocity  of  cur- 
rent, compared  with  the  depth,  width 
and  velocity  of  current  that  has  had 
previous  existence.  Some  critics  have 
failed  to  recognize  that  a  comparison  of 
this  nature  is  involved,  and  have  con- 
cluded that  the  depth,  width  and  velocity 
of  current  will  not  be  satisfactory  when 
the  flow  in  question  has  existence.  Even 
if  this  conclusion  be  correct,  it  is  no 
fault  of  the  District.  The  real  question 
is  as  to  what  the  state  of  affairs  will  De 
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under  the  new  conditions  compared  with 
what  they  were  under  che  old  conditions. 
The  complete  cesnation  of  navigation  in 
the  morning  and  eTening  hours  due  to 
the  laws  prohibitinf;  the  moving  of 
bridges  at  those  hours  will  have  exist- 
ence after  the  flow  in  question  takes 
place,  but  it  will  not  be  the  fault  of  the 
District,  and  is  therefore  not  pertinent. 
The  same  statement  holds  true  in  refer- 
ence to  any  additional  bridges  that  may 
be  constructed  and  to  increased  trafiSc 
over  existing  bridges,  ^he  fact  of  the 
matter  is  that  depth  and  width  of  the 
river  will  be  decidedly  more  satisfactory 
than  previously  as  a  result  of  the  work 
of  the  District.  The  velocity  of  current 
18  the  only  other^  element  to  be  consid- 
ered, and  IS  the  only  question  in  contro- 
versy. In  some  important  respects  it 
will  be  materially  less  than  under  former 
conditions,  and  m  some  respects  more. 
In  so  far  as  it  will  be  less,  the  works  of 
the  District  have  produced  a  desirable 
and  satisfactory  result,  and  it  will  be  less 
at  times  when  the  works  of  the  District 
prevent  Desplaines  River  floods  from 
flowing  through  the  river.  In  so  far  as 
it  will  be  greater  the  result  will  be  un- 
satisfactory in  a  greater  or  less  degree. 
The  question  is.  therefore,  reduced  to 
the  magnitude  of  the  undesirable  influ- 
ence that  will  be  exerted  at  those  times 
when  the  velocity  of  current  will 
be  greater  than  would  have  had  exis- 
tence under  the  old  conditions.  It  must 
be  borne  in  mind  that  any  undesirable 
influence  of  this  kind  is  off-set  in  a 
greater  or  less  degree  by  the  satisfactory 
results  that  will  come  from  the  greater 
depth  and  width  and  the  diminution  of 
velocity  of  current  in  flood  times. 

The  fact  that  navigation  is  completely 
blocked  during  certain  morning  and 
evening  hours  when  the  movement  of 
bridges  is  prohibited,  and  the  fact  that 
new  bridges  are  from  time  to  time 
erected  across  the  river,  establinhes  the 
principle  that  even  though  the  mainte- 
nance of  conditions  favorable  to  naviga 
tion  is  of  great  importance,  still  it  must 
suffer  some  inconvenience  in  favor  of 
other  public  uses  of  the  river.  The  pres- 
ervation of  the  public  water  supply  and 
the  proper  draiiisge  of  the  ciiy  would 
seem  to  be  proper  things  for  which  the 
interests  of  navigation  may  be  called 
upon  to  suffer  some  inconvenience. 
Why  not  further  improve  the  river  and 
reduce  the  inconvenience  to  a  mini- 
mum?, may  he  asked.  Why  not  put  the 
streets  under  the  river  in  tunnels  and 
avoid  the  inconvenience  of  bridges?, 
may  be  asked  in  reply.  As  a  matter  of 
fact  it  is  proper  that  the  several  interests 


should  give  and  take  in  the  matter  of 
inconvenience.  The  District  has  given 
in  every  particular  except  the  matter  of 
increased  velocity  of  current  at  certain 
times,  and  this  latter  the  navigation  in- 
terest should  give  m  a  reasonable  degree. 
What  is  this  reasonable  degree?  The 
velocity  of  current  which  navigation 
interests  may  tolerate  varies  according 
to  attending  circumstances.  In  larore 
streams  a  velocity  of  current  of  seven 
and  eight  miles,  or  even  more,  an  hour 
is  successfully  navigated.  When  the  law 
creating  the  Sanitary  District  of  Chicago 
was  framed  the  question  of  naviga- 
gability  was  considered  and  debated  at 
length,  with  the  result  that  it  was  deter- 
mined that  a  velocity  of  current  of  three 
(3)  miles  per  hour  would  be  satisfactory 
in  a  channel  160  feet  wide  and  18  feet 
deep. 

When  this  District  devised  its  works  in 
the  Chicago  River,  a  general  velocity  of 
less  than  one  and  one- quarter  miles  per 
hour  was  contemplated,  the  width  of  the 
river  being  generally  from  140  to  180  feet 
Wide  and  the  depth  20  feet,  or  about  the 
dimensions  contemplated  in  the  law  for 
the  Main  Channel  of  the  Sanitary  Dis- 
trict. 

The  Illinois  and  Michigan  Canal  is  very 
much  smaller,  and  is  navigated  with 
great  freedom  with  a  velocity  of  current 
of  about  one  (1)  mile  per  hour.  These 
velocities  of  current  are,  of  course,  those 
which  have  existence  when  no  boats  are 
in  the  river. 

The  experience  of  the  Illinois  and  Mich- 
igan Canal,  from  60  to  90  feet  wide  and 
about  8  feet  deep,  with  a  velocity  of  cur- 
rent about  one  (1)  mile  per  hour,  and 
nevertheless  freely  navigable  even  when 
the  movmg  boats  pass  other  boats  tied  at 
bank,  and  even  though  the  boats  in  use 
occupy  a  relatively  large  proportion  of 
the  cross  section  of  the  stream,  and  even 
though  up-stream  boats  in  the  shape  of 
tows  pass  down-stream  boats  Rimilarly 
arranged,  would  seem  to  demonstrate 
that  a  general  velocity  of  about  one  and 
one- quarter  {\}ji)  miles  per  hour  would 
give  no  material  mconveuience  to  the  im- 
proved Chicago  River. 

It  has  been  suggested  that  many  boats 
may  be  at  dock  in  the  river,  and  thus 
diminish  the  available  area  of  the  river 
for  the  flow  of  water.  This  would  not 
be  the  condition  continuously  aloiif^  the 
line  of  the  river,  and  where  it  did  occur 
the  velocity  met  at  that  particular  point 
wouM  be  in  general  let-s  than  two  miles 
per  hour.  It  cannot  be  held  that  occa- 
sional points  of  velocity  of  current  ex- 
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ceeding  the  figures  above  given  v^ill  be  the 
eource  of  unreasonable  inconvenience. 

The  tying  of  idle  boats  to  dock  may 
easily  be  subject  to  police  regulation, 
just  as  the  needless  obstruction  of  city 
streets  by  idlers.  The  Drainage  Canal 
furnishes  ample  and  commodious  room 
for  the  harboring  of  waiting  vessels. 
The  Illinois  and  Michigan  Canal  affords 
sufficient  experience  to  show  that  no  un- 
reasonable inconvenience  need  result 
from  the  fact  that  boats  may  be  at  dock 
from  point  to  point  along  the  river. 

It  has  been  suggested  that  boats  may 
get  jammed  in  the  river  and  block  it  so 
that  flow  cannot  take  place  freely.  This 
is  again  a  matter  of  police  regulation 
under  the  direction  of  the  harbor  master 
who  exists  for  just  such  purposes. 
Furthermore,  a  boat  so  poorly  navigated 
as  to 'get  in  such  trouble  might  properly 
be  punished.  However,  a  jam  of  dam- 
aging character  would  be  a  remote  con- 
tingency. Any  boat  that  can  pass  over 
the  tunnels  under  the  river,  and  the  Dis- 
trict is  under  no  obligatiouR  whatever  to 
provide  against  deeper  boats,  would 
always  have  four  feet  of  water  under 
Jceel  so  that  a  jam  of  damaging  char- 
acter could  hardly  come  into  existence, 
and  if  a  jam  should  occur  it  would  be  an 
«a8y  matter  to  dissolve  it.  The  velocity 
of  current  would  not  anywhere  be  such 
as  to  carry  a  properly  managed  boat 
against  dock  or  bridge  protection  with 
dangerous  force. 

The  exact  degree  in  which  the  pro- 
posed velocity  of  current  in  the  river 
may  be  objectionable  is  not  of  a  nature 
that  can  be  calculated  with  mathemati- 
cal accuracy,  and  critics  have,  therefore, 
sonie  room  in  which  to  work.  Ex- 
perience in  navigating  against  velocities 
of  current  of  magnitudes  hereinbefore 
mentioned  will  not  generally  be  taken  to 
indicate  that  the  proposed  velocity  of 
current  will  cause  unreasonable  incon- 
venience, and  in  view  of  the  great  bene- 
fits the  works  of  the  District  confer  on 
navigation  in  other  particulars  the  Dis- 
trict is  entitled  to  the  benefit  of  any 
small  doubt  there  may  be. 

The  influence  of  the  velocity  of  current 
in  the  river  on  navigation  is  very  much 
like  the  influence  of  grades  in  railways 
on  traflic  thereon.  Steep  grades  are  objec- 
tionable, but  the  lighter  grades  may  be  in- 
creased somewhat  without  any  material 
inconvenience.  And  it  has  actually 
happened  that  the  District,  in  adjusting 
its  difference  with  several  railroads  has 
created  in  ihem  steeper  grades  than  pre- 
viously existed  without  being  called 
upon  to  make  any  corresponding  com- 


pensation. What  the  District  has  done 
to  the  river  has  been,  figuratively,  to 
take  out  the  steep  and  objectionable 
grades  (Desplaines floods,  shallow  depths 
and  narrow  widths)  and  somewhat  in- 
creased the  light  grades  (increased  ve- 
locity of  current  somewhat).  No  un- 
reasonable inconvenience  will  result. 

The  United  States  Government  holds 
jurisdiction  over  the  Chicago  River,  and 
Its  officials  stand  ready  to  peimita  ve- 
locity of  about  one  and  one-fourth  miles 
per  hour  in  the  river.  The  essence  of 
this  permission,  as  may  be  readily  dis- 
covered by  reading  the  correspondence 
in  the  matter,  is  that  the  consequences 
of  the  flow  of  800,000  cubic  feet  per 
minute  shall  not  cause  any  material  in- 
convenience to  navigation. 

The  river  has  differing  widths  from 
point  to  point,  and  the  velocity  of  cur- 
rent will  vary  from  point  to  point  ac- 
cord iuRly,  so  that  any  expression  of  the 
magnitude  of  velocity  of  current  must 
have  necessarilly  a  general  meaning.  An 
occasional  point  where  the  velocity  of 
current  is  greater,  would  not  operate  to 
cause  unreasonable  inconvenience  if  the 
essence  and  merits  of  the  correspondence 
is  to  be  the  guide.  If  a  technical  ad- 
vantage is  to  be  taken  of  the  exact  word- 
in  sr  of  the  correspondence,  then  it  is  a 
different  matter  and  can  be  corrected  by 
having  the  Government  officials  re- word 
their  correspondence  so  as  to  fit  the  in- 
tent thereof  accurately. 

It    may    be    noted    that   any   incon- 
venience   the   velocity  of  current  may 
cause  will  not  be  of  a  permanent  char- 
acter.    Undoubtedly  the  river  will  from 
time  to  time  be  improved  in  the  future 
as  it    has     been    in    the  past    and    its 
condition     be    made    better.      This    is 
not    for    the     District     to    undertake. 
The    obligation    of    the    District    is  to 
provide  that  its  works  leave  the  river  in 
as  good   or  k)etter  condition,  all  things 
conpidered,  as  it  was  before  the  work 
was  undertaken,  and  this  it  has  amply 
done.      Let  the  future  improvements  go 
on.     Viewed  in  this  way,  the  reasonable 
inconvenience  to  which  navigation  may 
be  subjected  temporarily  will  be  elim- 
inated as  time  goes  on,  and  therefore 
any  criticism  that  may  embarrass  the 
District    will    be    correspondingly    un- 
reasona  ble.     Embarrassment  of  this  kind 
will  not  be  so  annoying  on  account  of 
any  expense  it  might  involve  from  still 
further  improving  the  river,  but  on  ac- 
count of  the  delay,  the  prolonged  U9e  of 
bad  water  and  loss  of  life  attending  poor 
drainage. 

(Accompanied  by  chart.) 
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MONTHLY   REPORT  FROM   LAW   DBPART- 

MENT. 

The  Clerk  presented  a  report  from  the 
Law  Department  for  the  month  of 
October,  1899,  which,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT. 

"Chicago,  November  18,  1899. 

To  the  Honorable,  the  Board  of  Trustees  of  t?t/S 
Sanitary  District  of  Chicago: 

Gentlemen—  I  have  the  honor  to 
transmit  the  report  of  the  Law  Depart- 
ment for  the  month  of  October,  A.  D. 

1899. 

The  following  are  the  expenses  of 
the  Law  Department. 

QENBRAL  EXPENSES. 

Legal  services .• $  1,090  67 

Books  and  stationery. ...  22  00 

Expense  account.  .^ 981  27 


$  2,098  94 


LAND  ACCOUNT. 

Rent   of    By-pass    (Chi- 
cago River) 


%  1,500  00 


Total  expense  for  October,  1899.$  8,593  94 


The  following  seven  cases  were  begun 
during  the  month: 

City  of  Joliet  vs.  The  Sanitary  District 
of  Chicago  and  J.  Phee,  No.  17,807  in 
the  Circuit  Court  of  Will  County.  This 
is  a  bill  for  an  injunction  to  restrain  the 
Sanitary  District  of  Chicago  from  re- 
moving the  bridges  across  the  Desplaines 
River  at  Cass  and  Jefferson  Streets. 
This  case,  together  with  the  injunction 
suit  involving  the  same  matters  insti- 
tuted by  the  Sanitary  District,  have  been 
adjusted;  and  a  stipulation  has  been 
entered  into  providing  that  both  bills  be 
dismissed. 

Susie  Garrett  vs.  The  Sanitary  District 
of  Chicago,  in  the  Circuit  Court  of  Cook 
County.  This  is  an  appeal  from  a  judg- 
ment entered  by  a  Justice  of  Peace  for 
$119.40,  for  the  services  of  plaintiff  as 
stenographer,  in  the  case  of  McGuiri  vs. 
The  Sanitary  District,  in  the  Appellate 
Court. 

Edward  Borneman  vs.  Andrew  Blaine 
et  al..  No.  199,728,  in  the  Circuit  Court  of 
Cook  County.  This  is  a  bill  to  foreclose 
a  trust  deed  on  certain  premises  in  which 
the  Sanitary  District  has  no  interest,  and 
a  default  will  be  entered  against  it. 


In  the  case  of  Joseph  Kompere  vs. 
The  City  of  Joliet,  in  the  Circuit  Court 
of  Will  County,  the  Sanitary  District 
was  notified  to  protect  the  interests  of 
the  defendent.  This  is  being  done-  by 
Heldmaier  &  Neu,  contractors. 

In  the  case  of  George  F.  Fagan  vs. 
Edward  J.  Coen,  No.  199.482  in  the  Cir- 
cuit Court  of  Cook  County,  the  Attor- 
ney was  instructed  to  represent  the  in- 
terests of  the  defendant. 

The  Sanitary  District  of  Chicago  vs. 
Ricker,  Lee  &  Co. ,  the  American  Surety 
Company  of  New  York,  et  aL.Gen.  No. 
199.918,  in  the  Circuit  Court  of  Cook 
County.  This  is  a  suit  in  debt  for  $75,- 
000.00,  damages  $40,000.00  on  the  bond 
of  the  said  contractors  for  refusing  to 
finish  the  work  re(^uired  to  be  done  un- 
der their  contract. 

The  People  of  the  State  of  Illinois  vs. 
The  Sanitary  District  of  Chicago,  in  the 
Circuit  Court  of  Will  County,  was  re- 
moved to  the  Circuit  of  the  United 
States  for  the  Northern  District  of  Illi- 
nois. This  is  a  bill  for  an  injunction  to 
restrain  the  Sanitary  District  from  re- 
ducing the  water  level  of  the  Illinois 
and  Michigan  Canal  on  the  Summit 
level.  An  order  was  entered  in  the  up- 
per Court  allowing  the  complainant  to 
file  a  transcript  of  the  record  of  the 
lower  court,  and  setting  the  motion  to 
remand  for  hearing  on  November  8, 1899. 

In  the  case  of  John  Angus  vs.  George 
A.  Gindele,  Gen.  No.  165,190  in  the  Cir- 
cuit Court  of  Cook  County,  the  Master's 
report  and  findings  were  unfavorable  to 
the  Sanitary  District,  and  a  perpetual 
injunction  was  entered  restraining  the 
District  from  removing  certain  railroad 
iron  on  Section  **E." 

In  the  case  of  Mason,  Hoge,  King  & 
Co.  vs.  James  Roddick,  Clerk,  and  the 
Sanitary  District  of  Chicago,  in  the  Su- 
preme Court  of  Illinois,  an  opinion  was 
rendered  reversing  the  decision  of  the 
jAppellate  Court,  and  holding  that  a  writ 
of  mandamus  should  not  be  granted  re- 
quiring the  Sanitary  District  to  pay  cer- 
tain allowances  to  the  petitioner,  unless 
the  petitioner  first  executed  the  required 
receipts. 

In  addition  to  the  above,  the  regular 
routine  work  of  the  office  and  the  gen- 
eral care  of  the  matters  in  its  charge  has 
occupied  the  time  of  the  Department 
during  the  month. 

Respectfully  submitted, 

(Signed)  Chables  C.  Gilbert, 

ilttornev." 
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RBPORT  IN  RBFBRBNCB  TO  COMPLBTION 
OF  CONTRACT  FOR  SUPBRSTRUCTURB 
FOR  C.  T.  T.  R,  R.  OO.'S  BRIDQB,  CROSS- 
ING THB  DBSPLAINB8  RIYBR  NBAR 
WBST  BND  OF  SBCTION  B. 

Mr.  Smyth,  ChairmaD,  preeented,  and 
the  Clerk  read,  a  rei)ort  from  the  Com- 
mittee on  En^neering  in  reference  to, 
and  accompanied  by,  the  final  certificate 
of  the  Chief  Engineer  as  to  the  com- 
pletion of  the  contract  with  the  Wis- 
consin Bridge  and  Iron  Company  for  the 
superstructare  for  the  C.  T.  T.  R.  R. 
Co.'s  bridge,  crossing  the  Deeplaines 
River  near  west  end  of  Section  E;  the 
report  recommending  that  the  President 
and  Clerk  of  the  District  be  directed  to 
make  payment  upon  said  final  certifi- 
cate, in  the  usual  manner,  in  the  sum  of 
$8,927.20,  upon  the- execution,  by  said 
contractor,  of  a  receipt  in  full  of  all 
claims  or  demands. 

Mr.  Smyth,  seconded  by  Mr.  Carter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  rollHudl  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly,  Smyth  and 
Wenter — eight     Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THB  RBPORT: 

■'Chicago,  November  22, 1899. 

To  the  Simorable^  the  Board  of  Truetees  of  the 
Sanitary  District  of  Chicago' 

Gbntlbmbn— The  Committee  on  Engi- 
neering reports  that  the  Committee  has 
had  under  consideration  the  final  certifi- 
cate of  the  Chief  Engineer  of  the  District 
in  favor  of  The  Wisconsin  Bridge  and 
Iron  Company  for  the  work  done  by  it 
under  its  contract  with  the  District, 
dated  August  22,  1898,  for  the  erection 
of  the  superstructure  of  the  Chicago  Ter- 
minal Iransfer  Railroad  Company's 
bridge  across  the  Desplaines  Ri^er  on 
Section  **E.''  That  the  Committee  has 
fully  considered  the  subject  matter  of 
said  final  certificate,  and  recommends  as 
folio  v»s: 

That  the  President  and  Clerk  of  the 
District  be  authorized  and  directed  to 
make  payment  upon  said  final  certificate, 
in  the  usual  manner  in  which  payments 
are  made,  in  the  sum  of  twenty-nine 
hundred  and  twenty-seven  dollars  and 
twenty  cents  ($2,927.20),  the  sum  found 
to  be  due  in  said  final  certificate,  upon 


the  execution  by  said  contractor,  in 
favor  of  the  District,  of  a  receipt  in  f uU, 
releasing  it  from  any  and  all  claims  or 
demands  of  whatsoever  kind  or  nature. 
Attached  herewith  is  said  final  certifi- 
cate. 

Respectfully  submitted, 

(Signed)  Thomas  A.  Smtth, 

Chairman. 

Jo8.  C.  Bbadbn, 

Z.  R.  Cabtbr, 

FBA.NK    WbNTBB, 

b.  a.  eckhabt, 
Thomas  Kbllt, 

ALBX.  J.  JONBS, 

Wm.  Boldbnwbck, 
Committee  on  £ngineering.*^ 


The  following  is 

THB  FINAL   CBRTIFICATB  OF  THB   CHIBF 

BNGINBBR: 

"Chic AGO,  November  21, 1899. 

To  tfie  Honorable,  the  Board  of  Trueteee  of  the 
Sanitary  District  of  Chicago: 

Gbntlbmbn— I  hereby  certify  that  the 
Wisconsin  Bridge  and  Iron  Company 
has  completed  the  erection  of  the  super- 
structure of  the  C.  T.  T.  R.  R.  Co.*s 
Bridge  across  the  Des  Plaines  River  on 
contract  Section  '*E"  in  accordance  with 
the  terms  of  its  contract  with  the  Sani- 
tary District  of  Chicago,  dated  August 
22, 1898,  to  the  full  satisfaction  of  the 
Chief  Engineer. 

This  certificate  is  given  subject  to  any 
unaccrued  or  unmatured  obligations 
imposed  by  the  contract. 

The  condition  of  the  contract  is  as 
follows: 

Contract  price  for  superstruc* 

ture,  comi>lete |7,S18  00 

Amount    paid    on    previous 

vouchers 4,S90  80 

Amount  due  and  unpaid. .  $2,927  20 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer." 

RB80LUTI0N  IN  RBFBRBNCB  TO  MAJOR  W. 
L.  MARSHALL,  CORPS  OF  BNGINBBBS, 
U.  S. 

Mr.  Wenter  presented  and,  seconded 
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by  Mr.  Eckharfc,  moved  the  adoption  of 
the  following 

RESOLUTION: 

"Whsrbas,  It  has  been  publicly  an- 
nounced that  Major  W.  L.  Marshall, 
Ck>rp8  of  Engineers,  U.  S.,  for  many 
jrears  representing  the  War  Department, 
m  charge  of  the  Government  works  in 
Chicago  and  vicinity,  is  to  be  transferred 
to  the  new  field  of  usefulness  offered  by 
New  York  Harbor  and  the  military  en- 
gineering works  of  the  district  of  which 
said  harbor  forms  a  part: 

Therefore  it  is  fitting  that  this  Board 
of  Trustees  give  expression  to  the  esteem 
in  which  Major  Marshall  is  held  by 
them.  In  him  we  recognize  an  officer  of 
marked  professional  ability,  a  man  who 
always  nas  the  courage  of  his  convtc* 
tions  and  one  of  sincere  and  honest  pur- 
pose to  do  what  he  believes  to  be  right. 

While  the  enterprise  which  we  have 
had  in  charge  has  not  had  his  approval, 
for  reasons  which  he  has  always  frankly 
avowed,  yet  he  has,  since  its  prosecution 
was  determined  upon,  given  us  a  manly 


support  in  all  matters  in  which  we  have 
invoked  his  aid.  To  our  officers  he  has 
always  been  courteous  and  helpful,  and 
they  and  we  shall  follow  him  to  his  new 
field  of  usefulness  with  the  most  kindly 
feeling  and  the  heartiest  wishes  for  his 
prosperity  and  success. 

Besolved,  That  a  copy  of  these  resolu- 
tions be  engrossed  and  transmitted  to 
Major  Marshall  and  that  they  be  printed 
in  the  Proceedings  of  this  Body." 

The  motion  prevailed  unanimously  and 
the  President  declared  the  resolution 
adopted. 


ADJOURNMENT. 

On  motion  of  Mr.  Wenter,  seconded 
by  Mr.  Kelly,  the  Board  then  ad- 
journed. 


I 


^£^ 


Clerk. 
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—OF    THB— 


Board  of  Trustees 


—OF    THE— 


.  Sanitary  District  of  Chicago. 


NOYEMBER  28.  1899. 


OPPICIAL  RECORD. 

PubtUhed  by  authority  of  the  Board  of  Tru$- 
tern  of  the  Sanitary  District  of  Chicago, 


SPECIAL  MEETING. 

A  special  meeting  of  the  Board  of 
Tnisteee  of  the  Sanitary  District  of  Chi- 
cago was  held  in  the  rooms  of  the  Board, 
Security  Building,  Tuesday,  November 
28, 1899,  at  2  o'clock  P.  M.,  pursuant  to 
call. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Jones,  Kelly  and  Smyth — 
six  members,  were  present. 

President  Boldenweck  then  called  the 

Board  to  order. 

* 

CALL  FOR  MEETING. 

The  Clerk  then  read  the  call  for  the 
meeting  which  is  as  follows: 

•'Chicago,  Nov.  27, 1899. 

To  the  Honorable^  the  Board  of  Trmtees  of  the 
Sanitary  District  of  Chicago: 

Gbntlvmen— At  the  request  of  Piesi- 


dent  Boldenweck,  and  in  accordance 
with  Rule  4  of  the  Rules  and  Regula- 
tions, I  hereby  call  a  special  meeting  of 
the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago,  to  be  held  in  the 
rooms  of  the  Board,  Security  Building, 
on  Tuesday,  November  28, 1899,  at  2:00 
o'clock  P.  M.,  for  the  purpose  of  con- 
sidering and  passing  upon  the  payment 
of  vouchers,  and  for  such  other  busi- 
ness as  may  properly  come  before  the 
meeting. 

Respectfully  submitted, 
(Signed)  Joseph  F.  Haas, 

ClerJ::' 


MINUTES. 

The  minutes  of  the  regular  meeting 
held  November  22,  1899,  were  approved 
as  printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Smyth. 
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VOUCHERS. 

The  Clerk  iiresented  the  foUowloe  vaucberB: 

*PAT   ROLLS. 

En^ineeriD^  Department  (Chief  Engineer's  roll,  November,  1899) $  1,250  00 

Engineerine:  Department  (Division   of   Construction  roll,  November, 

1899) 7,456  00 

Ensrineering:  Department   (Division  of  Drafting:  and  Desiipnin^   roll, 

November,  1899) 2,714  43 

Enffineering  Department  (Division  •!  Records  roll,  November,  1899)... .        754  17 

$12,174  60 

Clerical  Department  (Clerk's  roll,  November,  1899) 1,068  38 

Law  Department  ( Jollet  roll,  November,  1899) $     458  88 

Law  Dtpartment  (Attorney's  roll,  November,  1899) 1,468  88 

1,926  66 

Treasury  Department  (Treasurer's  roll,  November,  1899) 166  66 

General  Account  (General  roll,  November,  1899) $      475  00 

General  Account  (Special  roll,  November,  1899) 105  00 

General  Account  (Streams  Examination  roll,  November,  1899) 185  00 

General  Account  (Trustees'  roll,  November,  1899) 2,833  88 

3,048  83 

Maintenance  Account  (Pumping  Plant  roll,  November,  1899) $      718  75 

Maintenance  Account  (Discharge  roll,  November,  1899 ) 75  00 

TBS  75 

Police  Department  (Marshal's  roll,  November,  1899) 2,676  82 

Total $21,8^6  15 

LA.W  DBPA.RTHBNT. 

John  S.  Runnells  (services  General  Counsel,  October  and  November, 

1899) 883  34 

ENGINBEBINO  DEPARTMENT. 


W.  M.  Plantz  &  Co.  (oil) $       47  70 

*Ralph  Modjeski  (services) 64  19 


111  89 


OENBRAL    ACCOUNT. 


Adams  Express  Company  (streams  examination) $  30  76 

American  Express  Company  (streams  examination) 35  65 

^United  States  Express  Company  (streams  examination) 189  20 

'Arthur  R.  Reynolds  (streams  examination) 278  53 


484  14 


POLICE  DBPARTUENT. 

Geo.  B.  Norton  (livery) 18  50 

HELDMAIBR  &  NBU  ACCOUNT. 

♦Donald  Fraser  (inspecting  bridges) 52  50 

*  CONSTRUCTION  ACCOUNT. 

Thomas  Moulding  Company  (Eight-Track  Bridge) $  2,798  27 

Heggie  Bros,  (pumps) 56  00 

The  Marsh  &  Bingham  Company  (lumber) \ 98  79 

The  A.,  T.  &  S.  F.  Ry.  Co.  (Twenty-sixth  Street  Bridge) 86  06 

Chicago  Junction  Railway  Company  (rental  right  of  way) 60  00 

C.  T.  T.  R.  R.  Co.  (Pan-Handle  Bridge) 81  46 

C.  T.  T.  R.  R.  Co.  (Section  E  Bridge) 98  84 

C.  T.  T.  R.  R.  Co.  (Pan-Handle  Bridge) 100  00 

Gahan  &  Byrne  (Sec.  18,  extra) 190  61 

Alfred  Wenberg  (towing) 56  00 
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Barrett  Hardware  Company  (hardware) $       58  08 

The  Jollet  Gas  Li^ht  Company  (Sec.  18,  sundries) 262  53 

The  Canal  Commissioners  (concreting  clay  pockets) 104  00 

The  Canal  Commissioners  (dredge,  etc. ) 2,110  00 

H.  O.  Stone  &  Co.  (rent  warehouse) 250  00 

Joseph  F.  Haas  ( Jackson  Street  improvement) 926  90 

Joseph  F.  Haas  (concreting  clav  pockets) 1,994  01 

9,32(i  50 

Grand  total : 182,682  02 


*To  be  paid  by  warrants,  with  interest  oonpon!<  attached,  drawn  against  the  Tax  Levy  for  189P. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.     Boldenweck,    Braden,  Carter, 

Jones,    Kelly  and  Smyth — six.  Nays — 
none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.    1104,    Clerical    Department 
(typewriter,  etc.) $95  00 

Mr.  Kelly,  seconded  by  Mr.  Braden, 
moved  that  Requisition  No.  1104,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote   stood:  Yeas — 

Messrs.    Boldenweck,    Braden,  Carter, 

Jones,  Kelly  and  Smyth— six.  Nays — 
none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

PRELIMINARY  REPORT  FROM  SPECIAL 
COMMISSIONERS,  CHICAGO  DRAINAGE 
CHANNEL,  AND  REPLY. 

The  Clerk  presented  a  preliminary  re- 
port from  the  Special  Commissioners, 
Chicago  Drainage  Channel,  m  reference 
to  their  findings  as  to  the  works  of  the 
Sanitary  District,  and  also  the  reply  of 
the  Trustees  to  the  same. 

By  unanimous  consent,  the  report  and 
accompanying  reply  were  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  PRELIMINARY  REPORT : 
CHICAGO,  111.,  November  23,  1899. 

To  the  HonorabUy  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— Our    Commission,    ap- 


pointed by  Governor  Tanner  by  author- 
ity of  the  Statute  of  1889,  creating  the 
Sanitary  District  of  Chicago,  while  not 
yet  able  to  make  final  report  of  our  find* 
InSB,  yet  think  it  good  public  policy  to 
advise  your  Honorable  Board  of  some  of 
the  conclusions  reached  through  our  in- 
vestigation thus  far  made. 

We  find  that  the  Statute  of  1889 
clearly  sets  forth  two  propositions. 

First.  That  the  flow  of  water  to  be  in- 
troduced into  the  channel  to  be  con- 
structed should  be  at  the  minimum  of 
300,000  cubic  feet  of  water  per  minute, 
or  when  the  population  of  the  District 
should  be  more  than  1,500,000  inhabi- 
tants, that  the  flow  required  should  be 
20,000  cubic  feet  of  water  per  minute  for 
each  100,000  inhabitants  of  the  District. 

Second.  That  the  flow  required  should 
be  maintained  at  all  times. 

Section  20  of  the  Act  provides:  **Any 
channel  or  outlet  constructed  under  the 
provisions  of  this  act,  which  shall  cause 
the  discharge  of  sewage  into  or  through 
any  river  or  stream  of  water  beyond  or 
without  the  limits  of  the  district  con- 
structing the  same,  shall  be  of  sufficient 
size  and  capacity  to  produce  a  continu- 
ous flow  of  water  of  at  least  two  hun- 
dred cubic  feet  per  minute  for  each  one 
thousand  of  the  population  of  the  district 
drained  tnereby,  and  the  same  shall  be 
kept  and  maintained  of  such  size  and  in 
such  condition  that  the  water  thereof 
shall  be  neither  offensive  or  injurious  to 
the  health  of  any  of  the  people  of  this 
State,  and  before  any  sewage  shall  be  dis 
charged  into  such  channel  or  outlet,  all 
garbage,  d«>ad  animals,  and  parts  thereof, 
and  other  solids,  shall  be  taken  therefrom 
and  said  district  shall,  at  the  time  any 
sewage  turned  into  or  through  any  such 
channel  or  channels,  turn  into  such 
channel  or  channels  not  less  than  20,000 
cubic  feet  of  water  per  minute  for  every 
100,000  inhabitants  of  said  district,  and 
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shall   thereafter   maintain  the   flow   of 
such  qaantity  of  water." 

Section  28  provides:  "If  the  population 
of  the  district  draining  into  such  channel 
shall  at  any  time  exceed  1,500,000  in- 
habitants, such  channel  shall  be  made 
and  kept  of  such  size  and  in  such  condi- 
tion that  it  will  produce  and  maintain  at 
all  times  a  continuous  flow  of  not  less 
than  20,000  cubic  feet  of  water  per  min- 
ute for  each  100,000  of  the  population  of 
such  district  at  a  current  of  not  more 
t&an  three  miles  per  hour,  and  if  at  any 
time  the  general  government  shall  im- 
prove the  Desplaines  or  Illinois  Rivers, 
so  that  the  same  shall  be  capable  of  re- 
ceiving a  flow  of  600,000  cubic  feet  of 
water  per  minute,  or  more,  from  said 
channel,  and  shall  provide  for  the  pay- 
ment of  all  damages  which  any  extra 
flow  above  800,000  cubic  feet  of  water 
per  minute  from  such  channel  may 
cause  to  private  property,  so  as  to  save 
harmless  the  said  district  from  all  liabil- 
ity therefrom,  then  such  sanitary  dis- 
trict shall,  Within  one  year  thereafter,  en- 
large the  entire  channel  leading  into  said 
Desplaines  or  Illinois  Rivers  from  said 
district,  to  a  sufficient  size  and  capacity 
to  produce  and  maintain  a  continuous 
flow  throughout  the  same  of  not  less 
than  600,000  cubic  feet  per  minute,  with 
a  current  of  not  more  than  three  miles 
per  hour,  and  such  channel  shall  be  con- 
structed upon  such  grade  as  to  be  capa- 
ble of  producing  a  depth  of  water  not 
less  than  eighteen  feet  throughout  said 
channel,  find  shall  have  a  width  of  not 
less  than  one  hundred  and  sixty  feet  at 
the  bottom." 

Section  25  provides:  *'Any  district 
formed  hereunder  shall  have  the  right  to 
permit  territory  lying  outside  its  limits 
and  within  the  same  county  to  drain 
into  and  use  any  channel  or  drain  made 
by  it,  upon  such  payments,  terms  and 
conditions  as  may  be  mutually  agreed 
upon,  and  any  district  formed  hereunder 
is  hereby  given  full  power  and  authority 
to  contract  for  the  right  to  use  any  drain 
or  channel  which  may  be  made  by  any 
other  sanitary  district,  upon  such  terms 
as  may  be  mutually  agreed  upon,  and  to 
raise  the  money  called  for  by  any  such 
contract  in  the  same  way  and  to  the 
same  extent  as  such  district  is  author- 
ized to  raise  money  for  any  other  cor- 
porate purposes;  provided,  that  where 
the  united  flow  of  any  sanitary  districts 
thus  co-operating  shall  pass  into  any 
channel  constructed  within  the  limits  of 
the  county  wherein  such  districts  are  lo- 
cated, and  which  passes  into  the  Des- 
plaines or  Illinois  Rivers,  such  united 


flow  shall  in  no  case  and  at  no  time  be 
less  than  20,000  cubic  feet  of  water  per 
minute  for  each  one  hundred  thousand 
of  the  aggregate  of  the  population  t)f  the 
districts  co-operating." 

The  two  propositions  being  so  clearly 
defined  by  statute,  our  Conunission 
deemed  it  highly  important  to  ascertain 
the  population  of  the  Sanitary  District. 
Our  Chief  Engineer,  Desmond  Fitz- 
Gerald,  after  having  given  the  question 
of  population  of  the  District  thorough 
investigation,  reached  the  conclusion 
that  there  are  at  least  one  million,  eight 
hundred  thousand  inhabitants  in  the 
Sanitary  District.  We  are  fully  con- 
vinced that  the  conclusion  is  correct  and 
have  therefore  based  our  estimates  of  the 
quantity  of  water  to  be  introduced  into 
the  Drainage  Channel  at  860,000  cubic 
feet  of  water  per  minute. 

JURISDICTION. 

We  find,  upon  investigation,  that  the 
Special  Commission,  under  Section  2f7  of 
the  Act,  is  charged  with  the  inspection 
of  the  Main  Channel  or  Channels  and 
the  Chicago  River,  to  ascertain  their 
size  and  capacity  to  flow  the  amount  of 
water  required  under  the  law,  namely: 
20,000  cubic  feet  per  minute  for  every 
100,000  inhabitants;  also  to  pass  upon 
the  capacity  of  the  channel  being  dug 
from  Lockport  to  the  end  of  the  Sani- 
tary Trustees'  work  in  the  City  of  Joliet. 

From  the  surveys  made  by  the  Chief 
Engineer  of  the  Special  Commission  and 
his  reports  to  our  Commission  we  find, 
as  follows: 

First.  That  the  Main  Channel,  when 
freed  from  all  obstructions  existing  in 
said  channel  (occasioned  by  the  Sanitary 
Trustees  not  having  completed  their 
work  in  the  channel)  will  more  than 
fully  meet  the  requirements  of  the  law 
as  stated  in  Section  28,  namely:  having 
a  depth  of  fourteen  feet  in  the  alluvial 
part  and  eighteen  feet  in  the  rocky  por- 
tion of  the  channel,  and  will  have  the 
size  and  capacity  of  carrying  the  amount 
of  water  required  by  the  Special  Com- 
mission under  the  act,  namely:  360,000 
cubic  feet  of  water  per  minute  in  the  al- 
luvial part  and  600,000  cubic  feet  of 
water  per  minute  in  the  rocky  portion  at 
a  current  not  to  exceed  three  miles  per 
hour. 

Second.  The  Chicago  River,  with  the 
dredging  done  thus  far  and  the  improve- 
ments made  along  its  banks  by  the  San- 
itary District  and  the  United  States 
Qovernment,  also  by  the  construction  of 
the  by-passes  from  Adams  Street  south 
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on  the  west  bank  of  the  river  has,  when 
various  temporary  obstructions  in  said 
river  are  removed,  the  capacity  of  car- 
rying into  the  Main  Channel  from  Lake 
Michigan,  the  amount  of  860,000  cubic 
feet  of  water  per  minute  at  a  current 
not  to  exceed  three  miles  per  hour. 

As  the  application  of  the  Sanitary 
Board  to  the  Secretary  of  War  for  per- 
mission to  cause  the  waters  of  the 
Chicago  River  to  flow  in  the  Main  Chan- 
nel restricted  the  velocity  of  the  Chicago 
River  to  one  and  one-quarter  miles  an 
hour,  and  as  the  permit  from  the  Secre- 
tary of  War  to  the  Sanitary  Board  also 
contained  in  the  preamble  said  restric- 
tion as  to  a  velocity  of  one  and  one- 
quarter  miles  an  hour,  the  Special  Com- 
mission were  for  a  long  time  in  doubt  as 
to  whether  this  matter  of  velocity  of  one 
and  one  quarter  miles  an  hour  should  be 
considered  by  them  in  determining  the 
capacity  of  the  river  in  furnishing  the 
quantity  of  water  required  by  law. 

The  Special  Commission  deeming  this 
a  matter  of  utmost  importance  and  in 
order  that  they  might  pursue  the  right 
course  in  their  inspection  and  final  con- 
clusion as  to  the  Chicago  River,  submit- 
ted this  question  to  their  Counsel  for  a 
legal  opinion.  Said  Counsel,  after  due 
consideration,  reported  that,  under  the 
act  creating  the  Sanitary  District,  our 
Special  Commission  had  no  legal  right 
to  consider  this  question,  as  the  law 
under  Section  27  specifically  says:  '*Of 
a  current  not  to  exceed  three  miles  per 
hour,"  which  velocity  is  intended  for 
both  river  and  channel.  We  herewith 
append  the  question  submitted  to  our 
Counsel,  Messrs.  C.  W.  Brown  of  Joliet 
and  Henry  Mayo  of  Ottawa,  Illinois, 
which  was  as  follows: 

'*Shall  the  Commission,  in  estimating 
the  capacity  of  the  Chicago  River,  from 
Lake  Michigan  to  Robey  Street,  take 
into  consideration  the  velocity  of  the 
current?" 

In  answer  to  which  question  the  fol- 
lowing opinion  was  returned  to  us  by 
Counsel: 

OPINION. 

'*This  is  understood  to  refer  to  the 
current  setting  from  the  Lake  into  the 
Drainage  Channel  and  will  be  answered 
upon  that  assumption. 

''Under  Section  28,  the  Chicago  River 
and  Channel  (Drainage)  would  constitute 
practically  one  water-way  and  the  limit- 
ation of  a  three  mile  per  hour  current, 
therein,  applies  to  both.  That  is,  the 
specified    velocity,    in    furnishing    the 


quantity  of  water,  under  the  provisions 
of  the  Sanitary  Act,  cannot  exceed,  in 
river  or  channel,  a  current  of  three  miles 
per  hour.  Consequently,  the  duties  of 
the  Board  require  the  consideration  and 
determination  of  this  question. 

<*In  connection  with  the  Secretary's 
letter  of  October  19,  1899,  there  were 
furnished  copies  of  correspondence  be- 
tween the  Sanitary  District  and  the  Sec- 
retary of  War,  touching  permission  to 
improve  the  Chicago  River  by  widening 
and  deepening,  and  it  is  understood  that 
the  matter  of  greatest  moment  is  the 
status  of  the  Chicago  River  with  refer- 
ence to  Federal  control;  whether  or  not 
your  Board  should  take  into  considera- 
tion, in  reaching  a  final  decision,  the 
permission  or  lack  of  permission,  the 
Sanitary  District  has,  from  the  United 
States  authorities,  to  divert  or  use  the 
waters  of  the  River  under  the  provis- 
ions of  the  State  Law. 

*'The  Chicago  River,  with  its  branches, 
lies  wholly  within  the  State  of  Illinois. 
By  means  of  Lake  Michigan,  it  affords 
facilities  for  commerce  between  the  City 
of  Chicago  and  ports  in  other  states  and 
countries.  It  is  a  navigable  river,  as  has 
been  repeatedly  held  by  courts  of  last 
resort.  As  such,  it  is  subject  to  the 
power  vested  in  the  general  government 
to  regulate  inter-state  and  foreign  com- 
merce. This  involves  the  control  of  its 
waters,  so  far  as  may  be  necessary  to  in- 
sure free  navigation  with  other  waters 
forming  a  continuous  channel  for  com- 
merce among  the  states  or  foreign  ports. 

"Subject  to  this  paramount  power, 
vested  in  Congress,  the  State  of  Illinois 
may  regulate  and  manage  the  use  of  the 
river  and  its  waters;  may  build  dams, 
abutments  for  bridges,  authorize  ferries, 
construct  tunnels,  dredge  its  bed,  widen 
its  channel  and  many  other  things  con- 
ducive to  the  convenience  and  prosperity 
of  its  people.  If  this  power  is  exercised 
so  as  to  unnecessarily  obstruct  or  inter- 
fere with  navigation.  Congress  may  in- 
terfere and  remove  the  obstruction.  If 
the  power  of  the  State  and  of  Federal  Gov- 
ernment come  in  conflict,  the  latter  must 
control  and  the  former  yield.  But  until 
Congress  acts  on  the  subject,  the  power 
of  the  State  over  its  navigable  waters  is 
plenary. 

'*In  the  exercise  of  these  powers  the 
State  Legislature  passed  the  Act  of  1889, 
under  which  the  Sanitary  District  is  or- 
ganized. In  its  passage,  and  in  the  ac- 
ceptance of  its  provisions,  by  the  citi- 
zens of  the  District,  it  is  to  be  presumed 
there  was  full  knowledge  of  the  limita- 
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tions  of  po^er  above  set  forth.  The 
risk  of  interference,  by  the  Federal  Gov- 
ernment, was  necessarily  assumed  both 
by  the  Legislative  Body  and  those  seek* 
ing  the  benefits  of  the  law  so  enacted. 
In  no  way  could  the  State  evade  or  avoid 
the  effects  of  this  superior  right  of  the 
general  government.  It  is  doubtful  if 
Congress  even  can  authorize  the  diver- 
sion of  the  waters  of  a  navigable  river  to 
an  extent  that  it  would  be  a  substantial 
and  permanent  injury  to  navigation. 

"These  principles  applying,  the  Legis- 
lature did  not  and  could  not,  in  the  San- 
itary Act,  attempt  any  control  of  the 
Federal  relation.  It  might  undoubtedly 
have  provided,  and  as  a  condition  pre- 
cedent, that  in  any  unudual  use  of  the 
Chicago  River  (such  as  diversion  of  its 
water  into  the  proposed  channel)  the 
consent  of  the  government  should  first 
be  obtained.  It  might  have  provided 
that  no  tax  levy  should  be  made  to  con- 
struct the  contemplated  work  before 
permission  had,  and  in  so  doing  have 
protected  its  citizens  from  a  possible 
payment  of  large  sums,  in  taxes,  to  no 
purpose,  or  a  useless  one. 

"However,  it  was  not  so  done  and  it  is 
not  perceived  tnat  your  Board  of  Com- 
missioners has  any  authority  to  take 
cognizance  of  this  matter.  To  do  so 
would  require,  practically,  to  write  into 
the  statute,  from  which  it  derives  its 
powers,  something  the  Legislature  did 
not  see  fit  to  insert. 

"Furthermore,  should  it  take  notice  of 
this  question,  it  must  in  effect,  organize 
itself  into  a  court  to  pass  upon  the  laws 
of  Congress — their  scope  and  effect — to 
determine  by  whom  and  in  what  man- 
ner permission  to  divert  the  waters  of 
the  Chicago  River  should  be  given,  to 
pass  upon  the  sufficiency  or  insufficiency 
of  any  such  permit,  or,  in  a  word,  to  ex- 
ercise the  functions  of  a  Federal  Court. 
The  conclusion,  therefore,  is  that  your 
Board  has  no  jurisdiction  to  exercise,  or 
duties  to  perform,  in  this  regard. 

"Moreover,  Section  27  supra,  provides: 
'In  case  said  Commissioners  shall  find 
said  Channel  is  not  constructed  in  ac- 
cordance with  the  provisions  of  this  Act, 
it  shall  be  their  duty  to  file  in  any  court 
of  competent  jurisdiction,  in  their  name 
as  such  Commissioners,  a  bill  against 
said  corporation,  which  bill  shall  set 
forth  wherein  said  work  is  deficient  and 
fails  to  comply  with  the  provisions  of 
this  Act;  and  said  Court  shall  thereupon 
issue  an  injunction  without  bond  against 
said  defendant,  enjoining  and  restrain- 
it  from  admitting  water  or  sewage  into 


said  Channel  until  the  final  order  of  the 
Court.  And  in  case  said  Court,  upon 
hearing,  shall  determine  that  said  Chan- 
nel is  not  constructed  in  accordance 
with  the  provisions  of  this  Act,  said  in- 
junction shall  be  continued  until  the 
provisions  of  this  Act  shall  have  been 
fully  complied  with.* 

"A  bill  filed  simply  setting  forth  that 
the  Sanitary  District  had  not  obtained 
permission  of  the  United  States  au- 
thorities to  flow  water  into  the  Channel, 
from  the  River,  at  a  rate  exceeding  one 
and  one-quarter  miles  per  hour  (an  in- 
sufficient speed)  would  not  appear  to  fall 
within  the  above  language.  The  court, 
where  such  bill  is  directed  to  be  filed,  is 
to  continue  its  injunction  only  until  the 
provisions  of  the  act  have  been  complied 
with.  The  act  itself  containing  no  pro- 
visions requiring  any  permit  to  be  first 
obtained,  the  court  would  be  without 
power  to  continue  an  injunction  on  such 
ground  alone. 

"It  therefore  is  apparent  that,  while 
the  velocity  of  the  current  in  the  Chicago 
River,  up  to  three  miles  per  hour,  is  an 
important  factor  proper  to  enter  into  the 
findings  of  the  Special  Commission,  the 
attitude  of  the  Secretary  of  War,  or  the 
FederfU  authorities,  in  relation  thereto, 
is  not  within  the  scope  of  its  investiga- 
tions." 

SOUDS. 

Under  Section  20  we  find  the  follow- 
ing: "And  before  any  sewage  shall  be 
discharged  into  such  channel  or  outlet, 
all  garbage,  dead  animals  and  parts 
thereof,  and  other  solids  shall  be  taken 
therefrom." 

On  investigation  our  Commission  is 
unable  to  find  that  any  provision  has 
been  made  by  the  Sanitary  Trustees  for 
the  fulfillment  of  this  requirement  of 
the  law. 

UNFINISHBD  WORK. 

• 

As  to  the  unfinished  work,  our  Com- 
mission desire  to  call  the  attention  of 
your  Board  to  the  following,  which  has 
been  reported  by  our  Chief  Engineer, 
which  should  be  completed  by  you  in 
order  to  meet  the  requirements  of  the 
law  and  before  a  final  report  can  be 
submitted  to  the  Governor. 

CHICAGO  RIYBR. 

1.  Some  dredging  still  remains  to  be 
done  on  the  Chicago  River  to  attain  a 
depth  of  twenty  feet,  as  planned  by  the 
Sanitary  District.  The  Coffer  Dams  at 
the  By  passes  at  Adams  and  Van  Buren 
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Streets  have  not  beeu  removed  and  a 
considerable  amount  of  work  remains  to 
be  done  in  connection  with  the  Van 
Buren  Street  By-pass,  principally  earth 
excavation,  construction  of  masonry  and 
bridge  work. 

3.  The  Taylor  Street  bridge  has  not 
yet  been  erected,  the  superstructure  not 
having  arrived  upon  the  ground. 

3.  At  the  Chicago  Terminal  Transfer 
Railroad  crossing  very  little  work  has 
been  accomplished.  The  center  pier  has 
not  yet  been  removed  from  the  Channel, 
the  abutments  have  not  been  built  and 
no  material  for  the  superstructure  has 
arrived  upon  the  ground. 

4.  At  the  Eighteenth  Street  bridge 
the  United  Government  has  nearly  com- 
pleted the  work  of  widening  the  river  on 
the  northerly  side  of  the  bridge,  but  has 
not  yet  begun  the  widening  of  the  river 
on  the  southerly  side  of  the  bridge. 

CHICAGO  DRAINAGE  CHANNEL. 

5.  At  Campbell  Avenue  the  Sanitary 
District  are  working  as  rapidly  as  prac- 
ticable on  the  construction  of  the  Eight 
Track  bridge  at  this  point.  There  is  a 
dam  across  the  Channel  and  below  this 
dam  a  considerable  portion  of  the  Chan- 
nel is  obstructed  by  the  construction  of 
the  masonry  for  the  new  bridge  and  by 
the  temporary  pile  trestles  of  the  railroad 
companies.  The  abutment  on  the  north- 
erly side  of  the  river  is  completed  and 
work  is  now  progressing  on  the  south- 
erly abutment  and  two  piers  in  the 
Channel.  Earth  is  also  being  removed 
from  under  the  temporary  trestles. 

6.  The  Sanitary  District  are  now  con- 
structing a  small  Collateral  Channel  to 
connect  the  West  Fork  of  the  South 
Branch  of  the  Chicago  River  with  the 
Channel  below  the  site  of  the  Eight 
Track  Bridge.  This  Collateral  Channel 
is  nearly  completed  and  is  to  be  con- 
nected with  the  Main  Drainage  Channel 
by  a  flume  which  is  now  in  course  of 
construction.. 

7.  About  50,000  cubic  yards  of  earth 
excavation  still  remain  to  be  completed 
between  Stations  104  and  110,  at  the  site 
of  the  old  Illinois  Central  Railroad  cross- 
ing. The  earth  is  being  removed  by 
steam  shovel  and  scrapers. 

8.  About  40,000  cubic  yards*  of  earth 
excavation  still  remain  to  be  removed 
from  the  Channel  between  Stations  122 
and  154. 

9.  At  Station  225  a  large  amount  of 
work  remains  to  be  done  in  connection 


with  the  construction  of  the  four-traok 
Belt  Railroad  bridge.  Excavation  has 
just  been  started  for  the  center  pier,  and 
the  abutments  have  not  yet  been  built. 
About  6,000  cubic  yards  of  earth  remain 
to  be  excavated.  A  new  temporary 
trestle  is  to  be  erected  at  the  site  of  this 
bridge,  and  preparations  are  now  in 
progress  for  this  work. 

10.  At  Station  848,  two  dams  about 
six  feet  in  height  exist  across  the 
Channel. 

11.  At  Lemont,  about  2,000  cubic  yards 
of  rock  still  remain  to  be  excavated  from 
the  bottom  of  the  Channel.  Work  on  this 
excavation  is  progressing  rapidly,  and 
will  probably  be  completed  early  in  the 
coming  month. 

DB8PLAINE8   RIVER, 

12.  The  work  on  the  Tail  Race  below 
the  Controlling  Works  at  Lockport  is 
very  nearly  completed. 

18.  At  Joiiet  a  large  amount  of  work 
still  remains  to  be  done  in  connection 
with  the  construction  of  Dam  No.  1,  and 
also  in  connection  with  the  construction 
of  the  Channel  below  this  dam.  The 
dam  itself  is  not  yet  completed,  a  large 
amount  of  rock  remains  to  be  excavated 
in  connection  with  the  construction  of 
the  Tail  Race,  and  also  about  15,000  cu- 
bic yards  of  rock  remain  to  be  excavated 
from  the  Channel  below  the  dam. 

14.  There  is  also  a  considerable  amount 
of  work  remaining  to  be  done  in  connec- 
tion with  the  construction  of  the  bridges- 
at  Joiiet. 

In  the  above  has  not  been  included 
any  of  the  work  of  cleaning  up  or  re- 
pair." 

DAMS. 

The  law  in  Section  28  requires:  "that 
the  Sanitary  District  shall  remove  the 
dams  at  Henry  and  Copperas  Creek  in 
the  Illinois  River  before  any  water  shall 
be  turned  into  the  said  Channel,  and 
while  your  Board  of  Trustees,  we  are 
informed,  have  already  by  resolution 
ordered  the  removal  of  said  dams,  yet 
the  Special  Commission  would,  as  a  mat- 
ter of  public  policy,  advise  that  said 
dams  be  not  taken  out  until  the  work  is 
fully  completed,  and  the  Special  Com- 
mission are  prepared  to  make  their  final 
and  favorable  report  to  the  Governor. 

SUGGESTIONS. 

The  Special  Commission  would  suggest 
to  your  Honorable  Board  that,  in  order 
that  we  may  be  assured  that  the  amount 
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of  water  required  by  the  law  is  passed 
from  tiie  Controlling  Works  down  the 
Desplaines  River  into  the  Illinois  Valley, 
that  a  water  gauge  be  placed  at  some 
convenient  place  at  or  near  the  Controll- 
ing Works  for  said  purpose. 

CONCLUSION. 

In  conclusion,  the  Special  Commission 
desire  to  say  that  we  fully  realize  the  im- 
portance of  this  great  work  to  the  citi- 
zens  of  Chicago,  also  deeply  appreciate 
the  urgent  necessity  for  its  completion 
from  a  sanitary  stancl pointy  and  the 
earnest  desire  of  the  Board  of  Sanitary 
Trustees  to  open  the  Channel.  Our 
Special  Commission  are  as  anxious  in 
this  respect  as  the  Sanitary  Board,  and 
there  is  no  intention  on  our  part  to 
stand  on  technicalities  in  passing  on  this 
great  undertaking.  As  representatives, 
however,  of  the  State  of  Illinois,  we  have 
a  duty  to  perform,  and  must  demand 
that  the  law  be  complied  with  for  the 
protection,  health  and  welfare  of  all  the 
people  concerned. 

When  the  Sanitary  Board  of  Trustees 
have  their  work  fully  completed  and  are 
ready  to  turn  over  to  our  Special  Com- 
mission the  Channel  unobstructed,  for 
the  full  and  free  passage  of  the  amount 
of  water  determined  by  the  Special  Com- 
mission under  the  law,  then  our  Com- 
mission will  be  found  ready  and  willing 
to  make  their  final  report  to  the  Gov- 
ernor recommending  that  the  law  has 
been  complied  with  and  that  the  water 
be  allowed  to  be  turned  in. 

Respectfully  submitted, 

Isaac  Taylor, 

President. 

Al  F.  Schoch, 

Secretary. 

Special  Commissioners  Chicago  Drainage 
Channel. 


The  following  is 

THK  REPLY. 

"Chicago,  November  25, 1899. 

To  the  Honorable  Isaac  Taylor,  President , 
and  Al,  F,  Schoch,  Secretary,  Special 
Commissioners,  Chicago  Drainage  Chan' 
nel: 

Obntlbmen— The  members  of  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago  have  carefully  considered 
the  communication  of  your  Honorable 
Body,  submitted  to  their  Board  on  the 


28d  inst.,  and  in  response  to  your  sug- 
gestions desire,  respectfully,  to  submit 
the  following  statements  on  the  conclus- 
ions of  your  report,  and  the  conditions 
of  the  unfinished  work  of  the  Board  of 
lYustees  to  which  you  have  categorically 
invited  our  attention. 

While  the  conclusions  of  your  Honor- 
able Body  in  regard  to  the  population  of 
the  Sanitary  District  are  not  vital  to  pre- 
sent conditions  and  do  not  constitute  an 
objection  to  the  opening  of  the  Channel, 
we  feel  it  our  duty,  courteously,  to  dis- 
sent from  the  method  of  reasoning  by 
which  you  find  it  necessary  to  maintain 
a  fiow  of  860,000  cubic  feet  of  water  per 
minute  through  the  Drainage  Channel  at 
the  time  of  opening.  To  our  minds  the 
only  known  legal  method  of  ascertaining 
the  population  of  the  Sanitary  District  is 
by  the  last  Federal  census  made  under 
authority  of  Act  of  Congress  and  for  the 
express  purpose  of  determining  popula- 
tions of  the  states,  territories,  districts 
and  municipalities  for  the  various  pur- 
poses of  apportionment  and  legislation 
thereunder.  An  examination  of  this 
census  will  demonstrate  that  the  present 
population  will  range  somewhere  be- 
tween 1,000,000  and  1.100,000.  Tour 
method  of  ''estimating"  the  population 
is,  we  respectfully  submit,  without  pre- 
cedent in  any  official  or  legal  proceedings 
in  the  past,  and  was  certainly  not  with* 
in  the  intent  or  expectation  of  the  Gen- 
eral Assembly  at  the  time  the  Sanitary 
District  law  was  enacted.  But,  even  ad- 
mitting your  right  to  consider  the  popu- 
lation of  the  District  by  an  unofficial 
estimate  rather  than  by  the  last  Federal 
census,  we  respectfully  represent  that 
your  Honorable  Body  has  ignored  the 
clear  intent  of  the  General  Assembly  and 
the  undoubted  spirit  of  the  Act  by 
assuming  that  the  limitation  of  a  flow  of 
20,000  cubic  feet  of  water  per  minute 
for  every  100,000  of  population  applies 
to  the  Sanitary  District  as  a  whole  rather 
than  to  the  population  of  the  Sanitary 
District  actually  draining  into  the  Chan- 
nel and  down  the  Illinois  Valley.  The 
Sanitary  District  Act,  in  all  its  provis- 
ions, safeguards  and  conditions,  shows 
throughout  that  the  literal  and  essential 
requirement  of  the  General  Assembly 
was  that  for  every  100,000  of  population 
draining  into  the  Channel  there  should 
be  for  sanitary  dilution  a  fiow  of  20,000 
cubic  feet  of  water  pe|^  minute.  Your 
Commission  has  entirely  ignored  the 
fact  that  of  the  present  population  of 
the  Sanitary  District  at  least  three  hun- 
dred thousand  inhabitants  and  an  area 
of  ninety -one  square  miles  now  drain 
into  Lake  Michigan  and  will  not  drain 


Korember  28,] 


—6141— 


[1899 


into  the  Drainage  Channel  and  down  the 
Desplaines  and  Illinois  Valley  for  at 
least  two  years,  or  until  the  vast  inter- 
cepting sewer  system  of  the  City  of  Chi- 
cago and  the  conduits  of  that  municip- 
ality at  80th  street  and  Lawrence  avenue 
are  completed  so  as  to  permit  the  diver- 
sion of  this  sewage  from  the  Lake  into 
the  Drainage  Channel  with  a  capacity  to 
provide  120,000  cubic  feet  of  lake  water 
per  minute  for  the  purpose  of  dilution 
for  the  increasing  population.  Conse- 
quently this  vast  population  of  one- 
fourth  of  the  Sanitary  District  of  Chicago 
will  not  drain  into  the  Drainage  Channel 
at  AM  and,  therefore,  will  not  offer  that 
pollution  which  your  excessive  require- 
ment of  860,000  cubic  feet  of  water  per 
minute  would  deem  it  necessary  to  dilute. 

However,  as  above  stated,  your  Honor- 
able Body  has  not  found  our  Channel 
inadequate  even  for  the  extreme  volume 
of  860,000  cubic  feet  of  water  per  minute 
and  this  requirement  is  not  of  present 
importance,  but  we  have  found  it  proper 
to  make  these  observations  lest  by  our 
silence  we  should  admit  our  obligation 
to  carry  this  increased  volume  through 
the  Chicago  River  for  all  time,  to  the 
possible  detriment  of  the  important  navi- 
gation interests  which  must  be  always 
considered  by  our  Board  in  our  relations 
to  the  Federal  Government  and  the 
current  to  be  maintained  in  the  Chicago 
River. 

In  the  consideration  of  the  unfinished 
work  to  which  your  Commission  has 
called  our  attention  we  desire  to  express 
our  belief  that  the  supervision  of  idl 
work  of  the  Sanitary  District  of  Chicago 
south  of  the  upper  basin  at  Joliet  is  en- 
tirely beyond  the  purview  of  your  Board, 
as  the  duties  of  your  Honorable  Body 
are  defined  by  the  Sanitary  District  Act. 
All  our  work  south  of  the  upper  basin 
and  through  the  (!:!ity  of  Joliet  has  been 
designed  and  performed  entirely  for  the 
purpose  of  protecting  the  interests  of  the 
Sanitary  District  of  Chicago  and  the  tax- 
payers of  this  municipality  from  the 
damages  which  will  follow  by  possible 
over  flow,  and  have  no  bearing  upon  the 
dimensions  or  capacity  of  the  Drainage 
Channel  as  defined  by  law.  Our  Chan- 
nel ends  at  Lockport,  and  the  rapid 
declivity  and  the  work  performed  from 
the  Controlling  Works  south  to  the  upper 
basin  leaves  no  doubt  as  to  the  downward 
flow  of  many  times  the  flow  of  our  Chan- 
nel as  required  by  law,  and  none  of  the 
work  which  we  have  performed  south  of 
that  point  and  through  the  City  of  Joliet 
IB  called  for  by  the  Sanitary  District  Act, 
but  has  been  planned  and  executed  solely 


for  the  protection  of  the  Sanitary  Dis- 
trict of  Chicago.  It  has  never  been  con- 
templated that  much  of  this,  work, 
especially  the  superstructure  of  the 
bridges  and  special  portions  of  the  tail 
race  and  sundry  points  of  excavation, 
would  be  completed  for  several  months 
yet,  or  for  long  after  the  date  of  our 
expected  opening  of  the  Drainage  Chan- 
nel; and  your  suggestion  that  your  Com- 
mission might  consider  this  protective 
work  as  within  the  purview  of  your  ob- 
servation and  require  its  completion 
before  the  opening  of  the  Channel  fills 
us  with  dismay  and  apprehension,  and 
we  respectfully  suggest  that  under  no 
degree  of  diligence  and  day  and  night 
effort  could  this  work  bo  totally  com- 
pleted within  such  limits  as  not  to  prove 
a  serious  delay  in  the  opening  of  our 
Channel  to  its  early  usefulness. 

As  we  stated  verbally,  in  our  confer- 
ence, to  your  Honorable  Body  on  the 
28dinst.,at  the  time  of  the  submission 
*  of  your  communication,  we  desire  now 
to  repeat  that  an  insistance  of  the  actual 
completion  of  all  the  work  mentioned  by 
you  in  the  fourteen  (14)  enumerations  of 
unfinished  work  would  retard  for  several 
n&onths  yet  the  opening  of  the  Drainage 
Channel  and  prove  a  great  hardship  to 
the  inhabitants  of  this  municipality.  We 
shall  assume,  therefore,  in  the  considera- 
tion of  this  unfinished  work  and  in  the 
explanation  given  below  of  the  condition 
of  progress  at  the  various  points,  that 
the  duties  of  your  Honorable  Body  will 
be  fully  performed  in  requiring  such 
conditions  as  will  permit  the  legal  flow 
of  water  per  minute  at  all  these  points, 
providing  that  flow  can  be  secured  with 
a  current  of  not  exceeding  three  (3)  miles 
per  hour;  and  that  the  uncompleted 
condition  of  the  sub-structure  and  super* 
structure  of  the  various  bridges  will  not 
receive  the  consideration  of  your  Honor- 
able Body  so  long  as  the  work  thereon 
and  the  coffer-dams  erected  in  connec- 
tion therewith  do  not  offer  such  obstruc- 
tion to  the  flow  of  water  as  to  reduce 
the  volume  to  less  than  the  legal  require- 
ments of  water  per  minute  or  increase 
the  current  to  a  velocity  exceeding  three 
(3)  miles  per  hour. 

UNFINISHED  WORK. 

1.  Our  total  work  of  dredging  in  the 
Chicago  River  is  already  so  far  completed 
as  to  readily  permit  the  flow  of  water 
required  by  your  Commission  within  the 
velocity  required  by  law.  The  small 
portion  of  work  remaining  under  con- 
tract can  be  completed  without  any  in- 
convenience or  delay  after  the  opening 
of  the  channel. 
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The  Adams  street  by-pass  has  been 
completed  and  the  coffer-dams  are  now 
being  removed  and  will  be  out  before  the 
close  of  the  present  month. 

The  by-pass  between  Quincy  street  and 
Van  Buren  street  is  fast  nearing  com- 
pletion and  the  present  condition  is  such 
that  the  required  flow  can  be  admitted 
through  the  bridges  at  this  point  within 
the  velocity  required  by  law. 

2.  At  Taylor  street  the  center  pier  of 
the  old  structure  has  been  entirely  re- 
moved and  the  channel  deepened  to 
twenty  (20)  feet;  hence  complete  provis- 
ion has  been  made  for  flow  and  naviga- 
tion, which  are  in  no  way  dependent 
upon  the  completion  of  the  superstruc- 
ture. 

8.  At  the  Chicago  Terminal  Transfer 
Railroad  bridge  the  cross-section  of  the 
river  is  now  in  such  condition  as  to  per- 
mit a  required  flow  of  water  per  minute 
within  the  limit  fixed  by  the  Sanitary 
District  Act.  The  remaining  worlc  at 
this  point  is  under  contract  according  to 
plans  furnished  by  the  Sanitary  District 
to  your  Honorable  Body  and  is  being 
pushed  with  all  vigor  to  an  early  com- 
pletion. 

4.  At  18th  street  bridge  the  widening 
to  be  made  by  the  United  States  Govern- 
ment is  in  the  interest  of  navigation  and 
is  not  wholly  to  give  cross-sectional  area 
for  flowage.  The  present  condition  at 
that  point  will  permit  the  required  flow 
of  water  with  a  much  less  current  veloci- 
ty than  required  by  law. 

5.  The  south  abutment  of  the  Camp- 
bell avenue  bridge  and  the  two  piers  are 
rapidly  nearing  completion  and  we  may 
confidently  fix  a  date  not  later  than  De- 
cember 6th  for  the  finish.  The  masses 
of  earth  crossing  the  channel  beneath  the 
temporary  pile  trestles  are  being  cut 
down  to  a  plane  15  feet  below  Chicago 
datum  and  that  plane  should  be  reached 
on  or  before  December  12th,  after  which 
the  channel  may  be  filled  and  the  dam 
east  of  the  railroads  be  removed  by 
dredging. 

6.  The  plans  of  the  District  provide 
for  filling  the  channel  through  the  col- 
lateral channel;  a  timber  fiume  is  now 
being  constructed  through  which  the 
supply  will  be  admitted  and  this  will  be 
done  on  or  about  December  4th.  As 
soon  as  the  channel  is  filled  the  collateral 
channel  will  be  completed  connecting 
with  the  main  channel,  its  cross- section 
being  60  feet  wide  at  bottom,  90  feet 
wide  at  datum  line. 


7.  The  excavation  on  the  line  of  the 
old  right  of  way  of  the  Illinois  Central 
Railroad  is  being  carried  down  to  a  plane 
sixteen  (16)  feet  below  Chicago  datum. 
This  plane  will  be  reached  by  December 
8th. 

5-6-7.  In  a  discussion  of  the  channel 
supply  the  situations  discussed  under 
each  of  these  heads  must  be  taken  into 
consideration.  The  channel  could  be 
supplied  with  the  required  flow  of  water 
per  minute  over  and  across  the  barriers 
left  under  the  railroad  trestles  and  on 
the  line  of  the  right  of  way  of  the  IllinoiB 
Central  Railroad  at  a  velocity  not  in 
excess  of  two  miles  per  hour,  but  to 
reduce  velocities  and  make  the  conditions 
at  the  trestles  safer  for  the  operation  of 
the  railroads  on  these  temporary  struct- 
ures a  part  of  the  flow  is  admitted 
through  the  collateral  channel  and  the 
velocity  of  current  is  thus  reduced  to 
about  one  and  two-tenths  (1.2)  miles  per 
hour. 

8.  Excavation  of  the  material  between 
stations  122  and  154  is  progressing  stead- 
ily and  by  the  5th  of  December  ample 
channel  section  will  be  afforded  for  the 
required  flow  of  water. 

9.  The  situation  at  the  Belt  crossing 
is  the  most  serious  one  remaining  along^ 
the  entire  Main  Channel.  A  new  trestle 
is  being  built  to  carry  the  tracks  of  the 
railroads.  A  large  force  is  being  em— 
ployed  excavating  the  pit  for  the  center- 
pier.  The  concrete  base  of  the  center- 
pier  is  to  be  laid  as  rapidly  as  possible 
and  the  construction  thereupon  carried 
up  until  work  is  arrested  by  turning  in 
the  water,  after  which  the  center-pier  is 
to  be  surrounded  by  a  coffer-dam  and 
the  work  completed  within  its  protecting 
walls.  At  this  place  the  earth  under  the 
now  existing  trestle  is  to  be  excavated 
down  to  a  plane  18  feet  below  Chicago 
datum  and  this  will  be  accomplished  on 
or  before  December  10th. 

10.  As  to  the  two  cross  dams  men- 
tioned under  this  head,  we  beg  to  state 
provision  has  been  made  for  these  ob- 
structions to  be  washed  by  the  current 
into  excavations  below  grade  just  below 
their  location.  These  obstructions,  how- 
ever, are  not  of  such  a  character  as  to 
hinder  the  required  flow  of  water,  the 
channel  at  this  point  being  8  feet  deeper 
than  that  required  by  law. 

1 1 .  The  rock  remaining  in  the  channel 
under  the  Santa  Fe  bridge  at  Lemont 
will  be  all  removed  on  or  before  Decern* 
her  1st. 
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12.    The  work  on  the  tail-race  below  \ 
the  Controlling  Works  will  be  completed 
on  or  before  December  let. 

18.  The  work  on  Section  17,  down  as 
far  as  to  the  upper  pool  and  within  the 
jurisdiction  of  your  Honorable  Body  will 
be  finished  on  or  before  December  8th. 

As  we  have  above  stated  we  do  not 
regard  the  work  of  the  Sanitary  District 
south  of  the  upper  pool  and  for  the  pur- 
pose of  conducting  the  water  through 
the  City  of  Joliet  without  injury  to  pro- 
perty-owners and  the  municipality,  as 
within  the  purview  of  inspection  of  your 
Board  of  Commissioners;  but  for  the  in- 
formation of  your  Honorable  Body  we 
will  state  that  the  work  of  the  Sanitary 
District  at  all  points  in  the  City  of  Joliet 
is  being  prosecuted  with  the  greatest 
possible  vigor  to  an  early  completion. 

Ample  provision  will  be  made  to  com- 
ply with  the  requirements  of  the  law 
with  reference  to  the  removal  of  solids, 
etc.,  by  instructions  to  our  Police  Depart- 
ment  before  the  opening  of  the  channel. 

The  unfinished  work  above  noted  can 
be  fiiiished  after  the  water  is  turned  into 
the  channel  as  the  velocity  of  the  current 
will  not,  at  any  point  where  the  work  is 
being  carried  on  by  the  Sanitary  District, 
reach  the  velocity  of  over  two  miles  per 
hour.  Hen^e  to  deprive  the  people  of 
the  Sanitary  District  of  this  great  benefit 
would  be  solely  based  on  technical  points 
and  objections,  since  every  assurance 
exists  that  the  work  partly  unfinished 
will  be  completed  at  the  earliest  time 
poesible  in  view  of  the  fact  that  it  is  all 
under  contract,  and  that  it  is  the  desire 
of  every  Trustee  to  have  the  work  at 
every  point  enumerated  by  your  Com- 
mission pushed  with  the  utmost  vigor 
and  energy  towards  completion. 

We  therefore  request  your  Honorable 
Commission  to  modify  some  of  your  con- 
ditions based  on  the  opening  of  the 
Canal,  and  we  ask  another  conference  at 
an  early  date. 

Respectfully  submitted, 

(Signed.)  Wm.  Boldenweck, 

Alex.  J.  Jones, 

Z.  R.  Cabteb, 

Thomas  Kelly, 

Thomas  A.  Smyth, 

Jos.  C.  Br  ADEN, 

Frank  Wenter, 
b.  a.  eckhart, 
J.  P.  Mallette, 

Board  of  Trustees,  Sanitary  District  of  Cfii- 
cago.''^ 


REPORT  IN  RBPERBNCB  TO  RELEASE  OF 
BOND  ON  CONTRACT  FOR  SUBSTRUC- 
TURE FOR  LOOKPORT  HIGHWAY  BRIDGE 
CROSSING  RIVER  DIVERSION  CHANNEL 
OK  SECTION  16. 

Mr.  Carter,  Chairman,  presented  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance,  with  reference  to  and 
accompanied  by,  a  communication  from 
Messrs.  Griffiths  &  McDermott,  in  regard 
to  release  of  their  bond  on  the  contract 
for  the  substructure  for  the  Lockport 
Highway  bridge  crossing  River  Diver- 
sion Channel  on  Section  16,  the  report 
recommending  that  the  said  bond  be  re- 
leased, and  that  Messrs.  Cirifflths  &  Mc- 
Dermott be  released  from  further  liabil- 
ity thereon. 

Mr.  Carter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call   the  vote  stood:  Teas — 

Messrs.    Boldenweck,  Braden,  Carter, 

Jones,  Kelly  and  Smyth — six.  Nays — 
none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT : 

**  CHICAGO,  November  28,  1899. 

To  the  Honorable^  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Committee  on  Fi- 
nance herewith  reports  that  it  has  re- 
ceived a  communication  from  Messrs. 
Griffiths  &  McDermott  requesting  that 
they  be  released  from  their  bond  so  that 
they  may  not  be  obliged  to  pay  another 
premium  on  the  same.  This  firm  had  a 
contract  for  the  construction  of  the  sub- 
structure of  the  Lockport  Road  Bridge, 
and  the  work  thereon  has  been  fully 
completed  since  the  4th  day  of  April 
last;  and  in  view  of  the  fact  that  there 
are  no  claims  pending  against  said  con- 
tractors, there  is  no  further  necessity  for 
holding  the  surety  on  said  bond. 

The  Committee  deems  it  advisable, 
therefore,  that  said  bond  be  released  and 
recommends  that  said  Griffiths  &  McDer- 
mott be  released  from  further  liability 
thereon. 

Respectfully  submitted 

(Siffnod)  Z.  R.  Cabter, 

Chairman. 

Thomas  Kelly, 

Alex.  J.  Jones, 

Committee  mi  Financed 

(One  enclosure.) 
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ADJOURNMENT. 

On  motion  of  Mr.  Smyth,  seconded  by  Mr.  Wenter,  the  Board  then  adjourned. 


^£^ 


Clerk. 
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—OP    THE— 


Board  of  Trustees 


—OP    THE- 


Sanitary  District  of  Chicago. 


DECEMBER  5.  1899. 


OFFICIAL  RECORD. 

FvblUihed  by  cadhorUy  of  Vie  Board  of  Trus- 
tern  of  the  Sanitary  District  of  Chieago. 


•ANNUAL  MEETING. 

The  tenth  annual  meeting  of  the  Board 
of  Trusteee  of  the  Sanitary  District  of  Chi- 
cago was  held  in  the  rooms  of  the  Board, 
Security  Building,  Tuesday,  December 
^,  1899,  at  2  o'clock  P.  M.,  pursuant  to 
rule. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
-den,  Eckhart,  Kelly,  Mallette,  Smyth 
and  Wenter — seven  members,  were  pres- 
ent. 

President  Boldenweck  then  called  the 
Board  to  order. 


*yoU^On  Wednnday,  yoveniber  t9^  1899,  there 
being  no  members  present  at  the  hour  of  t  o^cloek 
P.  M.^  no  meeting  cf  the  Board  qf  Trustees  was 
held. 


ANNUAL    MSSSAQS   OF    THB   PRESIDENT 

President  Boldenweck  then  presented 
his  annual  message,  which  was  read  by 
the  Clerk. 

Mr.  Wenter,  seconded  by  Mr.  Smyth, 
moved  that  the  message  be  printed  and 
placed  on  file,  and  that  one  thousand 
copies  be  printed  for  distribution. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Eckhart, 
Kelly,  Mallette,  Smyth  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  MESSAGE: 

"Chioago,  December  5,  1899. 

To  the  Honorable^  the  Board  of  Truaieei 
of  the  Sanitary  District  of  Chicago : 

Gentlemen — In    closing  my  second 
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term  as  President  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago, 
it  seems  proper  to  refer  in  a  brief  vvay  to 
the  work  we  have  accomplished  during 
the  past  year,  and  to  the  unexpected  diffi- 
culties which  have  from  time  to  time 
arisen  to  obstruct  the  completion  of  our 
labors.  With  the  end  now  in  sight,  and 
we  know  with  certainty  that,  as  far  as 
the  construction  is  concerned,  only  days 
are  the  measure  of  time  between  now  and 
the  fruition  of  the  hopes  of  the  tax 
payers  of  the  Sanitary  District,  we  may 
freely  admit  that  the  problems  of  the 
past  year  have  at  times  been  so  numer- 
ous and  complicated  as  almost  to  dis- 
courage the  most  sanguine  of  our 
members  in  our  long  years  of  struggle 
against  mercenary  opposition.  We,  as 
Trustees,  have  surely  not  been  derelict 
in  our  duties,  having  labored  continu- 
ally, early  and  late,  to  accomplish  this 
one  object.  Aside  from  this,  great 
sacrifices  and  concessions  have  been 
made  whenever  and  wherever  it  was 
thought  necessary  and  judicious  to  make 
them  in  order  to  give  the  Sanitary  Dis- 
trict value  received  for  the  outlay  of 
millions  and  a  daily  interest  account  of 
thousands  of  dollars.  Handicapped  as 
we  were  on  all  sides  by  obstructions  to 
our  work  in  the  form  of  injunctions 
issued  by  the  courts  and  in  various  other 
ways,  it  is  yet  gratifying  to  be  able  to 
look  confidingly  to  the  near  future  when 
we  shall  see  the  turning  in  of  the  waters 
and  the  flowing  of  the  same  through  the 
sluice  gates  at  Lockport,  and  thence 
down  the  valley  of  the  Desplames  and 
Illinois  Rivers.  That  we  shall  see  these 
things  before  the  beginning  of  the  new 
year  seems  at  this  time  to  be  an  assured 
fact.  A  work  of  this  kind,  I  believe,  has 
heretofore  never  been  undertaken  by  a 
municipality  and  paid  for  by  the 
taxpayers  of  one  city,  but  has 
always  been  constructed  by  the  State 
or  Federal  Qovernments.  State 
Governments  have  greater  power 
than  a  city  or  a  special  municipality, 
and  a  Federal  Government  has  greater 
power  than  a  State  Government.  It  is, 
therefore  apparent  that  the  complica- 
tions and  obstacles  placed  in  our  path 
could  not  have  occurred  if  this  work 
had  been  undertaken  by  either  the  State 
or  the  Federal  Government;  but  the  fact 
remains  that  in  such  a  case  the  time 
needed  for  completion  and  the  cost 
would  have  been  far  greater  than  it  has 
been  under  our  methods  of  construc- 
tion and  land  purchases.  Under  our 
system  not  one  dollar  has  been  lost  to 
the  tax- payers  of  the  District,  nor  have 
we  permitted  any  obstacle,  which  it  was 


within  our  power  to  overcome,  to  inter- 
fere with  or  delay  the  progress  of  the 
work 

If  you  will  look  up  the  history  of  the 
Hennepin  Canal,  which  was  started  in 
August,  1892,  and  is  not  yet  completed, 
with  a  cross  section  of  only  486}^  square 
feet  or  less  than  one-tenth  of  the  cross 
section  of  the  full  sized  Sanitary  Channel 
in  glacial  drift,  a  length  of  main  line 
seventy-five  miles,  of  feeder  twenty-nine 
miles  and  an  estimated  cost  of  seven 
millions  of  dollars,  up  to  date,  these  facts 
will  verify  my  assertion. 

In  my.  last  message  I  spoke  of  the  year 
1898  as  the  banner  year  for  law  suits. 
While  that  statement  was  true  at  the 
time,  we  surely  must  have  reached  the 
climax  this  year,  and  I  am  sure  you  gen- 
tlemen, as  well  as  I,  hope  that  such  is 
the  case;  and  in  this  connection  the  old 
adage  is  again  true:  ^'If  we  could  be 
warned  against  our  friends,  we  could 
take  care  of  our  enemies," 

The  suits  disposed  of  during  the  pres- 
ent year  are  as  follows: 

Edward  and  Philomene  Payette  vs.. 
Sanitary  District,  Superior  Court,  No. 
148,959. 

Peter  McCullough  vs.  Sanitary  Dis- 
trict, Circuit  Court,  No.  156,775. 

A.  Markiewizc  vs.  Mason,  Hoge,  King 
&  Co.,  and  Sanitary  District,  Circuit 
Court,  General  No.  164,067. 

Phoenix  Powder  Company  vs.  Weir,. 
McKechney  and  Sanitary  District,  No. 
7,700. 

Geo.  F.  Blake  Manufacturing  Com- 
pany vs.  Sanitary  District,  Supreme 
Court. 

Mc Arthur  Bros.  vs.  Sanitary  District, 
Circuit  Court,  General  No.  176,6^. 

People,  for  ■  use  District  vs.  Redieake*. 
et  al.,  Circuit  Court,  General  No.  177,924. 

People,  for  use  of  District,  vs.  Red- 
ieske,  Circuit  Court,  General  No.  177,935. 

Mason,  Hoge,  King  &  Co.  vs.  Sanitary 
District,  Supreme  Court,  No.  182,650. 

King,  for  use  of  Bridget  Mitchell,  vs. 
Sanitary  District,  Superior  Coan,  No. 
196,279. 

Bates  Machine  Company  vs.  Smith  & 
Eastman  and  Sanitary  District,  Appel- 
late Court. 

Sanitary  District  vs.  Schuster,  et  aL^ 
Supreme  Court,  No.  17,288. 

Sanitary  Diatriet  vs.  Adam,  Supreme 
Court. 
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Canal  CommiBsioners  vs.  Sanitary  Dis- 
trict, Will  Ck)unty  Circuit  Court. 

Allen  vs.  Sanitary  District,  Will 
County  Circuit  Court.* 

Sanitary  District  vs.  Chicago  and 
Western  Indiana  Railroad,  Circuit  Court, 
No.  155,827. 

Carl  Moll  vs  Sanitary  District,  Du- 
Page  County  Circuit  Court,  No.  5,166. 

Ricker,  Lee  &  Co.  vs.  Sanitary  Dis- 
trict, United  States  Appellate  Court,  No. 

Mary  T.  Burke  vs.  Sanitarv  District, 
etal.,  Circuit  Court,  No.  197,8i38. 

Sanitary  District  vs.  Joliet,  Mount,  et 
al.,  Will  County  Circuit  Court. 

Angus  vs.  Gindele,  et  al..  Circuit 
Court,  No.  165,190. 

People  vs.  Murray,  Kane  County,  No. 
38,894. 

People  vs.  Vaile,  Kane  County,  No. 
28,895. 

Kent  vs.  District,  Circuit  Court,  No. 
i48,038. 

Geo.  P.  Lee  vs.  District,  Superior 
Court,  No.  198,077. 

A.  Dickinson  Company  vs.  Sanitary 
District  of  Chicago,  Circuit  Court,  No. 
181,191. 

The  suits  not  yet  tried  and  pending  are 
418  follows: 

Western  Stone  Company  vs.  Sanitary 
District,  Supreme  Court. 

Sanitary  District  of  Chicago  vs.  Dela* 
ware,  Lnckawanna  and  Western  Rail- 
road Company,  County  Court,  No. 
16,964. 

Sanitary  District  of  Chicago  vs.  Chi- 
<»go  Terminal  Railroad  Company, 
County  Court.  No.  17,187. 

Sanitary  District  of  Chicago  vs.  Chi- 
cago Terminal  Transfer  Railroad  Com- 
{)any.  County  Court,  No.  17,480. 

Mc Arthur  Bros.  vs.  Sanitary  District 
of  Chicago,  Superior  Court,  No.  197,487. 

Mason,  Hoge,  King  &  Co.  vs.  Sanitary 
District  of  Chicago,  Circuit  Court,  No. 
194,751. 

Belt  Railway  Company  vs.  District, 
Superior  Court,  No.  199,046. 

John  V.  Farwell  Company  vs.  District 
«t  al.,  Superior  Court,  No.  200,956. 

McMahon  &  Montgomery  Company  et 
al.  vs.  District,  Circuit  Court,  No.  198,- 
989. 


Susie  Garrett  vs.  District, Circuit  Court, 
No.  198,611. 

Commissioners  of  Highway  of  Town- 
ship) of  Lemont  vs.  District,-  Circuit 
Court,  No.  199,601. 

City  of  Joliet  vs.  District,  Circuit 
Court  of  Will  County.  No.  17,807. 

District  vs.  Ricker,  Lee  et  al..  Circuit 
Court,  No.  199,918. 

Edward  Bornemann  vs.  Blaine  et  al., 
Circuit  Court,  No.  199,720. 

Jos.  Kompare  vs.  City  of  Joliet,  Will 
County  Circuit  Court. 

Geo.  Fagan  vs.  E.  J.  Coen,  Circuit 
Court,  No.  199,482. 

People  by  Attorney  General  vs.  Sani- 
tary District,  Circuit  Court  of  the  United 
l^tates,  No.  25.350. 

Canal  Commissioners  vs.  District  et  al., 
Fulton  County  Circuit  Court. 

People  by,  etc.  vs.  District,  Fulton 
County  Circuit  Court. 

American  Forcite  Powder  Company 
vs.  Guilford  et  al.,  United  States  Circuit 
Court,  No:  24,284. 

District  for  use  of  Guilford  vs.  Agnew 
et  al..  Circuit  Court,  No.  174,500. 

Jos.  O.  Wright  vs.  Western  Dredging 
and  Improvement  Company  et  al.,  Su- 
perior Court,  No.  198,710. 

King,  for  use  of  Mitchell,  vs.  District, 
Superior  Court,  No.  195,279. 

Edward  Cahill  vs.  Guilford,  Agnew, 
Smith,  et  al,  and  Sanitary  District,  No. 
143,959. 

Alfred  Harlev  vs.  Sanitary  District, 
Circuit  Court,  No.  159,797. 

Western  Wheel  Scraper  Company  vs. 
Sanitary  District  et  al.,  Circuit  Court, 
No.  156,517. 

Bridget  McGuirl  vs.  Sanitary  District, 
Appellate  Court,  No.  8,469. 

« 

Lazarus  Silverman  vs.  Sanitary  Dis- 
trict, Circuit  Court,  No.  162,799. 

J.  J.  McCaughey  vs.  Sanitary  District 
et  al.,  Superior  Court,  No.  179,197 . 

Hero  vs.  Sanitary  District,  Appellate 
Court,  No.  8,542. 

Burke  vs.  Sanitary  District,  Appellate 
Court,  No.  8,548. 

Myron  H.  Beach  vs.  Western  Manu- 
facturing Insurance  Company  and  Sani- 
tary District,  No.  171.429. 
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Goerner  vs.  Sanitary  District,  Circuit 
Court,  No.  166.547. 

Howard,  assignee  Ketcham  Lum. 
Company,  vs.  Harlev  and  Sanitary  Dis- 
trict, arcuit  Court,  No.  166,549. 

A.  Peterson  vs.  Harlev  and  Sanitary 
District,  Circuit  Court,  No.  166,801. 

John  Lynch  vs.  Qualey  Construction 
Companv  and  Sanitary  District,  Circuit 
Court,  No.  159,807. 

A.  P.  Bowers  vs.  J.  B.  Brown  and 
Sanitary  District,  United  States  Circuit 
Court,  No.  24,505. 

Richard  Frie  vs.  Sanitary  District,  Su- 
perior Court,  No.  188,631. 

Guilford  vs.  Agnew  &  Co.  and  Sani- 
tary District,  Circuit  Court,  No.  174,498. 

Guilford  vs.  Agnew  &  Co.  and  Sani- 
tary District,  in  the  Circuit  Court,  No. 
174,499. 

P.  H.  O'Donnell,  Adm.,.vs.  Qualey 
Construction  Company  and  Sanitary 
District  of  Chicago,  Circuit  Court,  No. 
175,164. 

Lemont  State  Bank  vs.  Sanitary  Dis- 
trict of  Chicago.  Superior  Court,  No. 
186,576. 

Smith  &  E^astman  vs.  Sanitary  Dis- 
trict et  al..  Circuit  Court,  No.  178,626. 

Weir,  McKechney  &  Co.  vs.  Sanitary 
District  of  Chicago,  Superior  Court,  No. 
188,800. 

Griffiths  &  McDermott  Construction 
Company  vs.  Sanitary  District  of  Chi- 
cago, Circuit  Court,  No.  181,848. 

Qualey  Construction  Company  vs. 
Sanitary  District  of  Chicago,  Circuit 
Court,  No.  182,654. 

Wright,  Meysenburg,  Sinclair  &  Carry 
vs.  Sanitary  District  of  Chicago,  Super- 
ior Court.  No,  192,856. 

Bridget  Mitchell,  Executrix,  vs.  Sani- 
tary District  of  Chicago,  Superior  Court, 
No.  195,286. 

Sanitary  District  of  Chicago  vs.  Glos, 
Will  County,  No.  15,754. 

Ray  vs.  Sanitary  District  of  Chicago, 
Supreme  Court,  No.  17,283. 

The  matter  of  water  power  was  taken 
up  by  the  Board  of  Trustees  during  the 
year  and  has  not  only  consumed  much 
of  your  valuable  time,  but  has  occupied 
a  great  deal  of  the  time  of  the  City  of 
Chicago  and  the  Civic  Federation;  and, 
we,  as  Trustees,  finally  yielded  owing  to 
the  wrong  impression  created  by  the  in- 


vestigation of  the  Civic  Federation  and 
the  City  of  Chicago  as  to  the  value  of  the 
water  power  and  proceeded  to  advertise 
for  bids  during  sixty  days.  At  the  end 
of  that  time  only  one  additional  bid  had 
been  received  and  the  City  of  Chicago 
was  not  heard  from.  I  am  of  the  firm 
belief  however  that  the  Board  erred  in 
putting  restrictions  of  such  a  nature  on 
the  leasing  of  the  water  power  so  as  to 
make  it  impossible  for  any  corporation 
to  accept  the  conditions.  The  first  bid 
received  would  have  brought  a  revenue 
to  the  Sanitary  District  of  at  least  $100,- 
000.00  per  year.  Since  the  withdrawal 
and  the  return  of  the  checks  to  the  only 
two  bidders,  a  meeting  has  been  held 
which  was  attended  by  the  Trustees  and 
members  of  a  committee  of  the  City 
Council  who  were  appointed  by  the 
Mayor  of  the  City  of  Chicago,  but 
nothing  has  been  accomplished  so  far. 
I  feel  confident,  ^owever,  that  definite 
results  may  soon  follow  as  the  Board  was 
informed  that  the  City  could  raise  the 
money  to  construct  and  equip  a  plant  to 
utilize  all  the  water  furnished  by  the 
District.  The  Trustees  wisely  infornaed 
the  City  authorities  from  the  outset  that 
the  City  is  expected  to  compensate  the 
Sanitary  District  for  the  privilege.  The 
Sanitary  District  and  the  City  of  Chicago 
not  being  co-extensive,  we  could  be  en- 
joined by  parties  outside  of  the  City  who 
have  contributed  their  share  towards  the 
cost  of  constructing  the  Canal. 

This  is  merely  one  of  numerous  com- 
plications which  have  occurred  during 
the  construction  of  the  Channel,  grow- 
ing out  of  the  fact  that  the  City  of  Chi- 
cago and  the  Sanitary  District  are  differ- 
ent corporations,  and  not  one  and  the 
same,  as  many  people  believe.  The  San- 
itary District  includes  about  forty-three 
square  miles  of  territory,  and  a  popula- 
tion of  more  than  80,000  inhabitants  who 
are  not  within  the  corporate  limits  of  the 
City  of  Chicago.  On  the  other  hand, 
the  entire  population  of  the  city  living 
south  of  Eighty-seventh  street,  and  as 
the  territory  lying  south  of  that  street^ 
known  as  the  Calumet  district,  and  hav- 
ing an  area  of  forty- five  square  miles* 
are  not  embraced  in  the  boundaries  of 
the  Sanitary  District.  There  are  also 
two  small  districts  on  the  North  Side, 
the  Rogers  Park  district,  containing  four 
square  miles,  and  the  Norwood  Park 
district,  containing  two  and  one-half 
square  miles,  which  belong  to  the  city 
but  are  outside  the  limits  of  the  Sani- 
tary District  Yet  the  city  authoritiea 
have  assumed  certain  powers  within,  and 
have  secured  concessions  from,  the  Sani- 
tary District.    The  present  situation  is 
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anomalous,  to  say  the  least,  and  I  now 
renew  the  recommendation  contained  in 
my  annual  message  of  December  15, 
1897,  in  which  I  urged  that  steps  be 
taken  looking  to  the  annexation  to  the 
Sanitary  District  of  all  portions  of  the 
City  of  Chicago  not  included  at  present 
within  its  boundaries. 

The  credit  of  the  Sanitary  District, 
owing  to  the  strict  business  principles  of 
the  Cnairman  and  Committee  on  Finance 
and  our  able  Treasurer,  stands  in  as 
good  condition  as  the  previous  year — 
every  item  of  expense  or  construc- 
tion was  met  at  maturity  or  be- 
fore. In  this  connection  I  cannoc 
refrain  from  commending  the  wise  policy 
of  a  majority  of  the  Board  in  seeking 
further  aid  from  the  Legislature  two 
years  ago  in  having  the  tax  levy  of  1^ 
per  cent,  extended  for  the  years  1898-99 
as,  if  this  had  not  been  dpne,  there  is 
no  question  that  the  District  would  have 
had  to  suspend  work  for  an  indefinite 
time,  and  the  revenue  obtained  under 
the  one- half  of  one  per  cent,  tax 
levy  would  have  barely  been  sufficient 
to  pay  for  redeeming  bonds  and  interest 


and  running  expenses.  For  comparison, 
I  submit  the  following  facts  for  the  in- 
formation of  the  Trustees  and  the  public 
in  general: 

Expenditures,  1890-1898...  $28,280,680  87 
Receipts,  1890-1898 26,702,184  20 


Deficit  January  1.  1899.  |  1,528,496  17 
Expenditures,  1899 8,481,524  58 


I  4,960,010  76 

Receipts,  1899  (^  of  1  per 
cent,  on  1898  valuation)      1,031,588  76 


Deficit,  December  1, 1899$  8,928,426  99 

There  have  been  no  bonds  issued  since 
those  dated  January  2,  1899,  for  $190,- 
000.00,  owing  to  the  decrease  in  the 
Sanitary  District's  valuation,  which  has 
steadily  decreased  until  the  year  1898 
when  it  was  $218,000,000.00.  This  last 
issue  was  purchased  by  the  Home  Sav- 
ings Bank  at  a  premium  of  8.81  per  cent. 
The  outstandmg  bonds  and  dates  of  re- 
demption are  as  follows: 
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As  near  as  I  can  ascertain  the  assessed 
valuation  of  the  Hanitary  District,  for 
the  year  1899,  will  amount  to  about 
$360,000,000.  This  amount  will  not  per- 
mit the  District  to  issue  any  new  bonds 
to  redeem  bonds  maturint^.  Under  the 
new  Revenue  Law  the  District  is  only 
permitted  to  raise  by  issuing  bonds  two 
and  one- half  per  cent,  of  the  assessed 
valuation.  But,  fortunately,  under  the 
same  law  we  are  still  permitted  to  raise 
by  direct  tax  one  and  one-half  per  cent. 


of  the  assessed  valuation,  which  will 
amount  to  about  $5,400,000.  This  will 
enable  us  to  provide  for  our  maturing 
bonds  and  interest  and  the  redemption 
of  contractor's  warrants  issued  during 
the  vear  1899,  amounting  to  $3,675,- 
710.87. 

Following  is  a  table  of  net  receipts  and 
disbursements  from  the  organization  of 
the  District  to  December  1,  1899;  also 
table  of  construction  account  to  Decem- 
ber 1,  1899: 


NET  RECEIPTS  AND  DISBURSEMENTS  FROM  ORGANIZATION 

CEMBER  1,  1899. 

Heceipts. 

AdmiaistratidD,  sundries 

Bond  Account $10,790,000  00 

Construction  Account 

QeDeral  Account 

Interest  on  Deposits 210,784  63 

Interest  on  Tax  Warrants 

Interest  •n  Bonds 

Land  Account,  right  of  way , 

Tax  Accennt. 18,701,143  61 

Maintenance  Account 

TaxLevyl899   2,495,110  37 


TO  DE- 

DUhxtrMmenU . 
%  2,158,565  06 

22,301,504  01 
479,868  43 

337,749  58 
2,727,798  42 
3,163,685  05 

91,503  35 


Tax  Warrants  1896,  outstanding 

Tax  Warrants  1897,  outstanding 

Tax  Warrants  1898,  outstanding 

*Labor  Account,  Section  E 

*Labor  Account,  Section  F 

♦E.  D.  Smith  &  Co 

*Heldmaler  &  Neu , . .' 

Capitalization  and  Maintenance  of  Bridges 

Special  Commissioners,  Chicago  Drainage  Channel. 


11,372  05 
15,000  00 
10,584  80 


Total  disbursements 

Cash,  Emergency  Fund,  sundries 

Cash,  Treasurer's  Balance,  Dec.  1,  1899 $616,624  69 

Less  unpaid  warrants 247  28 

True  balance 


20,133  45 

22,118  14 

2,400  00 

140  00 

261,548  20 

35,590  01 

$31,602,598  70 
15,019  35 


616,377  41 


Totals $32,283,995  46      |32,238,99r  46 


^NoTB— These  items  are  charges  against  contractors. 


SANITARY    DISTRICT   OF    CHICAGO. 

CONDITION  OF  CONSTRl'CTION  ACCOUNT  DECBMBBR  1,   1899. 


DE8IONA.TION. 

Approximate 
Estimate. 

Amount 
Vouch  ered. 

Amount 
UnvoucherM. 

Chicago  River 

$    724,687  87 
575,288  67 
270,455  53 
161,471  81 
217,287  06 
326,672  19 
289,846  00 
326,265  66 

$   549,011  01 
502,506  96 
260,077  06 
161,471  81 
217,287  06 
311,524  51 
289,846  00 
326,265  66 

$     175,676  86 

Section  O 

72,781  71 

'*      N 

20,378  47 

"     M 

'•      L 

'»      K 

15,047  68 

I 

•'     H 
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CONDITION  OF  CON8TRITCTION  ACCOUNT  DECBfifBSR  1,   1800— Continued, 


DESIGNATION. 


Section  G 

»*      Y 

*'    e! .!!!.'.    ! '. ..  .V. 

*'      D 

'*      c 

»'      B 

»»     A 

1 

**       2 

"       3 

4 

**       5 

♦♦       6 

**       7 

"       8 

''       9 

**      10 

"      11 

»'      12  

*'      13 

**      14 

•'     15  

"      16 

*'      17 

*'      18 

Disposal  Works  at  Lockport 

Repalriof?  I.  and  M.  Canal 

Van  Buren  Street  approach  span,  Chicago  River 

Taylor  Street  Brid|;e,  (/hlcago  River 

C.  T.  T.  R.  R.  Co.'s  Bridge,  Chicago  River 

Southwest  Boulevard  Bridge,  M.  C,  Sec.  O 

Pan  Handle  R.  R.  Co.'s  Bridge,  M.  C,  Sec.  O. . . 
C,  M.  &  N.  R.  R.  Co.'s  Bridge.  M.  C,  Sec.  N. . . 
C,  M.  &  N.  R.  R.  Co.'s  Bridge,  Kedzie  Av.,  Sec.N 

Kedzie  Avenue  Bridge,  M.  C,  Sec.  N 

A.,  T.  &  S.  F.  Ry.  Co.'s  Bridge,  M.  C,  Sec.  N. . 
Belt  Railway  of  Chicago's  Bridge,  M.  C,  Sec.  K 
A.,  T.  &  S.  F.  Ry.  Co.'s  Bridge,  M.  C,  Sec.  G. . 
A.,  T.  &  S.  F.  Ry.  Co.'s  Bridge,  D.  R..  Sec.  F.. 

Lyons-Summit  Road  Bridge,  D.  R.,  Bee.  E 

Lyons-Summit  Road  Bridge,  M.  C.i  Sec.  F 

C.  T.  T.  R.  R.  Co.'s  Bridge,  M.  C,  Sec.  E 

C.  T.  T.  R.  R.  Co.'s  Bridge,  D.  R.,  Sec.  E 

Willow  Springs  Highway  Bridge,  M.  C,  Sec.  1. . 
A.,  T.  &  S.  F.  Ry.  Co.'s  Bridge,  M.  C,  track  de- 
viation and  Stephens  Street  Subway.  Sec.  8.. 
A.,  T.  &  S.  F.  Ry.  Co.'s  Bridge,  D.  R.,  Sec.  8. . . 

Lemont  Highway  Bridge,  M.  C,  Sec.  8 

Lemont  Highway  Bridge,  D.  R.,  Sec.  8 

Western  Stone  Co.'s  Bridge,  D.  R.,  Sec.  10 

Romeo  Highway  Bridge,  M.  C,  Sec.  12 

Lockport  Highway  Bridge,  Sec.  1(5 

Wire  Mills  Road  Bridge,  Sec.  16 

E.,  J.  &  E.  R.  R.  Co.'s  Bridge  bet.  Sees.  16  and  17 

Towpath  Bridge,  Sec.  17 

Cass  Street  Bridge.  Sec.  18 

JefTerson  Street  Bridge,  Sec.  18 

C  R.  I.  &  P.  R.  R.  Co.'s  Bridge,  Sec.  18 

Crib  work  at  Joliet 

Bridges  not  yet  contracted  for 

Total  estimate  of  Construction  Account 

Capitalization  of  Bridges 

Totals 


Approximate 
Estimate. 


(  398,638  40 
417,082  18 
798,680  05 
594,919  83 
484,259  40 
498,587  76 
917,325  81 

1,356,510  66 
940,975  86 
842,601  35 

l,a59,088  (56 
755,860  92 
745,016  88 
797,496  &3 

1,016,188  39 
819,424  80 

1,009,136  70 
841,571  92 
875,516  08 

829.388  19 
938,057  10 
552,038  46 

76,667  61 
458,822  10 

402.389  26 
*   264,096  42 

18.052  85 

24,495  87 

81,040  20 

372,884  96 

149,9(52  42 

I-  581,014  55 

182,980  74 

14.515  47 

48,518  58 

82,591  99 

156.601  39 
114,805  72 

19,210  78 
18,220  47 
41.193  18 
50,683  75 
16,912  40 
22,968  52 

140.602  08 
23,275  07 
21,227  89 
22.329  89 
15,988  68 
80,085  28 
16,943  OS 
17,429  51 
41,984  62 
29,066  85 
38,265  75 

.  45.627  25 
36,608  00 
85,917  56 
42,000  00 


$24,070,103  01 
410,000  00 


(24,480,103  01 


Amount 
Vouchered. 


(  898,638  40 
382,928  75 
779,264  62 
594,919  83 
484,259  40 
498,587  76 
917,325  81 

1,850,880  88 
940,975  86 

841.291  85 
1,058,638  66 

755,860  92 
745,016  38 
797,495  98 

1,018,986  22 
819,424  80 

1,009,186  70 
841,571  92 
874,280  72 
821,04i  61 
981,467  10 
552.083  46 
67,206  35 
349,137  68 

817.292  85 
268,946  42 

18,052  85 

6,990  00 

30,918  78 

86,319  03 

145,784  20 

256,670  98 

170,980  74 

14,515  47 

43,U8  58 

80,591  99 

56,719  71 

114,805  72 

19,210  78 

18,220  47 

41,193  18 

50.683  75 

13,974  49 

22,968  52 


110,298 
28,275 
21,227 
22.829 
15,983 
80,085 
16,748 
17,104 
41,984 
618 


70 
07 
39 
89 
68 
28 
16 
67 
62 
57 


6,368 

7,258 

ai.9l7 


44 
75 
56 


$22,549,346  22 
261,548  20 


$22,810,8»4  42 


Amount 
Unvoucher'd. 


$ 


34.103  88 
19,365  43 


6,179  83 


1,810  00 
450  00 


2,247  17 


1,235  86 
8,348  58 
1,600  00 


9,461  16 

104,684  43 

85,096  91 

150  00 

"l7,505'87 
50,121  43 

286,065  98 
4,238  22 

274,848  67 
12,000  00 


5,400  00 

2,000  00 

99,881  68 


2,987  91 


30,808  88 


194 
824 


92 

84 


28,458  28 
88,265  75 
89.263  81 
29,354  35 


43,000  00 


$    1,530,756  19 
148,451  80 


$   1,669,208  50 


*This  amount  excludes  hydraulic  fittings  and  sluice  gate  traveler, 
t Original  bid  on  superstructure  used  in  this  estimate. 
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As  an  offset  to  the  numerous  obstacles 
we  have  encountered  in  previous  years, 
and  especially  during  the  last  year  of  my 
administration,  it  is  gratifying  to  me, 
and  must  have  been  to  you,  to  receive 
the  preliminary  report  of  the  special 
commission  appointed  by  the  Qovernor 
to  inspect  the  Chanrtel,  as  prescribed  by 
law.  It  is  true  that  the  final  permit  has 
not  been  granted  by  the  Gk)vernor,  owing 
to  matters  yet  to  be  adjusted,  but  it  is 
now  a  matter  of  record  and  is  a  notice  to 
the  entire  valley  people  that  we,  as 
Trustees,  have  not  tried  to  evade  the 
law,  nor  have  we  done  so  in  any  manner, 
but,  on  the  contrary,  have  carried  it  out 
to  the  letter.  The  special  commission, 
in  my  opinion,  has  worked  faithfully 
from  the  time  its  members  were  ap- 
pointed, and  I  feel  confident  that  they 
will  not  stand  on  technicalities  and 
thereby  delay  the  opening  of  the  Chan- 
nel beyond  the  beginning  of  the  year 
1900. 

In  my  last  message  your  attention  had 
been  called  to  the  improvement  of  the 
Calumet  region.  Meetings  were  held 
with  citizens  of  said  region  and  the 
members  of  the  Board,  and,  while  a  ma- 
jority of  the  citizens  present  were  in 
favor  of  paying  their  just  proportion 
towards  our  Main  Channel,  the  more 
powerful  minority  was  opposed  to  such 
a  proposition.  A  bill  was  finally  pre- 
pared by  the  majority  and  presented  to 
the  legislature  for  the  purpose  of  bring- 
ing all  contiguous  territory  into  the 
Drainage  District,  but  this  bill  was 
defeateii  by  the  powerful  minority  and 
it  will  be  some  time  before  the  matter 
can  T>e  again  taken  up.  The  next  Gen- 
eral Assembly  will  not  meet  until  Jan- 
uary,  1901. 

The  North  Branch  should  also  not  be 
lost  sight  of,  and  I  have  been  informed 
that  there  is  a  movement  on  foot  for  the 
City  of  Evanston  to  come  into  the  Sani- 
tary District.  This  must  come  sooner  or 
later,  and  when  it  does  come  about,  a 
navigable  waterway  should  be  con- 
structed from  the  ]ake,permitting  vessels 
to  come  in  from  the  north  instead  of 
entering  the  present  harbor,  This  would 
avoid  a  great  deal  of  delay  and  annoy- 
ance to  citizens  and  traffic  between  the 
North  and  South  Sides,  as  now  all  ships, 
with  freight  either  for  the  North  or 
South  Branch,  must  enter  at  the  one 
place. 

As  the  water  is  soon  to  be  flowing 
through  the  Channel,  and  boats  will  be 
able  to  navigate  the  same  as  far  as  Lock- 
port,  it  would  be  well  for  the  Board  of 
Trustees  to  advertise  and  receive  pro- 


posals for  the  purchase  of  the  stone  and 
clay  excavated  from  the  Channel  and 
deposited  along  its  banks.  And,  in  this 
connection,  I  would  advise  that  it  be  so 
disposed  of  as  not  to  interfere  with,  or 
work  a  hardship  to,  merchants  in  the 
same  line  of  business,  who  have  contrib- 
uted largely  to  the  cost  of  the  Channel. 
But  the  time  is  not  far  distant  when 
land  along  the  Channel  will  be  valuable 
for  manufacturing  and  elevator  pur- 
poses, and  as  the  rock  and  clay  would 
bring  a  large  revenue,  you  would  at  the 
same  time  be  preparing  the  District 
lands  for  this  purpose. 

As  it  seems  impossible  for  the  people 
of  the  Calumet  region  to  come  together 
and  agree  on  a  bill,  and  also  to  agree  with 
the  members  of  this  Board  as  to  their 
just  share  to  be  by  them  paid  towards 
the  Main  Channel,  and  although  the 
Thirty-ninth  Street  conduit,  when  com- 
pleted, will  be  sufficient  to  dilute  the 
sewage  of  an  increased  population  of  at 
least  500,000,  yet  it  would  seem  to  me 
advisable  for  this  Board  to  locate  an- 
other channel  to  the  south,  inside  of  the 
limits  of  the  Sanitary  District.  The 
taking  of  a  new  census  in  1900  having 
'  been  ordered,  and  the  fact  that  the  same 
will  possibly  be  completed  in  a  few 
years^  we  should  be  prepared  to  meet 
the  demands  of  the  law  in  regard  to  the 
additional  water  for  an  increased  popu- 
lation. 

I  make  this  suggestion,  however,  more 
as  a  matter  of  precaution  and  economy 
than  otherwise,  because  I  think  it  prob- 
able that  the  present  Channel  will  be  of 
sufficient  capacity  to  meet  the  demands 
of  the  increased  population,  as  shown  by 
the  new  census.  Still  the  fact  remains 
that  sooner  or  later  the  flow  of  water  must 
be  increased,  and  it  may  be  the  part  of 
wisdom  from  an  economical  standpoint 
alone  to  begin  making  arrangements 
now  for  securing  the  increased  supply 
when  needed  Land  is  comparatively 
cheap  at  present,  and  a  right  of  way  for 
the  auxiliary  Channel  can  be  purchased 
now  for  much  less  than  it  will  probably 
cost  in  the  future.  Besides,  we  must 
find  a  population  willing  to  co-operate 
with  us  in  the  construction  of  the 
auxiliary  Channel.  If  the  people  of  the 
Calumet  region  persist  in  declining  to 
come  to  an  understanding  with  us,  then 
we  must,  of  course,  look  elsewhere. 

Now  that  the  gigantic  enterprise, 
with  which  we  have  been  actively  con- 
nected, some  of  us,  almost  from  its  in- 
ception, is  nearing  completion,  it  is  at- 
tracting the  attention  of  the  people  of 
the  Mississippi  Valley  who  regard  the 
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Sanitary  ChanDel  as  an  important  link 
in  the  deep  waterway,  which  they  hope 
to  see  constructed  from  Lake  Michigan 
to  the  Mississippi  River.  Naturally,  it 
has  been  the  primary  object  of  this 
Board  to  build  a  Sanitary  Channel  for 
the  City  of  Chicago,  but  we  have  never 
overlooked  the  possibility  of  this  Chan- 
nel becoming  part  of  a  great  waterway 
to  be  under  the  control  of  the  Govern- 
ment of  the  United  States.  The  work 
we  have  done  has  excited  the  interest  of 
the  civilized  world.  Engineers  from  all 
parts  of  the  United  States,  and  from  the 
nation^  of  Europe  have  come  here  to  in- 
spect it,  and  have  gone  away  praising 
not  only  the  Canal,  but  the  enterprise 
and  public  spirit  of  the  people  of  Chi- 
cago who  contributed  the  money  for 
constructing  it.  They  regarded  it  as 
something  more  than  a  mere  Drainage 
Channel — they  recognized  that  it  could 
be  utilized  as  a  ship  canal,  capable  of  ac- 
commodating the  largest  lake  craft. 
The  character  of  the  work  and  the  ca- 
pacity of  the  Channel  alike  indicate  that 
it  was  intended  to  be  a  ship  canal. 

I  respectfully  suggest  that  the  mem- 
bers of  this  Board  should  do  all 
they  can,  in  their  individual  as  well 
as  their  official  capacity  to  assist 
the  movement  now  under  way 
to  connect  Lake  Michigan  and  the  Mis- 
sissippi River  with  a  water-way  of  at 
least  sufficient  dimensions  to  enable  ves- 
sels which  now  come  to  the  river  as  far 
as  St.  Louis  to  continue  their  journey 
to  Chicago  and  other  lake  ports.  The 
money  to  extend  this  water-way  beyond 
Lockport  must,  of  necessity,  be  appro- 
priated by  the  General  Government.  It 
is  estimated  that  an  expenditure  of 
125,000,000  will  complete  the  water- way 
from  Lock  port  to  the  mouth  of  the  Illi- 
nois River,  giving  a  sufficient  depth  in 
the  lower  Illinois  to  accommodate  the 
character  of  ships  mentioned.  It  is  in- 
conceivable that  Congress  would  hesitate 
to  appropriate  the  amount  named,  when 
the  Sanitary  District  alone  has  expended, 
or  will  have  expended,  not  less  than 
$86,000,000  when  the  work  is  finished, 
on  the  Canal  from  Chicago  to  Lock- 
port. 

The  opening  of  such  a  water-way 
would  not  only  be  of  immense  value  to 
the  merchants  and  manufacturers  of 
Chicago,  but  would  be  of  great  benefit 
to  the  farmers  of  Indiana,  Michigan, 
Wisconsin  and  Illinois.  It  would  have 
the  effect  to  greatly  reduce  the  charges 
for  freight  transportation,  and  in  the  one 
item  of  grain  shipments  alone  would 
probably  save  to  the  farmers  of  the  mid- 


dle west  in  a  single  year  a  sum  of  money 
equal  to  the  cost  of  its  construction. 

It  gpves  me  great  pleasure  to  testify  to 
the  diligence  and  efficiency  with  which 
the  officials,  sub  officials  and  employes 
of  the  Sanitary  District  have  discharged 
their  duties  during  the  year  just  ended. 
In  conclusion,  I  return  my  sincere  thanks 
to  the  members  of  this  Board,  who  have 
at  all  times  treated  me  with  the  utmost 
courtesy,  and  who,  by  their  capable  and 
hearty  assistance,  have  done  much  to 
render  less  arduous  and  exacting  the 
manifold  duties  imposed  upon  me  as 
your  presiding  officer.  Grateful  for  the 
confidence  resposed  in  me  and  the  honors 
shown  me  by  associates,  this  message  is 

Respectfully  submitted, 

WlLUAK   BOLDBNWBCK, 

President,** 

ELECrriON  OP  PRESIDENT. 

The  election  of  President  of  the  Board 
being  then  in  order,  President  Bolden- 
weck  called  Mr.  Eckhart  to  the 
Chair  and  Mr.  Wenter,  seconded  by  Mr. 
Kelly,  nominated  Mr.  William  Bolden- 
week  for  President  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
for  the  ensuing  year. 

There  being  no  further  nominations, 
Mr.  Kelly  moved  that  the  President  be 
elected  by  roll-call. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

On  roll-call,  on  the  election  of  Presi- 
dent, the  vote  stood:  For  Mr.  Bolden- 
week— Messrs.  Braden,  Eckhart,  Kelly, 
Mallette,  Smyth  and  Wenier—six. 

Upon  this  result  the  Chairman  declared 
Mr.  William  Boldenweck  duly  elected 
President  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  for  the 
ensuing  year. 

The  Chairman  then  called  President 
Boldenweck  to  the  chair,  who  thereupon 
took  his  seat  and  thanked  the  Board  for 
the  honor  conferred. 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Mallette,  the  tenth  annual  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  then  adjourned. 
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REGULAR  MEETING. 

The  four  hundred  and  sixty-fifth 
regul&r  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  thn  Board,  Security 
Building,  Wednesday,  December  6, 1899, 
at  2  o'clock  P.  M. 


On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Kelly,  Mallette, 
Smyth  and  Wenter — eight  members,  were 
present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MmUTBS. 

The  minutes  of  the  special  meeting, 
held  November  38,  1899,  were  approved 
as  printed,  on  motion  of  Mr.  Kelly, 
seconded  by  Mr.  Eckhart. 


VOUCHERS. 

The  Clerk  presented  the  foUowinj?  vouchers  : 

LAW  DEPARTMENT. 

The  Waukesha  Water  Company  (water) $  6  75 

Callaghan  &  C:  (law  books) 1 0  75 

Edwards  &  Hancock  (stationery) 14  05 

Edward  R.  Nadelhoffer  (stenographic  fees) . ,  5  00 

E.  C.  Shaw  (stenographic  fees) 5  00 

W.  H.  Edwards  &  Co.  (stenographic  fees). 10  42 
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Richard  H,  Wyman  (stenejrraphic  fees) $  2445 

♦Murray  J.  Brady  (stenographic  fees) 113  75 

*Frank  Vander  Bofi^art,  clerk  (court  costs) 104  65 

*John  W.  Nadelhoffer  (expense) 69  96 

•  GENERAL  ACCOl^NT. 

E.  D.  Kilbourne,  M.  D.  (streams  examination) $       19  25 

♦Security  Deposit  Company  (rent  of  offices,  December,  1899) 498  83 

POLICE  DEPARTMENT. 

Mrs.  A.  Hartwijf  (laundry)  ..• t         5  00 

John  Welgmuth  (teamlnjf) 8  00 

Michael  Lambert  (teaming) 9  00 

♦construction  account. 

Lydon  &  Drews  Company  (Chicago  River  di edging) $  5,187  00 

Lydon  &  Drews  Company  (Lake  Front  Park  filling) 4,992  00 

Lydon  &  Drews  Company  (By- pass,  Chicago  River) 9.910  86 

Lydon  &  Drews  Company  (By-pass,  Chicago  River) ^ 6,886  31 

Mason,  Hoge,  King  &  Co.  (Sec.  8,  December  1, 1899) 4,931  87 

Sackley  &  Peterson  (Sec.  8,  subway) 4, 134  37 

Hayes  Bros.  (Sec.  16,  December,  1,  1899) 3,830  52 

Heldmaler  &  Neu  (Sec.  17,  December  1,  1899) 18,378  80 

Heldmaier  &  Neu  (Sec.  17,  account  reserve  percentage) 10,000  00 

Gahan&  Byrne  (Sec.  18,  December  1, 1899) 38,289  75 

Christie  &  Lowe  (Sec.  K,  December  1,  1899 ) 788  37 

The  Toledo  Bridge  Company  ( Sec.  K,  Belt  Railway  Bridge) 1,721  31 

Hayes  Bros,  et  al.  (Sec.  N.  December  1,  1899) 3,889  55 

Hayes  Bros,  et  al.  (Sec.  O,  December  1,  1899) 3,836  80 

McArthur  Bros.  Company  (Sec.  O— Eight-track  Bridge) 33,841  68 

McArthur  Bros.  Company  (Sec.  O— Eight-track  Bridge) 33,363  64 

Thomas  Moulding  Company  (Sec.  O— Eight-track  Bridge) 10,666  48 

Green's  Dredging  Company  (Sec,  O— Collateral  Channel) 2,888  19 

The  A.,  T.  &  S.  F.  Ry.  Co.  (Sec.  8,  deviation) 2,766  79 

Jollet  Railroad  Company  (Jefferson  Street  Bridge) 483  71 

The  Marsh  &  Bingham  Company  (Belt  Railway  Bridge) 969  89 

Continental  Bolt  and  Iron  Works  (Belt  Railway  Bridge) 389  35 

Meacham  &  Wright  (concreting  clay  pockets) 219  70 

Ft.  Wayne  Foundry  and  Machine  Company  (Van  Buren  St.  By -pass) ..  123  50 

McArthur  Bros.  Co.  and  Winston  &  Co.  (P.  H.  Temporary  Bridge)....  117  99 

Grand  total 


ri999 


$     363  78 


517  58 


23  00 


165,247  68 
$166,151  04 


*To  be  paid  by  warrants,  with  interest  coupons  attached,  drawn  against  the  Tax  Levy  for  ISM. 


Mr.  Garter,  secoDded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Smyth  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 


REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.  1105.  Clerical  Department  (file 
boxes) $24  00 

Mr,  Carter,  seconded  by  Mr.  Smyth, 
moved  that  Requisition  No.  1106,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:   Teas — 
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Messrs.  Boldenweck,  Braden,  Carter, 
£ckhart,  Kelly,  Smyth  and  Wenter — 
seTen.     Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

MONTHLY  REPORT  ON  BMPLOYBS. 

The  Clerk  presented  a  report  showing 
the  number  of  persons  in  the  employ  of 
the  District  for  the  month  ending  l^ovem- 
ber  30,  1899,  which  was  read,  and  by 
unanimous  consent  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT : 

"Chicago,  December  1, 1899. 

To  the  Honorable^  the  Board  of  Trtutees  of  the 
Sanitary  JDMriet  of  Chicago : 

Gbntlebibn  — I  beg  leave  to  report 
herewith  the  number  of  employes  in  each 
department  for  the  month  ending  No- 
vember 80, 1899,  as  the  same  have  been 
reported  to  me: 

Engineering  department 97 

Mamtenance  account. .  ^ 8 

Clerical  department b 

Law  department 8 

Treasury  department 1 

Police  department 28 

General 5 

Total  employee 152 

Respectfully  submitted, 

(Signed)  Joseph  F.  Haas, 

Clerky 

MONTHLY  REPORT   FROM » gLBRICAL    DE- 
PARTMENT. 

The  Clerk  presented  a  report  from  the 
Clerical  Department  for  the  month  of 
November,  1899,  which  was  read  and, 
by  unanimous  consent,  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

"Chicago,  December  1, 1899. 

To  the  Honorable^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — I   herewith   submit  the 


report  of  the  Clerical  Department  for  the 
month  of  November,  1899. 

The  total  expenditure  of  the  District 
for  the  month  was  $414,269.91,  of  which 
amount  the  sum  of  $856.10  was  paid  in 
Regular  Warrants,  $412,883.26  in  1899 
Tax  Levy  Warrants,  and  the  sum  of 
$580.55  by  the  Treasurer  of  the  District, 
for  which  no  warrant  was  required.  Of 
the  amount  paid  by  the  Treasurer  the 
sum  of  $567.00  was  for  1898  Tax  War- 
rants redeemed,  and  $13.55  for  interest 
on  same. 

The  total  amount  expended  on  account 
of,  and  charged  to,  the  Clerical  Depart- 
ment during  the  month  of  November 
was  $2,149.67,  of  which  amount  the  sum 
of  $2,136.67  was  for  salaries,  and  $13.00 
for  general  office  expenses. 

There  are  no  outstanding  liabilities 
against  the  the  Clerical  Department  and 
the  expenditure  for  the  preseni;  month 
will  be  about  $1,200.00. 

The  total  amount  expended  for  account 
of,  and  charged  to,  the  General  Account 
during  the  month  of  November  was 
$12,239.96,  divided  as  follows: 

Rent  for  November,  1899 $   498  33 

Printing 276  28 

Streams  Examination 1,808  96 

Salaries, 5,777  67 

Advertising 11  70 

General  Expenses 8,276  77 

Telephone  service 595  25 

Total $12,239  96 

The  expenditure  for  the  present  month 
for  the  General  Account  will  be  about 
$6,000.00. 

Of  the  total  amount  of  1896  Tax  Levy 
Warrants  issued,  there  is  now  outstand- 
ing the  sum  of  $11,873.05;  of  the  1897 
Tax  Levy  Warrants  issued,  there  is  now 
outstanding  the  sum  of  $16,000;  of  the 
1898  Tax  Levy  Warrants  issued,  there  is 
now  outstanding  the  sum  of  $10,584.80; 
and  of  the  1899  Tax  Levy  Warrants, 
there  is  now  outstanding  the  of  $2,495,- 
110.37. 
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The  following  is  a  tabulated  statement  of    total  expenditures  for  the  month 
of  November,  1899: 


Account. 


Engineering  Department 

Construction 

Clerical  Department 

Law  Department 

Treasury  Department 

General 

Police 

Maintenance 

Joseph  F.  Haas,  Clerk 

Heldmaier  &  Neu 

C.  0.  Gilbert,  Attorney 

1898  Tax  Warrants  redeemed. .  • 
Interest  on  Tax  Warrants  re- 
deemed  


Total 


Regular 
Warrants. 


852  20 


18  00 
97  10 


284  78 
89  75 
69  27 


856  10 


1899 
Tax  Levy 
Warrants. 


$  27,761  25 

349,436  66 

2,136  67 

5,581  78 

388  83 

11.965  18 

5,370  52 

2,306  91 

4,811  01 

140  00 

3,000  00 


$412,883  26 


Paid  by 
Treasurer. 


567  00 
13  66 


580  55 


Total  for 
Month. 


I   28,113  45 

349,436  66 

2.149  07 

5,678  88 

883  38 

12,239  9e 

5,410  27 

2,376  18 

4,811  01 

140  00 

3,000  00 

567  OO 

18  55 


1414,269  91 


(Signed) 


Respectfully  submitted, 

Joseph  F.  Haas,  Clerk, 


MONTHLY  RBPORT  FROM  TREASURY  DEPARTMENT. 

The  Clerk  presented  a  report  from  the  Treasury  Department  for  the  month  of 
November,  1899,  which  was  read  and,  by  unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT  : 

Beceipts. 

Balance  on  hand  at  date  of  last  report $    440,284  4a 

From  County  Treasurer,  Sanitary  District  Tax  Account $  900,000  00 

From  County  Treasurer.  Sanitary  District  Tax  Account 100,000  00 

From  J.  F.  Haas,  Clerk,  Engineering  Department 16  00 

From  J.  F.  Haas,  Clerk,  Eng^lneerlng  Department 8  60 

From  J.  F.  Haas,  Clerk,  Land  Account 60  00 

From  J.  F.  Haas,  Clerk,  Land  Account 9,707  00 

From  J.  F.  Haas,  Clerk,  Land  Account M  00 

From  J.  F.  Haas,  Clerk,  Construction  Account 2,110  04 

From  Chicago  National  Bank,  Interest  Account 747  10 

Total  cash  received  for  month S    S1S^66S  Of 

S      768,887  47 


DieburtemenU. 

Clerical  Department $  18  00 

Engineering  Department 294  00 

Law  Department 97  10 

General  Account 218  81 

Police  Department 17  25 

Maintenance  Account 68  67 

Bond  Account 100,900  00 

Interest  and  Premium  Account 86,000  OO 
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Tax  Warrant  Paid,  Levy  1808 $  567  00 

Interest  on  Tax  Warrant,  hoyy  1896 13  55 

Total  cash  disbursed $     138.372  78 

Balance  this  date,  in  banks  as  per  schedule  endorsed  hereon 616,624  60 

SeheduU. 

Chioaico  National  Banis $     500,686  01 

National  Bank  of  niinois 85.088  78 

Total $      616,684  69 

Chicago,  December  1, 1899.  (Signed)  F.  M.  BLOUNT,  Treaturer. 

By  S.  I*.  BLOUNT,  Asst.  Treasurer. 


ORDER  IN  REFERENCE  TO  PAYMENT  OF 
EXPENSES  OF  SPECIAL  COMMISSIONERS, 
CHICAGO  DRAINAQB  CHANNEL. 

Under  the  head  of  new  business, 
Mr.  Garter  presented,  and  the  Clerk 
read,  an  order  that  the  Clerk  be  directed 
to  draw  a  warrant  on  the  Treasurer  of 
the  District  in  the  sum  of  $1,580.65  in 
favor  of  the  Clerk,  said  amount  to  be 
treated  as  a  special  emergency  fund  to 
be  used  in  the  payment  of  pay-roll  and 
bills  incurred  for  the  month  of  Novem- 
ber, 1899,  by  the  Commissioners  ap- 
pointed by  the  Governor  of  the  State  of 
Illinois,  under  Section  27  of  the  Sanitary 
District  Act;  and  that  the  Clerk  shall 
pay  said  Commissioners  the  amount 
shown  to  be  due  according  to  the 
schedule  accompanying  said  order,  duly 
certified  by  said  Commissioners. 

Mr.  Carter,  seconded  by  Mr.  Braden, 
moved  that  the  order  be  adopted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Mallette,  Smyth  and 
Wenter — eight.     Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  ORDER: 

Ordered,  That  the  Clerk  be,  and  he  is 
hereby,  directed  to  draw  a  warrant  on 
the  Treasurer  of  the  District,  in  the  sum 
of  fifteen  hundred  eighty  dollars  and 
sixty- five  cents  ($1,580.65),  in  favor  of 
himself,  said  amount  to  be  treated  as  a 
special  emergency  fund,  to  be  used  in 
payment  of  pay  roll  and  bills  incurred 
for  the  month  of  November,  A.  D.  1899, 
by  the  Commissioners  appointed  by  the 
Governor  of  the  State  of  Illinois,  under 
and  by  virtue  of  Section  27  of  an  act  en- 
titled, *'An  act  to  create  Sanitary  Dis- 


tricts and  to  remove  obstructions  in  the 
Desplaines  and  Illinois  Rivers,  and  the 
dams  at  Henry  and  Copperas  Creek,"  ap- 
May  29,  1889.  in  force  July  1,  1889. 

Ordered^  Further,  That  the  Clerk  shall 
pay  to  said  Commissioners  the  amount 
shown  to  be  due  according  to  a  schedule 
of  pay  roll  and  bills,  incurred  as  afore- 
said, duly  certified  by  said  Commis- 
sioners. 

The  following  is 

THE  SCHEDULE: 

"items  op  expense,  pat  roll  op  engi- 
neering DEPARTMENT  AND  SALARIES  OP 
SPECIAL  COMMI8SIONEU8  FOR  THE  MONTH 
OP  NOVEMBER,    1899. 

JCngifteerhig  Deparbnent. 

H.  A.  Potwia,  Assistant  Encfineer, 
November  salary $      166  66 

H.  A.  Potwin,  Assistant  Eng^iueor, 
additional  expenses  for  November  5  57 

E.  Zarbell,  draughtsman,  Novem- 
ber salary 100  00 

E.  Zarbell,  additional  expenses, 
September,  October  and  Novem- 
ber    18  75 

Desmond  Fitzgerald,  additional  ex- 
penses for  November 8  75 

J.  B.  Clow  &  Son,  supplies 3  77 

Proprietors  locks  and  canals,  Mer- 
rimack River,  reports 150  00 

Edwards  &  Hancock  Company, 
supplies 2  35 

Oliphant  Printing  Company,  sup- 
plies   5  00 

Binner  Engraving  Company,  maps 
and  tracings 63  50 

$      524  85 

Office  Department. 

Typewriter  rent  to  December  22, 

1899 f         7  00 


December  6,] 


—6160— 


|18M 


Waukesha  Water  Company,  cou- 
pons   , 

Chicago  Towel  Company,  Koyem 
ber  rent , 

Security  Deposit  Company,  rent 
and  light  to  December  1, 1899 

Miss  Belby,  stenographer  and  clerk, 
November  salary , 

Sam  Hanks,  ice,  account,  November 

$      716  85 

ComtnUsiofiera^  Salaries. 

Al.  F.  Schoch,  per  diem  and  ex- 
penses for  November $     298  60 

Isaac  Taylor,  per  diem  and  expenses 
for  November. 305  70 

John  Lambert,  per  diem  and  ex- 
penses for  November 260  00 


$ 

3  75 

225 

> 

76  50 

100  00 

1 

2  50 

Total $  1,580  65 


These  accounts  have   been   duly   author- 
ized and  approved  by  the  Board. 

(Signed)  Isaac  Taylor, 

President. 

Al.  F.  Schoch, 
Secretary. ^^ 


ADJOURNMENT. 

On  motion  of  Mr.  Wenter,  seconded 
by  Mr.  Mallette,  the  Board  then  ad- 
journed. 


^^^^ 


ClerJL 
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REGULAR  MEETING. 

The  four  hundred  and  sixty-sixth 
regular  meeting  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  was 
held  in  the  rooms  of  the  Board,  Security 
Building,  Wednesday,  December  18, 1809, 
at  2  o'clock  P.  M. 

On  roll-call,  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly,  Mal- 
lette,  Smytfi  and  Wenter — nine  mem« 
bers,  were  present. 

President  Boldenweck  then  called  the 
Board  to  order. 

MINUTES. 

The  minutes  of  the  annual  meeting 
held  December  S,  and  of  the  regular 
meeting  held  December  6,  1899,  were  ap- 
proved as  printed,  on  motion  of  Mr. 
Kelly,  seconded  by  Mr.  Braden.  - 


APPOINTMENT  OF  COMMITTEES  FOR  1801H 

190O. 

The  President  presented,  and  the  Clerk 
read,  a  message  appointing  the  Commit- 
tees  of  the  Board  for  the  years  1899- 1900. 

Mr.  Mallette,  seconded  by  Mr.  Wen- 
ter, moved  that  the  message  be  received, 
and  that  the  list  of  committees  as  ap- 
pointed be  approved. 

The  motion  prevailed  unanimou8]y,and 
it  was  so  ordered. 

The  following  is 

THE  MESSAGE: 

"Chicaoo,  Decemt>er  13, 1899. 

To  the  Honorable,  the  Board  of  Trusteee  of 
the  Sanitary  District  of  Chicago: 

Gentlemen — With  your  concurrence 
I  submit  the  following  list  of  standing 
committees  for  the  ensuing  year: 

Judiciary — Mr.    Mallette,    Chairman 
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and  Messrs.  Eckhart,  Jones,  Braden  and 
Kelly. 

Finance — Mr.  Garter,  Chairman,  and 
Messrs.  Eckhart,  Wenter,  Kelly  and 
Jones. 

Eingineering-^Mr.  Smyth,  Chairman, 
and  Messrs.  Malletto,  Jones,  Carter, 
Wenter,  Eckhart,  Braden,  Kelly  and  the 
President. 

Federal  Relations — Mr.  Wenter,  Chair- 
man, and  Messrs.  Eckhart,  Jones,  Carter 
and  Smyth. 


Labor-T-Mr.  Braden,  Chairman,  and 
Messrs.  Smyth,  Jones,  Wenter  and  Eck- 
hart. 

Health  and  Public  Order— Mr.  Kelly, 
Chairman,  and  Messrs.  Jones,  Mallette, 
Smyth  and  Carter. 

Rules— The  President,  Chairman,  and 
Messrs.  Jones,  Braden,  Mallette  and 
Kelly. 

Respectfully  submitted, 

(Signed)       William  Boldbnwbck, 

Fresideni." 


VOUCHERS. 
The  Clerk  |»resented  the  following  vtuchers: 

♦construction  account. 

Wm.  Trinkans  (mlBcellaneous) $  88  17 

lehaui  Randolph  (miscellaiieous) 60  ^ 

M.  W.  KeegaQ  (Sec.  8,  water  main) 90  00 

Heldmaier  &  Neu  i Sec.  12,  bridge) 21  83 

Geo.  M.  Hubs  (Sec.  K,  Belt  Railway  bridge) 1,095  87 

Hayes  Bros,  et  al.  (Sec  N,  Kedzle  Avenue) 4,999  05 


The  A.,  T.  &  S.  F.  Ry.  Co.  (Sec.  O— P.  H.  bridge) 

Chicago  Junctitn  Railway  Company  (Sec.  O — ^P.  H.  bridge) 

C.  T.  T.  R.  R.  Co.  (Sec.  O— P.  H.  bridge) 

Heggie  Bros.  (Sec.  O,  pumps) 

Isham  Randolph  (Sec.  O— P.  H.  bridge) 

Rittenhouso  &  Embree  Company  (Sec.  O,  inlet) 


43  07 

98  75 

9907 

113  40 

188  25 

136  80 

Geo.  M.  Hu88  (Sec.  O— P.  H.  bridge) 2,ia5  45 

2192 

4173 

46  13 

92  87 

4800 

..:...  104  18 

......  92  77 

W  60 

508  84 

88  10 

346  82 

o83  20 

826  16 

72  70 

49700 

590  44 

188  61 


Humphrey  &  Sons  (Sec.  12,  concreting  clay  pockets) 

Barrett  Hardware  Company  (Sec.  12,  concreting  clay  pockets) 

Thos.  F.  Ryan  (Sec.  12,  concreting  clay  pockets) 

\V  llctx  Bros.  (See.  12,  concreting  clay  pockets) 

Alfred  Wenberg  (Sec.  12,  concreting  clay  pockets) 

Weaver  Coal  Company  (Bee.  12,  contreting  clay  pockets) : . . . 

Garden  City  Sand  Company  (Sec.  12,  concreting  clay  pockets) 

Werden  Buck  (Hec.  12,  concreting  clay  pockets) 

Shepard  Stone  Company  (Sec.  12,  connecting  clay  pockets) 

Griffiths  &  McDermott  (Sec.  15,  Bear  Trap  Dam) 

Thos.  F.  Ryan  (Sec.  15,  Bear  Trap  Dam)   

Advance  Packing  Company  (Sec.  15,  Bear  Trap  Dam) 

Heldmaier  &  Neu  (Sec.  17,  crib) 

Isham  Randolph  (Sec.  18,  Jefferson  Street  bridge) 

The  J.  G.  Wagner  Company  (Sec.  18,  Cass  Street  bridge) 

Wilcox  Bros.  (Sec.  18,  Jackson  Street  bridge) 

The  J.  G.  Wagner  Company  (See.  18,  Jefferson  Street  bridge) 

The  J.  G.  Wagner  Company  (Sec.  18,  Jefferson  Street  bridge) 5.711  66 

Pennsylvania  Steel  Company  (C.  T.  T.  bridge) 6,571  85 

Chicago  Bridge  and  Iron  Company  (Taylor  Street  bridge) 8,142  43 

Chicago  Bridge  and  Iron  Conspany  (Van  Buren  Street  bridge) 2,850  45 

Gahan  &  Byrne  (Sec.  18,  sluice  gate) 71  80 

Gahan  &  Byrne  (Sec.  18,  Jefferson  Street) 22  94 

Gahan  &  Byrne  (Sec.  P) 8,637  94 

Gahan  &  Byrne  (Sec.  G) 2,814  48 

Gahan  &  Byrne  (See.  H) .«* 7,712  40 
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Heldnaier  &  Neu  (Sec.  17,  tow-path  bridge) $  823  84 

J.  H.  Winterburn  Plumbing  Company  (Alton  freight  house) 491  00 

J.  H.  Winterburn  Plumbing  Company  (Alton  freight  house) 337  50 

Meacham  &  Wright  (Sec.  13,  concreting  clay  pockets) 131  40 

Joseph  F.  Haas,  Clerk  (Sec.  12,  concreting  clay  pockets* 2,122  32 

Peter  Petersen  (Sec.  O,  inlet) 423  84 

Henlon  &  Hubbell  (pumps) 193  00 

Francis  Beicller  &  Co.  (Sec.  8,  lumber) 198  75 

Isbam  Randolph  (concreting  clay  pockets) 378  43 

Isham  Randolph  (sundries) 349  4(5 

C,  R.  I.  &  P.  Ry.  Co.  (Sec.  18,  bridge) 1,056  49 

TheA.,T.  &S.  F.  Ry.  Co.  (Sec.  8,  bridge) 2,116  96 

C.T.T.  R.  R.  Co.  {Chicago  River  bridge) 1,347  65 

C.  T.  T.  R.  R.  Co.  (Sec.  E,  bridge) 102  71 

C.T.T.  R.  R.  Co.  (Sec.  O,  bridge) 100  00 

Humphrey  &  Sons  (Sec.  18,  Jackson  Street  bridge)  r 904  63 

Strong,  Bush  &  Handwerk  (Sec.  18,  Jackson  Street  bridge) 75  66 


$54,528  50 


ENGINEERING  DEPARTMENT. 

The  Waukesha  Water  Company  (water) I  16  88 

John  F.  Higgins  (printing) 8  50 

P.  P.  Pettibone  &  Co.  ( stationery) 48  24 

The  Gunthorp- Warren  Printing  Company  (stationery) 88  50 

Pearson  Bros,  (blue  prints » 10  98 

Frederick  Post  Company  (blue  prints) 8  43 

A.  H.  Abbott  &  Co.  (drafting  supplies) 10  98 

Keuffel  &  Esser  Company  (drafting  supplies) 24  22 

Eugene  Dietzgen  Co.  (drafting  supplies) 14  46 

Hans  Isak  (guage  reading) 10  00 

Henry  Henschen  (sundries) 13  20 

Wygont  &  Ayres  (rent,  Corwith) 25  00 

J.  H.  Alexander  (rent,  Lockport) 17  00 

Strong,  Bush  &  Handwerk  (repairs) 15  05 

Edmund  Kandler  &  Co.  (repairs) 6  25 

R.  Seelig  (repairs) 8  25 

The  J.  G.  Wagner  Company  (repairs) 23  46 

W.M.Hughes   expense) 3145 

J.  8.  Hull  (expense) 20  83 

Wm.  Trinkaus  (expense) 32  44 

Western  Camera  Manufacturing  Company  (photo  supplies) 2S  20 

Bowers  &  Reld  (rubber  boots,  etc.) 47  00 

W.  H.  Salisbury  &  Co.  (rubber  boots,  etc. ) 17  56 

*Thayer  &  Jackson  Stationery  Company  (stationery) 50  32 

•Burke  &  James  (photo  supplies) 60  08 

*Soper  Lumber  Company  (pine  stakes) 150  00 

*H.  B.  Alexander  (expense) 95  07 

»W.  T.  Keating  (expense) 58  98 

*l8ham  llanilolph  (expense) 174  76 

•G.  M.  Wisner  (expense) 140  10 

•The  Candl  Commissioners  (inspectors) 552  00 

»J.R.  Davis    test  pits) 415  00 

GENERAL    ACCOUNT. 

Adolph  Gehrmann  (streams  examination  ^ $  10  20 

E.  H.  Sargent  &  Co.  (streams  examination) 7  25 

Wm.  J.  Bohm  (streams  examination) 9  00 

Thoft.  8.  Bell  (expense) 8  03 
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Adams  Express  Company  (streams  examination) S 

IshAm  Randolph  { expense) 

^United  States  Express  Company  (streams  examination) 

•Edwin  O.  Jordan  (streams  examination ) 

♦Arthur  W.  Palmer  (streams  examination) 


MAINTENANCE  ACCOUNT. 

Werden  Buck  (clay ) $ 

He^gie  Bros.  ( repairs) 

H.  B.  Alexander  (expense) 

Mrs.  Thomas  O'Brien  (teaming) 

*Tho8.  F.  Ryan  (roofing) 

♦Weaver  Coal  Company  (c«al) 

♦Wearer  Coal  Company  (coai) 

♦Strong,  Bush  &  Hand werk  (hardware) 


Qraad  total, 


34  72 

89  00 
148  58 
414  64 
350  00 


S    3  00 

4  10 

47  98 

14  00 

154  00 

283  69 

299  17 

52  11 

$.1,021  41 


$     858  no 

$58,575  10 


♦To  be  paid  by  warranto,  with  interest  coupons  attached,  drawn  against  the  Tax  Lery 
for  1899. 


Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Jones,  Kelly,  Mallette  and  Wenter — 
seven.  Nays — none.  Excused  and  not 
voting — Mr.  Eckhart— one. 

Upon  this  result  the  President  declared 
the  motion  carried. 

REQUISITION. 

The  Clerk  presented  the  following 
requisition: 

No.  966,  Police  Department  (1  bbl. 
kerosene) $  6  00 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  Requisition  No.  966,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Teas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

REPORT  IN  REFERENCE  TO  CLAIMS  FOR 
EXTRA  COMPENSATION  ON  CONTRACTS 
FOR  SECTIONS  F,  G  AND  H. 

The  Clerk  presented  and  read  a  report 
from  the  Chief  Engineer,  being  his  find- 
ings and  recommendations  in  relation 
to  the  several  claims  for  extra  compen- 
sation heretofore  filed  by  Messrs.  Gahan 


&  Byrne,  contractors  for  Sections  F,  G 
and  H,  the  report  reviewing  said  claims 
in  detail,  disallowing  claims  amounting 
in  the  aggregate  to  $32,281.60,  and  allow- 
ing, or  recommending  for  payment, 
claims  amounting  in  the  aggregate  to 
$18,664.82. 

Mr.  Wenter,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  received  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter  — 
seven.     Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT : 

"Chicago,  December  9, 1899. 

To  the  EonorabU^  the  Board  of  Tnuteet  of  the 
Sanitary  District  of  Chicago  : 

Gentlemen— Messrs.  Gahan  &  Byrne, 
contractors  for  Sections  "F"  *G"  and 
"H"  have  filed  with  me  certain  claims 
for  compensation  in  excess  of  the  final 
estimates  returned  upon  those  sections. 
These  I  have  considered  carefully  in 
conference  with  Mr.  Thomas  Gahan  and 
Mr.  Gallagher,  superintendent  for  his 
firm;  and  with  our  own  engineer,  Mr. 
Keating.  I  submit  herewith  my  findings 
and  recommendations  in  relation  to  the 
several  claims  on  each  of  the  sections. 

Section  **F'\     "Item  No.  1.-12,000 
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cubic  yards  of  excavation  of  slides  from 
slopes  at  bottom  of  Section  ''P'  removed 
to  stakes  and  grades  furnished,  at  29 j>^ 
cents  per  cubic  yard,  $8,640  00.*' 

To  determine  this  claim  I  have  had 
the  cross* sections  carefully  platted, show- 
ing the  theoretical  excavation  and  the 
actual  excavation,  and  I  find  that  the 
actual  yardage  removed  reaches  12,883 
cubic  yards  in  excess  of  the  theoretical. 
This  work  was  all  done  subject  to  the 
terms  and  conditions  of  the  original  con- 
tract awarded  to  Ricker,  Lee  &  Go.  and 
consummated  November  28,  1892.  Sec- 
tion 19  of  Clause  D  of  that  contract  (see 
page  900  of  Proceedings)  limits  payment 
to  the  *Hrue  prism  of  the  Mam  Chan- 
nel" and  on  this  limitation,  the  final  esti- 
mate was  based.  These  contractors  set 
up  the  fact  that  as  succeesors  to  con- 
tractors who  had  taken  out  long  stretches 
of  the  channel  without  dressing  up  their 
slopes  that  this  expensive  woik  of  finish- 
ing devolved  upon  them  and  that  the 
excess  excavation  was  due  to  the  condi- 
tions which  they  had  to  meet.  This  con- 
tention is  a  reasonable  one,  and  I  there- 
fore recommend  that  the  claim  be 
allowed  on  the  basis  of  the  actual  com- 
putations made  by  our  engineers,  viz. : 
12,882  cubic  yards  at  29>^  cents, $8,087.94. 

**ItemNo.  2— 27,888  cubic  yards  being 
amount  of  excavation  on  lower  cut  of 
has  Section  '*F"  on  which  no  classification 
been  allowed,  at  the  same  classification 
allowed  on  the  balance  (56,162  yards)  of 
cut,  yiz.:  40  per  cent, amounts  to  11,185 
cubic  yards,  at  90  cents  per  cubic  yard, 
$10,021.50."  ' 

Having  the  fullest  personal  knowledge 
of  the  facts  and  and  conditions  relating 
to  this  item,  I  reject  it  as  an  improper 
and  unjust  claim. 

Section  '*G*\  *»Item  No.  1— To  over- 
haul of  184,000  cubic  yards  an  average 
distance  of  1,000  feet,  excavated  between 
Stations  868  and  854,  Section  Q.  This 
overhaul  was  necessary  on  account  of 
not  being  able  to  use  our  regular  method, 
caused  by  Santa  Fe  tracks  not  being  re- 
moved, $13,400.00." 

"Item  No.  2— To  overhaul  of  60,0C0 
cubic  yards  an  average  distance  of  400 
feet,  excavated  between  Stations  347  and 
855  on  Section  H.  This  overhaul  was 
necessitated  by  Santa  Fe  tracks  not  being 
removed,  $2,4'  0.00." 

These  claims  were  presented  in  18U7 
and  were  investigated  and  ruled  upon 
by  me  at  that  time,  when  all  the  facts 
were  fresh.  My  ruling  is  printed  in  the 
Proceedirgs  for  December  8,  1897,  on 


page  4890,  claims  1  and  2.  For  the 
reasons  then  stated  I  reaffirm  my  ruling 
and  reject  these  claims. 

''Item  No.  8.  To  increased  cost  of 
removing  944  cubic  yards  in  dam  at 
Station   862,   Section   G,   at   27   cents, 

$254.88." 

This  item  has  been  carefully  considered 
and  is  allowed  upon  its  merits,  the  27 
cents  asked  added  to  28  cents,  the  con- 
tract price  for  the  section,  makes  55 
cents  per  cubic  yard,  which  is  the  price 
allowed  other  contractors  on  emergency 
work  I  therefore  include  this  item  of 
$254  88  in  voucher  rendered. 

Section  *'H'\  **Item  No.  1— To  cost  of 
installing  and  operatinR  an  extra  pump- 
ing plant  on  Section  H,  account  of  not 
being  able  to  excavate  under  Santa  Fe, 
$3,510.00." 

''Item  No.  2— To  labor  required  filling 
and  leveling  up  berm  and  draining  the 
Nickorson  ditch  where  it  crosses  Sec- 
Uon  H,  $460.00." 

These  claims  were  presented  in  2897 
and  were  investigated  and  ruled  upon  by 
me  at  that  time,  when  all  the  facts  were 
fresh.  My  ruling  is  printed  in  the  Pro- 
ceedings of  December  8,  1897,  on  page 
4890,  claims  5  and  6.  For  the  reasons 
then  stated  I  reaffirm  my  ruling  and 
reject  these  claims. 

"Item  No.  8 — To  increased  cost  of  re- 
moving 11,000  cubic  yards  in  dam  from 
Station  848,  east  on  Section  H,  at  26 
cents,  $2,860.00." 

This  item  covers  not  alone  removing 
the  dam  but  the  excavation  of  the 
original  material  lying  east  of  Station 
848  and  strictly  comes  under  the  contract 
price  of  29  cents.  These  contractors 
urge  in  support  of  the  claim  that  they 
prosecuted  the  work  both  night  and  day 
without  asking  for  extra  compensation, 
believing  that  they  would  receive  equal 
consideration  with  other  contractors  who 
held  their  work  back  until  extra  com- 
pensation was  allowed  them.  This  argu- 
ment appeals  quite  strongly  to  my  ideas 
of  equity,  and  I  therefore  recommend 
that  you  recognize  it  and  make  the 
allowance  asked  for,  26  cents  in  addition 
to  the  contract  price  of  29  cents,  making 
65  cents  per  cubic  yard.  The  increased 
cost  to  the  District  would  be  1 1 ,000  cubic 
yards  at  26  cents,  $2,860.00. 

We  now  come  to  three  items  which 
apply  to  both  sections.  The  first  of 
these: 

"Item  A— To  judgment  rendered  in 
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the  United  States  Court  in  favor  of 
Hoover  &  Maaon,  caused  by  the  delay  in 
removing  the  Santa  Fe  tracks,  |2,400.00/' 
cannot  be  considered  until  its  final  ad- 
justment by  the  courts,  as  I  am  advised 
by  our  Attorney  that  the  attorneys  for 
the  contractors  will  carry  the  case  up.** 

'*Item  B — ^To  interest  on  cost  of  exca- 
vating plant,  consisting  of  Hteam  shovel 
and  steel  incline  on  Section  H,  for  twenty 
months  ^September  20,  1807,  to  May  20, 
1899),  it  Deing  idle  on  account  of  Santa 
Fe  tracks  not  neing  removed,  $16,000.00 
at  6  per  cent~|l, 600.00." 

The  justice  of  the  principle  involved 
in  this  claim  was  recognized  by  me  in 
1897  (see  page  4890  of  Proceedmgs).  in 
my  ruling  on  a  similar  claim.  This 
dAim  of  $1,600.00  is  allowed  and  will  be 
covered  by  voucher. 

"Item  O— To  difference  in  cost  of  labor 
and  materials  during  the  years  1899  and 
1897,  increase  of  16  per  cent,  equal  to 


$0,088  per  yard  on  164.000  cubic  yards  of 
excavation  delayed  by  Santa  Fe  tracks 
not  being  removed,  $6,418.00." 

This  claim  is  based  upon  equity,  and  I 
therefore  allow  it.  The  rate  of  advance 
per  cubic  yard  of  8  8-10  cents  as  indi- 
cated by  the  increased  cost  of  labor  and 
material  in  1899  over  previeos  years  is 
fairly  estimated. 

On  basis  of  yardage  removed  from 
each  section,  the  pro  rata  of  the  last 
mentioned  claims  to  each  section  would 
be: 

Section  H,  pro  rats  of  interoiit 
soGOunt .., I  1,058  04 

Section  H,  increased  cost  of 
excavation,     115,188     cubic 


yards  at  8  8-10  cents 8,709  88 


Section  G,  pro  rata  of  interest 
acooont. $    446  90 

Section  O,  Increased  cost  of 
excavatinff  48,688  cubic 
yards  at  8  8 10  cents 1,612  64 


$4,888  40 


$  2,069  0(1 


STMOPSIS  OF  BULIMGS. 

flection  F  payment  recommended  on  19,888  cubic  yards  excavation  outeide  of  reg- 

alar  prism  of  cliannel  at  90H  cents. 

Classiflontion  refused  on  11, 186  cubic  yards  at  90  cenu $10,021  60 

Section  O,  Claim  No.  1  rejected 18,400  00 

Section  G,  Claim  No.  2  rejected 2,400  00 

Section  G,  Claim  No.  8,  removinfr  dam,  allowed 

Pro  rata  of  interest  acoonn t  allowed 

Increased  cost  of  excavating 

Section  H,  Claim  No.  1  rejected 8,660  00 

Section  H,  Claim  No.  2  rejected 460  00 

Section  H,  Claim  No.  8  recommended  for  payment 

Pro  rata  of  interest  allowed 

Increased  cost  of  excavating  allowed 

Court  claim  in  litigation  not  considered 2,400  00 


$  8,637  94 


254  88 

446  06 

1,612  64 


2.660  00 
1,058  04 
^7tM»  86 


$82,281  50       $18,664  S2 


(Signed) 


Respectfully  submitted, 

IsHAM  Randolph, 

CMef  Engineer.*' 


MONTHLY    BBPOBT    FROM      BNGINEEBING 
DBPARTMBNT. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  October,  1899,  which,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THB  BBPORT. 

**Ghioago,  Nov.  29,  1899 

To  the  Honorable  J  the  Board  of  Tnuteet  of  the 
Sanitary  District  of  Chieagor 

Gbntlbmbn — I  herewith  transmit  the 
report  of  the  Engineering  Department 


for  the  month  of  October,  1899,  giving 
the  detailed  operations  of  the  several 
divisions  of  same. 

The  value  of  the  construction  work 
done  was  $801,788.70,  divided  as  follows: 
Main  Channel,  $)  86,881. ft6;  bridges, 
$118,482.14;  general,  $1,420.00.  The  en- 
gineering  expenses  were  $15,061.09,  di- 
vided as  follows:  Salaries,  $12,268.72; 
supplies,  etc.,  $2,797.37. 

DIVISION   OF  CONSTRUCTION. 

The  weather  during  the  month  was 
favorable  to  good  progress  by  the  con- 
tractors. The  temperature  varied  be- 
tween 84  and  78  d(  grees  Fahrenheit. 
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Chicago  River— -The  contractors  for  the 
substructure  of  the  By- pass  have  com- 
pleted  about  91  per  cent  of  their  work. 
The  average  number  of  men  employed 
per  day,  during;  the  month,  was  153,  and 
the  amount  of  work  accomplished  was 
as  follows:  Excavation,  6,500  cubic 
yards;  concrete,  1,200  cubic  yards;  tim- 
ber used,  260,000  feet  B.  M.  Consider- 
able difiSculty  was  experienced  on  this 
work  on  account  of  the  Metropolitan 
West  Side  Elevated  Railroad  Company's 
water  tunnel.  A  temporary  two-foot 
feed  pipe  was  run  across  the  By- pass 
and  used  to  supply  the  tunnel  with  water 
temporarily.  The  contractors  removed 
the  timber  and  bracing  from  the  Adams 
Street  section  of  the  work. 

The  contractors  for  the  superstructure, 
of  the  By- pass  employed  an  average  of 
4S  men  per  day  during  the  month;  22 
girders  were  put  in  place  and  the 
necessary  painting  was  done;  10 
concrete  arches  were  put  in  place, 
for  which  568  cubic  yards  of  concrete 
were  used.  The  Adams  Street  section  of 
this  work  was  finished. 

The  contractors  for  the  dredging  of  the 
river  removed  46,800  cubic  yards  of  ma- 
terial, which  was  deposited  in  the  Lake 
Front. 

On  the  contract  for  the  Van  Buren 
Street  approach  span,  all  false  work  is  in, 
the  street  is  open  for  trafOio  and  some 
excavation  is  done. 

At  the  Taylor  Street  highway  bridge, 
th«  west  main  abutment  is  finished  and 
the  east  main  abutment  is  ready  for  the 
cut  stone  coping. 

At  the  C.  T.  T.  R.  R.  Co.'s  bridge,  near 
Taylor  Street^  one-half  of  the  coffer  dam 
is  in  at  the  west  abutment,  and  60  foun- 
dation  piles  are  driven.  At  the  east 
abutment,  a  greater  part  of  the  excava- 
tion is  completed. 

Section  **0" — The  excavation  of  the 
Main  Channel  at  the  west  end  of  the  sec- 
tion was  continued  with  scraper  force 
during  25  days  of-  the  month,  and  re- 
moved 7,923  cubic  yards  of  glacial  drift. 

On  the  7th,  a  movable  derrick  was 
brought  to  the  west  hank  of  the  collat- 
eral channel  by  the  Qreen  Dredging 
Company,  and  on  the  2l8t  a  dredge  ar- 
rived, but  did  not  begin  operations  until 
the  28th,  when  it  commenced  loading 
Bcowsy  and  continued  working  day  shifts 
to  the  end  of  the  month. 

Owing  to  excavations  under  the  tem- 
porary trestles  at  the  Pan  Handle  cross- 
ing, the  redriving  of  certain  bents  of 


piling  was  found  necessary.  '  This  work 
was  begun  on  the  27th  and  continued  to 
the  end  of  the  month. 

Work  on  the  permanent  eight-track 
bridge  was  continued  throughout  the 
month,, weather  permitting,  in  night  and 
day  shifts;  6,886  cubic  yards  of  ma- 
terial were  excavated  from  the  Main 
Channel  under  the  bridge,  and  494  lineal 
feet  of  old  piling  were  removed.  The 
construction  of  the  new  dam  across 
the  Main  Channel  east  of  the  bridge 
pit  was  continued  all  the  month,  and 
nearly  completed.  Stone  laying  on  the 
north  abutment  was  stopped  on  the  7th 
for  lack  of  stone,  was  continued  on  the 
22d,  and  virtually  completed  on  the  26th. 
The  back  filling  of  this  abutment  was 
nearly  completed  at  the  end  of  the 
month.  At  the  south  abutment,  two 
derricks  were  erected  over  the  pit,  and 
excavation  completed.  Concreting  for 
foundation  was  begun  on  the  20th,  and 
continued  with  some  interruptions  to  the 
end  of  the  month,  at  which  time  the 
foundation  was  nearly  completed.  The 
mixing  of  concrete  was  done  by  two 
patent  mixers,  placed  on  the  ground  dur- 
ing the  month.  Excavation  for  both 
center  piers  down  to  solid  rock  was  con- 
tinued night  and  day  all  month,  and 
almost  completed.  Some  concrete  was 
placed  for  south  pier  on  the  25th.  Quan- 
tities vouchered  for  the  month  were  as 
follows:  Portland  cement  concrete.  558 
cubic  yards;  masonry,  493  cubic  yards. 
The  storing  of  cement  for  this  bridge  was 
continued  at  the  cement  warehouse  near 
Robey  Street. 

A  large  amount  of  heavy  timber  from 
the  By-pass  was  stored  on  the  ground 
near  the  cement  warehouse,  part  of 
which  was  shipped  for  use  in  the  con- 
struction of  the  Belt  Railway  Company's 
temporary  trestle  on  Section  *^K.  All 
the  machinery  from  the  abandoned 
pumping  plants  on  Sections  >*0"  and 
*'M"  was  stored  in  this  warehouse. 

Section  *'^"— The  shovel  and  incline 
plant  at  the  east  end  of  the  section 
worked  \9^  day  and  183^  night  shifts, 
six  days  in  the  beginning  of  the  month 
having  been  lost  on  account  of  broken 
boom;  18,050  cubic  yards  of  material 
were  removed.  Excavation  under  the 
old  Kedzie  Avenue  right  of  way  was 
continued  with  wagon  force  for  23  days. 
The  shovel  and  incline  plant  west  of 
Kedzie  avenue  worked  17  day  and  14 
night  shifts,  removing  12,322  cubic  yards 
of  material. 

A  large  force  of    men  continued  at 
work  the  larger  part  of  the  month  on 
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the  new  location  of  the  C,  M.  &  N.  Ry. 
tracks  between  Kedzie  Avenue  and  the 
Santa  Fe  Railway  Company  a  Twenty- 
sixth  Street  Line  tracks.  P.  Petersen 
also  did  some  work  at  this  point  loading 
cars  of  rails  taken  up  from  the  aban- 
doned tracks. 

The  A.,  T.  &  S.  F.  Ry.  Co.  continued 
doing  some  work  on  its  Twenty-sixth 
Street  Line. 

Section  "If  "—Pumping  on  this  section 
was  stopped  on  the  18th,  the  pumps  hav- 
ing reduced  the  water  to  the  lowest 
point  possible.  The  boilers  were  re- 
turned to  the  owner  and,  as  stated  un- 
der Section  '*0,"  the  machinery  was 
stored  in  the  cement  warehouse. 

Sections  "L"  and  "If—The  excava- 
tion of  the  Main  Channel  under  the  old 
Belt  roadbed  was  continued  by  scraper 
force  for  24  days  and  removed  2,899 
cubic  yards  of  material.  Some  lumber 
and  piles  for  the  Belt  Railway  Com- 
pany's new  temporary  trestles  were  un- 
loaded. 

The  work  of  excavating  for  the  sub. 
sttucture  of  the  Belt  Railway  Company's 
bridge  over  the  Main  Channel  was  con- 
tinued with  a  small  force  throughout  the 
month,  removing  1,550  cubic  yards  of 
material  from  the  abutment  pits.  A 
quantity  of  building  material  was  un- 
loaded on  the  ground. 

Sections  "Jr,"  "V  and  "fT"— As  a  re- 
sult of  lowering  the  cut  through  the 
bank  at  the  west  end  of  Section  **H" 
the  water  on  these  three  sections  had 
been  lowered  to  about  three  feet  above 
grade  at  the  end  of  the  month. 

Sections  "£f"  and  "G^"— The  scraper 
teams  continued  work  as  last  reported, 
the  latter  part  of  the  month  having  been 
devoted  to  the  removal  of  the  dam  across 
the  Main  Channel  on  Section  *Kj^"  near 
Station  802.  The  shovel  and  incline 
plant  worked  19^  day  and  19  night 
shifts,  some  time  having  been  lost  on  ac- 
count of  water  from  the  upper  sections 
running  through  the  pit;  19,802  cubic 
yards  were  removed  from  Section  "'H." 
The  removal  of  the  Mason  &  Hoover 
conveyor  from  Section  "H"  was  begun 
on  the  23d. 

Section  *'^' — The  masonry  work  on 
the  C.  T.  T.  R.  R.  Co's  Bridge  over  the 
Desplaines  River  was  finished  on  the 
20th.  Excavation  under  the  new  span 
was  still  in  progress.  The  quantities 
vouchered  during  the  month  were  as  fol- 
lows: Excavation,  694  cubic  yards;  sheet 
piling,  678  feet  B.  M.;  Portland  cement 
concrete,  19.17   cubic  yards;   masonry, 


158.27  cubic  yards;  old  masonry  removed, 
66.78  cubic  yards.  The  old  spans  for 
this  bridge  were  not  lowered  to  place  at 
the  end  of  the  month. 

Section  8— The  plant  used  in  the  Main 
Channel  work  consisted  of  one  revolving 
and  one  guy  derrick,  two  steam  hoists 
and  three  steam  drills.  An  average  of 
70  laborers  per  day  were  employed.  The 
material  excavated  was  spoiled  on  either 
side  of  the  Main  Channel  and  a  portion 
was  placed  in  embankment  south  of  the 
Santa  Fe  Railway  Bridge.  One-yard 
dump  cars  hauled  by  team  were  used  in 
placing  the  material.  Quantities  vouch 
ered  on  this  account  were  as  follows: 
Embankment,  2,000  cubic  yards;  excava- 
tion, solid  rock,  4,900  cubic  yards. 

The  A.  T.  &  S.  F.  Ry.  Co.  had  a  gang 
of  laborers,  averaging  68  per  day,  raising 
its  depot  and  house  track,  and  improv- 
ing its  railroad  yard,  using  sand  in  con- 
nection with  the  work. 

On  the  Stephens  Street  subway  work, 
a  force,averaging  49  laborers  per  day,  was 
engaged  in  excavation,  concrete  and 
collaterial  work.  Excavation  for  the 
abutments  for  the  east  track  was  com- 
pleted on  the  20th  and  the  placing  of 
concrete  wa6  finished  on  the  24th.  Other 
work  consisted  of  grading  approaches  to 
the  highway  bridge  acroES  the  Main 
Channel,  of  excavation  of  the  sewer 
ditch  and  of  excavation  for  the  anproach 
to  the  subway  from  the  east.  This  lat- 
ter work  was  stopped  by  injunction  on 
the  18th.  The  following  quantities  were 
vouchered  on  this  account:  Subway  ex- 
cavation, 2,800  cubic  yards;  grading  road 
to  Santa  Fe  station,  400  cubic  yards: 
Portland  cement  concrete,  160  cubic 
vards;  excavation  west  approach  bridge, 
850  cubic  yards;  macadam  road  surfac- 
ing, 100  cubic  yards. 

Sections  12  and  15— A  force  of  about  60 
men  have  been  engaged  during  tha 
month  excavating  and  concreting  clay 
pockets  on  these  sections.  Four  steam 
derricks  were  in  use.  All  excavation 
had  been  completed  north  of  the  Romeo 
Bridge  at  the  end  of  the  month,  and  two 
derricks  were  moved  into  position  south 
of  the  bridge.  About  1,250  cubic  yards 
of  concrete  had  been  placed  up  to  the 
25th. 

A  final  voucher  was  rendered  on  the 
21st  to  the  contractors  for  the  substmc- 
ture  of  the  Romeo  Highway  Bridge  on 
Section  12,  on  which  is  shown  an  addi- 
tion to  previous  estimates,  of  324  cubic 
yards  of  solid  rock  excavation. 

Section  ii— One  pump  only  was  run 


Deeember  18  J 


—6169— 


ri899 


coDtinuoiiBly  daring  the  month,  with  the 
excepticm  of  the  28th  and  80th,  when 
the  height  of  the  water  warranted  the 
patting  of  both  pumps  into  service.  The 
elevation  of  water  at  the  end  of  the 
month  was  — 29.4  0.  C.  D.,  being  four 
tenths  above  grade. 

Section  16 — The  work  of  excavating 
the  Tail  Race  was  carried  on  during  the 
month  without  interruption  in  the  vicin- 
ity of  the  Regulating  Works.  An  aver- 
age daily  force  of  106  laborers  and  14 
teams  was  employed.  Two  steam  drills 
and  one  channeler  were  run  in  double 
shifts  throughout  the  month.  The  gap 
in  the  embankment  left  open  for  the 
flow  of  the  Desplaines  River  across  the 
section  was  closed;  12,000  cubic  yards  of 
material  were  vouchered  on  this  account. 

The  grading  of  the  Wire  Mills  Road 
was  carried  on  during  the  greater  part 
of  the  month,  and  525  cubic  yards  of 
broken  stone  were  vouchered  on  this  ac- 
count. A  voucher  was  also  issued  for 
work  done  account  of  Wire  Mills  Road 
as  follows:  Embankment,  8,600  cubic 
yards;  raising  bridge  one  foot  high; 
extra  work,  stopping  leaks  through  em- 
bankment and  revetment  of  slopes  with 
rock. 

Section  11 — Work  was  continued  on 
this  section  with  but  little  interruption, 
25  days  of  work  having  been  done  for 
the  month.  An  average  of  880  men  per 
day  was  employed,  100  of  which  were 
employed  on  the  Tail  Race,  175  in  the 
new  river  channel  and  the  balance  in 
the  Upper  Basin  and  tow  path,  and  on 
miscellaneous  work  as  needed.  The 
machinery  used  in  the  Tail  Race  work 
consisted  .of  one  traveling  derrick,  one 
horse  derrick,  one  steam  hoist,  four 
drills,  three  channelers  and  one  loco 
motive.  In  the  new  river  channel  the 
plant  consisted  of  one  steam  shovel,  one 
travelmg  derrick,  two  locomotives, 
seven  drills  and  two  pumps.  In  the  Up- 
per Basin  the  plant  consisted  of  two 
dredges,  one  mud  pump  and  one  der- 
rick. The  quantities  vouchered  f oi:  this 
section  are  as  follows:  Excavation,  solid 
rock,  14,000  cubic  yards;  excavation, 
earth,  20,600  cubic  yards;  Tail  Race  ex- 
cavation, 7,800  cubic  yards;  rip- rapping, 
1,900  cubic  yards;  completion  of  cribbing, 
60,000  feet  B.  M. 

Section  18 — ^The  work  done  at  the  dam 
and  conduit  on  this  section  was  as  fol- 
lows: The  building  of  coffer  dams  at 
Dam  No.  1  was  carried  on  at  intervals 
during  the  month.  The  removal  of  the 
condemned  portion  of  Dam  No.  1  began 
on   the  4th  and  continued  throughout 


the  month  with  few«intervals.  Scraping 
of  joints  and  cementing  breaks  in  tunnel . 
was  continued.  0>ncrete  was  placed  in 
bottom  of  tunnel  on  the  25th,  but  was 
unable  to  continue  on  account  of  water. 
Average  number  of  men  employed  on 
Dam  No.  1,  six;  on  conduit,  nine. 
Work  on  the  Tail  Race  was  continued 
throughout  the  month  with  the  follow- 
ing plant:  Two  derricks,  one  hoist  en- 
gine for  cars,  one  channeler  and  two 
steam  drills.  One  new  channeler  was 
added  to  the  plant  on  the  18th .  Night 
work  was  carried  on  in  17  shifts.  Av- 
erage number  of  men,  47.  Excavating 
for  foundation  for  retaining  wall  was 
continued  from  the  2nd  to  the  21st.  One 
boiler  and  one  steam  pump  were  used. 
Concrete  was  placed  from  the  2nd  to  the 
end  of  the  month,  and  1,178  feet  of  finish- 
ed wall  were  built.  Average  number  of 
men  employed  on  excavation,  10;  on 
concrete,  66.  On  the  Main  Channel  the 
entire  car  plant  was  confined  to  the 
work  north  and  south  of  Cass  Street 
during  the  month,  with  the  exception  of 
a  small  car  gang  excavating  north  of 
Jefferson  Street  from  the  16th  to  the 
24th.  The  plant  used  north  of  Cass  Street 
consisted  of  one  derrick,  one  boiler  and 
two  steam  drills.  A  new  boiler  was 
added  to  this  plant  on  the  10th.  Average 
number  of  men  employed,  132.  Some 
of  the  material  taken  from  the  Main 
Channel  and  west  abutments  of  the  Jef- 
ferson Street  Bridge  was  placed  in  the 
levee  south  of  McDonough  Street  and 
north  of  the  C,  R.  I.  &  F.  R.  R.  Some 
of  the  material  taken  from  the  Main 
Channel  and  old  Dam  No.  1  was  placed 
in  the  Illinois  and  Michigan  Canal  rip- 
rap. Rip-rapping  of  foundation  of  re- 
taining wall  was  carried  on  at  intervals 
during  the  month. 

In  reference  to  bridges  on  this  section, 
contractors  are  erecting  plant  and  lay- 
ing track  in  Main  Channel,  from  Jeffer- 
son Street  Bridge  south  to  a  distance  of 
700  feet.  The  actual  work  began  on  the 
20th  with  plant  of  1  derrick  and  12  cars. 
Laying  of  gas  and  water  pipe  over  Jef- 
ferson Street  temporary  bridge  was  com- 
menced on  the  7th  and  connections  made 
on  the  12th. 

Concrete  in  the  pier  of  the  C,  R.  I.  & 
P.  R.  R.  Co.'s  Bridge  was  finished  on  the 
8d  and  concrete  was  placed  in  the  abut- 
ment nine  days  out  of  the  month. 

The  contractors  for  this  section  began 
excavation  for  the  west  abutment  of  the 
Jefferson  Street  Bridge  by  force  account 
on  the  25th  and  continued  throughout 
the  month. 

Excavation  for  the  new  pier   at  the 
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Cass  Street  Bridge  was  continued  from . 
the  20ih  to  the  29tfa,  and  concrete  was 
placed  on  the  8l9t. 

The  rain  of  the  26th  and  27th  caused 
the  shutting  down  of  the  entire  work 
on  this  section.  The  average  number 
of  men  employed  on  the  entire  section 
during  the  n^onth  was  808  and  the  aver- 
age number  of  teams;  12.  About  76 
per  cent  of  the  entire  work  of  this  en- 
tire section  was  completed. 

DIVISION  OF   DRAFTING  AND  DESIGNING. 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Willow  Springs;  the  50  feet  scale  maps 
of  the  Chicago  River  and  the  atlas  of  the 
right  of  way.  Work  was  also  continued 
on  the  maps  to  be  used  in  constructing 
the  relief  map  of  the  Main  Channel.  The 
construction  progress  chart  was  com- 
pleted. 

The  following  drawings  were  made: 
Map  showing  land  occupied  by  Mr.  King 
near  the  C.  M.  &  N.  R.  K.  crossing  and  a 
plan  showing  railing  to  be  built  for  the 


bridge   approaches   to  Stephens  Street, 
Lemont. 

In  the  Bridge  Department  office,  con- 
siderable time  was  given  to  the  plans  of 
the  Cass  and  Jefferson  Street  Bridges  at 
Joliet  and  to  the  Van  Buren  Street  ap- 
proach span.  Some  time  was  also  given 
to  the  plans  of  the  following  bridges. 
Eight  track;  C.  &  W.  I.  Belt;  Tow-path 
and  the  C.  T.  T.,  Desplaines  River. 

The  work  of  this  branch  of  the  office 
force,  exclusive  of  the  Bridge  and  Draft- 
ing Departments,  was  a  continuation  of 
its  previous  work. 

-    DIVISION  OF  RECORDS. 

The  work  of  this  Division  has  been 
carried  on  in  the  usual  manner. 

I  estimate  the  expenses  of  this  Depart- 
ment for  the  month  of  November  will  be 
$400,000.00. 

Respectfully  submitted, 

(Signed)  Ishah  Randolph, 

Chief  Engineer," 
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Tabulated  Statements  of  Expenditures,  Values  and  Quan 

titles,  Engineering  Department. 
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STATEMENT   SHOWING   CONDITION  OP 


DSSIGNATION. 


Chicago  River  Imp^ment 

O 

N 

M 

L 

K 

I 

H 

G 

F 

B 

D 

C 

B 

A 

1 

2 

S 

4 

5 

6 

7 

8 

9 

10 

11 

18 

18 

14 

15 

16 

17 

18 , 

Disposal  Wks.  at  LockpU 
Repairing  I.  &  M.  Canal . 
Van  Buren  St.  Approaob 

Span,  CbloBKo  River. . . 
Taylor  St.   Brldire,  Clil- 

oairo  River 

C.  T.  T.  R.  R.  Co. '8  Br. 

Chicago  River 

S.  W.  Blvd.  Bridge,  M. 

C,  Sec.  O 

Pan  Handle  Bridge,  M. 

C,  Sec.  O 

CM.  &  N.  R.  R.  Co. '8  Br.,  \ 

M.  C,  Sec.  N I 

C.,M.AN.R.R.Co.*8Br.,l 

KedzleAv.,Sec.  N ' 

Kedzle  Av.    Bridge,  M.  l 

C  Sec.  N  ! 

A..T.  AS.  F.  Ry.  Co.'s 

Br.,  M.  C.  Sec.  N 

Belt  Ry.  of  Chicago  Br., 

M.  C.SecK 

A.,  T.  A  8.  F.  Ry,  Co. '8 

Br.,  M.  C.  Sec.  G 

A.,  T.  &  8.  F.  Ry.  Co.*8 

Br.,  DR.,  Sec.  F 

Lyons-Sammlt  Road  Br., 

D.  R.,  Sec.  E 

Lyons-Sammlt  Road  Br., 

M.  CSec.  F 

C.  T.  T.  R.  R.  Co.'s  Br., 

M.  C,  Sec.  E 

C.  T.  T.  R.  R.  Co.'s  Br., 

D.R.,Sec.  E 

Willow  Spgs.   Highway 

Br.,    M.  C,  Seo.  1 

A.,  T.  A  8.  F.  Ry.  Co.'h 

Bridge,    M.     0.     and 

Stephen    bt.  Snbway, 

Sec.  8 

A.,  T.  &  S.  F.  Ry.  Co,*8 

Br.,  D.  R.,8ec.  8 

Lemont    Highway   Br., 

M.  C,  Sec.8 


AMOUNT  KABNBD  DVBIMG  OCT., 

1809. 


Main 
Channel. 


Bridges. 


$51,284  56 

9,755  36 

12,480  74 

49i&7 


1,819  45 
6,742'68 


$11,242  70 
75  67 


646  89 


102  86 


Gen- 
eral. 


Total. 


AMOaiCT  SABNBD  TO  DATS. 


Main 
Channel. 


$51,284  60 

20,998  06 

12,506  4i; 

4412  87' 


6,174  54 


8,592  20, 


5,142  11 

29,510  89 

56,062  13 

444  70 


2.848  66 


4,688  84 
14,877  58 


1,866  U 
5,742'58 


102  86 


6,174  54 


50,596  54 
3,177  99 


57  56 
697  60 


1,845  66 


10,479  86 


8,592  20, 


5,142  11, 

29,510  821 

68,895  791 

444  70 


4,088  34j 
14,87?  58 


\  500,163  95 
896,840  71 
348,262  04 
161,471  81 
217.287  06 
308,180  57 
289,846  00 
816,658  68 
898,688  40 
841,404  40 
758,426  87 
692,089  29 
448,842  69 
488,966  42 
801,584  08 

1,210,660  87 
877,695  00 
840,962  98 
975,248  98 
749,207  28 
689,104  96 
722,644  74 
698,991  80 
794,838  28 
921,454  79 
797,717  50 
849,768  91 
819,388  19 
981.457  10 
551,915  86 
70,488  77 
852,023  00 
288,761  96 
288,010  87 


River 

Diversion. 


Bridges. 


$  107,775  62 
8,600  09 


GecenL 


••••••• 


8,195  08 


60,596  54 
8,177 


99! 


57  56| 
697  501, 


1,845  65 


10,479  S5i 


75,627  78 

29,091  91 

2,880  64 

40,135  18 

69,451  84 

115,741  78 

148,908  29 

63,190  86 

888  42 

88.804  48 

6,663  64 

66.911  87 

66,19a  19 

89,688  90 

28,578  72 

78.729  58 

48,864  42 

21,768  62 


15,775  TO 


1,912  00 


19,868  89 
1,012  30 


1.086  87 


117  61 


1.500  00 
i'4i744'i9 


t     9fi0«l 


781« 
150  61 


»6I 

Hi 


8.7S8a 

2.&e9a 


8J6t|| 


i8,oni 


•  •  ■  »  • 


4.050  00 
29,421  78: 

79,884  26 

149,968  42 ^ 

214.186  48 -^ 

1 

170,960  74 -J 


14,615  47 

48,118  68 

80.506  93 

1,946  60 

114.806  72 


19,210  78. -^ 

I 

13,«0  47 
41,198  18 
50,8(2  7? 
11,965  20 
22,968  52 

1M,477  til 
28.>;5  07J 
21,297  8» 


l>ecember  18,  J 


—6175— 


[1899 


CONSTRUCTION  CONTRACTS,  NOVBHBBR  1,  18W. 


Total. 


500,153  95 
604,116  88 
251.862  78 
161.471  81 
217,287  00 
311.8-25  59 
2h9,846  00 
316.666  63 
308,688  40 
417.083  18 

798,55-2  ge 

694,919  83 
484,*259  40 
406,587  76 
917.825  81 

1,356,510  60 
M0,975  86 
B*lJ2Bl  85 

1,058,688  6f 
755,860  04 
745,016  83 
797,405  VS 

1,011,100  66 
810,4«4  80 

1,009,186  70 
841,571  92 
872,694  80 
819,888  10 
931,457  10 
65^033  46 
71,938  77 
552.0e28  00 
298,511  15 
268,010  87 
18,054  85 


Amount 
Paid  to  Date. 


4,060  00 

29,421  78 

79,884  26 

149.962  42 

814,186  48 

170,080  74 

14,516  47 

43,118  58 

80,505  98 

1,946  50 

114,305  72 

19,210  73 

18.220  47 

41,198  18 

50,68-2  75 

11,085  20 

22,008  5-2 

134,477  21 
28,275  C7 
21,227  39 


BBXAXMIMO  TO  BB  EARNED. 


Main 
Channel. 


$      486,141  S9'|  224,633  92 


Bridges. 


490,060  Olj  '     78,2S6  54  Z    14,232  10 


235.754  V. 
161,038  08i 
217,287  OC 
306,514  70 
289,846  00 
814,074  IS 
808,638  4(1 

875.062  00. 
603,616  86 
694,919  83  • 
484,259  40 . 
496,587  76,, 
917,325  81 

1,849,615  00 
940,975.86 
841,291  85! 

1,068.638  6« 
756,860  9;^ 
745,016  33, 
797,495  98 

1,003,660  491 
819,424  30 

1,009,136  7U' 
841,571  9-2! 
867,145  51 
819,388  19 
931,457  10 
652,033  46| 
58,808  ?2, 
315,587  5.-^1 
236,448  88' 
262,682  54 
18,052  85' 

4,050  00 

28,268  80 

75,280  38 

145,781  20 

175.063  80 
170,980  74 ' 

14,515  47 

ii 

48,118  58! 
80,448  38' 

1,09-2  88' 
114,305  72 
19,210  73 
I8,2«0  47 
41,193  18 
60,682  75 

9,4-29  03 
22,968  52' 


18,592  80| 


82,785  14  . 

I 

23,275  07  . 
21,227  89  . 


7,794  06 


9,607  03 
1,811  04 


7,553  88 


29  58 


1,810  UO 
450  00 


6,626  00 


4,526  62 
4,870  30 
1,600  00 


4,728  75 

101,799  10 

101,959  04 

150  00 


98  84 


1,349  49 


20,192  10 

61,618  89 

292,500  8! 


848,862  87 
12,000  00 


5,400  00 

2,086  06 

211,374  60 


5,122  05 


17,001  79 


Total. 


224,533  92; 
87.518  73! 
18,592  8( 


16,847  43 


9,607  OS 
1,811  04 


RBMAIKUrO    TO  BB  PAID  ON  VOUCHBBS. 


Retained 
Peroentages. 


Unpaid 
Voucliere. 


85,615  86 

9,649  69 j 

10,245  90 


2,264  00 


128  42!  I 


81,108  88 
97,400  83 


6,179  88 


1,810  OOl 
450  QO 


5,625  OG 


1,644  05 


4,526  62! 
4,879  801 
1,600  00 


4.728  75 

101,799  10 

103,308  53! 

150  00 


20,192  10 

51.618  8^ 

292,600  81* 


848,862  87 

I 

12,000  06 


5.400  00 

2,086  00 

211,374  60' 


8,662  94 
24.708  91 
83,391  72 


2,094  88 

1,076  23 

4,228  22 

10,807  88 


243  31 


S  28,496  70 

4,877  58 

6,861  97 

487  83 


646  80 
2,564'48 


7,846  75 
7,529  29 


ri5  83 


5,915  11 


5,478  79 


4,482  11 

11,726  54 

28.670  55 

327  85 


4.068  55 
8,578  65 


28,244  75 


57  56 
610  31 


Total. 


S  64,018  66 

14,027  22 

16,107  96 

437  88 


I 


5,122  or; 


037  91 


17,001  "iVt, 


22,884  64 


2,810  89 
2^68448 


41,950  18 
104,936  12 


6,806  66 


r,469  16 


5,478  79 


13.045  05 

36,485  45 

62,062  27 

827  86 


6,152  93 

4,668  88 

4,228  22 

39,052  63 


67  55 
868  02 


1  618  2t'        2,r^«6  17 


18,807  43       41,762  07 
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STATEMENT   SHOWING   CONDITION  <» 


DB8I0NATI0N. 


Lemon t    Hiflrhway    Br., 

D.R..  Seo.  8 

Western  Stone  Co.'b  Br., 

D.  R..  Seo.  10 

Romeo     Highway     Br., 

M.  C,  Seo.  12 

Lockport  Highway  Br., 

M.  C,  Sec.  16 

Wire   Mills  Rd.    Br.,  M. 

C,  Seo.  16 

B..  J.  A  E.  R.  R.  Co.'s 

Br.,  bet.  Seos.  16  and  17. 
To¥rpath  Bridge,  Sec.  17 
Cass  St.  Bridge,  Sec.  18. . 
JeflFeraon     St.      Bridge, 

Sec.  18 

C.  R.  I.  &  P.  R.R.  Bridge, 

Seo.  18 : 

Crib  work  at  Joliet 


Totals 


AMOUNT  EARNED  DURING  OCT., 

1699. 


Main 
Channel. 


1186,88156 


Bridges. 


$     854  09 


1.881  98 


5,017  50 
5,360  00 


fll8,48)ei4 


Gen- 
eral. 


tl,4a)00 


ti.CWOO 


Total. 


AMOUNT  EARNED  TO  DATS. 


Main 
Channel. 


$354  09 


1,881  98j 

i 

I 

187  79! 


5,017 

6,860  OOl 
1,420 


1,420  oa 

i8Gl,78870|19,80e,768 


76810 


River 
Diversion. 


$1,000,166  88 


Bridges. 


$    82,329  C 

15,983  63 

30,0S5S8 

16,948  06 

17,4t9  51 

41,964  62 
187  79 


5,017  60 
11,810  00 


•1,568.800 


GeneiaL^ 


*• 
.w 


f84,'a7« 
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CONSTRUCTION  CONTRACTS,  NOVEMBER  1,  IBdQ-Cdntinved, 


Amount 
Paid  to  Date. 

BEXAINING  TO  Bl  SABNED. 

1 

REMAINING  TO  BE  PAID  ON  VOUCHBRS. 

Total. 

1     Main 
Channel. 

Bridges. 

Total. 

Retained 
Peroentages. 

Unpaid 
Vouchers. 

Total. 

S       22,829  89 

$       22.329  89 
15,968  68 
28,196  69 
16,748  16 
15,861  28 
41,984  62 

15,968  68 

■ 

80,065,28 

$     1,888  54 

$    1,8%  54 
194  92 

16,948  08 

$       194  92 
824  84 

17,429  51 

1,748  89 

2,068  28 

41,964  62 

*..••...•' 

187  79 

$    29,066  85 
88,265  75 

40,609  76 

24,798  00 

• 

$     29,066  85! 
88,266  7&< 

40,609  75 

24,796  00 
♦         2,610  00 

187  79 

187  79 

6,017  50 

508  12 

7,048  75 
84,727  56 

627  19 
1,476  25 

8,887  19 
8,290  00 

4,514  88 

11,810  00 
34,727  66 

•$"2,6i6o6 

4,766  25 

- 

$23,445,676  89 

$21,964,178  29 

$56:$,292  77 

11,122,182  42 

$1,687,425  19 

$806,407  97 

$188,080  63 

$491,496  60 

*  General  account. 
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STATBMBNT   SHOWING   CONDITION   OP  COS 


AMOUNT  UONK    DURING 
OCTOBBB,    1899. 

TOTAL  DOKt  TO 

DB8I0KATI0N. 

Main  Cliannel. 

Piles 

Lineal 

Peet. 

Main  Channel. 

Glacial 

Drift, 

Cu.Yds 

Solid 

Rock. 

Cu.Yds 

Mas'y* 
Concr't 
Cu.Yds 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu  Yds. 

Uetalninx 

WalL 
Ca.Yd&. 

Chioacro  River  ImDroTemdnt 

52,800 
14,809 
30.872 

1,768 

976,000 
1.716,586 
1,018,718 

780,578 
1,102,980 
1,177,831 
1,159,384 
1,086,242 
1,895,258 
1,098,047 
1,907,862 
1,934,890 
1,881,545 
1,67»,086 
2,560,648 
1,2S2,287 

724,905 

o 

N     

M     

T.     

K 

2,899 

1 

f 

H 

19,802 

G 

p 

37,448 

212.669 

87,080 

E 

D 

c 

B 

15,586 

13,812 

554,326 

483,750 

780,778 

262,428 

878,609 

649,355 

890,939 

1,154,662.1 

1,006,769 

1,141,890 

989.711 

998,709 

1,083,665 

1.022,796 

647,099 

147,067 

327,900 

91,800 

10,111 

A 

1   

• 4 

68,es6 

2 

p 

88,306 

3 

425,705 
1,006,746 
952.526 
688,248 
181,721 

14,089 

4 

68.109 

fi 

66,059.1 

6 

30^1.7 

7 • 

6,179.9 

4,000 

i       50,170 
76,693 

'       31,748 
44,021 
44,030 

1       38,810 

880,165 

&'3,824 

1       28.583 

'     210,700 

2,874.9 

9 

. 

10 

11 

1 

1 

9,286.94 

18 

1 

10,888 

88,567.8 

15 

44.811.2 

i^,600 
16,500 

8,000 
21,800 
15,200 

17 



1,500 

18 

fi.'iso" 

103,850 

6,800 

DlsDOsal  Works  at  Lockoort 

River 

C.  T.  T.  R.  R.  po.'s  Bridge,  Chicago 

2,006 

"857  "' 

622 
1,246 

2,050 

6,800 

9,878.5 

11,000 

17,849 

2,869 

.       7,101 

7,445 

2.060 

85,253 

Southwest  BouleTard    Bridge,  MalD 
Channel,  Sec.  0 

Eight  Track  Bridge,  Main  Channel, 
See.  0 

1.051 

C,  M.  &  N.  R.  R.  Co.*8  Bridge,  Main 
Channel.  Sec.  N 

C,  M.  A  N.  R.  R.  Co.'s  Bridge,  Ked- 

Eedzie  Avenue  Bridge,  Main  Channel, 
8ec   N 

A.,  T.&S.F.  Ry.  Co. '8  Bridge,  Main 
Channel,  Sec.  N 

Belt  Railway  Co.  of  Chicago's  Bridge, 
Main  Channel.  Sec.  K ^ 

1.650 

A.,  T.  &  S.  P.  Ry.  Co.'s  Bridge,  Main 
Channel.  Sec.  G 

Lyons- Summit    Road    Bridge,    Des- 
nlaines  River,  Sec.  E 

•  «  «  •  .     .  . 

Lyons-Summit    Road    Briiige,   Main 
Channel.  Sec.  P 

2,270 
4,748.1 

i 

C.  T.  T.  R.  R.   Co.*s  Bridge,   Main 
Chan  tip],  '^<*c\  K. •••..•••..•.• 

J... .... 

- 

C  T.  T.  H.  R.  Co. '8  Bridge,  Desplaines 
River.  Sec  B 

•5§4 

177.44 

Willow     Springs     Highway   Bridge, 
Main  ChMiinel.  S«»c   1 

2,084 

96,815 

2,006 

1,170 



-- 

A„T.  A  S.  F.  Ry.  Co.'h  Bridge,  M.  C. 
and  Hienh**n8  St.  Hubwav.  Sec.  R 

2,650 

160 

5,180 
202 

2,454 
526 

Leroont  Iliirhway  Bridice,  Main  Chan- 
nel. Sec  8  

Rome«>  Road  Bridge,  Main  Channel, 
Spc.  12 

824 

Lftckp<irt      Road     Bridge,     Section 
16 
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DATE. 


B8TIMATBO  RBXAINING  TO  BB 
DONE. 


PERCENTAOB    COM- 
PLBTEV. 


Biver  IHverHon. 

Piles.    Masonry. 

Main  Channel. 

1 

y 

Glacial 

Drift. 

Cn.  Yda. 

Solid 

Rock. 

Cu.  Yds. 

Lineal 
Feet. 

ana 
Concr*t. 
Cu.  Yds. 

1 

Olaoial 
Drift. 

Cu.  Yds. 

1 

Solid 

Rook. 

Cu.Yds 

Piles 
Lin.Ft. 

Ma8*y& 
Concr»*t 
Cu.Tds 

3gS 

78,800 



1 

8,188 

60^600 

151,299 

67,778 

15,324 

2,296 

1 

>    94  2 

91.0 

1 

93  8 

1 

1 

i  100 

.  100 

1 

14,171 

;    98  8 

1  100 

,,,,,,,,.,) 

19,507 
5,524 

1 

98  2 

99.6 

170,447 

100 
09.9 

05,718 

94 

6 

'  100 

170,788 

100 

212,486 

, 

«•••••«• 

100 
100 

350,353 

, 

174,655 

100 

119.284 

*[ 

1 

'  100 

^■ 

1 

.  140 

$200 

99.9 

106,803 

17,857 

1 

100 

12J3S6 

1,' ' 

100 

1 

1. .■•.•...... 

,  100 

97,917 

48,102 
00,800 
16,873 
68,276 
15,677 
7.476 

100 

^ 

5,000 

1    99.6 

40,763 

100 

•  100 

12,699 

1 

100 

100 

100 

1 

$200 

100 

619 

100 

6,050 
66,760 
88,800 

96.2 

76,770 
85,000 

$3,155 
§1,0C0 

80 

3,008 
11,454.1 

72.5 

9 

t  100 

8,951 
1,200 

10,800 

2,200 
8,656 

80,060 

784 
381 

8,800 

1 

on 

4,286 

1,246 

10,813 

657 

68 

89.8 

^ 

1 

4,421.04 
2,266 
4,236.77 
505.60 
2,886.84 
2,480.36 

100 

4,200 

20,600 

12,004 

76.3 

5,048 

1 

100 

100 

100 
100 
25.3 
100 

4,544 

6,050 

7,007 

8,795 

5,748 

2,020.08 
703.3 

2,037.2 

2,162.79 
658.44 
598.6 

1,260.07 
483.36 

1,184.6 
440.45 

5,924 

■•'••••• 

1,501 
1,166.5 

1 

100 

1 

'  100 

- 

2,966 

433 

400 

1  100 

16,000 

2,500 

450 

• 

84  8 

• 

'  100 

100 
'  100 

1 

•••••»•• 

(V  « 


100 
100 


100 

100 
100 
100 
100 

•  •  •  • 

100 
100 
100 
100 
100 
100 
100 
100 
100 


100 


100 
100 
98.6 
100 
100 
100 
100 
100 


Ma- 
sonry 
and 
ConcrH 


100 


99.1 
100 


32.2 
96.9 


100 

100 

88.3 
100 

00 
66  5 

00 
100 

15.7 
100 
100 
100 
100 

00 
100 
100 
100 
100 
100 
100 

78.7 
100 
100 
100 


Piles. 


82.7 


.  00 
,  83.1 

I  040 

!  100 

'  00 

100 


100 

00 

100 

100 
100 

100 
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STATEMENT   SHOWING   CONDITION    OF  COK 


AMOUNT  SOKB  DUBINO 
OCTOBBR,   1899. 

TOTAZ.  Don  TO 

DS8IONATXOM. 

Main  C/iannel, 

Piles 
Lineal 
Feet. 

Main  Channel. 

« 

Glacial 

Drift. 

Cu.YdB 

Solid 

Ro(}k. 

Cu.Yds 

Mas'yA 
Concr*t 
Cu.Yds 

Glacial 

Drift. 

Ca.  Yds. 

Solid 

Rock. 

Cu.  Yds. 

BetaiDiof 

Wall. 

Cn-Yds. 

Wire  Mills  Road  Bridjpe«  Main  Chan- 
nel, Seo.llG 

608 

E.,  J.  &  E.  R.  R.  Co.*s  Bridfre*  between 
Sees.  10  and  17 

1 

Towoath  Bridire.  8eo.  17 , 

, 

Cass  Street  Brldee.  Sec.  18 

Jeiferson  Street  Brldee.  Sec.  18 

8,280 

.     8,290 

C,  R.  I.  &  P.  R.  Y.  Co.*s  Bridge,  Sec. 
18 

070 
4,178.44 

1,800 

Totals 

108,052 

62,874 

1,868 

^,902,409.0 

12,885,054.1 

880.749.64 

♦  604— River  Diyersion. 
1 4,650~RetaIninflr  Wall. 
t  Betaining  Wall. 
|800-RetalningWall. 
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DATB. 

t 

B8TIMATBD  RBXAXNINO  TO  BX 

DONB. 

PBBCBMTA6B  COM- 
PLETED. 

Siver  Diversion. 

Piles. 
Lineal 
Feet. 

Masonry  j 

and 
Conor' t. 
Cu.  Yds. 

Main  Channei,                 ^ 

Main 

Channel 

Bxcava*n 

li 

p 

:        Ret.  Wall 

Ma- 
sonry 

and 
Oonor't 

Oladai 

Drift. 

Ctt-Yda. 

Solid 

Rock. 

Cu.  Yds. 

Glacial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
Llii.Ft. 

Mas'y& 
Concr'i 
Cu.Yds 

Piles. 

•  ••••••>••* 

566.57 
1,041.84 

100 

100 

100 
00 
00 
00 

80.7 

•  •  •  • ' 

1 

845 

1 

835 
1,050 

180 
2,755 

606 
1,24*2 

256 

0«) 
45.8 

'•  ion 

•  •  •  • 

«  «  ■  • 

■  •  •  • 

99 

***** 1 

1,070       i 

•••■•••• 

1 

li810,21tt 

258,859^ 

108,951.5 

56,818  95  1 

1        474,256 

1 

118.041 

92,846 

1 

82,888 

96.6 

100 

68.5 

54 

December  13,] 


—6182— 


[1899 


COMPLETION  OP  CONTRACT  FOR  SUB- 
STRUCTURE OP  C.  T.  T.  R.  R.  BRIDGE 
OVER  DE8PLAINES  RIVER. 

The  Clerk  presented,  and  read,  a  report 
from  the  Chief  Engineer,  being  final 
certificate  with  reference  to  the  comple- 
tion of  the  contract  with  Messrs.  Held- 
maier  Sc  Neu  for  the  substructure  for  the 
C.  T.  T.  B.  R.  Cc's  Bridge  over  Des- 
plaines  River  on  Section  E. 

Mr.  Jones,  seconded  by  Mr.  Carter, 
moved  that  the  report  be  received  and 
that  the  President  and  Clerk  be  directed 
to  pay  to  said  contractors  the  sum  of 
$1,182.76,  the  amount  fund  to  be  due  in 
said  final  certificate^  upon  the  execution 
by  the  said  contractors,  of  a  proper 
receipt  for  same  in  the  usual  form  as 
heretofore. 

The  following  is 

THE  REPORT: 

"Chicago,  December  18,  1899. 

To  the  Honorable^  the  Board  of  Trusteee  of  the 
Sanitary  District  of  Chicago  : 

Gentlemen  — I  hereby  certify  that 
Heldmaier  Sc  Neu  have  completed  all  of 
the  work  covered  by  their  contract  dated 
August  24,  1898,  nnd  by  my  orders  under 
the  ''extra  work"  clause,  for  the  sub- 
structure of  the  C.  T.  T.  R.  R.  Co.'s 
Bridge  over  the  Desplaines  River  on  Con- 
tract Section  "E*'  to  the  full  satisfaction 
of  the  Chief  Engineer. 

This  certificate  is  siven  subject  to  any 
unaccrued  or  unmatured  obligations  im- 
posed by  the  contract. 

The  present  statement  of  this  contract 
is  as  follows: 

Exoayatlon,  1,433  ca.  yds.  at  45o $     644  85 

EzoaTatlon,  1,966  on.  yds.  at  65c 1.271  40 

Sheet  piling  and  bracing,  11,996  ft.  B.  M. 

at$25.00perM  299  90 

Portland  cement   concrete,  221.17  cu. 

yd8.  at  S8.50 1.879  96 

Masonry,  432.27  cu.  yds.  at  $7.60 8,285  26 

Masonry  removed,  140.78  cu.  yds.   at 

$2.26 816  76 

Strengthening  trestle   (force  account 

work) 4  60 

Building  crib  under  temporary  trestle 

(force  account  work) 26  54 

Total  amount  of  contract $  7,729  25 

Amount  paid  on  preyious  youchers 6,596  49 

Amount  due  and  unpaid S  1J82  76 

Respectfully  submitted, 

(Signed)  Isham.  Randolph, 

Chief  EngiMery 


CJOMPLETION     OP     CONTRACT     FOR     RE- 
MAINDER OF  WORK  ON  SECTION  G. 

The  Clerk  presented,  and  read,  a  report 
from  the  Chief  Engineer,  being  nnal 
certificate  with  reference  to  the  comple- 
tion of  the  remainder  of  the  work  on 
contract  with  Messrs.  Qahan  &  Byrne  for 
work  on  Section  G. 

Mr.  Carter,  seconded  by  Mr.  Kelly, 
moved  that  the  report  bp  received  and 
that  the  President  and  Clerk  be  directed 
to  pay  to  said  contractors  the  sum  of 
$1,811.04,  the  sum  found  to  be  due  in 
said  final  certificate,  upon  the  execution 
by  said  contractors  of  a  proper  receipt 
for  same  in  the  usual  form  as  heretofore. 


On  roll-call  the  vote  stood: 
Messrs.'  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter — 
seven.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

<*Chicago,  December  18,  1899. 

To  the  Hwiorable^  the  Board  of  Trfteteee  of  the 
Sanitary  District  of  Chicago: 

Qrntlbhen  —  I  hereby  certify  that 
Gahan  &  Byrne,  contractors,  have  com- 
pleted all  of  the  work  covered  by  their 
contract  dated  December  27,  1898,  for 
the  completion  of  Section  "G*',  in  ac- 
cordance with  said  contract  and  to  the 
satisfaction  of  the  Chief  Engineer. 

An  estimate  was  returned  on  this  Sec- 
tion September  29,  1897,  covering  all 
work  done  up  to  that  date  prior  to  which 
operations  had  to  be  suspended  on  ac- 
count of  the  inability  of  the  Sanitary 
District  to  give  possession  of  the  Santa 
Fe  right  of  way.  The  voucher  now  ren- 
dered is  final  for  the  work  which  was 
unfinished  at  the  time  of  the  suspension 
noted.  These  contractors  filed  ceruun 
claims  for  compensation  which  have 
been  adjudicated  by  me  and  are  covered 
in  a  separate  report. 

This  certificate  is  given  subject  to  any 
unaccrued  or  unmatured  liabilities  or 
duties  growing  out  of  said  contract. 

The  total  amount  of  work  involved  in 
completing  the  section  for  which  final 
voucher  has  not  been  heretofore  ren- 
dered is  as  follows: 

Glacial  drift,  48,868  oa.  yds.  at  98o Sia,88S  04 

Labor  and  material  for  pumping ll<i 
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lAbor  remoYlnir  dam  across  Mahi  Chan- 
nel near  Station  Ses,  014  cu.  yds  at 
S8c $     26488 

Total $14,068  56 

Less  amount  paid  on  previoas  esti- 
mates    12,352  68 

Total  amoant  due  and  unpaid $  1,811  04 


Respectfully  submitted, 
(Sicrned)  Isham  Randolph, 

Chief  Engineer. 


CfOMPLBTION  OP  CONTRACT  FOR  REMAIN- 
DER OF  WORK  ON  SECTION  H. 

The  Clerk  presented,  and  read,  a  report 
from  the  Chief  Engineer,  being  final 
certificate  with  reference  to  the  com- 
pletion of  the  remainder  of  the  work  on 
contract  with  Gahan  &  Byrne  for  work 
on  Section  H. 

Mr.  Carter,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  received  and 
that  the  President  and  Clerk  be  directed 
to  pay  to  said  contractors  the  sum  of 
$9,607.08,  the  amount  found  to  be  due 
in  said  final  certificate,  upon  the  execu- 
tion by  said  contractors  of  a  proper  re- 
ceipt for  same  in  the  usual  form  as  here- 
tofore. 

On  roll-call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Jones,  KeUy  and  Wenter — 
seven.    Nays— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chicago,  Dec.  13, 1899. 

To  t?ie  HmtorabUy  the  Board  of  Tnieteee  of  t7u 
Sanitary  District  of  Chicago: 

OkntlekbN'I  hereby  certify  that 
Gahan  &  Byrne,  contractors,  have  com- 
pleted all  their  work  covered  by  their 
contract  dated  December  27,  1898,  for 
the  completion  of  Section  *'H",  in  ac- 
cordance with  the  said  contract  and  to 
the  fall  satisfaction  of  the  Chief  Engi- 
neer. 


An  estimate  was  rendered  on  Novem- 
ber 80,  1896  covering  the  work  done  up 
to  that  date  prior  to  which  operations 
had  to  be  suspended  on  account  of  the 
inability  of  the  Sanitary  District  to  give 
possession  under  the  Santa  Fe  right  of 
way .    The  voucher  now  rendered  is  final 


for  the  work  that  was  unfinished  at  the 
time  of  the  suspension  noted. 

These  contractors  filed  certain  claims 
fgr  compensation  which  have  been  ad- 
judicated by  me  and  covered  in  a  sepa* 
rate  report.^  This  certificate  is  given 
subject  to  any  unaccrued  or  unmatured 
liabilities  or  duties  growing  out  of  the 
said  contract. 

The  total  amount  of  work  involved  for 
completing  the  section  for  which  final 
voucher  has  not  heretofore  been  rendered 
is  as  follows: 

Glacial  Drift,  275,219  cu.  yds. 
at  29c $79,818.61 

Entire  compensation  for  delay 
suffered  by,  and  work  done 
on  making  cut  to  draw  off 
water  impounded  east  of 
west  line  of  Section  "H". . ..     8,950.00 

Total $83,768.51 

Less   amount  paid  on  pre* 
vious  estimates 74,156.48 


Amount  due  and  unpaid.  $  9,607.08 


Respectfully  submitted, 
(Signed)  Ibham  Randolph, 

Chief  Engineer, 


REPORT  IN  REFERENCE  TO  ORDINANCE 
OF  CITY  OP  JOLIET  AND  PASSAGE  OF 
DISTRICT  ORDINANCE  ACCEPTING  SAME. 

On  behalf  of  the  Committee  on  Engi- 
neering, Mr.  Braden  presented,  and  the 
Clerk  read,  a  report  from  that  Commit- 
tee in  reference  to,  and  accompanied  by, 
a  form  of  District  ordinance  accepting 
an  ordinance  passed  by  t^e  City  of  Joliet, 
granting  permission  and  authority  to  the 
Sanitary  District  of  Chicago  to  change 
the  plans  contemplated  in  an  ordinance 
of  said  City  of  Joliet  heretofore  passed, 
the  report  recommending  that  the  said 
ordinance  of  the  City  of  Joliet  be  ac- 
cepted by  the  passage  of  the  ordinance 
of  the  Board  of  Trustees  in  the  form 
therewith  submitted. 

Mr.  Braden,  seconded  by  Mr.  Jones, 
moved  that  the  report  be  adopted  and 
that' the  accompanying  District  ordi- 
nance be  passed. 

On  roll-call  the  vote  stood:  Teas — 
Messrs.  Boldenweck,  Braden.  Carter, 
Eckhart,  Jones,  Kelly  and  Wenter — 
seven.    Nays— none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 
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VALUBS- 


STATEMBNT   SHOWING   CONDITION  OF 


Designation. 


AMOUNT  KARNSD  DURINe  OCT., 

1899. 


Main 
Channel. 


Bridges. 


Cbicaffo  River  Imp'ment 

O 

N 

M 

L 

K 

I 

H 

G 

P 

B 

D 

C 

B 

A 

1 

a 

8 

4 

6 

6 

7 

8 

9 

10 

11 

15J. 

18 

14 

15 

16 

17 

18. 


$51,884  56 

9,755  36 

12,480  74 


1,819  45 
'6,742'68 


'^0 


111,242  -t 
75  67 


546  89 


10:2  86 


Gen- 
eral. 


Total. 


▲MOUNT  EARNED  TO  DATB. 


Main 
Channel. 


6,174  54 


8,592  20, 


Disposal  Wks.  at  LockpU 
Repalrinir  I.  &  M.  Canal. 
Van  Buren  St.  Approach 

Span,  Chicago  River. . . 
Taylor  St.   Bridire.  Chl- 

oacro  River 

C.  T.  T.  R.  R.  Co. '8  Br. 

Chicago  River 

S.  W.  Blvd.  Bridge,  M. 

C,  Sec.O 

Pan  Handle  Brld|;e,  M. 

C.  Sec,  O 

CM.  &  N.  R.  R.  Co.'s  Br., 

M.  C,  Sec.  N 

CM.  &  N.  R.  R.  Co. '8  Br , 

Kedz!eAv.,8ec.  N 

Kedzle  Av.    Bridfre,  M. 

C  Sec.  N  

A.,  T.  &  S.  F.  Ry.  Co.*8 

Br.,  M.  C  Sec.  N 

Belt  Ry.  of  ChicaKo  Br., 

M.  C.SecK 

A.,  T.  A  S.  F.  Ry.  Co.'s 

Br.,  M.  C  Sec.  Q 

A.,  T.  &  8.  F.  Ry.  Co.'s 

Br.,  D.  R.,  Sec.  F 

Lyons-Summit  Road  Br., 

D.  R..  Sec.  E 

Lyons-Summit  Road  Br., 

M.  C,  Sec,  F 

C.  T.  T.  R.  R.  Co.'s  Br., 
M.  C  Sec.  E 


6,142  11 
29,510  8?  I 
56,062  13, 
444  70> 


2,848  66 


4,688  84 
14,877  58 


50,505  54 
8,177  99 


C.  T.  T.  R.  R.  Co.'s  Br., 
D.  R.,Sec.  E 

Willow  Spes.  Highway 
Br.,    M.  C,  Sec.  1 

A.,  T.  &  S.  F.  Ry.  Co.'s 
Bridf^e,  M.  C.  and 
Stephen  Kt.  Subway, 
Sec.  8 

A.,  T.  &  S.  F.  Ry.  Co,'8 
Br.,  D.  R..8eG.  8 

Lemont  Highway  Br., 
M.  C,  Sec.8 


57  55 
697  60 


1,345  65 


10,479  85 


$61,284  561 

20,998  06 

12,506  411 

4&2  8rl 


1,866  34 
6i742*58 


102  86 


6,174  54 


8,592  20; 


6,142  11 

29,510  82 

58,895  79 

444  70 


\  500,158  95 
896,340  71 
248,282  04 
161,471  81 
217.287  06 
308,180  57 
289,846  00 
816,658  68 
896,688  40 
341,404  40 
758,425  87 
59*^089  29 
448,342  50 
488,906  42 
801,584  08 

1,210,660  87 
877,695  00 
840,962  98 
975,248  98 
749,207  28 
689,104  96 
722.644  74 
898,991  80 
794,338  28 
021,454  79 
797,717  50 
849,768  91 
819.888  19 
081,457  10 
551,015  85 
70,488  77 
852,028  00 
288,761  96 
268,010  87 


River 
Diversion. 


4,688  84, 
14,877  58 


60,505  54 
8,177  99: 


1,846  6& 


10,479  85 


75,627  78 

29,091  91 

2380  54 

40,185  18 

69,451  84 

115,741  78 

148.906  29 

68,190  86 

888  42 

88.804  43 

6,653  64 

65.911  87 

66,193  19 

89,688  90 

28,578  72 

78,79i9  58 

48,854  42 

81,768  52 


Bridffee. 


107,775  62 
8,600  60 


8,195  OGi 


15,775  TO 


1,912  00 


19,868  89 
1,012  30 


1,086  87 


117  61 


1,500  00 
14.749' io 


GenenL 


••••••• 


$   seaw 


7816I 
ISO  09 


torn 

90  09 


8.7S09 
2,a60« 


8,flStS 


I •■ ■  ■••• 


18.00SS 


4,050  00 

29,421  78 

79,884  S6 

149.968  48 

814.186  4S 

170,960  74 

14,515  47 

43.118  58 

80.506  93 

1,946  50 

114.806  72 

19,810  73 

13,890  47 

41,198  18' 

50,688  75 

1U965  80 

28.968  58 


194,477  81 
88,873  07 
21,287  89 
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CONSTRUCTION  CONTRACTS.  NOVBHBBR  1,  1899. 


Total. 


500,153  95 

504416  88 
251.862  78 
161.471  81 
ai7,«87  W5 
311.8;»  59 
2b9,846  00 
816,666  63 
398.6.%  40 
417.088  13 
798,55^  98 
504,919  83 
484.*i59  40 
4980^87  76 
917.826  81 

1.866.510  66 
940,975  86 
841.891  85 

1,058,638  6f 
755.860  92 
745,016  S3 
797,495  98 

1,011,109  66 
819,424  80 

1,009,186  70 
841,571  92 
872,6^  80 
819,888  19 
931,457  10 
552,083  46 
71,938  77 
352,023  00 
998,511  15 
268.010  37 
18,052  85 

4,060  00 

29,421  73 

79,884  86 

149,962  42 

214,186  43 

170,980  74 

14.515  47 

43,118  58 

80,505  98 

1,946  50 

114,306  72 

19,210  73 

13.220  47 

41,103  18 

50,682  75 

11,985  20 

82,968  52 


124,477  21 
28,275  07 
21,287  30 


Amount 
Paid  to  Date 


RSMAXMIMO  TO  BS  EARNED. 


Main 
Channel. 


Bridges. 


7,794  06 


9,607  03 
1,811  04 


7.553  88 


89  58 


98  84 


436,141  89.|  224,583  92, 

490,089  Oil'      73.2S6  54$    14,2S2  19 

235,754771      18,592  80i 

161,033  98il I 

217.287  Oeli ' 

306,514  70 

289,846  OU 

314.074  15 

398,638  4(1 

375,088  00 

698,616  86 

694,919  88. 

484,25H  40i' 

498,587  76:' 

917,325  81 
1,849,615  00 

940.975.86 

841,291  35. 
1,058.688  66  { 

756,860  9;'  I 

745,016  33, 

797.495  93 
1,003,650  49i 


1,310  UO 
450  00 


819,424  801 
1,009,186  7Ul 
841,571  92! 
867,145  51 
819,388  19 
931,457  10, 
552.033  46 

58.893  72 
815,587  55 
236.448  88 
262,682  52 

18,052  85 

4,050  OO' 

83,268  80 

75,230  38 

145,731  20 

175,063  80 

170,980  74 

14,515  47 

48,118  58 

80,448  88 

1,092  88 

114,805  72 

19,210  73 

13.2«)  47 

41,193  18 

60,682  75 

9,429  03 

22,968  52 

82,785  14 
28,275  07 
21,227  89 


5,626  00 


4.526  62 
4,879  30 
1,600  00 


4,728  75 

101,799  10 

101,959  04 

150  00 


1,349  49 


20,192  10 

61,618  89 

292.500  8! 


848.862  37 
12,000  00 


5,400  00 

2.086  06 

211,374  60 


5,122  05 


17,001  79 


Total. 


224,533  9*^ 
87.518  73 
18.592  8(' 


15.347  4S 


9,607  081 
1,811  04 


RBMAIiriKO    TO  BE  PAID  ON  VOUCHERS. 


Retained 
Percentages. 


35.515  86 

9,649  69 

10,245  99 


8,964  00 


188  421' 


34«108  88 
97,406  83 


1,810  00 
450  00 


5,625  OC* 


6,179  83 


1,544  05 


4,526  62 
4,879  30 
1,600  oa 


4.728  76 

101,799  10 

103.S08  53 

150  00 


20,192  10, 

51.618  39' 

292,600  8I' 


348,602  87 

I 

12,000  00 


8,562  94 
24.708  91 
33,391  72 


8,094  38 

1,075  88 

4,228  22 

10,807  88 


5,400  00 

2,086  00 

211,374  6O' 


243  31 


Unpaid 
Vouchers. 


S  88,496  70 

4,877  53 

5,861  97 

487  83 


646  89 
8,584*48 


7,846  75 
7,529  29 


715  83 


5,915  11 


6,478  79 


4.482  11 

11,726  54 

28.670  55 

327  85 


4,058  55 
3,578  65 


28,244  75 


57  55 
610  31 


Total. 


S  64.018  66 

14,087  22 

16,107  96 

437  88 


5,122  o:>; 


087  91 


17,001  ',V^ 


2l,8M  64 


1618  2t 


I 


2,810  89 
8,581*48 


41,950  18 
104,936  12 


6,895  66 


7,459  16 


5,478  79 


18.045  06 

36,485  45 

62,062  27 

327  85 


6,152  93 

4,653  88 

4,288  22 

39,052  63 


57  55 
858  62 


I?,556  17 


18,807  48       41,762  07 
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STATEMENT   SHOWING  CONDITIOX  OF 


AMOUNT  EARNED  DUBIMO  OCT., 
1809. 

AKOUIVT  EARNED  TO  DATE. 

Dbaionation. 

Main 
Channel. 

Bridges. 

Gen- 
eral. 

Total. 

Main 
Channel. 

River 
Diversion. 

Bridges. 

GcnmL 

Lemont    Hiflrhway    Br., 

. 

1 

$    92,829  89 

15,968  68 

80,065  S8 

16,943  06 

17,4t9  51 

41,964  62 
187  79 

Western  Stone  Co.'s  Br., 
D.  R..  Seo.  10 

1 
j 

Romeo    Highway     Br.. 
M.  C,  Sec.  12 

$854  09 

S     854  00 

Lookport  Hijrhway  Br., 
M.  C.  Sec.  16 

Wire  MtllB  Rd.    Br.,  M. 
C,  Seo.  16 

1,881  98 

1,681  08 

B..  J.  A  E.  R.  R.  Co.'s 
Br.,  bet.  Sees.  16  and  17. 

Towpath  Brid|ire«  Sec.  17 
Cam  St.  Brldffe.  Seo.  18 

187  79 

187  79; 

JeflFeraon     St.      Bridge, 
Sec.  18 

5,017  50 
5,860  00 

ii,«»'oo 

5,017  50 

5,860  00: 
1,420  00 

5,017  50 
^    11.810  00 

C.  R.  I.  &  P.  R.R.  Bridge, 
See.  18 T 

• 

Crib  work  at  Joliet 

$84,i9T9 

Totals 

1186,68156 

9ll8,4»tl4 

SLCWOO 

i8Gl,78870 

$  19,600,768  10 

$1,000,166  88 

$1,568,80078 

$74,417  fl 

December  18,J 
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CONSTRUCTION  CONTRACTS,  NOVEMBER  1,  1899— Ctonrtnw«rf. 


Amount 
Paid  to  Date. 

1 

BBXAIMING  TO  Bl  EARNED. 

REMAIKINO  TO  BE  PAID  ON  VOUOHERS. 

Total. 

Main 
Channel. 

Bridges. 

1 
1 

Total. 

1 

'    Retained 
Percentages. 

Unpaid 
Youohers. 

Total. 

S       22.829  89 

$       22,329  89 
16,968  68 
28,196  69 
16,748  16 
15,861  28 
41,984  62 

15,968  63 

' 

80,086,28 

$     1,888  64 

$    1.888  54 

16,948  08 

$       194  92 

824  84 

194  92 

17,429  51 

1.748  89 

2,068  28 

41,964  62 

.....' 

187  79 

$    29,066  86 
88.265  75 

40,609  76 

24,798  00 

$     29,066  85' 
36,265  751 

40,609  75 

24,796  00 
♦         2,610  00 

187  79 

187  79 

5,017  60 

508  12 

7,048  75 
84,727  6S 

627  19 
1,476  25 

8,887  19 
8,290  00 

4,514  88 

11,810  00 
34,727  66 

•$'2,61066 

4,766  25 

• 

$22,446,676  89 

$21,954,178  29 

$56{$,S92  77 

11,128,182  42 

$1,687,425  19 

$808,407  97 

$188,080  68 

$491,498  60 

*  General  aoooaut. 
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STATBMBNT   SHOWING   CONDITION   OF  COS 


AMOUNT  I>ONB    DURINO 

OCTOBBR,    1899. 

i 

TOTAL  DOSK  TO 

DSaiONATION. 

Main  C/iannei. 

Piles 

Lineal 

Feet. 

Mitin  Channel. 

Glacial 

Drift. 

Cu.Yds 

Solid 

Rock. 

Cu.Yde 

Mas'yA 
Ooncr*t 
Cu.Yds 

Glacial 

Drift. 

Cu.  Yds. 

Solid 
^     Rock. 
Cu  Yds. 

KeiolDlng 

WalL 
Cu.Yda. 

Chiottffo  River  IiuDrovement 

62,800 
14,809 
80.872 

1,768 

■    ir 

976,000 
1,716,586 
1,018,718 

780,578 
1.102,980 
1.177,881 
1,159,884 
1,086,242 
1,896,268 
1,098,047 
1,907,862 
1,934,890 
1,881,545 
1,579,086 
2,560,648 
1,2^,267 

724,905 

425,705 

o 

N  

M 

1.. ..•«.' 

T.   

K 

2,399 

I 

H 

19,802 

G 

p 

87,448 

212.669 

87,080 

E 

n 

c 

B 

1 

15,586 

13,812 

554,828 

488,750 

760,778 

262,428 

378.609 

649,855 

800,989 

1,154,662.1 

1,008,789 

1,141,890 

989.711 

998,709 

1,083.665 

1,022,796 

(M7,089 

147,067 

827,900 

91,800 

10,111 

A 

1 

1 

J 

1 

68,^56 

2 

38,606 

3 

14,009 

4 

1,096,746 
952,526 
688,248 
181,721 

68.169 

5 

56.069.1 

6 

90i,a61.7 

7 ■ 

"*'**'* 

6,179.9 

4,900 

!!!!!.'!.*i 

1       60.170 
76,603 
81,748 
44,021 
44,080 
88,810 

2;874.9 

9 

11 

1 

9«286.94 

18 

1 

10,888 

,      880,165 

<       85,824 

28,583 

88,367.8 

16 

' 

44,811.8 

^,600 
16,500 

8,000 
21,800 
16.200 

17 



'      210,700 
103,860 

1,600 

18 '. 

M.660 

5.800 

Disposal  Works  at  Lock  port 

•••••••* 

HlTer 

C.  T.  T.  R.  R.  po.'s  Bridge,  Chicago 

2,006 

*ak?  * ' ' " '  'tKKk 

2,050 

6,800 

9,878.5 

11,000 

17,849 

2.869 

-       7,101 

7,445 

2.060 

8S,258 

1 

1,246 

Southwest  Boulevard    Bridge,  Maiu 

Eight  Track  Bridge,  Main  Channel, 

1.061 

C,  M.  &  N.  R.  R.  Co.'s  Bridge,  Main 

C,  M.  A  N.  R.  R.  Co.*s  Bridge,  Ked- 

Kedzle  Avenue  Bridge.  Main  Channel, 

A.,  T.&S.F.  Ry.  Co.'s  Bridge,  Main 

Belt  Railway  Co.  of  Chicago *8  Bridge, 

1,560 

A.,  T.  A  8.  P.  Ry.  Co.'s  Bridge,  Main 

Lyons-Summit    Road    Bridge,    Des- 

Lyons-Summit    Road    Bridge,   Main 

2,270 
4,748.1 

C.  T.  T.  R.  R.  Co.»8  Bridge,   Main 

t 

'        [ 

C.  T.  T.  K.  R.  ro.'a  Bridge,  Desplaines 

•694 

177.44 

WHlow     Spring**     Highway  Bridge, 

2.084 

96,816 

2,006 

1,170 

~ 

A.,T.  A  S.  F.  Ry.  Co.V  Bridge,  M.  C. 

Leroont  Hlirhway  Bridge,  Main  Chan- 
nel, 8e<'  8  

2,660 

160 

6,180 
208 

2,454 
526 

Komeo  l{oad  Bridge,  Main  Channel, 
S»»c.  12 

324 

Lorkport      Road     Bridge,     Section 
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DATE. 

BSTiaiATBD  RBXAINine  TO  BB 
DONE. 

4 

i                  PKRCBNTAGB    COM- 
PLBTKD. 

Jiiver  Diversion, 

Piles. 
Lineal 

'  Feet. 

1 

Masonry 

and 
Concr*t.  > 
Cu.  Yds.: 

M(An  Channel, 

y 

i    5>< 

• 

"5 

Ma- 
sonry 

and 
Conor*t 

Glacslal 

Dritt. 

Cu.  Yds, 

Solid 

Rock. 

Cu.  Yds. 

Glacial 
:      Drift. 
Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
Lin.Ft. 

Mas*y& 
Concr.'t 
Cu.Yds 

PUes. 

78,800 


8,138 
' 

60^600 

151,299 

67,772 

15,824 

2,296 

1 

'    94.2 
91.9 
93.8 

100 

100 

98.8 
1  100 
i    98.2 
99.6 
100 
99.9 
1  100 
1  100 
100 
100 
,  100 
100 
99.9 
I  100 
1  100 
100 
100 
99.6 
100 
;  100 
100 
100 
100 
100 
100 
06.2 
80 
72.5 
100 

on 

68 

39.8 
100 

76.3 

100 

100 

,  100 

100 

25.3 
100 

82.7 

••>•#•<••• 

' 

.......... 

..........1 



1 

14,171 

:;:;;::;::!:;;::::::: 

1 

;         19,507 
;            5,524 

1 

179,447 

' 

100 
100 

95,718 

94* 

6 



170,788 

100 
100 
100 
100 
100 

■'ioo 

100 
100 
100 
100 
100 
100 
100 
100 

"ioo 

212,486 

•••••••••• 

••••••••••I 

, 

359,358 

1] 

******** 

174,665 

100 
100 
98.6 
100 
100 
100 
100 
100 

•  •  •  • 

119,284 

^ 

,  140 

$200 

100,808 

17,857 

■  ■  •  -   •  • 

12,256 

1 

97,917 

48,102 
99,309 
16,878 
58,276 
15,677 
7.475 

5,000 

40,768 

, 

' 

12,699 

100 

$200 

99.1 
100 

619 

1 

6,0.'S0 
56,760 
38,800 

1 

76,770 
85,000 

t3,155 
§1,0C0 



100 
100 

32.2 
06.9 

•  •  •  • 

■  •  ■  • 

•  •  •  • 

4     •    •    • 

•  ■     •     • 

•  •     *    • 

•  •    •    ■ 

■  •    •     • 

■  ■     C     • 

■  •    •    • 

■  •     ■     ■ 

•  •    •    • 

•  •     •     • 

•  •    «     • 

•  •     •    • 
»     •    •    • 

8,993 
11,454.1 

83.3 
100 

00 
66  6 

00 
100 

15.7 
100 
100 
100 
100 

00 
100 
100 
100 
100 
100 
100 

78.7 
100 
100 
100 

■ 

8,951 
1,200 

10,300 

2,200 
8,656 

80,060 

784 
331 

8,800 

00 

4,285 

1,246 

10,813 

657 

83.1 

040 

» 

w 

4,421.94 
2,S66 
4,288.77 
595.69 
2,886.84 
2,489.86 

100 

4,200 

20,600 

12,094 

00 

5,948 

100 

4,544 

100 

6,050 

7,007 

8,795 

00 

5,748 

2,929.03 
793.3 

2,087.2 

2,162.79 
658.44 
598.6 

1,260.07 
488.36 

1,184.6 
449.45 

100 

5,924 



1,501 
1,166.5 

100 

1 

100 

100 

- 

100 

2,966 

488 

400 

1 

100 

84.8 

100 

100 

'  100 

100 

16,000 

2,500 

450 

•        1 

• 

•  •     «    • 
■    •     •    • 

•  •    •     > 

1 

1 

1 
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STATBMBNT   SHOWING  CONDITION   OP    CON 


AMOUNT  I>ONB  DURING 
OCTOBER,   1899. 

TOTAX.  BOKX  TO 

DKSIONATIOn. 

Main  Vhanuel, 

Piles 
Lineal 
Feet. 

Main  Channel. 

Glacial 

Drift. 

Cu.Yds 

Solid 

Rock. 

Cu.Yds 

Mas^yA 
Conor't 
Cu.Yds 

Qlaoial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.  Yds. 

Retalninc 

Wall. 
Cu.  Yds, 

Wire  Mills  Road  Bridge,  Main  Chan- 

608 

K.,  J.  &  E.  R.  R.  Co.'s  Bridge,  between 

1 

Towpath  Bridere,  Sec.  17 

, 

Cass  Street  Brid/^re.  Sec.  18 

Jefferson  Street  Bridgre,  Sec.  18 

*8,ab' 

8,«b 

C„  R.  I.  &  P.  R.  Y.  Co.*8  Bridge,  Sec. 
18 

670 
4,178.44 

1,800 

Totals 

108,052 

68,874 

1,868 

e7,96S,409.6 

12,89,054.1 

880.749.M 

*  604— River  DiTereion. 
1 4,6S0~Retalninfi:  Wall. 
X  B«talninfr  Wall. 
S200-RetainingWall. 
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DATE. 

E8TIMATBD  RXMAININO  TO  BJB 
DONS. 

PSROENTAOB  COM- 
PLETED. 

Sivtr  Diversion. 

Piles. 
Lineal 
ireet. 

Masonry 

and 
Conor't. 
Cn.  Yds.  i 

1 

Main  Chaniiti, 

Main 

Channel 

Kxcava*n 

fe-2    1 

Ma- 
sonry 

and 
OoncrU 

Glacial 

Drift. 

Cn.  Yds. 

Solid 

Rock. 

Cu.  Yds. 

Qlaoial 

Drift. 

Cu.  Yds. 

Solid 

Rock. 

Cu.Yds 

Piles 
Lin. Ft. 

Ma8*y&| 
Conor't' 
Cu.Ydsj 

II 

1 

•  •  •  • 

Piles. 

•  »■■.••«..* 

1 
666.57  ' 
1,041.84 

100 

100 

100 
00 
00 
00 

80.7 

1 

845  1 
696 
1,242  1 

256 

335 

180 
2,765 

01) 
45.8 

100 

■  •  «  • 

•  •  •  • 

•  •  •  ■ 

99 

1,050 

1,070 

1 

1,810,9]0 

258,659^ 

108,951.6 

66,813  95 

474,256 

118,041 

93,846 

82,888 

<    96.6 

1 

100 

68.5 

54 

December  20.  J 
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RBPORT  IN  RBFKRENCE  TO  RELEASE  OF 
BOND  ON  CONTRACT  FOR  SUBSTRUC- 
TURE OF  WILLOW  SPRINGS  HIGHWAY 
BRIDGE  ACROSS  MAIN  CHANNEL  ON 
SECTION  1. 

Mr.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  with  reference  to,  and 
accompanied  by,  a  communication  from 
James  A.  Sackley,  successor  to  Messrs. 
Sackiey  &  Peterson,  in  regard  to  the  re- 
lease of  bond  on  contract  for  substruc- 
ture of  Willow  Springs  Highway  Bridge 
across  Main  Channel  on  Section  1,  the 
report  recommending  that  the  sureties 
on  said  bond  be  released,  the  contractors, 
however,  to  remain  liable  thereon. 

Mr.  Carter,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 

On  roll  call  the  vote  stood:  Yeas- 
Messrs.  Boldenweck,  Braden,  Carter, 
Eckhart,  Kelly,  Mallette,  Smyth  and 
Wenter — eight.    Nays — ^none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THE  REPORT: 

"Chicago,  December  20, 1899. 

To  tlie  Honorable  J  the  Board  of  Timstees  of  the 
Sanitary  District  of  Chicago  : 

Gentlemen— The  Committee  on  Fi- 
nance has  received  a  communication  ad- 
dressed to  the  Clerk  of  the  District  by 
James  A.  Sackley,  successor  to  Messrs. 
Sackley  &  Peterson,  requesting  the  re- 
lease of  the  surety  on  the  bond  given  by 
said  firm  upon  their  contract  for  the 
erection  of  the  substructure  for  the  bridge 
known  and  distinguished  as  the  Willow 
Springs  Highway  Bridge  crossing  the 
Main  Channel. 

The  Committee  advises  that  the  work 
upon  this  contract  has  been  fully  com- 
pleted; that  final  payment  was  author- 
ized on  January  14,  1899  (page  5424  of 
the  proceedings),  and  a  final  receipt 
taken  from  said  contractors  for  payment 
of  the  amount  so  ordered. 

Your  Committee  recommends,  there- 
fore, that  the  surety  on  the  bond  of  said 
Sackley  &  Peterson  be  released,  the  con- 


tractors,   however,    to    remain    liable 
thereon. 

Respectfully  submitted, 

(Signed)  Z..R.  Cabteb, 

CJudrman, 

B.  A.  Eckhart, 
Frank  Wbnter, 
Thomas  Kelly, 
Alex.  J.  Jones, 

•    Cotnmiitee  o«  Finance.''^ 
(One  enclosure.) 

REPORT   AND   ORDINANCE    FOR    $1,000,900 
OP  CURRENCY   BONDS— NINTH    ISSUE. 

)ir.  Carter,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Finance  transmitting  an  ordi 
nance  providing  for  the  issue  of  $1,- 
000,000  of  8}^  per  cent  currency  bonda-- 
ninth  issue;  said  report  recommending 
that  the  Clerk  be  authorised,  under  di- 
rection of  the  Committee  on  Finance,  to 
invite  proposals  for  purchase  of  said 
issue,  bids  to  be  opened  on  the  !07th  day 
of  December,  1899. 

Mr.  Carter,  seconded  by  Mr.  Wenter, 
moved  that  the  report  be  adopted  and 
the  recommendations  contained  therein 
concurred  in. 


On  roll  call  the  vote  stood: 
Messrs.  Boldenweck,  Braden,  Carter^ 
Eckhart,  Jones,  Kelly,  Mallette,  Smytb 
and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

Mr.  Kelly,  seconded  by  Mr.  Carter, 
then  moved  that  the  accompanying  ordi- 
nance be  passed. 


On   roll-call   the  vote  stood:     

Messrs.  Boldenweck,  Braden,  Carter » 
Eckhart,  Jones,  Kelly,  Mallette,"  Smyth 
and  Wenter — nine.     Nays — none. 

Upon  this  result  the  President  de* 
clared  the  motion  carried. 

The  following  is 

THE  REPORT : 

CHICAGO,  December  dO,  1899. 

To  the  Honorable t  tlie  Board  of  Tru3i§€» 
of  the  Sanitary  DhtHet  of  Chicago: 

Gentlemen— Your  Committee  on  Fi- 
nance transmit  herewith  an  ordinance 
providing  for  the  issue  of  one  million 
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($1,000,000)  dollars  of  three  and  one-half 
i^H)  V^^  <^°^  currency  bonds  of  the 
Sanitary  District  of  Chioago,  to  be  the 
ninth  (0th)  issue;  said  bonds  to  be  of  the 
denomination  of  one  thousand  ($1,000) 
dollars  each,  and  to  be  dated  January  2, 
A.  D.  1900,  interest  to  be  payable  on  the 
first  day  of  July  and  January  in  each 
year,  and  recommend  the  passage  of  said 
ordinance  by  your  Honorable  Sody. 

Your  CJommittee  further  recommend 
that  the  Clerk  of  this  District  be  author- 
ized and  directed  to  advertise,  under  the 
direction  of  the  Committee  on  Finance, 
for  proposals  for  purchasing  said  ninth 
(9th)  issue  of  bonds,  to  be  issued  in  accor- 
dance with  said  ordinance,  bids  to  be 
opened  Wednesday,  December  27,  1899. 

Respectfully  submitted 

(Slfirned)  Z.  R.  Carteb, 

(7hairman. 

b.  'a.  eckhart, 

Frank  Wbnter, 

Thomas  Kelly . 

Alex.  J.  Jones, 

Committee  on  Financed 

(Accompanied  by  ordinance.) 


The  following  is 

THE  ORDINANCE: 

"An  ordinance  providing  for  the  issu- 
ance of  bonds  of  the  Sanitary  District 
of  Chicago  to  the  amount  of  $1,000,000. 

Be  it  ordairud  by  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Sbotion  1.  That  there  be  borrowed 
the  sum  of  one  million  ($1,000,000.00) 
dollars  for  the  corporate  purposes  of  the 
Sanitary  District  of  Chicago,  and  that 
interest  bearing  coupon  bonds  be  fssued 
therefor  to  the  amount  of  one  million 
($1,000,000.00)  dollars  by  said  Sanitary 
District  of  Chicago,  said  bonds  to  be  of 
the  denomination  of  one  thousand 
($1,000.00)  dollars  each,  all  to  bear  date 
of  the  second  day  of  January,  1900;  fifty 
thousand  ($50,000.00)  dollars  of  the  prin- 
cipal of  said  bonds  to  be  payable  on  the 
first  day  of  January  of  the  year  1901,  and 
of  each  of  the  years  thereafter  following, 
until  and  including  the  year  1920,  said 
tends  to  be  numbered  consecutiyely 
from  fourteen  thousand  and  ninety- one 
(14,091)  to  fifteen  thousand  and  ninety 
(15,090),  inclusive,  and  to  bear  interest 
at  the  rate  of  three  and  one- half  (8^^) 
per  centum  per  annum  from  the  date 
thereof.    Interest  to  be  payable  on  the 


first  day  of  July  and  of  January  of  each 
year,  and  to  be  evidenced  by  coupons 
attached  to  each  bond,  to  be  numbered 
consecutively,  each  coupon  to  bear  the 
number  of  the  bond  to  which  it  is  at- 
tached, and  to  be  for  the  sum  of  seven- 
teen and  fifty  one- hundredths  ($17.50) 
dollars  (except  the  first  coupon  on  each 
bond  of  this  issue,  which  shall  be  for 
the  sum  of  seventeen  and  forty  one- 
hundredths  ($17.40)  dollars),  and  the 
first,  or  number  one  (1),  coupon  of  each 
bond  to  be  payable  on  the  first  day  of 
July,  1900,  and  the  next,  or  number  two 
(2),  coupon  on  each  bond  to  be  payable 
on  the  first  day  of  January,  1901,  and  so 
on,  each  succeeding  coupon  being 
payable  six  (6)  months  after  the 
preceding  one,  both  principal  and 
interest  to  be  payable  at  the 
office  of  the  Treasurer  of  the  Sanitary 
District  of  Chicago,  interest  to  be  pay- 
able only  upon  the  presentation  and 
surrender  of  the  proper  interest  coupons. 
Such  bonds  shall  be  signed  on  behalf  of 
the  Sanitary  District  of  Chicago  by  th& 
President  of  the  Board  of  Trustees  and 
countersigned  by  the  Clerk  of  the  Sani- 
tary District  of  Chicago,  and  attested  by 
the  seal  of  said  Sanitary  District. 

Sbotion  2.  That  said  bonds,  when 
they  are  executed,  sh^l  be  deposited 
with  the  Treasurer  of  said  District  for 
safe  keeping,  and  shall  be  sold  at  such 
price  and  for  such  rates  as  the  Board  of 
Trustees  of  this  District  shall,  from  time 
to  time,  determine  and  direct,  and  the 
proceeds  arising  from  the  sale  of  said 
bonds  shall  be  received  by  the  Treasurer 
of  said  District  as  such,  and  shall  be  used 
for  the  corporate  purposes  thereof,  as 
may  be  directed,  from  time  to  time,  by 
the  Board  of  Trustees. 

Section  3.  That  in  each  of  the  herein- 
after mentioned  years  there  shall  be  and 
hereby  is  levied  and  assessed  on  the  tax- 
able property  within  said  District,  the 
sums  respectively,  as  follows: 

For  the  year  1900,eighty-four  thousand 
nine  hundred  (84,900.00)  dollars; 

For  the  year  1901,  eighty-three  thou- 
sand two  hundred  and  fifty  88,250.00) 
dollars; 

For  the  year  1902,  eighty-one  thousand 
Hve  hundred  (81,500.00)  dollars; 

For  the  year  1908,  seventy-nine  thou- 
sand seven  hundred  and  fifty  (79,750.00 
dollars; 

For  the  year  1904,  seventy-eight  thou- 
sand (78,000.t)0)  dollars. 

For  the  year  1905,  seventy- six  thou- 
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sand  two  hundred  and  fifty  (76,250.00) 
dollars. 

For  the  year  1906,  seventy-four  thou- 
sand five  hundred  (74,500.00)  dollars; 

For  the  year  1907,  seventy- two  thou- 
sand seven  hundred  and  fifty  (72,750.00) 
dollars; 

For  the  year  1908,  seventy- one  thou- 
sand (71,000.00)  dollars; 

For  the  year  1909,  sixty-nine  thousand 
two  hundred  and  fifty  (69,250.00)  dol- 
lars; 

For  the  year  1910.  sixty-seven  thou- 
sand five  hundred  (67,500.00)  dollars; 

For  the  year  1911,  sixty-five  thousand 
seven  hundred  and  fifty  (65,750.00)  dol- 
lars; 

For  the  year  1912,  sixty- four  thousand 
<64,000.00)  dollars; 

For  the  year  1918,  sixty*  two  thousand 
two  hundred  and  fifty  (62,250.00)  dol- 
lars; 

For  the  year  1914,  sixty  thousand  five 
^    hundred  (60,500.00)  dollars; 

For  the  year  1915,  fifty- eight  thousand 
seven  hundred  and  fifty  (58,750.00)  dol- 
lars; 

For  the  year  1916,  fifty-seven  thousand 
(57,000.00)  dollars; 

For  the  year  1917,  fifty- five  thousand 
two  hundred  and  fifty  (55,250.00)  dol- 
lars; 

For  the  year  1918,  fifty-three  thousand 
five  hundred  (68,500.00)  dollars; 

For  the  year  1919,  fifty-one  thousand 
seven  hundred  and  fifty  (51,750.00)  dol- 
lars; 

For  the  purpose  of  paying  the  prin- 
cipal and  interest  of  the  bonds  issued 
under  this  ordinance,  said  sums  so  levied 
being  sufficient  to  pay  the  interest  on 
isaid  bonds  as  it  falls  due,  and  also  to  pay 
and  discharge  the  principal  thereof  as 
the  same  shall  fall  due;  and  the  Clerk 
of  this  District  is  hereby  directed  in 
the  year  of  1900,  and  in  each  of 
the  years  thereafter,  until  and  includ- 
ing the  year  1919,  to  include  the 
amount  required  by  this  ordinance  to  be 
raised  by  taxes  in  each  of  said  years,  re- 
spectively, in  the  amount  which  shall  be 
certified  to  by  the  County  Clerk  in  each 
of  said  years  as  the  amount  required  to 
be  raised  by  taxation  in  said  District. 

Section  4.  Bonds,  to  be  issued  in  pur- 
suance of  this  ordinance,  may  be  regis- 
tered with  the  Treasurer  of  said  District, 


and  after  such  registry  no  transfer  shall 
be  valid  except  upon  the  books  of  said 
Treasurer,  but  the  registry  thereafter 
upon  the  books  of  the  Treasurer  of  a 
transfer  to  bearer  shall  restore  transfer- 
ability by  delivery;  said  bonds  shall  con- 
tinue subject  to  successive  registrationB 
and  transfers  to  bearer,  as  aforesaid,  at 
the  option  of  each  holder. 

Seotion  5.  That  the  credit  and  re- 
sources of  the  Sanitary  District  of  Chi- 
cago be,  and  the  same  are  hereby, 
irrevocably  pledged  to  the  payment  of 
the  bonds  which  shall  be  issued  in  pur- 
suance of  this  ordinance,  and  the  interest 
thereon  as  it  shall  fall  due. 

Section  6.  This  ordinance  shall  take 
effect  and  be  in  force  from  and  after  its 
pasQage." 

PATMENT  OP  MATURING  BONDS  AND  IN 

TEREST. 

Under  the  head  of  new  business,  Mr. 
Carter  presented,  and  seconded  by  Mr. 
Jones,  moved  the  adoption  of  the  follow- 
ing 

ORDER: 

''Ordered,  That  the  Clerk  of  the  Sani- 
tary District  of  Chicago  be,  and  he 
hereby  is,  instructed  to  draw  a  warrant, 
payable  to  the  order  of  the  Treasurer  of 
the  District,  for  the  sum  of  six  hundred 
and  fifty- two  thousand  eight  hundred 
and  twenty -five  (652,825)  dollars,  to  be 
used  by  said  Treasurer  in  the  payment 
of  the  principal  and  interest  of  bonds 
maturing  on  the  first  day  of  January, 
1900,  as  follows: 

Second  issue,  sixth  install- 
ment  1150,000 

Fourth  issue,  iifth  install- 
ment  *...  200,000 

Fifth  issue,  fourth  install- 
ment      40,000 

Sixth  issue,  third  install- 
ment      40,000 

Totjil  bonds W80,000 

Second  issue,  0  niontii's  in- 
terest on  $2,250,000  (rt  5  ^  .$  50,250 

Thiwl  issue,  0  month's  inter- 
est on  |t2,250,(XK)  (a  5   r . . .     50,250 

Fourth  issue,  <*>  mouth's  in- 
terest on^J,200,(XJ0  ({i  43... '[     72,000 

Fifth  issue,  0  uionthVs  inter- 
est on  J?0.S0,(K)0  (a  4.1 ;, ;.  . . .     15,300 

Sixth  issue,  6  Hionth's  inter- 
est on  $720,000  (a  43  o  :i  . . .     l6,2oa 

Seventh  issue,  t)  month's  in- 
terest on  $200,000  (ft  31  i  '.. .      8,500 
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Eitfhth  issue,  0  month's  in- 
terest on  1190,000  («  'A} ._,  :C  .^    3,325 


Total  interest. . , 
Grand  total 


«!052,825" 


On  roll- call  on  the  motion  for  the 
adoption  of  the  order  the  vote  stood: 
Yeai  —  Messrs.  Boldenweck,  Braden, 
Carter,  Eckhart,  Jones,  Kelly,  Mallette, 
Smyth  and  Wenter — nine.    Nays — none. 

Upon  this  result  the  President  de- 
dared  the  motion  carried. 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Garter,  seconded  by  Mr.  Eckhart, 


moved  that  when  this  Board  adjourns  it 
shall  adjourn  to  meet  Thursday,  Decem- 
ber 21,  1899,  at  2  o'clock  P.  M.  sharp. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

ADJOURNMENT. 

On  motion  of  Mr.  Wenter,  seconded 
by  Mr.  Mallette,  the  Board  then  ad- 
journed. 


^^ 


Clerk. 
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— OF  THE — 


Board  of  Trustees 


—OF  THE— 


Sanitary  District  of  Chicago. 


DECEMBER  21.  1899. 


OFFICIAL   RECORD. 

PtMUlhed  by  auihorUy  of  the  Board  of  Tnu- 
Uts  of  the  Sanitary  District  of  Chicaao, 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  four  hun- 
dred and  sixty-seventh  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  the  rooms 
of  th*)  Board,  S^urity  Building,  Thurs- 
day, December  21,  1899,  at  2  o'clock  P. 
M.,  pursuant  to  adjournment. 

On  roll-call  Messrs.  Boldenweck,  Bra- 
den,  Carter,  Eckhart,  Jones,  Kelly,  Mai- 
lette,  Smyth  and  Wenter— nine  members, 
were  present. 

President  Boldenweck  then  called  the 
Board  to  order 

RBPORTS  IN  REFERENCE  TO  AGREEMENT 
WITH  CANAL  COMMISSIONERS  FOR  MAIN- 
TENANCE OF  SUMMIT  LEVEL  AND  SET- 
TLEMENT OF  PENDING  DIFFERENCES. 

On  behalf  of  the  Committee  on  Engi- 


neering, Mr.  Mallette  presented,  and  the 
Clerk  read,  a  report  from  that  Committee 
transmitting  form  of  proposed  agree- 
ment with  The  Canal  Commissioners  for 
the  maintenance  of  the  Summit  Level 
and  the  settlement  of  differences  now 
existing  between  the  Trustees  of  the 
Sanitary  District  and  the  said  Commis- 
sioners; the  report  recommending  that 
the  President  and  Clerk  of  the  District 
be  directed  to  execute  said  agreement, 
and  that  the  Clerk  be  directed  to  deliver 
a  copy  of  same  so  executed  to  The  Canal 
Commissioners  on  receipt  from  them  of 
a  copy  of  same  executed  by  their  Presi- 
dent and  Secretary. 

Mr.  Mallette,  seconded  by  Mr.  Wen> 
ter,  moved  that  the  report  be  adopted 
and  the  recommendations  contained 
therein  concurred  in. 

Mr.  Jones  presented  a  minority  report 
and,  seconded  by  Mr.  Smyth,  moved 
that  it  be  adopted. 

On  roll-call  on  the  motion  of  Mr. 
Jones  for  the  adoption  of  the  minority 
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report,  the  vote  stood:  Yeas — Messrs. 
Braden^Jones  and  Smyth— three.  Nays — 
Messrs.  Boldenwt'ck,  Carter,  Eckhart, 
Kelly,  Mallette  and  Wenter— six. 

Upon  this  result  the  President  de- 
clared the  motion  >]o8t. 

On  roll-call  on  the  motion  of  Mr.  Mal- 
lette for  the  adoption  of  the  majority 
report,  the  vote  stood:  Yeas— Messrs. 
Boldenweck,  Carter,  Eckhart,  Kelly, 
Mallette  and  Wenler— six.  Nays — Messrs. 
Braden,  Jones  and  Smyth— three. 

Upon  this  result,  the  President  de 
Glared  the  motion  carried,  and  the  ma- 
jority report  adopted. 

Before  voting  on  the  adoption  of  the 
majority  report,  Mr.  Mallette  made  the 
following  explanation,  which  he  asked 
to  have  printed  in  the  Proceedings,  per- 
mission being  granted  by  unanimous 
consent:  ''The  minority  report  refers  to 
the  necessity  of  a  cross  channel  in  the 
Calumet  region.  I  want  to  say  I  have 
always  been  in  favor  of  a  cross  channel 
at  that  point  and  was  long  before  I  be- 
came a  member  of  this  Board,  and  I  am 
in  favor  of  it  now.  In  this  arrangement 
with  the  Canal  Commissioners  it  does 
not  change  the  situation  or  the  present 
conditions,  and  I  do  not  see  that  it  will 
interfere  in  the  future  with  the  building 
of  this  cross  channel.  1  therefore  vote 
aye.*' 

Mr.  Wenter,  seconded  by  Mr.  Eckhart, 
then  moved  that  the  said  agreement  be 
approved,  and  its  execution  be  author- 
ized as  set  forth  in  the  majority  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Carter,  Eckhart, 
Kelly, Mallette  and  Wenter— six.  Nays — 
Messrs. Braden,  Jones  and  Smyth— three. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is ' 

THE  MAJORITY  REPOUT: 

"Chicago,  December  21,  1899. 

To  Uis  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen— The  Committee  on  Engi- 
neering beg  leave  to  report  that,  after  a 
careful  consideration  of  the  pending  dif- 
ferences between  the  Canal  Com^uission> 
ers  of  the  Illinois  and  Michigan  Canal, 
which  were  recently  raised  by  their  in- 
formation filed  by  the  Attorney  General 
on  behalf  of  the  People,  asking  for  an 
injunction  to  restrain  the  Sanitary  Dis- 
trict from  turning  the  water  into  its 
Main  Channel  prior   to   making   some 


adequate  provision  for  the  maintenance 
of  the  Summit  Level,  we  believe  the 
proposed  contract  will  definitely  settle 
all  of  the  salient  disputes  now  existing 
between  the  Trustees  of  the  Sanitary 
District  and  the  Canal  Commissioners, 
and  thus  puft  an  end  to  a  most  harassing 
and  annoying  litigation,  and  which  will 
enable  the  Trustees  of  this  District  to 
carry  out  promptly  and  effectively  their 
solemn  obligations  to  the  tax  payers  of 
the  Sanitary  District.  The  questions  in- 
volved in  the  litigation  are  not  wholly 
free  from  doubt  and  we  are  firmly  con- 
vinced that,  unless  an  amicable  adjust- 
ment of  these  questions  is  made,  the 
Trustees  could  not  safely  move  towards 
the  opening  of  the  Channel  until  the 
litigation  has  been  passed  upon  by  the 
Circuit  Court  of  Appeals  and,  perhaps, 
by  the  Supreme  Court  of  the  United 
States. 

Under  the  terms  and  conditions  of  the 
proposed  contract  the  Sanitary  District 
is  only  required  to  supply  a  sufficient 
volume  of  water  to  the  Illinois,  and 
Michigan  Canal  to  maintain  navigation, 
and,  when  executed,  the  District  will 
have  the  right  to  complete  all  the  work 
required  by  it  to  be  done  under  tbe  de- 
cree of  the  Circuit  Court  of  Will  County 
in  the  Upper  and  Lower  Basins  and 
through  the  City  of  Joliet  after  the 
water  has  been  turned  into  the  Main 
Channel.  In  our  judgment  the  great 
object  of  the  Trustees,  that  is  to  say,  the 
turning  in  of  the  water  into  the  Main 
Channel  of  the  District,  will  be  accom- 
plished by  executing  the  proposed  agree- 
ment and  thereby  eliminating  from  the 
difficulties  which  now  confront  us  all 
difference  of  opinion  which  exists  be- 
tween the  Trustees  of  the  Sanitary  Dis- 
trict and  the  Canal  Commissioners. 

Your  Committee  therefore  recom- 
mends to  your  Honorable  Body  that  the 
President  and  Clerk  of  the  District  be 
directed  to  execute  said  contract,  a  draft 
of  which  is  hereto  attached  in  duplicate, 
and  that  the  Clerk  of  the  Board  be 
directed  to  deliver  a  copy  of  said  con- 
tract so  executed  to  the  Canal  Comoiis  • 
sioners,  upon  receiving  from  them  a 
copy  of  said  contract  executed  by  their 
President  and  Secretary . 

Respectfully  submitted, 
(Signed)  J.  P.  Mallette, 

Z.  R.  Carter, 
B.  A.  Eckhart, 
Thomas  Kelly, 
Wm.  Boldenweck, 
Frank  Wenter, 
Committee  on  EfigineeHng.'''* 


December  21,  J 


—6199— 


[1899 


The  following  is 

THE  MINORITY  REPORT: 

To  the  SoHorable,  the  Board  of  Trustees  of  the 
Sanitary  IHstrict  of  Chicago: 

Qbntlbmen— In  the  opinion  of  the 
undersigned,  the  contract  proposed  to  be 
entered  into  between  the  Sanitary  Dis- 
trict and  the  Canal  Commissioners  im- 
poses a  perpetual  burden  upon  the  Sani- 
tary District  for  which  there  is  utterly 
no  consideration  or  compensating  bene- 
fits. The  minority  has  insisted  most 
earnestly  that  if  any  agreement  should 
be  entered  i^ato  by  which  the  Sanitary 
District  should  assume  the  burden  of 
perpetually  maintaining  the  water  sup 
ply  in  the  Summit  level  of  the  Illinois 
and  Michigan  Canal,  then,  and  in  that 
case,  the  Sag  channel  of  the  Canal,  long 
sinee  abandoned  and  of  no  further  use  in 
maintaining  said  Summit  level,  should 
be  ceded  to  the  Sanitary  District  for  its 
uses  in  the  construction  of  the  channel 
soon  to  be  necessary  in  connecting  the 
Main  Drainage  Channel  with  the  Calumet 
River. 

It  is  no  longer  a  matter  of  speculation 
that  immediate  steps  must  be  taken  to 
protect  the  water  supply  of  800,000  peo- 
ple in  the  southern  and  southeastern  por- 
tion of  the  city  bypreventing  the  longer 
pollution  of  the  Hyde  Park  and  Lake 
water  cribs  from  the  sewage  and  poison- 
ous drainage  of  the  Calumet  River.  The 
early  necessity  of  providing  an  increased 
volume  of  water  to  comply  with  the  re 
quirements  of  law,  snggests  that  the 
double  problem  presented  can  be  best 
,  solved  by  the  construction  of  an  auxili- 
ary channel  to  divert  the  flow  of  the  Cal- 
umet River  from  Blue  Island  into  the 
Main  Drainage  Channel. 

The  Illinois  and  Michigan  Canal  Com- 
missioners* while  insisting  upon  the  San- 
itary District  assuming  the  enormous 
burden  of  the  contract,  to  day  snbmitted, 
have  arrogantly  rejected  the  request  of 
the  Engineering  Committee  that  the  use 
of  the-Sag  feeder  for  this  auxiliary  chan- 
nel should  be  ceded  to  the  Sanitary  Dis- 
trict as  a  partial  consideration  for  the 
burden  it  is  about  to  assume,  and  have 
likewise  rejected  the  request  of  the  San- 
itary District  for  the  poor  privilege  of 
crossing  the  Illinois  ana  Michigan  Canal 
at  the  Sag,  in  the  construction  of  this 
auxiliary  channel  from  the  Calumet  to 
the  Main  Drainage  Channel.  The  in- 
sincerity of  the  position  of  the  Canal 
Commissioners  is  thus  clearly  evidenced. 

The  amount  necessary  to  change  the 
locks,  dredge  the  Canal  and  repair  the 


pumps  at  Bridgeport  will  amount  to 
about  $50,000;  and  the  yearly  expendi- 
ture of  $24,000  for  pumping,  which  if 
capitalized  at  8  per  cent,  would  equal 
$800,000,  makes  a  total  practical  ex- 
penditure of  $850,000  to  comply  with  the 
demands  of  the  Canal  Commissioners. 

This  contract  is  extorted  from  the  San- 
itary District,  not  in  a  spirit  of  compro- 
mise, but  under  a  threat  well  known  to 
the  public,  and  clearly  implied  in  the 
language  of  the  majority  report. 


This  demand  is 
scionable,  and  the 
against  the  further 
terests  of  Sanitary 
to  the  demands  of 
sioners. 


unjust  and  uncon- 
undersigned  protest 
surrender  of  the  in- 
District  tax  payers 
the  Canal  Commis- 


(Signed) 


Alex.  J.'Joxbs,- 
TH0U&.S  A.  Smttq. 


The  undersigned  desires  to  express  his 
concurrence  in  all  the  views  above  ex- 
pressed in  the  minority  report,  except 
that  he  is  of  the  opinion  that,  had  the 
Trustees  proceeded  to  the  immediate 
completion  of  the  Channel,  Gov.  Tanner, 
at  the  proper  time,  would  have  granted 
the  permit  to  turn  in  the  water. 

Jos.  C.  Braden." 
The  following  is 

THE  FORM  OF  AGREEMENT : 

'* Articles  of  Agreement,  Made  and 
entered  into  by  and  between  The  Sani- 
tary District  of  Chicago,  party  of  the 
first  part,  and  The  Canal  Commissioners, 
party  of  the  second  part,  Witnesseth: 

Whereas,  It  is  claimed  by  The  Canal 
Commissioners  that  The  Sanitary  Dis- 
trict of  Chicago  has  no  authority  in  law 
to  impair  the  usefulness  of  the  Illinois 
and  Michigan  Canal;  and. 

Whereas,  It  is  further  claimed  by  the 
said,  The  Canal  Commissioners,  that  the 
opening  of  the  Main  Channel  of  The 
Sanitary  District  of  Chicago,  and  the 
turning  in  of  the  water  from  Lake  Mich- 
igan into  said  Main  Channel  will  im- 
pair, if  not  destroy,  navigation  in  said 
Illinois  and  Michigan  Canal;  and, 

Whereas,  The  claims  aforesaid  are 
not  conceded  by  The  Sanitary  District  of 
Chicago;  and. 

Whereas,  The  parties  hereto  are  wil- 
ling to  adjust  and  compromise  the  afore- 
said differences  existing  between  them, 
and  particularly  the  claims  of  the  said. 
The  Canal  Commissioners,  as  set  forth  in 
the  information  in  a  certain  cause  now 
pending  in   the  Circuit   Court   of   the 
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United  States  in  and  for  the  Northern 
District  of  Illinois,  wherein  the  people  of 
the  State  of  Illinois,  by  E.  C.  Akin,  their 
Attorney  General,  are  complainants,  and 
The  Sanitary  District  of  Chicago  is  re- 
spondent, and  the  claims  of  The  Sanitary 
District  of  Chicago,  as  set  forth  in  its 
answer  and  cross  bill  filed  in  said  cause, 
which  claims  are  not  conceded  by  The 
Canal  Commissioners;  and. 

Whereas,  The  said  parties  hereto, 
after  due  and  careful  consideration  of 
the  premises,  state  that  they  have  the 

S[>wer,  under  the  laws  of  the  State  of 
linois,  to  enter  into  and  perform  the 
conditions  and  covenants  herein  set 
forth. 

Now,  Therefore,  It  Is  Agreed  By  The 
Saniti^ry  District  of  Chicago,  party  of  the 
first  part,  and  The  Canal  Commissioners, 
party  of  the  second  part,  for  the  purpose 
of  adjusting  and  compromising  the  pend- 
ing differences  existing  between  said 
parties,  as  above  set  forth,  and  for  the 
further  consideration  of  one  dollar 
($1.00)  by  each  to  the  other  paid,  the  re- 
ceipt whereof  is  hereby  acknowledged, 
and  upon  the  further  consideration  of 
the  covenants  and  conditions  herein  set 
forth  to  be  performed,  as  herein  re- 
quired. 

1.  That  The  Sanitary  District  of  Chi- 
cago will,  for  a  period  of  four  (4)  months 
after  the  opening  of  its  Main  Channel 
and  the  turning  of  the  water  into  said 
Channel,  supply  the  Summit  level  of  the 
Illinois  and  Michigan  Canal  with  a 
volume  of  water  equal  to  the  average 
volume  of  water  which  has  been  sup- 
plied to  said  Illinois  and  Michigan  Canal, 
by  the  pumps  at  Bridgeport,  for  the  year 
1899,  which  shall  not  be  less,  however, 
than  85,000  cubic  feet  per  minute. 

2.  That  The  Sanitary  District  of  Chi- 
cago will  lower  th^  lock  at  the  junction 
of  the  Illinois  and  Michigan  Canal  with 
the  South  Branch  of  the  Chicago  River 
so  as  to  maintain  a  depth  of  six  and 
one-half  (6J^)  feet  of  water  over  the 
mitre  sills  of  said  lock.  This  to  be  done 
prior  to  April  1,  1900. 

3.  It  is  further  ai^reed  that,after  the  ex- 
piration of  the  period  of  four  (4)  months 
herein  above  mentioned,  The  Sanitary 
District  of  Chicago  will  maintain 
throughout  the  Summit  level  of  said 
Illinois  and  Michigan  Canal  a  navigable 
depth  of  six  (6)  feet  of  water.  The 
volume  of  water  to  be  supplied  for  the 
purpose  of  maintaining  this  navigable 
depth  of  six  (6)  feet  shall  be  determined 
by  the  needs  of  navigation  only ;  and  the 
said  Sanitaiy  District  of  Chicago  shall 


not  be  required  to  famish,  at  any  time, 
water  for  water  power  or  water  power 
development. 

4.  It  is  further  agreed  that  the  said 
Sanitary  District  of  Chicago  shall  have 
the  right,  and  authority  is  hereby  given 
said  Sanitary  District  of  Chicago,  to 
enter  upon  and  into  said  Ulinois  and 
Michigan  Canal  for  the  purpose  of  mak- 
ing such  excavation  in  the  said  Summit 
level  thereof  as  shall  be  necessary  to 
secure  the  said  depth  of  six  (6)  feet  of 
water  should  the  said  Sanitary  Dis- 
trict of  Chicago  deem  that  method  to  be 
more  economical  than  pumping  sixffi- 
cient  volume  of  water  to  maintain  six 
(6;  feet  of  water  in  said  level,  said  exca- 
vation to  be  so  made  as  not  to  interfere 
with  navigation. 

5.  It  is  further  agreed  that  the  said. 
The  Canal  Commissioners  will  not  draw, 
nor  permit  to  be  drawn,  water  from  the 
said  6ummit  Level  at  any  point  or  points 
throughout  its  entire  length  in  excess  of 
such  amount  as  shall  be  absolutely  nec- 
essary in  order  to  prevent  the  overflow 
or  damage  to  its  banks  and  the  property 
located  adjacent  thereto,  and  to  main- 
tain navigation  throughout  the  levels 
between  C>ckport  and  the  Upper  Basin 
at  Joliet,  and  in  case  any  question  should 
arise  between  the  parties  hereto  as  to  the 
proper  amount  of  water  to  be  so  drawn, 
such  question  shall  be  referred  to  the 
arbitration  commission  hereinafter  pro- 
vided for  settlement. 

6.  It  is  further  agreed  that  The  Canal 
Commissioners  will  not  object  to  nor 
seek  to  prevent  The  Sanitary  District  of 
Chicago  from  turning  the  water  of  its 
Main  Channel  into  the  Upper  Basin  of 
the  Illinois  and  Michigan  Canal  prior  to 
the  completion  of  the  work  required  to 
be  executed  and  performed  by  the  said 
Sanitary  District  of  Chicago  under  and 
by  virtue  of  the  decree  of  the  Circuit 
Court  of  Will  County,  entered  by  the 
said  Court  at  the  November  term  there- 
of, A.  D.  1898,  in  the  case  of  The  Canal 
Commissioners  versus  The  Sanitary  Dis- 
trict of  Chicago;  subject,  however,  to 
the  following  conditions  and  restric- 
tions: 

Should  the  waters  of  the  Desplaines 
River,  combined  with  the  waters  of  the 
Channel  of  the  said  Sanitary  District  of 
Chicago,  prior  to  the  completion  of  the 
work  required  by  said  decree,  raise  the 
water  in  the  Upper  Basin  or  Channel  of 
the  said  Illinois  and  Michigan  Canal  as 
far  as  Lock  No.  4  to  a  level  which  would 
obstruct  navigation  by  giving  a  head 
room  of  less  than  twelve  (12)  feet  beneath 
the  bridges  crossing  the  said  Canal,  or  to 
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such  a  height  as^in  the  judgment  of  The 
Canal  Commiasioners  or  their  authorized 
agents,  would  endanger  the  interests  of 
the  State  or  inflict  damage  upon  prop- 
erty or  vested  rights  for  which  the  Canal 
Commissionera  would  be  responsible, 
then  the  waters  of  the  said  Sanitary  Dis- 
trict of  Chicago  shall  be  shut  off  at  its 
controlling  works  either  wholly  or  to 
such  an  extent  as  will  admit  of  the 
maintenance  of  navigation  with  the 
head  room  above  specified  and,  in  the 
judgment  of  the  party  of  the  second 
part,  amply  protect  the  interests  and 
rights  herein  referred  to;  and  the  party 
of  the  first  part  hereby  agrees  that  it  will 
proniptly,  upon  notice  being  given  in 
writing  by  the  said  The  Canal  Commis- 
sioners or  their  authorized  agents,  so 
shut  off  the  waters  at  its  controlling 
works  as  herein  provided,  and  in  case  a 
question  is  raised  by  the  party  of  the 
first  part  as  to  the  necessity  for  so 
closing  the  said  controlling  works,  im- 
mediately after  closing  the  same  the 
question  shall  be  referred  to  the  arbitra- 
tion commission  hereinafter  provided 
for,  whose  decision  shall  be  final. 

7.  Nothing  in  this  contract  contained 
shall  be  construed  so  as  to  relieve  the 
said  Sanitary  District  of  Chicago  from 
performing  and  executing  the  work  re- 
quired and  specified  by  said  decree,  the 
control  and  supervision  of  the  work  to 
continue  as  provided  by  the  terms  of 
said  decree.  It  being  the  intention  of 
the  said  Sanitary  District  of  Chicago,  in 
the  event  of  its  water  being  turned  into 
the  CJpper  Basin  of  the  said  Illinois  and 
Michifiran  Canal  prior  to  the  completion 
of  the  work  required  by  said  decree,  to 
complete  as  soon  as  practicable  all  the 
work  required  by  said  decree  in  the 
Upper  and  Lower  Basins  of  the  said  Illi- 
nois and  Michigan  Canal  and  on  the 
Chanahon  Level  in  the  City  of  Joliet  in 
accordance  with  the  specifications  and 
terms  of  said  decree,  all  work  done  and 
material  used  to  be  subject  to  approval 
in  the  same  manner  as  tberein  provided, 
except  as  to  change  of  location  of  the 
tail  race  accepted  by  the  said  The  Canal 
Commissioners,  November  9,  1899. 

8.  All  of  the  work  hereinabove  speci- 
fied to  be  done  by  the  said  Sanitary  Dis- 


trict of  Chicago  shall  be  performed  and 
completed  without  cost  to  the  said  The 
Canal  Commissioners,  and  all  of  said 
work  shall  be  of  a  substantial  and  ade- 
quate character. 

9.  In  case  a  difference  of  opinion 
should  arise  between  the  parties  hereto 
as  to  the  just  and  proper  compliance 
with  the  conditions  hereinbefore  set 
forth,  the  questions  involved  shall  be 
referred  to  arbitrators,  one  of  whom 
shall  be  the  Chief  Engineer  of  the  Sani- 
tary District  of  Chicago  and  the  other 
the  General  Superintendent  of  the  Illinois 
and  Michigan  Canal,  who  shall  each  of 
them  choose  another;  and  in  the  event 
of  these  four  (4)  arbitrators  being  unable 
to  agree,  the  four  shall  choose  a  fifth 
arbitrator  and  a  decision  of  the  majority 
of  the  arbitrators  so  chosen  shall  be  ac- 
cepted by  the  parties  hereto  as  final  and 
binding  upon  them. 

In  witness  whereof.  The  said  parties 
hereto  have  caused  these  presents  to  be 
executed  in  duplicate  by  the  President 
and  Clerk  of  the  party  of  the  first  part 
and  the  President  and  Secretary  of  the 
party  of  the  second  part,  this  twenty- 
first  day  of  December,  A.  D.  1899. 

The  Sanitary  District  of  Chicago^ 

By , 

President. 
Attest: 

• ...•  ....  , 

Clerk, 
The  Canal  Commissioners^ 
By 

President. 
Attest: 

Secretary,^* 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Mallette,  the  Board  then  ad- 
journed. 


Cleric. 
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—OP    THB— 


Board  of  Trustees 


—OP    THE— 


Sanitary  District  of  Chicago, 


DECEMBER  27.  1899. 


OFFICIAL  RECORD. 

PiOUshed  by  authority  qf  VU  Board  qf  Tmttees  of 
Vu  Sanitary  District  of  Chieoffo. 


REGULAR  MEETING. 

The  four  hundred  and  sixty-eighth 
regular  meeting  of  the  Board  of  Trusteee 
of  the  Sanitary  District  of  Chicago  was 


held  in  the  rooms  of  the  Board,  Security 
BuUding,  Wednesday,  Decembers?,  1899, 
at  2  o'clock  P.  M. 

On  roll  call,  Messrs.  Boldenweck,  Bra- 
den,  Jones,  Kelly,  Mallette  and  Wenter 
— ^six  members,  were  present,  Mr.  Smyth 
arriving  subsequently. 

President  Boldenweck  then  called  the 
Board  to  order. 


♦VOUCHERS. 

The  Clerk  |»re8ented  the  following  veuchers: 

BNGINEEBINO  DBFAKTMEXT. 

Special  Service  Fay  Roll  (November  and  December,  1890) «     45000 

GENERAL  ACCOUNT. 

Trustees' Pay  Roll  (December,  1899) $  2,383  38 

CONSTRUCTION  ACCOUNT. 

OrifflthB  &  McDermott  (By-pass) «  2,080  27 

Gahan  &  Byrne  (Sec.  18) 13,050  62 

Gahan  &  Byrne  (Sec.  18) 429  75 

Gahan  &  Byrne  (Sec.  18) 4,982  80 
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Gahan  &  Byrne  (Sec.  18) r |:  1,5^2  88 

Gahan  &  Byrne  (See.  18) 2,126  32 

The  J.  G.  Wagner  Company  (Jefferson  Street  Bridge) 1  ,?22  88 

Chicago  Junctian  Railway  Company  (sundries) 65  35 

Chicago  Junction  Railway  Company  (sundries) 118  95 

C.  T.  T.  R.  R.  Co.  (sundries) W  48 

C.  T.  T.  R.  R.  Co.  (sundries) 146  95 

The  A..  T.  &  S.  F.  Ry.  Co.  (sundries) ;   13  14 

The  A.,T.  &S.  F.  Ry.  Co.  (sundries) 46  01 

The  Belt  Railway  Company  of  Chicago  (sundries) 51  09 

The  Joliet  Bridge  and  Iron  Company  (Sec.  18) 160  60 

The  Union  Switch  and  Signal  Company  (Sec.  O— P.  M.  Bridge) 281  82* 

Economy  Light  and  Power  Coirtpany  (sundries) .321  86 

City  of  Chicago  (sundries) 20  00 

Isham  Randolph  (sundries) 50  00 

Hayos  Bros,  (sundries) 55  80 

Highway  Commissioners  (Town  of  Lockport) 1 .250  00 

The  Canal  Cemmlssioners  (crib  w«rk) 104  00 

James  A.  Sackley  (subway,  Lemont) 2.248  46 

Joseph  F.  Haas,  Clerk  (loading  stone) 495  50 

Joseph  F.  Haas,  Clerk  (concreiing  clav  pockets) 1,229  13 

$32,624  06 

Grand  total. $  35,407  99 

*To  be  paid  by  warrants,  with   interest  coupons  attached,  drawn  against  the  Tax  Levy 
for  1899. 


Mr.  Kelly,  seconded  by  Mr.  Wenter, 
inoyed  that  the  vouchers,  as  read  and 
shown  above,  be  approved  8nd  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Braden,  Jones, 
Kelly,  Mallette  Smyth  {except  as  to 
voucher  in  favor  of  Hayes  Bros,  for  $55,80 
on  which  he  voted  nay)  and  Wenter — 
seven  (except  as  above  stated).  Nays — 
none  (except  as  above  stated). 

Upon  this  result  the  President  declared 
the  motion  carried. 


BiOMTULY    REPORT    FROM     ENQINEERING 
DEPARTMENT. 

The  Clerk  presented  a  report  from  the 
Engineering  Department  for  the  month 
of  November,  1899,  which,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

**Chicago,  Dec.  28,  1899. 

To  the  Honorable^  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago: 

Gentlemen — I  herewith  submit  the 
report  of  the  Engineering  Department 
for  the  month  of  November,  1899,  giving 


the    detailed    operations  of  its   several 
divisions. 

The  value  of  the  construction  work 
done  was  $387,360.18,  divided  as  follows: 
Main  Channel,  $194,484.18;  bridges, 
$190,266.00;  general,  $2,610.00.  The  en- 
gineerlng  expenses  were  $14,888.48,  di* 
vided  as  follows:  Salaries,  $12,174.60; 
supplies,  etc.,  $2,218.88. 

Division  of  Coiislrucliati. 

The  weather  conditions  for  the  month 
were  very  favorable  to  good  progress  by 
the  contractors.  The  temperature  varied 
between  26  and  60  degrees  Fi^renheit. 

Chicago  River— The  water  was  let  into 
the  Adams  Street  section  of  the  By- pass 
on  the  1st  of  November.  Work  was  con- 
tinued on  the  Jackson  Street  end  through- 
out the  month  and  very  good  progress 
was  made.  Considerable  trouole  was 
caused  by  the  Metropolitan  water  tunnel 
on  account  of  leaks,  requiring  a  great 
deal  of  extra  pumping.  Considerable 
extra  work  was  done,  such  as  repairs  to 
freight  houses,  roadways,  moving  rail- 
road tracks,  removing  old  timbers,  plac- 
ing of  concrete  struts  between  the  walls, 
and  moving  the  C.  &  A.  R.  R.  freight 
office  force.  On  the  regular  work  the 
contractors  took  out  2,900  cubic  yards  of 
excavation,  placed  970  cubic  yards  of 
concrete.used  150,P00  feet,  p,M.,of  tim- 
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ber,  and  sunk  844  lineal  feet  of  piles. 
Seven  hundred  and  nineteen  thou- 
sand feet,  B.  M.,  of  old  timber  were 
remoTed  and  taken  to  the  Robey  Street 
slip.  The  contractors  for  the  substructure 
employed  a  daily  average  of  184  men, 
working  days,  nights  and  Sundays. 

The  contractors  for  the  superstructure 
of  the  By- pass  put  9  girders  m  place  and 
918  ou6ic  yards  of  concrete  in  the  con- 
crete arches  between  the  girders.  Sev- 
enty-five per  cent  of  this  work  was  com- 
pleted up  to  December  1st,  80  per  cei^t  of 
which  was  done  during  November.  A 
daily  average  of  50  men  were  employed 
on  this  branch  of  the  work  during  the 
month. 

The  contractors  for  the  dredging  of  the 
river  removed  56,200  cubic  yards  of  ma- 
terial, which  was  deposited  in  the  Lake 
Front. 

On  the  contract  for  the  Van  Buren 
Street  approach  span  over  the  By-pass, 
the  old  masonry  sidewalks  are  taken  out 
and  800  cubic  yards  of  material  were  ex- 
cavated. 

At  the  Taylor  Street  Highway  Bridge 
both  main  abutments  were  finished,  the 
coffer-dam  was  completed,  and  some  ex- 
cavation was  done  for  the  west  piers. 

At  the  0.  T.  T.  R.  R.  Co.'s  Bridge,  near 
Taylor  Street,  289  foundation  piles  are 
driven  in  the  west  abutment.  In  the 
east  abutment  one-half  of  the  coffer- 
dam is  built  and  some  excavation  done. 

Section  "0"— The  excavation  of  the 
Main  Channel  at  the  west  end  of  the  sec- 
tion was  continued  all  month  with 
scraper  force  and  the  steam  shovel  in- 
cline plant,  which  has  worked  over  from 
Section  *'N".  Twelve  thousand  six  hun- 
dred and  thirty  cubic  yards  of  ma- 
terials were  removed  during  the  month. 

The  dredge,  in  connection  with  the 
work  on  the  collateral  channel,  continued 
loading  scows  to  the  9th,  and  from  that 
date  the  excavated  material  was  swung 
ashore  by  a  derrick.  The  plant  began 
night  operations  on  the  13th.  Ten  thou- 
sand six  hundred  and  ninety- seven 
cubic  yards  of  material  were  removed 
during  the  month.  On  the  10th  work 
was  begun  on  the  construction  of  a  flume 
throuflrh  the  unfinished  portion  of  the 
collateral  channel.  This  work  was 
pushed  night  and  day  and  nearly  com- 
pleted at  the  end  of  the  month. 

The  reconstruction  of  the  Pan  Handle 
temporary  trestles  was  continued.  The 
two  trestles  used  by  the  P.  C.  0.  &  St. 


L.  Ry.  Co.  were  finished,  and  further 
work  delayed  on  account  of  inability  to 
gain  possession  of  trestle  used  by  the  C 
T.  T.  R.  R.  Go.  The  filling  in  of  dam 
across  the  Main  Channel  east  of  the 
trestles  was  continued  to  the  20th,  when 
same  was  considered  safe.  The  coffer- 
dams were  removed  and  excavation  un- 
der the  trestles  was  continued  to  the  end 
of  the  month  at  which  time  the  work 
under  the  west  trestle  was  practically 
finished,  and  work  under  the  east  trestle 
carried  as  far  as  possible,  pending  the 
completion  of  the  reconstruction  of  said 
trestle. 

Work  on  the  substructure  of  the  Eight- 
track  Bridge  was  continued  to  the  end  of 
the  month,  at  which  time '  the  north 
abutment  was  completed.  The  concrete 
foundation  for  the  south  abutment  was 
finished  on  the  4th,  stone  laying  was 
started  on  the  15th  and  continued  to  the 
80th,  when  all  the  stone,  with  the  ex- 
ception of  four  courses,  was  in  place. 
Concreting  on  the  north  pier  was  begun 
on  the  4th  and  completed  on  the  25th. 
and  the  laying  of  stone  for  the  same  was 
begun  on  the  29th.  At  the  south  pier, 
concreting  was  finished  on  the  26th. 
The  quantities  vouchered  for  the  month 
on  this  account  were  as  follows:  Exca- 
vation, 7,270  cubic  yards;  piles  removed, 
1,700  lineal  feet;  Portland  cement  con- 
crete, 8,910  cubic  yards;  masonry,  270 
cubic  yards.  The  cement  furnished  the 
contractors  amounted  to  8,860  barrels. 

Section  **^"— Owing  to  a  number  of 
breakdowns,  the  shovel  and  incline  plant 
on  the  east  end  of  this  section  lost  about 
one-half  of  the  month;  9,421  cubic  yards 
of  material  were  removed  by  this  outfit 
before  the  dividing  line  of  Sections  **N" 
and  '*0*'  was  crossed.  Excavation  un- 
der Kedzie  Avenue  was  continued  all 
month,  at  a  cost  of  $4,879.77.  The 
shovel  and  incline  plant  west  of  Kedzie 
Avenue  worked  all  month,  removing 
19,682  cubic  yards  of  material,  1.897 
cubic  yards  of  which  will  appear  in  De- 
cember vouchers.  On  the  14th,  a  scraper 
force  began  removing  the  bank  on  the 
bottom  of  the  Channel  near  the  west 
end  of  the  section,  and  continued  work 
with  interruptions  to  the  end  of  the 
month. 

On  the  27th,  a  force  of  laborers  started 
trimming  down  the  slope  in  front  of  the 
south  abutment  of  the  bridge  of  the  new 
Santa  Fe  Railway  Company's  Twenty- 
sixth  Street  line,  preparatory  to  the  rip- 
rapping  of  same.  A  track  gang  worked 
three  days  on  the  new  Santa  Fe  tracks. 

A  large  force  of  trackmen  worked  the 
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entire  month  ballasting  the  new  0.  M.  & 
N.  R.  R.  Co.'s  tracks. 

Section  '*£'*'— Excavation  of  the  Main 
Channel,  under  the  Belt  Company's  old 
right  of  way,  was  continued  throufl;hout 
the  entire  month;  2,171  cubic  yards  of 
material  were  removed. 

The  construction  of  the  new  tempo- 
rary trestle  for  the  Belt  Railway  Com- 
pany was  begun  on  the  6th  and  con- 
tinued to  the  end  of  the  month,  when 
same  was  finished  up  to  twenty- two  feet 
opening. 

Work  on  the  substructure  of  the  Belt 
Company's  permanent  bridge  was  con- 
tinued all  month,  night  shifts  being 
worked  after  the  31st.  Concreting  for 
the  foundation  of  the  south  abutment 
was  started  on  the  28d,  and  for  the  cen- 
ter pier  on  the  80th.  The  following 
quantities  were  vouchered  during  the 
month  on  this  account:  Excavation, 
1,700  cubic  yards;  Portland  cement  con- 
crete, 246  cubic  yards. 

Sections  "H"*  and  ''6?"- The  work  of 
excavating  these  sections  was  completed 
on  the  14th.  The  removal  of  the  plant 
was  nearly  complete  at  the  end  of  the 
month. 

Section  **£"— The  C.  T.-T.  R.  R.  Co.'s 
bridge  over  the  Desplaines  River  was 
completed  on  the  18th . 

Section  3 — ^A  small  force  was  engaged 
during  the  month  in  excavating  for  the 
unfinished  wall  on  this  section,  placing 
masonry  and  backfilling  same.  The 
work  was  nearly  finished  at  the  end  of 
the  month. 

Section  9— The  work  of  excavating  the 
Main  Channel  continued  during  the 
month  and  was  prosecuted  vigorously.  A 
force  of  seventy  to  ninety  men  were 
engaged  daily.  One  revolving  and  one 
guy  derrick,  two  incline  hoists  and  three 
drills  were  in  use.  Toward  the  end  of 
the  month  it  was  found  necessary  to 
construct  a  cofferdam  at  this  point  to 
prevent  the  encroachment  of  water  upon 
the  work,  and  a  force  of  twenty  laborers 
and  teams  were  engaged  in  the  construc- 
tion of  same.  But  little  work  remained 
to  be  done  at  the  end  of  the  month.  A 
voucher  for  5,000  cubic  yards  of  solid 
rock  was  rendered. 

Work  on  the  Stephens  Street  subway 
and  collateral  thereto  was  carried  on 
during  the  greater  part  of  the  month. 
The  daily  force  employed  varied  from 
about  fifty  during  the  early  part  to 
eighteen  or  twenty  during  the  latter 
part  of  the  month.     The  bulk  of  the 


work  done  was  on  the  subway  road,  the 
abutments  having  been  completed  the 
latter  part  of  October.  No  work  was 
done  after  the  21st,  owing  to  circum- 
stances and  the  injunction  served  last 
month.  The  following  quantities  were 
vouchered  on  this  account:  Subway  ex- 
cavation, 1,800  cubic  jards;  grading 
road  to  Santa  Fe  station,  1,000  cubic 
yards;  concrete,  450  cubic  yard^;  exca- 
vation West  approach  bridge,  200  cubic 
yards. 

The  Santa  Fe  company,  with  a  gang 
of  about  seventy  men,  was  engaged 
during  the  month  in  raising  its  tracks, 
dejpot  and  yards,  necessitated  by  changes 
in  its  line. 

Sections  12  and  15— The  work  of  con- 
creting clay  pockets  was  carried  on  dur- 
ing the  month.  Concrete  was  placed  In 
pockets  on  Section  12  that  had  been 
previously  excavated  and  excavation 
was  begun  on  Section  18.  At  the  close 
of  the  month  only  a  small  amount  of 
work  remained  to  be  done  on  Section  13, 
and  on  Section  18  four  large  pockets  had 
been  excavated  and  worlE  was  in  prog- 
ress on  five  others.  The  force  employed 
was  as  follows:  A  daily  average  of  sixty 
men;  four  derricks;  teams,  etc.  J*he 
total  amount  of  concrete  laid  to  Decem- 
bes  1st  was  about  2,600  cubic  yards. 

• 

Section  i^— But  one  pump  was  run 
during  the  month.  The  elevation  of 
water  on  November  80th  was — ^29.50.  C. 
D.,  being  three- tenths  above  grade. 

Section  16— A  force  of  about  eighty 
men  and  eighteen  teams  was  engaged 
daily  on  this  section.  Work  on  the  open 
ditch  began  on  October  81st.  A  small 
amount  of  work  remained  to  be  done  on 
the  Tail  Race  at  the  end  of  the  month. 
Channeling  was  carried  on  during  the 
month,  a  part  of  the  time  in  double 
shifts.  Tail  Race  work  was  carried  on 
same  as  previously. 

The  grading  of  the  Wire  Mills  Road 
was  continued  throughout  the  month,  a 
small  amount  remaining  unfinished  at 
its  close.  The  following  quantities  wo^e 
vouchered  on  this  account:  Broken 
stone,  626  cubic  yards;  gravel,  970  cubic 
yards;  excavation,  6,060  cubic  yards. 

Section  17— Work  on  this  section  was 
carried  on  without  interruption  during 
the  month,  with  a  force  vaiyinff  from 
870  to  400  men  daily.  The  distribution 
of  this  force  was  as  follows:  Tail  Race, 
100;  new  river  channel,  200;  and  the 
balance  in  the  Upper  Basin  on  the  Tow- 
path  and  in  miscellaneous  work.  The 
I  machinery  used  in  the  new  river  chan* 
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nel  and  the  Upper  Basin  work  oonsisted 
of  one  steam  shovel,  two  derricks,  one 
steam  hoist,  one  dredge,  one  mud  pump 
and  scows.  The  machinery  used  in  the 
Tail  Race  work  consisted  of  two  der- 
ricks, one  locomotive,  one  incline  hoist 
and  numerous  five-yard  and  one-yard 
dump  cars.  The  temporary  bridge 
across  the  new  river  channel  was  under 
construction  the  latter  part  of  the  month. 
The  south  abutment  and  one  pier  of  the 
Tow-path  Bridge  was  completed  and  ex- 
cavation begun  for  north  abutment  and 
pier.  The  following  quantities  were 
vouchered  on  this  section:  Solid  rock, 
13,000  cubic  yards;  earth,  6,600  cubic 
yards;  Tail  Race  excavation,  7,200  cubic 
yards;  concrete  for  bridge  and  wall,  45S 
cubic  yards. 

Section  18— The  work  of  removing  the 
condemned  portion  of  Dam  No.  1  was 
continued  from  the  Ist  to  the  21st,  and 
concreting  of  same  was  carried  on  from 
the  22d  to  the  26th.  The  work  of  scrap- 
ing joints  in  the  tunnel  was  carried  on 
from  the  Ist  to  the  12th,  and  from  the 
21st  to  the  end  of  the  month.  Work  on 
the  Tail  Race  was  carried  on  throughout 
the  month,  with  exceptions,  with  the 
following  plant:  Two  derricks,  one 
hoist  engine  for  cars,  one  boiler,  two 
channelers  and  two  steam  drills.  Ck)n- 
Crete  was  placed  from  the  Ist  to  the  20th, 
and  622  feet  of  finished  wall  were  built. 
The  wall  work  is  completed,  with  the 
exception  of  the  opening  for  the  fiume 
and  the  connection  of  the  north  end  with 
the  protection  wall  at  the  south  end  of 
concluit.  On  the  Main  Channel  work, 
the  entire  car  plant  was  confined  to  the 
work  north  of  Cass  Street  up  to  the  22d, 
when  the  plant  was  moved  south  of  Cass 
Street,  ana  continued  work  at  that  point 
for  the  balance  of  the  month.  The  ex- 
cavation of  the  Channel  immediately 
south  of  Jackson  Street  was  carried  on 
throughout  the  entire  month.  The  plant 
for  the  Main  Channel  work  consisted  of 
three  boilers,  one  derrick,  four  steam 
drills  and  one  small  steam  pump.  The 
work  of  excavating  the  east  approach  to 
the  Cass  Street  Bridge  began  on  the  7th 
and  continued  throughout  the  balance 
of  the  month.  The  material  removed 
from  the  Main  Channel,  and  the  excava- 
tion of  the  old  Jefferson  Street  Bridge 
was  placed  in  the  levee  south  of  Mc- 
Donough  Street  and  north  of  the  Hock 
Island  Railroad,  and  in  the  Illinois  and 
Michigan  Canal  rip-rap  work. 

The  work  of  repairing  Jackson  Street 
Bridge  was  carried  on  from  the  1st  to  the 
6th,  when  the  bridge  was  opened  to 
traffic.  Work  on  the  piers  and  abut- 
ments was  continued  to  the  24th. 


Concrete  was  placed  in  the  abutment 
of  the  C.  R.  L  &  P.  R.  R.  Co.*s  bridge 
from  the  8th  to  the  11th,  at  which  latter 
date  it  was  completed,  with  the  excep- 
tion of  a  few  yards  of  concrete  to  be 
placed  when  the  temporary  bridge  is  re- 
moved. 

The  excavation  and  building  of  the  ' 
coffer  dam  for  the  new  pier  at  the  Jef- 
ferson Street  Bridge  was  carried  on  from 
the  1st  to  the  20th.  The  water  was 
taken  care  of  with  the  use  of  two  steam 
pumps  and  one  boiler.  Concrete  was 
placed  from  the  20th  to  the  27th,  when 
pier  was  finished  with  the  excef>tion  of 
the  coping  stone.  The  excavation  for 
the  west  abutment  was  continued  from 
the  Ist  to  the  17th  and  from  the  24th  to 
the  28th.  Concreting  for  this  abutment 
began  on  the  28th  and  continued  to  the 
end  of  the  month.  The  work  of  exca- 
vating the  old  Jefferson  Street  Bridge 
was  carried  on  at  intervals  during  the 
month  with  a  plant  of  one  derrick  and 
six  cars. 

Concrete  was  placed  in  the  new  piers 
for  the  Cass  Street  Bridge  from  the  tSth 
to  the  15th,  when  piers  were  finished 
with  the  exception  of  the  coping  stone.  « 
On  the  16th  the  contractors  for  the 
superstructure  of  this  bridge  began  ex- 
cavation for  mud-sills  and  the  erection 
of  the  false  work,  and  continued  the 
balance  of  the  month.  This  bridge  was 
closed  to  traffic  on  the  10th  at  12  M. 

The  work  of  excavating  for  the  open 
ditch  south  of  Jackson  Street  began  on 
the  4th  and  water  was  diverted  into  it 
on  the  22d.  The  work  of  building  the 
gate  and  fiume  at  Dam  No.  1  was  begun 
on  the  16th  and  continued  during  the 
balance  of  the  month.  The  State  dredge 
arrived  on  the  21st  and  began  prepara- 
tions  for  the  excavation  in  the  Illinois 
and  Michigan  Canal  south  of  Jefferson 
Street.  The  work  of  excavating  for, 
and  building.  Tail  Race  crib  was  begun 
on  the  28d  and  continued  the  balance 
of  the  month. 

The  average  number  of  men  employed 
on  the  entire  section  during  the  month 
was  414,  and  the  average  number  of 
teams  18.  About  89  per  cent  of  the 
entire  work  on  this  section  was  com- 
pleted. 

LHvtiion  of  Drafting  and  Dtsignino, 

The  regular  platting  was  continued  on 
the  contour  maps  between  Lockport  and 
Willow  Springs;  the  50-feet  scale  maps 
of  the  Chicago  River,  and  the  atlas  of 
the  right  of  way.  The  following  draw- 
ings were  made:    Map  showing  location 
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of  Norton's  Dam  for  paper  mills  at  Lock- 

?ort;  copy  of  Ferguson's  profile  of  the 
.  &  M.  Canal  from  Bridgeport  to  Lock- 
port;  and  a  diagram  showing  area  and 
▼docity  of  the  Chicago  River. 

In  the  Bridge  Department  office  the 
greater  part  of  the  time  was  spent  on  the 

Slans  for  the  Bear  Trap  Dam  Bridge, 
ome  time  was  also  spent  on  plans  for 
the  Belt  Railway  Company's  temporary 
bridge  over  the  Main  Channel  on  Srotion 

The  work  of  this  branch  of  the  office 
force,  exclusive  of  the  Bridge  and  Draft- 


ing Departments,  was  a  continuation  of 
its  previous  work. 

DMtion  of  ReeordB. 

The  work  of  this  division  has  been 
carried  on  in  the  usual  manner. 

I  estimate  the  expenses  of  this  Depart- 
ment for  the  month  of  December  will  be 
$300,000.00. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer,''* 


.J 
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Tabulated  Statements  of  Expenditures,  Values  and  Quan- 
tities, Engineering  Department. 
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[1899 


8TATSMBNT  SHOWING  CONDITION  07 


AMOUNT  BABRXD  DUBINO  NOV., 

1899. 

AXOUHT  XABHBD  TO  DATS. 

Desionatiok. 

Main 
Channel. 

Bridges. 

Gen- 
eral. 

Total. 

Main 

Channel. 

1 

River 
Diversion. 

Bridges. 

GenenL 

Chicago  River 

$66,149  24 

14,981  69 

9,289  62 

$68,149  24i  $    668,806  19 
16jei8  88'        ^Yf  11^  ^ 

■ 

Section    O 

S  i'.282  10 

$io9*,607'7i 
8,600  09 

N 

9.239  8^ 
115  £ 

257,501  66 
161,567  06 
217.267  06 
804,824  62 
289,846  00 
826.266  66 
400,449  44 
841,404  40 
758,454  95 
592,089  29 
448,342  59 
486.966  42 
601,564  06 
1,210,660  87 
377,696  00 
640,962  98 
975,248  96 
749,207  28 
689,104  96 
722.544  74 
904,616  80 
794,888  28 
921,454  79 
797,717  50 
652.084  88 
820.885  20 
981.457  10 
561,915  85 
72,798  27 
872,817  66 
841,027  00 
268,010  87 

"       M 

.4                T 

115  25 

L 

•*       K 

"i',i94'65 

"i*,668'8B 

t" 

2.747  48 

"'"  9,748*46 

!••••••••• 

"       I. 

H 

9,607  08 
1.811  04 

9,607  03 
1,811  04 

Q 

. 

"     F L  :::::.:: 

$       75,627  78 

29.091  91 

2,880  54 

40,185  18 

69,451  84 

115,741  78 

148,906  29 

63,190  86 

888  42 

88,804  43 

6,653  64 

56.911  87 

66,193  19 

69,668  90 

28,578  72 

78.729  56 

48,864  42 

21,766  62 

•♦    ]jt 

29  58 

96  84 

128  42, 

16,874  54 

t     26000 

••       D 

"      c : 

781  63 

B 

150  00 

A 

"         1 

1,912  00 

80  09 

"         2 

90  00 

"         8 

"         4 

8515 

5 

"         0 

7 

1,012  80 

8,758  00 

8 

5,635  00 

"{C685'o6, 

2,580  06 

9 

10. 

8,262  B 

11 

••••■•••• 

• 

»'        12 

'  2,815  47 
997  01 

2,815  47, 
997  01 

*"  1,086*87 

18. 

14 

»•       15 

1 

117  61 

"        16 

2,859  50 
20,794  66 
57,265  04 

2,360  50 
20,;9i  66 
58,614  58 

1,500  00 

"        17 

'  "1.849*49 

'*       18 

16.098  68 

Disposal  Wks.  at  LookpH 
Repairing  I.  A  M.  Canal. 

' 

18,052  86 

Van  Bnren  8t.  Approaofa 
Span,  Chioago  River. . . 

Taylor  St.   Bridge,  Chi- 
cago River 

2,686  28 
8,691  85 
7,510  11 

2,666  28 
8,691  85 
7,510  11 

6.786  28 

88,013  06 

87394  87 

149.962  42 

808.062  66 

168,869  80 

14,616  47 

48,118  58 

80.59199 

67,251  10 

114,806  72 

19,210  78 

18,220  47 

41,198  16 

50,682  76 

16,107  25 

28,968  52 

186,084  00 
28,276  07 
21,227  89 

C.  T.  T.  R.  R.  Co.'s  Br. 
Chioago  River 

S.  W.  Blvd.  Bridge,  M. 
C,  See.  0 

Eight-Track   Bridge,  M. 
C.,  Sec.  0 

86,916  12 
-2,110  94 

.  68,916  18 
—2,110  94 

C.,M.AN.R.R.Co.*sBr., 
M.  C,  Sec.  N, 

C.,H.AN.R.R.0o.*8Br., 
Kedzie  Av..  Sec.  N 

Kedzie  Av.    Bridge,  M. 
C.,  Sec.  N 

A..  T.  &  S.  P.  Ry.  Co.»8 
Br  .M.  C  Sec  N 

86  06 
166,804  60 

86  06 
65,804  60 

Belt  Ry.  of  Chioago  Br., 
M  C    Hoo.  K 

A.,  T.  &  S.  F.  Ry.  Co.*s 
Br..  M.  C.  Seo.  G ..... . 

A.,  T.  A  S.  F.  Ry.  Co.'s 
Br..  D.  R..  Seo.  F 

■   «   B^  ■•...• 

Lyons-Summit  Road  Br., 
J)  u.^  gee  B 

Lyons-Summit  Road  Br., 
M  C    Seo.  F 

C.  T.  T.  R.  R.  Oo.'s  Br., 
M  C  .  Seo  B          

C.  T.  T.  R.  R.  Co. '8  Br., 
DR.  Sec.  B 

8,122  06 

8,122  06 

Willow  SpgB*  Highway 

Rr       M    n    Seo  1    . 

Am  T.  &  S.  P.  Ry.  Co.'s 
Bridge,    M.     C.     and 
Stephen    St.  Subway, 
Seo  8           ...... 

10,666  79 

10,566  79 

A.,  T.  A  S.  P.  Ry.  Co,*s 
Rr..  T>   R    flen  R      ... 

Lemont    Highway    Br., 
M.  C,  Seo. 8.*. ...•••■.• 

December  27,  J 
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[1899 


CONSTRUCTION  CONTRACTS.  DBCEMBBR  1,  1899. 


Total. 


668,808  19 

690.890  11 
261.102  85 
161,687  06 
817,287  U6 
814.078  08 
889,846  00 
336,*i65  66 
400,449J44 
417,088  18 
79^681  40 
694,919  88 
484.859  40 
496,587  76 
917.885  81 

1,366.510  66 
940,975  86 

841.891  85 
1,058,688  66 

755.8G0  98 
745,016  88 
797,495  U8 

1,016,734  65 
819.484  80 

1,000,186  70 
841,571  93 
874,989  77 
880,885  80 
931,457  10 
558,088  46 
74,808  87 
878,817  66 
857,185  68 
868,010  87 
18,058  85 

6,786  88 

88,018  06 

67,891  87 

149,968  43 

808,068  56 

168,869  80 

14,515  47 

48,118  58 

80,691  99 

57,851  10 

114,805  78 

19,810  78 

18,820  47 

41,198  18 

50,688  75 

16,107  85 

88,968  58 


185,084  00 
88,875  07 
21,887  80 


Amount 
Paid  to  Date. 


BEMAININO  TO  BE  EARNED. 


Main 
Channel. 


581,961 

497,788 

247,187 

161,587 

817.887 

800,687 

889,846 

816,656 

898,688 

875.088 

698,715 

694.919 

484,851) 

498,587 

917,886 
1,849,610 

940,976 

841,891 
1,068,688 

765,860 

745,016 

79r,495 
1,009,565  60 1 

819,484  Sa 
1,009,186  70(| 

841,571  92! 

874,780  O;" 

880,885  80, 

931,457  10 

558,033  40 
68.876  83 

835,859  38, 

887,999  81 1 

868,010  87, 
18,058  65!  I 

4,050  oJ! 

27,887  8511 

78,809  OSJ 

145,784  80 


I  156,864  68 

58.804  65 

9,858  18 


281,617  67 

108,869  eol 

14,515  47 

48,118  58 

80,591  99 

I 
54,998  50 

I 

114,805  72 

19,210  78 

I 

18,280  47 

41,193  18| 

50,668  75 

I 

18,974  49 
28,966  5 


^ 


98,506  05' 
28,875  07 
21,287  89 


Bridges. 


$    18,000  00 


6,000  00 


7,718  40 
8,814  48 
9.687  94 


6,000  00 


1,810  00 
450  00 


8,811  16 
8,868  69 
1,600  00 


8,870  85 

81,004  44 

44,694  00 

150  00 


17,505  67 

48,087  04 

884,990  70 


885,888  05 
18,000  00 


5,400  00 

2,000  00 

156,070  00 


2,000  00 


6,445  00 


Total. 


$    156,864  68, 

71.804  85i 

9,858  It^ 


12,600  00 

"iMi'iii 

2,814  48 
8,687  94< 


1,810  00 
450  0(^ 


BEXAimNO   TO  BE  PAID  ON  TOUCHERS. 


Retained    !      Uni>aid 
Percentages.     Vouobers. 


$  19,898  18 
18,288  61 
11,085  29 


$  87,049  67 

10,866  86 

8,869  55 


I 


2,487  68 


84,108  38 
19,417  78 


1,997  51 


I 


9,607  08 

1.811  04 

7,846  7ft 

85,547  98 


6,179  88 


8,847  16 


2,811  Ifi 
8,882  601 
1,600  out 


8,370  2& 

81,004  44 

44,694  OOl 

150  OQ 


17,506 
48,087  04| 
284,990 


1 


865,828 
12,000 


6,857  i& 
87.1H0  15 
40,408  91 


885  78 

8,548  80 

2,018  99 

4,838  28 

18,066  51 


6,400  00| 

8,000  00 

156,070  00| 


631  39 


715  68 


4,021  r* 


219  70 


8,064  66 

9,776  18 

88.788  46 


8,850  45 
8.148  48 
6,571  85 


58,846  87 


1,721  21 


Total. 


$  46.341  65 
28,591  17 
18,914  84 


2,000  001 


4,485  19 


9,607  03 

1,811  04 

41,960  18 

104,965  70 


6395  66 


7,169  05 


219  70 


10,988  44 
86,956  86 
60,126  87 


8,666  88 
6,685  78 
6,685  34 
4,888  28 
71,484  88 


2,852  60 


1,188  76'        1.182  76 


6,445  06  23,866  39<  18,669  66       42,527  95 
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11899 


VALUfiS- 


STATBMBNT   SHOWING  CONDITION  01 


AMOUNT  EARNED  DUBIMG  NOV., 

1699. 


AMOUNT  BABNXD  TO  DATS. 


Designation. 


Main 
Channel. 


Lemont    Highway   Br.,  . 

D.  R..  Seo.  6 , 

Western  Stone  Co.*s  Br., 

D.  R.,  Sec.  10 

Romeo    Highway     Br..  , 

M.  a,  Sec.  12 ' 

Lockport  Highway  Br., 

M.  C,  Seo.  16 

Wire  Hills  Rd.  Br.,  Sec. 

16 

E..  J.  &  K.  R.  R.  Co. '6 

Br.,bet.  Sees.  16  and  17. 
Towpath  Bridge,  Sec.  17 
Cass  St.  Bridge,  Sec.  18.. 
Jefferson     St.      Bridge,  . 

Seo.  18 ! 

C.  R.  I.  A  P.  R.  R.  Co. '8  ! 


■•••#•■•#< 


Bridge.  Sec.  18.... 
Crib  work  at  Jollet. 


Totals 1194,484181190,2660012,610  00 


Bridges. 


I  )S,018  25 


4    4.425  98 
568  00 


9,857  50 


Gen- 
eral. 


Total. 


Main 
Channel. 


t2.610  00 


$  2,018  25 


4,425  98 

568  00 

9,357  50 
2^610*66 


t887,86018 


$19,997,28688 


River 
Diversion. 


$1,000,156  88 


Bridges. 


$    32,329  f 

15,968  68 

80,065  8S 

16,948  06 

19,447  76 

41,964  62 

4,618  77 

668  00 

14,375  00 

11,810  00 


General 


t  m  *   •  ••«• 


$1,758,56678 


$874W! 


7,0771 


December  27,  J 
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(1899 


CONSTRUCTION  CONTRACTS,  DECEMBER  1,  1899— Cbn«nv«rf. 


1 

Amoant 
Paid  to  Date. 

RBMAXNINO  TO  BB  1SABNBD. 

i 

RBMAININO  TO  BB  PAID  ON  VOCCHBR8. 

Total. 

1      Main 
Channel. 

Bridges. 

Total. 

Retained 
Percentages. 

Unpaid 
Vouchers. 

Total. 

$       22,329  89 

$       22,329  8g 
16,068  68 
30,065  23' 

1 

15,968  68 

I'**'* 

" 

80,065,28 

1 
t 

16,948  06 

16,748  16 
17,104  67 
41,984  62 

t 

%       194  92 

677  13 

$     104  92 

19,4^  76 

<  l.rSK  96 

2,848  09 

41,064  62 

4,618  77 

618  57; 

■ 

$    24,640  87 
37.697  76 

31,252  25 

24,798  00 

'$*'«4',646'87 56603! 8,566  17 

37,697  75!               7100.              497  00 

1 

81,252  25             1,796  88             fi.711  56 

4,000  20 

566  00 

1 

566  00 

14376  00 

6,866  56 

10,333  751 
37,887  56 

-     7,506  44 

11,810  00 



•••••■•••••• 

24.798  00 1           1.476  25 

1,476  25 

87,887  56 

' 

■$22,883,087  07 

$22,801,504  01 

$881,960  26 

11,057,066  48 

$1,439,086  69* 

'      $288,582  86       $291,950  90 

$581,588  06 

December  27,] 
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STATBHBNT  SHOWma   CONDITIOH   OV  CON 


AKailHT  DOHI    DDBIHS 

««.L„«« 

IJiaro  NATION 

PItM 

Poet. 

JTotn  (Oawuf. 

Qlsclal 

On.Tdi 

Root. 
Cu.Yde 

Oonor't 

Cn.Tdj 

oHl 

a. 

Cn.  Tdi. 

■a^ 

Eg.im 
aojwr 

^ 

m 

'Si 
si 

,»«,«!".' 

■IS 

i 

IS 

itiino 

».i?i 

a 

SIMTS 
87,0» 

■■;;! 

l.r.iua«.I 

1,(TO7W 

'r^rj'iSO 
iia:.M)0 

^    e"v^v/^'/".'.'.'.'.'.'.'.'.'.'.'.'.'.'. 

"mm 

30,SS1.T 



■■■■iiiiiii 

!:« 

si 

t% 

Van  Buren  Street  Aop.  Span.  ChloMCO 

1^ 

800 

3,ao 

9,800 
8.878.6 
11,000 

17,849 
3,800 

at 

ikoeo 

C.  T.  T.  K.  a  Co.'B  Bridpi,  Cbloaso 

SoulbwHt  BoaleTvd    BridKe,  Halp 

Ktehi  Treik  Brides.  M«in  Ohlinet 

B.1S0 

CM.  A  N.  a.  R.  Co.'a  Bridie.  Halo 

C.  K.  *  N.  R.  R.  Co.'<  Bridge.  Ked 

K«dzle  Arenae  Bridge,  Ualu  Chuinel 

1 

A.,T.4S.P.  Rjr.  Co.'s  BridKfi.Hnln 

T,«» 
8,™ 

g*,SM 

Belt  R>11w>T  Ci-  of  Chi^o',  B^l'd^ 

,.» 

aiB 

A„  T.  A  8.  F.  m.  Co.'s  BrtdEe,  Main 

HwbI." rSIV  ^"e  ^'""*'    """ 

S,KD 
4.746.1 

C.  T.  T.  %  H.   eo'B  Bridge,    viii 

•«8 

WillGw'  SpringB  R»d"Brid|t;;MlU'« 

,„, 

A.,T.  A  8,  P.  Ry.  Co.'i  Bridge.  M.  C 

1.000 

LUO 

CO 

2.008              sat 

Romeo  Ho«d  Brldw,  Main  Channel 

Lookport  Road  Bridee,  Main  Cbanne 

sai 

December  27,]  _5317. 

STBUcnON  CONTRACTS  DBCIBMBEB  1,  1899. 


[1899 


DATS. 

DOHB. 

PERCBNTAGS    COM- 
PLKTBD. 

Biver  Divenion. 

PUeB. 

Lineal 

Keet. 

Masonry 

and 
Conor*t. 
Cu.  Yds. 

Main  CAoMful. 

II 

1 
1 

Ma- 
sonry 
and 
Concr't 

OlaoSal 

Drift. 

On.  Yds. 

Solid 

Book. 

Cu.  Yds. 

Olaolal 

Drift 

Cu.  YdB. 

Solid 

Rook. 

Cu.Yds 

PU68 

Lln.Ft. 

Ha8*y& 
Ooncr't 
Cu.Yda 

Piles. 

74,144 

9,108 

1,500 

120,702 
40,666 

14,460 

1,826 

99.8 

98.6 
96.8 

100 

100 
96.9 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 
99.9 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 

100 
99.6 
68.9 
88.6 

100 

20.8 
69.2 

56.1 

100 

100 

100 

100 

100 

87.8 

88  7 

••.... 

12,000 

% 

179,447 



100 
100 

... 

96,718 

170,788 

100 
100 
100 
100 
100 

"166 

100 
100 
100 
100 
100 
100 
100 
100 

"166 

212,486 

850,858 

174,666 

100 
100 
96.6 
100 
100 
100 
100 
100 

■  •  •  • 

119,284 

1 , 

140 

$200 

106,808 

17,867 

18,956 

97,917 

48,102 
99,899 
16,878 
58,276 
15,677 
7,476 

40,768 

12,690 

100 

iioo 

99.1 
100 

619 

2,916 
87,560 
16300 

70,170 
27,000 

t8,155 
tl,0CO 

• 

100 
100 

82.2 
96.9 

•  •  •  • 

•  •  ■  ■ 

•  •  •  • 

•  «  •  • 

•••  • 

•  •  •  • 

•  ■  •  • 

•  •  •  • 

•  •  •  • 

•  *  ■  • 

•  •  t  • 

■  •  •  • 

•  •  •  • 
«  •  •  • 

•  ■  •  ■ 

•  ■  •  • 

««s«.*1>.a 

8,998 
11,454.1 

88.8 
100 

00 
72.5 

00 
100 

79.7 
100 
100 
100 
100 

.07 
100 
100 
100 
100 
100 
100 
100 
100 
100 
100 

8,151 
1,000 

7,500 

2,200 
7.500 

24,100 

784 
272 

8,800 

00 

5,440 

7,206 

10,818 

716 

42 

28 

4,421.94 
11,446 
4,286.77 

596.69 
2,886.84 
2,469.86 

246 
2,929.03 

793.3 
2,087.2 
2,162.79 

658.44 

596.6 
1.710.07 

488.36 
1,184.6 

449.45 

100 

29,600 

2,914 
......    ' 

00 

5,048 

100 

i 

', 

4,544 

1 

1 

1 

1 

!  100 

!    46.3 
1  100 

100 

4,850 

7,007 

1 
8,549! 

00 

5,748 

100 

5,924 

! 

1 

1,501 
1,166.5 

100 
100 

100 

1 

'      •  •  •  •  •  *! 

100 

3,889 

400 

........ 

100 

86.9 

100 

100 

.  100 

100 

15,000 

1,000 

1 

t 

1 

....\\j 

December  27,] 
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STATEMENT   SHOWING   CONDITION   OP   OOX 


▲MOUNT  DONE  DUBIXO 

KOVSIIBBB,  1809.                    j 

TOTAI.  warn  TO 

DBSIGNA.TION. 

Main  Channel* 

Piles 
Lineal 
Feet. 

4 

Main  Chamul. 

Glaolal 

Drift. 

Cu.Yds 

Solid 

Rook. 

Ca.Tds 

Ma8*y& 
Conor^t 
Ca.Tds 

Glaoial 

Drift. 

Ca.  Yds. 

Solid 

.Rook. 

Ctt.Td8. 

Retaining 
Wall. 
Cu.Tda. 

Wire  Mills  Road  Bridice,  Main  Chan- 
nel, Seo.  16 

• 

606 

E.,  J.  A  B.  R.  R.  Co/8  Bridire,  between 
Sees.  10  and  17 

f 

I 

) 

1 

Towpath  Bridge.  Seo.  17 

459 

76 

880 

Cass  Street  Bridcre.  Seo.  18 

a'    '  io' 

900         ?M 

1 

1 
j 

a" 

;        4,190 

90 
780 

1,800 

JefFenon  Street  Bridce,  Seo.  18 

C,  R.  I.  A  P.  Ry.  Oo.*8  Brid«re,  Seo. 
18 : 

11,818 

Totals 

168,900 

68,610 

7,969 

^8,180,600.6 

18,877,564.1 

880.749.54 

*  RiTer  Diyersion. 

1 900  oa.  yds.  Retaining  Wall. 

;  Retaining  Wall. 
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DATE. 


Biver  Diversion. 


Glacial 

Drift. 

Cu.  Yds. 


1,810,660 


Solid 

Rook. 

Ca.Td8. 


Piles. 
Lineal 
Feet. 


258,660 


Masonry 

and 
Conor*t. 
Cn.Yd8. 


116,910.5 


566.57 

1,041.84 
452 
76 
380 

1,070 


ESTIMATED  RBMAIKINO  TO  BE 
DOKS. 


Modn  OhanrUl, 


Olaolal 

Drift. 

Cu.  Yds. 


250 
150 


Solid 

Rook. 

Ca.Yds 


68,120.95 


308,489 


110 
2,006 


Piles 
Lln.Ft 


Has*y& 
ConcrU 
Cu.Yds 


PCBCBNTAGE  COX- 
PLBTBD. 


60,581 


84,887 


898 
620 
862 


100 


si 


#»•■■• 


29.1 
09.3 


256  ,  100 

I' 


20,576  i    99.1 


100 


Ma- 
sonry 

and 
Conor't 


100 

I  100 
'    58.5 
.    10.9 
I    80  5 


I 


80.6 


99 


76.1 


PUes. 


W.9 
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REPORT  IN  RBFERBNCB  TO  COMPLBTION 
OP  CONTRACT  AS  TO  RBMAINDBR  OF 
WORK  ON  SBCnONS  K  AND  L. 

The  Clerk  presented,,  and  read,  a  report 
from  the  Chief  Bngin^r,  being  final  cer- 
tificate with  refe^nce  to  the  completion 
of  the  remainder  of  the  work  on  the  con- 
tract with  Mesars.  Christie  A  Lowe  for 
work  on  Section  K,  and  also  unfinished 
excavation  of  accessible  portion  of  Sec- 
tion L  under  verbal  promise  with  said 
C(»itractor8;  the  report  being  accompa- 
nied by  En^neer's  voucher  No.  S7,  in 
favor  of  Christie  &  Lowe,  for  the  sum  of 
|8,09a80. 

Mr.  Kelly,  seconded  bv  Mr.  Mallette» 
moved  that  the  report  be  received  and 
tliat  the  President  and  Clerk  be  directed 
to  pay  to  said  contractors  the  sum  of 
98,098.80,  the  amount  shown  to  be  due 
on  said  accompanying  voucher,  upon  the 
execution  by  said  contractors  of  a  proper 
receipt  for  same  in  the  usual  form  as 
heretofore. 

On  roll-call  the  vote  stood:  Teas — 
Messrs.  Boldenweck,  Braden,  Jones, 
Kelly,  Mallette,  Smyth  and  Wenter— 
seven.    Nays — ^none. 

Upon  this  result  the  President  de- 
clared the  motion  carried. 

The  following  is 

THB  FINAL  CBRTIFICATB  OF  THB  CHIBF 

BNGINBBR: 

"December  d7th,  1899. 
To  the  Honorable f  the  Board  of  Tnuteee  of  the 
Sanitary  JHttrict  of  Chicago : 

Gbmtlbmbn  — I  hereby  certify  that 
Christie  A  Lowe,  contractors  for  Section 
K,  under  contract  dated  December  27th, 
1898,  have  completed  all  of  the  unfin- 
ished excavation  of  said  section  and  of 
the  unfinished  excavation  of  Section  L 
to  which  they  have  had  access  in  accord- 
ance with  their  verbal  promise  made  at 
the  time  they  received  their  final  nay- 
ment  for  work  completed  on  Section  K 
prior  to  the  date  of  said  payment,  No- 
vember d5th,  1896,  and  In  accordance 
with  the  order  of  the  Chief  ESngineer, 
dated  August  4th,  1899,  and  the  further 
order  of  ttie  Committee  on  Engineering, 
passed  September  20th,  1899.  and  the 
satisfaction  of  the  Chief  Engineer.  This 
certificate  is  given  subject  to  any  unac- 
crued or  unmatured  liabilities  or  duties 
arising  or  growing  out  of  said  contract. 
The  volume  and  value  of  work  done  is 
as  per  final  estimate  herewith  submitted. 

Respectfully  submitted. 

(Signed)  Isham  Randolph, 

Chief  Engineer.'' 
(Accompanied  by  voucher  for  98,098.80.) 


REPORT  IN  RBFERBNCB  TO  PAYMENT  FOR 
FORCB  ACCOITNT  WORK  AT  BfOHT- 
TRAOE    BRIDGB. 

The  Clerk  presented,  and  read,  a  report 
from  the  Chief  Engineer  setting  forth 
that  Messrs.  McArthur  Bros.  Company 
ask  that  provision  be  made  for  the  pay- 
ment of  the  men  employed  by  them  oo 
force  account  work  for  the  District  at 
the  Eight-Track  Bridge,  to  the  amount 
of  about  113.000;  the  Chief  Engineer 
asking  tiiat  tlie  Board  authorize  pay- 
ment on  the  voucher  of  the  Chief  Bn^ 
neer  to  meet  this  requirement,  said 
voucher  to  be  made  by  him  as  soon  as 
the  actual  amount  can  be  ascertained. 

Mr.  Kelly,  seconded  by  Mr.  Braden, 
moved  that  the  report  be  received  and 
the  payment  of  said  voucher  as  re- 
quested therein  authorised. 


On  roU-call  the  vote  stood: 
Messrs.  Boldenweck,  Braden,  Jones, 
Kelly,  Mallette,  Smyth  and  Wenter — 
seven.    Nays — none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THE  REPORT: 

"CmoAQO,  December  27, 1899. 

To  the  Honorable,  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  : 


Gentlbmbn— I  am  advised  by  Mo- 
Arthur  Brothers  Company  that  the  work 
at  the  Eight-track  Bridge  is  so  far  ad- 
vanced that  it  will  be  necessary  for  them 
to  lay  oflf  the  large  numbw  of  men 
whom  they  have  been  employing  on 
force  account  for  this  District,  on  Satur- 
day or  Monday  next.  They  ask  that 
provision  be  made  for  the  payment  of 
these  men.  The  amount  to  be  paid  they 
state  will  be  about  $19,000.00.  I  ask 
that  you  authorize  payment  <m  the 
voucher  of  the  Chief  Engineer  of  a 
voucher  to  meet  this  requirement.  Said 
voucher  to  be  made  by  him  as  soon  as 
he  can  ascertain  the  actual  amount  of 
the  rolls. 

Respectfully  submitted, 

(Signed)  Ishah  Ranix>i<ph, 

Chief  Engineer.*' 

REPORT  IN    RBFERBNCB  TO  COMPLBTION 
OF  CONTRACT  FOR  SECTION  B. 

Mr.  Smyth,  Chairman,  presented,  and 
the  Clerk  read,  a  report  from  the  Com- 
mittee on  Engineering  with  reference  to, 
and  accompanied  by,  the  final  certificate 
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of  the  Chief  Engineer,  and  mipplement 
thereto,  in  favor  of  Halyorson,  Richards 
ft  €o.,  assignees  of  the  contract  for  the 
ezcavation  of  Section  E,  the'  report 
being  also  accompanied  by  affidavit  as 
to  claim  of  Qiialey  Construction  Com* 
pany  and  also  by  list  of  claims  referred 
to  in  toid  certificate  and  aggregating 
$11,621.93;  and  recommending  that  the 
Clerk  of  the  District  be  directed  to  pay 
to  said  HalTorson.  Richards  &  Co.  the 
sum  of  $59,221.22  upon  the  execution 
of  a  receipt  for  same  and  waiver  and 
release  of  all  claims  except  as  set  forth 
in  the  report,  and  also  recommending 
that  the  President  and  Clerk  be  directed 
to  ]^y  the  respectiye  amounts  to  the 
parties  mentioned  in  the  statement  of 
claims  aggregating  the  sum  of 
$11,621.98,  the  same  being  for  labor 
performed  and  material  furnished  to 
Angus  &  Qindele  and  used  upon  said 
Section  E;  all  as  set  forth  in  the  report. 

Hr.  Smyth,  seconded  by  Mr.  Jones, 
mored  that  tne  report  be  adopted  and 
the  reconmiendations  contained  therein 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweok,  Braden,  Jones, 
Kelly,  Mallette,  Smyth  and  Wenter— 
seven.    Naye— none. 

Upon  this  result  the  President  declared 
the  motion  carried. 

The  following  is 

THB  BBPORT :  • 

''CmOAOO,  December  27, 1899. 

To  th6  JBonarable,  the  Board  of  Trtuteea  of  the 
Sanitary  District  of  Chicago: 

Gbntlrmsn— The  Committee  on  Engi- 
neering herewith  presents  the  final  cer- 
tificate of  the  Chief  Engineer  of  the  San- 
itary District,  dated  l^ovember  22,  1899, 
and  the  supplement  thereto,  dated  De- 
cember 28,  1899,  in  favor  of  Halvorson, 
Richards  &  Ca ,  assignees  of  the  contract 
for  the  excavation  of  Section  "£"  of  the 
Main  Drainage  Channel,  said  contract 
being  dated  Januarv  81, 1898.  This  con- 
tract was  made  with  the  firm  of  Angus 
&  Qindele,  and  by  their  receiver  as- 
signed to  Halvorson,  Richards  &  Co. 
Your  Committee  has  examined  said  cer- 
tificate and  considered  the  subject  mat- 
ter thereof.  Said  certificate  shows  a 
total  balance  earned  on  said  contract, 
amounting  to  eighty* six  thousand  and 
eighty  dollars  and  three  cents  ($86,- 
080.08),  subject  to  the  following  amounts 
which  are  to  be  deducted  therefrom: 


1.  Thesanitary  District  advanced  up- 
on said  contract, -while  held  by  Angus  & 
Qindele,  twelve  thousand  nine  hundred 
and  seventy-eight  dollars  and  twenty- 
four  cents  ($12,978.24),  which  is  to  be  re- 
tained from  said  amount. 

2.  Eleven  thousand  six  hundred  and 
twenty-one  dollars  and  ninety-three 
cents  ($11,621.98)  for  Ittbor  performed  for, 
and  material  furnished  to,  said  Angus  & 
Qindele  and  used  upon  said  Section  ''E,** 
as  shown  by  the  hereto  attached  state- 
ment of  claims  filed  with  the  Clerk  of 
the  District  by  said  Aneus  &  Qindele 
and  by  them  directed  to  be  paid  to  the 
parties  mentioned  therein. 

8.  Two  thousand  two  hundred  and- 
fifty-eight  dollars  and  sixty-four  cents 
($2,268.64)  paid  by  the  Sanitary  District 
of  Chicago  to  (jkthan  &  Byrne  for  work 
done  on  the  Summit  and  Lyons  high— 
way. 

Under  the  terms  of  said  contract,  the- 
Sanitary  District  has  the  right  to  pay 
said  amount  of  eleven  thousand  six 
hundred  and  twenty-one  dollars  and 
ninety-three  cents  ($11,621.98)  to  the- 
parties  entitled  thereto,  and  there  is 
no  objection  to  paying  the  said  amount 
either  by  said  Angus  &  Qindele  or  by 
said  Halvorson,  Richards  &  Co, 

Your  Committee,  therefore,  recom- 
mends that  the  Clerk  of  the  District  be 
directed  to  pay  to  said  Halvorson,  Rich- 
ards &  Co.  the  sum  of  fifty- nine  thou- 
sand two  hundred  and  twenty-one  dol- 
lars and  twenty- two  cents  ($59,221.22> 
upon  their  executing  a  receipt  for  the 
same  and  a  waiver  and  release  of  all 
claims  against  the  District  for  work 
done  upon  said  Section  "E**,  except  such 
claims  for  extras  as  are  included  in  the 
statement  of  claims  made  by  said  Hal- 
vorson, Richards  &  Co.  and  now  on 
file  with  the  District,  and  except  a 
claim  for  two  thousand  two  hundred 
and  fifty- eight  dollars  and  sixty- four 
cents  ($2,258.64)  paid  by  said  Sanitary 
District  to  Qahan  &  Byrne  for  work  done 
on  the  Summit  and  Lyons  highway. 

Your  Committee  further  reoonmiends 
that  the  President  and  Cierk  of  the  Dia- 
triet  be  directed  to  pay  the  respective- 
amounts  to  the  various  parties  men- 
tioned in  the  statement  of  claims  hereto 
attached,  upon  their  executing  a  receipt 
for  the  same,  said  claims  aggregating 
the  sum  of  eleven  thousand  six  hundred 
and  twenty- one  dollars  and  ninety-three- 
oents  ($11,621.98)  and  due  for  labor  per- 
formed for,  and  material  furnished  to^ 
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said  Angus  &  Gindele  and  used  upon 
atud  Beotion  •*£". 

Respectfully  submitted, 
•(Signed)  Thomas  A.  Smyth, 

Chairman. 
J.  P.  Mal*i.ette, 
J.  C.  Bkadex, 
Wm.  Boldbnwkc^k, 
Thomas  Kelly, 
Fkaxk  Wenteu, 
Alex.  J.  Jones, 
Committee  on  Engineer  big. ^^ 
'(Four  enclosures.) 


The  following  is 

THB  FINAL   CERTIFICATE  OP  THE  CHIEF 

ENGINEER: 

••CmoAOO,  Nov.  22, 1899. 

To  t?ie  BbftorabUf  the  Board  of  Trustees  of  tJu 
•Sanitary  JHetrict  of  Chicago: 

Qbntlemen— Owing  to  the  fact  that 
Section  *^£'*  has  been  in  the  hands  of 
three  successive  contracting  firms  it  is 
fiecessary  in  rendering  the  final  certifl- 
•cate  to  preface  it  with  an  explanatory 
statemept. 

This  section  was  first  let  to  Streeter  & 
Kenefiok  under  a  contract  dated  Janu- 
ary 81, 1898.  After  removing  all  of  the 
material,  amounting  to  490,648  cubic 
yards,  which  could  to  handled  with  ap- 
l>arent  profit,  these  original  contractors 
abandoned  the  work,  and  after  adver- 
tisement the  section  was  re-let  to  Angus 
>&  Gindele  on  September  19,  1894  (Pro- 
ceedings, page  2206).  On  December  22, 
1896,  these  contractors  went  into  the 
hands  of  a  receiver.  On  March  8,  1897, 
the  Sanitary  District  of  Chicago  ac- 
■cepted  the  assignment  of  the  section  by 
Angus  &  Qindele  to  Halvorson,  Richards 
-&  Go.  (see  Proceed  logs,  page  8918).  The 
amount  of  excavation  credited  on  cor- 
rected estimates  to  Angus  &  Qin- 
dele is  898,668  cubic  yards  of  glacial 
drift.  Under  this  assignment,  Hal- 
vorson, Richards  &  Go.  proceeded  to 
<somplete  the  work,  and  they  have  so 
-completed  it  in  accordance  with  the 
terms  of  the  contract  (except  as  here- 
inafter noted),  and  in  compliance 
with  the  order  issued  by  the  Ghief  En- 
^neer  under  instructions  from  the  Board 
of  Trustees  for  revetting  the  section  (see 
page  4299  of  Proceedings)  which  said 
order  fixed  the  price  of  said  revetment 
■at  forty-five  (46)  cents  per  cubic  yard,  to 


the  satisfaction  of  the  Ghief  Eng^ineer, 
except  that  the  outer  levee  called  for  in 
the  contract  for  this  section  has  never 
been  buUt,  and  the  section  was  not  com- 
pleted on  November  1. 1897,  as  stipulated 
in  the  assignment. 

The  volumes  and  values  of  work  per- 
formed as  shown  on  the  final  estimate 
are  as  follows: 

1,4^981  oQbio  yards  Qlacial  Drift  at 

«7a $884,744  87 

312,9r5  oablo  yards  Solid  Rook  at  70o. .  148,872  00 
l,70a  oabto  yards  Dry  Rubble  Masonry 

atS8.00 8.404  00 

108,157  oubto  yards  Rovetment  wall  at 

4fio 86,990  65 

RemOTioff  Dam  between  Sections  D 

and  B  previously  reported 488  10 

Total  amount  to  date $684,486  12 

Less  amount  returned  on   previous 
esUmates 546,416  49 

On  face  of  estimate  amount  due  and 
unpaid $  78,018  68 

Vouchers  held  by  Sanitary 
District  for  final  adjust- 
ment. No.  46 $  6,878  87 

No.  47 2,166  09 

7409  99 

Total $85,64798 

The  total  amount  shown  as  unpaid 
amounts  to  $85,547.92.  At  the  time  of 
the  assignment  of  this  section  by  Angus 
&  Qindele  the  statement  of  their  account 
was  as  follows:     « 

896,668  cubic  yards  at  27o.. .  .$949,640  86 

Paid  on  current  estimates . . .  $909«668  48 

Balance  held  by  Sanitary 
DIs-trict  of   Chicago  was. 

Reserved  percentage $80J)80  04 

Unpaid  Youcbers 9,641  84 

Total $39,971  88 

Sundry  claims  against  Angus  &  Gin- 
dele, paid  by  Sanitary  District  of  Chi- 
cago: 

Laborers,  Clerk*s  voucher  No.  9;Bei, 

passed  December  80, 1896 $  6,488  88 

Laborers,  Clerk*s  voucher  No.   9,922, 

passed  December  90, 1808 6  06 

Labor  claims,  Clerk^s  voucher  No.  1,909, 

passed  January  27,  Ifi^ 1,887  80 

Repair  of  levee,  Clerk^s  voucher  No.  '' 

65,  passed  March  17.1897 584  SO 

Labor  claims.  Clerk's  voucher  No.  297. 

passed  June  80, 1897. 4,67760 

Total  amount  of  vouchers  rendered  $19,078  84 
Balance  held  by  Sanitary  Dis- 
trict of  Chicago $86,998  64 
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Credit  by  Warrant  No.  1,042, 
unpaid ..406  66 

Credit  by  unoalled  for  pay 
envelopeB 188  45 

$97,806  75 


The  reserved  percentage  was,  by  as- 
signment, made  over  to  Halvorson, 
Richards -&  Co.,  subject  to  such  out- 
standing obligations  as  the  Sanitary  Dis- 
trict might  be  called  upon  to  pay.  These 
payments,  as  shown  aboTe,  amounted  to 
fl2,978.24,  which  consumed  the  unpaid 
Yonchers  ($9,641 .84)  and  $8,886.40  of  the 
of  the  reserved  percentage,  leaving  the 
amount,  as  shown  above,  $27,525.76. 
Including  the  two  credits  to  this  balance, 
the  total  balance  shown  as  unpaid 
amounts  to  $86,080.88.  Against  this  bal- 
ance, we  are  advised  of  claims  amount- 
ing to  $11,621.98,  which  are  admitted  by 
Angus  &  Qindele. 

There  is  also  filed  with  the  District  by 
the  Qualey  Ck>nstruction  Company  a 
claim  of  $5,600  which  Angus  &  Gindele 
do  not  recognize  as  valid. 

I  recommend  that  the  treasury  of  the 
Sanitary  District  be  reimbursed  $12,- 
978.24  expended  on  account  of  Angus  & 
Qindele.  the  admitted  claims  amounting 
to  $11,621.98  be  paid  to  the  respective 
claimants,  and  that  $5,600.00  be  held 
pending  a  determination  of  the  validity 
of  the  Qualey  claim,  to  be  paid  over 
after  said  determination  to  which  ever 
claimant  established  a  right  to  it;  that 
the  aggregate  of  these  sums.  $30,200.17, 
be  deducted  from  the  unpaid  Imlance  of 
$86,080.08  (vis:  Amount  of  final  esti- 
mate, $85,547.92+$408.66+$128.45),  and 
that  from  the  balance  of  $55,879.86,  the 
sum  of  $2,258.64  be  retained  by  the  Sani- 
tary District  on  account  of  a  certain 
payment  made  to  Gkihan  &  Byrne  (see 
Voucher  No.  679,  Tax  Levy  of  1897), 
for  work  done  on  the  Summit  and 
Lyons  Highway  which  Halvorson,  Rich- 
ards &  Co.  as  assignees  of  Angus  & 
Gindele  should  have  done  free  of  cost 
to  the  Sanitary  District,  and  that  after 
this  deduction  the  remaining  balance 
of  $53,621.22  be  paid  over  to  Halvor- 
son, Richards  &  Co.  assignees  of  Angus 
&  Qindele. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

C?U€f  Engineer,"'' 


The  following  is 

THB  SUPPLBMBNT  TO  THE  FINAL  CBRTI- 
FICATB  OF  THB  CHIBF  ENGINBBR : 

**CHiCAao,  December  28, 1899. 

To  (he  SoHorabUy  tfie  Board  of  Trwtees  ofth& 
Sanitary  District  of  Chicago: 

QsMTLEMBN—In  my  final  certificate  of 
the  work  on  Section  **E",  dated  Novem- 
ber 22,  1899,  among  other  recommenda- 
tions, I  make  the  following: 

*I  recommend  that  the  treasury  of  the 
Sanitary  District  be  reimbursed  $12,- 
978.24  expended  on  account  of  Angus  & 
Qindele,  the  admitted  claims  amounting 
to  $11,621.98  be  paid  to  the  respective 
claimants,  and  that  $5,600.00  be  held 
pending  the  determination  of  the  validity 
of  the  Qualey  claim,  to  be  paid  over  after 
said  determination  to  whichever  claim- 
ant establishes  a  right  to  it.' 

My  recommendation  as  quoted  stands, 
except  as  to  the  Qualey  claim,  which  I 
am  satisfied  cannot  be  sustained  as 
against  this  District.  In  support  of  thia 
conclusion,  I  attach  hereto  tne  affidavit 
of  C.  H.  Richards,  of  the  firm  of  Hal- 
vorson, Richards  &  Co.,  showing  and 
setting  forth  that  the  steam  shovel  wa& 
never  used  in  the  work  of  said  Section 
'*E*',  but  was  removed  from  the  right  of 
way  and  lands  of  the  Sanitarp^  District 
by  the  said  Qualey  Construction  Com- 
pany and,  as  affiant  was  informed,  sold 
to  other  parties.  I  therefore  recommend 
that  this  amount  of  $5,600.00  be  paid 
over  in  conformity  with  the  terms  of  the 
assignment  made  by  Angus  &  Qindele- 
to  Halvorson,  Richards  &  Co. 

Respectfully  submitted, 

(Signed)    -  Isham  Randolph, 

Chief  Engineer.'" 


ADJOURNMBNT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Wenter,  the  Board  then  adjourned. 


CUrk. 


